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/\gnew  & Company,  condition  of  levees  on  Sections  6 and  7,  November  22,  1893 1582 

Agreements,  Special  Work,  Main  Channel— 

Alfred  Harlev,  agreement  with,  for  river  diversion  work,  Section  1,  August  30,  1893  . 1429 

Heidenreich  Co.,  The,  authority  for  building  trestle  on  Section  A,  October  18,  1893 1519 

John  Lehman,  agreement  with,  for  river  diversion  work,  Section  1,  December  15, 1893. .....  1622 

Mason,  Hoge  & Co.,  agreement  with,  for  river  diversion  work,  Sections  11  and  12,  September 

27,  1893 1470 

McArthur  Bros.  Co.,  agreement  with,  for  river  diverson  work,  Sections  2, -8  and  4,  August  30, 

1898 ;..... 1427 

McArthur  Bros.  Co.,  agreement  with  (under  order),  for  river  diversion  work.  Section  5, 

November  8,  1893 1548 

McArthur  Bros.  Co.,  agreement  with,  for  building  of  Summit  Spillway,  December  13, 1893. . . 1614 
McArthur  Bros.  Co.,  agreement  with,  for  removal  of  material  below  Summit  Spillway, 

December  23, 1893 1640 

E.  D.  Smith  & Co.,  agreement  with,  for  pudding  Stephens  street  (Lemont)  and  Santa  Fe 

bridges,  September  27, 1893 1468 

Ames,  Wilson,  land  purchased,  March  15, 1893 1105 

American  Forcite  Powder  Co.,  lease-hold  purchased,  May  24,  1893 1238 

Amendment  to  minutes  Special  Meeting,  October  30, 1893,  October  31 , 1893 1536 

Annual  Meeting  (Fourth),  December  5,  1893 1596 

Appropriations— 

$400  to  complete  Sag  building,  February  1, 1893 1030 

$200  for  Mount  Forest  foot-bridge,  February  1, 1893 1031 

$500  for  changes  in  Sag  building,  July  19, 1893. 1342 

Atchison,  Topeka  and  Santa  Fe  Railroad  Company,  Lemont  bridge  and  crossing  agreement, 

August  4,  1893.... 1382 

Aurora  Brewing  Company,  land  purchased,  November  22, 1893 1580 

Attorney,  Orrin  N.  Carter,  instructed  and  ordered— 

To  contract  with  Title  Guarantee  and  Trust  ^Company  for  opinions  to  titles  of  right  of  way 

lands  under  ordinance  of  January  4, 1893,  Willow  Springs  to  Summit,  January  4,  1893 979 

To  prepare  new  lease  with  McArthur  Brothers,  for  buildings,  January  18, 1893  994 

To  stipulate  for  dykes,  Piper,  Ames,  et  al.  case,  February  2, 1893.. 1037 

To  take  necessary  steps  to  obtain  judicial  decision  on  eight-hour  law,  February  15,  1893 1053 

To  prepare  lease  of  buildings  on  Section  C,  to  Western  Dredging  and  Improvement  Company, 

March  15,  1893 1105 

To  stipulate,  in  deed  for  Prescott  land,  that  iron  drains  will  be  put  in,  March  29, 1893 1132 

To  perfect  appeal  in  Yore,  Cook  et  al.  case,  April  5,  1893 1140 

To  prepare  lease  with  L,  D.  Conner  & Co.  for  buildings  on  Sections  A and  B.,  April  5, 1893. . . 1140 
To  render  opinion  on  ownership  of  Canal  when  improved  by  Sanitary  District,  April  29, 1893  1199 
To  prepare  ordinance  for  right  of  Way,  Summit  to  Itobey  street,  May  17, 1893-. 1233 
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Attorney,  Orrin  N.  Carter,  instructed  and  ordered—  Page. 

To  contract  with  Title  Guarantee  and  Trust  Company  for  opinions  to  titles  of  right  of  way 

lands,  Summit  tp  Robey  street,  May  24,  1893 1246 

To  take  certain  steps  in  the  Santa  Fe  case,  Lemont  crossing,  July  19,  1893 1345 

To  contract  with  W.  C.  Barber  for  additional  Will  County  abstracts,  August  30, 1893. 1426 

To  enter  into  an  agreement  with  Charles  A.  Markstrom,  for  use  of  land,  September  13. 1893.  1455 

To  condemn  right  of  way  lands  between  Lockport  and  Joliet,  October  4, 1893 1497 

Attorney,  Orrin  N.  Carter,  reports— 

Appointing  H.  R.  Pearson  as  Assistant  Attorney,  January  11,  1893 986{ 

Returning  deposit  on  John  Tiedt  land,  January  25,  1893 1002 

Asking  authority  for  right  of  way  man  for  Will  County,  February  1,  1893 1032 

Returning  unearned  insurance  premiums,  Piper  buildings,  March  8, 1893. 1096 

Opinion  with  General  Counsel  on  possession  of  Illinois  and  Michigan  Canal,  May  3, 1893 1205 

Returning  deposit  for  Nagle  land,  May  31,  1893 1250 

Making  requisition  for  one  clerk,  May  31, 1893 1253 

Making  requisition  for  additional  emergency  fund  of  $2,000,  June  14,  1893... 1278 

Opinion  on  8-hour  law,  June  21,  1893 1288 

Concerning  additional  Will  County  abstracts,  August  30,  1893 1426 

Returning  money,  sale  of  Keig  House,  September  13,  1893 1453 

Returning  money  received  from  Henry  taxes,  September  13,  1893 1454 

Appointing  Thos.  B.  Lantry  as  Assistant  Attorney,  September  13,  1893 1453 

Appointing  W.  W.  Wheelock  as  Assistant  Attorney,  December  6,  1893 1603 

Transmitting  Summit  and  Willow  Springs  ordinances  for  roadway  and  bridge,  December 

13.1893  ■ 1613 

Attorney  and  General  Counsel,  opinions  by- 

On  maintenance  of  public  order  on  right  of  way,  January  11, 1893 985 

On  ownership  of  Illinois  and  Michigan  Canal  when  improved,  May  3,  1893 1205 

On  ownership  of  Illinois  and  Michigan  Canal  when  improved  and  on  power  of  Board,  May 

10.1893  1217 

On  8-hour  law,  by  Judge  Moran,  special  counsel,  June  21,  1893 1288 

Badger,  Alpheus  C.,  land  purchased,  November  15, 1893 1569 

Barber,  Wm.  C.,  proposal  to. supply  additional  Will  County  abstracts,  August  30, 1893. 1426 

Beder,  Jacob,  land  purchased,  February  23,  1893 1061 

Bennitt,  Fred.,  et  al.,  petition  to  employ  Joliet  men  on  Section  14,  referred  to  Committee  on 

Labor,  September  20, 1893 1463 

Berndt,  Augusta,  land  purchased,  November  22,  1893 1580 

Berndt,  Robert,  land  purchased,  November  22, 1893 1580 

Blair  & Co.,  bid  for  $3,000,000  (second  issue,)  bonds,  December  13,  1893 1617 

Blow,  George  P.,  XJ.  S.  Navy,  communication  from,  August  16, 1893 1403 

Bonds- 

Ordinance  for  $3,000,000  (second  issue,)  November  8,  1893.. 1549 

Bids  and  bidders  for  $3,000,000  (second  issue,)  December  13,  1893 1617 

Report  of  Committee  on  Finance  on  bids  for  $3,000,000  (second  issue)  December  15,  1893 — 1618 

Contract  with  N.  W.  Harris  & Co.  for  $3,000,000  (second  issue,)  December  15,  1893 1619 

Boynton,  Chas.  W.,  land  purchased,  November  15, 1893. 1569 

Brewer,  F.  D.,  M.  D.,  communication  from,  on  inspection  Main  Channel  by.  International  Con- 
gress on  Public  Health,  October  4,  1893 1495 

Brown,  Wm.  J , communication  on  removal  of  rock  at  Momence  Dam,  September  13,  1893 1456 

Bruce,  James,  land  purchased,  May  17,  1893 1229 

Burgess,  Wm.  T.,  land  purchased,  November  15,  1893 1569 

Burke,  James  C.  and  John  C..  land  purchased,  April  19, 1893 1188 

Busse,  John,  Jr.,  land  purchased,  September  13,  1893 1454 

Burnham,  Wm.  B .,  land  purchased,  August  23,  1893 1415 

Cass,  George  W.,  land  -urchased,  April  19, 1893 1176 

Ceder,  Peter,  communi<  ation  from,  with  reference  to  laundry  on  right  of  way,  September  11,  1893  1443 

Chanute,  O.,  communit  xtion  from,  on  visiting  engineers  inspection  trip,  August  2,  1893 1366 

Chief  Engineer,  ordered— 

To  report  progress  on  river  diversion,  January  11,  1893  989 

To  loan  certain  maps  to  Health  Department,  City  of  Chicago,  January  18,  1893 997 

To  submit  revised  estimate  oncost  of  work,  Willow  Springs  to  Lockport  February  15,  1893.  1052 

To  investigate  floods,  Chicago  and  Desplaines  basins,  February  15, 1893 1054 

To  Prepare  map  and  profile  Desplaines  floods,  February  *3,  1893 1062 


INDEX.  ix 

Chibf  Engineer,  ordered — Page. 

To  report  bn  orders  of  November  2,  1892,  and  February  15,  1893,  March  15.  1893 1104 

To  repair  bridge  over  Canal  at  Willow  Springs  road,  March  22,  1893 1117 

To  report  on  overflow,  Illinois  valley,  March  29,  1893 1133 

To  report  when  Illinois  valley  information  will  be  ready,  April  12, 1893 1149 

To'  report  at  next  meeting  on  orders  of  November  2,  1892,  February  15  and  March  15,  1893  ; 

April  12,  1893 H68 

To  report  on  unfilled  orders  at  next  meeting,  April  26,  1893 1196 

To  prepare,  with  Attorney,  right  of  way  ordinance,  Summit  to  Robey  st.,  May  17, 1893 1233 

To  re-locate  Main  Channel  Sections  E-and  F,  May  24, 1893 1246 

To  submit  project  for  test  pits,  at  next  meeting,  May  24,  1893 1246. 

To  render  decision  on  glassification  claim  of  McArthur  Bros.,  on  Sections  2,3  and  4,  June  21, 

1893.. . 1294 

To  contract  with  J.  R.  Davis  & Son  for  test  pits,  June  28,  1893 1300 

To  submit  project  for  roadway  along  Main  Channel,  July  5, 1898 1318 

To  take  under  advisement  improvement  of  Chicago  River,  JuIyT2, 1893 1331 

To  direct  E.  D.  Smith  & Co.  to  construct  Western  Stone  Co.  brjdge  and  embankments, 

August  9,  1893 1402 

To  build  bridge  at  Stephens  st.,  Lemunt,  August  9,  1893 1402 

To  build  Santa  Fe  track  bridge  and  embankment,  at  Lemont  crossing,  August  9, 1893 — ,. . . . 1402 

To  change  river  diversion  and  levees,  Sections  D,  E and  F,  August  16, 1893 1403 

To  change  levee  heights,  Summit  to  Romeo,  August  16,  1893 1404 

To  construct  tow-path  road  at  cost  not  exceeding  $150  per  mile,  August  16, 1893 1404 

To  make  change  in  levees,  Sections  E and  F,  August  23, 1893 1410 

To  cause  river  diversion  to  be  completed  by  November  1,  September  6, 1893 1440 

To  notify  Agnew  & Co.  to  increase  force  to  400  on  Section  8.  September  11, 1893 1444. 

To  spoil  on  low  ground  on  Sections  C and  F,  September  13, 1893 1448 

To  build  bridge  at  Lyons  road.  Summit,  September  13, 1893 ■ . . 1455 

To  have,  with  Attorney  ^nd  Committee  on  Finance,  river  diversion  employes  insured,  Sep- 
tember 13, 1893 1456 

To  hurry  river  diversion  work  on  Sections  A and  B,  September  20, 1893 1462 

To  re-construct  Willow  Springs  bridge,  referred  to  Committee  on  Engineering,  September 

20,1893 1463 

To  have  borings  made  for  Spillway  at  Summit,  September  20, 18931 1463 

To  have  photos  taken  of  the  work  as  it  progresses,  September  27,  1893 1485 

To  waste  material  on  low  ground  on  Section  E,  October  4, 1893 1496 

To  have  Agnew  & Co.  hurry  completion  of  river  diversion  on  Section  8,  October  25, 1893. . . . 1532 

To  enlarge  river  diversion  on  Section  F,  November  1, 1893. 1538 

To  extend  river  diversion  through  Section  5,  by  McArthur  Bros.  Co.,  agents,  November  8, 

1893.. .. ,....1548. 

Chief  Engineer,  Isham  Randolph,  reports— 

Making  requisition  for  emergency  fund  of  $1,000,  allowed,  June  14, 1893 1276 

Appointing  U.  W.  Weston,  Superintendent  of  Construction;  D.  C.  Dunlap,  Assistant 
Superintendent  of  Construction;  Thos.  T.  Johnston,  First  Assistant  Chief  Engineer,  and 
Edgar  Williams,  Second  Assistant  Chief  Engineer,  nominated  and  confirmed,  June  14, 1893.  1276 

On  unfilled  orders,  June  14,  1893 1277 

On  project  for  test  pits,  June  14,  1893 1273 

On  McArthur  Bros.’  claim  on  Sections  2,  3 and  4,  June  21, 1893. . 1285 

On  changes  in  river  diversion,  June  21,  1893 — f — 1286 

On  transportation  along  Main  Channel,  June  21, 1893. 1286 

Transmitting  report  of  Superintendent  of  Construction,  June  21,  1893 1286 

Giving  decision  on  McArthur  Bros.’  claim  on  Sections  2,  3 and  4,  June  21,  1893. 1299 

On  project  for  test  pits,  June  21, 1893 1300 

Transmitting  specification^  for  service  boat,  J une  28, 1893 1301 

On  Ogden  ditch  inflow  and  condition  of  Chicago  River,  June  28,  1893 1304 

On  Ogden  ditch,  additional,  July  1,  1893 1308 

Appointing  A.  C.  Schrader  as  Assistant  Engineer,  nominated  and  confirmed,  July  5. 1893 — 1313 

Transmitting  bond,  as  Chief  Engineer,  July  5, 1893 ; 1314 

On  further  decision  on  McArthur  Bros.’  claim  on  Sections  2,  3 and  4,  July  12, 1893 1329 

On  condition  of  work  on  Agnew  <fc  Co.s’  sections,  July  19,  1893 1337 

On  Western  Stone  Co.  bridge  and  draining  Goose  Lake,  July  19, 1893 1339 

Transmitting  specifications  for  Stephens  street  bridge,  July  19, 1893 1344 

Transmitting  report  of  Superintendent  of  Construction.  July  26,  1893 1349 

Transmitting  bids  for  service  boat,  July  26. 1893 1351 

On  project  for  roadway  along  Main  Channel,  July  26. 1893 1352 
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Chief  Engineer,  Isham  Randolph,  reports—  Page. 

Requesting  that  S.  S.  Greeley  be  employed  for  survey  near  Robey  street,  fJuly  26,  1893 1352 

Appointing  F.  G.  Ewald  as  Special  Assistant  Engineer,  nominated  and  confirmed,  July  26, 1893  1353 

On  condition  of  McArthur  Brothers’  work,  August  2, 1893 1358 

On  change  in  river  diversion,  August  2,  1893 1360 

On  retaining  whits,  August  2,  1893 1360 

On  re-locating  channel  on  Sections  E and  F,  August  2, 1893 1361 

Transmitting  property  return,  August  2, 1893 1361 

On  draining  Goose  Lake,  August  2, 1893 1365 

On  condition  of  Harlev’s  work,  August  4, 1893 1381 

On  condition  of  Conner  & Co.’s  work,  August  4, 1893 1381 

On  machinery  for  Agnew  & Co.,  August  9, 1893 1389 

On  fixing  height  of  levees,  Summit  to  Romeo,  August  9, 1893 1398 

On  changes  in  levees,  Sections  E and  F,  August  23, 1893 1409 

Submitting  report  of  Superintendent  of  Construction  on  work  at  date,  August  28, 1893 1410 

On  complaints,  August  23, 1898 1414 

On  hydrauiic  test,  Sections  2,  3 and  4,  August  30, 1893 1421 

On  condition  of  Harlev  section,  August  30, 1893 1426 

Recommending  extra  advertisement,  Sections  2,  3 and  4,  September  6,  1893 1436 

On  railroad  changes,  Section  14,  September  6, 1893. 1436 

On  condition  of  Agnew  Sections,  September  6,  1893 1437 

On  spoiling  on  low  ground,  Sections  C and  F,  September  13, 1893 1448 

Transmitting  river  diversion  vouchers,  Sections  1, 2 and  4,  September  20, 1893 1467 

On  extra  work,  change  of  line,  Section  11,  September  27, 1893 1471 

Transmitting  specifications.  Sections  GtoM,  September  27,  1893 1471 

On  completion  of  river  diversion  on  Section  A,  October  4, 1893 1492 

On  hydraulic  test,  Sections  2,  3 and  4,  October  4, 1893 1492 

On  size  of  force  employed  on  entire  work,  October  4,  1893 1493 

Transmitting  river  diversion  vouchers.  Sections  1,  2 and  4,  October  11,  1893 1503 

On  trestle'on  Section  A,  October  11,  1893 < 1506 

Transmitting  Spillway  specifications,  October  18, 1893.. . 1617 

On  manner  of  constructing  Spillway,  October  18, 1893 , 1517 

Transmitting  river  diversion  vouchers.  Sections  1,  2,  4, 11  and  12,October  25,  1893 1524 

Transmitting  deposits  for  plans  not  Returned,  Sections  2,  8 and  4,  October  25, 1893 1533 

On  levee,  Sections  A and  B,  November  8.  1893 1544 

On  condition  of  work  of  McCormick  Construction  Co.,  November  17,  1893 1575 

Transmitting  certificate  of  work.  Section  14,  November  17,  1893 1676 

On  raising  bridges  over  Canal,  November  29, 1893 1588 

Transmitting  John  Lehman  agreement  on  Section  1,  December  15,  1893 1623 

On  condition  of  work  on  Main  Channel,  December  20,  1893 1628 

Transmitting  McArthur  Bros.  Co.’s  agreement  for  removal  of  material  below  Spillway, 

December  20,  1893 1636 

Transmitting  deposits  for  plans  not  returned,  Sections  G to  M,  December  27,  1893 1646 

On  delinquent  contractors,  December  27,  1893 1647 

Chief  Engineer,  Benezette  Williams,  Reports— 

On  progress  on  various  orders,  January  14, 1893  976 

On  re-organization  of  force,  January  4, 1893. 977 

On  Lockport  office,  January  4,  1893 978 

On  progress,  river  diversion,  January  18,  1893 992 

On  tabulation  of  bids.  Willow  Springs  to  Summit,  January  26, 1893 1024 

On  Summit  office,  February  1,  1893 1030 

Asking  additional  appropriation  for  Sag  building,  February  1, 1893 1030 

On  Mt.  Forest  foot  bridge,  February  1,  1893 1031 

Presenting  bond  as  Chief  Engineer,  February  1, 1893 1031 

On  maps  for  Board  room,  March  i,  1893 1067 

On  flood  waters,  March  1, 1893 1067 

On  tail  race,  referred  to  Joint  Committee  on  Engineering  and  Finance,  March  1, 1893 1070 

Appointing  Assistant  Engineers,  referred  to  Joint  Committee  on  Engineering  and  Finance, 

March  8,  1893  1090 

Transmitting  general  form  of  contracts,  referred  to  Committee  on  Engineering,  March  15, 

1893 1101 

On  Western  Stone  Oo.  bridge  specifications,  March  22,  1893 lllfc 

On  maps  for  filing  and  progress,  March  22,  1893 1113 

On  bench  marks,  March  29, 1893. . . , ; 1122 

On  revised  estimate  on  cost  of  Channel,  Summit  to  Lockport,  March  29,  1893., 1124 
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Chief  Engineer,  Benezette  William^,  reports—  Page. 

On  Desplaines  overflow,  March  29. 1893 1128 

On  comparison  of  floods.  Chicago  and  Illinois  rivers,  April  5, 1893 1136 

On  progress  of  Illinois,  Valley  overflow  report,  April  19, 1893 1172 

On  description  of  Main  Channel,  etc.,  April  19, 1893 . 1172 

On  filling  Chicago  River  at  Jackson  street,  April  26,  1893 1198 

On  progress  on  unfilled  orders,  May  3, 1893 . .,. 1204 

On  deposits  for  plans  not  returned,  Willow  Springs  to  Ashland  avenue,  May  10, 1893 1215 

Transmitting  Stephens  Street  bridge  specifications,  May  10, 1893 1215 

Nominating  Assistant  Engineers,  May  10,  1893. 1216 

On  test  pits,  May  31, 1893 1249 

Resignation  as  Chief  Engineer,  June  7, 1893 1283 

Chillicothe,  City  of,  invitation  from,  to  visit  Illinois  Valley,, September  13, 1893 1457 

Christie  & Lowe,  awarded  contracts  for  Sections  I and  K,  December  23.  1893 1641 

Clerk,  Thomas  F.  Judge,  ordered  and  directed— 

To  deposit  H.  J.  Willing  Warrants  Nos.  908  and  909  with  Treasurer  of  District,  January 

18,  1893 , 997 

To  notify  contractors  to  communicate  with  Sanitary  Inspector  before  locating  camps, 

February  15, 1893 1052 

To  notify  contractors  on  Sections  A,  B,  C,  D,  E and  F to  begin  work,  March  8,  1893 1097 

To  pay  for  Wilson  Ames’  land,  March  15, 1893 1105 

To  advertise  and  sell  portable  property  on  right  of  way,  March  22, 1893 1118 

To  execute,  with  President,  appeal  bonds  in  Yore,  Cook  et  al.  case,  April  5, 1893 1140 

To  pay  for  Moses  J.  Wentworth  land,  April  5,  1893 1141 

To  execute,  with  President,  appeal  bonds  for  $1,000,  and  $50,000  in  Yore,  Cook  et  al.  case, 

April  12,  1893 1166 

To  deposit  with  Globe  National  Bank  amount  of  verdict  in  Yore.  Cook,  et  al.  case,  April  12, 

1893 1166 

To  pay  for  Columbia  Park  land,  April  12, 1893 1167 

To  return  checks  pf  John  Griffiths  and  W.  S.  Carkiri,  deposited  with  bids,  April  12, 1893 1168 

To  pay  to  Melville  E.  Stone,  Treasurer,  money  for  payment  of  interest  on  $2,000,000  first  issue 

bonds,  April  12, 1893 1168 

To  pay  for  John  C.  and  James  C.  Burke  lands,  April  19, 1893 1188 

To  deposit  with  County  Treasurer,  amount  of  verdict  for  Abbitt  land,  and  deposit  Abbitt 

warrant  with  Treasurer  of  District,  April  19,  1893 1190 

To  execute,  With  President,  lease  for  Mount  Forest  office  with  Mrs.  A.  M.  Munson,  May 

17,  1893....... 1233 

To  notify  contractors  to  construct  levees  on  river  diversion  on  Sections  D,  E and  F,  May  24, 

1893 1247 

To  draw  warrant  in  favor  of  Attorney  for  $2,000  for  emergency  fund,  June  14, 1893 1279 

To  dispose,  with  Committee  on  Finance,  of  scow  “Roy  Corduroy,”  June  28,  1893 1301 

To  deposit  with  County  Treasurer  of  Will  County  amount  of  verdict  in  Keig  et  al.  case, 

June  28,  1892 lSQi 

To  secure,  with  Marshal,  propositions  for  equipment  of  Police  Department,  July  21,  1893 1347 

To  execute,  with  President,  bond  for  costs  in  United  States  Court  in  Santa  Fe  case,  July  26, 

1893 1354 

To  notify  McArthur  Brothers  to  discontinue  work  on  Sections  2,  3 and  4,  August  2, 1893 1366 

To  enter,  with  President,  into  agreement  with  Santa  Fe  Railroad,  in  regard  to  Lemont 

bridge  and  crossing,  August  4, 1893 1382 

To  execute,  with  President,  contracts  for  erection  of  four  police  stations,  August  9,  1893. . . 1394 
To  notify  Alfred  Harlev  to  discontinue  work  on  river  diversion,  Section  1,  August  30,  1893. . 1425 
To  execute,  with  President,  agreement  with  Alfred  Harlev,  Agent,  for  river  diversion  work, 
August  30,  1893 1430 


To  execute,  with  President,  agreement  with  McArthur  Brothers  Company,  Agent,  for  river 

diversion  work,  August  30,  1893. . . . 1427 

To  draw  emergency  fund  for  payment  of  river  diversion  employes,  September  19,  1893 1459 

To  draw  $1,000  as  emergency  fund  for  payment  of  discharged  river  diversion  employes,  Sep- 
tember 27,  1893 1485 

To  draw  emergency  fund  for  payment  of  pay  rolls,  river  diversion,  Sections  1,  2 and  4,  Octo- 
ber 4,  1893 1497 

To  draw  emergency  fund  for  payment  of  pay  rolls,  extra  work,  Sections  11  and  12,  Octo- 
ber 4, 1893. 1498 

To  pay  for  Rosencrans,  Hurford,  Jones,  Newell,  Sabin  and  Leman  lands,  October  11, 1893. . . 1511 

To  pay  for  Peckham  lands,  October  11, 1893 1512 

To  advance  money  out  of  special  emergency  fund  for  pay  rolls,  Sections  11  and  12,  October 
18,1893 1522 
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Clerk,  Thomas  F.  Judge,  ordered  and  directed—  Page. 

To  advance  money  out  of  special  emergency  fund  for  pay  rolls.  Sections  1,  2 and  4,  October 

18,1893 1522 

To  pay  for  Hawthorne  estate  lands,  October  25, 1893 1527 

To  advance  money  out  of  special  emergency  fund  for  pay  rolls,  river  diversion,  Section  1, 

October  25, 1893 1531 

To  pay  to  Melville  E.  Stone,  Treasurer,  $150,000  for  payment  of  maturing  first  issue  bonds 

and  interest,  October  31, 1893 * — 1536 

To  advance  money  out  of  special  emergency  fund  for  pay-rolls,  Section  1,  river  diversion, 

November  1, 1893 1539 

To  advance  money  out  of  special  emergency  fund  for  pay-rolls.  Section  8,  Agnew  & Com- 
pany, November  1, 1893 1539 

To  pay  for  Pratt  land, 'November  8, 1893 1546 

To  advance  money  out  of  special  emergency  fund  for  pay-rolls,  river  diversion,  Sections  1, 

2 and  4,  November  8, 1893 1548 

To  have,  with  Finance  Committee,  $3,000,0*00  second  issue  of  bonds  printed  and  advertised, 

November  8, 1893 1551 

To  pay  for  Churchill  and  Morton  land,  November  15, 1893 1571 

To  serve  notice  on  McCormick  Construction  Company  *of  forfeiture  of  contract  on  Section 

14,  November  17,1893 1576 

To  advance  money  out  of  special  emergency  fund  for  pay-rolls,  Section  14,  November  17, 1893.  1576 
To  advance  money  out  of  special  emergency  fund  for  pay-rolls,  Sections  2,  4,  5 and  8,  No- 
vember 22,  1893 >.  1581 

To  advance  money  out  of  special  emergency  fund  for  pay-rolls.  Sections  2,  4 and  5,  Decem- 
ber 6,  1893, 1604 

To  pay  for  Wilshire  land,  December  15, 1893 1620 

Clerk,  Judge,  Thomas  F.,  reports— 

On  sale  and  delivery  of  second  issue  District  bonds,  referred  to  Committee  on  Finance, 

April  26,  1893 1193 

Returning  emergency  fund  of  Engineering  Department,  June  14, 1893. — 1275 

On  sale  of  portable  property  on  right  of  way,  July  19, 1893 1336 

On  cost  of  police  stations,  August  9,  1893 1393 

On  sale  of  scow  “Roy  Corduroy,”  August  9, 1893 1399 

Making  requisition  for  one  extra  clerk,  September  20, 1893 1462 

Clerical  Department- 

Weekly  report  on  employes,  January  4, 1893  975 

Weekly  report  on  employes,  January  11, 1893  984 

Weekly  report  on  employes,  January  18, 1893  991 

"Weekly  report  on  employes,  January  25, 1893  999 

Weekly  report  on  employes,  February  1, 1893 1031 

Weekly  report  on  employes,  February  8, 1893 1040 

Weekly  report  on  employes,  February  15, 1893 1051 

Weekly  report  on  employes,  February  23, 1893 1060 

Weekly  report  on  employes,  March  1,  1893 1066 

Weekly  report  on  employes,  March  8, 1893 1083 

Weekly  report  on  employes,  March  15, 1893 1099 

Weekly  report  on  employes,  March  22, 1893 1109 

Weekly  report  on  employes,  March  29,  1893 1121 

Weekly  report  on  employes,  April  5,  1893 1135 

Weekly  report  on  employes,  April  12, 1893 1145 

Weekly  report  on  employes,  April  19, 1893 1172 

Weekly  report  on  employes,  April  26,  1893  1193 

Weekly  report  on  employes,  May  3, 1893 1204 

Weekly  report  on  employes.  May  10, 1893 1210 

Weekly  report  on  employes,  May  17, 1893 1229 

Weekly  report  on  employes,  May  24,  1893 1238 

Weekly  report  on  employes,  May  31, 1893 1249 

Weekly  teport  on  employes,  June  7, 1893  1258 

Weekly  report  on  employes,  June  14, 1893  1275 

Weekly  report  on  employes,  June  21, 1893 1285 

Weekly  report  on  employes,  June  28, 1893  1299 

Weekly  report  on  employes,  July  5, 1893 ; 1313 

Weekly  report  on  employes,  July  12,  1893 1321 

Weekly  report  on  employes,  July  19, 1893 1336 

Weekly  report  on  employes,  July  26,  1893 1349 

Weekly  report  on  employes,  August  2, 1893 1357 
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Clerical  Department—  Page. 

Weekly  report  on  employes,  August  9,  1893 1388 

Weekly  report  on  employes,  August  16,  1893 1397 

Weekly  report  on  employes,  August  23,  1893 1409 

Weekly  report  on  employes,  August  30, 1893 . . 1421 

Weekly  report  on  employes,  September  6,  1893 1434 

Weekly  report  on  employes,  September  13,  1893 1447 

Weekly  report  on  employes,  September  20, 1893 — 1461 

Weekly  report  on  employes,  September  27, 1893 1468 

Weekly  report  on  employes,  October  4,  1893 * 1490 

Weekly  report  on  employes,  October  11, 1893 1504 

Weekly  report  on  employes,  October  18,  1893 1516 

Weekly  report  on  employes,  October  25,  1893 1526 

Weekly  report  on  employes,  November  1, 1893 1538 

Weekly  report  on  employes,  November  8,  1893 1544 

Weekly  report  on  emplpyes,  November  15, 1893 1555 

Weekly  report  on  employes,  November  22, 1893, 1580 

Weekly  report  on  employes,  November  29, 1893 1587 

Weekly  report  on  employes,  December  6, 1893 . . 1602 

Weekly  report  on  employes,  December  13,  1893 1608 

Weekly  report  on  employes,  December  20, 1893 1Q27 

Weekly  report  on  employes,  December  27,  1893 1645 

Monthly  report  for  December,  1892 984 

Monthly  report  for  January,  1893 1051 

Monthly  report  for  February,  1893 1088 

Monthly  report  for  March,  1893 1145 

Monthly  report  for  April,  1893 1210 

Monthly  report  for  May,  1893 1258 

Monthly  roport  for  June,  1893 1321 

Monthly  report  for  July,  1893 1388 

Monthly  report  for  August,  1893 1447 

Monthly  report  for  September,  1893 1516 

Monthly  report  for  October,  1893 1556 

Monthly  report  for  November,  1893 — 1608 

Annual  report  for  1892,  referred  to  Committee  on  Finance,  January  25,  1893 1003 

Deported  on  and  approved  by  Committee, Ori  Finance,  February  8,  1893 1044 

Columbia  Park  Co.,  land  purchased,  April  12,  1893 — .. . liftf 

Commissioners  Illinois  and  Michigan  Canal — 

Communication  from,  on  proposition  for  use  of  Canal  by  District,  March  15, 1893 1102 

Communication  from,  on  raising  bridges,  March  22, 1893 1110 

Communication  from,  on  use  of  Canal,  March  22, 1893  1111 

Communication  from,  on  Mt.  Forest  foot  bridge,  March  22, 1893 1111 

Communication  on  opinion  of  Canal  attorneys  on  use  of  Canal  by  District,  March  29,  1893. . 1130 

Agreement  with,  for  repair  of  towpath,  August  30, 1893 1422 

Communication  from,  with  petition  to  Congress,  November  8, 1893 1551 

Communication  from,  on  raising  of  Canal  bridges,  November  15, 1893 1574 

Commissioner  of  Public  Works,  Chicago,  communication  from,  on  intentions  of  District  on  river 

diversion,  October  18,  1893 1522 

Committees  for  1894,  appointed,  December  6,  1893 * 1604 

Committee  on  Ceremonies,  report  on  progress  on  “History,”  and  recommending  payment  for 

part  of  work  6n  same,  April  19,  1893 : 1188 

Committee  on  Engineering- 

Report  on  Alfred  Harlev  letter  and  requisition  No.  288,  February  8,  1893. . 1047 

Report  on  requisition  No.  304,  March  8,  1893 1091 

Report  on  requisitions  Nos.  322,  323,  324,  325,  326,  &30,  331  and  332,  May  24,  1893 1239 

Report  on  report  of  Engineering  Department  for  December,  1892,  June  7, 1893 1264 

Report  on  general  form  of  contract,  June  7,  1893 1265 

Report  on  non-confirmation  of  Assistant  Engineers,  June  7,  1893 1265 

Report  on  filling  of  Chicago  River  at  Jackson  street,  June  7,  1893 1266 

Report  on  cost  of  service  boat,  June  7,  1893 1267 

Report  bn  requisitions  Nos.  344,  345,  346,  347  and  348,  June  21,  1893 1291 

Report  on  change  in  plans,  Willow  Springs  to  Lockport,  June  21,  1893 1292 

Report  on  advertising  for  bids  on  service  boat,  June  28,  1893 1303 

Report  on  changes  in  river  diversion  and  agreement  with  Agnew  & Co.,  July  5,  1893 1317 

Report  on  requisitions  Nos.  353  and  354,  July  21,  1893 1347 
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Committee  on  Federal  Relations—  page 

Order  to  take  up  matter  of  removal  of  dams  in- Illinois  River,  February  23, 1893 1062 

Report  on  Tice  resolution,  March  8,  1893 1092 

Report  on  World’s  Fair  exhibit,  March  8,  1893 1098 

Report  on  Captain  Marshall’s  letter  on  Federal  co-operation,  March  8, 1893 1095 

Report  on  Illinois  Valley  trip,  July  19,  1893 1341 

Report  on  date  of  Illinois  Valley  trip,  October  18,  1893 1520 

Report,  verbal,  on  Illinois  Valley  trip,  November  1, 1893 I539 

Report  on  Illinois  Valley  trip,  November  8, 1893 1547 

Report  recommending  Congressional  inspection  of  channel,  November  29, 1893 1589 

Committee  on  Finance — 

Report  approving  annual  reports  of  Clerk  and  Treasurer  for  1892,  February  8, 1893. . , 1044 

Report  on  Dullaghan  proposition  for  purchase  of  stone  on  Section  8,  May  10,  1893 1219 

Report  approving  Clerk  and  Treasurer’s  final  report  on  sale  of  second  issue  District  bonds, 

May  10,  1893 1219 

Report  on  sale  of  scow  “Roy  Corduroy,”  owned  by  District,  August  9,  1893 1399 

Report,  with  Clerk,  on  insuring  of  river  diversion  employes,  September  27,  1893 1483 

Report  recommending  cancellation  of  Treasurer  Stone’s  second  supplemental  bond,  Octo- 
ber 11, 1893 1510 

Report  on  bids  on  $3,000,000  (second  issue)  bonds,  accepting  N.  W.  Harris  & Co.’s  bid,  De- 
cember 15,  1893 1619 

Report  on  Christie  & Lowe  contracts  and  bonds,  December  27, 1893 1650 

Committee  on  Health  and  Public  Order- 

Report  on  Rules  governing  Sanitary  Inspector,  January  4, 1893  980 

Report  on  vaccination  of  employes  and  location  of  camps,  February  15,  1893 1052 

Resolution  for  conference  on  public  order  with  city,  town  and  village  authorities,  adopted, 

February  15,  1893 - 1053 

Report  directing  President  to  have  Inspector  made  an  officer  of  State  Board  of  Health, 

March  8,  1893 1096 

Report  on  sanitary  legislation,  April  12,  1893 1165 

Report  recommending  Edward  Williams  as  Marshal  of  District,  adopted,  July  5, 1893 1318 

Report  on  burial  place  for  unknown  dead,  July  26,  1893 1353 

Committee  on  Judiciary— 

Report  on  overflow,  Illinois  Valley,  April  12,  1893. 1149 

Report  (majority)  on  decision  on  8-hour  law,  July  5,  1893 1316 

Report  (minority)  on  decision  on  8-hour  law,  July  5, 1893 1316 

Report  on  communication  from  United  Carpenters’  Council,  July  5, 1893 1316 

Report  on  river  diversion  and  protection  work,  July  26,  1893 1353 

Report  on  Repauno  Chemical  Co.  claim,  settled,  August  2,  1893 1363 

Committee  on  Rules— 

Directed  to  prepare  rules  for  Sanitary  Inspector,  January  4,  1893  980 

Report  on  rules  for  Sanitary  Inspector,  passed,  February  1,  1893 1034 

Report  on  extra  rooms,  March  8,  1893 1095 

Report  on  rules  as  revised,  laid  over,  May  10, 1893 1220 

Submitted  and  partly  adopted,  May  31,  1893 1250 

Engineering  Department,  rules  adopted,  June  7,  1893 1269 

Report  on  requisitions  Nos.  334,  336,  338  and  339,  allowed.  May  31,  1893 1252 

Directed  to  prepare  rules  for  Police  Department,  July  5, 1893 1319 

Report  recommending  amendment  to  Rule  21,  December  13,  1893 1615 

Committee  (Joint)  on  Engineering  and  Finance- 

Report  on  Lockport  division  office,  February  1,  1893 1032 

Report  awarding  Sections  A,  B,  C and  E,  February  1,  1893 1032 

Report  on  contracts  for  Sections  C and,E,  February  1, 1893 1032 

Report  on  contracts  for  Sections  A and  B,  February  2,  1893 1036 

Report  on  continuance  of  triangulation  party,  February  8,  1893 1047 

Report  on  requisitions  297  and  300,  March  8, 1893 1091 

Report  on  Assistant  Engineers,  March  15, 1893 , v 1103 

Report  on  raising  Canal  bridges,  April  5,  1893 1139 

Report  (majority)  on  tail  race,  April  12, 1893 1151 

Report  (minority)  on  tail  race,  April  12, 1893 1159 

Report  (supplemental  to  minority  report)  on  tail  race,  April  12,  1893 1177 

Report  on  route,  Summit  to  Ashland  avenue,  May  17, 1893 1230 

Report  on  ordinance,  right  of  way.  Summit  to  Bridgeport.  May  24,  1893 1240 

Report  on  annual  report  of  Engineering  Department,  June  7, 1893 1263 

Report  on  Assistant  Engineers,  not  confirmed,  June  7,  1893 1264 

Report  on  filling  of  Chicago  River  at  Jackson  street,  June  7, 1893 1265 
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Committee  (Joint)  on  Engineering  and  Finance—  Page. 

Report  on  Western  Stone  Co.  and  Stephens  street  bridges,  referred  back  to  Chief  Engineer, 

June  21,  1893 1293 

Report  on  Superintendent  of  Construction’s  report  on  condition  of  work,  June  28,  1893 1303 

Report  on  draining  of  Goose  Lake.  August  2, 1893 1365 

Report  on  project  for  roadway  along  Main  Channel,  August  4,  1893 1381 

Report  on  re-locating  channel  on  Sections  E and  F,  August  16,  1893 1399 

Report  on  retaining  walls,  August  16,  1893 1400 

Report  on  Western  Stone  Co.  and  Stephens  street  bridges,  Santa  Fe  crossing  and  Western 

Dredging  & Improvement  Co.  agreement,  August  16,  1893. 1400 

Report  on  change  of  grade  in  Main  Channel,  September  6,  1893 1438 

Report  on  reconstruction  of  Willow  Springs  bridge,  September  27,  1893 1484 

Report  on  condition  of  work  on  Main  Channel,  September  27,  1893  . 1484 

Ordered  to  consider  changes  in  Sections  D.  E and  F,  September  27,  1893 1485 

Report  on  requisitions,  Nos.  360,  361,  369,  370  and  371,  October  4,  1893 1496 

Report  on  trestles  on  Section  A,  October  18,  1893 1519 

Report  on  Spillway,  levee  on  Section  A and  requisition  No.  375,  October  25,  1893 1528 

Report  (majority)  on  re-letting  of  Sections  2, 3 and  4,  October  25,  1893 1529 

Report  (minority)  on  re-letting  of  Sections  2,  3 and  4,  October  25,  1893. 1530 

Report  transmitting  contracts  with  McArthur  Bros,  and  Gilman  & Co.,  Sections  2,  3 and  4, 

November  15,  1893 1572 

General  report  on  condition  of  levee  work,  November  15,  1893 1572 

Report  on  Spillway  agreement,  December  13,  1893 1614 

Report  on  test  pits.  Sections  2,  3 and  4,  December  20,  1893 1636 

Report  on  agreement  for  removal  of  material  below  Spillway,  December  23,  1893 1640 

Report  ordering  notice  of  forfeiture  on  Sections  1,  5,  6,  7,  8 and  9,  December  27,  1893. . , . 1650 

Committee  (Joint)  on  Engineering  and  Judiciary— 

Report  on  change  of  grade*  referred  back  to  Engineering  Department,  June  21, 1893 1293 

Report  on  McArthur  Bros,  claim  on  Sections  2,  3 and  4.  July  12, 1893 1326 

Committee  (Joint)  on  Engineering  and  Rules— 

Report  (majority)  on  reorganization  of  Engineering  Department,  adopted,  January  11,  1893.  987 

Report  (minority)  on  reorganization  of  Engineering  Department,  lost,  January  11,  1893  988 

Report  on  Saturday  closing  of  offices,  May  24, 1893. 1240 

Committee  (Joint)  on  Finance  and  Engineering- 

Report  on  cutting  ice  on  right  on  way,  January  4,  1893. 979 

Report  on  Tewkesbury,  Norton  and  Williams  lands,  purchase  recommended,  January  18, 

1893 995 

Report  on  Schiel,  Hahn,  Savage,  Pantke  and  Heintz  lands,  purchase  recommended,  Feb- 
ruary 8,  1893 1045 

Report  on  Beder  and  Elf  eld  lands,  purchase  recommended,  February  23,  1893 1061 

Report  on  Swift  & Co.  lands,  etc.,  purchase  recommended,  March  1,  1893 1082 

Report  on  Welbourn  land,  purchase  recommended,  March  15,  1893 1102 

Report  on  Prescott  land,  purchase  recommended,  March  22, 1893 1116 

Report  on  Ogden  and  Oldfield  lands,  purchase  recommended,  March  29,  1893 1128 

Report  on  Wentworth  land,  purchase  recommended,  April  5,  1893 1138 

Report  on  Mount  Forest  foot  bridge,  April  5,  1893 1138 

Report  on  requisitions  Nos.  310,  311,  312  and  449,  April  5,  1893. 1139 

Report  on  McConnell,  Doud  and  Murphy  lands,  purchase  recommended,  April  12,  1893 1150 

Report  on  Cass  and  Lipe  lands,  purchase  recommended,  April  19, 1893 1176 

Report  on  Tedens  and  Thormalen  lands,  purchase  recommended,  April  19,  1893 1177 

Report  on  Jane  S.  Martin  land,  purchase  recommended,  April  26,  1893 1194 

Report  on  Gamble  estate  and  Hannah  Gamble  lands,  purchase  recommended,  May  10,  1893.  1218 

Report  on  Bruce  land,  purchase  recommended,  May  17,  1893 1229 

Report  on  purchase  of  American  Forcite  & Independent  Powder  Co.  leases.  May  24,  1893 1238 

Committee  authorized  to  purchase  right  of  way  lands,  Bridgeport  to  Summit,  May  24.  1893. . 1245 

Report  recommending  purchase  of  Graves  lease,  June  14. 1893 1279 

Report  on  Donnersberger  lands,  purchase  recommended,  June  21,  1893 1290 

Report  on  Merrick  land,  purchase  recommended,  June  28,  1893 1302 

Report  granting  200  loads  of  stone  to  Town  of  Lemont,  June  28,  1893 1302 

Report  on  Wilshire,  Gates,  Donnersberger  and  Union  Safe  Deposit  Company  lands,  pur- 
chase reconlmended,  July  12,  1893 1325 

Report  on  O’Connell  land,  purchase  recommended,  August  2, 1893 1304 

Report  on  Engineers'  Inspection  trip,  August  4,  1893 1332 

Report  on  Ogden  and  Laflin  land,  purchase  recommended,  August  23,  1893 1415 

Report  on  additional  Wentworth  land,  purchase  recommended,  August  23,  1893 141$ 
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Committee  (Joint)  on-Finance  and  Engineering — Page. 

Report  on  Norris,  Smyth,  and  Smyth,  Walker  & Chew  lands,  purchase  recommended,  Au- 
gust 30,  1893. 1423 

Report  on  Towne,  Hinckley  and  Rutter  land,  purchase  recommended,  September  6,  1893 1437 

Report  on  Wright  and  Western  Stone  Co.  land,  purchase  recommended,  September  11,  1893.  1443. 
Report  on  Sanborne,  Lucas.  Haynes,  Minier,  Busse  and  Mittelstadt  land,  purchase  recom- 
mended, September  13,  1893 . 1454 

Report  on  Hinckley  land,  purchase  recommended,  October  18,  1893 1518 

Report  on  Jackson,  Rehm,  Boynton,  Sleeper,  Badger  and  Burgess  lands,  purchase  recom- 
mended, November  15,  1893 1569 

Report  on  Livingston  and  Berndt  land,  purchase  recommended,  November  22,  1893 1580 

Report  on  LeMoyne  land,  purchase  recommended,  December  15, 1S93 1620 

Report  on  Horn,  Leddin  and  Engelke  land,  purchase  recommended,  December  20,  1893 1638 

Report  awarding  work  on  Sections  G to  M,  December  23,  1893 1641 

Committee  (Joint)  on  Health  and  Public  Order  and  Finance- 

Report  on  equipment  of  Police  Department,  July  21, 1893 1346 

Report  on  wells  at  police  stations,  October  25, 1893 1527 

Committee  (Joint)  on  Judiciary  and  Finance- 

Report  approving  annual  report  of  Law  Department,  February  23, 1893 1061 

Committee  (Joint)  on  Rules  and  Health  and  Public  Order- 

Report  and  ordinance  creating  Police  Department,  July  12,  1893 1327 

Report  turning  Sag  building  over  to  Police  Department,  July  19,  1893 , 1342 

Committee  (Special)  on  Labor- 

Appointed,  August  23,  1893 1408 

Verbal  report,  September  20,  1893 1462 

Verbal  report,  September  27, 1893 1485 

Verbal  report,  October  4, 1893 1496 

Verbal  report,  October  11, 1893 \ 1512 

Verbal  report,  October  18,  1893 1520 

Verbal  report,  October  25, 1893 1530 

Committee  (Special)  on  Mayor  Harrison  Resolutions— 

Appointed,  October  30,  1893 1535 

Report  transmitting  resolutions  oir  death  of  late  Mayor  Carter  H.  Harrison,  adopted,  Octo- 
ber 30,  1893 1535 

Conner,  L.  D.  & Co.— 

Contracts  closed  for  Sections  A and  B,  February  2, 1893 1036 

Communication  from,  with  reference  to  buildings  on  Sections  A and  B,  March  1, 1893* 1084 

Attorney  to  prepare  lease  with,  April  5,  1893 1140 

Communication  from,  on  conglomerate  rock,  referred  to  Joint  Committee  on  Engineering 

and  Finance,  October  4, 1893 1495 

Contracts  with,  assigned  to  Heldmaier  & Neu,  October  25,  1893 1531 

Consulting  Engineers,  report  of  Committee  on,  lost,  January  18,  1893 996 

Corrections  in  Proceedings,  insert  word  “regulations”  instead  of  “rules”  in  1st,  8th  and  14th  lines, 

page  1053,  February  23,  1893 1058 

Correction  in  Proceedings,  insert  “February  15th”  instead  of  “February  1st”  in  51st  line  of  first 
column  arid  19th  line  of  second  column,  page  1104,  March  22,  1893 1108 

Davis,  J.  R.  & Son,  contract  for  test  pits,  June  28, 1893 1300 

Donnersberger,  Joseph,  land  purchased,  June  21, 1893 1290 

Doud,  Edward,  land  purchased,  April  12, 1893 1150 

Doud,  Patrick,  land  purchased,  April  12, 1893 1150 

Dullaghan,  James,  offer  for  stone  on  Section  8,  March  15, 1893 1101 

Dunlap,  D.  C.,  appointed  Assistant  Superintendent  of  Construction,  June  14,  1893 1276 

Engelke,  August  and  Auguste,  land  purchased,  December  23, 1893 1639 

Engineering  Department- 

Monthly  report  for  December,  1892 1000 

Monthly  report  for  January,  1893 1041 

Monthly  report  for  February,  1893 1099 

Monthly  report  for  March,  1893,  referred  Joint  Committee  on  Engineering  and  Finance, 

April  12, 1893 1145 

Monthly  report  for  April,  1893 1211 

Monthly  report  for  May,  1883 1259 

Monthly  report  for  June,  1893 1322 
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Engineering  Department—  Page . 

Monthly  report  for  July,  1893 1389 

Monthly  report  for  August,  1893 1449 

Monthly  report  for  September,  1893 1504 

Monthly  report  for  October,  1893 1550 

Monthly  report  for  November,  1893 1608 

Quarterly  property  return,  December,  1893,  January  25,  1893 1012 

Quarterly  property  return,  March,  1893,. April  15, 1893. 1137 

F irst  National  Bank  of  Chicago,  bid  for  second  issue  bonds,  December  13, 1893 1617 

Galian  & Byrne,  contracts  for  Sections  G and  H awarded  to,  December  23,  1893 1041 

Gamble,  Hannah,  land  purchased,  May  10,  1893 1218 

Gamble,  Hannah,  Trustee,  land  purchased,  May  10, 1893 1218 

Gerdes,  Alt,,  President  Board  I.  and  M.  Canal  Commissioners— 

Communication  on  position  of  Canal  Board  on  possession  of  Canal,  April  28,  1893 1199 

Communication  transmitting  petition  to  Congress,  November  8,  1893 1551 

Gilman  & Co.— 

Contract  for  Section  3 awarded  to,  October  25, 1893 1529 

Contract  for  Section  3 closed,  November  15,  1893 1572 

Graham,  W.  A.  S.,  Secretary  Board  of  I.  and  M.  Canal  Commissioners,  sae  Canal  Commissioners. 

Graves,  Otis,  leasehold  purchased,  June  14,  1893 1279 

Greenebaum  Sons,  bid  for  second  issue  bonds,  December  13,  1893. 1617 


n ahn,  August,  land  purchased,  February  8,  1893 1045 

Haley,  M..  application  for  appointment  as  Superintendent  of  Construction,  August  9,  1893 1395 

Harlev,  Alfred— 

Communication  on  progress  of  work,  January  11, 1893  989 

Ordered  to  cease  work  on  river  diversion  on  Section  1,  August  30,  1893 1425 

Agreement  for  river  diversion  work,  Section  1,  August  30, 1893 1429 

Harris  & Co..  N.  W.— 

Bid  for  $3,000,000  second  issue  bonds,  December  13,  1893 1617 

Second  issue  of  bonds  awarded  to,  December  15,  1893 1618 

Havana,  City  of,  communication  inviting  Trustees  to  visit.  Illinois  Valley,  June  21,  1893 1296 

Hawthorne  estate,  land  purchased,  October  25,  1893 1527 

Haynes,  William  A.,  land  purchased,  September  13,  1893 1454 

Heidenreich  Company,  The— 

Contracts  for  Sections  L and  M awarded  to,  December  23,  1893 1641 

Authority  for  building  trestle  on  Section  A,  October  18, 1893 1579 

Heintz,  Magdalena,  land  purchased,  February  8,  1893 1045 

Heldmaier  & Neu,  successors  to  L.  D.  Conner  & Co.,  communication  from,  October  25, 1893 1531 

Hinckley,  Francis  E.,  land  purchased,  September  6, 1893 1438 

Hinckley,  Francis  E.,  additional  land  purchased,  October  18,  1893 1518 

Horn,  William,  land  purchased,  December  23, 1893 1639 

Hurford,  William,  land  purchased,  October  11,  1893. 1511 

I ndependent  Powder  Company,  leasehold  purchased,  May  24, 1893 , 1238 

J ackson,  Huntington  W.,  Receiver  Third  National  Bank,  land  purchas-  I,  November  15, 1893 1569 

Johnston,  Thos.  T.,  appointed  First  Assistant  Chief  Engineer,  June  14, 1893 1276 

Jones,  Caroline  Ogden,  land  purchased,  August  23, 1893 1415 

Jones,  Frances  Ogden,  land  purchased,  August  23, 1893 1415 

Jones,  George  Edwin,  land  purchased,  October  11,  1893 1511 

Jones,  Harriet  A.,  land  purchased,  October  ,11  1893 1511 

Jones,  Mahlon  Ogden,  land  purchased,  August  23, 1893 1415 

Jones,  H.  J.,  Commissioner  of  Public  Works,  communication  on  diversion  of  Desplainee  River, 

October  18, 1893 1522 

Jones,  William  Jarvis,  land  purchased,  October  11, 1893 1511 


i\eig,  John  J.,  et  al.,  land  purchased,  June  28,  1893 1301 

Kern,  John,  estate  of,  payment  for  loss  of  life,  November  15,  1893 1574 
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Labor  and  Relief  to  Unemployed—  Page . 

President  Wenter's  message  on,  August  23, 1893 140G 

Trade  and  Labor  Assembly’s  request  that  committee  be  appointed,  August  23, 1893 1408 

Resolution  in  regard  to  labor,  etc.,  adopted  August  3n,  1893 1428 

Laflin,  Matthew,  land  purchased,  August  23,  1893 1415 

Latimar,  Joseph  W.,  bid  for  stone  on  Section  8,  referred  to  Joint  Committee  on  Finance  and  En- 
gineering, April  26, 1 893 1200 

Law  Department- 

Monthly  report  for  December,  1892 ... 985 

Monthly  report  for  J anuary,  1 893 1042 

Monthly  report  for  February,  1893 1086 

Monthly  report  for  March,  1893. 1148 

Monthly  report  for  April,  1893 1210 

Monthly  report  for  May,  1893 1279 

Monthly  report  for  June,  1893 1324 

Monthly  report  for  July,  1893 1392 

Monthly  report 'for  August,  1893 1452 

Monthly  report  for  September,  1893 1508 

Monthly  report  for  October,  1893 1568 

Monthly  report  for  November,  1893 1612 

Annual  report  for  1892,  referred  to  Joint  Committee  on  Judiciary  and  Finance,  January  25, 

1893 ?. 1016 

Reported  on  and  approved,  February  23, 1893 1060 

Leddin,  August  and  Ottilie,  land  purchased,  December  23, 1893 T639 

Lehman,  John,  agreement  with,  for  river  diversion  work,  Section  A,  December  15,  1893 1622 

LeMoyne,  John  V.,  land  purchased,  December  15,1893 1620 

Leman,  Henry  W.,  land  purchased,  October  11,  1893 1511 

Lemont  State  Bank,  communication  on  unpaid  time  checks,  August  23, 1893 1419 

Lemont  Highway  Commissioners— 

Request  for  stone,  referred  to  Committee  on  Finance,  June  21,  1893 1296 

Agreement  with,  for  Stephens  street  bridge,  September  6,  1893 1435 

Lipe,  Elizabeth,  land  purchased,  April  19,  1893 1176 

Livingston,  Frances,  land  purchased,  November  22,  1893 1580 

Lucas.  Benjamin  D.,  land  purchased,  September  13,  1893 1454 

M ain  Channel- 

Bids,  Willow  Springs  to  Summit,  Sections  A,  B,  C and  E : 

Names  of  bidders,  January  25,  1893 1018 

Bids  in  detail,  J anuary  25,  ,1893 1018 

Summary  of  bids,  January  26,  1893 1025 

Index  to  bidders,  January  26, 1893.. 1026 

Bids,  Summit  to  Ashland  avenue,  and  dredging  I.  & M.  Canal : 

Names  of  bidders,  January  25, 1893 1018 

Bids  in  detail,  January  25,  1893 1018 

Summary  of  bids,  January  26, 1893 1025 

Index  to  bidders,  January  26,  1893 1026 

Change  in  grade,  March  1, 1893. . 1066 

Bids  reletting  Sections  2,  3 and  4 : 

Names  of  bidders,  October  4, 1893 1498 

Bids  in  detail  and  summary  of  bids,  October  4,  1893 1499  to  1501 

Referred  to  Joint  Committee  on  Engineering  and  Finance,  October  4, 1893 1591 

Award  of  contracts,  October  25, 1893 1529 

Contracts  closed,  November  15, 1893 1572 

Bids,  Summit  to  Cot  with,  Sections  G to  M : 

Bids  in  detail  and  names  of  bidders,  November  29, 1893 1590 

Summary  of  bids,  November  29, 1893 1591  to  1593 

Awarding  of  Contracts,  December  23, 1893 1641 

Clerk  ordered  to  sell  portable  property  on  right  of  way,  March  22.  1893 1118 

Change  in  grade.  Joint  Committee  on  Engineering  and  Finance,  report  on,  Sept.  6,  1893 1438 

First  piece  of  stone  taken  from  bottom  of  Channel,  September  13. 1893 1457 

Specifications  for  Sectioos  G to  M,  September  27,  1893 14?2 

Marshall,  Capt.  W.  L.,  U.  S.  A.,  communication  on  filling  of  Chicago  River  at  Jackson  street,  May 

24,  1893 1214 

Martin.  Jane  S.,  land  purchased,  April  26, 1893 1194 
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Mason,  Hoge  & Co.,  agreement  for  river  diversion  work,  Sections  11  and  12.  September  27,  1893  . 147o 

Merrick,  George  H.,  land  purchased,  June  28, 1893 1302 

Minier,  Ellen  A.,  land  purchased,  September  13, 1893 1451 

Mittelstaedt,  Fred.,  land  purchased,  September  13,  1893 1454 

Moran,  Thomas  A.,  opinion  on  enforcement  of  8-hour  law,  June  14,  1893 1288 

Morton,  Levi  P.,  land  purchased,  November  15,  1893 1571 

Munson,  Mrs.  A.  M.,  lease  for  building  at  Mt.  Forest,  May  17, 1893 1233 

Murphy,  Sarah,  land  purchased,  April  12,  1893 1!»0 

McArthur  Brothers— 

Lease  of  buildings  rescinded,  January  18,  1893. * • * - , 993 

Protest  against  proceeding  with  work  on  Sections  2,  3 and  4,  May  31, 1893 1253 

Second  protest  on  same,  June  14,  1893 1 • • • • • 1280 

Communication  on  definition  of  “'rock,”  July  12,  1893 1329 

Requesting  hearing  before  Board,  July  12, 1893 1344 

Communication,  not  printed,  July  19, 1893 1344 

Communication  to  Chief  Engineer,  August  2,  1893 1358 

Ordered  to  stop  work  on  Sections  2,  3 and  4,  August  2, 1893 1366 

Acknowledging  receipt  of  order  to  stop  work  on  Sections  2,  3 and  4,  August  9,  1893 1394 

Proposing  a compromise  on  Sections  2,  3 and  4,  October  18, 1893 1520 

Supplemental  contracts  for  Sections  2 and  4 awarded,  October  25,  1893 1529 

Supplemental  contracts  for  Sections  2 and  4 closed,  November  15, 1893 1572 

McArthur  Brothers  Company- 

Agreement  with,  for  river  diversion  work,  Sections  2,  3 and  4,  August  30, 1893 1427 

Agreement  with  (under  order)  for  river  diversion  work,  Section  5,  November  8,  1893 1548 

Agreement  with,  for  building  Svmmit  Spillway  December  13,  1893 1614 

Agreement  with,  for  removal  of  material  below  Summit  Spillway,  December  23, 1893 164o 

McC’agg,  Louis  Butler,  land  purchased,  August  23,  1893 , , 1415 

McConnell,  Abbie  M.,  land  purchased,  April  12,  1893 1150 

MoConnell,  Benjamin  F.,  land  purchased,  April  12, 1893 1150 

McConnell,  John,  land  purchased,  April  12,  1893 1150 

McCormick  Construction  Company,  communication  requesting  protection  from  strikers,  June  7, 

1893 1271 

McKeown.  Stowell  & Co.,  communication  on  letting  of  Sections  2,  3 and  4,  (not  printed),  Novem- 
ber 15, 1893 1574 

Nagle,  John,  deposit  for  land  returned.  May  31,  1893 1250 

Newell,  Mary  O.,  land  purchased.  October  It,  1893 1511 

Norris,  George  H.,  estate  of,  land  purchased,  August  30,  1893 1423 

Norton,  John  L.,  land  purchased,  January  18,  1893 995 

Norton,  Lemuel  D.,  land  purchased,  January  18,  1893 4 995 

Ogden,  William  B.,  estate  of,  land  purchased,  March  29,  1893 1128 

Ogden,  William  B.,  estate  of,  additional  land  purchased,  August  23,  1893 1415 

Oldfield,  Jesse,  land  purchased,  March  29, 1893 H2g 

Orders,  General- 

Rescinding  McArthur  Bros,  lease,  January  18,  1893 994 

President  and  Clerk  to  execute  agreement  with  Sante  Fe  R.  R.  for  track  at  Romeo,  January 

18,1893 994 

Closing  offices  Election  Day,  April  4,  1893,  March  29, 1893 4433 

Closing  offices  May  1,  1893,  opening  day  World’s  Exposition,  April  26  1893 1195 

Committee  on  Engineering  and  Chief  Engineer  to  ascertain  cost  of  service  boat,  May  3. 1893.  1206 
Committee  on  Engineering,  Chief  Engineer  and  Attorney  empowered  to  act  in  Jackfcon  street 

filling  case,  May  3, 1893 j206 

Closing  offices  Saturdays  at  noon,  referred  to  Joint  Committee  on  Engineering  and  Rules 

May  17, 1893 1235 

Adopted,  May  24,  1893 1240 

Closing  offices  May  30,  1893,  Decoration  Day,  May  24,  1893 1247 

Construct  levees  on  Sections  Dr  E and  F,  May  24, 1893 1247 

No  dykes  be  constructed  between  Sections  22  and  33,  T.  38  N„  R.  12  E.,  May  24,  1893  . .! 1247 

Changes  in  plans  in  grade  of  channel  and  river  diversion,  June  21, 1893 1292 

Closing  offices  July  4, 1893,  June  28, 1893 J304 

Resolution  calling  on  contractors  to  pay  in  currency,  August  9, 1893 I.394 

Rescinding  order,  (page  1380),  for  roadway  along  Main  Channel,  August  16, 1893 1404 
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Orders,  General-  Page. 

Closing  offices  “Illinois  Day,’’  August  24, 1893,  August  23, 1893 1419 

Closing  offices  Thanksgiving  Day,  November  30,  1893,  November  29, 1893 1594 

Closing  offices  Election  Day,  December  19,  1893,  December  15, 1893 1622 

Ordinances— 

Right  of  Way,  Willow  Springs  to  Summit,  amendment  to,  January  4, 1893 — 978 

Right  of  Way,  Summit  to  Bridgeport,  May  24, 1893 1242 

Right  of  Way,  Lemont  Bridge,  May  24, 1893 1243 

Appropriating  funds  for  corporate  purposes,  June  7,  1893 1272 

Creating  Police  Department,  July  12, 1893 1327 

Making  tax  levy  for  1893,  July  19, 1893 . 1345 

Making  issue  of  $3,000,000  (second  issue)  District  bonds,  November  8, 1893 1549 

Ottawa,  City  of,  invitation  to  visit  Illinois  Valley,  June  14, 1893 1281 

O’Connell,  Thomas,  land  purchased,  August  2, 1893 1364 

O’Connor,  John,  declines  to  bid  on,  Will  County  abstracts,  August  30, 1893 1426 

P anoch,  John  J.,  County  Commissioner,  communication  on  out  door  relief,  January  11,  1893. . . 989 

Pantke,  Herman,  land  purchased,  February  8, 1893 1045 

Pay  Roll,  December  31, 1892 974 

Pay  Rolls,  1893— 

January  7i 980 

January  14 990 

January  2i 998 

January  28 1028 

February  4 1038 

February  11 1050 

February  18 . 1058 

February  25 1064 

March  4. 1086 

March  11 1098 

March  18 . 1108 

March  25 1120 

April  1 ,1134 

April  8 . f 1144 

April  19 1170 

, April  26 1192 

May  3 1202 

May  10 1208 

May  17 , . 1228 

May  24 1236 

May  31. 1248 

June  7 1256 

June  14 1274 

July  1 1308 

July  15 1332 

August  2 1356 

August  16 1396 

September  6 1432 

September  20 1460 

October  4 1488 

October  11 1502 

October  18 1514 

November  1 1537 

November  8 1542 

November  22 1578 

December  6 1600 

December  20 1626 

Pearson,  Haynie  R.- 

Appointed  Assistant  Attorney,  January  11, 1893 986 

Resigned,  December  6, 1893 - 1603 

Peckham,  Orville,  land  purchased,  October  11,  1893 1512 

Peoria,  City  of,  communication  inviting  Trustees  to  visit  Illinois  Valley,  October  18, 1893 1521 

Police  Board,  (President,  Clerk  and  Marshal),  report  on  appointments  and  ordered  to  have  stations 
built,  August  9, 1893 , 1394 
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Police  Department—  Page. 

Edward  Williams  appointed  Marshal,  July  5,  1893 1318 

Ordinance  creating  department,  July  12, 1893 1327 

Equipment  of  department,  July  12, 1893. - 1340 

Stations,  cost  of  and  ordered  built,  August  4, 1893 1394 

Wells  at  stations,  ordered  drilled,  October  25, 1893 1527 

Report*  first  general,  October  11,  1893 1509 

Report  for  October,  November  15, 1893 1509 

Political.  Assembly,  Committee  of,  heard  on  8-hour  law.  Resolution  requesting  contractors  to 

comply  with  same  passed,  February  8, 1893. 1048 

Pratt,  Lorenzo,  land  purchased,  November  8, 1893: 1W6 

Prescott,  Phillip  M.,  land  purchased,  March  29, 1893. * mo 

Prescott,  Phillip  M.,  Board  stipulates  to  put  iron  drains  on  l,and,  March  29, 1893... 1132 

Randolph,  Isham,  elected  Chief  Engineer,  June  7,  1893 ; — .1203 

Re,  Nichola,  M.  D.,  communication  notifying  Board  of  completion  of  hospital,  May  3, 1893 1206 

Rehm,  Jacob,  land  purchased,  November  15, 1893 •.*  - 156? 

Reilly,  F.  W.,  M.  D.,  Secretary  State  Board  of  Health- 

Communication  from,  March  22,  1893 • — • 1118 

Communication  from,  May  10,  1893 , • 1217 

Repauno  Chemical  Co.— 

Claim  against  McCormick  Construction  Co'.,  July  19, 1893 1343 

Claim  settled,  August  2, 1893 — 1363 

Requisitions— 

Engineering  Department: 

No.  281,  allowed 984 

No.  282,  allowed 991 

Nos.  283,  284, 285  and  286,  inclusive,  allowed . . . * 999 

Nos.  287,  288  and  289,  inclusive,  allowed • • • • 1030 

Nos.  290  to  296,  inclusive,  allowed 1039 

Nos.  297  to  300,  inclusive,  referred  to  Joint  Committee  on  Finance  and  Engineering,  Febru- 
ary 23,  1893 1059 

Nos.  297  to  300,  inclusive,  amended  and  allowed,  March  6,  1893 109l 

Nos.  301  to  303,  and  305  to  307,  inclusive,  allowed 1065 

No.  304,  referred  to  Committee  on  Engineering,  March  1, 1894 1065 

No.  304,  allowed,  March 8, 1893. 1091 

Nos.  308  and  309,  allowed , 1099 

Nos.  310,  311  and  312,  referred  to  Joint  Committee  on  Finance  and  Engineering,  March  22, 

1893 1109 

Nos.  310  and  312,  allowed,  April  5, 1893 1189 

No.  311,  not  allowed,  April  5,  1893 1139 

Nos.  318,  314  and  315,  allowed 1121 

Nos.  316  to  319,  inclusive,  allowed 1135 

Nos.  320  and  321,  allowed — 1144 

Nos.  322  to  326,  referred  to  Committee  on  Engineering,  April  19,  1893 1171 

Nos.  322  to  325,  allowed,  May  24,  1893 1239 

No.  326,  not  allowed,  May  24, 1893 1239 

Nos.  327  and  328,  allowed 1193 

No.  329,  allowed . 1203 

Nos.  330,  331  and  332,  referred  to  Committee  on  Engineering,  May  3, 1893 1203 

Nos.  330,  331  and  332,  allowed,  May  24, 1893 1239 

No.  383,  allowed 1229 

Nos.  834,  336,  338  and  339,  referred  to  Committee  on  Rules,  May  24,  1893 1237 

Nos.  334, 3S61  338  and  339,  allowed,  May  31,  1893 1252 

Nos.  335  and  337,  allowed 1237 

Nos.  341,  342  and  343,  allowed 1249 

Nos.  344  to  348,  referred,  to  Committee  on  Engineering,  June  14,  1893 1275 

Nos.  344  to  348,  allowed,  June  21, 1893 1291 

Nos.  349  and  350,  allowed 1285 

No.  351,  allowed 1321 

Nos.  352;  355  and  356,  allowed ...........  1333 

N6s.  353  and  354,  referred  to  Committee  on  Engineering,  July  17,  1893 1334 

Nos.  353  and  354,  allowed,  July  21, 1893 ....... 1347 

No.  357,  allowed 1357 

No.  358,  allowed 1388 
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Nos.  360,  361,  369,  370  and  371,  referred  to  Joint  Committee  on  Engineering  and  Finance, 

September  20,  1893 1468 

Nos.  360,  361,  369,  370  and  371,  allowed,  October  4,  1893 1406 

Nos.  365,  366  and  367, .allowed. 14:44 

No.  368,  allowed 1448 

No.  372,  allowed,... 1490 

Nos.  373  and  374,  allowed 1515 

No.  375,  referred  to  Joint  Committee  on  Engineering  and  Finance,  October  18,  1893 1515 

No.  375,  allowed,  October  25,  1893 1528 

Nos.  37'Gand  377,  allowed 1526 

. No.  378,  allowed 1538 

Law  Department: 

No.  442,  allowed 984 

No.  445,  allowed 991 

Nos.  447  and  448,  allowed 1051 

No.  449,  referred  to  Joint  Committee  on  Finance  and  Engineering,  March  22,  1893 1109 

No.  449,  al’owed,  Apiil  15,  1893 1139 

No.  450,  allowed 1135 

No.  454,  allowed 1171 

No.  455,  allowed 1209 

No.  456,  allowed 1299 

No.  458,  allowed 1313 

No.  459,  allowed 1357 

No.  460,  allowed 1421 

No.  461,  allowed , 1434 

No.  462,  allowed 1461 

No.  464,  allowed 1490 

No.  465,  allowed 1515 

No.  467,  alio  wed 1526 

Ne.  468,  allowed 1555 

No.  469,  allowed j 1602 

No.  470,  allowed , 1645 

Treasury  Department: 

No.  707,  allowed 1088 

No.  708,  allowed 1544 

Police  Department: 

No.  902  to  907,  inclusive,  allowed 1388 

No.  908  to  911,  inclusive,  allowed 1397 

No.  912,  allowed 1434 

No.  913,  allowed 1447 

No.  914,  allowed 1490 

No.  915,  allowed • 1526 

No.  916,  allowed 1538 


No.  917,  allowed 1579 

No.  918,  allowed 1587 

No.  919,  allowed 1627 

Clerical  Department: 

No.  1038,  allowed 975 

No.  1039,  allowed 984 

No.  1040,  alio  wed ...... 991 

No.  1041,  allowed :.  1040 

No.  1« >42,  allowed 1099 

No.  1043,  allowed 1121 

No.  1044,  allowed 1171 

No.  1045,  allowed 1209 

No.  1046,  allowed 1258 

No.  1047,  allowed 1334 

No.  1048,  allowed 1349 

No.  1049,  allowed - 1357 

No.  1050,  allowed , 1409 

No.  1051,  allowed 1421 

No.  1052,  allowed 1515 

No.  1053,  allowed 1555 

No.  1054,  allowed 16-15 
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Resolutions,  Special—  rage. 

Asking  Canal  Commissioners  position  in  relation  to  use  of  Canal  by  District,  April  2G,  1893..  1195 
Abandoning  Canal  route  and  ordering  Chief  Engineer  and  Attorney  to  prepare  ordinance 

for  new  right  of  way,  May  17,  1893 1233 

Asking  contractors  to  pay  in  currency,  August  9,  1893 1394 

Reynolds,  Arthur  R.,  M.  D.,  communication  in  regard  to  disease  maps,  June  7.  1893 1271 

Ricker,  Lee  & Co.,  bid  for  steel  rails.  May  17,  1893 1233 

Riggs,  Henry  B.,  Trustee,  land  purchased,  November  15,  1893 1571 

Rosencrans,  Jacob,  land  purchased,  October  11,  1893 1511 

Rules  and  Rules  of  Order- 

Rule  3,  as  amended  and  laid  over,  adopted,  January  4,  1893  978 

Regulations  Nos.  33  and  34,  laid  over,  February  15,  1893 1053 

Adopted,  February  23,  1893 , 1**60 

Rules,  entire,  revised  and  laid  over,  May  10,  1893 1220 

Adopted,  except  Engineering  Department,  May  24, 1893.* 1238 

Engineering  Department,  laid  over,  May  31,  1893 1251 

Engineering  Department,  rules  adopted,  June  7,  1893 12C9 

Rules  of  order.  Rule  22,  printed  and  referred  to  Committee  on  Rules,  March  22,  1893 1118 

Rules  of  order,  Rule  9,  amendment  adopted.  May  31,  1893 , — 1254 

Rule  21,  amendment  to,  laid  over,  December  13,  1893 1615 

Amendment  to,  adopted,  December  20,  1893 1637 

Rutter,  Thos.,  land  purchased,  September  6,  1893 1435 

Ryan,  John,  Superintendent  Illinois  and  Michigan  Canal,  communication  on  raising  of  bridges, 

November  15,  1893 1574 

Ryan,  M.  W.,  and  McGurren,  Henry,  bondsmen  of  McCormick  Construction  Co.,  request  to  con- 
tinue contract,  November  22, 1893 1581 

Sabath,  Adolph  J.,  land  purchased,  November  22,  1893 1580 

Sabin,  Harriet  G.,  land  purchased,  October  11,  1893 1511 

Sanborne,  George  S.,  land  purchased,  September  13,  1893 1454 

Sanitary  Inspector,  to  vaccinate  employes,  November  29,  1893 1588 

Savage,  Mary  E.,  land  purchased,  February  8,  1893 1045 

Schiel,  Joachin,  land  purchased,  February  8,  1893 1045 

Schrader,  A.  C.,  appointed  Assistant  Engineer,  July  5,  1893 1313 

Seneca,  Village  of,  communication  from,  June  14, 1893 — 1281 

Sexton,  P.  J.,  Receiver,  McCormick  Construction  Co.,  communication  on  forfeiture,  Dec.  13,  1893.  1616 

Sleeper,  Joseph  A.,  land  purchased,  November  15, 1893 1569 

Smith,  E.  D.  & Co.,  agreement  to  erect  Stephens  street  (Lemont)  and  Santa  Fe  bridges,  September 

27,  1893 1468 

Smyth,  Chas.  A.,  land  purchased,  August  30, 1893 1123 

Special  Meetings— 

September  19,  1893 1458 

October  30,  1893 1534 

October  31,  1893 1536 

November  1,  1893 1537 

Specifications— 

Sections  2,  3 and  4,  August  2,  1893 1367 

Sections  G to  M,  September  27,  1893 1472 

Spillway,  October  18,  1893 1518 

Spillway  agreement  with  McArthur  Brothers  Co.,  December  13, 1893 ' 1614 

Spring  Forest,  ordinance  for  raising  roadway,  Willow  Springs  road,  December  13,  1893. 1614 

Stephens  street  (Lemont)  and  Santa  Fe  bridge,  agreement  with  E.  D.  Smith  & Co.  to  erec  tsame, 

September  27, 1893 ...\ 1469 

Stinson,  C.  L.,  City  Clerk,  Marseilles,  Ills.,  communication  from,  May  24, 1893 . ..  1244 

Streeter  & Kenefick,  contract  for  Section  E closed,  February  !,  1893 1033 

Summit,  Village  of,  ordinance  for  raising  roadway  approaches  to  bridge  over  Main  Channel,  De- 
cember 13, 1893 1613 

Swift  & Co.,  land  purchased,  March  1,1893 1082 

T ail  Race,  Lockport  to  Joliet— 

Majority  report  adopted,  April  12,  1893 1151 

Minority  report  lost,  April  12,1893 1159 

Minority  report,  additional,  April  19, 1893 1177 

Tedens,  John  II.,  land  purchased,  April  19, 1893 1177 

Tewkesbury,  W.  J.,  land  purchased,  January  18, 1893 995 
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Thormahlen,  John,  land  purchased,  April  19, 1893 1177 

Tiedt,  John,  deposit  fur  land,  returned  by  County  Treasurer,  January  25,  1893 1002 

Towne,  Charles  E.,  land  purchased,  September  6, 1893. 1437 

Towpath,  agreement  with  Canal  Commissioners  for  repair  of,  August  30, 1893 1422 

Trade  and  Labor  Assembly,  committee  appointed  to  confer  with,  August  23, 1893 1408 

Treasurer,  Melville  E.  Stone— 

Report  on  sale  and  delivery  of  $3,000,000  (second  issue)  bonds,  April  26, 1893 1193 

Report,  with  second  supplemental  bond,  filed,  June  14,  1893 1278 

Report  requesting  to  have  second  supplemental  bond  cancelled,  September  27, 1893 1483 

Second  supplemental  bond  cancelled,  October  11, 1893 1510 

Treasury  Department- 

Report  for  December,  1892,  January  11, 1893 986 

Report  for  January,  1893,  February  8,  1893 1043 

Report  for  February,  1893,  March  8, 1893 1089 

Report  for  March,  1893,  April  5, 1893 1136 

Report  for  April,  1893,  May  10,  1893 1211 

Report  for  May,  1893,  June  7, 1893 1262 

Report  for  June,  1893,  July  5,  1893 1215 

Report  for  July,  1893,  August  2, 1893 1362 

Report  for  August,  1893,  September  13, 1893 . 1451 

Report  for  September,  1893,  October  4, 1893 1491 

Report  for  October,  1893,  November  8, 1893 1546 

Report  for  November,  1893,  December  6, 1893 1003 

Annual  report  for  1892,  referred  to  Committee  on  Finance,  January  25,  1893 1012 

Reported  on  and  approved,  February  8, 1893 1044 

Trestle,  Section  A— 

Report  and  Specification  referred  to  Joint  Committee  on  Engineering  and  Finance,  October 

11, 1893 1508 

Reported  on  and  approved  by  Joint  Committee  on  Engineering  and  Finance,  October  18, 1893  1519 

U nited  Carpenters’  Council  of  Chicago— 

Communication  on  eight-hour  law,  June  21, 1893 1290 


. 974 
. 984 
. 990 
. 998 
. 1028 
. 1038 
. 1050 
. 1058 
. 1064 
. 1086 
. 1098 
. 1108 
. 1120 
. 1134 
. 1144 
. 1170 
1192 
1202 
1208 
1228 
1236 
1248 
1256 
1274 
1284 
1298 
1308 
1312 
1320 


\l  ouchers,  1893- 
January  4. . . 
January  11 . . 
January  18.. 
January  25. . 
February  1 . . 
February  8.. 
February  15. 
February  23. 

March  1 

March  8 

March  15 — 
March  22 — 
March  29 — 

April  5 

April  12 

April  19 

April  26 

May  3 

May  10 

May  17 

May  24 

May  31 

June  7 

June  14 

June  21 

June  28 

July  1 

July  5 

July  12 
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Vouchers,  1893—  Page 

July  19 1332 

July  26 1348 

Augusta 1356 

August  9 1387 

August  16 1396 

August  23 1408 

August  30 1420 

September  6 . . . . , 1432 

September  13 1446 

September  20 1460 

September  27 . 1466 

October  4 1488 

October  11 1502 

October  18 1514 

October  25 1525 

November  1 1537 

November  8 1542 

November  15 . . . '. 1554 

November  22 1578 

November  29 1586 

December  6 1600 

December  13 1606 

December  20 1626 

December  27 1644 

W are,  John  D.,  Commissioner  of  Health,  request  for  maps,  January  18,  1893 997 

Welboum,  John,  land  purchased,  March  15,' 1893 1102 

Wenter.  Frank,  President- 

Directed  to  apply  for  permit  to  build  Mount  Forest  bridge,  February  8.  1893 1044 

Message  transmitting  copy  of  request  to  build  Mount  Forest  bridge,  February  15,  1893 1054 

Directed  to  communicates  with  authorities  along  Channel,  with  reference  to  public  order, 

February  15,  1893 1053 

Directed  to  request  6tate  Board  of  Health  to  appoint  Sanitary  Inspector  officer  of  that* 

body,  March  8,  1893 - 1096 

Ordered  to  renew  lease  for  offices,  1893-4,  March  8,  1893 1097 

Directed  to  present  resolution  adopted  with  reference  to  plans  for  enlarging  I.  & M.  Canal,  - 

March  29,  1893 ! 1131 

Message  on  progress  of  work,  recommending  appointment  of  Superintendent  of  Construc- 
tion, referred  to  Joint  Committee  on  Rules  and  Engineering,  April  12,  1893 1142 

Message  on  sub-contracts,  referred  to  Committee  on  Judiciary,  April  12, 1893 1143 

Message  transmitting  Police  Act,  July  12, 1893 1334 

Message  transmitting  Agnew  & Co.  agreement  on  river  diversion  changes,  July  12,  1833 1335 

kessage  on  possession  of  pumps  at  Bridgeport,  August  9,  1893 1387 

Message  on  day  labor  on  Channel,  August  23, 1893 1106 

Report,  with  Chief  Engineer  and  Clerk,  on  Stephens  Street  bridge  agreement,  September 

27,1893 ...  1469 

Message  on  observance  of  “Chicago  Day,”  World’s  Exposition,  October  4,  1893 1490 

Message  transmitting  reply  to  Commissioner  of  Public  Works  on  river  diversion,  October 

25,  1893 v 1632 

Call  for  special  meeting,  October  30, 1893 1534 

Call  for  special  meeting,  October  31,  1893 1536 

Call  for  special  meeting,  November  1, 1893 1531 

Annual  Message,  December  5, 1893 1596 

Re-elected  President  of  Board,  December  5,  1893 1598 

Wentworth,  John,  Estate  of— 

Land  purchased,  April  5,  1893 1138 

Land  purchased,  additional,  August  23. 1893 1418 

Wentworth,  Moses  J.— 

Land  purchased,  April  5,  1893 1138 

Land  purchased,  additional,  April  5, 1893 1141 

Land  purchased,  additional,  August  23, 1893 1418 

Western  Dredging  and  Improvement  Company- 

Contract  for  Section  C awarded  to,  February  1,  1893 1033 

Agreement  with,  for  tail  race  on  Section  C,  August  16,  1893 1402 
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Western  Stone  Company,  land  purchased,  September  11,  1893 1443 

Weston,  Uri  WM  Superintendent  of  Construction- 

Appointed  Superintendent  of  Construction,  June  14, 1893 1276 

Bond  of,  July  6,  1893 1314 

Report  on  condition  of  work,  June  21, 1893 „ 1287 

Report  on  condition  of  work,  July  26, 1893 1349 

Report  on  condition  of  work,  August  23,  1893 1411 

Wheelock,  W.  W.,  appointed  Assistant  Attorney,  December  6, 1893 1603 

Williams,  Benezette,  resignation  as  Chief  Engineer,  June  7,  1893 1263 

Williams,  Edgar,  appointed  Second  Assistant  Chief  Engineer,  June  1 1,  1893 1276 

Williams,  Edward,  Marshal- 

Appointed  Marshal  of  District,  July  5,  1893 1318 

Bond  of,  July  12,  1893 1330 

Report  on  equipment  of  pplice  stations,  referred  to  Committee  on  Health  and  Public  Order, 

July  12, 1893 1340 

Report  on  cost  of  four  police  stations,  August  4, 1893 . 1394 

Requisition  for  wells  at  police  stations,  referred  to  Committee  on  Finauce,  October  4.  1893...  1494 

General  report.  October  11,  1893 1509 

Williams,  S.  J.,  land  purchased,  January  18, 1893 , 995 

Willing,  H.  J.,  Warrants  908  and  959  re-deposited,  January  18,  1893 997 

Willow  Springs  bridge,  ordered  repaired,  March  22.  1893 1117 

Wilshire,  Frances  M..  land  purchased.  December  15. 1893 1621 

Wright,  Nathaniel  T.,  land  purchased,  September  11, 1893 1443 


ore,  Cook,  et  al.  case,  appeal  authorized,  April  5,  1893. 
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PROCEEDINGS 

OF  THE 

Board  of  Trustees, 

OF  THE 

Sanitary  District  of  Chicago, 


JANUARY  4,  1893. 


OFFICIAL  RECORD. 


REGULAR  MEETING. 

The  one  hundred  and  fifty-first  reg- 
ular meeting  of  the  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago  was  held 
in  their  rooms,  Rialto  Building,  Wednes- 
day, January  4,  1893,  at  1:30  o’clock 
P.  M. 

President  Wenter  called  the  Board  to 
order. 

Upon  roll-call  Messrs.  Altpeter,  Bolden- 
weck,  Cooley,  Eckhart,  Kelly,  Russell 
and  Wenter — seven  (7) — and  subse- 
quently Mr.  Gilmore,  making  a total 
jof  eight  (8) — members  were  present. 

MINUTES. 

The  minutes  of  the  regular  meeting 
held  Wednesday,  December  28,  1892, 
were  approved  as  printed,  on  motion 
of  Mr.  Boldenweck,  seconded  by  Mr. 
Kelly. 


VOUCHERS. 

The  Clerk  presented  the  following 
vouchers: 

PAY  ROLLS. 


Eng.  Dept.  Chief  Eng’s 
Roll,  Dec.  1892 

$1,657  26 

Eng.  Dept.,  Div.  No.  1, 
week  ending  Dec.  31, 

1,218  30 

Eng.  Dept.,  Div.  No.  1, 
(Sag  building)  week 
ending  Dec.  31,1892. . . 

98  30 

Eng.  Dept.,  Div.  No.  2, 
week  ending  Dec.  81, 
’92 

812  60 

Eng.  Dept.,  Div.  No.  2, 
(Illinois  Valley) 
week  ending  Dec.  31, 
’92 

102  00 

Eng.  Dept.,  Div.  No.  2, 
(General  Surveys) 
week  ending  Dec. 
31, ’92 

166  80 

Eng.  Dept.,  Div.  No.  3, 
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weelk  ending  Dec.  31, 

’92  310  50 

Eng.  Dept.,  Div.  No.  4, 
week  ending  Dec.  31, 

■’92  49  20 

Eng.  Dept.,  discharged 
men’s  roll,  Dec., ’92. . 126  60 

Clerical  Dept.,  Clerk’s 

roll,  Dec.,  1892 $ 483  33 

Clerical  Dept.,  office 
roll,  week  endipg 
Dec.  81,  ’92 36  00 

Law  Dept.,  Attorneys’ 

roll, .Dec.,  ’92 $ 1,508  33 

Law  Dept.,  Joliet  roll, 

Dec.,  ’92 333  34 

Law  Dept.,  office  roll, 
week  ending  Dec.  31, 

’92.. 65  50 

Treasury  Dept.,  Treas- 
urer’s roll,  Dec.,  ’92  . 

General  account,  Sani- 
tary Inspector’s  roll, 

Dec.  ’92 200  00 

General  account,  Trus- 
tees’ roll,  Dec.,  ’92. . . 2,333  34 


$4,041  56 


519  33 


1,907  17 
166  67 


2,533  34 


Co.  (rent  of  offices  for 

quarter).. $ 1,772  50 

The  Riatlto,”  (janitor 
service,  Dec.,  ’92,)...  77  60 

— $ 1,850  00 

Grand  total $11,961  37 


Mr.  Bolden  week,  seconded  by  Mr. 
Russell,  moved  that  the  vouchers,  as 
read  and  shown  above,  be  approved 
and  ordered  paid. 

Upon  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Bolden  week,  Codley, 
Eckhart,  Kelly,  Russell  and  Wenter— 
seven  (7).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried  and  the  vouch- 
ers, as  read  and  shown  above,  approved 
and  ordered  paid. 

REQUISITIONS. 

The  Clerk  presented  the  following 
requisition: 


Total 


$9,168  07 


ENGINEERING  DEPARTMENT. 


J.  M.  W.  Jones’  Sta- 
tionery & Printing 
Co.  (tableting  paper) 
John  Morris  Co.  (sta- 
tionery)   

John  Morris  Co.  (sta- 
tionery)   

E.  Dietz  gen  & Co. 
(draughting  mater- 
ial)  

W.  II.  Salisbury  & Co. 

(rubber  gloves) 

The  Consumers  Pure 

Ice  Co.,  (water) 

Wagner  Bros,  (livery) 
Robert  H.  Cowdrey, 

(sundries) 

Robert  H.  Cowdrey, 
( Henry  tree  claim). . 
A.  C.  Schrader,  (emer- 
gency)  


1 00 
50  76 
52  09 

103  80 

9 72 

4 50 
6 00 

2 <3 

20  00 

60  75 

$ 311  35 


LAW  DEPARTMENT. 


Joseph  Donnersberger, 

(right  of  way  ser- 
vices)  $ 250  00 

James  M.Purcell  (court 

stenographer) 329  00 

A.  J.  Mathewson  ( mak- 
ing maps) 41  00 

O.  N.  Carter  (sundries)  7 85 

Arthur  Jordan  (travel- 
ing)   4 60 

$ 631  95 


GENERAL  ACCOUNT. 


No.  1038,  Clerical  Department 

(stationery) $36.80 

Mr.  Russell,  seconded  by  Mr.  Bolden- 
week,  moved  that  Requisition  No.  1038, 
for  the  Clerical  Department,  as  read 
and  shown  above,  be  allowed. 

Upon  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Bolden  week,  Cooley, 
Eckhart,  Kelly,  Russell  and  Wenter— 
seven  (7).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried  and  Requisi- 
tion No.  1038  for  Clerical  Department 
as  read  and  shown  above,  allowed. 


REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report  in  ac- 
cordance with  the  rules  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  Decem- 
ber 31,  1892. 

The  same  was  read  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT: 

“Chicago,  Jan.  4,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— I beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  Decern- 


Chicago  Deposit  Vault 
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ber  31,  1892,  as  the  same  have  been  re- 
ported to  me  : 


Engineering  Department 114 

Clerical  Department 3 

Treasury  Department 1 

Law  Department 8 

Total  employes 126, 


Respectfully  submitted, 

(Signed)  Thomas  F.  Judge, 

Clerk.” 

REPORT  OF  PROGRESS  ON  VARIOUS  WORKS. 

The  Clerk  presented  a report  from  the 
Chief  Engineer  with  reference  to  the 
progress  of  various  works  and  the  condi- 
tion of  the  appropriations  for  the  same, 
made  in  response  to  an  order  passed  at 
the  meeting  held  December  28,  1892, 
(page  971  of  the  proceedings);  and  the 
report  was  read. 

Mr.  Bolden  week,  seconded  by  Mr. 
Kelly,  moved  that  the  report  be  printed 
and  placed  on  file. 

The  motion  prevailed  unanimously  and 
it  was  so  ordered. 

The  following  is 

THE  REPORT: 

“Chicago,  Jan.  4,  1893. 

To  the  Honorable  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago: 

Gentlemen — In  accordance  with  the 
order  of  your  Honorable  Board:  “That 

the  Chief  Engineer  report  to  this  Board 
the  progress  made  on  the  surveys  of  the 
Chicago  River,  Skokie  cut-off,  Illinois 
Valley  floods,  Zymotic  disease  maps,  and 
what  portion  of  the  appropriations  for 
these  different  works  are  unexpended,”  I 
beg  to  report  as  follows : 

1.  Survey  of  the  Chicago  River— The 
field  work  for  the  triangulation,  sound- 
ings and  topography  for  which  appropri- 
ations were  made,  January  30th  and  July 
20th,  1892,  amounting  in  all  to  $16,000.00 
is  entirely  completed  and  the  notes  are 
all  in  the  hands  of  the  Division  of  Draft- 
ing. and  the  platting  of  the  same  is  about 
half  done.  There  has  been  expended  on 
this  work  $14,362.24  for  field  work  and 
$1,671.66  for  drafting,  making  $16,033.90 
in  all. 

The  location  of  street  lines,  authorized 
November  9th,  1892,  has  been  in  progress 
for  five  weeks.  The  field  work  for  both 
sides  of  the  main  river,  along  the  South 
Branch  from  the  main  river  to  Washing- 
ton street,  on  the  west  side  of  the  South 


Fork  from  Archer  avenue  to  the  West 
Fork,  and  along  the  east  side  of  the  South 
Fork,  and  the  south  side  of  the  South 
Branch,  is  completed  from  Archer  ave- 
nue to  the  vicinity  of  Quarry  street.  It 
is  hardly  probable  that  this  work  can  be 
completed  in  less  than  three  or  four 
months.  No  specific  appropriation  has 
been  made  for  this  part  of  the  work. 
There  was  expended  upon  it  to  the  first 
of  January  $1,649.66,  and  the  expenses 
will  continue  to  run  about  $500  per 
month.  I look  upon  this  work  as  vital  to 
the  usefulness  of  tfye  other  portion  of  the 
river  survey. 

2.  Skokie  cut  off— The  survey  in  the 
vicinity  of  Winnetka  authorized  Septem- 
ber 21st,  1892,  is  about  three-fifths  com- 
pleted ; the  field  work  will  not  be  finished 
until  some  time  in  February.  No  appro- 
priation was  made  for  this  work. 

3.  Illinois  Valley  floods — The  field  ex- 
aminations for  this  work  are  closed  and 
the  party  has  returned  to  Chicago.  The 
team  and  two  men  that  composed  the 
party  have  been  discharged,  leaving 
none  but  Mr.  Ward,  who  had  charge  of 
the  work,  and  who  will  be  engaged  in 
platting  the  work  and  compiling  the 
notes  for  perhaps  two  months  or  more. 
There  has  been  expended  to  January  1st 
$3,002.79  and  it  will  cost  $500  or  $600 
more  to  put  the  matter  in  proper  form 
for  permanent  record  and  use.  I do  not 
understand  that  any  specific  appropria- 
tion was  made  for  this  work.  It  was  es- 
timated that  the  cost  would  not  much 
exceed  $2,000,  but  when  it  came  to  a sur- 
vey of  the  lower  part  of  the  river  it  was 
found  that  to  obtain  certain  information 
which  it  is  desirable  to  have,  that  a con 
siderable  number  of  soundings  should  be 
made,  which  have  materially  increased 
the  cost. 

4.  Zymotic  disease  maps — Authorized 
November  16th,  1892,  will  be  fully  com- 
pleted in  a week. 

The  copies  for  the  State  Board  of  Health 
authorized  December  21st,  1892,  will  re- 
quire two  or  three  weeks  for  their  com- 
pletion. No  specific  appropriation  has 
been  made  for  this  work. 

Respectfully  submitted, 

(Signed)  Benezette  Williams, 

Chief  Engin 

REORGANIZATION  OF  ENGINEERING  DE- 
PARTMENT. 

The  Clerk  presented  a report  with 
reference  to  the  reorganization  of  the 
Engineering  Department  and  sundry 
other  matters,  presented  in  response  to 
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an  order  passed  at  the  meeting  held  De- 
cember 28,  1892,  (page  971  of  the  pro- 
ceedings); and  the  report  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Bolden- 
weck,  moved  that  the  report  be  referred 
to  the  Joint  Committee  on  Engineering 
and  Rules. 

The  motion  prevailed  unanimously  and 
the  report  was  so  referred. 

The  following  is 

THE  REPORT: 

“Chicago,  Jan.  4,  1893. 

To  the  flonorahle,  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago 1 

Gentlemen— The  order  passed  Decern* 
her  28,  1892: 

“That  the  Chief  Engineer,  at  the  next 
regular  meeting  of  the  Board,  present 
such  plans  as  he  may  deem  proper  for  the 
organization  of  the  Engineering  Depart- 
ment, with  a view  of  efficiency  and 
economy,  and  prevent  such  other  matter 
in  reference  to  additional  rooms,  etc., 
which  may  be.  required  for  the  coming 
year,”  has  received  my  earnest  consid- 
eration. An  experience  of  eleven  months 
satisfied  me  that  both  efficiency  and 
economy  could  be  subserved  by  intro- 
ducing certain  changes  in  the  system  of 
accounting  for  property  hnd  reporting 
expenditures,  changes  which  are  de- 
pendent wholly  upon  departmental  regu- 
lations. In  accordance  with  this  con- 
clusion, regulations  introducing  these 
changes  went  into  effect  the  first  of  the 
year.  As  a matter  of  economy  I have 
also  discontinued  the  land  survey  party, 
being  convinced  that  this  work  care  be 
done  more  ad  vantageously  by  the  vari- 
ous division  parties  employed  on  con- 
struction. 

Except  in  the  mere  reduction  of  the 
force  employed  by  this  department,  as 
special  brandies  of  work  are  closed  up,  I 
know  of  no  further  changes  of  organiza- 
tion which  can  be  advantageously  made, 
unless  it  be  by  act  of  the  Board,  and 
whether  any  such  change  should  be 
mad©  is  dependent  upon  what  the  policy 
of  the  Board  is  to  be  with  regard  to  or- 
dering the  engineering  work  of  the  San- 
itary District. 

In  another  communication  this  day 
submitted,  I have  given  the  state  of 
progress  of,  and  as  nearly  as  possible, 
the  time  when  the  several  branches  of 
work  which  the  Engineering  Depart- 
ment has  in  hand,  will  be  completed.  In 
addition  to  these  I might  have  said  that 
the  two  boring  parties  will  be  through 


about  the  middle  of  this  month.  It  is 
thus  seen  that  all  special  field  work  will 
probably  come  to  an  end  in  from  one  to 
three  months,  and  thereafter,  so  far  as  I 
can  now  see,  no  further  surveys  or  in- 
vestigations of  an  extensive  kind  will  be 
soon  required  in  the  work  of  the  Sanitary 
District.  As  the  main  work  and  the  ad- 
juncts develop,  surveys  and  investiga- 
tions of  minor  importance  will  doubtless 
be  needed  to  enable  the  details  to  be 
worked  out,  but  this  cannot  be  done  un- 
til the  general  plan  both  of  the  main 
work  and  the  adjuncts  are1  decided  upon. 
Any  attempt  to  anticipate  the  skeleton 
plan  about  which  these  details  should 
cluster  will  be  fruitless. 

The  rules  of  the  Board  in  providing 
one  Assistant  Chief  Engineer  and  two 
principal  Assistant  Engineers,  presup- 
poses three  sub-divisisions  of  the  dis- 
tinctly engineering  work  of  this  Depart- 
ment. 1 am  of  the  opinion  that  since 
the  special  surveys  and  investigations 
are  about  closed,  that  henceforth  the 
engineering  work  of  this  department  can 
be  more  economically  and  efficiently^ 
handled  with  two  divisions  instead  of 
three,  and  I recommend  that  it  be  done. 
This  will  do  away7  with  a great  deal  of 
unnecessary  work  and  will  so  consolidate 
the  office  forces  that  less  office  room  will 
be  required  for  the  future  than  would 
otherwise  be  the  case.  As  is  well  known, 
if  the  organization  remains  as  it  is,  ma- 
terially more  room  is  needed,  and  must 
be  had  as  soon  as  possible.  If  the  pro- 
posed change  is  made  the  Engineering 
Department  will  be  well  served  by  ex- 
changing the  rooms  now  occupied  by 
Division  2,  for  the  present  Board  room, 
and  retaining  a small  store  room  at  the 
west  end  which  will  give  access  to  the 
vaults,  thus  bringing  the  rooms  occupied 
by  the  department  contiguous  to  one  an- 
other . 

Respectfully  submitted, 

(Signed)  Benezette  Williams, 
Chief  Engineer." 

ADDITIONAL  OFFICE  AT  LOCKPORT. 

The  Clerk  presented  a report  from  the 
Chief  Engineer  requesting  permission  to 
rent  an  additional  office  at  Lockport; 
and  the  report  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Altpeter, 
moved  that  the  report  be  referred  to  the 
Joint  Committee  on  Engineering  and 
Finance. 

The  motion  prevailed  unanimously  and 
the  report  was  so  referred. 
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The  following  is 

THE  REPORT: 

“Chicago,  Jan.  4,  1893. 

To  the  Honorable  the  Board  of  Trustees 

oj  the  Sanitary  District  of  Chicago: 

Gentlemen— Owing  to  certain  changes 
which  have  been  made  in  the  con- 
struction divisions  of  this  Department  I 
have  found  it  undesirable  to  establish  a 
division  headquarters  at  Romeo;  hence 
the  requisition  granted  for  erecting  an 
office  building  at  that  place  will  not  be 
acted  upon. 

It  is  found  necessary,  however,  to  se- 
cure better  quarters  at  Lockport  than 
those  now  used,  they  having  been  taken 
only  as  a temporary  measure.  I there- 
fore respectfully  make  requisition  for 
authority  to  lease  an  office  at  Lockport 
at  a rate  not  exceeding  $20  per  month. 

Respectfully  submitted. 

(Signed)  Benezette  Williams, 

Chief  Engineer.” 

AMENDMENT  TO  RULE  3— TIME  OF  MEETING. 

Under  “Unfinished  Business,”  the 
amendment  to  Rule  3 changing  time  of 
meeting,  presented,  ordered  printed  and 
laid  ovdr,  at  the  meeting  held  December 
28.  1892,  (page  972  of  the  proceedings) 
was  again  read. 

Mr.  Kelly,  seconded  by  Mr.  Altpeter, 
moved  the  adoption  of  the  amendment. 

Upon  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Gilm  <re,  Kelly,  Russell  and  Wenter — 
seven  ^7).  Nays — Mr.  Eckhart — pne  (1). 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the 
amendment  adopted. 

The  following  is 

RULE  3 AS  AMENDED: 

“3,  Regular  meetings  of  the  Board  of 
Trustees  shall  be  held  on  Wednesday  of 
each  week,  at  half-past  one  o’clock  P.  M. 
sharp.’ 

AMENDMENT  RIGHT  OF  WAY  ORDINANCE- 
WILLOW  SPRINGS  TO  SUMMIT. 

Mr.  Kelly,  Chairman,  presented  for  the 
Committee  on  Judiciary,  an  ordinance 
amending  the  ordinance  for  right  of  way 
from  Willow  Springs  to  Summit,  passed 
at  the  meeting  held  August  10,  1892, 
(page  672  of  proceedings) ; and  the  amend- 
ing ordinance  wa9  read. 

Mr.  Boldenweck,  seconded  by  Mr. 
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Kelly,  moved  the  adoption  of  the  amend- 
ing ordinance. 

Upon  roll-call  the  vote  stood;  Yeas — 
Messrs.  - Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Russell  and 
Wenter — eight  (8).  Nays — none. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the 
ordinance  amending  the  ordinance  fdr 
right  of  way  from  Willow  Springs  to 
Summit  passed  at  the  meeting  held 
August  10,  1892,  adopted. 

The  following  is 

THE  ORDINANCE: 

“Be  it  ordained  by  the  Board  of  Trus- 
tees of  the  Sanitary  District  of  Chicago  : 

That  Section  1 of  the  right-of-way  ordi- 
nance, laying  out  and  establishing  a 
route  for  the  Main  Channel  from  Willow 
Springs  to  Summit,  Illinois,  passed  by 
this  Board  at  its  meeting  of  August  10, 
1892,  be  and  the  same  is  hereby  amended 
so  as  to  read  as  follows: 

“Section  1.  That  there  be  and  is 
hereby  laid  out  and  established  a route 
for  a Main  Channel  to  be  hereafter  con- 
structed and  maintained,  together  with 
the  necessary  additions  thereto,  over  and 
upon  certain  lands  lying  in  the  County 
of  Cook  and  State  of  Illinois,  said  lands 
being  situated  in  the  Valley  of  the  Des- 
plaines  River,  between  the  center  line  of 
the  Willow  Springs  road  and  the  Range 
line  at  Summit,  all  in  Township  thirty- 
eight  (38)  North,  Range  twelve  (12)  East 
of  the  Third  Principal  Meridian,  and  in- 
cluded in  ihe  following  more  fully  de- 
scribed boundaries,  to- wit: 

Beginning  at  the  point  of  intersection 
of  the  northwesterly  reserve  line  of  the 
Illinois  and  Michigan  Canal  and  the 
center  line  of  the  Willow  Springs  road, 
said  point  being  in  Section  thirty- two 
(32),  Township  thirty-eight  (38)  North, 
Range  twelve  East  of  the  Third  Principal 
Meridian,  thence  northwesterly  along 
the  center  line  of  said  road  to  its  inter- 
section with  the  southeasterly  boundary 
line  of  the  right-of-way  of  the  Chicago, 
Santa  Fe  & California  Railway;  thence 
northeasterly  along  said  southeasterly 
boundary  line  through  Sections  32,  33. 
28,  21,  22,  15,  14  and  11  to  its  intersection 
with  the  east  line  of  said  Section  1 1 , 
thence  north  along  said  Section  line  to 
the  northeast  corner  of  said  Section  1 1 , 
thence  east  1320  feet  along  the  north  line 
of  Section  12,  thence  north  on  a line 
parallel  with  the  west  line  of  Section  1 
to  the  east  and  west  center  line  of  said 
Section  1:  thence  east  on  said  east  and 
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west  center  line  to  the  center  of  said 
Section;  thence  north  on  the  north  and 
soutli  center  line  of  said  Section  to  the 
northeast  corner  of  the  southeast  quarter 
of  the  northwest  quarter  of  said  Section; 
thence  east  on  a line  parallel  with  the 
north  line  of  said  Section  to  a point  1250 
feet  west  of  the  east  line  of  said  Section; 
thence  south  on  a line  parallel  with, the 
east  line  of  said  Section  to  the  north  line 
of  the  east  fraction  of  the  southeast 
quarter  of  said  Section  1 ; thence  south 
on  a line  parallel  with  the  east  line  of 
said  southeast  quarter  of  said  Section  1 
to  its  intersection  with  the  south  line  of 
said  Section  1;  thence  east  along  said 
south  line  to  the  northeast  corner  of  Sec- 
tion 12;  thence  south  along  the  Range 
line  to  its  intersection  with  the  northerly 
boundary  line  of  the  right-of-way  of  the 
Chicago,  Alton  & St.  Louis  Railroad; 
thence  southwesterly  along  the  northerly 
boundary  line  of  said  railroad  to  its  inter- 
section with  the  south  line  of  said  Sec- 
tion 12;  thence  west  along  said  south  line 
to  its  intersection  with  the  northwesterly 
reserve  line  of  the  Illinois  and  Michigan 
Canal;  thence  southwesterly  along  said 
reserve  line  through  Sections  13,  14,  23, 
22,  27,  28,  33  and  32  to  the  point  of  be- 
ginning. 

Said  Main  Channel  beginning  at  the 
easterly  end  of  the  Main  Channel  hereto- 
fore laid  out  and  established  by  an  ordi- 
nance passed  by  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago  March 
30,  A.  D.  1892,  in  Section  thirty-two  (32), 
Township  thirty-eight  (38)  North,  Range 
twelve  (12)  East  of  the  Third  Principal 
Meridian  in  Cook  County,  Illinois,  and 
extending;  to  the  east  line'  of  Section 
twelve  (12)  in  Township  thirty-eight  (38) 
North,  Range  twelve  (12)  East  of  the 
Third  Principal  Meridian  in  said  county. 

Said  land  includes  the  route  of  the 
Main  Channel  and  such  additional  lands 
as  are  necessary  for  the  corporate  pur- 
poses of  said  Sanitary  District  of  Chi- 
cago.” 

OPINIONS  OF  TITLE  UNDER  AMENDED  OR- 
DINANCE. 

Mr.  Kelly  presented  an  order  author- 
izing and  directing  the  Attorney  to  con- 
tract with  the  Title  Guarantee  & Trust 
Co.  for  opinions  of  title  to  right  of  way 
lands  included  in  the  amending  ordinance 
just  adopted;  and  the  same  was  read 

Mr.  Kelly,  seconded  by  Mr.  Bolden- 
weck,  moved  the  adoption  of  the  order. 

Upon  roll-call  the  vote  stood:  Yeas — 

Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Russell  and 
Wenter — eight  (8).  Nays — None. 


Upon  which  result  the  President,  de- 
clared the  motion  carried,  the  order 
adopted  and  the  Attorney  authorized  and 
directed  to  secure  opinions  of  title  from 
the  Title  Guarantee  & Trust  Co.  for 
right  of'way  lands  included  in  the 
amending  ordinance  just  adopted,  as  pro- 
vided in  the  order. 

The  following  is 

THE  REPORT? 

“ Ordered , That  the  Attorney  be  author- 
ized to  enter  into  contract  with  the  Title 
Guarantee  and  Trust  Company  to  furnish 
opinions  in  the  same  form  as  those  here- 
tofore furnished  this  District  by  said 
company,  on  titles  to  all  lands,  necessary 
for  the  corporate  purposes  of  this  Dis- 
trict, included  within  the  boundaries  of 
the  right-of-way  as  laid  out  and  estab- 
lished by  the  amendment  this  day 
adopted  t<>  Section  one  (1)  of  the  right 
of  way  ordinance  of  August  10,  1892,  on 
such  terms  as  said  Attorney  may  deem 
just  and  fair.” 

CUTTING  OF  ICE  ON  RIGHT-OF-WAY. 

Mr.  Eckhart,  Chairman,  presented  a 
report  from  the  Joint  Committee  on  Fi- 
nance and  Engineering,  with  reference 
to  requests  for  permission  to  cut  ice  on 
the  right  of  way  of  the  district;  and  the 
report  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  concurred  in, 
printed  and  placed  on  file. 

Upon  roll-call  the  vote  stood : Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Russell  and 
Wenter— eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the 
report  concurred  in,  ordered  printed  and 
placed  on  file. 

The  following  is 

THE  REPORT: 

‘"January  4,  1893. 

To  the  Honorable  the  Board  of  Trustee s of 

the  Sanitary  District  of  Chicaqo: 

Gentlemen  The  Joint  Committee 
on  Finance  and  Engineering  have  had 
under  consideration  several  times,  the 
question  of  allowing  ice  to  be  cut  or 
stored  on  the  property  now  owned  by 
the  Sanitary  District. 

Your  committee  vrould  recommend 
that  the  District  do  not  permit  ice  to  be 
cut  or  stored  for  commercial  purposes, 
either  by  contractors  or  other  persons. 
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on  any  property  belonging  to  the  District, 
and  that  the  proper  officers  of  the  Board, 
from  and  after  the  adoption  of  this  re- 
port, see  to  it  that  the  conditions  herein 
contained  are  observed. 

Respectfully  submitted, 

(Signed)  B.  A.  Eckhart, 

Chairman. 
W.  H.  Russell, 

L.  E.  Cooley, 

Wm.  Boldenweck, 
Thomas  Kelly, 

John  J.  Altpeter, 

Joint  Committee  on  Finance  * and  Engi- 
neering.” 

RULES  for  sanitary  inspector. 

Mr.  Gilmore,  Chairman,  presented  as 
a report  from  the  Committee  on  Health 
and  Public  Order  a set  of  provisional 
rules  for  the  govornment  of  the  Sanitary 
Inspector  and  recommended  their  adop- 
tion; and  the  rules  were  read. 

Mr.  Gilmore,  seconded  by  Mr.  Bolden- 
weck, moved  that  the  recommendations 
of  the  Committee  be  concurred  in,  and 
the  provisional  rules  just  presented  be 
adopted  and  ordered  printed. 

Upon  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Cooley,  Eckhart, 
Gilmore,  Kelly,  Russell  and  Wenter — 
seven  (7).  Nays— Mr.  Altpeter— one  (1). 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  recom- 
mendation of  the  Committee  concurred 
in,  and  the  pro  visional  rules  just  presented 
adopted  and  ordered  printed. 

The  following  is 

the  report: 

“ Rules  for  the  Outdance  of  the  Sanitary 
Inspector . 

Rule  1.  The  Sanitary  Inspector  shall 


devote  his  entire  time  to  the  duties  of  his 
office. 

Rule  2.  He  shall  be  in  readiness  to 
hold  daily  consultations  with  the  Board 
in  reference  to  all  matters  pertaining  to 
his  department,  providing  he  is  not  out 
on  the  route  on  duty 

Rule  3.  He  shall  make  a thorough 
inspection  of  the  various  camps  and 
hospitals  along  the  route  twice  a week, 
and  oftener,  if  so  ordered  by  the  Board. 

Rule  4.  He  shall  be  subject  to  the 
order  of  the  Board  at  all  times  in  case  of 
necessity,  such  as  the  occurrence  of  epi- 
demic in  the  camps,  and  in  such  emer- 
gency shall  be  on  the  ground  in  order  to 
give  his  personal  attention  to  the  means 
of  suppressing  the  same. 

Rule  5.  He  shall  make  a report  to 
the  Board  semi-monthly  on  the  sanitary 
condition  of  the  camps  under  his  super- 
vision.” 


rules  for  sanitary  inspector  to  be 
prepared. 

Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
weck, moved  that  the  Committee  on 
Rules  be  directed  to  prepare  rules  for  the 
guidance  of  the  Sanitary  Inspector 

The  motion  prevailed  unanimously  and 
the  Committee  were  so  instructed 


ADJOURNMENT. 

Upon  motion  of  Mr.  Boldenweck, 
seconded  byMr.  Russell,  the  Board  then 
adjourned. 

Thos.  F.  Judge, 
Clerk 
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PROCEEDINGS 


Board  of:  Trustees. 


01  TriE  - 


Sanitary  District  of  Chicago. 


JANUARY  11.  1893. 


OFFICIAL  RECORD. 


REGULAR  MEETING. 

The  one  hundred  and  fifty-second  reg- 
ular meeting  of  the  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago  was  held 
in  their  rooms,  Rialto  Building,  Wednes- 
day, January  11,  1893,  at  2 o’clock 
P.  M. 

President  Wenter  called  the  Board  to 
order. 

Upon  roll-call  Messrs.  Altpeter,  Bolden- 
weck,  Cooley,  Eckhart,  Gilmore,  Kelly, 
Prendergast,  Russell  and  Wenter — nine 
(9)  members  were  present. 

MINUTES. 

Mr.  Bolden  week,  seconded  by  Mr. 
Eckhart,  moved  that  the  minutes  of  the 
regular  meeting  held  January  4,  1893,  be 
approved  as  printed. 

Upon  roll-call  the  vote  stood  Yeas— 


Messrs.  Altpeter,  Boldenweck,  Eck- 
hart, Kelly,  Prendergast,  Russell  and 
Wenter— seven  (7).  Excused  and  not 
voting  Mr.  Cooley — one(ll  Nays— Mr. 
Gilmore— one  (1). 

tlpon  which  result  the  President  de- 
clared the  motion  carried,  and  the  min- 
utes of  the  regular  meeting  held  January 
4,  1893,  approved  as  printed. 

VOUCHERS. 

The  Clerk  presented  the  following 
vouchers : 

PAY  ROLLS. 


Eng.  Dept.,  Div.  No.  1, 
week  ending  Jan.  7, 

’93 $1,276  85 

Eng  Dept..  Div.  No.  1, 

(Sag  building)  week 
Ending  Jan.  7,  1893. . . 85  30 

Eng.  Dept.,  Div.  No.  2, 
week  ending  Jan.  7. 

’93 361  20 
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Eng.  Dept.,  Div.  No.  2, 

(General  Surveys) 
week  ending  Jan. 

7, ’93 © 166  80 

Eng.  Dept.,  Div.  No.  2, 

( Illinois  Valley) 
week  ending  Jan.  7, 

’93 8 00 

Eng.  Dept.,  Div.  No.  3, 
week  ending  Jan.  7, 

’93 256  50 

Eng.  Dept.,  Div.  No.  4, 
week  ending  Jan.  7, 

’93  49  20 

$2,203  35 

Clerical  Dept.,  office 
roll,  week  ending 

Jan.  7, ’93 39  00 

Law  Dept.,  office  roll, 
week  ending  Jan.  7, 

’93 63  00 

Total $2  ,$05  8,5 

ENGINEERING  DEPARTMENT. 

Construction— 

McArthur  Bros.  (Sec. 

2,  Jan.  1,  ’93) $1,543  50 

McArthur  Bros.,  (Sec. 

3,  Jan.  1, ’93) 94  50 

Agnew  & Co.  (Sec.  5, 

Jan.  1, ’93) 259  88 

Agnew  & Co.  (Sec.  6, 

Jan.  1,  ’93) 661  50 

Agnew  & Co.  (Sec.  7, 

Jan.  1, ’93) 571  81 

Agnew  & Co.  (Sec.  8, 

Jan.  1,  ’93) 3,098  26 

Agnew  & Co.  (Sec.  9, 

Jan.  1,  ’93) 1,326  85 

E.  D.  Smith  & Co.  (Sec. 

10,  Jan.  1,  ’93) 5,044  38 

Mason.  Hoge  & Co. 

(Sec.  12.  Jan.  1, ’93).  3,952  59 

Mason,  Hoge  & Co. 

(Sec.  13,  Jan.  1,  ’93).  5,690  35 

McCormick  Construc’n 
Co.  (Sec.  14,  Jan.  1, 

’93) 1.307  25 


Total $23,550  87 

John  C.  des  Granges, 

(services) 7 50 

Emil  Rudolph,  (sur- 
veying street  lines, 

river) 750  00 

E.  Dietzgen  & Co. 

(draughting  mater- 
ial)  170  62 

Benezette  Williams, 

(emergency) 112  65 

$24,591  64 

CLERICAL  DEPARTMENT. 

Cameron,  Amberg  & 

Co.  (stationery) $ 4 25 

Wyckoff.  Seamans  & 

Benedict,  (repairing 

typewriter) 50 

Warner’s  Towel  Sup- 
ply, (toweling) 90 

$ 5 65 
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LAW  DEPARTMENT. 

Land  Account — 

O.  N.  Carter,  (land)..  $375  00 

Barnard  & Gunthorp, 

(printing) 15  00 

Adams  A.  Goodrich, 

(legal  services) 200  00 

R.  M.  Wing,  (legal  ser- 
vices)  250  00 

U.  W.  Weston,  (expert 

witnesses  fees) 340  00 

U.  W.  Weston,  (expert 

witnesses  fees) 995  00 

O.  N.  Carter,  (expert 

witnesses  fees) 38  00 

$ 2,213  00 

GENERAL  ACCOUNT. 

John  F.Higgi us, (print- 


ing proceedings,  De- 


The  Chicago  Herald, 

Co.  (advertising  Main 

Channel) 27  30 

The  Tribune  Com- 
pany, (advertising 

Main  Channel) 22  75 

The  Int,r  Ocean,  (ad- 
vertising Main  Chan- 
nel)   22  50 

The  Inter  Ocean , (ad- 
vertising bonds.  Sep- 
tember 19-21.  1892). ..  30  00 

The  Chicago  Evening 
Post  Co.  (advertising 

Main  Channel) 18  20 

Chicago  Evening  Jour- 
ml,  (ad  vertis  ing 

Main  Channel) 13  65 

The  Chicago  Dispatch , 

(advertising  Main 

Channel) 18  20 

Illinois  Stiats  Zeitung 
Co.  (advertising Main 

Channel) 14  00 

Chicago  Tagcblatt 
Pub.  Co.  (advertis- 
ing Main  Channel)..  9 10 

German- American 
Pub.  Co.  (advertising 

Main  Channel) 13  75 

The  Chicago  Drovers 
Journal , (advertis- 
ing Main  Channel)..  36  40 

Joliet  Times,  (adver 
tising  Main  Channel)  10  00 

Aug.  Geringer,  Daily 
S vornost , ( advertis- 
ing Main  Channel ) . . 9 20 

$ 361  40 

Grand  total $29,477  04 


Mr.  Eckhart,  seconded  by  Mr.  Rus- 
sell, moved  that  the  vouchers,  as  read 
and  shown  above,  be  approved  and 
ordered  paid. 

Upon  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Bolden  week,  Cooley, 
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Eckhart,  Gilmore,  Kelly,  Prendergast, 
Russell  and  Wenter — nine  (9).  Nays — 
none. 

(Mr.  Prendergast  voted  “yea”  on  all 
vouchers  except  those  for  ‘ ‘Construction , ” 
on  which  he  was  excused  from  voting.) 

Upon  which  result  the  President  de- 
clared the  motion  carried  and  the  vouch- 
ers, as  read  and  shown  above,  approved 
and  ordered  paid. 

REQUISITIONS. 

The  Clerk  presented  the  following 
requisitions: 


No.  28‘,  Engineering  Department 

(plumb-bob  chains) $1.00 

No.  442,  Law  Department  (furni- 
ture)   83.75 

No  1039,  Clerical  Department 
(stationery  and  binding) 202.30 


Total $287.05 


Mr.  Boldenweck,  seconded  bv  Mr. 
Russell,  moved  that  Requisitions  No.  281 
for  Engineering.  Department,  No.  442  for 
Law  Department,  and  No.  1039  for  Cleri- 
cal Department,  as  read  and  shown 
above,  be  allowed. 

Upon  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Prendergast, 
Russell  and  Wenter — nine  (9).  Nays — 
none. 

Upon  which  result  the  President  de- 
clared the  motion  carried  and  Requisi- 
tions No.  281  for  Engineering  Depart- 
ment, No.  442  for  Law  Department,  and 
No.  1039  for  Clerical  Department,  as 
read  and  shown  above,  allowed. 

REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report  in  ac- 
cordance with  the  rules  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  January 
7,  1893. 

The  same  was  read  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

the  report: 

“Chicago,  Jan.  11,  1893. 

To  the  Honorable  the  Board,  of  Trustees 

of  the  Sanitary  District  of  Chicago : 

Gentlemen — I beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  January 


7,  1893,  as  the  same  have  been  reported 
to  me  : 

Engineering  Department 98 

Engineering  Department  (Sag 

building) • 9 

107 

Clerical  Department 3 

Treasury  Department 1 

Law  Department 7 

Total  employes 118 

Respectfully  submitted, 

(Signed)  Thomas  F.  Judge, 

Clerk” 

monthly  report  from  clerical  de- 
partment. 

The  Clerk  presented  a report  from  the 
Clerical  Department  for  the  month  of 
December,  1892;  and  the  same  was  read. 

By  unanimous  consent  the  report  was 
ordered  printed  and  placed  on  file. 

The  following  is 

the  report: 

“Chicago,  Jan.  4,  1893. 

To  the  Honorable  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago: 

Gentlemen — I have  the  honor  to  here- 
with report  that  the  total  amount  ex- 
pended on  account  of  and  charged  to  the 
Clerical  Department  during  ther  month  of 
December  was  $180.82,  divided  as  fol- 
lows: 


Salaries ....$  144  00 

Stationery 10. 90 

Sundry  expenses. 25.92 


Total $ 180.82 


There  are  no  outstanding  liabilities,  and 
the  expenses  for  the  present  month  will 
be  under  $750.00, 

The  total  amount  expended  and 
charged  to  the  General  Account  during 
the  month  of  December  was  $355.79, 
divided  as  follows: 


Printing r. ....  $208.67 

Janitor  service 75  00 

General  expenses 72.12 


Total $ 355.79 


The  only  outstanding  liability  is  about 
$450.00  for  advertising,  and  the  expenses 
for  the  present  month  will  be  under 
$3,500. 

Respectfully  submitted, 

(Signed)  Thos.  F.  Judge, 

Clerk ” 
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monthly  REPORT  FROM  LAW  DEPART- 
MENT. 

The  Clerk  presented  a report  from  the 
Law  Department  for  the  month  of  De- 
cember, 1892;  and  the  same  was  read. 

By  unanimous  consent  the  report  was 
ordered  printed  and  placed  on  file. 

The  following  is 

THE  REPORT: 

“Chicago,  Jan.  11,  1898. 

To  the  Honorable,  the  Hoard  of  Trustees 
of  the  Sanitary  District  of  Chicago: 

Gentlemen— I report  herewith  the 
total  amount  paid  out  on  account  of  and 
charged  to  the  Law  Department,  during 
the  month  of  December,  1892,  classified 
as  follows: 

Salaries. 

Attorneys’ $1,175  00 

Right  or  way 448  84 

Office  force 132  00 

$1,750  34 

General  Expenses. 

Right  of  way $1,123  01 

Court  costs 137  50 

Legal  services 1,913  33 

Stationery  and  printing..  18  23 

Sundries  22  07 

$3,214  14 

Land  Account. 

Right  of  way $144  203  60 

Total $149,168  08 


The  current  expenses  for  the  present 
month  will  not  vary  to  any  great  extent 
from  those  of  last  month. 

Appeal  bonds  have  been  filed  in  the 
case  known  as  the  Cullerton- Piper  suit, 
and  the  District  is  now  entitled  to  and 
has  possession  of  all  the  land  in  Cook 
County,  below  Willow  Springs,  which 
we  need  at  present  for  the  corporate  pur- 
poses of  the  District.  The  suit  that  was 
on  trial  at  the  time  of  the  last  report  has 
been  completed,  and  as  soon  as  the  mot'on 
for  a new  trial  is  disposed  of.  the  District 
can  obtain  possession  of  the  land. 
Another  trial  to  condemn  about  430  acres 
of  land  between  Widow  Springs  and 
Summit  will  be  begun  to-morrow  in  the 
Circuit  Court. 

A suit  was  commenced  December  31st 
to  obtain  by  condemnation  three  small 
pieces  of  land  v/estof  the  Santa  Fe  Rail- 
road, at  Romeo,  in  Will  County.  This 
suit  is  set  for  trial  in  March.  When  this 
is  obtained  all  of  the  land  in  Will 
County  needed  to  carry  on  the  work 
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under  the  contracts  already  let,  will  be 
in  the  possession  of  the  District. 

Respectfully  submitted, 

(Signed)  Orrin  N.  Carter, 

Attorney 

maintenance  of  public  order  on  right 

OF  WAY. 

The  Clerk  presented  a report  and 
opinion  from  Attorney  Carter  and 
General  Counsel  Wilson,  with  reference 
to  the  rights  and  powers  of  the  Sanitary 
District  in  preserving  public  order  on 
the  right  of  way,  made  in  response  to  a 
report  presented  at  the  meeting  held 
December  28,  1892,  (page  969-970  of  the 
Proceedings);  and  the  same  was  read. 

Mr.  Gilmore-,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  printed  and 
placed  on  file. 

The  motion  prevailed  unanimously  and 
it  was  so  ordered. 

The  following  is 

THE  REPORT: 

“ Chicago,  Jan.  IQ,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— We  have  considered  the 
questions  submitted  to  us  by  your  Board 
by  a resolution  passed  December  28, 
1892,  in  regard  to  the  powers  of  the 
Board  or  contractors  to  preserve  peace 
and  order  on  and  along  its  right  of  way, 
and  beg  leave  to  report  our  conclusions 
as  follows- 

We  do  not  find  that  either  your  Hon- 
orable Board  or  the  contractors  doing  the 
work  for  your  Board  are  vested  with  any 
special  police  powers.  The  Sanitary  Dis- 
trict of  Chicago  was  created  for  the  pur- 
pose of  providing  an  outlet  for  the  sewage 
of  the  territory  lying  within  the  limits 
of  the  District.  Your  Board  is  author- 
ized to  levy  taxes  and  incur  indebted- 
ness only  for  the  accomplishment  of  said 
end  or  object.  The  funds  m the  posses- 
sion of  your  Board  should  be  devoted 
exclusively  for  the  purpose  of  accom- 
plishing said  end.  Having  in  charge 
the  property  of  the  District  and  the 
construction  of  the  works  necessary  to 
accomplish  the  end  for  which  the  Dis- 
trict is  created,  you  have  the  right,  and 
it  would  be  your  duty,  to  protect  said 
property  and  said  work,  and  you  would 
be  authorized  to  make  whatever  expen- 
diture of  money  v\  ould  be  necessary  to 
secure  such  protection. 

If  the  authorities  vested  with  the 
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police  power  of  the  State  are  unwilling 
or  unable  to  afford  the  work  being  car- 
ried on  by  you,. and  the  property  of  the 
District,  adequate/  protection  without 
pecuniary  aid  from  you,  in  our  opinion, 
you  would  have  the  right  to  afford  the 
pecuniary  aid  to  such  authorities  neces- 
sary to  secure  adequate  protection  for 
the*- work  and  property  of  the  District. 
Your  Board  has  no  right  or  power  to 
make  expenditures  to  preserve  order, 
either  on  or  off-  its  right  of  way,  pxcept 
to  the'extent  and  in  so  far  as  it  may  be 
necessary. to  protect  the  work  and  prop- 
erty of  the  District. 

The  contractors  doing  work  for  the 
Board,  and  having  for  that  purpose  pos- 
session and  control  of  specified  parts  of 
the  right  of  way  of  the  District,  - would 
have  the  same  right  and  power  to  pre- 
serve peace  and  order  thereon  that  any 
private  individual  has  to  preserve  peace 
and  order  upon  property  in  his  possession 
and  under  his  control.  This  includes  the 
power  to  eject  and  put  off  of  the  premises 
in  their  possession  arid  under  their  con- 
trol any  person  or  persons  disturbing  the 
peace  or  interfering  with  the  prosecution 
of  the  work  for  the  District  under  their 
.contract. 

Yours  very  truly, 

(Signed)  Orrin  N.  Carter, 

. Attorney. 

John  P.  Wilson, 

General  Counsel .” 

MONTHLY  REPORT  FROM  TREASURY  DE- 
PARTMENT. 

The  Clerk  presented  a report  from 
Treasurer  Stone  for  the  month  of  Decem- 
ber, 1892;  a;id  the  same  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Russell, 
moved  that  the  report  be  printed  and 
placed  on  file. 

The  motion  prevailed  unanimously  a,nd 
it  was  so  ordered. 

The  following  is 

THE  REPORT  : 

Balance  on  hand  at  date 

Of  last  report Si, 555,970.01 

Received  from  Blair  & 

Co,'  for  510  Sanitary 

District  Bonds 510,000.00 

Received  from  Blair  & 

Co..,  premium  on  the 

above  510  bonds 7,713.75 

Received  from  Blair  & 

Co.,  accrued  interest 
on  the  above  510  bonds  1,904.38 
Received  from  Law  De- 
partment, land  acct. 


Griffin  et  al.,  judg- 
ment money  refunded 

1,176.50 

Received  from  National 
Bank  of  Illinois,  inter- 
est for  December 

665.12 

Received  from  Metro- 
politan National  Bank,> 
interest  for  December 

667  30 

Received  from  Ft.  Dear- 

born National  Bank, 
.interest  for;  December 

664.77 

Received  from  Chicago 
National  Bank,  inter- 
est for  December  — 

6T2.85 

Received  from  Ameri- 
‘ can  Trust  and  Savings 
Bank,  interest  for  De- 
cember   

837.26 

Total  cash  received  for 
month . 

$2,080,332.54 

Total  cash  disbursed  du- 
ring month  as  per  an- 
nexed schedules,  viz: 
Clerical  Department — $ 

702.40 

Treasury  Department 

192. 6T 

Engineering  Departm’t. 

16,248.64 

Engineering  —Construc- 
tion Account 

53,921.03 

Law  Department 

* 5,034.23 

Law  Depar  tment— Land 
’Account 

145,968.35 

General  Account 

2,505.78 

Balance  this  date,  in 
banks  as  per  schedule 
endorsed  hereon  

224,573.10 

$1,855,759.44 

(Signed)  MELVILLE  E.  STONE. 

Treasurtr. 

Chicago,  January  3,  1893.” 


SCHEDULE : 


Fort  Dearborn  National  Bank $ 3*70,122.08 

Chicago  National  Bank. 330,038.08 

Metropolitan  National  Bank  327.859.95 

National  Bank  of  Illinois 320,962.01 

American  Trust  and  Savings  Bank.  544,170.72 

•Total..  ..... $1,355,759.44 


APPOINTMENT  OF  ASSISTANT  ATTORNEY. 

The  Clerk  presented  a report  from  the 
Attorney,  transmitting  the  resignation 
of  Mr.  William  W.  Wheelock  as  Assistant 
Attorney,  nominating  Mr.  Haynie  R. 
Pearson  to  fill  the  vacancy,  and  asking 
that  the  nomination  be  confirmed;  and 
the  report  was  read . 

Mr.  Prendergast,  seconded  by  Mr. 
Kelly,  moved  that  the  resignation  of  Mr. 
William  W..  Wheelock  as  Assistant  At- 
torney be  accepted,  the  nomination  of 
Mr.  Haynie  R.  Pearson  to  fill  the 
vacancy  be  confirmed  and  the  report  be 
printed  and  placed  on  file. 

Upon  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Bolden  week,  Cooley, 
Eckhart,  Gilmore,  Kelly,'  Prendergast, 


January  11,] 


— 987— 


[1893. 


Russell  and  Wen  ter— nine  (9).  Nays — 
None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  resigna- 
tion of  Mr.  William  W.  Wheelock  as  As- 
sistant Attorney  accepted,  the  nomina- 
tion of  Mr.  Haynie  R.  Pearson  to  fill  the 
vacancy  confirmed,  and  the  report  or- 
dered printed  and  placed  on  file. 

The  following  is 

THE  REPORT: 

‘'Chicago,  Jan.  11,  1893. 

To  the  Honorable  the  Board  of  Trustees  of 

the  Sanitary  District  of  Chicaqo: 

Gentlemen — Owing  to  his  recent  elec- 
tion to  the  State  Legislature,  Mr.  William 
W.  Wheelock  has  handed  me  his  resig- 
nation as  Assistant  Attorney  of  this 
Department. 

Subject  to  your  confirmation  I hereby 
appoint  Mr.  Haynie  R.  Pearson  to  fill 
this  vacancy  at  a salary  of  fifteen  hun- 
dred dollars  per  annum. 

Respectfully  submitted, 
(Signed)  Orrin  N.  Carter, 

Attorney 

REORGANIZATION  OF  ENGINEERING  DE- 
PARTMENT, 

Mr.  Kelly,  in  behalf  of  the  Joint  Com- 
mittee on  Engineering  and  Rules,  pre- 
sented a majority  report  with  reference 
to  the  report  of  the  Chief  Engineer  on  the 
reorganization  of  the  Engineering  De- 
partment and  sundry  other  matters,  pre- 
sented and  referred  to  that  Committee  at 
the  meeting  held  January  4,  1893  (page 
976  of  the  Proceedings);  and  the  majority 
report  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Eckharfc, 
moved  that  the  majority  report  of  the 
Joint  Committee  on  Engineering  and 
Rules,  just  presented,  be  adopted,  the 
recommendations  made  therein  be  con- 
curred in  and  the  report  ordered  printed 
and  placed  on  file. 

Mr.  Cooley,  Chairman  of  the  Joint 
Committee,  presented  a minority  report 
from  that  Committee  with  reference  to 
the  same  subject,  and  the  minority 
report  was  read. 

Mr.  Cooley  waived  action  on  the  min- 
ority report,  and  by  unanimous  consent 
the  same  was  ordered  printed  and  placed 
on  file. 

Upon  roll-call  on  the  original  motion 
of  Mr.  Kelly  to  adopt  the  majority  re- 


port, the  vote  stood:  Yeas — Altpebr, 

Bolden  week,  Eckhart,  Gilmore,  Kelly, 
Prendergast.  Russell  and  Wenter — eight 
(8).  Nays— Mr.  Cooley— one  (1). 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  ma- 
jority report  of  the  Joint  Committee 
on  Engineering  and  Rules  just  presented 
adopted,  the  recommendations  made 
therein  concurred  in  and  the  report  or- 
dered printed  and  placed  on  file. 

The  following  is 

THE  MAJORITY  REPORT: 

“Chicago,  Jan.  11,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — The  Joint  Committee  on 
Engineering  and  Rules  to  whom  was  re- 
fen ed  a communication  of  the  Chief  En- 
gineer of  January  4,  1893,  made  in  re- 
sponse to  an  order  passed  by  the  Board 
December  28,  1892,  ordering  the  Chief 
Engineer  to  ‘ report  to  this  Board  such 
plans  as  he  may  deem  proper  for  the  re- 
organization of  the  Engineering  Depart- 
ment, with  a view  of  efficiency  and  econ- 
omy, and  present  such  other  matters  in 
reference  to  additional  rooms,  etc.,  which 
may  be  required  for  the  coming  year.’ 

Your  Committee  report  that  they  had 
the  matter  under  consideration,  in  con- 
ference with  the  Chief  Engineer,  and  beg 
leave  to  submit  the  following  majority 
report: 

The  Chief  Engineer  recommends,  since 
the  special  surveys  and  investigations  are 
about  closed,  that  henceforth  the  engi- 
neering work  of  his  department  can 
be  more  economically  and  efficiently 
handled  with  two  divisions  instead  of 
three,  and  therefore  further  recommends 
that  he  be  empowered  to  consolidate  the 
divisions,  believing  that  under  the  ruRs 
the  concurrence  of  the  Board  would  be 
required  to  make  the  change  proposed. 
The  rules  prescribe  that  the  Chief  En- 
gineer shall  employ  one  Assistant  Chief 
Engineer  and  two  Principal  Assistants, 
and  that  such  assistants  shall  be  in  charge 
of  such  operations  as  may  be  assigned  by 
the  Chief  Engineer,  and,  inasmuch  as  for 
the  last  twelve  months  the  engineering 
force  was  divided  into  three  engineering 
divisions  and  one  office  force,  therefore, 
the  interpretation  of  the  rules  may  lead 
to  the  conclusion  that  it  would  require 
the  concurrence  of  the  Board  in  reorgan- 
izing and  consolidating  one  or  two  such 
divisions. 

Your  Committee  recommend  that  this 
Board  concur  in  the  reorganization  of  the 
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Engineering  Department,  as  recom- 
mended by  the  Chief  Engineer  in  his 
communication  of  January  4,  1893. 

In  reference  to  additional  room,  your 
Committee  also  concur  in  the  recommend- 
ation of  the  Chief  Engineer,  and  recom- 
mend that  the  same  be  referred  to  the 
Committee  on  Rules,  with  directions  to 
enter  into  negotiations  with  the  owners 
of  the  building  and  report  to  the  Board  as 
soon  as  possible. 

Respectfully  submitted, 

(Signed)  Frank  Wenter, 

B.  A.  Eckhart, 

W.  H.  Russell, 

Wm,  Boldenweck. 
Thomas  Kelly, 

John  J.  Altpeter, 

Joint  Committee  on  Engineerinq  and 
Bides." 

The  following  is 

the  minority  report: 

‘•Chicago,  Jan.  11,  1893. 

To  the  Honorable  the  Board  of  Trustees 
oj  the  Sanitary  District  of  Chicago: 
Gentlemen— Under  order  of  December 
28th,  the  Chief  Engineer  is  instructed  to 
‘present  such  plans  as  he  may  deem 
proper  for  the  reorganization  of  the 
Engineering  Department,  with  a view  to 
efficiency  and  economy,  and  present  such 
other  matters  in  reference  to  additional 
rooms,  etc.,  which  may  be  required  for 
the  coming  year.’ 

In  response  thereto,  the  Chief  Engi- 
neer submits  on  January  4th,  a com- 
munication which  is  referred  to  the 
Joint  Committee  on  Engineering  and 
Rules,  and  this  communication,  in  con- 
junction with  a progress  report  on  certain 
special  surveys,  informs  the  Board  of 
changes  and  reductions  that  are  contem- 
plated in  the  personnel  of  the  force  when 
this  special  work  is  completed,  and  in 
the  event  of  no  additional  work  being 
ordered. 

The  question  of  additional  room  is 
already  in  the  hands  of  the  Committee 
on  Rules,  by  order  of  September  21st. 
and  this  Committee  has  n--t  reported 
finally  in  the  prenn-es.  As  it.  is  not  pro- 
posed to  change  the  authority  of  the 
Chief  Engineer,  either  by  increasing  or 
diminishing  the  number  of  men  author- 
ized. or  changing  the  rank  and  pay,  as 
now  defined  by  the  rules  and  by  the  rer 
quisition  there  in  ler,  approved'  by  this 
Board  on  July  27th.  it  does  not  appear 
that  any  action  is  required  by  this  Board, 
and  the  communication  is  herewith  re- 


turned to  be  filed  as  a matter  of  informa- 
tion. 

The  functions  of  the  Chief  Engineer  in 
regard  to  the  organization  and  adminis- 
tration of  the  Engineering  Department, 
are  set  forth  in  Regulations  32  and  3o  in- 
clusive. From  these  it  appears  that  the 
organization  of  his  force,  the  assignment 
of  employes  that  may  be  authorized,  and 
the  employment  and  discharge  of  men, 
are  matters  solely  within  his  discretion. 
There  are  no  limitations  except  in  con- 
forming to  certain  requirements  in  mak- 
ing returns,  in  making  requisition  for 
new  material  and  new  employes,  and  in 
the  appointment  to  and  removal  from 
four  designated  positions,  as  covered  in 
Regulations  7 and  33.  The  changing  of 
these  regulations  is  a matter  for  the 
Board,  and  the  Board  may  change  the 
authority  to  employ  men,  if  it  so  elects. 
Nothing  of  this  kind  is  now  proposed  by 
the  Chief  Engineer  or  the  Committee. 
It  is  believed  that  a considerable  reduc- 
tion can  be  made  in  the  authority  to 
employ  men  without  prejudice  to  the 
service. 

After  the  annual  reports  and  estimates 
for  the  current,  year,  as  called  for  in 
Regulation  15,  it  will  probably  be  wise  to 
carefully  consider  the  rules  and  regula- 
tions, and  the  existing  authority  in  rela- 
tion to  the  Engineering  Department,  with 
a view  to  such  changes  as  economy  and 
efficiency  may  seem  to  require, 

This  should  be  done  in  any  event  in 
order  that  the  Board  may  be  satisfied 
that  the  best  possible  system  of  respon- 
sibility is  provided  for  administering 
millions  of  work.  There  are  also  engi- 
neering problems  of  the  highest  order  in 
connection  with  adjuncts,  which  must  be 
taken  up  as  soon  as  the  Main  Channel  is 
provided  for.  These  are  of  less  financial 
importance,  but  make  necessary  a moder- 
ate force  of  the  highest  technical  charac- 
ter. 

Respectfully  submitted. 

[Signed]  L.  E.  Cooley, 

Chair  mari. 

Joint  Committee  on  Engineerinq  and 

Bides." 

communications  .* 

The  Clerk  presented  a communication 
from  Mr.  Alfred  Harlev,  contractor  on 
Section  1 of  the  Main  Channel,  with 
reference  to  the  progress  of  the  work; 
and  the  same  was  read. 

Mr.  Boldenweck,  seconded  by  Mr. 
Kelly,  moved  that  the  communication  be 
referred  to  the  Committee  pn  Engineer* 
ing. 
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The  motion  prevailed  unanimously 
and  it  was  so  ordered. 

The  following  is 

THE  COMMUNICATION  : 

“Chicago,  Jan  10,  1893. 

To  the  Honorable  Board  of  Sanitary 

Trustees: 

Gentlemen— I hav^  the  pleasure  to  re- 
port progress  on  Section  One,  as  follows: 

I have  all  of  the  buildings  nearly 
ready  for  our  men  and  our  machinery 
ready  for  shipment  on  to  the  ground.  I 
will  go  ahead  as  fast  as  practicable,  but 
I think  you  will  agree  with  me  that  it  is 
impossible  to  pull  stumps  out  of  solid 
frozen  ground 

I realize,  however,  that  it  is  to  my  in- 
terest to  dam  out  the  river  at  the  earliest 
possible  moment,  and  this  will  be  done 
by  me. 

Yours  very  truly, 

(Signed)  Alfred  Harley.” 


The  Clerk  also  presented  a communi- 
cation from,  Mr.  John  J.  Panoch,  Chair- 
man of  the  Committee  on  “Out-Door 
Relief,”  Board  of  Commissioners  of  Cook 
County,  to  President  Wenter;  with 
reference  to  the  care  of  the  poor  on  and 
along  the  right  of  way  and  making  ap- 
propriations for  the  same;  and  the  com- 
munication was  read. 

Mr.  Gilmore,  seconded  by  Mr.  Kelly, 
jnoved -that  the  Clerk  be  directed  to  in- 
form Chairman  Panoch  that  this  Board 
was  of  the  opinion  that  the  consideration 
and  making  of  appropriations  for  relief 
of  the  pocr  on  and  along  the  right  of  way 
not  within  the  scopa  of  their  corporate 
power  and  consequently  they  could  take 
no  action  in  the  matter. 

The  motion  prevailed  unanimously  and 
it  was  so  ordered. 

The  following  is 

THE  COMMUNICATION: 

“Chicago, 'Jan.  9,  1893. 
Frank  Wenter , President  Drain  ige  Trus- 

ttes,  Chicago: 

Dear  Sir — As  Chairman  of  “Out  Door 
Relief”  of  the  County  Board,  I would 
respectfully  ask  you  to  appoint  a com- 
mittee to  confer  with  our  committee  in 
reference  to  a letter  we  have  received 
from  the  “Supervisor  of  the  Town  of 
Lemont,”  requesting  us  to  increase  our 


appropriations  for  the  care  of  the  needy 
in  said  town. 

My  reasons  for  requesting  this  of  you 
is  because  we  understand  that  the 
“Drainage  Trustees”  have  made  arrange- 
ments with  the  contractors  to  take  care 
of  the  poor,  and  by  the  appointment  of  a 
committee  by  you-  it  would  enable  us 
to  act  intelligently  in  the  matter  from 
the  information  we  would  receive  from 
such  a committee. 

Trusting  you  will  kindly  give  this  mat- 
ter due  consideration,  I am 

Respectfully  yours, 

(Signed)  John  J.  Panoch, 

Chairman  Out  Door  R.lief,  County 

Board. 

(P.  S.)  Our  committee  meets  at  Coun- 
ty Agent’s  Office,  130  South  Clinton,  on 
Friday,  January  13,  at  10:30  A.  M.” 

report  on  river  diversion. 

Mr.  Cooley  presented  an  order  direct- 
ing the  Chief  Engineer  to  report  at  the 
next  meeting  on  work  done  and  to  be 
done  on  river  diversion;  and  the  same 
was  read. 

Mr.  Cooley,  seconded  by  Mr.  Bolden- 
week,  moved  that  the  order  be  adopted. 

Upon  roll-call  the  vote  stood;  Yeas — 
Messrs.  Altpeter,  Bolden  week.  Cooley, 
Eckhart,  Gilmore,  Kelly,  Russell  and 
Wenter — eight  (8).  Nays — Mr.  Prender- 
gast— one  (1). 

U pon  which  result  the  President  de- 
clared the  motion  carried  and  the 
Chief  Engineer  instructed  in  accordance 
with  the  order. 

The  following  is 

the  order 

“ Ordered , That  the  Chief  Engineer  re- 
port at  the  next  • meeting  of  the  Board*, 
the  amount  and  cost  of  work  on  each% 
section  of  the  river  diversion,  between 
Willow  Springs  and  Lockport,  and  the 
amount  of  work  done  on  the  river  diver- 
sion to  January  1st  on  each  of  said  sec- 
tions, and  the  amount  remaining  to  be 
done,  after  that  date;  also,  that  he  report 
the  condition  of  each  section  in  regard 
to  protection  against  floods.” 

adjournment. 

Upon  motion  of  Mr.  Eckhart,  sec- 
onded by  Mr.  Boldenweck,  the  Board 
then  adjourned. 

Thos.  F.  Judge, 

C\erl$ 
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PROCEEDINGS 

OF  THE 

Board  of  Trustees, 

OF  THE  — 

Sanitary  District  of  Chicago. 


JANUARY  18.  1893. 


OFFICIAL  RECORD. 


REGULAR  MEETING. 

The  one  hundred  and  fifty-third  reg- 
ular meeting  of  the  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago  was  held 
in  their  rooms,  Rialto  Building,  Wednes- 
day, January  18,  1893,  at  2 o’clock 
P.  M. 

President  Wenter  called  the  Board  to 

order. 

Upon  roll-call  Messrs.  Boldenweck. 
Cooley,  Eckhart,  Gilmore,  Kelly,  Rus- 
sell and  Wenter — seven  (7)  and  subse- 
quently Mr.  Prendergast — making  a total 
of  eight  (8)  members  were  presenj. 

MINUTES. 

The  minutes  of  the  regular  meeting 
held  January  11,  1893,  were  approved  as 
printed,  on  motion  of  Mr.  Boldenweck, 
seconded  by  Mr.  Russell. 


VOUCHERS. 

The  Clerk  presented  the  following 
vouchers: 

PAY  ROLLS. 

Eng.  Dept.,  Div.  No.  1, 
week  ending  Jan.  14, 

’93 1 $1,321  55 

Eng.  Dept.,  Div.  No.  1, 

(Sag  Building)  week 
ending  Jan.  14, ’93...  96  60 

Eng.  Dept.,  Div.  No.  2, 
wnek  ending  Jan.  14. 

’93 361  80 

Eng.*  Dept.,  Div.  No.  2, 

(General'  Surveys) 
week  ending  Jan. 

14, ’93 166  80 

Eng.  Dept.,  Div.  No.  3, 
week  ending  Jan.  14, 

’93 256  50 

Eng.  Dept.,  Div.  No.  4, 
week  ending  Jan.  14, 

’93  49  20 

$2  252  45 

Clerical  Dept.,  office 
roll,  week  ending 
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Jan.  14, ’93 $ 39  00 

Law  Dept.,  office  roli, 
week  ending  Jan.  14, 

’93 63  00 


Total $2,354  45 


No.  445,  Law  Department  (shelv- 
ing)  $ 9.00 

No.  1040,  Clerical  Department 
and  General  Account  (furniture 
and  stationery)  59.00 


ENGINEERING  DEPARTMENT. 


E.  Dietzgen  & Co., 
(drafting  material). . 
Richey,  Minder  & Mc- 
Donald Co.,  (lumber 

for  Sag  Building) 

Ebin  J.  Ward,  (ex- 


Ebin  J.  Ward,  emer- 
gency)  

Ebin  J.  Ward,  (emer- 
gency)  


$ 29  92 

849  59 
40  54 
181  90 
53  25 

$ 1,155  20 


LAW  DEPARTMENT. 

W m.  Dougall,  M.  D., 

(medical  expert) $ 15  00 

O.  N.  Carter,  (expense)  44  29 

$ 59  29 


GENERAL  ACCOUNT. 

The  Chicago  Edison 
Co.,  (electric  light 

lamps) $ 6 00 

The  Chicago  Tele- 
phone.Co.  (telephone 

service) 31  25 

The  Chicago  Daily 
News  Co.  (advertis- 
ing Main  Channel ) . . 27  30 

The  Chicago  News 
Record , (advertising 

Main'  Channel) 18  20 

Chicago  Arbeiter  Zei- 
tung  Pub.  Co.  (adver- 
tising Main  Channel)  10  50 

Norden  Pub.  Co.  (ad- 
vertising Main  Chan- 
nel)  6 50 

$ 99  75 

Grand  total $ 3 668  69 

Mr.  Eckhart,  seconded  by  Mr.  Bold- 
enweck, moved  that  the  vouchers  as 
read  and  shown  above  be  approved  and 
ordered  paid. 

Upon  roli-call  the  vote  stood:  Yeas— 
Messrs.  Boldenweck,  Cooley,  Eckhart, 
Gilmore,  Kelly,  Russell  and  Wenter — 
seven  (7).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried  and  the  vouch- 
ers, as  read  and  shown  above,  approved 
and  ordered  paid. 


Total.. $120.50 


Mr.  Gilmore,  seconded  by  Mr.  Cooley, 
moved  that  Requisitions  No.  282  for 
Engineering  Department,  No.  445  for 
Law  Department,  and  No.  1040  for  Cleri- 
cal Department  and  General  Account,  as 
read  and  shown  above,  be  allowed. 

Upon  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Cooley,  Eckhart, 
Gilmore,  Kelly,  Russell  and  Wenter — 
seven  (7).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried  and  Requisi- 
tions No.  282  for  Engineering  Depart- 
ment, No.  445  for  Law  Department,  and 
No.  1040  for  Clerical  Department  and 
General  Account,  as  read  and  shown 
above,  allowed. 

REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report  in  ac- 
cordance with  the  rules  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  January 
14,  1893. 

The  same  was  read  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT : 

•‘Chicago,  Jan.  18,  1893. 

To  the  Honorable  the  Board  of  Trustees 

oj  the  Sanitary  District  of  Chicago: 

Gentlemen — I beg  leave  to  report  here- 
with the  number  of  employes*  in  each 
department  for  the  week  ending  January 
14,  1893,  as  the  same  have  been  reported 
to  me  : 

Engineering  Department 103 

Engineering  Department  (Sag 


Building) 10 

- 113 

Clerical  Department 3 

Treasury  Department 1 

Law  Department 8 


requisitions. 

The  Clerk  presented  the  following 
requisitions: 

No.  282,  Engineering  Department 
(drafting  material) $52.50 


Total  employes 125 

Respectfully  submitted, 

(Signed)  Thomas  F.  Judge, 

Clerk.” 
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REPORT  ON  RIVER  DIVERSION. 

The  Clerk  presented  a report  (with  en- 
closure) from  the  Chief  Engineer,  made 
in  response  to  anorder  passed  at  the 
meeting  held  January  11,  1893  (page  989 
of  the  Proceedings),  with  reference  to 
work  done  and  to  be  done  on  river  di- 
version ; and  the  same  was  read. 

Mr.  Bolden  week,  seconded  by  Mr. 
Kelly,  moved-that  the  report  (with  en- 
closure) be  printed  and  placed  on  file. 

The  motion  prevailed  unanimously  and 
it  was  so  ordered. 

The  following  is 

THE  REPORT  WITH  ENCLOSURE: 

“Chicago,  Jan.  18,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — In  compliance  with  the 
order  passed  January  11,  1893,  “That  the 
Chief  Engineer  report  at  the  next  meet- 
ing of  the  Board  the  amount  anji  cost  of 
work  on  each  section  of  the  river  diver- 
sion between  Willow  Springs  and  Lock- 


port,  and  the  amount  of  work  done  on 
the  river  diversion  to  January  1 on  each 
of  said  sections,  and  the  amount  remain- 
ing to  be  done  after  that  date;  also,  that 
he  report  the  condition  of  each  section 
in  regard  to  protection  against  floods,” 
I beg  to  submit  the  enclosed  report  of 
the  Assistant  Chief  Engineer,  which 
gives  a detailed  statement  of  the  present 
condition  of  the  excavation  for  river 
diversion  and  the  protection  against 
floods,  from  Sections  one  to  fourteen  in- 
clusive. 

Respectfully  submitted, 

(Signed)  Benezette  Williams, 
Chief  Engineer .” 
enclosure: 

“Chicago,  Jan.  17,  1893. 
Mr.  Benezette  Williams , Chief  Engineer: 

Dear  Sir — I submit  herewith  a table 
showing  the.  amount  and  cost  of  work  to 
be  done  on  each  Section  of  River  Diver- 
sion between  Willow  Springs  and  Lock- 
port,  and  amount  of  work  done  to  Janu- 
ary 1,  1893: 


cn 

q 

Cost  of  Work  to  be  Ex- 

Cost of  Work  Done  to 

Cost  of  Work  to  be 

.2 

cavated. 

Jan.  1,  1893. 

Done. 

o 

0) 

02 

Gla.  Drift 

Solid  Rock. 

Gla.  Drift. 

Solid  Rock. 

Gla.  Drift. 

Solid  Rock. 

1 . . 

$37,836.45 

18,355.93 

32.400.00 

16.200.00 
10,507.64 

$37,836.45 

15,919.96 

2 

$ 2,436.00 

4 

32.400.00 

16.200.00 
7.491.64 

6 

7 

$30,587.05 

3.016.00 

$ 367.50 

$30,169.55 

8 

17,583.02 

69,211.77 

12,298.00 

8,499.08 

5.285.0 2 

60,712.69 

9 

9,880.78 

16,063.64 

9,360.00 

2,030.16 

520.78 

14,033.48 

10.... 

1 7,686.00 

46,105.60 

6,850.00 

16,056.00 

836.00 

30,049.60 

11.... 

4,998.51 

4,163.80 

756.25 

3,590.03 

4,242.26 

573.77 

Totals 

$155,448.36 

$166,081.86 

$34,716.25 

$30,542,771  $120,732.11 

$135,539.09 

Sections  J 

Total  to  be  Ex- 
cavated. 

Total  Excavated  to  Jan. 
1,  1893. 

Remainder. 

Gla.  Drift.  1 

Solid  Rock. 

Gla.  Drift. 

Solid  Rock. 

Gla.  Drift. 

Solid  Rock. 

1 

140,135 

140,135 

2 

65,557 

8,700 

56,857 

4 

120,000 

120,000 

6 

60,000 

60,000 

7 

40,414 

41,547 

11,600 

500 

28^814 

41,047 

8 

67,627 

92,591 

47,300 

11,370 

20,327 

81,221 

9 

38.003 

20,889 

36,000 

2,640 

2,003 

18.249 

10.... 

30,744 

57,632 

27,400 

20,070 

3,344 

37,562 

11.... 

16,524 

5,254 

2,500 

4,530 

14,024 

724 

Totals 

579,004 

217,913 

133.500 

39,110 

445,504 

178,803 
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To  January  16;  9,600  cubic  yards  of 
Glacial  Drift  and  11,520  cubic  yards  of 
Solid  Rock  have  been  excavated  on  River 
Diversion. 

About  600  feet  of  the  lower  end  of  Sec- 
tion 2,  all  of  Sections  3,  4 and  5,  one- 
third  of  Section  6,  1,200  feet  of  Section 
7,' about  1,000  feet  on  each- of  Sections  9 
and  10,  all  of  Sections  11,  12,  13  arid  the 
upper  half  of  Section  14  are  protected 
against  floods. 

Yours  truly, 

(Signed)  D.  C.  Dunlap, 

Assistant  Chief  Engineer 

REPORT  OF  SANITARY  INSPECTOR. 

The  Clerk  presented  a report  from 
Sanitary  Inspector  Martin,  made  in*  ac-. 
cordance  with  the  rules,  with  reference 
to  the  sanitary  condition  of  the  camps 
on  the  right  of  way  ; and  the  same  was 
read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  the  report  of  the  Sanitary 
Inspector,  just  read.lbe  printed  and  re- 
ferred to  the  Committee  on  Health  and 
Public  Order. 

The  motion  prevailed  unanimously  and 
it  was  so  ordered. 

The  following  is 

THE  REPORT: 

“ Chicago,  Jan.  17,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — Since  my  last  report  was 
submitted,  there  has  been  a decided  im- 
provement in  the  sanitary  condition  of 
those  camps,  where  deficiencies  in  this 
respect  existed.  I.  at  that  time  called 
your  attention  to  an  effort  being  made  to 
comply  with  the  regulations  adopted  by 
the  Board  for  the  benefit  of  the  various 
camps,  and  they  have  been  printed  and 
posted  in  conspicuous  places  at  the  sev- 
eral headquarters.  I think  that  in  a 
short  time  we  will  overcome  the  existing 
defects  and  have  the  sanitary  arrange- 
ments in  as  good  condition  as  the  sur- 
roundings will  permit. 

The  building  on  Section  2 of  the  Mc- 
Arthur Bros,  that  was  so  badly  over- 
crowded has  been  improved  by  the  addi- 
tion of  a new  bunk  house.  The  old 
sleeping  rooms  have  been  properly  ven- 
tilated; a new  well  drilled  into  the  rock: 
with  the  addition  of  a few  improvements, 
which  are  to  be  made,  this  camp  will  be 
in  a first  class  shape. 


Their  place  on  Section.  4 is  closed. 
There  are  about  150  men  working  on 
Sections  5 and  6 which  were  the  most  ob- 
jectionable places  on  the  entire  line;  there 
is  nothing  being  done,  only  a few  men 
left  to  look  after  the  stock.  On  Section 
7 they  have  put  ventilators  into  the  roof 
of  the  sleeping  quarters  and  have  con- 
tracted for  a well  to  be  drilled  on  the 
place;  this  will  overcome  the  most  ob- 
jectionable features  of  this  camp.  They 
employ  about  40  men.  On  Section  8 (Guil- 
ford’s) place  they  have  added  fixed  ven- 
tilators in  the  roof  of  the  bunk  room, 
have  sliding  windows  on  each  side  and 
propose  raising  the  roof;  they  are  work- 
ing 120  men.  Section  9,  (Campbell’s 
camp,)  they  are  obtaining  water  from  a 
spring  in  the  quarty  across  the  canal; 
when  the  weather  permits  they  will  pipe 
it  into  camp.  I shall  see  that  they  do  so 
or  drill  a well.  They  were  using  water 
from  the  Desplaines  River;  there  are 
some  50  men  here,  the  majority  of  them 
living  in  Lemont. 

Thq  E.  D.  Smith  camp  is  in  its  usual 
good  copdition;  their  working  force  at 
present  number  some  160  men.  The 
Mason,  Hoge  sections  are  in  good  shape, 
are  gradually  bettering  their  surround- 
ings and  are  ready  to  adopt  any  sugges- 
tions for  improvements  that  may  be  made; 
600  men  constitute  the  working  force  on 
their  several  sections.  The  McCormick 
camp  on  Sectioh  14  are  running  a small 
force  of  70  men.  There  is  no  sickness  in 
any  <>f  the  camps  at  present,  and  it  is 
fortunate  for  the  men  that  it  is  so,  as 
there  is  no  place  that  they  can  be  taken 
to  in  the  event  of  such  misfortune  over- 
taking them.  The  hospitals  at  Lemont 
and  Lockport  and  Joliet  will  not  receive 
them  unless  they  have  means.  They 
get  no  medical  attention  at  the  camp, 
and  it  seriously  sick  will  have  a slim 
chance  of  pulling  through.  I think  it 
would  be  a good  plan  for  the  contractor 
to  retain  two  cents  a day  from  each  man 
in  order  to  have  a fund  to  meet  such 
emergencies,  until  our  own  hospital  sys- 
tem is  established,  which  will  take  sev- 
eral months  to  complete. 

Trusting  that  the  suggestion  will  meet 
with  your  approval,  this  report  is  most 
respectfully  submitted. 

Sincerely  yours, 

(Signed)  Wm.  Martin,  M.  D., 

Sanitary  Inspector .” 

RESCINDING  ORDER  FOR  LEASE  TO  M’AR- 
TIIUR  BROS. 

Mr.  Kelly  presented  an  order  rescind- 
ing the  order  passed  at  the  meeting  held 
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November  9,  1892  (page  863  of  the  Pro- 
ceedings), directing  the  Attorney  to  pre- 
pare a lease  between  the  District  and 
McArthur  Bros,  for  all  buildings  on  Sec- 
tions 2,  3 and  4 of  the  Main  Channel;  and 
the  same  was  read. 

Mr.  Bolden  week,  seconded  by  Mr. 
Kelly,  moved  the  adoption  of  the  re- 
scinding order. 

Upon  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Cooley,  Eekhart, 
Gilmore,  Kelly,  Prendergast,  Russell  and 
Wenter — eight  (8).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  order 
rescinding  the  order  directing  the  Attor- 
ney to  prepare  lease  between  the  Dis- 
trict and  McArthur  Bros,  for  all  build- 
ings on  Sections  2,  3 and  4 on  the  Main 
Channel,  passed  November  9,  1892,  re- 
scinded. 

The  following  is 

THE  ORDER 

“ Ordered , That  the  order  heretofore 
passed  by  this  Board,  November  9,  1892, 
directing  the  Attorney  to  prepare  a lease 
for  this  District  and  McArthur  Brothers 
be  and  the  same  is  hereby  rescinded.’' 

NEW  LEASE  OF  BUILDINGS  TO  M ARTHUR 
BROS. 

Mr.  Kelly  presented  an  order  directing 
the  Attorney  to  prepare  a lease  between 
the  District  and  McArthur  Bros,  for  all 
buildings  on  Sections  2,  3 and  4 on  the 
Main  Channel,  under  conditions  as  pro- 
vided in  the  order,  and  authorizing  and 
directing  the  President  and  Clerk  to  exe- 
cute said  lease  ; and  the  order  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Bolden- 
weck, moved  the  adoption  of  the  order. 

Upon  roll-call  the  vote  stood ; Yeas — 
Messrs.  Boldenweck,  Cooley,  Eekhart, 
Gilmore,  Kelly,  Prendergast,  Russell  and 
YV enter—  eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Attorney  directed  to 
prepare  a lease  with  McArthur  Bros,  for 
all  buildings  on  Sections  2,  3 and  4 on  the 
Main  Channel,  under  conditions  as  pro- 
vided in  the  order,  and  the  Clerk  and 
President  authorized  and  directed  to 
execute  said  lease. 

The  following  is 

THE  ORDER: 

“ Ordered , That  the  Attorney  prepare 
a lease  for  this  District  and  McArthur 
Brothers,  contractors  for  Contract  Sec- 


tions two  (2),  three  (3)  and  four  (4).  leas- 
ing to  spld  contractors  for  and  during 
the  terms  of  their  respective  contracts 
all  the  buildings  now  belonging  to  said 
Sanitary  District,  located  within  the 
limits  of  said  contract  sections,  or  located 
partly  within  said  sections  and  partly  on 
the  Illinois  and  Michigan  Canal  Reserve, 
at  a rental  for  all  of  said  buildings  of 
twenty -five  ($25)  dollars  per  month  dur- 
ing said  term,  payable  in  installments  of 
one  hundred  and  fifty  ($150)  dollars  each 
at  the  expiration  of  each  six  months 
thereof.  Said  lease  to  bear  date  of  No- 
vember 14,  1892,  and  to  provide  that 
said  buildings  shall  not  be  used  by  any 
other  person,  persons  or  corporation,  nor 
shall  the  buildings  erected  for  ice-houses 
be  used  for  storing  ice  for  commercial 
purposes;  that  should  the  District  be 
compelled  to  remove  any  of  said  build- 
ings from  the  canal  reserve  it  may,  on 
notice,  terminate  said  lease  as  to  the 
buildings  so  removed;  that  said  build- 
ings be  kept  insured  by  lessee,  loss  pay- 
able to  thi*  District,  for  not  less  than 
five  thousand  ($3,000)  dollars,  or  such 
part  thereof  as  will  be  taken  by  regular 
companies;  that  should  said  buildings  be 
destroyed  or  partially  destroyed  by  fire, 
or  otherwise,  there  shall  be  no  obligation 
on  the  part  of  the  District  to  rebuild 
same,  but  such  destruction  shall  termi- 
nate said  lease  as  to  said  buildings.  And 
that  should  said  lease  be  terminated  as 
to  one  or  more  of  said  buildings,  lessee 
may  still  retain  his  lease-hold  interest  in 
the  remainder  of  said  buildings  without, 
however,  any  diminution  of  the  rental 
herein  provided  for.  And  that  the 
President  and  Clerk  be  authorized  and 
directed  to  execute  said  lease  on  the 
part  of  this  District.” 

TRACK  PERMIT  TO  “SANTA  FE”  RAILROAD 
COMPANY. 

Mr.  Kelly  presented  an  order  author- 
izing and  directing  the  President  and 
Clerk  to  execute  an  agreement  with,  the 
Atchison,  Topeka  Sc  Santa  Fe  Railroad 
Company  for  track  privileges  at  Romeo, 
under  conditions  as  provided  in  the 
order;  and  the  same  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Eekhart, 
moved  the  adoption  of  the  order. 

Upon  roll-call  the  vote  stood  : Yeas — 
Messrs.  Boldenweck,  Cooley,  Eckhait, 
Gilmore,  Kelly,  Prendergast,  Russell  and 
Wenter — eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried  the  order 
adopted,  and  the  President  and  Clerk 
j authorized  and  directed  to  execute  an 
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agreement  with  the  Atchison,  Topeka  & 
Santa  Fe  Railroad  Company  for  track 
privileges  at  Romeo,  as  provided  in  the 
order. 

The  following  is 

THE  ORDER  : 

“ Ordered , That  the  President  and  Clerk 
execute  on  the  part  of  the  District  an 
agreement,  in  such  form  as  the  Attorney 
shall  approve,  granting  to  the  Atchison, 
Topeka  and  Santa  Fe  Railroad  Company 
permission  to  lay  down  and  operate  one 
side  track  over,  upon  and  across  certain 
land  in  that  part  of  the  northwest  quar- 
ter (i)  cf  Section  two  (2),  Township 
thirty-six  (36)  north,  Range  ten'  (10)  east 
of  the  Third  Principal  Meridian,  lying  be- 
tween the  westerly  reserve  line  of  the  Illi- 
nois and  Michigan  Canal  and  the  easterly 
boundary  line  of  the  right  of  way  of  said 
railroad  company.  Said  track  to  be  used 
solely  for  the  delivery  of  freight  to  the 
contractors  of  the  District,  and  to  be  re- 
moved within  thirty  days  after  the  com- 
pletion of  the  Main  Channel  through 
said  Section  two  (2).  Said  agreement 
also  to  provide  for  the  termination  by 
the  District  of  fhe  license  therein  granted 
on  sixty  days’  notice,  in  writing,  said 
track,  if  not  removed  pursuantrto  notice 
or  at  the  expiration  of  the  time  granted, 
to  be  the  property  of  the  District,  and 
should  the  District  remove  same,  the  ex- 
pense of  such  removal  to  be  paid  by  said 
railroad  company.” 

PTimOMASE  OF  “TEWKESBURY,  NORTON 
AND  WILLIAMS  LANDS.” 

Mr.  Eckhart,  Chairman,  presented  a 
report  from  the  Joint  Committee  on 
Finance  and  Engineering  with  refer- 
ence to  the  purchase  of  right  of  way 
lands  in  the  Counties  of  Will  and  Du 
Page,  owned  by  Messrs.  William  J. 
Tewkesbury,  John  L.  and  Lemuel  D. 
Norton  ami  Stephen  J.  Williams,  and 
directing  the  Clerk  to  pay  said  parties, 
on  the  voucher  of  the  Attorney,  for  said 
lands  as  provided  in  the  report;  and  the 
report  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  adopted,  the 
recommendations  made  therein  con- 
curred in,  and  the  Clerk  directed  to  pay 
said  parties,  on  the  voucher  of  the  At- 
torney, for  said  lands,  as  provided  in  the 
report. 

Upon  roll-call  the  vote  stood;  Yeas — 
Messrs.  Boldenweck,  Cooley,  Eckhart, 
Gilmore,  Kelly,  Prendergast,  Russell 
and  Wenter— eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 


clared the  motion  carried,  the  re- 
port adopted,  ti  e recommendations 
made  therein  concurred  in,  and  the  Clerk 
directed  to  pay  said  parties,  on  the 
voucher  of  the  Attorney,  for  said  lands, 
as  provided  in  the  report. 

The  following  is 

THE  REPORr 

“Chicago,  Jan.  18,  1893. 

To  the  Honorable  the  Board  of  Trustees  oj 

the  Sanitary  District  of  Chicago: 

Gentlemen— The  Joint  Committee  on 
Finance  and  Engineering  have  reached 
an  agreement  for  the  purchase  of  lands 
necessary  for  the  corporate  purposes  of 
this  District,  hereinafter  more  particu- 
larly described,  from  the  following  per- 
sons, at  the  prices  here  stated,  to- wit: 

From  William  J.  Tewkesbury,  land 
hereinafter  described  for  the  sum  of  Two 
Thousand,  Ninety-four  and  Thirty  One- 
hundredths  ($2,094.30)  Dollars. 

From  John  L.  Norton  and  Lemuel  D. 
NortoA,  the  land  hereinafter  described, 
for  the  sum  of  One  Hundred  and  Twenty 
($120)  Dollars. 

From  Stephen  J.  Williams,  the  land 
hereinafter  described,  for  the  sum  of 
Twenty  "five  Hundred  ($2,500)  Dollars. 

Your  Committee  recommend  that  the 
Clerk  of  this  District  be  directed  to  pay, 
on  the  vouchers  of  the  Attorney,  to  said 
William  J.  Tewkesbury  the  sum  of  Tuo 
Thousand.  Ninety-four  and  Thirty  One- 
hundredths  ($2,094.30)  Dollars  in  full 
payment  for  the  following  described  land, 
to -wit: 

That  part  of  the  north  fraction  of  the 
southwest  quarter  of  Section  Fifteen 
(15),  Township  Thirty-seven  (37),  north, 
Range  Eleven  (il),  east  of  the  Third 
Principal  Meridian,  lying  southerly  of  a 
line  drawn  northeasterly  from  a point  in 
the  west  line  of  said  north  fraction, 
688.11  feet  south  of  the  northwest  corner 
of  said  southwest  quarter  (X)  to  a point 
in  the  north  line  of  said  north  fraction 
1,684.55  feet  east  of  the  northwest  corner 
of  said  southwest  quarter  (X)*  together 
with  the  riparian  rights  thereof,  said 
land  lying  and  being  situate  in  the 
County  of  Du  Page,  in  the  State  of  Illi- 
nois. 

To  John  L.  Norton  and  Lemuel  D. 
Norton,  the  sum  of  One  Hundred  and 
Twenty  ($120)  Dollars  in  full  payment 
for  the  following  described  land,  to-wit: 

Part  of  the  northwest  quarter  (i)  of 
Section  Two  (2),  Township  Thirty-six 
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(36)  north,  Range  Ten  (10),  east  of  the 
Third  Principal  Meridian,  bounded  and 
described  as  follows: 

Beginning  at  a point  on  the  north  line 
of  said  northwest  quarter  (4)  421)  feet 
west  of  the  Westerly  Reserve  line  of  the 
Illinois  and  Michigan  Canal,  and  running 
thenoe  southerly  along  a line  parallel 
with  said  Westerly  Reserve  line  445.5 
feet;  thence  east  along  a line  parallel 
with  said  north  line  to  a line  parallel 
with  and  50  feet  westerly  from  the  west- 
erly boundary  line  of  the  right  of  way  of 
the  Chicago,  Santa  Fe  & California  Rail- 
way; thence  northerly  along  said  line 
parallel  with  said  westerly  boundary  line 
to  said  north  line  of  said  northwest  quar- 
ter (4),  thence  west  along  said  north  line 
to  the  point  of  beginning.  Said  land 
lying  and  being  situate  in  the  County  of 
Will,  in  the  State  of  Illinois. 

To  Stephen  J.  Williams,  the  sum  of 
Twenty-live  Hundred  ($2,500)  Dollars,  in 
full  payment  for  the  following  described 
land,  to- wit: 

All  that  part  of  the  southeast  quarter 
(4)  of  Section  Three  (3),  Township  Thirty- 
six  (36),  north,  Range  Ten  (10),  east  of 
the  Third  Principal  Meridian,  lying  east 
of  the  center  thread  of  the  Desplaines 
River. 

Also,  all  that  part  of  the  south  half 
O of  the  northeast  quarter  (4)  of  Section 
Three  (3),  Township  Thirty-six  (36), 
north,  Range  Ten  (10),  east  of  the  Third 
Principal  Meridian,  lying  east  of  the 
center  thread  of  the  Desplaines  River, 
and  of  the  east  branch  thereof. 

Also,  all  that  part  of  the  southeast 
quarter  (4)  of  Section  Thirty-four  (34), 
Township  Thirty -seven  (37),  north,  Range 
Ten  (10),  east  of  the  Third  Principal 
Meridian,  lying  east  of  the  center  thread 
of  the  east  branch  of  the  Desplaines 
River,  except  that  part  thereof  formerly 
owned  by  Thomas  Kirman,  all  said  land 
lying  and  being  situate  in  the  County  of 
W ill,  in  the  State  of  Illinois. 

Respectfully  submitted, 

(Signed)  B.  A.  Eckhart, 

Chairman. 

L.  E.  Cooley, 

Thomas  Kelly, 

W.  H.  Russell, 

Wm.  Bolden weck, 

Jo  nt  Committee  on  Finance  and  En- 
gineering .” 


BOARD  OF  CONSULTING  ENGINEERS. 

Mr.  Gilmore,  Chairman,  presented  a 
report  from  the  Special  Committee  on 
Board  of  Consulting  Engineers,  present- 
ing and  recommending  certain  engineers 
to  act  as  such  a Board,,  as  provided  in 
the  report;  and  the  same  was  read. 

Mr.  Gilmore,  seconded  by  Mr.  Pren- 
dergast,  moved  the  adoption  of  the  re- 
port. 

During  the  discussion  the  President 
called  Mr.  Boldenweck  to  the  Chair. 

Upon  roll-call  on  the  motion  of  Mr. 
Gilmore  the  vote  stood:  Yeas — Messrs. 
Gilmore,  Prendergast,  Russell  and 
Wenter — four  (4).  Nays— Messrs.  Bold* 
enweck,  Cooley,  Eckhart  and  Kelly — 
four  (4). 

Upon  which  result  the  President  de- 
clared the  report  lost 

The  following  is 

the  report: 

“Chicago,  Jan.  18,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — In  pursuance  of  an  order 
of  this  Board,  passed  November  16,  1892, 
your  Special  Committee  wish  to  report 
that  they  have  communicated  with  and 
obtained  the  consent  of  the  following 
named  gentlemen,  any  three  of  whom 
will  be  willing  to  serve  on  a Board  of 
Consulting  Engineers,  and  your  Commit- 
tee wish  to  recommend  that  three  of  the 
following  named  gentlemen  be  appointed 
forthwith  at  a salary  not  to  exceed  $5,000 
per  annum  each:  Mr.  Henry  Fladd,  Mr. 
Albert  Noble,  Mr.  S.  G.  Artingstall,  Mr. 
Rudolph  Hering,  Mr.  George  Morrison. 

Respectfully  submitted, 

(Signed)  A.  P.  Gilmore, 

Chairman. 
Richard  Prendergast, 

Special  Committee  on  Board  of  Consulting 

Engineers.” 

The  President  then  resumed  the  chair. 

By  unanimous  consent  Mr.  Prender- 
gast was  excused  from  the  meeting. 

COMMUNICATIONS. 

The  Clerk  presented  a communication 
from  Dr.  John  D.  Ware,  Commissioner 
of  the  City  Health  Department,  asking 
the  loan  of  certain  maps  for  use  in  the 
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annual  report  of  that  Department;  and 
the  same  was  read. 

Mr.  Gilmore,  seconded  by  Mr.  Kelly, 
moved  that  the  request  be  granted  and 
the  Chief  Engineer  be  directed  to  loan 
the  maps  requested. 

Upon  roll  call  the  vote  stood:  Yeas — 

Messrs.  Boldenweck,  Cooley,  Eckhart, 
Gilmore,  Kelly,  Russell  and  Wenter — 
seven  (7).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  request 
granted  and  the  Chief  Engineer  directed 
to  loan  the  maps  requested. 

The  following  is 

THE  COMMUNICATION  : 

“City  of  Chicago,  ) 
Department  of  Health,  [ 
January  18,  1893.  ) 

To  the  Honorable  the  Board  of  Drainage 

Trustees , Chicago : 

Gentlemen — I respectfully  ask  for  the 
loan  of  the  sanitary  maps  of  your  Board, 
made  from  data  .furnished  by  this  de- 
partment. I also  ask  permission  to  haye 
these  maps  reduced  in  size  and  inserted 
in  the  annual  report  of  the  Department 
of  Health,  giving  your  Honorable  Board 
the  full  credit  of  their  preparation. 

Very  respectfully, 

(Signed)  John  D.  Ware,  M.  D., 

Commissioner  of  Health.'” 


warrants  redeposited. 

Mr.  Eckhart  presented  an  order  di- 
recting the  Clerk  to  redeposit  two  war- 
rants, Nos.  908  and  959,  for  $500  and  $250 
respectively,  drawn  in  favor  of  Mr. 
Henry  J.  Willing  for  services  as  Trustee; 
and  the  order  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  the  adoption  of  the  order. 

Upon  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Eckhart,  Gilmore, 
Kelly,  Russell  and  Wenter — six  (6).  Ex- 
cused and  not  voting — Mr . Cooley — one 
(1).  Nays— none. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  Clerk 
instructed  to  redeposit  said  warrants  in 
accordance  with  the  order. 

The  following  is 

the  order: 

“ Ordered , That  the  Clerk  be  and  he  is 
hereby  directed  to  redeposit  with  the 
Treasurer,  to  the  credit  of  the  Sanitary 
District,  Warrants  Nos.  908  and  959  for 
$500  and  $250,  respectively,  drawn  in 
favor  of  Mr.  Henry  J.  Willing  for  serv- 
ices as  Trustee.” 

ADJOURNMENT. 

Upon  motion  of  Mr.  Boldenweck, 
seconded  by  Mr.  Russell,  the  Board  then 
adjourned. 

Thos.  F.  Judge, 

Clerk 
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PROCEEDINGS 

OF  THB 

Board  of  Trustees, 

- — OF  THE 

Sanitary  District  of  Chicago. 


JANUARY  25.  1893. 


OFFICIAL  RECORD. 


REGULAR  MEETING. 

The  one  hundred  and  fifty-fourth  reg- 
ular meeting  of  the  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago  was  held 
in  their  rooms,  Rialto  Building,  Wednes- 
day, January  25,  1893,  at  2 o’clock 
P.  M. 

President  Wenter  called  the  Board  to 
order. 

Upon  roll-call  Messrs.  Altpeter,  Bold- 
enweck.  Cooley,  Eckhart,  Kelly,  Russell, 
Wenter — seven  (7)  and  subsequently 
Mr.  Gilmore — making  a total  of  eight 
(8)  members  were  present. 

MINUTES. 

The  minutes  of  the  regular  meeting 
held  January  18,  1893,  were  approved  as 
printed,  on  motion  of  Mr.  Kelly,  sec- 
onded by  Mr.  Bolden  week. 


VOUCHERS. 

The  Clerk  presented  the  following 
vouchers: 

PAY  ROLLS. 

Eng.  Dept.,  Div.  No.  1, 
week  ending  Jan.  21, 

’93 81,286  15 

Eng.  Dept..  Div.  No.  1, 

(Sag  Building)  week 
ending  Jan.  21, ’93...  76  70 

Eng.  Dept..  Div.  No.  2, 
week  ending  Jan.  21, 

’98 871  60 

Eng.  Dept.,  Div.  No.  2, 

(GeneTal  Surveys) 
week  ending  Jan. 

21,  ’93 166  80 

Eng.  Dept.,  Div.  No.  8, 
week  ending  Jan.  21, 

’9£L 256  60 

Eng.  Dept.,  Div.  No.  4, 
week  ending  Jan.  21, 

’93  49  20 

$2,165  96 

Clerical  Dept.,  office 
roll,  week  ending 
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Jan.  21,  ’93 $ 39  00 

Law  Dept.,  office  roll, 
week  ending  Jan.  21, 

’93 63  00 


Total $2,257  95 


ENGINEERING  DEPARTMENT. 
Construction- 
Mo Arthur  Bros.  (Sec. 


2,  Jan.  16,  ’93) $2,401  00 

Agnew  & Co.  (Sec.  6, 

Jan.  16, ’93) 354  37 

Agnew  & Co.  (Sec.-  7, 

Jan.  16.  ’93) 367  06 

Agnew  & Co.  (Sec.  8, 

Jan.  16,  ’93) 2,449  32 

Agnew  & Co.  (Sec.  9, 

Jan.  16,  ’93) 894  61 

E.  D.  Smith  & Co.  (Sec. 

10,  Jan.  16, ’93) 5,124  87 

Mason.  Hoge  & Co. 

(Sec.  12,  Jan.  15,  ’98)  2,600  39 

Mason,  Hoge  & Co. 

(Sec.  13,  Jan.  15. ’93)  3,858  97 

McCormick  Construc’n 
Co.  (Sec.  14,  Jan.  15, 

.’93) 1.085  88 


Total $19,136  47 


F.  Maver  & Co.  (blue 

prints) 

Buff  & Berger,  (instru- 
ments).   

A.  H.  Abbott  & Co 
(drawing  mateial). . 
Cameron,  Am  berg  & 

Co.  (stationery) 

Cameron,  Am  berg  & 

Co.  (stationery) 

E.  G.  Cfiiistoph  Lith. 

Co.  (letter  heads)  — 
Barnard  Sc  Gunthorp, 
(printing  specifica- 
tions). . 

Hibcard,  pencer, Bart- 
lett & Co  (hardware) 
Wagner  Bros,  (livery) 
George  W.  Adelmann, 

(livery) 

Chicago  Toilet  Supply 

Co  (toweling) 

Chas.  Miller,  (rent). . . 
John  Sherwood,  (rent) 
J.  T.  Freeman  & Co. 

(rent,  Lock  port) 

L.  J.  Myers  (rent,  Wil- 
low Springs) 

H.  L.  N<rton,  (rent, 

Lemont) 

D.  C.  Dunlap,  (buggy 

for  December) 

Robt.  n.  Cowdrey, 
(postage  stamps)  — 
Wm.  Kirkham,  (gauge 

reading) 

Geo.  Brainard,  (gauge 

reading) 

Hibbard,  Spencer, Bart- 
lett & Co.  (hardware, 

'Sag  building) 

Horton,  Gilmore,  Mc- 
Williams & Co.  ( hara- 


214  47 
825  75 
• 36  00 
182  42 
20  20 
109  00 

125  00 

3 58 
26  00 

11  00 

5 40 
2 00 
3 50 

8 00 

20  00 

18  00 

45  00 
20  00 
10  00 
10  00 

46  96 


ware.  Sag  building). . $ 7 03 


Knickerbocker  Ice  Co. 

(brick.  Sag  building)  54  20 

D.  C Dunlap,  (travel- 
ing-part Sag  bldg.)  83  68 

Chas.  L.  Harrison,  (ex- 
pense)  17  65 

Alex.  E.  Kastl,  (ex- 
pense)  — 7 05 

A.  C.  Schrader,  (emer- 
gency)  20  00 

A.  C;  Schrader,  (emer- 
gency)  26  00 

Alex.  E.  Kastl,  (emer- 
gency)  4 50 

L.  J.  Myers,  (traveling)  23  15 
T.  F.  Richardson, 

(traveling) 12  38 

Hiram  A.  Miller, (trav- 
eling)  19  65 

Hiram  A.  Miller,  (trav- 
eling)  15  79 

Iliram  A.  Miller,  (rent. 

Sag  building) 25  00 

$21,195  S3 


LAW  DEPARTMENT. 

Cameron,  / mberg  & 

Co  (stationery)....,  $ 9 00 

Jacobs,  Coles  Sc  Co. 

(stationery) . 8 30 

Wm.  C.  Barber,  (ab- 
stracts)   10  00 

Hibbard,  Spencer. Bart- 
lett & Co.  ( cuspidors)  150 

Walter  S.  Haines,  M. 

D.  (bacteriological 
anal vses  of  water) . ..  200  00 

Wm.  T.  Be.lfield,  M.  D 
bacteriological 
analyses  of  water). ..  170  00 

Orrin  N.  Carter,  (ex- 
pense)  88  58 

$ 487  38 

Grand  total $23  941  16 

Mr.  Boldenweck,  seconded  by  Mr. 
Eckhart,  moved  that  the  vouchers,  as 
read  and  shown  above  be  approved,  and 
ordered  paid. 

Upon  rolt-cali  the  vote  stood:  Yeas — 
Messrs.  A Itpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Russell  and  Wenter — 
seven  (7).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried  and  the  vouch- 
ers, as  read  and  shown  above,  approved 
and  ordered  paid. 

REQUISITIONS. 

The  Clerk  presented  the  following 
requisitions: 

No.  283,  Engineering  Department 


(sponges) $ .60 

No.  284,  Engineering  Department 

(typewriter  paper) •.  19.80 

No.  285,  Engineering  Department 
(profile  paper) 64.80 
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No.  286,  Engineering  Department 


(computation  paper) $»  4.00 

Total $ 89.20 


Mr.  Kelly,  seconded  by  Mr.  Bolden- 
weck,  moved  that  requisitions  Nos. 
283,  284,  285  and  286  for  the  Engineering 
Department,  as  read  and  shown  above, 
be  allowed. 

Upon  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,'  Cooley, 
Eckhart,  Kelly,  Russell  and  Wenter — 
seven  (7).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried  and  Requisi- 
tions No.  283,  284,  285  and  286  for  the 
Engineering  Department,  as  read  and 
shown  above,  allowed. 

REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report  in  ac- 
cordance with  the  rules  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  January 
21,  1893. 

The  same  was  read  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT  : 

“Chicago,  Jan.  25,  1893. 

2b,  the  Honorable  the  Board  of  Trustees 

oj  the  Sanitary  District  of  Chicago: 

Gentlemen — t beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  weekending  January 
21,  1893,  as  the  same  have  been  reported 
to  me  : 

Engineering  Department 101 

Engineering  Department  (Sag 

Building) 11 

— 112 

Clerical  Department 3 

Treasury  Department 1 

Law  Department 8 

Total  employes 124 

Respectfully  submitted, 

<( Signed)  Thomas  F.  Judge, 

Clerk.” 

MONTHLY  REPORT  FROM  ENGINEERING 

DEPARTMENT. 

The  Clerk  presented  a report  from  the 
Engineering  Department  for  the  month 
-of  December,  1892;  and  the  same  was 
read. 


Mr.  Boldenweck,  seconded  by  Mr. 
Cooley,  moved  that  the  report  be  printed 
and  referred  to  the  Committee  on  Engi- 
neering. 

The  motion  prevailed  unanimously  and 
it  was  so  ordered. 

The  following  is 

THE  REPORT,  WITH  ENCLOSURES* 

“Chicago,  Jan.  25,  1893 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— I herewith  transmit  the 
reports  of  Divisions  ! , 2 and  3,  showing 
the  detailed  operations  of  this  Depart- 
ment for  the  month  of  December;  also  a 
classified  statement  of  expenses  in  the 
usual  form. 

Expenses  for  the  month  of  December 
were  as  follows  : 


Contractors  estimates $56, 857 . 36 

Payrolls 11,978.21 

Material,  etc 1,175.86 


Total $70,011.43 


I estimate  that  the  expenses  of  the  De- 
partment for  the  month  of  January, 
including  contractors’  estimates,  will  be 
$60,000. 

This  report  has  been  delayed  beyond 
the  usual  time  owing  to  closing  up  of 
the  business  of  the  year  and  the  neces- 
sary transfer  of  property  due  to  certain 
changes  in  the  method  of  accounting. 

Respectfully  submitted, 

(Signed)  Benezette  Williams, 
Chief  Engineer 


“Chicago,  Jan.  6,  1892. 
Mr.  Benezette  Williams,  Chief  Engineer: 

Dear  Sir— Expenses  and  operations 
of  Division  One  during  the  month  of  De- 
cember, are  as  follows: 


Payroll.. $ 5,927.40 

Material 321.19 

Contractors’  estimates 56,857.36 


Total .$63,105.95 


Estimated  expenses,  pay  roll  and  ma- 
terial for  January,  $7,000. 

The  work  of  the  divisions,  principally, 
has  been,  cross-sectioning,  taking  cross, 
sections,  and  copying  notes  of  cross-sec. 
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tions  of  work  done  to  January  1,  1893, 
and  making  estimates.  Location  of  the 
center  line  of  proposed  channel  between 
Summit  and  Western.  Indiana  Railway 
crossing  and  surveys  at  Joliet.  One  bor- 
ing machine  working  on  Section  5.  and 
the  other  on  Section  F,  Summit. 

During  January  the  divisions  will  be 
engaged  largely  in  copying  cross- section 
notes  for  Chicago  office  and  taking  care 
of  the  usual  division  work. 

Amount  of  work  done  to  January  1 
on  the  different  sections  is  as  follows: 


Sections. 

CUBIC  YARDS 

Glacial 

Drift. 

Solid 

Rork. 

2.  Mam  Channel 

16  000 
8,700 
36.400 
31  500 
23  600 
18  200 
18  200 
11,600 
7,500 
47  300 
10  400 
36,000 
18  800 
27  400 
24.800 
2 500 
15  553 
32,822 
15  000 

2,  River  Diversion 

3,  Main  Channel 

4,  Main  Channel 

5,  Mam  Channel 

6,  Main  Channel 

7,  Main  Channel 

7.  River  Diversion 

600 
1 470 
11.370 

8,  Main  Channel 

8,  River  Diveision ...... . 

9,  Main  Channel 

9,  River  Diversion 

2.640 
280 
20,070 
7,150 
4 580 
22.100 
80,700 
20,600 

10,  Main  Channel 

10,  River  Diversion , 

11,  Main  Channel 

11,  River  Diversion 

12,  Main  Channel 

13,  Main  Channel 

14,  Main  Channel 

TotaD 

402  276 

121.610 

cu.  yd*. 


Main  Channel,  glaeial  drift 268.775 

Main  Channel,  solid  rock 82  5<K) 

River  diversion,  glacial  drift 188,500 

River  diversion,  solid  rock 39,110 


Total  amount  of  estimates  paid  previous 
to  estimate  of  January  Is,  1893,  .'$151,371.97, 


RIVER  DIVERSION-  QUANTITIES. 


c 

c 

TOTAL  TO  BE  EX- 
CAVATED. 

TOTAL  EXCAVAT’D 

TO  JAN.  1.  1893. 

« 

Glacial 

Solid 

j Glacial 

Solid 

O) 

Drift. 

Rock. 

1 Drift. 

Rock. 

] 

140.135 

2 

65  557 

8,700 

4 

120  000 

6 

60,000 

7 

40,414 

41.547 

11,600 

500 

8 

67,627 

92  591 

47.800 

11  370 

9 

38  003 

21X889 

86  000 

2 640 

10 

30.744 

57.632 

27.400 

20.070 

11 

16.524 

5 254 

2,500 

4.530 

579  004  ! 

217. 9~!3~ 

133  5(H)  1 

39.110 

FORCE  REPORT. 


• 

Men. 

Teams. 

Section  2 daily  average. . . 

. . 134 

29 

Section  3 daily  average. . . 

12 

5 

Section  4 daily  average. . . 

..  15 

1 

Section  5 daily  average. . . 

..  5 

9 

Section  6 daily  average. . . 

..  26 

22 

Section  7 daily  average. . . 

..  39 

”3 

Section  8 daily  average. . . 

..  114 

10 

Section  9 daily  average. . . 

..  64 

3 

Section  10  daily  average. . 

..  236 

21 

Section  1 1 daily  average. . 

..  56 

16 

Section  12  daily  average. . 

..  72 

16 

Section  13  daily  average. . 

..  156 

23 

Section  14  daily  average. . 

..  117 

46 

Total  daily  average  . 

..1046 

204 

Drills 

11 

Channel  machines 

1 

Yours  truly, 

(Signed)  D.  C.  Dunlap, 

Assistant  Chief  Engineer 


“Chicago,  Jan.  6,  1893. 
Mr.  Benezette  Williams , Chief  Engineer: 

Dear  Sir — Enclosed  is  transmitted  the 
classified  statement  of  expenditures  and 
work  done  by  Division  2 for  the  month 
of  December,  1892. 

The  general  work,  besides  current 
reports,  included  the  consideration  of 
miscellaneous  matters  pertaining  to 
hydraulic  elements  and  calculations  for 
Main  Channel  and  flood  diversions;  also 
the  establishment  of  water  gauges  along 
the  Desplaines  River. 

The  platting  of  field  notes  pertaining 
to  the  Chicago  River  survey  was  com- 
pleted. 

Calculations  were  made  as  to  various 
water  surface  profiles  in  Main  Channel 
for  varying  lake  levels. 

A chart  of  oscillation  of  Lake  Michi- 
gan to  1892  was  prepared. 

The  data  necessary  for  completion  of 
flow  measurements  at  mouth  of  Illinois 
River  was  secured. 

Report  was  made  on  the  comparative 
cost  of  various  channels  having  capac- 
ities of  1,000,000,  600,000  and  300,000 
cubic  feet  per  minute. 

The  field  work  pertaining  to  flood  ex- 
aminations in  Illinois  River  was  brought 
to  a close  and  the  party  returned  to  Chi- 
cago. 

The  survey  of  the  head  waters  of  the 
North  Branch  was  continued.  Some 
platting  of  notes  of  survey  of  the  Des- 
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plaines  River  north  of  Summit  was 
done. 

The  street  line  survey  along  Chicago 
River  was  continued. 

The  making  of  zymotic  disease  maps 
for  the  use  of  the  Board  of  Trustees  was 
continued. 

The  making  of  zymotic  disease  maps 
for  the  State  Board  of  Health  was  un- 
dertaken. 

A small  amount  of  work  on  right  of 
way  was  done. 

' The  expense  for  the  month  has  been 
$3,510.08,  distributed  as  follows: 


General  work $ 301.30 

Chicago  River  survey 132.0  > 

Water  profiles,  Main  Channel.. . 40.04 

Oscillations,  Lake  Michigan....  7.00 

Flow  measurements 253.10 

Channels  of  varying  capacity. . . 19.00 

Illinois  River  floods 544.32 

Survey  of  North  Branch  head- 
waters  1,005  05 

Survey  Desplaines  River 7 94 

Street  line  survey.  Chicago 

River 788.33 

Zymotic  disease  map,  for 

Trustees 24073 

Zymotic  disease  maps,  for  State.  95.80 
Right  of  vvay. . 13.50 


Total $3,510.08 


The  expenditures  for  January,  1893,  will 
be  about  $4,000.00. 

The  work  for  January  will  consist  of  a 
continuance  of  the  work  for  December 
and  such  other  work  as  may  be  ordered. 

Very  respectfully, 

(Signed)  Thos.  T.  Johnston, 

First  Principal  Assistant  Engineer .” 


“Chicago,  January  1G,  1893. 
Mr.  Benezette  Williams , Chief  Engineer: 

Dear  Sir— Enclosed  please  find  the 
classified  statement  of  expenditures  and 
work  done  by  Division  3 during  the 
month  of  December,  1892. 

The  work  on  the  maps  of  the  Chicago 
River  Survey  was  continued  without  any 
interruption  during  the  month.  There 
will  be  ten  maps  in  all  of  this  work. 
With  the  exception  of  the  street  lines, 
the  first  four  maps  showing  the  river  be- 
tween Forty-third  to  Twenty-second 
streets,  are  done;  and  the  fifth,  sixth, 
and  greater  part  of  the  seventh  maps, 


showing  the  river  between  Twenty-sec- 
ond and  Harrison  streets,  are  platted. 

The  platting  and  inking  of  the  sewer 
map  of  the  District  was  continued,  and 
the  collection  of  notes  and  information 
from  the  County  Records  for  this  pur- 
pose was  practically  finished. 

The  maps  of  the  Main  Drainage  Chan- 
nel, showing  the  right  of  way  as  ac- 
quired, and  to  be  acquired,  as  ordered  by 
the  Board  of  Trustees,  was  completed. 

The  notes  of  line  “C,”  on  the  tow-path 
of  the  Illinois  and  Michigan  Canal  from 
Ashland  avenue  to  Summit,  were  also 
platted. 

Surveys  for  the  right  of  way  on  several 
tracts  near  Romeo,  and  on  a proposed 
cut-clf  of  the  C. . S.  F.  & C.  Railway  near 
Lemont,  were  completed  by  the  land  sur- 
vey party.  At  the  end  of  the  month  the 
laud  surveying  for  the  right  of  way  was 
transferred  to  Division  1.  and  the  land 
survey  party  was  discontinued. 

The  expense  of  this  division  during  the 
month  of  December,  1892,  was  $2,308.45. 

During  this  month  the  maps  of  the 
i Chicago  River  Survey,  and  of  the  sew- 
| erage  districts  in  and  adjacent  to  Chicago, 

: and  the  regular  routine  work  will  be 
continued.  The  two  topographical  maps 
of  the  Sanitary  District  and  the  territory 
| adjacent  thereto,  will  be  commenced. 

The  expense  for  the  month  of  January, 
1893,  is  estimated  at  $1,500. 

Respectfully  submitted, 

(Signed)  Edgar  Williams, 

Second  Principal  Assistant  Engineer:" 
(Enclosing  classified  statement  ) 
deposit  for  “tiedt  land’’  returned. 

The  Clerk  presented  a report  from  the 
; Attorney  enclosing  County  Treasurer’s 
I check  for  John  i iedt’s  portion  of  the 
money  deposited  with  the  Countv  Treas- 
urer under  order  of  October  26.  1892 
(page  837  of  the  Proceedings)  for  right  of 
way  lands  in  the  suit  of  the  District 
versus  James  Murphy,  John  Tiedt,  et  al.; 
and  the  report  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
weck,  moved  that  the  report  be  printed, 
placed  on  file,  and  the  Clerk  directed  to 
deposit  the  enclosed  check,  with  the 
Treasurer  to  the  credit  of  the  District. 

The  motion  prevailed  unanimously  gwl 
t was  so  ordered . 
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January  25, J 

The  following  is 

THE  REPORT: 

“Chicago,  Jan.  25,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— I beg  leave  to  report  that 
in  the  suit  of  the  District  vs.  James 
Murphy,  John  Tiedt,  et  al.,  General 
Number  105,723,  there  was  deposited 
with  the  order  of  your  Board  of  October 
26,  1892.  the  aggregate  amount  of  the 
verdicts  in  said  cause;  that  of  said 
amount  the  sum  of  three  thousand  nine 
hundred  and  eighty-eight  and  fifty  one- 
hundredths  ($3,988.50)  dollars  wa3  the 
amount  of  the  verdict  returned  for  the 
land  of  John  Tiedt,  known  in  said  suit 
as  "Tract  42;”  that  by  inadvertence  the 
jury  included  in  said  verdict  the  east 
thirty-three  (33)  feet  o£  said  tract,  be- 
longing to  Edward  F.  Cullerton,  which, 
by  agreement  of  Counsel,  was  to  have 
been  tried  in  a subsequent, suit.  That  of 
said  sum  of  $3,988.50,  one  hundred  and 
fifty  ($150)  dollars  thereof  was  awarded 
on  account  of  said  thirty-three  foot 
strip,  and  another  jury  subsequently  re- 
turned a verdict  therefor,  the  amount  of 
which  has  been  paid  to  the  County 
Treasurer;  hence  the  District  wa3  en- 
titled to  a return  of  said  $150  from  the 
County  Treasurer.  I have  procured  an 
order  upon  said  County  Treasurer  direct- 
ing him  to  repay  said  amount  to  the 
District,  which  has  been  done  pursuant 
to  said  order. 

I therefore  return  to  you  herewith  the 
check  of  Charles  Kern, County  Treasurer, 
drawn  upon  the  National  Bank  of 
Illinois  to  the  order  of  M.  E.  Stone, 
Treasurer,  for  said  sum  of  $150. 

Respectfully  submitted, 

(Signed)  Qrrin  N.  Carter, 

Attorney” 

annual  report  of  clerical  depart- 
ment for  1892. 

The  Clerk  presented  the  annual  report 
of  the  Clerical  Department  for  the  year 
1892;  and  the  same  was  read. 

Mr.  Bolden  week,  seconded  by  Mr. 
Kelly,  moved  that  the  report  be  printed 
and  referred  to  the  Finance  Committee. 

The  motion  prevailed  unanimously  and 
it  was  so  ordered. 


The  following  is 

the  report; 

“Chicago,  Jan.  18,  1893. 

To  the  Honorable  the  Board  of  lYustees 
of  the  Sanitary  District  of  Chicago: 
Gentlemen — I have  the  honor  to  here- 
with submit,  in  accordance  with  the 
rules  of  your  Honorable  Body,  the  an- 
nual report  of  this  department  for  the 
year  ending  December  31,  1892. 

The  sale  of  the  issue  of  $2,000,000  five 
per  cent,  bonds  of  the  District  was  ad- 
vertised extensively  here  and  in  the  East. 
There  were  five  bids  for  the  issue, ail  being 
above  par,  the  highest  that  of  Messrs. 
Blair  & Co.  of  New  York,  being  fur  the 
entire  issue  at  1.01-&V  per  cent — a pre- 
mium of  $30,250.  There  was  also  an 
alternate  highest  bid  from  the  same  firm 
for  the  entire  issue  (if  made  payable  in 
gold  at  New  York)  at  1.02^  per  cent— 
a premium  of  $45,400.  As  will  be  seen 
by  the  report,  there  yet  remains  in  the 
hands  of  the  Treasurer  of  the  District, 
subject  to  call  of  the  purchaser,  $990,000 
of  this  issue. 

The  tax  levy  for  1891,  which  was 
$1,050,000,  vielded  to  the  District  the  sum 
of  $1,022.1  i2.50,  the  sum  of  $237.25  being 
also  collected  on  previous  years.  The 
tax  levy  for  the  year  1892  will  in  all 
probability  yield  the  District  over 
$1,200,000. 

During  1892  the  sum  of  $26,029.18  was 
collected  from  the  depositories  as  interest 
on  the  balances  of  the  District  funds, 
making  a total  of  $32,783.82  to  date. 

There  has  been  expended  during  the 
year  for  lands,  the  sum  of  $586,795.63, 
and  for  actual  construction  $151,371.97. 

I estimate  that  the  expenditures  on 
account  of  the  Clerical  Department  for 
the  coming  year  will  be  under  the  sum 
of  $12,000,  and  for  the  General  Account 
under  the  sum  of  $50,000. 

In  the  tables  hereto  attached  will  be 
found  an  account  by  months  and  funds 
of  the  receipts  and  disbursements  of  the 
Sanitary  District  for  the  past  year,  and 
a summary  of  the  same.  There  will  also 
be  found  a summary  of  the  total  receipts 
and  expenditures  of  the  Sanitary  District 
by  years  and  funds  from  February  1st, 
1890,  to  and  including  December  31,  1892. 

All  of  which  is  respectfully  submitted, 
(Signed)  Thos.  F.  Judge, 

Clerk  of  Scmitary  District  of  Chicaao  ” 
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RECEIPTS  AND  DISB  URSEMENTS — SANITARY  DISTRICT  OF  CHICAGO,  1892. 

Receipts. 


Balance  on  hand  January  1,  1892 - $ 729,190  70 

Engineering  Department  (plans) $ 348  00 

Tax  account  (taxes  1890-1891) 1,022  349  75 

Interest  account  (bank  balances) 20,029  18 

Bond  account  (sale  of  bonds) 1,010,000  00 

Bond  Interest  and  Premium  account  (sale  of  bonds)  17,240  63 
Law  Department,  Land  account  (deposit  returned) . . 1,176  50 

General  account  (rent  of  dock  lands) 20  00 


Total $2,077,164  06 


Grand  total 


$2,806,354  76 


Disbursements. 


Engineering  Department $ 132,621  12 

Engineering  Department,  Construction  account 151.371  97 

Clerical  Department 7,730  02 

Treasury  Department 1 880  26 

Law  Department 39.567  37 

Law  Department,  Land  account 587,972  13 

General  account . 41,126  13 


Total $ 962,269  00 

Balance  on  hand  December  31,  1892 1,844,085  76* 


Grand  total 


$2306.354  76 


Note— 


♦There  are  outstanding  warrants  reported  unpaid  by  the  Treasurer  to 

the  amount  of .* 

Which  added  to  the  above  balance  of — 


$ 11.673  68 

1,844,085  76 


$1,855,759  44 


Shows  the  Treasurer’s  balance  of. 


RECEIPTS  S A. NTT  ARY  DLSTRICT  OF  CHICAGO  -JANU ARY  1,  1892,  TO  DECEMBER  81,1892. 
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annual  REPORT  OF  ENGINEERING  DEPART- 
MENT FOR  1892. 

The  Clerk  presented  the  annual  report 
of  the  Engineering  Department  for  the 
year  1892;  and  the  same  was  read. 

Mr.  Kelly,  seconded  by  Mr,  Bolden- 
weck,  moved  the  report  be  referred  to 
the  Joint  Committee  on  Engineering  and 
Finance. 

The  motion  prevailed  unanimously  and 
it  was  so  ordered. 

The  following  is 

THE  report: 

‘^Chicago,  Jan.  25,1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago : 

Gentlemen — In  conformity  to  the 
rules  of  the  Board  I beg  to  submit  an  an- 
nual report  of  the  operations  of  the  Engi- 
neering Department,  covering  the  period 
from  January  19,  1892,  to  January  1, 
1898.  This  report  is  only  intended  as  a 
brief  summary  of  the  work  of  this  de- 
partment and  a general  description  of 
the  channel  besng  excavated,  a full  re- 
port accompanied  by  plans  and  a detailed 
description  of  the  work  decided  upon, 
however  desirable,  not  being  practicable 
at  this  time. 

WORK  OF  THE  ENGINEERING  DEPARTMENT. 

Mail i Channel— During  the  yoar  the 
route  for  the  Main  Channel  has  been  lo- 
cated from  the  South  Fork  of  the  South 
Branch  of  the  Chicago  River  to  a point 
one  mile  above  Lockport,  a distance  of 
about  twenty-eight  miles:  the  line  of  the 
Illinois  and  . Michigan  Canal  being 
adopted  as  far  as  Summit.  In  bringing 
this  work  to  its  present  stage,  a large 
amount  of  preliminary  work  in  the  way 
of  surveys  and  soundings,  to  determine 
the  rock  surface,  has  been  necessary. 
Owing  to  the  unusually  heavy  floods  and 
the  continuous  wet  weather,  extending 
over  several  months  of  the  spring  and 
early  summer,  work  was  carried  on  at  a 
great  disadvantage.  The  soundings,  how- 
ever, are  now  about  completed,  and  the 
final  location  of  the  line  made  west  of 
Summit,  and  far  the  greater  part  of  the 
cross-sectioning  done  for  both  the  Main 
Channel  and  the  river  diversions.  Six- 
teen out  of  twenty-eight  (28)  miles  of 
this  distance  is  under  contract,  including 
nearly  all  the  rock  work. 

Bids  for  four  miles  more  will  be  re- 
ceived on  the  25th  of  January,  as  will 
also  bids  for  dredging  the  Illinois  and 
Michigan  Canal  from  Chicago  to  Sum- 
mit. 


[1893. 

The  total  amount  of  work  under  con- 
tract consists  of 

11,330,778  cubic  yards  of  rock, 

8,625,767  cubic  yards  of  glacial  drift, 

274,131  cubic  yards  of  dry  rubble 
masonry. 

The  average  prices  at  which  this  work 
has  been  let  is: 

78.28  cents  for  rock, 

26.23  cents  for  glacial  drift,  and 

$1.64  cents  for  dry  rubble  masonry. 

The  work  for  which  bids  have  been 
invited  consists  of  7,200,000  cubic  yards 
of  glacial  drift;  95,000  cubic  yards  of 
rock;  30,000  cubic  yards  of  retaining 
walls  and  1,818,000  cubic  yards  of 
dredging. 

To  provide  a channel  of  300,000  cubic 
feet  per  minute  capacity  from  the  Chi- 
cago River  to  the  range  line  near  Summit 
will  require  the  excavation  of  about 

7.600.000  cubic  yards  of  earth,  and  to 
carry  out  the  work  between  the  lower 
end  of  Section  14  and  Dam  No.  1 at  Jol- 
iet will  involve  the  excavation  of  near 

700.000  cubic  yards  of  rock  and  300,000 
cubic  yards  of  glacial  drift;  making  a 
total  contracted  for  and  yet  to  be  con- 
tracted for  of  12,125,778  cubic  yards  of 
rock  and  25,543,767  cubic  yards  of 
glacial  drift. 

The  total  work  done  under  the  various 
contracts  to  January  1st  consisted  of 
121,610  cubic  yards  of  rock  and  402,275 
cubic  yards  of  glacial  drift. 

The  daily  average  force  employed  by 
the  various  contractors  during  Decem- 
ber 1892,  amounted  to  1046  men  and  204 
teams.  By.  the  terms  of  the  contracts 
the  work  is  to  be  completed  in  1896,  and 
a certain  rate  of  progress  is  required 
month  by  month. 

The  total  amount  of  work  in  dollars, 
which  should  have  been  done  to  Jan.  1 
to  comply  with  the  contract  require- 
ments, was  $214,175.66.  The  amount 
actually  done  was  $199,860.21,  which  it 
will  be  seen  is  not  much  below  the  re- 
quirements. On  some  sections,  how- 
ever, the  work  was  ahead  of  the  con- 
tract requirements,  and  on  others  it  was 
behind,  as  will  be  seen  in  detail  in  Ap- 
pendix 1. 

Chicago  River  Survey— A complete 
topographical  survey,  with  soundings, 
has  been  made  of  the  Chicago  River  and 
branches,  from  the  lake  to  the  Western 
Arm  of  the  South  Fork  of  the  South 
Branch,  and  the  adjacent  street  lines  are 


January  25. J 


—1008— 


[1893. 


now  being  located  and  connected  with 
the  same.  When  this  work  is  fully 
completed  the  District  will  be  in  pos- 
session of  a map  that  will  be  invaluable 
for  the  purpose  of  river  improvement, 

Illinois  and  Desplaines  River  Floods — 
Owing  to  the  unusually  high  floods 
which  occurred  in  May  and  June  an  ex- 
cellent opportunity  was  afforded  for  ob- 
taining the  flood  discharge  of  these 
rivers.  This  opportunity  was  well- im- 
proved, satisfactory  measurements  be- 
ing made  of  the  Illinois  River  at  Morris, 
and  near  its  mouth  above  Grafton. 

Reliable  discharge  measurements  were* 
also  made  of  both  the  South  and  North 
Branches  of  the  Chicago  River.  The  dis- 
charge of  the  Desplaines  River  at  River- 
side and  at  Joliet  was  satisfactorily 
recorded.  The  results  of  these  meas- 
urements will  be  reported  to  the  Board 
in  detail  in  a short  time. 

An  investigation  of  flood  heights  of 
the  Desplaines  and  Illinois  River  Valley, 
from  Joliet  to  Grafton,  was  made  by  a 
small  party  under  Mr.  Ebin  J.  Ward, 
Assistant  Engineer.  This  work  was  un- 
dertaken for  the  purpose  of  determin- 
ing and  making  a record  of  the  extent 
of  the  overflowed  area  of  the  river  bot- 
toms. When  fully  compiled  and  re- 
corded it  will  show  the  acreage  affected 
by  floods  above  the  LaGrange  dam  .and 
the  approximate  value  of  the  same,  and 
taken  in  connection  with  the  measure- 
ment of  flood  volumes  it  will  furnish  a 
basis  for  estimating  the  possible  damages 
from  any  future  flood,  and  may  prove 
of  the  greatest  value  to  the  Sanitary  Dis- 
trict in  defending  possible  damage  suits. 
Incidentally^  also,  valuable  information 
regarding  sedimentation  of  the  Lower 
Illinois  River  was  obtained. 

Northern  Reversion— Surveys  are  in 
progress  to  determine  the  feasibility  and 
cost  of  diverting  the  North  Branch  and 
Desplaines  River  to  Lake  Michigan  via 
the  route  known  as  the  “Skokie Cut-off.” 
These  will  be  completed  sometime  in 
February. 

Miscellaneous  Work — A large  amount 
of  miscellaneous  work  has  been  done  by 
the  Department  in  the  way  of  compiling 
disease  data  and  representing  the  same 
on  charts;  and  in  extended  calculations 
to  show  the  cost  of  channels  of  various 
sizes  and  capacities. 

Right  of  way  matters,  in  and  out  of 
court,  have  also  consumed  a good  deal  of 
time. 

Expenses— Appendix  3 is  a statement 
of  the  Record  Clerk,  giving  the  detail  ex- 


penditures of  this  Department  for.  1892, 
from  which  it  is  seen  that  omitting  prop- 
erty and  cash  on  hand,  the  expenses  were 
as  follows: 

For  Contractors’  estimates §151,371.97 

All  other  expenditures . 125,820.01 


Total.. $277,191.99 


DESCRIPTION  OF  THE  MAIN  CHANNEL. 

Prism — From  Chicago  to  Summit  the 
channel  is  first  to  bo  excavated  to  a ca- 
pacity of  300,000  cubic  feet  per  minute, 
being  enlarged  by  dredging,  as  the  de- 
mands of  the  Sanitary  District  may  re- 
quire. The  exact  prism  throughout  this 
reach  has  not  been  fully  determined 
upon. 

From  Summit  to  Lockport  the  dimen- 
sions specified  are  sufficient  to  give  a 
discharge  of  000,000  cubic  feet  of  water 
per  minute.  In  fixing  these  dimensions 
the  requirements  of  the  Sanitary  District 
law  have  been  given  first  weight;  while 
stability  and  economy  have  been  next 
considered. 

It  was  found  that  twenty  (20)  feet  was 
the  most  economical  depth  for  a chan- 
nel of  uniform  depth  in  both  clay  and 
rock,  that  conforms  to  the  require- 
ments of  the  law.  As  the  law  specifies  a 
width  of  not  less  than  160  feet  in  the 
rock,  the  prism  at  low  water  of  the  rock 
section  extending  from  half  a mile  above 
Willow  .Springs  road  to  the  Lockport 
road,  has  been  fixed  at  160  feet  by  20 
feet,  giving  a velocity  of  3.12  feet  per 
second,  or  a little  less  than  two  miles  per 
hour. 

In  the  Earth  Section  two  feet  per  sec- 
ond, or  about  one  and  one-third  miles 
per  hour  has  been  taken  as  the  maximum 
average  velocity  allowable  for  stability, 
with  slopes  of  two  horizontal  to  one  ver- 
tical. This  gives  a prism  210  feet  on  the 
bottom  and  20  feet  deep  at  low  water  for 
the  600,000  cubic  feet  channel  from  Sum- 
mit to  Willow  Springs. 

The  contracts  for  the  rock  prism  re- 
quire that  thfe  sides  of  the  channel  be 
made  with  a channeling  machine,  and 
that  wherever  the  surface  of  the  rock  is 
lower  than  five  feet  above  datum  the 
sides  of  the  channel  are  to  be  walled  to 
that  height  with  dry  rubble  masonry, 
thus  forming  a rectangular  channel  of 
uniform  dimensions. 

Slope— In  establishing  the  slope  and 
the  grade  of  the  channel,  the  initial  ele- 
vation of  the  water  surface  at  Ashland 
avenue  has  been  taken  at  minus  two 
feet,  in  order  to  allow  for  fall  in  the  Chi- 
cago River  and  for  low  water  in  the  lake, 
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which,  during  the  winter  of  1891  and  ’92, 
averaged  for  two  or  three  months,  some- 
thing over  one  foot  below  datum. 

The  slope  for  the  Earth  Section  is  spec- 
ified to  le  3 in  100,000,  and  for  the  rock 
section  8 in  100,000.  The  basis  for  de- 
termining these  slopes  was  adopted  for 
the  preliminary  estimates,  before  the 
specifications  were  made,  and  was  in- 
tended to  be  amply  safe  whatever  the 
character  of  the  channel. 

The  contracts  were  let  upon  the  same 
basis  but  with  a special  proviso  that  the 
Board  should  have  the  right  to  change 
the  grade  by  raising  or  lowering  it.  The 
adoption  of  the  channeling  machine  for 
taking  out  the  sides  of  the  rock  channel, 
and  the  walling  of  the  earth  portions  of 
the  same,  together  with  the  general 
character  of  the  rock,  and  the  kind  of 
bottom  which  it  will  form,  insures  for 
the  rock  section  of  the  work  an  unusually 
uniform  and  smooth  channel,  per- 
fectly stable  in  character,  which 
I believe  will  permit  of  a 
reduction  of  the  slope,  and  result  in  a 
saving  in  the  cost  of  excavation  of  sev- 
eral hundred  thousand  dollars.  I will, 
at  an  early  day,  recommend  the  amount 
of  reduction  which  I consider  can  be 
safely  made  in  this  direction. 

Navigable  Elements  of  Channel— As  is 
seen  from  the  above,  the  minimum 
depth  which  the  channel  will  have  with 
extreme  low  water  in  the  lake,  is  20  feet, 
and  the  minimum  width  160  feet. 

The  maximum  velocity  of  current  in 
the  rock  section  will  be  slightly  more 
than  two  miles  per  hour,  and  in  the 
earth  section  about  1 1-3  miles  per  hour. 
Considering  the  excellent  alignment  and 
the  large  cross-section  of  the  water 
prism,  3.200  square  fnet  in  rock  and 

5.000  square  feet  in  earth,  it  is  believed 
that  any  kind  of  craft  which  will  enter 
this  channel  will  find  excellent  naviga- 
ble facilities. 

Economical  Elements  of  Channel— In 
a communication  of  Dec.  27,  1892.  trans- 
mitting the  report  of  Mr.  T.  T.  Johnson, 
Principal  Assistant  Engineer,  relative  to 
the  cost  of  various  channels  between 
Ashland  avenue  and  Lockport.  I pointed 
out  that  thp  excavation  for  a channel 
with  a oapacity  of  600,000  cubic  feet  per 
minnte,  of  the  dimensions  adonted  by 
the  Sanitary  District,  viz.:v  20  feet  deep 
and  160  feet  wide  in  rock,  with  the  same 
depth  and  210  feet  bottom  width  in 
earth,  would  cost  $16,149,700:  while  the 
excavation  for  one  having  a capacity  of 

300.000  cubic  feet  per  minute.  14  /eet 
deep  throughout,  and  160  feet  wide  in 


rock  and  150.6  feet  bottom  width  in 
-earth,  would  cost  $12,333,100;  thus 
showing  that  doubling  the  capacity  and 
adding  6 feet  to  the  depth  increases  the 
cost  but  $3,816,600.  Also,  that  taking  all 
other  expenses  into  consideration,  the 
larger  channel  from  Ashland  avenue  to 
Lockport  will  cost  but  about  20  per  cent 
more  than  the  smaller  one. 

WORK  FOR  THE  YEAR  1893. 

In  a communication  to  your  Honorable 
Board  dated  Jan.  4.  1893,  it  was  pointed 
out  that  the  field  work  for  all  prelimi- 
nary surveys  and  investigations  which 
have  been  ordered  by  the  Board,  will  be 
through  in  from  one  to  four  months,  and 
that  thereafter,  except  in  some  special 
cases  that  may  arise  from  time  to  time, 
I do  not  consider  that  further  work  of 
this  kind  will  be  necessary  or  desirable, 
as  the  main  data  will  then  be  in  hand  to 
enable  an  intelligent  determination  of  the 
main  questions  which  the  Sanitary  Dis- 
trict has  before  it.  There  is  perhaps  one 
exception  that  should  have  been  made  to 
such  statement,  which  relates  to  the  tri- 
angulation survey  which  has  been  made 
by  the  District  from  Chicago  to  Joliet. 
When  the  most  of  this  work  \yas  done, 
in  the  summer  and  fall  of  1890, 
the  land  monuments  had  not  been 
located,  and’  hence  have  not  been 
referred  to  the  triangulation  system 
which  is  the  basis  for  an  accurate  map 
of  the  route  and  right  of  way  of  the 
Main  Channel.  In  order  to  enable  such 
a map  to  be  made  which  will  become  a 
permanent  record  of  the  department, 
showing  correctly  the  line  of  the  Main 
Channel,  the  canal,  the  river  and  the 
tracts  of  land  acquired  by  the  Sanitary 
District,  it  is  desirable  that  the  land 
monuments  ana  the  line  of  the  Main 
Channel,  as  finally  located  should  be 
connected  with  the  triangulaiion  sys- 
tem. I therefore  recommend  that  the 
topographical  party,  when  through  with 
the  survey  for  the  Northern  Division,  be 
put  at  this  work  until  completed. 

From  the  South  Fork  to  the  range 
line  near  Summit  the  manner  of  con- 
ducting the  work  of  excavation,  the  dis- 
position of  the  material  and  the  right  of 
way  to  be  acquired  has  not  yet  be*-n  de- 
cided by  the  Board,  The  matter  has 
been  in /the  h mds  of  the  committee  since 
June, and  has  received  much  considera- 
tion from  time  to  time.  The  discussions 
thus  a wakened, and  the  several  conferen- 
ces with  parties  representing  railway  in- 
terests, has  brought  to  light  numerous 
phases  of  the  question  enabling  an  in- 
telligent rearrangement  of  details,  and  a 
I revision  of  the  original  estimates  to  con- 
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form  to  those  phases,  This  puts  the 
problem  in  such  shape  that  the  most 
economical  plan  and  the  one  which  will 
best  contribute  to  all  public  and  private 
interest  is  manifest;  and  I feel  warranted 
in  the  statement  that  by  pursuing  the 
proper  course  this  work  may  be  carried 
out  at  a cost  materially  less  than  the 
estimate  of  June  7,  and  even  better  re- 
sults obtained  than  was  then  con- 

templated: and  that  the  Canal  line  will, 
in  the  end,  be  found  to  possess  even 
greater  merits  than  were  then  apparent. 

Further  delay  in  putting  forward  this 
work  is  liable  to  result  in  increased  ex- 
penses. In  the  first  place  the  right  of 
way  should  all,  or  nearly  all,  be  acquired 
before  contracts  are  let  for  the  excava- 
tion, and  if  the  work  is  done  in  the  most 
economical  mannar,  plants  will  be 

needed  therefor,  requiring  at  least 

six  months  to  obtain.  If  the 

utmost  expedition  is  used  from  this  time 
forth,  I do  not  believe  that  it  will  be 
possible  that  due  regard  to  economy,  to 
have  an  excavating  machine  at  work  in 
a really  effective  manner  before  April  1, 
1894;  and  even  to  accomplish  this,  right 
of  way  matters  must  be  pushed  with  the 
utmost  promptness. 

The  assumption  that  there  need  be  no 
hurry  in  beginning  this  portion  of  the 
work  is  believed  to  b<j  as  wide  of  the 
mark  as  possible.  There  is  no  such  thing 
as  carrying  out  an  undertaking  of  the 
magnitude  which  the  Sanitary  District 
has  in  hand,  in  an  economical  manner, 
without  the  contractors  have  ample  time 
to  procure  proper  plants.  And  proper 
plants  are  not  to  be  had  by  going  to  a 
manufacturer  and  ordering  them  as  you 
would  a fifty-horse  power  steam  engine. 
They  are  all,  or  nearly  all,  subjects  of 
special  design,  and  take  months  to  man- 
ufacture and  erect  after  the  design  is 
complete.  Being  necessarily  very  ex- 
pensive and  adapted  to  a special  work, 
they  will  have  little  if  any  value  on  the 
completion  of  the  channel.  Economy 
hence  dictates  that  after  being  put  into 
operation  they  should  have  time  to  be  as 
nearly  used  up  in  the  work,  as  possible. 
If  a plant  costs  $50,000,  and  has  four 
years  work  before  it,  the  cost  for  the 
same  per  yard  will  be  but  half  as  much 
as  if  it  had  only  two  years  to  run . Aside 
from  this,  it  matters  not  what  may  be 
put  into  contracts,  the  impossible  will 
never  be  accomplished;  and  it  is  impos- 


& 

sible  to  do  the  work  on  the  Main  Channel 
at  prevailing  prices  without  the  best  ap- 
pliances, and  the  best  appliances  are  not 
to  be  had  at  once. 

The  work  below  the  end  of  Section  14, 
to  and  through  Joliet,  is,  in  my  estima- 
tion more-  important  than  any  work  of 
the  same  magnitude  which  the  Sanitary 
District  has  before  it.  This  arises  from 
the  number  of  problems  which  it  may 
solve,  or  render  the  solution  of  difficult 
or  impossib  e.  I will  in  a few  weeks, 
submit  plans  of  the  work  and  estimates 
for  delivering  the  water  at  Dam  No.  1 in 
Joliet,  leaving  the  plans  below  Dam  No, 
1 for  further  consideration. 

As  soon  as  the  plans  are  decided  upon 
from  Chicago  to  the  range  line  near 
Summit,  and  from  the  end  of  Section  14 
to  Dam  No.  1,  I believe  that  the  matter 
of  a lake  connection  should  be  taken  up, 
together  with  the  sanitation  of  the  North 
Branch  and  other  local  sanitary  ques- 
tions. 

Outlay  for  lS9S—ln  Appendix  1 is  a 
statement  of  the  contract  requirements 
for  1893,  for  Sections  1 to  14  inclusive; 
and  in  Appendix  2 is  an  estimate  of  the 
possible  contract  requirements  for  Sec- 
tions A to  F inclusive.  From  these  and 
other  considerati  ils  the  sum  of  money 
to  be  paid  opt  during  1893  on  account  of 
the  Engineering  Department,  is  esti- 
mated to  be  as  follows; 

Sections  1 to  14  inclu- 
sive  .$3,013,800  42 

Sections  A to  F inclu- 
sive  595.765  78 

Dredging  Canal 300,000  00 

Work  below  Section  14  50,000  00 

Total  amount  of  con- 
tract work. . . $3,949,566  20 

Less  UVt  per  cent  re- 
served   493,695  77 

$3,455,870  43 

Depart  mental  expenses  140,000  00 
Total $3,595,370  43 


This  estimate  of  expenditures  is  neces- 
sarily approximate,  but  is  as  nearly  cor- 
rect as  the  stage  of  the  work  permits.  I 
consider  that  it  is  safe,  and  that  the 
probabilities  are  in  favor  of  a less  amount 
being  spent  during  the  year  rather  than 
more. 

Respectfully  submitted, 

(Signed)  Benezette  Williams, 

Chief  Engineer.’* 


January  25, J 


—1011— 


[1893, 


APPENDIX  1. 

Showing  the  amount  of  work  done. and  chat  should  have  been  done  to  Janu- 
ary 1st,  1893;  also  the  amount  that  should  be  done  to  January  1st,  1894,  to  conform 
to  the  conditions  of  the  contracts  for  Sections  1 to  14  inclusive,  below  Willow 
Springs  road. 

By  contract  the  first  four  months  is  considered  as  one  month  and  last  two 
months  as  one  month,  so  that  from  September  1st  to  January  1st,  1893,  is  taken  as 
one  month,  and  later  dates  are  proportioned  on  this  basis.  The  total  equalized  time 
is  forty  one  months,  so  that  the  total  amount  of  contract  divided  by  forty-one  gives 
the  monthly  rate. 


| Section.  1 

CONTRACTORS. 

Date  from 
which  to  es- 
timate pro- 
gress. 

Total  amount 
of  contract. 

Monthly  Am’t 
| required  per 
| contra  ct— 
Total  41. 

Amount  re- 
quired by 
contract  to 
be  done  Jan. 
1,  1893. 

Amount  act- 
ually done  to 
Jan.  1,  1892. 

Total  amount 
required  by 
contract  to 
be  done  by 
Jan.  1.  1894. 

1 

Alfred  Harlev  

Jan.  1,  1893 

$ 754,325  97 

$ 18.398  19 

$ 165,583  71 

2 

McArthur  Bros 

Nov.  1,  1892 

646,968  5U 

15,779  72 

$ 7,889  86 

$ 6,9i6  00 

181.466  78 

3 

McArthur  Bros 

Sept,  i,  1892 

732,024  44 

17,854  25 

17,854  25 

9.828  00 

232,105  25 

4 

McArthur  Bros 

Oct.  1,1892 

729,841  72 

17,801  02 

13.350  77 

8.505  00 

213,612  25 

5 

Agnew  & Co 

Oct.  15,  1892 

522,141  48 

12,735  16 

7,959  48 

6,372  00 

148,454  34 

6 

JAgnew  & Co 

Oct.  15,  1892 

602.487  81 

14,6»4  82 

9.184  26 

4,914  00 

168,990  44 

7 

Agnew  & Co 

Oct.  15,  1892 

622,791  08 

15,190  03 

9.493  77 

8,155  50 

174,685  35 

8 

Agnew  & Co 

Sept.  1,  1892 

896,269  17 

21,860  22 

21.860  22 

23.845  90 

2^4,182  86 

9 

Agnew  & Co 

Sept.  1,  1892 

996,574  82 

24,306  70 

24,306  70 

14,094  16 

315.987  10 

10 

E.  D.  Smith  &-Co 

Sept.  1,  1892 

1,002,745  15 

24,457  20 

24,457  20 

27,830  00 

317,943  60 

11 

Mason,  Hoge  & Co 

Sept.  1,  1892 

820,434  97 

20.010  61 

20.010  61 

17,514  65 

260.137  93 

12 

Mason,  Hoge  & Co 

Sept.  1,  1892 

812,758  82 

19,823  34 

19.823  34 

22.219  03 

257,703  42 

13 

Mason,  Hoge  & Co.  ... 

Sept.  1,  1892 

769,094  41 

18,758  40 

18,758  40 

31,481  97 

243.859  20 

HjMcCormick  Const.  Co.. 

Sept.  1. 1892 

788,298  64 

19,226  80 

19.226  80 

18,184  00 

249,948  40 

Totals 

$280,896  46 

$214,175  66 

$199,860  21 

$3,212,660  63 

APPENDIX  2. 

Table  showing  the  amount  of  work  to  be  done  on  each  section  between 
Willow  Springs  Road  and  the  Range  Line  at  Summit  to  January  1st,  1894,  assuming 
that  the  date  from  which  to  estimate  contracts  is  April  1st,  1893.  The  equalized 
time  for  completing  each  section  is,  on  this  basis,  33  months,  and  the  total  amount 
of  each  contract  divided  by  33  gives  the  monthly  rate. 

The  prices  assumed  for  those  sections  that  have  not  been  let  is,  for  A,  B and 
C,  80  cents  per  cubic  yard  for  rock;  32  cents  per  cubic  yard  for  glacial  drift,  and 
$1. 75  per  cubic  yard  for  retaining  walls;  and  for  Section  E,  $1.00  per  cubic  yard  for 
rock,  and  27  cents  per  cubic  yard  for  glacial  drift. 


| Section.  |j 

NAMK  OK  CON- 
TRACTOR. 

Date  from  i 
which  to 
es  t i m a t e 
contracts. 

Total  amt. 
of  contract 
estimated. 

M’nthly  amt 
required  to 
be  done, 
(estimated) 

Total  amt. 
required  to 
be  done 
Jan.  1, 1894, 
'estimated) 

A 

Not  let 

April  1.  1893. 

$861,620.00 

$24,291.51 

$145,749.06 

B 

Not  let 

April  l,  1893 

440,416.00 

13.345.94 

80,075.64 

C 

Not  let 

April  1,  1893 

606,048.00 

18.365.09 

110,190.54 

D 

E.  D.  Smith  & Co.... 

April  1,  1893 

479,867  06 

14,541  43 

87,248.58 

E 

Not  let 

April  1,  1893 

495,374.00 

15,011  33 

90,067:98 

F 

Ricker.  Lee  & Co  — 

April  1,  1893 

398.337.50 

12,070.86 

72,424.98 

Totals 

1 $3,221,662.56 

$97,626.13 

$585,756.78 
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APPENDIX  3. 

“Chicago,  Jan  2,  1893. 
Mr.  Benczetle  Williams , Chief  Engineer: 
Dear  Sir — I herewith  render  my  re- 
port of  the  financial  account  of  the  En- 
gineering Department,  as  shown  by  my 
books  as  Record  Clerk  for  the  year  1892. 

The  .total  amount  received  from  the 
Sanitary  District  is  $293,475.76.  There 
has  l>en  $277,191.98  of  this  amount  ex- 
pended under  the  different  orders  of  the 
Board,  as  shown  in  the  December  finan- 
cial report.  There  remains  on  hand 
$1,000  in  cash,  and  property  to  the 
amount  of  $15,283.78,  as  shown  by  the 
inventory  of  this  date.  This  makes  a 
perfect  balance  of  all  accounts,  as  shown 
below: 

Engineering  Department,  in  account  with  j 
The  Sanitary  District  of  Chicago.  \ 

DR. 

To  property  on  hand  as 
shown  by  inventory 

dated  Jaii.  22.  1892 $ 11,251.48 

To  cash  (Emergency 

Fund) 1.000.00 

To  pay  rolls 110,503.41 

To  Contractors’  esti- 
mates  151.371.97 

To  property,  material, 
etc.,  furnished  to  this 
Department 19,348. 95- 

Total  received $293,475.76 

CR.  ~ 


Preliminary  work,  right 
of  way,  plans  and  spe- 
cifications for  the 
Main  Channel  from 
Ashland  ave.  to  .Toliet..$  44,345. 9\ 
Chicago  River  Survey. 


including  survey  of 

street  lines 17,024.39 

Maps  and  plans  fo>- 
Board  of  Trustees  and 

others 994.89 

Investigation  of  floods 
in  Illinois  River  below 

Joliet 2,931.92 

Survey  for  North  Br’nch 

diversion  2,017.04 

Measuring  Desplaines, 

Illinois  and  Chicago 

Rivers 1,381.37 

Relative  cost  of  chan- 
nels between  Ashland 
avenue  and  Lockport.  367.25 

General  account 34,281.41 

Construction 173  847.76 

By  cash  on  hand  (emer- 
gency fund) 1,000.00 

By  property  on  hand,  as 
per  inventory  this  date  15,283.78- 


Total  accounted  for.  S293.475 . 76 


Respectfully  submitted, 
(Signed)  Robert  H.  Cowdrey, 
Jiecoi'd  Clerk.” 


QUARTERLY  REPORT  OF  ENGINEERING 
DE  PARTMENT. 

The  Clerk  presented  a report  from  the 


Chief  Engineer,  enclosing  return  of  prop- 
erty, for  the  quarter  ending  December 
31,  1892;  and  the  report  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Eckhart, 
moved  that  the  report  be  received, 
printed,  and,  with  enclosure,  placed  on 
file: 

The  motion  prevailed  unanimously 
and  it  was  so  ordered. 

The  following  is 

the  report: 

‘•Chicago,  Jan.  25,  1893. 

To  the  Honorable  the  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago: 
Gentlemen— I herewith  submit  a class- 
ified list  of  property  in  the  hands  of  this 
this  Department  for  the  quarter  ending 
December  21,  1892. 

Respectfully  submitted, 

(Signed)  Benezette  Williams, 
Chief  Engineer.” 
(Enclosing  quarterly  property  return.) 

ANNUAL  REPORT  OF  TREASURY  DEPART- 
MENT FOR  1892. 

The  Clerk  presented  a report  from  the 
Treasurer  for  the  year  1892;  and  the  same 
was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  the  report  be  referred  to  the  Com- 
mittee en  Finance. 

The  motion  prevailed  unanimously  and 
it  was  so  ordered. 

The  following  is 

THE  REPORT  : 

“Chicago,  Dec.  31,  1892. 

To  the  Honorable  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago: 
Gentlemen — I herewith  transmit  a 
tabulated  statement  of  the  receipts  and 
expenditures  of  your  Treasurer’s  office, 
covering  a period  from  the  1st  day  of 
December,  A.  D.  1891,  (the  date  of  the  last 
annual  report)  to  January  1st,  A.  D.  1893. 
As  you  will  observe,  the  period  covered 
involves  13  months,  and  is  thus  made 
that  it  may  correspond  with  the  other 
reports  of  the  Board,  ihe  fiscal  year  now 
closing  with  the  calender  year.  The  re- 
ceipts and  expenditures  for  the  first  two 
months,  December,  1891,  and  January, 
1892,  are  taken  from  the  books'  as  kept 
by  the  late  Treasurer,  Mr.  Byron  Smith, 
and  were  audited  and  approved  by  your 
Board  upon  Mr.  Smith’s  retirement  from 
office. 

Yours  very  truly, 

(Signed)  Melville  E.  Stone, 
Treasurer 
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“RECEIPTS. 

1891. 


Pecember  1,  On  deposit  in  banks,  December  1,  1891,  with 

Continental  'National  Bank .1?  65.816  69 

Merchant’s  Loan  and  Trust  Co 114,187  81 

Corn  Exchange  Bank 1 66,531  84 

Chicago  National  Bank 114*, 880  99 

$ 361  417  33 

December  8,  from  County  Treasurer,  Tax  Account 339,221  98 

From  County  Treasurer,  Tax  Account,  Interest 53,502  06 

From  interest  on  December,  1891,  Bank  Balances 1,409  87 


1892. 


January  31.  from  interest  on  January  bank  balances 

February  29,  from  West  Town  Collector  (taxes  1891) 

From  intereston  February  bank  balances . 

March  18.  trom  Town  of  Jefferson  Collector 

March  19,  from  Town  of  Lake  Collector 

March  21,  from  Town  of  Hyde  Park  Collector 

March  23,  from  Town  of  Cicero  Collector 

March  28,  from  Town  of  South  Chicago  Collector 

March  30,  from  Town  of  Lyons  Collector 

From  interest  on  March  bank  balances 

April  2,  from  Town  of  North  Chicago  Collector 

April  2,  from  Town  of  South  Chicago  Collector „ 

April  9,  from  Town  of  Jefferson  Collector 

April  9,  from  Town  of  Lake  View  Collector 

April  14,  from  Town  of  West  Cnicago  Collector. 

April  30,  from  interest  on  April  Bank  balances 

May  31,  from  County  Treasurer,  tax  account 

May  31.  from  interest  on  May  bank  balances 

June  80.  from  interest  on  June  bank  balam  es 

July  8.  from  County  Treasurer,  tax  account 

July  27,  from  Western  Stone  Co.,  rent  account 

July  30,  from  interest  on  July  bank  balances 

August  l,from  County  Treasurer,  tax  account 

August  12,  from  Engineering  Department  (maps  sold) 

August  31,  from  interest  on  August  bank  balances 

September  1,  from  County  Treasurer,  tax  account 

September  30,  from  interest  on  September  bank  balances 

October  4.  from  County  Treasurer,  tax  account 

October  27,  trom  Engineering  Department  (maps  sold) 

October  31,  from  interest  on  October  bank  balances 

November  1,  from  Blair  & Co.  for  500  Sanitary  District,  bonds 

November  1,  from  Blair  & Co.,  premium  on  the  above  600  bonds. .. 

November  1,  from  County  Treasurer,  tax  account 

November  30,  from  County  Treasurer,  tax  account 

November  30  from  interest  on  November  bank  balances 

December  1,  from  Blair  & Co.  for  500  Sanitary  District  bonds 

December  1,  from  Blair  & Co.,  premium  on  the  above  600  bonds. . . 
December  1.  from  Blair  & Co.  accrued  interest  on  the  above  600 

bonds,  28 days,  to  November 29,  at  5 percent 

December  9,  from  Ltw  Department,  land  account  (Griffin  et  al. 

judgment,  money  refunded) 

December  10,  from  Blair  & Co.  for  10  Sanitary  District  bonds 

December  10,  from  Blair  & Co.  for  premium  on  the  above  10  bonds 
December  10,  tram  Blair  & Co.  accrued  interest  on  the  above 

10  bones,  34  days  to  December  5.  at  5 per  cent 

Pecember  81,  Horn  interest  on  December  bank  balances 


1.535  91 
10.000  00 
1.296  77 
2.452  56 
20  414  75 
18.640  06 
4.541  48 

50.000  00 
913  69 

1 566  82 
35  309  39 

115,545  59 
1 52 
7,806  50 
69.379  48 
1.969  41 

60.000  00 
2 106  63 

2 082  41 
26,000  00 

20  00 
2 096  46 
175  006  00 
260  00 
2.188  29 

150.000  00 
2 286  08 

150.000  00 
88  00 

2.386  25 

500.000  00 

7 562  50 

100.000  00 
47,344  73 

8 006  85 
500.000  00 

7,562  50 

1,917  80 

1.176  50 
10  000  00 
151  25 

46  58 
3.507  30 


Grand  total. 


$2,882,715  80 


Also  990  Sanitary  District  bonds  in  Treasurer’s  hands— sold  and  awaiting  delivery  as 
per  contract. 

EXPENDITURES. 


Clerical  Department. 


December,  1891. 
January,  1892. 
Februarv.  1892. 
March,  1892. 

April,  1892 

May,  1892 


$ 509  49 

520  90 
492  78 
661  33 
648  97 
623  88 
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June,  1892 

July,  1892 

August,  1892 

September,  1892 
October,  1892.., 
November,  1892. 
December,  1892. 


March,  1892 

April,  1892 

May,  1892 

June,  1892 

July,  lo92. 

August.  1892 

September.  1892 
October.  1892: . . . 
November,  1892. 
December,  1892 


December.  1891. 
January,  1892. . . 
February,  1892.. 

March,  i892 

April,  1892 

May,  1892 

June,  1892 

July,  1892 

August,  1892. . . . 
September.  1*92. 
October,  1892..., 
November,  1892 
December,  1892. 


S 1)85  24 

1)83  24 

1)59  58 

593  72 

599  83 

758  Q5 

702  40 

Treasury  Department. 

■..$  155  57 

343  25 

173  57 

155  55 

, 155  57’ 

155,1)5 

170  57 

155  55 

155  57 

192  57 

Engineering  Department. 


$ 2.822  78 

3,228  23 
2 754  04 

8 439  65 

10  215  51 

. 10.518  73 

11.179  23 
14  023  91 

, 12  495  67 

15.535  64 
. 14  019  39 

. 12  455  10 

. 15,248  54 


Engineering  -Construction  Department. 


October,  1892 $ 89,165  03 

November,  1£92 47  970  70 

December,  1892 58,921  03 


Law  Department. 


December.  1891  (including  Land  Account) $ 19  OOK 

.lanuarj , 1892  (including  Land  Account)  1837  15 

February,  1892  (iuclumng  Land  Account) 2.819  89 

March,  1892  (inducing  Land  Account). 1 888  75 

April,  1892  (including  Land  Account) 4.27 1 55 

May,  1892  lincuding  Land  Account) . 23,118  45 

June.  1892  (including  Land  Account) 3 259  58 

July,  1892  (ii  eluding  Land  Account) 124  812  75 

August,  1892  (including  Land  Account) 49  589  25 

September,  »892  (including  Land  Account) 59.8*7  35 

October,  1892 8 750  18 

November,  1892 4,914  8i 

December,  1892  , . 6,084  23  ^ 


Law  Department — Land  Account. 

(December,  1891,  to  September,  1892,  included  in  Law  Department. ) 

October.  1892 $ 75  398  10 

November,  1892 115.576  00 

December,  1892 145,968  35  ^ 


General  Account 

December.  1891 S 2 972  70 

January,  1892  4,185  48 

February,  1892 2,594  94 


8,239  51 


1,880  25 


136,149  33 


141,046  75 


808,499  72 


338,041  45 


January  25,]  —10]  5 — 1893 

March,  1892 $ 2,671  31 

April.  1892...: 4 257  40 

May,  1892 2.660  21 

June,  1892 2 451  30 

July,  1892 6,130  91 

August,  1892  2,293  21 

September.  1892  2,969  14 

October.  1892 4.426  66 

November,  1892 4.978  79 

December,  1892  2,605  78 

$ 44,098  83 


Total  expenditures $ 976,955  86 

On  deposit  with 

Fort  Dearborn  National  Bank..., $826,122  08 

Chicago  National  Bank 330,638  08 

Metropolitan  National  Bank 827,859  95 

National  Bank  of  Illinois 326,962  61 

American  Trust  & Savings  Bank 544,176  72 

$1,855,759  44 


Grand  total $2,832.715  30 


SUMMARY  OF  REPORT. 

Receipts. 


From  interest  on  bank  balances 

From  Western  Stone  Co.,  rent  account. 

From  Engineering  Department 

From  Law  Department— Land  account. 


From  West  Town  Collector $ 69,379  48 

From  North  Town  Collector 85  309  89 

From  South  Town  Collector 165  545  59 

From  Town  of  Hyde  Park  Collector 18,640  06 

From  Town  of  Lake  Collector 20.414  75* 

From  Town  of  Lake  View  Collector 7 806  50 

From  Town  of  Cicero  Collector 4,541  48 

From  Town'of  Jefferson  Collector 2. 454  08 

From  Town  of  Lyons  Collector 913  69 

From  County  Treasurer 1,090,068  77 


From  Sanitary  District  Bonds  sold 

On  deposit,  in  banks  December  l,  1891,  as  per 
Treasurer’s  annual  report  of  that  date 


$ 27,439  05 

20  00 
348  00 
1,176  50 


$1,415,073  79 
1,027,240  63 

361  417  33 


Grand  Total 


$2  832.715  30 


Expenditures. 


Clerical  Department 

Treasury  Department 

Engineering  Department 

Engineering  Construction  Department 

Law  Department 

Law  Department— Laud  account 

General  Account 

On  deposit,  as  per  certificates  hereto  attached 
on  Dec  31.  1892, 

Fort  Dearborn  National  Bank 

Chicago  National  Bank 

Metropolitan  National  Hank 

National  Bank  of  Illinois..  . 

American  Trust  & Savings  Bank 


8.239  51 
l 880  26 
135,149  33 
141  046  76 
808  499  72 
338  041  45 
44  098  83 

$ 976,955  86 


326.122  08 
330  638  08 
327.859  95 
826,962  61 
544  176  72 

$1,855,759  44 


Grand  total $2.832,715  30 


Respectfully  submitted, 

Melville  E.  Stone, 

Treasurer. 


Chicago.  December  31.  1892.” 
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CERTIFICATES. 

“Chicago,  December  31,  1892. 

To  Melville  E.  Stone , Treasurer  of  the 
Sanitary,  District  of  Chicago 

I hereby  certify  that  the  balance  on 
deposit  in  the  Fort  Dearborn  National 
Bank  to  the  credit  of  the  Sanitary  Dis- 
trict of  Chicago,  at  the  close  of  banking 
hours  this  day,  December  31,  1892,  is 
$326,122.08. 

(Signed)  t 

Fort  Dearrorn  National  Bank, 
Charles  H.  McGrath, 
A.  C.” 

“Chicago,  December  31,  1892. 

To  MeVville  E.  Stone,  Treasurer  of  the 
Sanitary  District  of  Chicago: 

I hereby  certify  that  the  balance  on 
deposit  in  the  Chicago  National  Bank  to 
the  credit  of  the  Sanitary  District  of 
Chicago,  at  the  close  of  banking  hours 
this  day,  December  31,  1892,  is  $330,- 
638.08. 

(Signed) 

The  Chicago  National  Bank, 

F.  M.  Blount, 
A.  C.” 


“Chicago,  December  31,  1892. 

To  Melville  E.  Stone . Treasurer  of  the 
Sanitary  District  of-  Chicago: 

I hereby  certify  that  the  balance  on 
deposit  in  the  Metropolitan  National 
Bank  to  the  credit  of  the  Sanitary  Dis- 
trict of  Chicago,  at  the  close  of  banking 
hours  this  day,  December  31,  1892,  is 
$327,859.95. 

(Signed)  H.  H.  Hitchcock, 

A.  C.” 


“Chicago,  December  31,  1892. 

To  Melville  E.  Stone,  Treasurer  of  the 
Sanitary  District  of  Chicago: 

I hereby  certify  that  the  balance  on 
deposit  in  the  National  Bank  of  Illinois 
to  the  credit  of  the  Sanitary  District  of 
Chicago,  at  the  close  of  banking  hours 
this  day,  December  31,  1892,  is 

$326,962.61. 

(Signed) 

The  National  Bank  of  Illinois, 
Henry  D.  Field, 
Second  Assistant  Cashier.” 


“Chicago,  December  31,  1892. 

To  Melville  E.  Stone , Treasurer  of  the 

Sanitary  District  of  Chicago: 

I hereby  certify  that  the  balance  on 
deposit  in  the  American  Trust  & Savings 
Bank  to  the  credit  of  the  Sanitary  Dis- 
trict of  Chicago,  at  the  close  of  banking 
hours  this  day,  December  31,  1892,  i3 
$544,176.72. 

(Signed)  J.  R.  Chapman, 

Cashier  ” 

ANNUAL  REPORT  OF  LAW  DEPARTMENT 
FOR  1892. 

The  Clerk  presented  the  aqnua  1 report 
from  the  Law  Department  for  the  year 
1892;  and  the  same  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Eckhart, 
moved  that  the  report  be  printed  and  re- 
ferred to  the  Joint  Committee  on  Judi- 
ciary and  Finance. 

The  motion  prevailed  unanimously  and 
it  was  so  ordered. 

The  following  is 

the  report: 

“Chicago,  Jan.  14,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen:— In  accordance  with  the 
regulations,  I submit  the  annual  report 
of  this  Department  for  the  fiscal  year 
ending  December  81,  1892.  At  the  be- 
ginning of  the  year  the  District  had  not 
acquired  any  land  for  right  of  way,  and 
although  a suit  had  previously  been  com- 
menced to  coudemn  certain  lands  for  the 
use  of  the  District,  it  was  found  neces- 
sary on  account  of  the  change  of  route 
of  the  main  channel,  to  dismiss  this  suit. 
As  soon  as  possible  after  the  present 
route  between  Willow  Springs  and  Lock- 
port  had  been  established,  abstracts  and 
opinions  of  title  were  obtained  covering 
the  land  needed  for  the  corporate  pur- 
poses of  the  District  between  these 
points. 

The  first  petition  under  which  land  was 
obtained  was  filed  April  11,  1892.  in  the 
Circuit  Court  of  Will  County.  The  first 
case  was  tried  there  in  June,  1892.  The 
first  land  to  which  title  was  acquire^  by 
the  District  was  a tract  of  about  35  acres 
in  Will  County,  which  was  obtained  by 
purchase,  June  7th,  1892,  from  A.  S. 
Alderman. 

Eight  condemnation  suits  have  been 
tried  during  the  year,  taking  in  all  about 
ninety* one  days  in  court.  One  case  was 
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tried  in  Will  county,  one  in  Du  Page 
county,  and  the  remaining  six  in  Cook 
county.  These  trials  have  required  the 
actual  presence  of  at  least  two  lawyers 
in  court  during  the  entire  ninety-one 
days,  and  much  more  time  has  been 
spent  in  the  preparation  of  these  cases 
out  of  court  than  in  the  actual  trials 
in  court.  As  to  much  of  the  land  that 
has  been  obtained  by  purchase,  prepara- 
tions for  trial  had  already  practically 
been  completed  before  the  purchase  of 
the  same,  and  settlement  reached  only  a 
few  clay  s before  the  trial  for  tracts  not  pur- 
chased was  begun.  The  right  of  way 
work  since  the  first  of  April,  both  in  and 
out  of  court,  has  been  pushed  without  a 
day's  cessation . The  following  is  a classi- 
fied statement  of  the  lands  obtained  and 
now  in  the  possession  of  the  District,, 
showing  whether  obtained  by  purchase 
or  condemnation  and  in  what  counties: 

WILL  COUNTY. 

Acres.  Acres. 

Acquired  by  purchase.  769.34 
Acquired  by  condemna- 
tion  718.87 

1,488.21 

du  page  county. 

Acquired  by  purchase. . 35. 10 

Acquired  by  condemna- 
tion  317.24 

— — 352.34 

COOK  COUNTY. 


Acquired  by  purcnase.  1,354.27 
Acquired  by  condemna- 
tion  444.88 

1,799.15 

Total  acreage 3,639.70 


Acquired  west  of  Willow 

Springs 3,224.12 

Acquired  east  of  Willow 
Springs 415  58 


Total 3,639.70 


Total  acres  acquired  by  pur- 
chase  2,158.71 

Total  acres  acquired  by  con- 
demnation  1,480.99 


Total * 3.639  70 


A portion  of  the  acreage  above  given 
is  approximate,  as  the  District  is  not 
in  possession  of  complete  and  accurate 
surveys  of  a small  part  of  said  lands. 

A suit  involving  213.36  acres  of  land 
this  side  of  Willow  Springs,  reached  a 
verdict  the  last  of  December,  but  the 
land  is  not  included  in  the  above  state- 
ment, as  motion  for  new  trial  has  not 


yet  been  heard,  and  final  judgment 
entered. 

Besides  the  work  in  obtaining  land  as 
given  above,  much  time  has  been  given 
to  the  preparation  of  cases  not  yet  tried 
and  to  negotiations  with  property  owners 
for  land  not  yet  obtained.  On  account 
of  the  urgent  need  of  the  possession  of 
land  on  the  part  of  the  District,  upon 
which  contractors  could  be  set  at  work, 
great  haste  was  necessary  in  the  trial  of 
condemnation  cases  and  in  the  purchase 
of  lands,  and  for  that  reason,  as  good 
results  in  all  cases  wer£  perhaps  not 
reached  as  might  otherwise  have  been 
the  case  if  more  time  could  have  been 
taken.  In  connection  with  the  work  of 
securing  right  of  way,  this  Department 
has  been  called  upon  for  a large  amount 
of  work  in  the  preparation  of  ordinances, 
contracts,  orders,  deeds  and  otlwr  papers, 
which  duty  devolves  upon  the  Depart- 
ment under  the  rules. 

The  classified  exhibit  of  the  depart- 
mental expenditures  for  the  year  is  as 
follows: 

SALARIES. 

Attorneys $11,069.97 

Right  of  way  force.  4.676  54 

Office  force • 2,269.00 

$18,015.51 


GENERAL  EXPENSES. 

Right  of  way. 

$4,9  2.74 

Court  costs. . . 

....  4,728.92 

Printing  and 

s t a- 

tionery 

463  90 

Furniture 

408.15 

Legal  services. 

7,610.00 

Sundries 

236.26 

$18,389  97 

LAND  ACCOUNT. 

Land .$549,618.63 

Abstracts  and  opin- 
ions of  title 37,177.00  586,795.63 


Total $623,201.11 

This  Department  will  be  engaged 
almost  exclusively  for  the  ensuing  year 
in  procuring  additional  right  of  way  for 
the  District,  The  ordinary  current  ex- 
penses for  the  year  1893  are  estimated  at 
seventy-five  thousand  dollars.  It  is  im- 
possible to  estimate  the  probable  expen- 
ditures for  lands  for  right  of  way  with  any 
accuracy  until  the  plans  of  the  District  are 
further  perfected.  And  these,  when  fully 
determined  upon,  may  make  the  current 
expenses  vary  materially  from  the  above 
estimate. 

Respectfully  submitted, 

(Signed)  Orrin  N.  Carter. 

Attorney.” 
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PRESENTATION  OF  BIDS  ON  MAIN  CHANNEL. 

The  President  then  announced  that  in  conformity  with  the  advertisment  of 
Novemner  25.  1892.  published  for  60  days  as  required  by  the  Sanitary  District  act, 
inviting  proposals  for  work  on  the  Main  Channel  between  Willow  Springs  and  Sum- 
mit and  the  dredging  of  the  Illinois  and  Michigan  Canal,  between  Summit  and  the 
South  Fork  of  the  Chicago  River,  that  the  Board  would  now  proceed  to  open  bids 
received  in  response  to  the  same. 

The  Clerk  then  presented  bids  as  shown  in  the  following 


SCHEDULE  OF  BIDS. 


f 


NO.  .OF  BIDS. 


NAME. 


1,  2,  3 and  A 
5 and  6. 

7 and  8 
9 and  10. . . 

11  and  12. .. 


John  Griffiths.  

Ricker,  Lee  Sc  Co . . . 

W.  S.  Carkin 

Mason,  Hoge  & Co. . 

Streeter  Sc  Kenefick. 


13  and  14.. 
1'5  and  16.. 
17  and  18... 
19  and  20. . 
2 1 and  22. . 
23  and  24. . 
25  and  26. . 
27  and  28. .. 

29  and  30 . . 
81  and  32. . 


Lester  Sc  Qualey 

The  FifczSimons  & Connell  Co 

O.  B,  Green  

McArthur  Bros. 

L.  D.  Conner  & Co. 

Rpdgers  Sc  Clement 

W/S  Carkin 

Hennessy  Bros.  & Cox 

Western  Dredging  Sc  Im- 
provement Co 

Elliott  & Phin 


PLACE. 


CHECKS 

DEPOSITED. 


Chicago.- 

Galveston,  Tex. 

East  Saginaw,  Mich 

Frankfort,  Kv 

Kalamazoo,  Mich.,  and  Kan- 
sas City,  Mo 

Chicago 

Chicago 

Chicago 

Chicago 

Harvey,  111 

Niagara  Falls,  N.  Y 

East  Saginaw,  Mich 

Sfc.  Paul,  Minn 


$15,000.00 

6,000.00 

3.000. 00 

6.000. 00 

9.000. 00 

3.000. 00 

3.000. 00 

3.000. 00 
12.000.00 

9.000  00 

3.000. 00 
12,000.00 
12,000.00 


LaFayette,  Ind 
Chicago 


6,000.00 

8.000.00 


The  following  are  the 

BIDS  IN  DETAIL: 

BID3  NOS.  1,2,  3 AND4-JOHN  GRIFFITHS. 
PROPOSITION  1—  WILLOW  SPRINGS  TO  SUMMIT. 


o 

* 

A 

B 

0 

Classification. 

Quan- 

tities. 

Price 

Amount. 

Glacial  Drift 

Hock 

Retaining  walls.. 

Totals  

2,116,000 

90.K)0 

30,000 

$ 40 
.95 
225 

$ 8 6 40  ».00 

85.500.00 

67.500.00 

$ 999.400.00 

Glacial  Drift  ... 
Rock 

1,376,300 

S-38H 

$ 529,875.50 

lietaining  walls.. 
Total 

$ 529,875.50 

G 'aeial  Drift 

Rock 

1,893,900 

$.37*4 

$ 710.222.50 

Retaining  walls. 
Totals  

$ 710.212  50 

Glacial  Drift 

1,816,200 

$-3354 

$ 808U27.UO 

E 

Rock 

5,000 

.95 

4,750.00 

Retaining  walls. . . 

Totals 

$ 613,177.00 

PROPOSITION  2 — ^WILLOW  SPRINGS  TO  SUMMIT. 


Classification. 

Quan- 

tities. 

Prict 

Amount. 

Glacial  Drift 

Tt«»ck 

2,116,000 

90.000 

30.000 

$.40 

.95 

2.25 

$ 846,400.00 

85.500.00 

67.500.00 

Retaining  walls  .. 
Totals. 

$ 999,400  00 

PROPOSITION  2— WILLOW  SPRINGS  TO  SUMMIT. 


Classification. 

Quan- 

tities. 

Price 

Amount. 

Glacial  Drift 

Rock 

1,376.300- 

$.38X 

$ 529,875.50 

Retaining  walls.. 

Totals 

$ 529,875.50 

Glacial  Drift 

Rock  ...  .... 

,,893  900 

$.3754 

$ 710,212.60 

Retaining  walls  . . 
Totals 

? 710.212.50 

PROPOSITION  1— DREDGING  OF  THE  ILLINOIS 
AND  MICHIGAN  CANAL. 


Classification. 

Quan- 

ties 

Pr  er 

Amount. 

r 

Glacial  Drift 

Lock , 

1,818.000 

$.66 

$1, 19ft  880  00 
99  000.01 

Q 

U 

P- 

Total* 

$1,298,880  00 

PROPOSITION  2— DPEDGING  OF  THE  ILLINOIS 
AND  MICHJOAN  CANAL. 


Classification. 

Quan- 

tities 

Prim 

Amount. 

CO 

Glacial  Drift 

Lock 

1,818.000 

$.54 

981,720.00 

99.000.00 

| 

a. 

Total* 

*1 .080,720.00 
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BIDS  NOS.  5 AND  6-RICKER,  LEE  & CO. 


PROPOSITION  1— WILLOW  SPRINGS  TO  SUMMIT. 


Classification. 

Quan- 

tities. 

Price 

Amount. 

Glacial  drift 

Rock 

1,893,900 

$.2914 

.80 

$ 553,965.75 

Retaining  walls... 

Total 

$ 553,965.75 

Glacial  drift 

Rock 

Retaining  walls. . . 

1,816,200 

5,t>00 

S.28J4 

.80 

$ 513,076.50 
4,000.00 

Totals 

$ 517,076.50 

PROPOSITION  2— WILLOW  SPRINGS  TO  SUMMIT. 


Classification. 

Quan- 

tities. 

Price 

Amount. 

Glacial  drift 

Rock 

1,893,900 

$.29 

.80 

$ 549,231.00 

Retaining  walls.. 

Total 

$ 549,23L0^ 

BIDS  NOS.  7 AND  8— W.  S.  CARKIN. 


PROPOSITION  1— DREDGING  OF  THE  ILLINOIS 
AND  MICHIGAN  CANAL. 


Classification. 

Quan- 

tities. 

Price 

Amount. 

- 

Glacial  Drift 

Lock 

1,818,000 

$.48 

$872,640.00 
37,500  00 

$910,140.00 

0 

u 

Pm 

Total 

PROPOSITION  2— RREDGING  OF  THE  ILLINOIS 
AND  MICHIGAN  CANAL. 


BIDS  NOS.  11  AND  12— STREETER  & KEN- 
EFtCK. 


PROPOSITION  1— WILLOW  SPRINGS  TO  SUMMIT. 


Secll 

Classification. 

Quan- 

tities. 

Price 

Amount. 

c 

Glacial  Drift 

Rock.. 

1,893,900 

$.28i/s 

$ 539,761.50 

Retaining  Walls.. 
Totals 

$ 539,761.50 

Glacial  Drift 

1.816.200 

$.27)6 

$ 499,455.00 

E 

Rock 

5.000! 1.00 

5,000.00 

Retaining  Walls.. 



Totals 

$ 504,455.00 

PROPOSITION  2— WILLOW  SPRINGS  TO  SUMMIT. 


a 

i 

X! 

Classification. 

Quan- 
tities. Price 

Amount. 

Glacial  Drift.. ..  .. 

1,378,300  $.32 

$ 440,416.00 

B 

Rock 

1 

Retaining  Walls.. 

Totals 

~| 

Glacial  Drift 

1,893,900 

$.28 

$ 530,292.00 

c 

Rock 

Retaining  Walls. . 

Totals 

$ 530,292.00 

BID  NOS.  13  AND  14— LESTER  & QUALE  Y. 
PROPOSITION  1— WILLOW  SPRINGS  TO  SUMMIT. 


Classification. 

Quan- 

tities. 

Price 

Amount. 

N 

d 

Glacial  Drift 

Lock  

1.818,000 

$.39 

$709,020.00 
37,500  00 

$746,520.00 

c 

u 

CM 

Total 

BID  NOS.  9 AND  10-MASON,  HOGE  & CO. 


Classification. 

Quan- 

tities. 

Price 

Amount. 

Glacial  Drift 

Rock 

1,893,900 

$.26/2 

.87^ 

$501,883.50 

Retaining  'Walls. . 

Totals 

$501,883.50 

PROPOSITION  1— WILLOW  SPRINGS  TO  SUMMIT. 


Sec  | 

Classification. 

Quan- 

tities. 

Price 

Amount. 

Glacial  Drift 

1,893,900 

*.3QM 

$.582,374.25 

c 

Rock 

2.00 

Retaining  walls. . . 

4.00 

Totals 

$ 582,374.25 

Glacial  Drift 

1,816,200 

8 30  £ 

$ 558,481.50 

E 

Rock 

5,000 

2.00 

10,000.00 

Retaining  Walls 

4.00 

Totals 

$ 568,481.50 

PROPOSITION  2— WILLOW  SPRINGS  TO  SUMMIT. 


8 

m 

Classification. 

Quan- 

tities. 

Price 

Amount. 

Glacial  Drift 

Rock  . . . 

11,893,900 

$.3014 
2 00 

$ 572,904.75 

Retaining  Walls 

4.00 

Totals 

$ 572,904.75 

PROPOSITION  2— WILLOW  SPRINGS  TO  SUMMIT. 


Seel 

Classification. 

Quan- 

tities. 

Price 

Amount. 

Glacial  Drift 

1,883,900 

$.25/, 

$482,944.50 

Honk 

-.85 

c 

Retaining  walls.. 

Total 8 

$482,944.50 

BIDS  NOS.  15  AND  16-FITZ  SIMONS  & CON- 
NELL  COMPANY. 


PROPOSITION  1— DREDGING  OF  THE  ILLINOIS 
AND  MICHIGAN  CANAL. 


Classification. 

Quan- 

tities. 

Price 

Amount. 

Glacial  Drift 

Lock 

1,818,000 

$.40 

$836,280.00 

35,000.00 

Total 

u $871,280.00 
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PROPOSITION  2— DREDGING  OF  THE  ILLINOIS 
AND  MICHIGAN  CANAL. 


Classification. 

Quan- 

tities. 

Price 

Amouut. ' 

Glacial  "Drift 

Lock 

1,818,000 

$.40 

$727,200.00 

35,000.00 

Total 

$702,200.00 

BIDS  NOS.  17  AND  18-0.  B.  GREEN. 


PROPOSITION  1— DREDGING  OF  THE  ILLINOIS 
AND  MICHIGAN  CANAL. 


Classification. 

Quan- 

tities. 

Price 

Amount. 

d 

Glacial  Drift 

Lock 

1,818,000 

$.41 

$745,380.00 
32,000  00 

$777,380.00 

c 

£ 

Total 

PROPOSITION  2 — DKEDGTNG  OF  THE  ILLINOIS 
AND  MICHIGAN  CANAL. 


Classification. 

Quan- 

tities. 

Price 

Amount. 

N 

ft 

Glacial  Drift 

Lock 

1,818,U00 

$.35 

$636,300.00 
32  000.00 

g 

cu 

Total 

$668,300.00 

BIDS  NOS.  19  AND  20-Mc  ARTHUR  BROS. 


PROPOSITION  1— WILLOW  SPRINGS  TO  SUMMIT. 


© 

Quan- 

Classification. 

tities. 

Price 

Amount. 

Glacial  Drift 

2.110,000 

4.48 

81,015,680.00 

A 

Rock 

90,000 

1.00 

90.0O0.00 

Retaining  walls... 

30,000 

2.25 

67,500.00 

Totals 

n, 173, 180.00 

Glacial  Drift 

1,376,300  IS.  46 

$ 633,098.00 

B 

Rock 

i.oo 

Retaining  walis... 

, 

2.25 

Totals 

$ 633,098.00 

Glacial  Drift 

1,893,900 

8.38 

$ 719,682.00 

C 

Rock 

1.00 

Retaining  walls . . 

Z.25 

Totals 

$ 719,682.00 

Glacial  Drift 

1,816,200 

.35 

$ 635.670.li0 

E 

Rock 

5,000 

1.15 

5,750  00 

Retaining  walls... 

2.25 

Totals 

$ 641,420.00 

PROPOSITION  2— WILLOW  SPRINGS  TO  8UMM1T. 


| Sec] 

Classification. 

Quan- 

tities. 

(price 

Amount. 

A 

Glacial  Drift 

Rock 

2,116.000  8.46 
o<)  non  i nn 

$ 973,360.00 

90.000  00 

67.500.00 

Retaining  walls.. 

3 joOO 

2.25 

Totals 

B 

Gla<  ial  Drift 

Rock 

1,376,3' 0 

$.44 

1.00 

2.25 

$ 005.572.00 

Retaining  walls... 

Totals 

$ 005,572.00 

C 

Glacial  Drift 

Rock  

"i,8S3.9uO 

$.37 

1 >0 

$ 700.7*3.00 

Retaining  wails.. 

2.25 

Total  8 

IS  700,743.00 

BIDS  NOS.  21  AND  22-L.  D.  CONNER  & CO. 


PROPOSITION  1— WILLOW  SPRINGS  TO  SUMMIT. 


© 

© 

Classification. 

Quan- 

tities. 

Price 

. Amount. 

A 

Glacial  Drift — 

Rock 

Retaining  walls 

2,116.000 

90.000 

30.000 

$.32 

.80 

1.75 

$677,120.00 
72,000.00 
52, £00.00 

Totals 

$801,620.00 

Glacial  Drift 

Rock 

1,376, 300i$.291/2 
95 

$406,008.50 

B 

Retaining  walls 

1 90 

Totals 

$406,^08.50 

Glacial  Drift — 
Rock 

1,893.900  $.20% 
95 

$508,985.62  % 

c 

Reiaining  wall? 

1.90 

Total  8 

$508,985.62% 

PROPOSITION  2— WILLOW  SPRINGS  TO  SUMMIT 


g 

a. 

Classification. 

Quan- 

tities. 

Price 

Amount. 

Glacial  Drift.... 
Rock 

2,116,000 

90.000 

30.000 

$.30% 

.80 

$648,025.00 

72,000.00 

52.500.Q0 

A 

Retaining,  walls 

1.75 

Totals  

$772,525.00 

| 

Glacial  Drift 

Roek 

1,376,300 

$.27" 

.95 

$371,601.00^ 

B| 

Retaining  waifs 

1 .90 

Totals . . . 

$371,601.00 

'•  1 

Glacial  Drift 

Kook  

1,893,900 

$24% 

.95 

$466,372.87*4 

C Ttfitninintr  walla 

1.90 

Totals  

$466,372.87% 

BIDS  NOS.  23  & 24-RODGERS&  CLEMENT. 


PROPOSITION  1— WILLOW  SPRINGS  TO  SUMMIT. 


g 

C 

Classification. 

Quan- 
| tities. 

Price 

Amount. 

Glacial  Drift 

Rock  ..  

1,893,900 

$ .30 
1.50 
6.00 

$568,170.00 

Retaining  Walls 

Totals 

1 

1 

$568,170.00 

PROPOSITION  2— WILLOW  SPRINGS  TO  SUMMIT. 

1! 

j Classification. 

Quan- 

tities. 

Price 

Amount.. 

Glacial  Drift  

Rock 

1,893,900 

$ .30 
1.60 
6.0J 

$568,170.00 

Retaining  Walls 
* 

Totals 



1 ' 

$568,170.00 

BID  NOS.  25  AND  26— W.  S.  CARKIN. 

PROPOSITION  1— WILLOW  SPRINGS  TO  SUMMIT. 

© 1 
C. 

cc 

A: 

Classification 

Quan- 

tities. 

Price 

Amount. 

Glacial  Drift 

Rock 

2,116.000 
90.1 100 
30,000 

$ .52 
1.25 
2.50 

$1,100,320.00 

112,600.00 

75,000.00 

Retaining  Walls. . 

Totals 1 

11.287,820.00 
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PROPOSITION  1— WILLOW  SPRINGS  TO  SU3IMIT. 


1 Sec 

Classification. 

Quan- 

tities 

Price 

Amount. 

Sec' 

Class'fication. 

Quan- 

tities. 

Price. 

Amount. 

B 

Glacial  Drift 

Rock .* 

1,376,300 

$ .53 
2.50 

$729,439.00 

B 

Glacial  drift... 

Rnnlc  

1,376,000 

$ .32 
1.00 
3.00 

$440,418.00 

Retaining  Walls.. 

Retain’g  walls 

Totals 

$729,439,00 

Total 

$440,416  00 

C 

Glacial  Drift 

Rock 

1,893,900 

$ .55 
2.50 

i$  1,041,645.00 

c 

Glacial  drift... 

Rock 

Retain’g  walls 

1,893,900 

$ .28  4-9 
1.00 

3.03 

$538,709.33^ 

Retaining  Walls.. 

Totals 

I«1 ,041,645.00 

Total 

$538,709.33^ 

E 

Glacial  Drift 

Rock 

1,816.800 

5,000 

$ .55 
3.50 

$ 998,910.00 
17  500.00 

Retaining  Walls. . 

BIDS  NOS. 29  AND  30-WESTERN  DREDGING 

I Totals 

$1,016,410.00 

AND  IMPROVEMENT  COMPANY. 

PROPOSITION  2 — WILLOW  SPRINGS  TO  SUMMIT. 


Classification. 


Quan- 

tities. 


Glacial  Drift 

Kock 

Retaining  Walls. 


Glacial  Drift 

Rock 

Retaining  Walls. 


Glacial  Drilt 

Rock 

Retaining  Walls. 


2,116,000 

90.000 

30.000 


Pricf 

«.48*/2 

1.25 

2.50 


1,376,300 


$.48*4 


1,893,900  If. 48*4 


$1,026,260.’  0 
112,500  00 
75.000.00 


$ 67,505.50 


$918,541.50 


$918,541.50 


BIDS  NOS.  27  & 28— HENNE3SY  BROS.  & OOX. 
PROPOSITION  I,— WILLOW  SPRINGS  TO  SUMMIT. 


Classification. 


Quan-  | 

tities.  Price 


Glaoial  drift.... 

Rock 

Retain’g  walls 


2,116,000 

90.000 

30,900 


$ .32 
.84*4 
1.87*/, 


Glacial  drift. . . 

Rock 

Retain’g  walls 


Glacial  drift.. . 

Rock 

Retain’g  walls. 


1.376,300 


1,893,900 


% .28  4J 
1.00 
300 


$677,120.00 
76.050.00 
56,250  00 

$809,420.00 

$440,416.00“" 


$440,416.00 


$538,709.33*4 


Glacial  drift 

Rock. 

Retain’g  walls 


1,816.290  $ 31  \ 
5,00  1 00 

3.00 


$538,709  33*4 
$570,643  50 
5,000.00 


PROPOSITION  2— WILLOW  SPRINGS  TO  SUMMIT. 


PROPOSITION  2— WILLOW  SPRINGS  TO  SUMMIT. 


PROPOSITION  1— WILLOW  SPRINGS  TO  SUMMIT. 


Sec 

Classification. 

Quan- 

tities. 

Price 

Amount. 

Glacial  Drift 

Rock 

1,376,300 

$.28*4 
1.50  r 

$392,245.50 

B 

Retaining  wails.. 
Totals 

2.50 

$'*92,245.50 

Glacial  DHft 

1 Rock 

1,893,900 

$.23*/, 

1,50 

$445,086.50 

C /Retaining  walls. * 

2.50 

Totals ... 

[ $415,006.50 

PROPOSITION  2— WILLOW  SPRINGS  TO  SUMMIT. 


Classification. 

Quan- 

tities. 

Price 

Glacial  Drift 

Rnelf . 

1,376,300 

*28# 
1 50 

Retaining  walls.. 
Totals  

2 60 

Glacial  Drift 

Rock 

1,893,900 

$.23*/, 

1.50 

2.50 

Retaining  walls.. 
Totals 

Amount. 

$392,245.50 


$392, 245  A0 


$445,066.50 


$445,066.50 


BIDS  NOS.  31  AND  32-ELLIOTT  & PHIN. 
PROPOSITION  1— WILLOW  SPRINGS  TO  SUMMIT. 


Classification. 


IGlacial  Drift 

B Rook  

Retaining  Walls. 


Quan- 

tities. 


1,376,300 


Glacial  Drift 

Rock 

Retaining  Walls. 


$.37 

1.25 


Amount. 

$ 509,231.00 


$.30 

1.25 


$ 509,231.00 
$ 568,170.00 


$ 568,170.00 


PROPOSITION  2— WILLOW  SPRINGS  TO  SUMMIT. 


o 

® 

CO 

Classification 

Quan- 

tities 

Price 

Amount. 

s 

n 

Classification. 

Quan- 

tities. 

Price  Amount. 

Glacial  drift.. . 

2,116,000 

« .32 

$677.120  00 

GiHcial  Drift  . .. 

1.376,300 

$.35  *$  481,705:00 

A 

Rock 

99,000 

.84*4 

76.050.00 

B 

Rock 

1.25 

Retain’g  walls 

30,000 

1.87*4 

56.250.00 

Retaining  Walls.. 

|ft#f 

Total  

$809,420.00 

Totals 
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PROPOSITION  2— WILLOW  SPRINGS  TO  SUMMIT. 


Amount, 
f 539,761.50 


$ 539,751.00 


BOARD  TO  ADJOURN  TO  SPECIAL  TIME. 

Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
weck,  moved  that  when  this  Board  ad- 
journ, it  do  adjourn  to  meet  Thursday, 
January  26,  1893,  at  1:30  o’clock  P.  M. 

The  motion  prevailed  unanimously  and 
it  was  so  ordered. 


Classification. 


Glacial  Drift 

C Kock 

jRetaining  Walls.. 


1,893,900  | 


moved  that  the  bids  just  received  be  re- 
ferred to  the  Chief  Engineer,  and  that  he 
report  a compilation  and  summary  of  the 
same  at  the  adjourned  meeting  to  be 
held  Thursday,  January  26,  1893,  at  1:30 
o’clock  P.  M 

The  motion  prevailed  unanimously  and 
the  Chief  Engineer  was  so  ordered. 


ADJOURNMENT. 

Upon  motion  of  Mr.  Eckhart,  seconded 
by  Mr.  Boldenweck,  the  Board  then  ad- 
journed to  Thursday,  January  26,  1893, 
at  1:30  o’clock  P.  M.,  pursuant  to  motion. 


BIDS  TO  BE  COMPILED  AND  SUMMARIZED. 

Mr.  Cooley,  seconded  by  Mr.  Eckhart, 


Thos,  F.  Judge, 
Clerk . 
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PROCEEDINGS 


—OF  THE— 

Board  of  Trustees, 

—OF  THE— 

Sanitary  District  of  Chicago. 


JANUARY  26,  1893. 


OFFICIAL  RECORD. 


ADJOURNED  MEETING. 

The  adjourned  session  of  the  one  hun- 
dred and  fifty-fourth  regular  meeting  of 
the  Board  of  Trustees  of  the  Sanitary- 
District  of  Chicago  was  held  in  Jheir 
rooms,  Rialto  Building,  Thursday,  Janu- 
ary 26,  1893,  at  1:30  o’clock,  P.  M.  pur- 
suant to  motion. 

President  Wenter  called  the  Board  to 
order. 

Upon  roll-call  Messrs.  Boldenweck, 
Eckhart,  Kelly.  Russell  and  Wenter— 
five  (5)  and  subsequently  Mr.  Cooley— 
making  a total  of  six  (6)  members — were 
present. 

TABULATION  OF  BIDS  ON  MAIN  CHANNEL. 

The  Clerk  presented  a report  from  the 
Chief  Engineer  showing  in  detail,  as 
presented  at  the  last  meeting,  the  bids 
for  constructing  the  Main  Channel  from 
Willow  Springs  to  Summit  and  for 
dredging  the  Illinois  and  Michigan  Canal 
from  Summit  to  the  Chicago  River,  with 
extensions  and  a tabulation  of  the  same. 


Mr.  Eckhart,  seconded  by  Mr.  Kelly,  . 
moved  that  the  report  with  summary,  be 
printed  and  referred  to  the  Joint  Com- 
mittee on  Engineering  and  Finance  with 
directions  to  report  at  the  next  meeting 
of  the  Board. 

The  motion  prevailed  unanimously  and 
it  was  so  ordered. 

The  following  is 

THE  REPORT,  WITH  SUMMARIES  : 

“Chicago,-  Jan.  26,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  Vie  Sanitary  District  of  Chicago: 

Gentlemen— I submit  herewith  28 
sheets  with  the  canvass  of  the  32  bids  re- 
ceived yesterday,  arranged  in  the  order 
in  which  the  bids  were  opened.  Also 
one  sheet  containing  a tabulated  state- 
ment of  these  bids  in  the  order  of  their 
magnitude. 

Respectfully  submitted, 

(Signed)  Benezette  Williams, 

Chief  Engineer.” 


[1893. 
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WILLOW  SPRINGS  TO  SUMMIT— TABLE  OF  BIDS  IN  ORDER  OF  MAGNITUDE— Lowest 


Bid  First. 

PROPOSITION  1. 


Lowest  Bidders. 

6 

00 

FIRST. 

SECOND. 

THIRD. 

FOURTH. 

FIFTH. 

T3 

3 

Amount. 

73 

3 

Amount. 

Bid  I 

Amount. 

73 

3 

Amount. 

73  I 

2 Amount. 

L.  D.  Conner  & Co.. 

A 

21 

$ 801,620.00 

27 

$ 809,420.00 

1 

$ 999,400.00 

19 

? 1173, 180.00 

25  S 1,287,820.00 

WestDred&ImptCo 

B 

29 

392,245.50 

21 

406.008.50 

27 

440,416.00. 

31 

509,231.00 

11  529,875.50 

WestDred&ImptCo 

C 

29 

445.066.50 

13 

501.883.50 

21 

508.985. 62  Vi 

27 

538.709.33 VfJ 

11  539,761.50 

Streeter  & Kenefick 

E 

11 

504.455.00 

•r> 

517,076.50 

9 

568,481.50 

27 

581,643.50 

1 613,177.00 

Total 

$ 2.143,387.00 

$ 2,234,388.50 

-i 

SIXTH. 

SEVENTH. 

EIGHTH. 

NINTH. 

TENTH.  | 

ELEVENTH. 

TWELFTH. 

73 

3 

Amount. 

73 

3 

Amount. 

73 

3 

Amount. 

1 Plfl  1 

j Amount. 

73 

3 

Amount 

73 

5 

Amount. 

~3 

3 

Amount. 

19 

5 

19 

$ 633,098.00 
553,965.75 
641,420.00 

25 

23 

25 

$ 729,439.66 
568,170.00 
1,016,410  00 

31 

$ 568,170.00 

9$  582,374.25 

i 

S 710,212  50 

19 

$ 719,682.00 

15 

51.041645.00 

“1 

- 

.... 

PROPOSITION  2. 


LOWEST  BIDDERS. 

s 

CO 

FIRST. 

SECOND. 

THIRD. 

FOURTH. 

FIFTH. 

i Bid  : 

Amount. 

73 

3 

Amount. 

•o 

3 

Amount. 

73 

3 

Amount. 

73 

3 

Amount. 

L.  D.  Conner  & Co. 

A 

22 

$ 772.525.00 

28 

* 809,420.00 

2 

$999,400.00 

20 

$1,130,860.00 

26 

$ 1,213,760.00 

L.  D.  Conner  & Co. 

B 

22 

$ 371,601.00 

80 

$ 392,245.50 

12 

*440,416.00 

28 

440,416.00 

32 

481,705.00 

WestDred&ImptCo 

C 

30 

$ 445.066.50 

22 

$ 4*6,372.87)* 

14 

$482,944.50 

12 

530,292.00 

28 

538,709.33)6 

Total 

$ 1.589,192.50 

$ 1,668, 038.37 l/i 

1!.. 

SIXTH. 

SEVENTH. 

ErGHTH. 

NINTH. 

TENTH. 

ELEVENTH. 

TWELFTH. 

73 

3 

Amount. 

3 

3 

Amount. 

1 Pie  1 

Amount. 

73 

5 

Amount. 

73 

3 

Amount. 

73 

5 

Amount. 

•3 

3 

Amount. 

2 

32 

$ 529 <875.50 
539,761.50 

20 

6 

$ 605,572.00 
549,231.00 

26 

24 

$ 667.505.50 
568,170.00 

10 

20 

$ 572,904.75 

$ 700,743.00 

2 $ 710,212.50 

126 

$ 918,541.50 

1 

DREDGING  OF  THE  ILLINOIS  AND  MICHIGAN  CANAL-SUMMIT  TO  BRIDGEPORT— 
Lowest  Bid  First. 

PROPOSITION  1. 


Lowest  Bidder. 

FIRST. 

SECOND. 

THIRD. 

FOURTH. 

'O 

3 

Amount. 

73 

3 

Amount. 

73 

3 

Amount. 

Bid  | 

Amount. 

O.  B.  Green 

17 

$ 177,380.00 

15 

,$  871,280,00 

7 

$ 910,140.00 

3 

$1,298,880.00 

PROPOSITION  2. 

Lowest  Bidder. 

FIRST. 

SECOND. 

THIRD. 

FOURTH. 

Pie 

Amount. 

M 

Amount. 

73 

5 

Amount. 

73 

3 

Amount. 

O,  B Green 

$ 668.300.00 

8 

$ 746,520.00 

16 

$ 762,200.00 

4 

1 $1,080,720.00 
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INDEX  TO  SUMMARY  OF  BIDS. 


S 6 
ez 

Prop. 

No. 

CONTRACT  BIDDERS. 

26 

caiz; 

Prop. 

NO. 

CONTRACT  BIDDERS. 

1 

1 

John  Griffiths. 

17 

Canal. 

0.  B.  Green. 

2 

2 

John  Griffiths. 

18 

Canal. 

O.  B.  Green. 

3 

Canal. 

John  Griffiths. 

19 

1 

McArthur  Bros. 

4 

Canal. 

John  Griffiths. 

29 

2 

McArthur  Bros, 

5 

1 

Ricker,  Lee  & Co. 

21 

1 

L.  D.  Conner  &,  Co. 

6 

2 

Ricker,  Lee  & Co. 

2 J 

2 

L.  D.  Conner  & Co. 

7 

Canal. 

W.  S.  Carkin. 

23 

1 

Rodgers  & Clement. 

8 

Canal. 

W.  S.  Carkin. 

24 

2 

Rodgers  A Clement. 

9 

1 

Mason,  Hoge  & Co. 

25 

1 

W.  S.  Carkin. 

10 

2 

Mason,  Hoge  A Co. 

26 

W.  S.  Carkin. 

11 

1 

Streeter  & Kenefick. 

27 

T 

Hennessy  Bros.  & Cox. 

12 

2 

Streeter  & Kenefick. 

28 

2 

Hennessy  Bros  A Cox. 

13 

1 

Lester  & Qu^leyC 

29 

1 

Western  Dredging  & Improv’nt  Co. 

14 

2 

Lister  & Qualey. 

30 

2 

Western  Dredging  & Improv’nt  Co. 

15 

Canal. 

The  Fitz  Simons  & Oonnell  Co. 

31 

1 

Elliott  & Phin. 

16 

Canal. 

The  Fitz  Siinons  & Connell  Co. 

32 

2 

Elliott  & Phin. 

ADJOURNMENT. 

Upon  motion  of  Mr.  Eckhart,  seconded  by  Mr.  Boldenweck,  the  Board  then  ad- 
journed. 

Thos.  F.  Judge, 

Clerk. 
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PROCEEDINGS 

OF  THE 

Board  of  Trustees, 

OF  THE 

Sanitary  District  of  Chicago. 


FEBRUARY  1.  1893. 


OFFSGIAL  RECORD. 


REGULAR  MEETING. 

The  on8  hundred  and  fiftv-fifth  reg- 
ular meeting  of  the  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago  was  held 
in  their  rooms,  Rialto  Building,  Wednes- 
day, February  1st,  1893,  at  2 o’clock 
P.  M. 

President  Wenter  called  the  Board  to 
order. 

Upon  roll-call  Messrs.  Altpeter,  Bold- 
enweck,  Cooley,  Eckhart,  Kelly  and 
Wenter — six  (6)  members  were  present. 

MINUTES. 

The  minutes- of  the  regular  meeting 
held  January  25,  1893,  and  the  adjourned 
session  of  the  same  meeting,  held  Janu- 
ary 26,  1893,  were  approved  as  printed, 
on  motion  of ' Mr.  Cooley,  seconded  by 
Mr.  Kelly. 


VOUCHERS. 

The  Clerk  presented  the  following 
vouchers: 

PAY  ROLLS. 

Eng.  Dept,  Chief  Engi- 
neer’s roll,  January, 


1893 $1,650  00 

Eng.  Dept.,  Div.  No.  1, 
week  ending  Jan.  28, 

1898 1,252  15 

Eng.  Dept.,  Div.  No.  1, 

(Sag  Building)  week 
ending  Jan.  28,  1893.  68  60 

Eng.  Dept,  Div.  No.  2, 
week  ending  Jan.  2a, 

1892  294  60 

Eng.  Dept.,  Div.  No.  2, 

(General  Surveys) 
week  ending  Jan. 

28,1898 166  80 

Eng.  Dept,  Div.  No.  8, 
week  ending  Jan.  28, 

1893  266  50 

Eng.  Dept,  Div.  No.  4,  * 

week  ending  Jan.  28, 
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1893: 

Eng.  Dept.,  discharged 
men’s  roll,  January, 
1893 


Clerical  Dept.,  Clerk’s 
roll,  January,  1898. . . $ 
Clerical  Dept.,  office 
roll,  week  ending 
January  28,  1893 


49  20 
141  50 

$ 3,879  35 

483  34 

39  00 

$ 522  34 


Treasury. Dept.,  Treas- 
urer’s roll,  January, 

1893 166  67 

Law  Dept/,  Attorneys’ 
roll,  January,  1»98...  351,466  66 
Law  Dept.,  mlietroll, 

January,  1893  333  33 

Law  Dept.,  office  roll, 
week  ending  Jan.  28, 

1893 63  00 

$ 1,862  99 

General  account,  Sani- 
tary Inspector’s  roll, 

January,  1893 200  00 

General  account,  Trus- 
tees’roll,  January, ’93  2,833  33 

$ 2,533  33 


Total 


$ 8,964  68 


ENGINEERING  DEPARTMENT. 


John  Morris  Co.,  (sta- 
tionery)  $ 69  50 

Keen  & DeLang,  (sta- 
tionery)   4 50 

W.  A.  Olmsted, (mount- 
ing maps) 1 75 

Rand,  McNally  & Co., 

(maps  of  Chicago ) . . . 10  80 

F.  Mayer  & Co.  (blue 

prints) 28  29 

James  R.  Clow  & Son, 

(repairs  to  boring 

machine) 1 40 

John  Zenk,  (repairs  to 

boring  machine) 2 25 

Tobin  & Hamler  Mfg. 

Co., (repairs  to  boring 

machine ) 1 35 

Hibbard,  Spencer,  Bart- 
lett & Co.  (hardware, 

Sag  building) 4 80 

Morrisson,  Plummer  & 

Co  , (sundries) 65 

J.  M.  Abbitt,  (machine 

oil) 1 10 

H.  S.  Norton,  (coal)...  14  51 

H.  S.  Norton,  (coal)...  3 98 

McArthur  Bros.,  (coal)  7 80 

Cha3.  Miller,  (rent).. . . 2 00 

John  Sherwood,  (rent)  3 50 

L.  J.  Myers,  (rent,  Mt. 

Forest) 20  00 

D.  C.  Dunlap,  (horse 

and  buggy ) 45  00 

Alex.  E.  Kastl,  (ex- 
pense)  6 80 

L.  J.  Myers,  (traveling)  22  81 

A.  C.  Schrader,  (emer- 
gency)  »..  16  00 


$ 


268  29 


CLERICAL  DEPARTMENT. 

Cameron,  Amberg  & 

Co.  (stationery) $ 10  99 

J.  Underwood  & Co., 

(carbon  paper) 4 00 

J.  B.  Taylor  & Co., 

(printing) 3 25 

H.  Schultz  & Co.,  (pa- 
per boxes) 8 75 

Trevor  Spring  Water 

Co.,  (ice).. 3 00 

Warner’s  Towel  Sup- 
ply, (toweling) 120 

Thos.  F.  Judge,  (post- 
age stamps) 25  00 

$ 56  19 

LAW  DEPARTMENT. 

Jacobs,  Coles  & Co. 

(stationery) 16  85 

Tobey  Furniture  Co., 

(furniture) 64  00 

U.  S.  Desk  and  Office 
Fitting  Co.,  (furni- 
ture)   15  50 

Joseph  Donnersberger, 

(right  of  way  serv- 
ices)  250  00 

Adams  A.  Goodrich, 

(legal  services) 1,000  00 

Russell  M.  Wing,  (legal 

services) 1,050  00 

8 2,396  35 

Land  Account— 

Orrin  N.  Carter,  (land)  475  00 

GENERAL  ACCOUNT. 


The  Chicago  Edison 
Co.,  (electric  lighti’g)  $ 53  04 

J.  Underwood  & Co., 

(paper) ,.  3 96 

The  Chicago  Times , 

( advertising  Main 

Channel) 303  78 

The  Mail,  (advertising 

Main  Channel) 20  00 

The  Railway  Review. 

( advertising  Main 

Channel) 99  96 

The  Railroad  Gazette , 

(advertising  Main 

Channel) 42  90 

Thos.  F.  Judge,  (pay- 
roll and  sundry  ex- 
penses)   63  37 

S 587  01 


Grand  total 812,747  52 


Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
weck,  moved  that  the  vouchers,  as 
read  and  shown  above  be  approved,  and 
ordered  paid. 

Upon  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly  and  Wenter — six  (6). 
Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried  and  the  vouch- 
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ers,  as  read  and  shown  above,  approved 
and  ordered  paid. 

REQUISITIONS. 

The  Clerk  presented  the  following 
requisitions: 

No.  287,  Engineering  Department 


(pencil  pointers) $1.20 

No.  288,  Engineering  Department 

(repairing  transit) 15.00 

No.  289,  Engineering  Department 
(stationery) 40.00 


Total $ 56.20 


Mr.  Cooley,  seconded  bv  Mr.  Kelly, 
moved  that  Requisitions  Nos.  287  and  289 
for  the  Engineering  Department,  as  read 
and  shown  above,  b£  allowed. 

Upon  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Bolden  week,  Cooley, 
Eckhart.  Kelly  .and  Wenter — six  (6). 
Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried  and  Requisi- 
tions Nos.  287  and  289  for  the  Engineering 
Department,  as  read  and  shown  above, 
allowed. 

Mr.  Cooley,  seconded  bv  Mr.  Kelly, 
moved  that  Requisition  No.  288  for  the 
Engineering  Department,  as  read  and 
shown  above,  be  referred  to  the  Commit- 
tee on  Engineering  for  report. 

The  motion  prevailed  unanimously  and 
the  requisition  was  so  referred. 

DIVISION  OFFICE  AT  SUMMIT. 

The  Clerk  presented  a report  from  the 
Chief  Engineer  asking  authority  to  rent  a 
division  office  at  Summit,  as  provided  in 
the  report;  and  the  game  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
week,  moved  that  the  report  be  printed, 
placed  on  file,  and  the  Chief  Engineer 
authorized  to  rent  a division,  office  at 
Summit,  as  provided  in  the  report. 

Upon  roll-call  the  vote  stood  : Yeas — 
Messrs.  Altpeter,  Boldenweck,  Coolev, 
Eckhait.  Kelly  and  Wenter— six  (6). 
Nays — None. 

Upon  v/hich  result  the  President  de- 
clared the  motion  carried  the  report 
ordered  printed,  placed  on  file  and  the 
Chief  Engineer  authorized  to  rent  a di- 
vision office  at  Summit,  as  provided  in 
the  report. 


The  following  is 

THE  REPORT: 

‘•Chicago,  Feb.  1,  1893. 

To  the  Honorable  the  Board  of  Trustees  of 

the  Sanitaw  District  of  Chicago: 

Gentlemen — I hereby  make  requisition 
for  authority  to  rent  a division  office  at 
Summit,  at  an  expense  not  exceeding  $20 
per  month. 

Respectfully  submitted, 

(Signed)  Benezette  Williams, 
Chief  Engineer 

additional  appropriation  for  office 

BUILDING  AT  SAG. 

The  Clerk  presented  a report  from  the 
Chief  Engineer  asking  an  additional  ap- 
propriation to  complete  the  office  build- 
ing at  Sag;  and  the  report  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Eckhart, 
moved  that  the  report  be  printed,  placed 
on  file,  and  the  Chief  Engineer  author- 
ized to  expend,  as  provided  in  the  report, 
not  to  exceed  $400  on  the  Sag  Building, 
in  addition  to  the  amount  previously  ap- 
propriated. 

Upon  roll-call  the  vote  stood;  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly  and  Wenter— six  (6). 
Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
ordered  printed  and  placed  on  file  and 
the  Chief  Engineer  authorized  to  expend, 
as  provided  in  the  report,  not  to  exceed 
$400  on  the  Sag  Building,  in  addition  to 
the  amount  previously  appropriated. 

The  following  is 

THE  REPORT: 

“ Chicago,  Feb.  1,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago : 

Gentlemen— The  appropriation  of 
$2,000  for  an  office  building  at  Sag  has 
been  found  sufficient  to  erect  the  build- 
ing complete,  with  the  exception  of 
painting  and  provision  for  water,  and 
perhaps  a few  odds  and  ends  about  the 
premises.  It  is  estimated  that  not  to  ex- 
ceed $400  will  be  required  to  put  it  in 
complete  order  for  occupancy.  I hereby 
respectfully  make  requisition  for  author- 
ity to  expend  this  amount  in  addition  to 
the  amount  previously  granted. 

Respectfully  submitted, 

(Signed)  Benezette  Williams, 
Chief  Engineer." 
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FOOT  BRIDGE  ACROSS  ILLINOIS  AND  -MICH- 
IGAN  CANAL. 

The  Clerk  presented  a report  from  the 
Chief  Engineer  making  requisition  to 
construct  a foot  bridge  across  the  Illinois 
and  Michigan  Canal  at  Mt.  Forest,  as 
provided  in  the  report;  and  the  same  wa3 
read. 

Mr.  Boldenweck,  seconded  by  Mr.  Alt- 
peter, moved  the  report  be  referred  to  the 
Committee  on  Engineering. 

Upon  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter  and  Boldenweck— two 
(2).  Nays— Messrs.  Cooley,  Eckhart, 
Kelly  and  Wenter — four  (4). 

Upon  which  result  the  President  de- 
clared the  motion  lost. 

Mr.  Kelly,  seconded  by  Mr.  Eckhart, 
then  moved  that  the  report  be  printed 
and  placed  on  file,  and  the  Chief  Engi- 
neer authorized  to  construct  a foot  bridge 
across  the  Illinois  and  Michigan  Canal  at 
Mt.  Forest,  as  provided  in  the  report. 

Upon  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Oooie* 
Eckhart,  Kelly  and  Wenter— six  (6). 
Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
ordered  printed  and  placed  on  file,  and 
the  Chief  Engineer  authorized  to  con- 
struct a foot  bridge  over  the  Illinois  and 
Michigan  Canal  at  Mt.  Forest,  as  provided 
in  the  report . 

The  following  is 

the  report: 

“Chicago,  Feb.  1,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — I hereby  make  requisition 
for  authority  to  construct  a foot  bridge 
across  the  Illinois  and  Michigan  Canal  at 
Mt.  Forest,  at  an  expense  not  exceeding 
$200. 

Respectfully  submitted, 

(Signed)  Benezette  Williams, 

Chief  Engineer.” 
REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report  in  ac- 
cordance with  the  rules  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  January 
28,  1893. 

The  same  was  read  and.  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 


The  following  is 

THE  REPORT : 

“Chicago,  Feb.  1,  1893. 

To  the  Honorable  the  Board  of  Trustees 
oj  the  Sanitary  District  of  Chicago: 

Gentlemen— I beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  January 
28,  1893,  as  the  same  haVe  been  reported 


to  me  : 

Engineering  Department 95 

Engineering  Department  (Sag 

Building) 5 

— 100 

Clerical  Department 3 

Treasury  Department 1 

Law  Department 8 

Total  employes 112 


Respectfully  submitted, 

(Signed)  Thomas  F.  Judge, 

Clerk.” 

bond  of  chief  engineer. 

The  Clerk  presented  a report  from  the 
Chief  Engineer  transmitting  a new  of- 
ficial bond  as  Chief  Engineer,  in  place  of 
the  one  already  filed,  with  David  B.  Ly- 
man and  James  B.  Beckett  as  sureties, 
in  the  sum  of  $20,000;  and  the  same 
was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  printed,  the 
bond  approved  and,  with  the  report, 
be  placed  on  file. 

Upon  roll-call  the  vote  stood:  Yeas — 

Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly  and  Wenter— six  (6). 
Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  re- 
port ordered  printed,  the  bond  approved 
and,  with  the  report,  placed  on  file. 

The  following  is 

the  REPORT: 

“Chicago,  Feb.  1,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicagor 

Gentlemen— I herewith  submit  a per- 
sonal bond  in  the  sum  of  $20,000,  signed 
by  D.  B.  Lyman  and  James  B.  Beckett, 
as  a substitute  for  the  bond  now  in  force, 
and  request  that  it  be  accepted. 

Respectfully  submitted, 

(Signed)  Benezette  Williams, 
Chief  Engineer.” 

(Enclosing  bond 
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RIGHT  OF  WAY  MAN  FOR  WILL  COUNTY. 

The  Clerk  presented  a report  from  the 
Attorney,  asking  authority  to  employ  a 
right  of  way  man  in  Will  County,  as  pro- 
vided in  the  report;  and  the  same  was 
read. 

Mr.  Kelly,  seconded  by  Mr.  Bolden  - 
week,  moved  that  the  report  be  printed 
and  placed  on  file,  and  the  Attorney  be 
authorized  and  empowered  to  employ  a 
right  of  way  man  in  Will  County,  as  pro- 
vided in  the  report. 

Upon  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly  and  Wenter— six  (6). 
Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report  or- 
dered printed  and  placed  on  file,  and  the 
Attorney  authorized  to  employ  a right  of 
way  man  in  Will  County,  as  provided  in 
the  report. 

The  following  is 

THE  REPORT: 

“Chicago,  Feb.  1,  1893. 
To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitafy  District  of  Chicago: 

Gentlemen — Our  attorneys  at  Joliet, 
Messrs.  Haley  & O’Donnell,  inform  me 
that  the  suit  to  condemn  certain  land 
near  Romeo  will  be  on  trial  the  early 
part  of  next  month,  and  that  in  order  to 
have  the  case  properly  prepared  it  will 
be  necessary  for  them  to  have  the  assist- 
ance of  some  man  to  look  up  and  sub- 
poena witnesses  and  do  other  outside 
work  in  connection  with  the  preparation 
of  the  case.  I therefore  make  a requisi- 
tion for  one  man  to  work  on  right  of  way 
matters  in  Will  County  for  the  months 
of  February  and  March,  to  be  paid  not  to 
exceed  $123  per  month — the  man  so  em- 
ployed to  furnish  his  own  horse  and 
buggy  when  needed  in  performance  of 
his  work,  without  extra  charge  to  the 
District. 

Respectfully  submitted, 

(Signed)  Orrin  N.  Carter, 

Attorney . 

ADDITIONAL  OFFICE  AT  LOCKPORT. 

Mr.  Cooley,  Chairman,  presented  a re- 
port from  the  Joint  Committee  on  Engi- 
neering and  Finance  with  reference  to  a 
report  from  the  Chief  Engineer,  request- 
ing permission  to  rent  an  additional  of- 
fice at  Lock  port,  presented  and  referred 
to  that  commitee  at  the  meeting 
held  January  4,  1893,  (Page  9T7  of 


the  Proceedings),  and  recommending 
that  the  same  be  allowed;  and  the  report 
was  read. 

Mr.  Cooley,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  printed  and 
placed  on  file,  and  the  recommendations 
made  therein  concurred  in. 

Upon  roll-call  the  vote  stood:  Yeas— • 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart.  Kelly  and  Wenter— six  (6). 
Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report  or- 
dered printed  and  placed  on  file,  the 
recommendations  made  therein  con- 
curred in  and  the  Chief  Engineer  author- 
ized to  rent  an  additional  office  at  Lock- 
port,  as  provided  in  the  report. 

The  following  is 

THE  REPORT : 

“Chicago,  Feb.  1,  1893. 

To  the  Honorable  Board  of  Trustees  of 

the  Sanitary  District  of  Chicago: 

Gentlemen — Your  Joint  Committee  on 
Engineering  and  Finance,  to  whom  was 
referred  the  report  from  the  Chief  Engi- 
neer of  January  4,  1893,  making  requisi- 
tion for  authority  to  rent  an  office  at 
Lockport  at  rate  not  to  exceed  $20.00per 
month,  respectfully  return  the  same  with 
the  recommendation  that  it  be  allowed. 

Respectfully  submitted, 

(Signed)  L.  E.  Cooley, 

Chairman. 

B.  A.  Eckhart, 

Wm.  Boldenweck. 
Thomas  KeLly, 

John  J.  Altpeter, 

Joint  Committee  on  Engineering  and 

Finance.'” 

AWARDING  OF  BIDS  ON  SECTIONS  A,  B,  C 
AND  E,  OF  MAIN  CHANNEL,  AND 
COMPLETION  OF  PART 
OF  CONTRACTS. 

Mr.  Cooley,  Chairman,  presented  a re- 
port from  the  Joint  Committee  on  Engi- 
neering and  Finance,  recommending  the 
awarding  of  contracts  to  the  lowest 
responsible  bidders,  under  the  proposi- 
tions selected  as  shown  i.n  the  report,  and 
returning  signed  contracts  and  bonds  for 
Sections  C and  E of  the  Main  Channel, 
and  recommending  that  the  same  be 
approved  and  that  the  checks  be  returned 
on  all  contracts  closed,  and  further 
recommending  that  the  President  and 
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Clerk  be  authorized  and  directed  to 
execute  the  completed  contracts  pre- 
sented; and  the  report  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Kelly, 
moved  that  the  report  just  presented  be 
be  adopted,  printed  and  placed  on  file, 
the  recommendations  made  therein  con- 
curred in,  and  the  President  and  Clerk 
authorized  and  directed  as  provided  in 
the  report. 

Upon  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Bolden  week,  Cooley, 
Eckhart,  Kelly  and  Wenter — six  (6). 
Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried.the  report 
adopted,  ordered  printed  and  placed  on 
file,  the  recommendations  made  therein 
concurred  in,  and  the  President  and 
Clerk  authorized  and  directed  as  provided 
in  the  report. 

The  following  is 

THE  REPORT: 

“Chicago,  Feb.  1,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicaao: 

Gentlemen— The  Joint  Committee  on 
Engineering  and  Finance,  to  whom  was 
referred  the  bids  received  on  January 
25th,  submit  herewith  its  report  in  re- 
gard to  tho  work  between  Willow 
Springs  and  the  range  line  at  Summit, 
known  as  Sections  A,  B,  C and  E. 

The  committee  has  given  this  work 
diligent  consideration,  and  the  Finance 
Committee,  acting  as  a sub  committee, 
has  carefully  investigated  the  responsi- 
bility of  tne  lowest  bidders.  The  results 
have  been  satisfactory,  and  the  commit- 
tee therefore  recommends  that  the  con- 
tracts be  awarded  to  the  lowest  bidders, 
under  propositions  1 and  2,  and  in  con- 
formity to  certain  stipulations  on  Section 
B,  all  as  shown  in  the  following,  viz. : 

Section  A to  L.  D.  Conner  & Co.  under 
proposition  2 at  their  bid  amounting  to 
$772,525.00  on  the  estimated  quantities. 

Section  B to  L.  D.  Conner  & Co.  at  the 
price  bid  in  proposition  2.  it  being  stip- 
ulated that  the  material  excavated  is  to 
be  disposed  in  spoil  banks  in  conformity 
with  proposition  1,  or  spread  evenly  over 
the  entire  right  of  way,  at  the  option  of 
the  contractor,  said  bid  amounting  to 
$371,601.00  on  the  estimated  quantities. 

Section  C to  Western  Dredging  and 
Improvement  Co.  under  proposition  1,  at 
their  bid  of  $445,066.50  on  the  estimated 
quantities. 


Section  E to  Streeter  & Kenefick  under 
proposition  1,  at  their  bid  of  $504,455.00 
on  the  estimated  quantities. 

The  committee  has  also  considered  the 
question  of  bonds  and  find  that  the  said 
lowest  bidders  are  willing,  and  have 
arranged  to  furnish  the  bonds  of  Surety 
Companies  in  compliance  with  the  es- 
tablished policy  of  the  Board. 

As  there  seemed  no  reason  for  deleav- 
ing the  matter,  the  Attorney  and  Engi- 
neer haVe  prepared  the  contracts  for 
signature,  and  satisfactory  bonds  have 
been  furnished  by  the  contractors,  on 
Sections  C and  E,  so  the  committee  is 
able  to  lav  before  the  Board  at  this  time, 
the  contracts  for  Sections  C and  E,  as 
herein  recommended  for  award,  com- 
plete and  ready  for  the  signature  of  the 
President  and  Clerk  of  this  Board.  The 
committee  recommends  that  said  con- 
tracts be  approved  and  the  bonds  ac- 
cepted. and  that  the  President  and  Clerk 
be  authorized  to  sign  said  contracts  on 
the  part  of  the  Board. 

Section  C — Western  Dredging  and  Im- 
provement Co. 

Section  E— Streeter  & Kenefick. 

Arrangements  for  satisfactory  bonds 
are  being  made  by  L.  D.  Conner  & Co. 
for  Sections  A and  B and  will  be  reported 
at  the  next  meeting  of  the  Board. 

The  committee  recommends  further, 
that  the  < lerk  return  all  deposits  made 
by  bidders  on  account  of  bids  received 
and  opened  on  January  25,  1893,  on  the 
several  sections  between  Willow  Springs 
and  the  range  line  at  Summit,  as  soon  as 
the  contracts  for  said  work  have  been 
closed. 

The  District  is  to  be  congratulated  on 
the  very  full  competition  and  the  very 
favorable  bids  received  for  this  work. 
The  saving  of  $629,623  50  fully  justified 
the  course*  taken  by  the  Board  in  read- 
vertising Sections  A,  B,  C and  E. 

The  following  table  indicates  the  low- 
est bids  for  the  several  sections,  as  re- 
ceived on  October  19th  compared  with 
those  received  on  January  25th,  after 
readvertisement,  the  figures  being  based 
on  the  Chief  Engineer’s  latest  return  of 
quantities: 


SECTIONS. 

OCTOBER  19. 

.JANUARY  25. 

A 

$ 949,740  00 
536,759.00 

5 772.525  00 

B 

371,601  00 
445,066  50 

C 

643,926  00 

E 

602  846.00 

504,455.00 

Total 

82  723.27 i. 00  1 

1 82  093.647.50 

February  1,] 


—1034— 


1893 


The  work  let  under  the  former  bids  on 
Sections  D and  F,  aggregates  $850,860.55, 
so  that  the  total  for  the  six  miles  lying 
between  the  range  line  at  Summit  and 
the  Willow  Springs  highway  amounts  to 
$2,944,508.05,  or  less  than  three  million 
dollars. 

Very  respectfully  submitted, 
(Signed)  L.  E.  Cooley, 

Chairman . 

B.  A.  Eckhart, 

Wm.  Boldenweck, 
Thomas  Kelly, 

John  J..  Altpeter, 

Joint  Committee  on  Engineering  and 

Finance .” 

BOARD  TO  ADJOURN  TO  SPECIAL  TIME. 

Mr.  Cooley,  seconded  by  Mr.  Kelly, 
moved  that  pending  the  completion  of 
satisfactory  bonds  on  Sections  A and  B, 
that  when  the  Board  adjourn,  it  do  ad- 
journ to  meet  Thursday,  February  2, 
1893,  at  1 o’clock  P.  M. 

The  motion  prevailed  unanimously  and 
it  was  so  ordered. 

RULES  FOR  SANITARY  INSPECTOR. 

Mr.  W enter,  Chairman  for  the  Com- 
mittee on  Rules,  presented  a report  from 
that  Committee,  submitting  rules  for  the 
government  of  the  Sanitary  Inspector, 
and  asking  further  time  with  reference 
to  securing  additional  room;  and  the 
report  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
weck, tnoved  that  the  report  be  printed, 
laid  over  until  the  next  meeting,  and 
the  Committee  be  granted  more  time 
with  reference  to  securing  additional 
room. 

The  motion  prevailed  unanimously  and 
it  was  so  ordered. 

The  following  is 

the  report: 

♦‘Chicago,  Feb.  1,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— On  January  4th  the  Com- 
mittee on  Rules  were  directed  to  prepare 
rules  for  the  guidance  of  the  Sanitary  In- 
spector. We  submit  herewith  the  fol- 


lowing rules,  and  recommend  the  adop- 
tion of  the  same : 

Buie  1 — The  Sanitary  Inspector  shall 
devote  his  entire  time  to  the  duties  of  his 
office. 

Buie  2 — He  shall  be  in  readiness  to  hold 
daily  consultations  with  the  Board  in  ref- 
erence to  all  matters  pertaining  to  his  de- 
partment, providing  he  is  not  out  on  the 
route  on  duty. 

Buie  J— He  shall  make  a thorough  in- 
spection of  the  various  camps  and  hospi- 
tals along  the  route  twice  a week,  and 
oftener  if  so  ordered  by  the  Board. 

Buie  U — He  shall  be  subject  to  the  or- 
der of  the  Board  at  all  times  in  case  of 
necessity,  (such  as  the  occurrence  of  epi- 
demic in  the  camps),  and  in  such  emer- 
gency shall  be  on  the  ground  in  order  to 
give  his  personal  attention  to  the  means 
of  suppressing  the  pame. 

Buie  5 — He  shall  make  a report  to  the 
Board  semi-monthly  on  the  sanitary  con- 
dition of  the  camps  under  his  supervision. 

Buie  6— He  shall  have  an  office  in  the 
rooms  of  the  Board. 

Buie  7 — His  office  hours  shall  be  from 
1 to  3 o’clock,  provided  he  is  not  engaged 
otherwise  in  the  performance  of  his  du- 
ties to  the  Board. 

In  reference  to  additional  rooms,  re- 
ferred to  the  Committee  on  Rules,  we  beg 
leave  to  report  that  every  endeavor  was 
made  to  secure  an  additional  room  which 
would  place  the  Board  in  a position  to  re- 
arrange the  rooms  so  as  to  put  the  Engi- 
neering Department  in  a proper  position 
to  have  the  rooms  contiguous  to  each 
other,  but  as  yet  that  could  not  be  ac- 
complished, and  the  -committee  would 
therefore  ask  for  further  time. 

Respectfully  submitted, 

(Signed)  Frank  Wenter, 

Chairman. 

B.  A.  Eckhart, 
Committee  on  Rules.” 

ADJOURNMENT. 

Upon  motion  of  Mr.  Boldenweck,  sec- 
onded by  Mr.  Kelly,  the  Board  then  ad- 
journed to  Thursday,  February  2,  1893, 
at  1 o’clock  P.  M. , pursuant  to  motion. 

Thos.  F.  Judge, 
Clerk. 
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PROCEEDINGS 


—OF  THE— 

Board  of  Trustees, 

—OF  THE— 

Sanitary  District  of  Chicago. 


FEBRUARY  2,  1898. 


OFFICIAL  RECORD. 


ADJOURNED  MEETING. 

The  adjourned  session  of  the  one  hun- 
dred and  fifty-fifth  regular  meeting  of 
the  Board  of  Trustees  of  the  Sanitary 
District  of  Chicago  was  held  in  their 
rooms,  Rialto  Building,  Thursday,  Feb- 
ruary 3,  1893,  at  1 o’clock,  P.  M.  pur- 
suant to  motion. 

President  Wenter  called  the  Board  to 
order. 

Upon  roll-call  Messrs.  Altpeter,  Cooley 
Eckhart,  Kelly  and  Wenter — five  (5 
members  were  present. 

COMPLETION  OF  CONTRACTS  AND  BONDS 
ON  SECTIONS  A AND  B OF  MAIN  CHANNEL. 

Mr.  Cooley,  Chairman,  presented  a re- 
port from  the  Joint  Committee  on  Engi- 
neering and  Finance  returning  com- 
pleted contracts  and  bonds  for  Sections 
A and  B of  the  Main  Channel  and  rec- 
ommending that  the  President  and  Clerk 
be  authorized  and  directed  to  execute  the 
same:  and  the  report  was  read. 


Mr.  Cooley,  seconded  by  Mr.  Eckhart, 
moved  that  the  report  be  printed,  adopted 
and  placed  on  file,  the  recommendations 
made  therein  concurred  in,  and  the  Pres- 
ident and  Clerk  authorized  and  directed 
as  provided  in  the  report. 

Upon  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  t Cooley,  Eckhart,  Kelly 
and  Wenter — five  {'5).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  the  recommendations  made  therein 
concurred  in,  and  the  President  and 
Clerk  authorized  and  directed  as  provided 
in  the  report. 

The  following  is 

THE  REPORT  : 

“Chicago,  Feb.  2,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  CMcago: 

Gentlemen — The  Joint  Committee  on 
Engineering  and  Finance  presents  here- 
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with  the  contracts  of  L.  D.  Conner  & 
Co.,  accompanied  by  approved  bonds, 
for  Sections  A and  B of  the  work  be- 
tween Willow  Springs  highway  and  the 
range  line  at  Summit,  awarded  to  said 
L.  D.  Conner  & ( ’o.  by  this  Board  on 
February  1st,  and  recommend  that  the 
President  and  Clerk  be  authorized  and 
directed  to  execute  said  contracts  on  the 
part  of  this  Board. 

With  the  closing  of  these  contracts,  all 
the  work  of  excavation  is  let  between 
the  Willow  Springs  highway  and  the 
range  line  at  Summit. 

Very  respectfully  submitted, 
(Signed)  L.  E.  Cooley, 

Chairman. 
Thos.  Kelly, 

B.  A.  Eckhart, 

John  J.  Altpeter, 

Joint  Committee  on  Engineering  and 

Finance” 

STIPULATION  IN  “PIPER,  AMES  ET  AL.” 
CASE. 

Mr.  Kelly  presented  an  order  author- 
izing the  Attorney  to  stipulate  for  dykes 
in  the  case  of  the  Sanitary  District  ver- 
sus Piper,  Ames,  et  al.  as  provided  in 
the  order;  and  the  same  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Eckhart, 
moved  the  adoption  of  the  order. 

Upon  roll-call  the  vote  stood:  Yeas — 


Messrs.  Altpeter,  Cooley,  Eckhart,  Kelly 
and  Wenter — five  (5).  Nays — none. 

l)pon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
passed  and  the  Attorney  authorized  to 
stipulate  in  accordance  with  the  same. 

The  following  is 

THE  ORDER  : 

“ Ordered,  That  the  Attorney  of  the 
District  be,  and  he  is  hereby  authorized 
to  stipulate  in  the  case  of  the  Sanitary 
District  of  Chicago  vs.  Piper.  Ames,  et 
al,  Gen.  No.  106,951,  that  the  District 
will  construct  and  maintain  a dyke  or 
dykes  northwesterly  of  the  Des  Plaines 
River  Diversions,  between  the  north  line 
of  Sectioh  twenty-two  (22)  Township 
thirty-eight  (38),  North,  Range  12,  East 
of  the  Third  Principal  Meridian  and  the 
West  line  of  Section  thirty-three  (33), 
Township  thirty -eight  (38)  North,  Range 
twelve  (12)  East  of  the  Third  Principal 
Meridian,  in  Cook  County.  Illinois,  of 
sufficient  height  and  strength  to  protect 
from  overflow  any  land  or  lands  lying 
between  the  lines  aforesaid  and  between 
said  river  diversions  and  the  Chicago, 
Santa  Fe  & California  Railway.” 

ADJOURNMENT. 

Upon  motion  of  Mr.  Eckhart,  seconded 
by  Mr.  Altpeter,  the  Board  then  ad- 
journed. 

Thos.  F.  Judge, 
Clerk. 
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PROCEEDINGS 


OF  THE 

Board  of  Trustees, 

OF  THE 

Sanitary  District  of  Chicago. 


FEBRUARY  8.  1893. 


OFFICIAL  RECORD. 


REGULAR  MEETING. 

The  one  hundred  and  fifty-sixth  reg- 
ular meeting  of  the  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago  was  held 
in  their  rooms,  Rialto  Building,  Wednes- 
day, February  8th,  1893,  at  2 o’clock 
P.  M. 

President  Wenter  called  the  Board  to 
order. 

Upon  roll-call  Messrs.  Altpeter,  Bold- 
enweck.  Gooley,  Eckhart,  Kelly,  Pren- 
dergast,  Russell  and  Wenter — eight  (8) 
members  were  present. 

MINUTES. 

The  minutes  of  the  regular  meeting 
held  February  1st,  1893,  and  of  the  ad- 
journed session  of  the  same  meeting, 
held  February  2,  1893,  were  approved  as 
printed,  on  motion  of  Mr.  Boldenweck, 
seconded  by  Mr.  Russell. 


VOUCHERS. 

The  Clerk  presented  the  following 
vouchers: 

PAY  ROLLS. 

Eng.  Dept.,  Div.  No.  1, 
week  ending  Feb.  4, 

1893 $1,272  15 

Eng  Dept.,  Div.  No.  3, 

(sag  Building)  week 
ending  Feb.  4,  1893.  63  40 

Eng.  Dept.,  Div.  No.  2, 
week  ending  Feb.  4. 

1893 294  60 

Eng.  Dept.,  Div.  No.  2, 

(General  Surveys; 
week  ending  Feb. 

4,  1893. 166  80 

Eng.  Dept.,  Div.  No.  3, 
week  ending  Feb.  4, 

1893 • 256  50 

Eng.  Dept,  Div.  No.  4, 
week  ending  Feb.  4, 

1893  49  20 

$ 2,102  65 

Clerical  Dept.,  office 
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roll,  week  ending 
Feb.  4.  1823 

$ 39  00 

Law  Dept,  office  rolj, 

week  ending  Feb.  4, 
1893 

63  00 

General  account,  Trus- 

tees’ roll,.  June,  1891 

250  00 

Total 

§ 2,454  65 

ENGINEERING  DEPARTMENT. 

Construction  Account— 

McArthur  Bros.  ($ec. 

2.  Feb.  1, ’93)....:...  §1,592  50 
Agnew  & Cq.  (Sec.  7, 

Jan.  31  ’93 \ 1,24124 

Agnew  & Co.  (Sec.  8, 

Jan.  81,  ’93) 3,957  08 

Agnew  & Co.  (Sec.  9, 

Jan.  31, ’93) 985  92 

E.  D.  Smith  & Co.  (Sec. 

10,  Jan.  31,  ’93 > 5,908  00 

Mason,  Hoge  & Co. 

(Sec.  11.  Jab.  16,  ’98)  3,612  72 
Mason.  Hoge  «&  Co. 

(Sec.  11.  Jan.  81,  ’93)  1,900  02 

Mason,  Hoge  & Co. 

(Sec.  12,  Feb.  1.  ’93)  8,917  93 
Mason,  Hoge  & Co. 

(Sec.  13,  Feb.  1,  ’93)  4 251  40 

.§27,866  81 

ENGINEERING  DEPARTMENT. 


ographer) § 26  80 

Haley  & O’Donnell, 

(court  costs) 5 75 

Thos.  Hennebry.  Sher- 
iff Will  Co.  (service) . 28  50 

Henry  Gebhardt,  (map 

rack) 8 00 

$ 69  05 

GENERAL  ACCOUNT. 

John  Naghfen  & Co. 

(insurance Sag  bldg  ) § 75  00 

Tob^y  Furnituie  Co. 

(furniture) 33  50 

The  Abendpost  Co. 

(advertising  Main 

Channel ) 12  00 

The  Chicago  Daily 
Globe,  (advertising 

Main  Channel) 28  65 

The  Engineering  R*c 
ord,  (advertising 

Main  Channel) 72  00 

The  Engineering  Vews 
Pub.  Co.  (advertising 

Main  Channel). 133  00 

John  F.Higgins.fprint- 
ing  proceedings,  Jan- 
uary, ’93) 192  53 

S 546  68 


Grand  total §31312  40 


Emil  Rudolph,  (sur- 
veying street  corners) 
F.  Maver  & Co.  (blue 

prints) 

E.  Dietzgen  & Co. 

(drafting  materials) 
J.  Underwood  & Co. 

(typewriter  pacer ) . . . 
Henry  Gebhardt.  (re- 
. pairing  furniture)... 
Chicago  Toilet  Supply 

Co.  (toweling) 

Trevor  Spring  Water 

. Co.  (ice) 

J.  M.  Abbitt,  (machine 

oil) 

H S.  Norton,  (rent  — 

Lemonl) 

Wagner  Bros.,  (livery) 
Chas.  L.  Harrison,  (ex- 
pense i 

Hiram  A.  Miller,  (trav- 
eling)  

Hiram  A.  Miller,  (trav- 
eling)  

T.  F.  Richardson, ( trav- 
eling!   


§ 575  00 
18  20 
64  80 
16  65 
1 50 
5 40 
18  00 
80 

18  00 
8 00 

71  51 

29  66 

21  98 

13  79 


§ 


863  29 


CLERICAL  DEPARTMENT. 

Cameron.  Arab^rg  & 

Co.  (stationery) § 4 42 

Tobey  Furniture  Co., 

(furniture) 7 50 

§ 1192 

LAW  DEPARTMENT. 

Wilma  M.  Roe,  (sten- 


Mr.  Eckhart,  seconded  by  ^fr.  Rus- 
sell, moved  that  the  vouchers,  as 
read  and  shown  above  be  approved,  and 
ordered  paid. 

Upon  roll-call  the  vote  stood.  Yeas — 
Messrs.  Altpeter.  Boldenweck,  Cooley, 
Eckhart,  Kelly.  Prendergast.  Russell  and 
Wenter — eight  (8).  Nays — None. 

(By  unanimous  consent  Mr.  Prender- 
gast’s  vote  was  recorded  “yea”  on  all 
vouchers  except  those  for  construction.) 

Upon  which  result  the  President  de- 
clared the  motion  carried  and  the  vouch- 
ers, as  read  and  shown  above,  approved 
and  ordered  paid. 

REQUISITIONS. 

The  Clerk  presented  the  following 
requisitions: 

No.  290,  Engineering  Department 

(maps) $ 55  00 

No.  291,  Engineering  Department 

(sponge  rubbers) 1 50 

No.  292.  Engineering  Department 
(printing  estimate  vouchers). . . 40  00 

No.  293.  Engineering  Department 

(drafting  materials) 5 60 

No.  294.  Engineering  Department 

(pine  stakes) 30  00 

No.  295,  Engineering  Department 

(printing  form  38) 3 50 

No.  294,  Engineering  Department 
(tracing  paper) 5 00 
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No.  1041,  Clerical  Department 
(stationery) 72  00 

Total . .$212  60 


Mr.  Cooley,  seconded  bv  Mr.  Kelly, 
moved  that  Requisitions  Nos.  290,  291, 
292,  293  (as  amended),  294,  295  and 
296  for  the  Engineering  Department  and 
1041  for  the  Clerical  Department,  as  read 
and  shown  above,  be  allowed. 

Upon  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Bolden  week,  Cooley. 
Eckhart,  Kelly,  Prendergast,  Russell 
and  Wenter — eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried  and  Requisi- 
tions Nos.  290,  291,  292,  293  (as  amended), 
294,  295  and  296  for  the  Engineering  De- 
partment, and  1041  for  Clerical  Depart- 
ment, as  read  and  shown  above,  allowed. 

REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report  in  ac- 
cordance with  the  rules  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  February 
A,  1893. 

The  same  was  read  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT : 

“Chicago.  Feb.  8,  1893. 

To  the  Honorable  the  Board  of  Trustees 

oj  the  Sanitary  District  of  Chicago: 

Gentlemen — I beg  leave  to  report  here- 
with the  number  of  emploves  in  each 
department  for  the  week  ending  February 
4,  1893,  as  the  same  have  been  reported 
to  me  : 


Engineering  Department 95 

Engineering  Department  (Sag 

Building) 7 

— 102 

Clerical  Department 3 

Treasury  Department 1 

Law  Department 9 

Total  employes ......./ 115 


Respectfully  submitted, 

(Signed)  Thomas  F.  Judge, 

Clerk." 

REPORT  OF  SANITARY  INSPECTOR. 

The  Clerk  presented  the  regular  semi- 
monthly report  from  the  Sanitary  In- 
spector; and  the  same  was  read. 


Mr.  Kelly,  seconded  by  Mr.  Cooley, 
moved  that  the  report  be  printed  and 
referred  to  the  Committee  on  Health  and 
Public  Order,  with  power  to  act  aud 
with  directions  to  report  back  to  the 
Board. 

Upon  roll-call  the  vote  stood:  Yeas-^ 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell 
and  Wenter — eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report  of 
the  Sanitary  Inspector  just  read,  print- 
ed and  referred  to  the  Committee  on 
Health  and  Public  Order,  with  power  to 
act  and  with  directions  to  report  back  to 
the  Board. 

The  following  is 

THE  REPORT: 

“Chicago,  Feb.  2,  1893. 
To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — Since  the  last  report 
submitted,  in  regard  to  the  sanitary  con- 
ditions in  the  various  camps  of  the  Drain- 
age District,  no  material  changes  have 
occurred.  The  same  fortunate  immunity 
from  disease  exists,  which  I have  no 
doubt  will  continue  until  the  approach 
of  warmer  winter,  and  the  addition  of 
a larger  working  force.  I have  discov- 
ered a few  cases  of  overcrowding  in 
some  of  the  private  boarding  houses, 
which,  if  allowed  to  continue,  would 
undoubtedly  be  the  source  of  mischief. 
But  means  have  been  taken  to  remedy 
this,  and  I look  for  a speedy  ratification 
of  these  unfavorable  conditions.  There 
has  been  some  criticisms  published  in  the 
papers  reflecting  rather  severely  on  the 
reputation  of  Mr.  J.  J.  Shean,  who  is  the 
proprietor  of  one  of  these  places.  Upon 
thorough  investigation,  the  charges  were 
found  to  be  untrue,  as  his  place  is  not 
overcrowded,  is  kept  clean  and  the  food 
served  is  evidently  of  a wholesome  char- 
acter. 

Before  concluding  this  report,  there 
are  several  suggestions  that  I wish  to 
submit  for  the  consideration  of  the  Board. 
It  would  be  desirable  to  have  a revaccina- 
tion of  all  the  workmen  that  will  be  em- 
ployed on  the  canal.  And  in  considera- 
tion of  the  fact  that  arrangements  are 
to  be  made  for  the  care  of  any  cases  of 
small  pox  that  may  occur  on  the  line, 
instead  of  sending  them  into  the  city, 
and  that  a number  of  camps  are  to  be 
located  within  the  city  limits,  it  would 
not  be  an  unreasonable  request  to  ask  of 
the  Health  Department,  to  donate  suffi- 
cient vaccine  matter  to  accomplish  this 
mutually  desirable  purpose.  If  they 
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will  do  this,  I will  see  that  the  camps  are 
gone  through  thoroughly,  and  all  danger 
from  this  cause  and  from  this  quarter 
will  be  reduced  to  a minimum. 

I would  also  request  that  the  various 
contractors  • on  the  new  sections  would 
notify  me  when  and  where  they  will 
locate  their  camps  in  order  to  give  me  a 
chance  to  examine  such  location  before 
building  on  the  same  commences.  Also, 
to  submit  for  my  inspection  the  plan  of 
the  sleeping  quarters  for  the  men.  In 
this  way  errors  can  be  avoided  which  it 
is  difficult  to  rectify  subsequent  to  their 
commission. 

Trusting  that  these  suggestions  will 
meet  with  your  approval,  this  report  is 
most 

Respectfully  submitted, 

(Signed)  William  Martin,  M.  D. 

Sanitary  Inspector” 

MONTHLY  REPORT  FROM  ENGINEERING 
DEPARTMENT. 

The  Clerk  presented  a report  from  the 
Engineering  Department,  accompanied 
by  classified  statement,  for  the  month 
of  January,  1893;  and  the  report  was 
read. 

Mr.  Boldenweck,  seconded  by  Mr. 
Russell,  moved  the  report  be  printed  and, 
with  enclosure,  placed  on  file. 

The  motion  prevailed  unanimously  and 
it  was  so  ordered. 

The  following  is 

THE  REPORT : 

“Chicago,  Feb.  8.1893. 
To  the  Honorable  the  Board  of  • Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — I herewith  transmit  the 
reports  of  Divisions  1 , 2 and  3,  showing 
the  detailed  operations  of  the  Engineer- 
ing Department  for  the  month  of  Janu- 
ary; also  a classified  statement  of  ex- 
penses in  the  usual  form. 

Expenses  for  the  month  of  January 
were  as  follows  : 

Contractors  estimates $46, 300 . 06 

Payrolls 11,193  40 

Material,  etc 2,947.15 


Total $60,440.61 


I estimate  that,  the  expenses  of  the  De- 
partment for  the  month  of  February, 
including  contractors’  estimates,  will  be 
$60,000. 

Respectfully  submitted. 

(Signed)  Benezette  Williams, 
Chief  Engineer .” 


“Chicago,  Feb.  7,  1893. 
Mr.  Benezette  Williams,  Chief  Engineer: 

Dear  Sir — The  expenses  for  February 
will  be  about  eight  hundred  ($800) 
dollars  more  than  for  the  month  of  Jan- 
uary. Net  amount  of  estimates  for  Jan- 
uary, $46,300.06. 

Total  amount  of  estimates  paid  pre- 
vious to  February  1,  1893,  $197,672  03. 

Total  amount  of  material  moved  to 
February  1: 

Cubic  Yards. 

Main  Channel,  Glacial  Drift 281,075 

Main  Channel,  Solid  Rock 114,620 

River  Diversion,  Solid  Rock 65.680 

River  Diversion,  Glacial  Drift. . . i 49, 000 
Distribution  of  material  as  follows: 


Sections. 

cubic  yards. 

Glacial 

Drift. 

Solid 

Rock. 

2,  Main  Channel 

18  900 
22.100 
36  400 
31.500 
23  600 

19  700 
18,200 
11.800 

7,500 
47.400 
10  400 
87,700 
18  900 
27  400 
32.600 

2 600 
15  553 
32,822 
15  000 

........ 

2,  River  Diversion 

3,  Main  Channel 

4,  Main  Channel 

5,  Main  Channel 

8,  Main  Channel 

7,  Main  Channel 

7.  River  Diversion 

2,980 
1.470 
. 21.130 
430 
4.430 
8,700 
82,880 
11,920 
4.610 

31.500 
43,100 

22.500 

8,  Main  Channel 

8,  River  Diveision 

9,  Main  Channel 

9,  River  Diversion 

10,  Main  Channel 

10,  River  Diversion 

11,  Main  Channel 

11,  River  Diversion 

12.  Main  Channel. 

13,  Main  Channel 

14,  Main  Channel 

Totals 

480  075 

180  300 

FORCE  REPORT— DAILY  AVERAGE. 


Sec. 

Men. 

00 

£ 

Steam 

Drills. 

Chan- 

neled 

Steam 

Hoists 

Steam 

Pum’s 

j Cable- 
way. 

Sec.  1 . 

15 

1 

Sec.  2 . 

118 

7 

Sec.  3. 

6 

Sec.  4. 

3 

Sec.  5 

6 

1 

Sec.  6. 

12 

\ 8 

Sec.  7 . 

34 

2 

2 

Sec.  8 . 

139 

19 

3 

.3 

Sec.  9 . 

58 

4 

2 

Sec  10. 

237 

26 

8 

1 

2 

Sec.  11. 

73 

13 

4 

1 

1 

2 

Sec.  12. 

84 

9 

2 

1 

1 

Sec.  13. 

99 

11 

o 

1 

Sec.  14 

, 23 

6 

! 

Total . 

907 

107 



23 

4.3 

3 

sl 

1 
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The  work  of  the  division  has  been 
cross-sectioning,  making  estimates  and 
copying  notes  for  Chicago  office. 

The  Summit  Division  has  been  or- 
ganized by  transferring  men  from  Mt. 
Forest,  Sag,  Lemont  and  Lockport  Di- 
visions; also  men  from  Division  2. 

The  work  for  February  will  be  prac- 
tically the  same  as  for  January. 

The  boring  party  at  Sag  working  on 
Section  4 will  be  dispensed  with  Febru- 
ary 8th.  The  other  party  at  Summit 
working  for  the  Law  Department  since 
January  18th  may  consume  the  month 
of  February,  possibly  longer. 

Yours  truly, 

(Signed)  D.  C.  Dunlap, 

Assistant  Chief  Engineer .” 


“Chicago,  Feb.  8,  1893. 
Mr.  Benezette  Williams , Chief  Enqineer: 

Dear  Sir — During  the  month  of  Jan- 
uary, 1893,  the  work  done  by  Division 
2 was,  in  general,  as  follows: 

Continuation  of  survey  of  head  waters 
of  North  Branch. 

Reduction  of  notes  pertaining  to  ex- 
amination of  Illinois  River  Floods. 

Continuation  of  survey  of  street  lines 
adjacent  to  the  Chicago  River. 

Maps  and  plans  pertaining  to  disease 
data  for  use  of  the  Board  of  Trustees. 

Maps  and  plans  pertaining  to  disease 
data  for  use  of  the  State  Board  of 
Health. 

A small  amount  of  tabulation  pertain- 
ing to  floods  of  1892. 

The  expenses  attending  this  work  are 
accounted  for  by  Division  4. 

The  expenses  for  February,  unless  af- 
fected by  new  instructions,  will  be 
somewhat  less  than  for  January,  because 
the  force  has  been  somewhat  reduced. 

Very  respectfully, 

(Signed)  Thos.  T.  Johnston, 

First  Principal  Assistant  Engineer .” 


“Chicago,  Feb.  7,  1893. 
Mr.  Benezette  William*^  Chief  Engineer: 
Dear  Sir — Herew  ith  I submit  the  re- 


port for  Division  3,  for  the  month  of 
January.  1893. 

The  maps  of  the  Chicago  River  Survey 
are  platted  from  Harrison  street  to  the 
North  Branch. 

The  platting  and  inking  of  the  sewer- 
age map  of  Chicago  and  suburbs  was 
continued  during  the  month,  the  platting 
being  nearly  finished. 

Work  was  commenced  on  the  large 
scale  topographical  map  of  the  Sanitary 
District  and  the  territory  included  with- 
in eight  miles  of  its  boundaries. 

A map  between  Summit  and  Ashland 
avenue,  based  on  the  “C”  line  on  the  tow- 
path  of  the  Illinois  and  Michigan  Canal, 
and  showing  the  lands  included  within 
the  boundaries  of  the  right  of  way,  was 
finished. 

Platting  was  also  done  on  the  general 
right  of, way  work  between  Summit  and 
Sag. 

Work  will  be  continued  this  month  on 
the  maps  of  the  Chicago  River  Survey, 
the  topographical  map,  sewerage  map 
and  the  general  work  of  the  division. 

Work  will  be  commenced  on  the  sec- 
ond topographical  map  as  soon  as  some 
information  is  received,  which  is  being 
collected  from  outside  sources  for  that 
purpose. 

Very  respectfully, 

(Signed)  Edgar  Williams;  • 

Second  Principal  Assistant  Engineer.” 
(Endlosing  classified  statement). 


MONTHLY  REPORT  FROM  LAW  DEPART- 
MENT 

The  Clerk  presented  a report  from  the 
Law  Department  for  the  month  of  Jan- 
uary, 1893;  and  the  same  was  read. 

Mr.  Bolden  week,  seconded  by  Mr.  Alt- 
oeter,  moved  the  report  be  printed  and 
placed  on  file. 

The  motion  prevailed  unanimously  and 
it  was  so  ordered. 

The  following  is 

THE  REPORT: 

“Chicago,  Feb.  8,  1893. 

To  the  Honorable,  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago: 

Gentlemen— I report  herewith  the 
total  amount  paid  out  on  account  of  the 
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Law  Department,  during  the  month  of 
January,  1893,  classified  as  follows: 

Salaries , 

Attorneys $1,425  00 

Right  of  way 479  17 

Office  force 192  00 

$2,096  17 

General  Expenses. 

Right  of  way $ 690  09 

Court  costs 1,804  25 

Legal  services 450  00 

Printing  and  stationery. . 38  05 

Sundries  24  23 

$8,006  62 

Right  of  Way. 

Land  Account $8,019  80 

Abstract  Account 10  00 

— $6,029  80 


Total $ 11,182  09 


The  current  expenses  will  not  vary 
greatly  from  those  of  January,  but  the 
amount  paid  out  for  land  will  doubtless 
be  much  larger  this  month  than  last. 

The  suit  to  condemn  about  four  hun- 
dred and  thirty  acres  of  land  between 
Willow  Springs  and  Summit,  which  was 
referred  to  in  my  last  report,  is  still  on 
trial.  It  is  expected  that  the  case  will 
be  finished  in  a few  day3.  Several  small 
pieces  of  land  have  been  settled  for  dur- 
ing the  last  month,  and  .negotiations  are 
pending  for*  the  land  still  needed  at  Ro- 
meo, in  Will  County,  and  also  for  a 
number  of  pieces  of  land  near  Summit, 
in  Cook  County,  for  which  it  is  hoped 
settlement  may  be  made. 

Considerable  time  has  been  spent  by 
this  department  during  the  past  month 
considering  legal  questions  connected 
with  the  taking  possession  by  the  Dis- 
trict of  the  Illinois  and  Michigajn  Canal 
between  Summit  and  Willow  Springs. 

Respectfully  submitted, 

(Signed)  Orrin  N.  Carter, 

Attorney 

MONTHLY  REPORT  FROM  TREASURY  DE- 
PARTMENT. 

The  Clerk  presented  a report  from  the 
Treasury  Department*  for  the  month  of 
January,  1893;  and  the  same  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Eckhart, 
moved  the  report  be  printed  and  placed 
on  file. 

The  motion  prevailed  pnanimousiy  and 
it  was  so  ordered. 

The  following  is 

THE  REPORT: 

Balauce  on  hand  at  date 


ot  last  report 
Received  from  Blair  & 
Co.  for  490  Sanitary 

District  Bonds. 

Received  from  Blair  & 
Co.,  premium  on  the 

above  490  bonds 

Received  from  Blair  & 
Co.,  accrued  interest 
on  the'above  490  bonds 
Received  from  Law  De- 
partment. land  acct. 
Murphy,  Tiedt,  et  al., 
case,  money  returned 
Received  from  Ameri- 
can Trust  and  Savings 
Bank, interest  for  Jan- 
uary  

Received  from  Metro- 
politan National  Bank 
interest  for  January.. 
Received  from  Ft.  Dear- 
born National  Batfk, 
interest  for  January. . 
Received  from  National 
Bank  of  Illinois,  inter- 
est for  January 

Received  from  Chicago 
National  Bank,  inter- 
est for  January. 


Total  cash  received  for 

month 

Total  cash  disbursed  du- 
ring month  as  per  an- 
nexed schedules,  viz: 
Clerical  Department — $ 
Treasury  Department.. 
Engineering  Departm’t. 
Engineering  —Construc- 
tion Department 

Law  Department 

Law  Department— Land 

Account 

General  Account 


.$1,855,759.44 
490,000.00 
7,411.25 
3.960.28 

150.00 

,1,246.48 
867.76 
863.63 
865.45 
845.80 

$2,361,970.09 

641.08 
166.67 
13,831.72 

47,887.68 
4.834.41 

6,019.30 
4,837.34 


Balance  this  date,  in 
banks  as  per  schedule 

endorsed  hereon  $2,284,250.99 


(Signed)  MELVILLE  E.  STONE. 

Treasurer. 


Chicago,  February  2, 1893.” 
SCHEDULE : 


Fort  Dearborn  National  Bank $ 426,122.08 

Chicago  National  Bank 430,638.08 

Metropolitan  National  Bank 427,859.95 

National  Bank  of  Illinois 426,962.61 

American  Trust  and  Savings  Bank.  572,668.27 

Total 82,284.250.99 


RULES  FOR  SA.NITARY  INSPECTOR. 

Under  the  head  of  ‘‘Unfinished  Busi- 
ness’’ the  report  from  the  Committee  on 
Rules  submitting  ruies  for  the  govern- 
ment of  the  Sanitary  Inspector,  presented 
and  ordered  printed  at  the  meeting  held 
February  1,  1893,  (page  1034  of  the  Pro- 
ceedings), was  called  up  and  again  read. 
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Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
weck,  moved  that  the  report  be  adopted 
and  placed  on  tile,  and  the  rules  for  the 
government  of  the  Sanitary  Inspector 
recommended  therein,  be  adopted  as  rules 
of  the  Board. 

Upon  roll-call  the  vote  stood:  Yeas — 
Messrs.  Alrpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell  and 
Wenter— eight  (8).  Nays— None. 

Upon  which 'result  the  President  de- 
clared the  motion  carried,  the  report 
adopted  and  ordered  placed  on  file,  and 
the  rules  for  the  government  of  the  Sani- 
tary Inspector  recommended  therein, 
adopted  as  rules  of  the  Board. 

The  following  are 

the  rules: 

Rule  1— The  Sanitary  Inspector  shall 
devote  his  entire  time  to  the  duties  of  his 
office. 

Rule  2—  He  shall  be  in  readiness  to  hold 
daily  consultations  with  the  Board  in  ref- 
erence to  all  matters  pertaining  to  his  de- 
partment, providing  he  is  not  out  on  the 
route*on  duty. 

Rule  3—  He  shall  make  a thorough  in- 
spection of  the  various  camps  and  h<  spitals 
along  the  rout*,  twice  a week,  and  oftener 
if  so  ordered  by  the  Board. 

Rule  4 — He  shall  be  subject  to  the  order 
of  the  Board  at  all  times  in  case  of  neces- 
sity, (such  as  the  occurrence  of  epidemic 
in  the  camps),  and  in  such  emergency  shall 
be  on  the  ground  in  order  to  give  his  per- 
sonal attention  to  the  means  of  suppressing 
the  same. 

Rules—  He  shall  make  a report  to  the 
Board  semi-monthly  on  the  sanitary  con- 
dition of  the  camps  under  his  supervision. 

Rule  0—  He  shall  have  an  office  in  the 
rooms  of  the  Board. 

Rule  7 — His  office  hours  shall  be  from 
1 to  8 o’clock,  provided  he  if  not  engaged 
otherwise  in  the  performance  of  hU  duties 
to  the  Board.  • 

FOOT  BRIDGE  ACROSS  ILLINOIS  AND  MICHI- 
GAN CANAL. 

With  reference  to  authority  granted 
the  Chief  Engineer  at  the  meeting  held 
February  1,  1803.  (page  1031  of  the  Pro- 
ceedings) to  construct  a bridge  over  the 

Uinois  and  Michigan  Canal  at  Mt. 


Forest,  Mr.  Cooley  called  attention  to 
the  fact  that  consent  of  the  Commis- 
sioners of  said  canal  was  necessary  be- 
fore proceeding  with  said  work. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
therefore  moved  that  the  President  of 
the  Board  be  directed  to  apply  to  the 
Commissioners  of  the  Illin  is  and  Michi- 
gan Canal  for  proper  permission  to  build 
a bridge  over  the  said  canal  at  Mt. 
Forest. 

The  motion  prevailed  unanimously  and 
it  was  so  ordered. 

APPROVAL  OF  ANNUAL  REPORTS  OF  CLERIC 
AND  TREASURER. 

Mr.  Eckhart,  Chairman,  presented  a 
report  from  the  Committee  on  Finance, 
returning  the  annual  reports  of  the  Clerk 
and  Treasurer  for  the  year  ending  De- 
cember 31,  1892,  presented  and  referred 
to  that  Committee  at  the  meeting  held 
January  25.  1893  (pages  1(H)3  and  1012  of 
the  Proceedings),  and  recommending  the 
approval  of  the  same;  and  the  report 
was  read. 

Mr.  Eckhart.  seconded  by  Mr.  Bolden- 
week,  moved  the  report  be  adopted,  the 
recommendation < made  therein  be  con- 
curred in  and  the  report,  with  enclosures, 
be  placed  on  file 

The  motion  prevailed  unanimously  and 
it  was  so  oidered. 

The  following  is 

the  report: 

‘•Chicago,  Feb.  8,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitaru  District  of  Chicago: 

Gentlemen— Your  Commitee  on  Fi- 
nance to  whom  was  referred  the  annual 
reports  of  the  Clerk  and  Treasurer  for 
the  year  ending  December  31,  1892,  which 
were  presented  to  your  Honorable  Body 
on  January  25,  1893,  respectfully  report 
that  they  have  examined  and  compared 
the  same  and  find  them  to  be  correct; 
and  your  Committee  return  the  same 
with  the  recommendation  that  said  re- 
ports be  approved  and  p;aced  on  file. 

Respectfully  submitted, 

(Signed)  B.  A.  Eckhart, 

Chair  man , 
W.  H.  Russell, 
Thomas  Kelly, 
Committee  on  Finance.” 
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PURCHASE  OF  “SCHIEL,  HAHN,  SAVAGE, 
PANTKE  AND  HEINTZ  LANDS.” 

Mr.  Eckhart,  Chairman,  presented  a re- 
port from  the  J oint  Committee  on  Finance 
and  Engineering:,  recommending  the  pur- 
chase of  right  of  way  lands  in  Du  Page 
and  Cook  Counties,  owned  by  Joachin 
Schiel,  August  Hahn,  Mary  E.  Savage, 
Hermann  Pantke,  and  Magdalena  Heintz, 
and  directing  the  Clerk  to  pay,  on  the 
voucher  of  the  Attorney,  for  said  lands 
as  provided  in  the  report;  and  the  report 
was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  adapted,  the 
recommendations  made  therein  con- 
curred in,  and  the  Clerk  directed,  on  the 
voucher  of  the  Attorney,  to  pay  said 
Joachin  Schiel,  August  Hahn,  Mary  E. 
Savage,  Hermann  Pantke  and  Magdalena 
Heintz  for  said  lands  as  provided  in  the 
report. 

Upon  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell  and 
W enter— eight  (8).  Nays— none. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  the  recommendations  made 
therein  concurred  in,  and  the  Clerk 
directed,  on  the  voucher  of  the  Attorney, 
to  pay  Joachin  Schiel,  August  Hahn, 
Mary  E.  Savage,  Hermann  Pantke  and 
Magdalena  Heintz  for  said  lauds  as  pro- 
vided in  the  report* 

The  following  is 

the  report: 

“ Chicago,  Feb.  8,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— The  Joint  Committe  on 
Finance  and  Engineering  have  reached  an 
agreement  for  the  purchase  of  lands  neces- 
sary for  the  corporate  purposes  of  this 
District,  hereinafter  more  particularly 
described,  from  the  following  persons  at 
the  prices  here  stated,  to- wit: 

From  Joachin  Schiel,  the  land  herein- 
after described  for  the  sum  of  seven  hun- 
dred and  eleven  and  seventy-five  one  hun- 
dredths ($711.75)  dollars. 

From  August  Hahn,  the  land  hereinafter 
described  for  the  sum  of  eight  hundred 
and  seventy  and  seventy-five  one-hun- 
dredths ($870.75)  dollars. 

From  Mary  E.  Savage,  the  land  herein- 
after described  for  the  sum  of  two  hundred  I 
and  fifty  ($250)  dollars. 


From  Hermann  Pantke,  the  land  herein- 
after described  for  the  sum  of  seven  hun- 
dred and  fifty  ($750)  dollars. 

From  Magdalena  Heintz,  the  land  here- 
inafter described  for  the  sum  of  two  hun- 
dred and  fifty-two  ($252)  dollars. 

Your  committee  recommend  that  the 
Clerk  of  this  District  be  authorized  and  di- 
rected to  pay  on  the  vouchers  of  the  at- 
torney to  said  Joachin  Schiel  the  sum  of 
seven  hundred  and  eleven  and  seventy-five 
one-hundredths  ($711.75)  dollars  in  full 
payment  for  the  following  described  land, 
to  wit: 

All  that  part  of  the  east  half  (K)  of  the 
north  fraction  of  the  southwest  quarter  (%) 
ofSectiop  eleven  (11),  Township  thirty- 
seven  (37)  north,  Range  eleven  (11)  east  of 
the  Third  Principal  Meridian,  lying  south- 
easterly of  the  prolongation  of  a line 
drawn  southwesterly  from  a point  in  the 
north  line  of  the  southeast  quarter  of 
said  Section  eleven  (11)  2547.6  feet  east  of 
the  center  of  said  section  to  a poiDt  in  the 
north  aDd  south  center  line  of  said  section 
1627.7  feet  south  of  the  center  of  said  sec- 
tion, and  produced  to  its  intersection t with 
the  west  line  of  said  east  half  (%)  of  said 
north  fraction  of  said  southwest  quarter 
(K),  together  with  the  riparian  rights 
thereof,  containing  nine  and  forty-nine 
one-hundredths  (9.49)  acres,  more  or  less, 
said  land  lying  and  being  situate  in  the 
County  of  DuPage,  in  the  State  of  Illinois. 

To  August  Hahn  the  sum  of  eight  hun- 
dred and  seventy  and  75*100  ( $870.75)  dollars 
in  full  payment  for  the  following  described 
land,  to  wit: 

All  that  part  of  the  north  fraction  of  the 
southeast  quarter  (H)  of  Sec? ion  eleven 
(11),  Township  thirty-seven  (37)  North, 
Range  eleven  (11)  East  of  the  Third  Princi- 
pal Meridian,  bounded  ^nd  described  as 
follows: 

Beginning  for  a point  of  commencement, 
at  the  point  where  a line  drawn  southwest- 
erly from  a point  in  the  north  line  of  said 
north  fraction  2547.6  feet  east  of  the  center 
of  said  section,  to  a point  in  the  west  line 
of  said  north  fraction  1627  7 feet  south  of 
the  center  of  said  section  intersects  a line 
parallel  with  said  west  line  and  871.2  feet 
east  thereof,  measured  along  the  north  line 
of  said  north  fraction;  and  from  said  point 
of  commencement  running  south  on  said 
line  parallel  with  said  west  line  to  the 
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northwesterly  margin  of  the  Des  Plaines 
Kiver;  thence  southeasterly  at  right  angles 
with  the  general  course  of  said  river  there 
to  the  center  thread  of  the  current  of  said 
river;  thence  southwesterly  down  said 
center  thread  to  its  intersection  with  a line 
drawn  southeasterly  from  the  point  of  con- 
tact of  the  west  line  of  said  north  fraction 
with  the  northwesterly  margin  of  said 
river  and  at  right  angles  with  the  general 
course  of  said  river  there;  thence  north- 
westerly along  said  line  to  said  northwest- 
erly margin;  thence  north  on  said  west 
line  to  a point  1627.7  feet  south  of  the  center 
of  said  section;  thence  northeasterly  in  a 
■straight  line  to  the  point  of  beginniug,  con- 
taining eleven  and  61-100  (11.61)  acres, 
more  or  less.  Said  laud  lying  and  being 
situate  in  the  County  of  Du  Page,  in  the 
State  of  Illinois. 

To  Mary  E.  Savage  the  sum  of  two  hun- 
dred and  fifty  ($250;  dollars  in  full  payment 
for  the  following  described  land,  to  wii: 

That  part  of  the  northeast  quarter  (K)  of 
Section  thirty-two  (82),  Township  thirty- 
eight  (38)  Nortfi,  Range  twelve  (12)  East 
of  the  Third  Principal  Meridian,  bounded 
and  described  as  follows: 

Beginning  at  a point  in  the  east  line  of 
said  Section  thirty-two  (32)  2200  feet  south 
of  the  northeast  corner  of  said  section; 
thence  south  along  said  east  line  to  the 
northwesterly  margin  of  the  Desplaines 
River;  thence  southeasterly  at  right  angles 
with  the  general  course  of  said  river  there 
to  the  center  thread  of  the  current  of  said 
river;  thence  southwesterly  down  said  cen- 
ter thread  to  its  intersection  with  a line 
drawn  southeasterly  from  the  point  of  con- 
tact of  the  south  line  of  said  northeast 
quarter  (X)  with  the  northwesterly  mar- 
gin of  said  river  and  at  right  angles  with 
the  general  course  of  said  river  there; 
thence  northwesterly  along  said  line  to 
said  northwesterly  margin;  thence  west 
along  said  south  line  of  said  northeast 
quarter  ( 34  > to  a poiut  2260  feet  east  of  the 
center  ot  said  section  thirty-two  (32.), 
thence  northeasterly,  in  a straight  line  to 
the  point  of  beginning.  Said  land  lying 
and  being  situate  in  the  County  of  Cook  in 
the  State  of  Illinois. 

To  Hermann  Pantke  the  sum  of  seven 
hundred  and  fifty  $750)  dollars  in  full  pay- 
ment forth©  following  described  land,  to- 
wit: 


That  part  of  Lot  four  (4)  of  the  subdi  * 
vision  of  the  south  half  (X)  of  Section  one 
(1),  Township  thirty-seven  (37)  North, 
Range  eleven  (11)  East  of  the  Third  Prin- 
cipal Meridian  made  by  Horace  Brooks 
lying  south  of  the  Chicago,  Santa  Fe  and 
California  Railway  Company,  more  par- 
ticularly described  as  follows 

Beginning  at  the  intersection  of  the 
southerly  boundary  line  of  the  right  of 
way  of  saia  Chicago,  Santa  Fe  and  Cali- 
fornia Railway  Company  with  a line  par- 
allel with  the  east  line  of  the  southeast 
quarter  (X)  o f said  Section  one  (1)  and 
9.40  chains  west  thereof  measured  along 
the  north  line  of  said  southeast  quarter 
(X)  and  running  thence  south  along  said 
parallel  line  with  the  east  line  of  said 
southeast  quarter  (X)  to  the  northerly 
margin  of  the  DesPlaines  River,  thence 
southerly  at  right  angles  with  the  general 
course  of  said  river  there  to  the  center 
thread  of  the  current  of  said  river,  thence 
westerly  along  said  center  thread  to  its 
intersection  with  a line  drawn  s utherly 
from  the  point  of  contact  of  a line  parallel 
with  the  east  line  of  said  southeast  quarter 
(X)  and  14.70 chains  west  thereof  measured 
along  the  north 'line  of  said  southeast  quar- 
ter (X)  with  the  northerly  margin  of  the 
DtsPiaines  River  and  at  right  angles  with 
the  general  course  of  said  river  there; 
thence  northerly  along  said  line  to  said 
northerly  margin;  thence  north  on  said 
line  parallel  with  said  east  line  to  the 
southerly  boundary  line  of  the  right  of  way 
of  the  Chicago,  Santa  Fe  & California 
Railway  Company;  thence  easterly  along 
said  boundary  line  to  the  point  of  begin- 
ning; containing  ten  (10)  acres,  more  or 
less.  Said  premises  lying  and  being  situate 
iu  the  County  of  DuPage,  in  the  State  of 
Illinois. 

To  Magdalena  Heintz  the  sum  of  two 
hundred  and  fifty-two  ($252)  dollars  in  full 
payment  for  the  following  described  land, 
to-wit: 

That  part  of  a tract  of  land  in  the  north 
fraction  of  the  southeast  quarter  (X)  of 
Section  eleven  (11),  Township  thirty-seven 
(37)  North,  Range  eleven  (11)  East  of  the 
Third  Principal  Meridian  lying  southeast- 
erly of  a line  d.awn  from  a point  in  the 
north  line  of  said  nortli  fraction  2547.6  feet 
east  of  the  center  of  said  Section  to  a point 
in  the  west  line  of  said  north  fraction 
1627  .7  feet  south  of  the  center  of  said  Sec- 


February  8,] 


—1047  — 


T1893. 


tion.  Together  with  the  riparian  rights 
thereof;  containing  3.36  acres,  more  or 
less.  The  entire  tract  of  which  the  above 
described  land  is  a part  is  described  as  fol- 
lows: 

Beginning  at  a point  in  the  north  line  of 
said  north  fraction  871.2  feet  east  of  the  cen- 
ter of  said  Section  and  running  thence 
south  along  a line  parallel  with  the 
west  line  of  said  north  fraction  to  the  cen- 
ter thread  of  the  current  of  the  Desplaines 
river  or  the  boundary  line  between  Dupage 
and  Cook  Counties;  thence  northeasterly 
along  said  center  thread  to  a line  parallel 
with  said  west  line  of  said  north  fraction 
and  1070.62  feet  east  thereof;  thence  north 
along  said  line  parallel  with  said  west  line 
to  the  north  line  of  said  north  fraction; 
thence  west  along  said  north  line  199.82 
feet  to  the  point  of  beginning.  Said  prem- 
ises lying  and  being  situate  in  the  County 
of  Dupage  in  the  State  of  Illinois. 

Respectfully  submitted, 

(Signed)  B.  A.  Eckhart, 

Chairman. 

W.  H.  Russell 
L.  E.  Cooley, 

Wm.  Boldenw'eck, 
John  J.  Altpeter, 
Thomas  Kelly, 

Joint  Committee  on  Finance  and  En- 
gineering” 

REPORT  ON  REQUISITION  288  AND  HARLEY 
LETTER. 

Mr.  Cooley,  Chairman,  presented  a 
report  from  the  Joint  Committee  on  En- 
gineering and  Fiannce,  returning  requi- 
sition No.  288  with  approval,  and  also  a 
communication  from  Alfred  Harlev, 
referred  to  said  Committee  at  previous 
meetings;  and  the  report  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Bolden- 
weck, moved  that  the  report  be  adopted, 
printed  and  placed  on  file,  and  the 
recommendations  made  therein  con- 
curred in. 

Upon  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Bolden  week,  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell 
and  W enter— eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried  the  report 
adopted,  ordered  printed  and  placed  on 
file,  and  the  recommendations  made 
therein  concurred  in. 


The  following  is 

THE  REPORT  : 

“Chicago,  Feb.  8,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago : 

Gentlemen — Your  committee  to  whom 
was  referred  the  letter  from  Mr.  Alfred 
Harlev,  contractor  for  Section  1 of  the 
Main  Channel,  presented  at  the  meeting 
held  January  11, 1893,  respectfully  return 
the  same  without  recommendation. 

Your  committee  also  returns  Requisi- 
tion No.  288  from  Engineering  Depart- 
ment for  repairs  to  transit,  presented 
and  referred  at  the  meeting  held  Feb- 
ruary 1st,  1893,  with  the  recommendation 
that  the  same  be  allowed. 

Respectfully  submitted, 

(Signed)  L.  E.  Cooley, 

Chairman. 
Wm.  Boldenweck. 
Wm.  H.  Russell, 
Thos.  Kelly, 

John  J.  Altpeter, 

Committee  on  Engineering.” 

triangulation  survey  continued. 

Mr.  Cooley,  Chairman,  presented  a 
report  from  the  Joint  Committee  on  En- 
gineering and  Finance,  recommending 
the  continuation  of  triangulation  survey 
as  indicated  in  the  annual  report  of  the 
Fngineering  Department  for  1892;  and 
the  report  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Russel], 
moved  that  the  report  be  printed,  adopt- 
ed and  placed  on  file,  and  the  recommen- 
dations made  therein  concurred  in. 

Upon  roll-call  the  vote  stood : Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell  and 
Wenter— eight  (8).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  and  the  recommendations  made 
therein,  concurred  in. 

The  following  is 

the  report: 

“Chicago,  Feb.  8,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— The  Joint  Committee  on 
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Engineering  and  Finance  have  consid- 
ered that  part  of  the  annual  report  of 
the  Chief  Engineer  (referred  to  said 
Committee  on  January  25th),  which  per- 
tains to  the  location  of  the  Main  Chan- 
nel and  other  works  of  the  District,  th© 
land  monuments  and  other  objects  with 
reference  to  the  triangulation  system  as 
the  basis  of  an  accurate  and  final  map, 
and  the  Committee  recommend  that  said 
survey  work  be  authorized  as  proposed. 

Very  respectfully  submitted, 
(Signed)  L.  E.  Cooley, 

Chairman. 

B.  A.  Eckhart, 

Wm.  Boldenweck, 

W.  H.  Russell, 
Thomas  Kelly, 

John  J.  Altpeter, 

Joint  Committee  on  Engineering  and 
Finance .” 


enforcement  of  eight-hour  day. 

President  Wenter  presented  a com- 
munication to  the  Board  of  Trustees 
from  Geo.  F.  Rohr  bach,  Secretary  of  the 
Political  Assembly  of  Chicago,  with 
reference  to  the  enforcement  of  the 
eight-hour  clause  of  the  Sanitary  District 
law;  and  the  communication  was  read. 

President  Wenter  then  stated  that  a 
Committee  as  named  in  the  communica- 
tion, and  representing  the  Political 
Assembly,  were  present  and  desired  to 
appear  before  the  Board. 

By  unanimous  consent  the  Committee 
appeared  before  the  Board  and  Mr.  Robert 
Swallow,  of  the  Committee,  spoke  in 
their  behalf.  Messrs.  Cowdrey,  Rohr- 
bach  and  Morahan,  of  the  Committee, 
also  addressed  the  Board. 

After  a general  discussion  Mr.  Pren- 
dergast,  seconded  by  Mr.  Kelly,  moved 
the  adoption  of  the  resolution  presented 
in  the  communication. 

The  President  then  called  Mr.  Kelly  to 
the  Chair  and  spoke  in  favor  of  the  reso- 
lution. 

After  further  discu-sion,  upon  roll-call, 
on  the  adoption  of  .the  resolution,  the 
vote  stood:  Yeas  — Messrs.  Altpeter, 


Boldenweck,  Eckhart,  Kelly,  Prender- 
gast,  Russell  and  Wenter — seven  (7). 
Nays — Mr.  Cooley — one  (1). 

(By  unanimous  consent  Mr.  Cooley  ex- 
plained his  vote  as  follows:  “ I vote  ‘ no  ’ 
for  the  reason  that  I do  not  believe  that 
it  can  be  enforced  and  that  no  enforcea- 
ble provisions  can  be  introduced  into  the 
contracts.”) 

Upon  which  result  the  Chairman  de- 
clared the  motion  carried,  the  resolution 
as  presented  adopted,  and  the  Clerk  di- 
rected in  accordance  with  the  same. 

The  following  is 

THE  COMMUNICATION: 

“Chicago,  Feb.  7,  1893. 

To  the  Honorable  the  Board  of  Trustees' 

of  the  Sanitai'V  District  of  Chicago: 

Gentlemen:— A committee  consisting 
of  the  following  gentlemen,  R.  H.  Cow- 
drey, P.  W.  Nilsson,  Swallow,  Morahan, 
and  Rohrbach  were  appointed  to  a meet- 
ing of  the  Political  Assembly,  to  appear 
before  your.  Honorable  Body  and  re- 
quest the  passage  of  the  following  reso- 
lution, to- wit:' 

Whereas,  It  is  the  earnest  desire  of 
the  Trustees  of  the  Sanitary  District  of 
Chicago,  that  eight  hours  shall  consti- 
tute a day’s  labor  for  all  persons  engaged 
in  the  work  of  excavating  the  Drainage 
Channel,  therefore,  be  it 

Resolved,  That  the  Clerk  be  instructed 
to  notify  each  one  of  the  contractors 
that  it  is  our  desire  to  have  them  con- 
form to  this  rule,  whether  their  men  are 
paid  by  the  hour  or  by  the  day,  and  that 
another  set  of  men  shall  be  employed  to 
fill  out  the  extra  time  in  all  cases,  where 
more  than  eight  hours  work  is  needed. 

Respectfully  yours, 

(Signed)  George  F.  Rohrbach, 

Secretary.” 

adjournment. 

Upon  motion  of  Mr.  Eckhart,  seconded 
by  Mr.  Boldenweck,  the  Board  then,  ad- 
journed. 

Thos.  F.  Judge, 
Clerk. 
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PROCEEDINGS 

OF  THE 

Board  of  Trustees, 

- — OF  THE 

Sanitary  District  of  Chicago. 


FEBRUARY  15. 1893. 


OFFICIAL  RECORD. 


REGULAR  MEETING, 

The  one  hundred  and  fifty-seventh  reg- 
ular meeting  of  the  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago  was  held 
in  their  rooms,  Rialto  Building,  Wednes- 
day, February  15th,  1883,  at  2 o’clock 
P.  M 

President  Wenter  called  the  Board  to 
order. 

Upon  roll-call  Messrs.  Boldenweck, 
Cooley,  Eckhart,  Kelly,  KussefI,  Wenter 
— six  (6) — and  subsequently  Messrs.  Alt- 
peter  and  Prendergast — making  a total 
of  eight  (8)  members,  were  present. 

MINUTES. 

The  minutes  of  the  regular  meeting 
held  February  8th,  1893,  were  approved  as 
printed,  on  motion  of  Mr.  Bolden  week, 
seconded  by  Mr.  Russell. 


VOUCHERS. 


The  Clerk  presented  the  following 
vouchers: 

PAY  ROLLS. 


Eng.  Dept.,  Div.  No.  1, 
week  ending  Feb.  11, 

jggg 

Eng.  Dept.,  Div.  Nd.  1, 
(Sag  Building)  week 
ending  Feb.  11,  1893 
Eng.  Dept,,  Div.  N o.  2, 
week  ending  Feb.  11, 

JgQg  

Eng.  Dept.,  Div.  No.  2, 
(General  Surveys) 
week  ending  Feb. 

11, 1893 

Eng.  Dept.,  DiV*.  No.  3, 
weekending  Feb.  11, 

1898 

Eng.  Dept.,  Div.  No.  4, 
week  ending  Feb.  11, 
1893 


$1,174  80 
35  70 
294  60 

156  00 
255  38 
49  20 


Clerical  Dept.,  office 


$ 1,965  68 


February  15,J 

roll,  week  ending 

Feb.  11,  1893 $ 39  00 

Law  Dept.,  office  roll, 
week  ending  Feb.  11, 

1893 ., 48  00 


Total $ 2,052  68 

LAW  DEPARTMENT 

0.  N.  Carter, (expense)  35  51 

Grand  total S~2d)88  19 


Mr.  Boldenweck,  seconded  by  Mr.  Eck- 
hart,  moved  that  the  vouchers,  as 
read  and  shown  above  be  approved,  and 
ordered  paid. 

Upon  roll-call  the  vote  stood  : Yeas — 
Messrs.  Boldenweck,  Cooley,  Eckhait, 
Kelly,  Russell  and  Wen  ter — six  (6).  Nays 
— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried  and  the  vouch- 
ers, as  read  and  shown  above,  approved 
and  ordered  paid. 

REQUISITIONS. 

The  Clerk  presented  the  following 
requisitions: 

No.  447,  Law  Department,  (print- 
ing)   $40  00 

No.  448,  Law  Department,  (envel- 
opes).   40(  00 

Total $80  00 


Mr.  Boldenweck.  seconded  by  Mr. 
yielly,  moved  that  Requisitions  Nos. 
447  and  448,  for  the  Law  Department,  as 
read^and  shown  above,  be  allowed. 

Upon  roll-call  the  vote  stood:  Yeas— 
Messrs.  Boldenweck,  Cooley,  Eckhart, 
Kelly,  Russell  and  Wenter — six  (6). 
Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried  and  Requisi- 
tions Nos.  447  and  448,  for  the  Law  De- 
partment, as  read  and  shown  above,  al- 
lowed. 


REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report  in  ac- 
cordance with  the  rules  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  February 
11,  1893. 

The  same  was  read  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 
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The  following  is 

THE  REPORT  *. 

“Chicago,  Feb.  15,  1893. 

To  the  Honorable  the  Board  of  Trustees 
oj  the  Sanitary  District  of  Chicago: 

Gentlemen — I beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  February 
11,  1893,  as  the  same  have  been  reported 
to  me  : 


Engineering  Department 96 

Engineering  Department  (Sag 

Building) 6 

— 102 

Clerical  Department. 3 

Treasury  Department 1 

Law  Department 8 

Total  employes 114 

Respectfully  submitted, 

(Signed)  Thomas  F.  Judge, 


. Clerk” 

monthly  report  from  clerical  de- 
partment. 

The  Clerk  presented  a report  from  the 
Clerical  Department  for  the  month  of 
January,  1893;  and  the  same  was  read. 

By  unanimous  consent  the  report  was 
ordered  printed  and  placed  on  file. 

The  following  is 

the  report: 

“Chicago,  Feb.  15,  1893. 

To  the  Honorable  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago: 

Gentlemen — I have  the  honor  to  here- 
with report  that  the  total  amount  ex- 
pended on  account  of  and  charged  to  the 
Clerical  Department  during  the  month  of 
January  was  $641.98,  divided  as  fol- 
lows: 


Salaries $ 636  33 

Stationery 4.25 

General  expenses 1.40 

Total S 641.98 


There  are  no  outstanding  liabilities,  and 
the  expenses  fertile  present  month  will, 
from  present  indications,  be  about  $800. 

The  total  amount;  expended  and 
charged  to  the  General  Account  during 
the  month  of  January  was  §4844.49, 
divided  as  follows: 

Salaries 2533.34 

Printing 118.35 

Advertising 307.55 
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Rent  and  janitor  service $1,850.00 

General  expenses 87.25 

Total $4,844.49 


There  are'outstanding  liabilities  against 
the  General  Account  amounting  to  about 
$700.00  for  advertising,  and  the  expenses 
for  the  present  month  will  be  under 
$4,000. 

Respectfully  submitted, 

(Signed)  Thos.  F.  Judge, 

Clerk” 

VACCINATION  OF  EMPLOYES  AND  LOCATION 
OF  CAMPS. 

Mr.  Boldenweck,  on  behalf  of  the  Com- 
mittee on  Health  and  Public  Order,  pre- 
sented a report  with  reference  to  the  rec- 
ommendations made  in  the  semi-monthly 
report  of  the  Sanitary  Inspector,  pre- 
sented and  referred  to  that  Committee  at 
the  meeting  held  February  8th,  1893, 
(page  1040  of  the  Proceedings);  and  the 
report  was  read. 

Mr.  Boldenweck,  seconded  by  Mr.  Eck- 
hart,  moved  that  the  report  be  adopted, 
ordered  printed,  and  placed  on  file,  and 
the  recommendations  made  therein  con- 
curred in. 

Upon  roll- call  the  vote  stood:  Yeas— 
Messrs.  Altpeter*  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Russell  and  Wenter — 
seven  (7).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried  the  report 
adopted,  ordered  printed  and  placed  on 
file,  and  the  recommendations  made 
therein  concurred  in. 

The  following  is 

THE  REPORT : 

“Chicago,  Feb.  15,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  tfhe  Sanitary  District  of  Chicago  : 

Gentlemen — Your  Committee  on 

Health  and  Public  Order,  to  whom  was 
referred  the  semi-monthly  report  of  the 
Sanitary  Inspector,  presented  at  the 
meeting  held  February  8,  1893  (page  1040 
of  the  Proceedings),  respectfully  report 
after  conference  with  the  Sanitary  In- 
spector, that  the  work  of  revaccinating 
all  the  workmen  on  the  canal  will  begin 
as  soon  as  considered  proper  by  the  San- 
itary Inspector,  and  that  the  Commis- 
sioner of  Health  has  agreed  to  furnish 
the  necessary  vaccine  points  to  the  Sani- 
tary District  at  actual  cost  of  $44.50  per 
thousand,  and  that  the  Sanitary  Inspec- 
or  was  authorized  to  purchase  same  as 


he  may  need  them,  the  Health  Commis- 
sioner agreeing  to  aid  our  inspector  in 
every  way  possible. 

The  Clerk  has  also  been  requested  to 
notify  each  of  the  contractors  who  have 
not  already  located  their  camps  to  con- 
sult with  the  Sanitary  Inspector  before 
determining  such  location. 

Respectfully  submitted, 

(Signed)  Wm.  Boldenweck. 

John  J.  Altpeter, 

Committee  on  Health  and  Public  Order” 
revised  estimates  on  cost  of  work 

FROM  SUMMIT  TO  LOCKPORT. 

Mr.  Cooley  presented  an  order  direct- 
ing the  Chief  Engineer  to  submit  revised 
and  more  exact  estimates  of  the  cost  of 
excavation  for  each  section  of  the  work 
between  Summit  and  Lockport;  and  the 
order  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Bolden- 
weck, moved  the  adoption  of  the  order. 

Upon  roll-call  the  vote  stood:  Yeas — 
Messrs.  • Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Russell  and  Wenter — 
seven  (7).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Chief  Engineer  in- 
structed in  accordance  with  the  same. 

The  following  is 

the  order  : 

“Whereas,  Borings  and  cross-sections 
have  been  made  in  detail  since  the  con- 
tracts between  Willow  Springs  and  Lock* 
port  were  let  and  since  the  contracts  be- 
tween Willow  Springs  and  Summit 
were  first  advertised  and  along  the 
lines  of  channels  as  finally  located,  thus 
enabling  more  exact  estimates  to  be  made 
of  the  amount  of  work  to  be  done;  there- 
fore. be  it 

Ordered , That  the  Chief  Engineer  is 
hereby  directed  to  submit  at  the  earliest 
date  practicable,  and  from  the  latest 
data,  the  amount,  character,  price  and 
cost  of  excavation  for  each  section  of 
work  between  the  Range  line  at  Summit 
and  the  middle  of  Section  14  of  Lock- 
port  Township,  and  said  estimates  to 
exhibit  the  river  diversion  as  separate 
items,  said  information  to  be  so  compiled 
as  to  .exhibit  for  each  section,  and  as  a 
whole,  the  several  items  of  the  contracts 
and  the  character  of  the  work.-” 

AMENDMENTS  TO  RULES  NOS.  33  AND  34. 

Mr.  Kelly  presented  amendments  to 
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Rules  Nos.  38  and  34,  with  reference  to 
the  appointment  of  Assistant  Engineers. 

The  same  were  read,  and,  under  the 
rules,  ordered  printed  and  laid  over  until 
the  next  meeting. 

The  following  are 

the  amendments: 

Insert  in  Rule  33  before  the  last  para- 
graph: 

“Assistant  Engineers  at  the  rate  of 
$1,800  to  $2,400  per  year,  and  in  such 
number  as  may  from  time  to  time  be 
authorized.” 

In  Rule  34  strike  out  line  beginning 
with  “Assistant  Engineers.” 

JUDICIAL  DECISION  ON  THE  8-HOUR  LAW. 

Mr.  Russell  presented  an  order  direct- 
ing the  Attorney  to  take  the  necessary 
steps  to  obtain  a judicial  decision  with 
reference  to  the  enforcement  of  the  eight- 
hour  clause  of  the  Sanitary  District  law; 
and  the  order  was  read. 

Mr.  Russell,  seconded  by  Mr.  Altpeter, 
moved  the  adoption  of  the  order. 

Upon  roli-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweckj  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell  and 
Wenter — eight  (8).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Attorney  instructed  in 
accordance  with  the  same. 

The  following  is 

the  order: 

“ Ordered , That  the  Attorney  be  di- 
rected to  take  the  necessary  steps  to  ob- 
tain a judicial-  decision  upon  the  power 
of  this  Board  to  restrain  contractors  in 
doing  work  for  the  district  from  requir- 
ing or  permitting  their  employees  to 
work  more  than  eight  hours  per  day.” 

OFFICES  TO  BE  CLOSED  FEBRUARY  22tfD, 
1893. 

Mr.  Russell  presented  an  order  direct- 
ing the  closing  of  the  District  offices  on 
February  22nd,  1893,  (Washington's 

Birthday);  and  the  same  was  read. 

Mr.  Russell,  seconded  by  Mr.  Altpeter, 
moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood:  Yeas— 

Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell  and 
Wenter— eight  (8).  Nays— None. 

Upon  which  result  the  President  de- 


clared the  motion  carried,  the  order 
adopted,  and  the  offices  ordered  closed 
February  22nd,  1893,  as  provided  in  the 
order. 

The  following  is 

THE  ORDER: 

“Ordered,  That  the  offices  of  the  Sani- 
tary District  be  closed  Wednesday,  Feb- 
ruary 22,  1893,  the  same  being  a legal 
holiday.” 

CONFERENCE  WITH  REFERENCE  TO  MAIN- 
TENANCE OF  PUBLIC  ORDER. 

Mr.  Boldenweck  presented  an  order 
directing  the  President  to  communicate 
with  the  various  village,  city  and  county 
officials  along  the  line  of  the  Main  Chan- 
nel, in  relation  to  a conference  for  devis- 
ing ways  and  means  for  maintaining 
public  order  on  and  along  the  right  of 
way;  and  the  same  was  read. 

Mr.  Boldenweck,  seconded  by  Mr. 
Kelly,  moved  the  adoption  of  the  order. 

Upon  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter.  Boldenweck,  Cooley; 
Eckhart,  Kelly,  Russell  and  Wenter — 
seven  (7).  Excused  and  not  voting— Mr. 
Prendergast— one  (1).  Nays — None. 

Upon  which  rGsult  the  President  de- 
clared the  motion  carried,  and  the 
order  adopted,  and  the  President  directed 
in  accordance  with  same. 

The  following  is 

THE  REPORT: 

“Whereas,  Within  the  next  four 
months  from  6,000  to  10,000  men  will  he 
employed  on  the  work  of  our  Main 
Channel. 

Whereas,  We  believe  the  facilities  for 
keeping  good  order  are  not  sufficient  at 
this  time  along  and  off  our  right  of  way. 

Whereas,  Complaints  of  disorder  are 
frequently  made  to  this  Board;  it  is 
therefore 

Resolved , That  the  President  of  the 
Board  communicate  with  the  various 
village,  city  and  county  officials  along 
the  line  of  the  Main  Channel  in  relation 
to  a conference  with  the  Board  of 
Trustees  for  the  purpose  of  devising 
ways  and  means  to  maintain  good  order 
during  the  coming  year.” 

INVESTIGATION  OF  FLOODS. 

Mr.  Cooley  presented  an  order  direct- 
ing the  Chief  Engineer  to  make  an  in- 
vestigation of  the  floods  in  the  Des 
Plaines  and  Chicago  River  basins;  and 
the  same  was  read. 
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Mr.  Cooley,  seconded  by  Mr.  Bolden- 
weck, moved  the  adoption  of  the  order. 

Upon  roll-call  the  vote  stood;  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Keliy,  Russell  and  Wenter — 
seven  (7).  Nays— Mr.  Prendergast— 
one  (1). 

Upon  which  result  th$  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Chief  Engineer  in- 
structed as  provided  in  the  order. 

The  following  is 

THE  ORDER: 

“ Ordered . That  the  Chief  Engineer  be 
instructed  to  ascertain  the  volume  and 
distribution  of  flood  waters  in  the  Des- 
plaines  and  Chicago  River  basins,  that 
may  occur  in  the  present  and  following 
months,  and  that  there  be  included  in 
said  measurements  the  Desplaines  River 
in  the  Town  of  Maine,  and  the  North 
Branch  in  the  Town  of  Niles.” 

BRIDGE  OVER  THE  ILLINOIS  AND  MICHI- 
GAN CANAL  AT  MT.  FOREST. 

The  President  stated  that  as  directed 
by  the  Board  at  the  meeting  held  Feb- 
ruary 8th,  1893,  (page  1044  of  Proceed- 
ings) he  had  requested  from  the  Commis- 
sioners of  the  Illinois  and  Michigan 
Canal,  permission  to  construct  a foot 


bridge  across  the  canal,  in  the  vicinity  of 
Mount  Forest,  as  shown  by  the  following 

communication: 

“Chicago,  Feb.  14,  1893. 

lion.  W.  S.  Graham , Secretary  Canal 

Commissioners , Chicago  : 

Dear  Sir— The  Sanitary  District  asks 
the  permission  of  your  Honorable  Board 
to  construct  a foot  bridge  across  the  Illi- 
nois and  Michigan  Canal,  somewhere  in 
the  vicinity  of  Mount  Forest,  to  serve  the 
purposes  of  our  corps  of  engineers  to  cross 
and  re-cross  at  that  point.  Trusting  that 
you  will  acquiesce  in  this  request,  we 
will  construct  the  same  and  have  it  high 
enough  from  the  surface  of  the  water  so 
as  not  to  interfere  in  any  way  with  the 
navigation  of  the  canal. 

Yours  very  truly, 

(Signed)  Frank  Wenter, 

President  Board  of  Trustees.1' 

ADJOURNMENT. 

Upon  motion  of  Mr.  Eckhart,  seconded 
by  Mr.  Boldenweck,  the  Board  then  ad- 
journed, 

Thos.  F.  Judge, 
Clerk. 
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PROCEEDINGS 

OF  THE 

Board  of  Trustees, 

—OF  THE ■ 

Sanitary  District  of  Chicago. 


FEBRUARY  22. 1893. 


OFFICIAL  RECORD. 


REGULAR  MEETING. 

The  one  hundred  and  fifty-eighth  reg- 
ular meeting  of  the  Board  of 'Trustees  of 
the  Sanitary  District  of  Chicago  was  held 
in  their  rooms,  Rialto  Building,  Wednes- 
day, February  22d,  1893,  at  1:30  o’clock 
P.  M. 

President  Wen  ter  called  the  Board  to 
order. 

Upon  roll-call  Messrs.  Cooley,  Eckhart, 
Russell  and  Wenter — four  (4)  < members 
were  present.  No  quorum . 


ADJOURNMENT  TO  SPECIAL  TIME. 

Mr.  Cooley,  seconded  by  Mr.  Russell, 
moved  that  the  Board  adjourn  until 
Thursday,  February  23,  1893,  at  2 o’clock 
P.  M. 

The  motion  prevailed  unanimously 
and  the  President  declared  the  board  ad- 
journed, to  meet  Thursday,  February 
23,  1893,  pursuant  to  motion. 

Thos.  F.  Judge, 
Clerk. 
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ADJOURNED  MEETING. 

The  adjourned  session  of  the  one  hun- 
dred and  fifty-eighth  regular  meeting  of 
the  Board  of  Trustees  of  the  Sanitary 
District  of  Chicago  was  held  in  their 
rooms,  Rialto  Building,  Thursday,  Feb- 
ruary 23,  1893,  at  2 o’clock  P.  M. 

President  Wenter  called  the  Board  to 
order. 

Upon  roll-call  Messrs.  Altpeter,  Cooley, 
Eckhart,  Kelly,  Russell  and  Wenter — 
six  (6)  members  were  present. 

MINUTES. 

The  minutes  of  the  regular  meeting 
held  February  15th,  1893,  were  amended 
as  follows: 

By  unanimous  consent  the  word  “regu- 
lations” was  inserted  in  place  of  the  word 
‘‘rules”  where  the  word  “rules”  occurs 
in  the  first,  eighth  and  fourteenth  lines 
in  the  first  column,  Page  1053  of  the 
Proceedings. 


On  motion  of  Mr.  Kelly,  seconded  by 
Mr  I Russell,  the  minutes  of  the  regular 
meeting  held  February  25th,  1893,  were 
then  approved  as  printed  and  amended, 

VOUCHERS. 

The  Clerk  presented  the  following 
vouchers: 

PAY  ROLLS. 

Eng.  Dept.,  Div.  No.  1, 
week  ending  Feb.  18, 

18S3 $1,192  05 

Eng.  Dept.,  Div.  No.  1, 

(Sag  Building)  week 
ending  Feb.  18,  1893  94  65 

Eng.  Dept.,  Div.  No.  2, 
week  ending  Feb.  18, 

1893 276  60 

Eng.  Dept.,  Div.  No.  3, 
weekending  Feb.  18, 

1893 413  70 

Eng.  Dept.,  Div.  No.  4, 
week  ending  Feb.  18, 

1893 49  20 

S 2,026  20 

Clerical  Dept.,  office 
roll,  week  ending 
Feb.  18, 1893 


39  00 
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Law  Dept.,  office  roll, 
week  ending  Feb.  18, 
1893  

Total 


68  00 
$2,123  20 


A.  C.  Schrader,  (emer- 


Alex.  E.  Kastl,  (emer- 
gency)  


$12  66 
-3  10 


$380  74 


ENGINEERING  DEPARTMENT. 
Construction  Account- 


Alfred  Hariev,  (Sec.  1, 

Feb.  15, ’93) $ 236  25 

McArthur  Bros.  (Sec. 

2,  Feb.  16, ’93) 1,176  00 

Agnew  & Co.  (Sec.  7, 

Feb.  15. ’93) 855  35 

Agnew  & Co.  (Sec.  8, 

Feb.  15,  ’93) 1,975  27 

Agnew  & Co.  (Sec.  9, 

Feb.  15,  ’93) 645  96 

E.  L).  Smith  & Co.  (Sec. 

10,  Feb.  15,  ’93) 3,696  00 


Mason,  Hoge  & Co* 

(Sec.  11,  Feb.  15,  ’93)  2,420  10 
Mason,  Hoge  & Co. 

(Sec.  12,  Feb.  15,  ’93)  2,010  96 
Mason,  Hoge  & Co. 

(Sec.  13,  Feb.  15, ’93)  1,635  18 

$14,651  05 

ENGINEERING  DEPARTMENT. 


Henry  M.  Shabad, 

(blocking  pads). ....  $ 125 

A.  H.  Abbott  & Co. 

(drawing  ink) 4 50 

E.  Dietzgen  & Co. 

(drafting  ipaterial) . . 14  71 

The  Polygraph  Print 
Co.  (polygraphs) — 13  28 

Edwin  Milner,  agent 
(maps) 53  00 

F.  C.  A ustin  Manufac- 

turing Co.  (repairs, 
boring  machine) 5 02 

Gottlieb  Schroeder,  (re- 
pairs, boring  ma- 
chine).  6 80 

Otis  Graves,  (coal,  bor- 
ing machine) 12  71 

11.  S.  Norton,  (cohi, 

bo*ing  machine) 10  22 

J.  M.  Abbitt.  (coal, 

boring  machine) 6 48 

H.  Banks,  (coal ) — 11  61 

Pouliot  & Goulette, 

(repa  ring  canal  boat)  99  49 

Chas.  L Harrison, 

(rent— Lockport) 20  00 

Geo.  Brainaru,  (gauge 

reading) , 10  00 

Wm.  Kirk  ham,  (gauge 

reading) 10  00 

A.  C.  Schrader,  (ex- 
pense)  9 06 

D.  C.  Dunlap,  (travel- 


Wm.  Gleeson,  (travel- 


Wra.  Gleeson,  (emer- 
gency)....  10  11 

Win.  Gleeson,  (emer- 
gency)  2 70 

A.  C.  Schrader,  (emer- 
gency)  39  50 


CLERICAL  DEPARTMENT. 

Trevor  Spring  Water 
Co.a(ice) 3 00 

LAW  DEPARTMENT. 

Chicago  Eve.  Journal, 

(legal  notices). $ 13184 

O.  N.  Carter, (expense).  100  07 

U.W. Weston, (expense)  258  00 

U.W.Weston, (expense)  442  50 

U.W. Weston, (expense)  460  00 

U.W. Weston, (expense)  1,775  00 

— $3,167  41 

GENERAL  ACCOUNT. 

Chicago  Edison  Co., 

( electric  lighting) 47  86 

The  Rialto,  (janitor 

services) 80  00 

$127  86 


Grand  total $20,453  26 


Mr.  Eckhart*  seconded  by  Mr.  Russell, 
moved  that  the  vouchers,  as  read  and 
shown  above  be  approved,  and  ordered 
paid. 

On  roll-call  the  vote  stood  : Yeas — 
Messrs.  Altpeter,  Cooley,  Eckhait,  Kelly, 
Russell  and  Wenter — six  (6).  Nays— 
None. 

Upon  which  result  the  President  de- 
clared the  motion  carried  and  the  vouch- 
ers, as  read  and  shown  above,  approved 
and  ordered  paid. 

REQUISITIONS. 

The  Clerk  presented  the  following 
requisitions: 

No.  297,  Engineering  Department 

(sundry  supplies) $281  95 

No.  298,  Engineering  Department 

(map  cases) 10  00 

No.  299,  Engineering  Department 

(cross  section  paper) 17.00 

No.  300,  Engineering  Department 
(sundry  supplies) 363  45 


Total .$672  40 


Mr.  Kelly,  seconded  by  ,Mr.  Altpeter, 
moved  that  Requisitions  Nos.  297  and 
300.  for  the  Engineering  Department,  as 
read  and  shown  above,  be  referred  to  the 
Joint  Committee  on  Engineering  and  Fin- 
ance, with  directions  to  report  back  at 
the  next  meeting. 

The  motion  prevailed  unanimously, 
and  it  was  so  ordered. 
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Mr.  Cooley,  seconded  by  Mr.  Kelly, 
moved  that  requisitions  Nos.  298  and  299, 
for  the  Engineering  Department,  as  read 
and  shown  above,  be  allowed. 

Upon  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Cooley,  Eckhart,  Kelly, 
Russell  and  Wenter  — six  (6),  Nays— 
None. 

Upon  which  result  the  President  de- 
clared the  motion  carried  and  Requisi- 
tions Nos.  298  and  299,  for  the  Engineer- 
ing Department,  as  read  and  shown  above, 
allowed. 

WEEKLY  REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report  in  ac- 
cordance with  the  rules  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  February 
18,  1893. 

The  same  was  read  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT : 

“Chicago,  Feb.  23,  1893. 
To  the  Honorable  the  Board  of  Trustees 

oj  the  Sanitary  District  of  Chicago: 

Gentlemen — I beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  February 
18,  1893,  as  the  same  have  been  reported 
to  me  : 


Engineering  Department ....  87 

Engineering  Department  (Sag 

Building) 12 

— 99 

Clerical  Department 3 

Treasury  Department 1 

Law  Department 9 

Total  employes 112 


Respectfully  submitted, 

(Signed)  Thomas  F.  Judge, 

Clerk.' 

AMENDMENTS  TO  REGULATIONS  NOS.  33 
AND  34. 

Under  “Unfinished  Business”  the 
amendments  to  regulations  Nos.  33  and 
34,  presented,  ordered  printed  and  laid 
over  at  the  meeting  held  February  15, 
1893  (page  1052  of  the  Proceedings),  were 
again  brought-  up.  The  amendments 
and  the  regulations  as  amended  were 
again  read . 


Mr.  Kelly,  seconded  by  Mr.  Cooley, 
moved  the  adoption  of  the  amendments. 

On  roll-call  the  vote  stood:  Yeas — 

Messrs.  Altpeter,  Cooley,  Eckhart,  Kelly 
Russell  and  Wenter— six  (6).  Nays— 
None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  amend- 
ments to  Regulations  Nos.  33  and  34 
adopted, 

The  following  are 

REGULATIONS  NOS.  33  AND  34  AS  AMENDED : 

“ Regulation  33— The  Chief  Engineer 
shall  select  the  following  assistants  as 
needed  by  him,  subject  to  confirmation 
by  the  Board:  One  Assistant  Chief  En- 
gineer at  a salary  not  exceeding  the  rate 
of  $3,600  per  annum;  one  Principal  As- 
sistant at  a salary  not  exceeding  the  rate 
of  $3,000  per  annum;  one  Principal  As- 
sistant at  a salary  not  exceeding  the  rate 
of  $2,700  per  annum;  one  Record  Clerk  at 
a salary  not  exceeding $1,500  per  annum; 
Assistant  Engineers  at  the  rate  of  $1,800 
to  $2,400  per  year  and  in  such  number 
as  may  from  time  to  time  be  authorized. 
Said  assistants  to  be  in  charge  of  such 
operations  as  may  be  assigned  by  the 
Chief  Engineer.  The  Assistant  Chief 
Engineer  shall  be  Acting  Chief  Engineer 
•when  authorized  by  the  Chief  Engineer 
and  in  his  absence.” 

“ Regulation  34— The  Chief  Engineer 
shall  appoint,  as  authorized  by  the  Board, 
such  employes  as  the  needs  of  the  service 
may  require,  who  shall  be  men  of  techni- 
cal competence  and  training  for  the 
duties  assigned  them  as  engineers  or 
draftsmen.  Sub-Assistant  Engineers  at 
the  rate  of  $125  to  $150 per  month;  instru- 
ment men  at  the  rate  of  $100  to  $125  per 
month ; recorders  at  the  rate  of  $75  to 
$100  per  month;  draftsmen  at  the  rate  of 
$75  to  $150  per  month.” 

approval  of  annual  report  of  at- 
torney. 

Mr.  Kelly,  Chairman,  presented  a re- 
port from  the  Joint  Committee  on  Judic- 
iary and  Finance,  returning  the  annual 
report  of  the  Attorney,  for  the  year  end- 
ing December  31,  1892,  presented  and 
referred  to  that  committee  at  the  meet- 
ing held  January  25th.  1893,  (page  1016 
of  Proceedings)  and  recommending  the 
approval  of  the  same;  and  the  report  was 
read. 

Mr.  Kelly,  seconded  by  Mr.  Altpeter, 
moved  that  the  report  be  adopted,  the 
recommendations  made  therein  con- 
curred in,  and  the  report,  with  enclosure. 
' placed  on  file. 
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Upon  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Cooley,  Eckhart,  Kelly, 
Russell  and  Wenter — six  (6).  Nays — 

None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  the  recommendations  made 
therein  concurred  in,  and  the  report, 
with  enclosure,  ordered  placed  on  file. 

The  following  is 

THE  REPORT  : 

“Chicago.  Feb.  23,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago  : 

Gentlemen— The  Joint  Committee  on 
Judiciary  and  Finance  to  whom  was  re- 
ferred the  annual  report  of  the  Law  De- 
partment, presented  at  the  meeting  held 
January  25,  1893,  after  examination  re- 
spectfully return  the  said  report  here- 
with, with  the  recommendation  that  it 
be  approved  and  placed  on  file. 

Respectfully  submitted, 

(Signed)  Thomas  Kelly, 

Chairman. 
John  J.  Altpeter, 

B.  A.  Eckhart, 

W.  H.  Russell, 

oint  Committee  on  Engineering  and 

Fmance .” 

PURCHASE  OF  “BEDER  AND  ELFELD 
LANDS.” 

Mr.  Eckhart,  -Chairman,  presented  a 
report  from  the  Joint  Committee  on  Fi- 
nance and  Engineering,  recommending 
the  purchase  of  right  of  way  lands  in 
Du  Page  County,  owned  by  Jacob  Beder 
and  Charles  Elfeld,  and  directing  the 
Clerk  to  pay,  on  the  voucher  of  the  At- 
torney, for  said  lands,  as  provided  in  the 
report;  and  the  report  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  adopted, 
the  recommendations  made  therein  con- 
curred in,  and  the  Clerk  directed,  on  the 
voucher  of  the  Attorney,  to  pay  said 
Jacob  Beder  and  Charles*  Elfeld  for  said 
lands,  as  provided  in  the  report. 

On  roli-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Cooley,  Eckhart,  Kelly, 
Russell  and  Wenter — six  (6).  Nays — 
None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  the  recommendations  made 
therein  concurred  in,  and  the  Clerk  di- 


rected, on  the  voucher  of  the  Attorney, 
to  pay  said  Jacob  Beder  and  Charles 
Elfeld  for  said  lands,  as  provided  in  the 
report. 

The  following  is 

the  report: 

“Chicago,  Feb.  23,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — The  Joint  Committee  on 
Finance  and  Engineering  have  reached 
an  agreement  for  the  purchase  of  lands 
necessary  for  the  corporate  purposes  of 
this  District,  hereinafter  more  particu- 
larly described,  from  the  following  per- 
sons at  the  prices  here  stated,  to-wit: 

From  Jacob  Beder,  the  land  hereinafter 
described,  for  the  sum  of  $1,364.25. 

From  Charles  Elfeld,  the  land  herein- 
after described,  for  the  sum  of  $385.00. 

Your  committee  recommend  that  the 
Clerk  of  this  District  be  authorized  and 
directed  to  pay,  on  the  voucher  of  the 
Attorney,  to  said  Jacob  Beder  the  sum 
of  $1,364.25  in  full  payment  for  the  fol- 
lowing described  land,  to-wit: 

All  that  pari;  of  the  north  fraction  of 
the  southeast  quarter  (£)  of  Section 
eleven  (11),  Township  thirty-seven  (37) 
north,  Range  eleven  (11),  East  of  the 
Third  Principal  Meridian,  lying  east  of  a 
line  parallel  with  and  1220.34  feet  east  of 
the  west  line  of  said  north  fraction  of  said 
southeast  quarter  G),  measured  along  the 
north  line-  of  said  north  fraction,  and 
lying  southeasterly  of  a line  drawn  'south- 
westerly from  a point  in  the  north  line 
of  said  north  fraction  2547. 6 feet  east  of 
the  center  of  said  section  to  a point  in 
the  west  line  of  said  north  fraction  1627.7 
feet  south  of  the  center  of  said  section, 
together  with  the  riparian  rights  there- 
of; containing  18.19  acres  more  or  less. 

Said  land  lying  and  being  situate  in  the 
County  of  DuPage,  in  the  State  of  Illi- 
nois. 

To  Charles  Elfeld  the  sum  of  $385.00  in 
full  payment  for  the  following  de- 
scribed land,  to-wit: 

That  part  of  Lot  six  (6)  of  a subdivision 
of  the  South  half  G)  of  Section  one  (1). 
Township  thirty-seven  (37)  North,  Range 
eleven  (11)  East  of  the  Third  Principal 
Meridian,  made  by  Horace  Brooks,  lying 
south  of  the  Chicago,  Santa  Fe  and  Cali- 
fornia Railway,  more  fully  described  as 
follows; 

Beginning  at  the  intersection  of  the 
southerly  boundary  line  of  the  right  of 
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way  of  said  Chicago,  Santa  Fe  and  Cali- 
fornia Railway  with  a line  parallel  with 
the  East  line  of  the  Southeast  quarter  (i) 
of  said  Section  one  (1)  and  1,320  feet  west 
thereof,  measured  along  the  North  line 
of  said  Southeast  quarter  (£);  thence 
south  along  said  line  parallel  with  the 
East  line  of  said  Southeast  quarter  (J)  to 
the  center  thread  of  the  current  of  the 
Desplaines  River, or  the  boundary  line  be- 
tween DuPage  and  Cook  counties;  thence 
easterly  along  said  center  thread  to  a line 
parallel  with  said  east  line  of  said  south- 
east quarter  (i)  and  1148.48  feet  west 
thereof,  measured  along  the  north  line 
of  said  southeast  quarter  (i);  thence  north 
along  said  line  parallel  with  said  east 
line  to  the  southerly  boundary  line  of  the 
right  of  way  of  the  Chicago,  Santa  Fe 
& California  Railway;  thence  westerly 
along  said  southerly  boundary  line  to  the 
point  of  beginning.  Said  land  being  a 
part  of  said  Lot  six  (6)  which  was  con- 
veyed to  said  Charles  Elf  eld  by  Anthony 
Rohmer  and  wife  by  warranty  deed  dated 
April  23,  1890,  and  recorded  in  Book  64 
of  deeds  of  Du  Page  County,  page  425. 

Said  land  lying  and  being  situate  in  the 
the  County  of  Du  Page,  in  the  State  of 
Illinois. 

Respectfully  submitted, 

(Sighed)  B.  A.  Eckhart, 

Chairman . 
W.  H.  Russell, 
Thomas  Kelly, 

L.  E.  Cooley, 

John  J.  Altpeter, 

Joint  Committee,  on  Finance  and  En- 

gineerinq” 

SANITARY  INSPECTOR  TO  BE  MADE  OF- 
FICER OF  STATE  BOARD  OF  HEALTH. 

President  Wenter  suggested  that  the 
Committee  on  Health  and  Public  Order 
be  directed  to  take  the  necessary  steps 
toward  having  the  Sanitary  Inspector 
sworn  in  as  an  officer  of  the  State  Board 
of  Health. 

Thereupon  by  unanimous  consent  the 
Committee  was  directed  to  take  the 
necessary  steps  toward  having  the  Sani- 
tary Inspector  sworn  in  as  such  officer. 

OVERFLOW  MAP  OF  THE  DESPLAINES 
VALLEY  TO  BE  PREPARED. 

Mr.  Cooley  presented  an  order  direct- 
ing the  Chief  Engineer  to  prepare  and 
lay  before  the  Board  a map  and  profile 


showing  the  overflow  in  the  Desplaines 
Valley  as  provided  in  the  order;  and  the 
same  was  read 

Mr.  Cooley,  seconded  by  Mr.  Kelly, 
moved  the  adoption  of  the  order. 

Dpon  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Cooley,  Eckhart,  Kelly, 
Russell  and  Wenter— six  (6).  Nays — 
None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
passed,  and  the  Chief  Engineer  so  in- 
structed. 

The  following  is 

THE  ORDER : 

“ Ordered,  That  the  Chief  Engineer 
prepare  and  lay  before  this  Board  as  soon 
as  practicable  a map  and  profile  showing 
extent  and  height  of  overflow  in  the 
Desplaines  Valley  below  the  Riverside 
dam,  and  throughout  the  territory  be- 
tween Bridgeport  and  Lake  Joliet,  for 
the  floods  of  May  and  June,  1892,  and 
that  he  show  on  said  map  any  restrain- 
ing works  and  river  changes  now  auth- 
orized or  proposed,  and  the  location  of 
the  right  of  way  of  the  District  as  now 
determined.” 

INVESTIGATION  OF  OVERFLOW  AND  RE- 
MOVAL OF  DAMS  IN  THE  ILLINOIS  RIVER. 

Mr.  Cooley  suggested,  in  view  of  a reso 
lution  recently  introduced  into  the  Illi- 
nois House  of  Representatives  by  Repre- 
sentative Tice,  with  reference  to  the 
overflow  of  the  bottom  lands  and  the 
removal  of  dams  in  the  Illinois  River, 
that  the  Committee  on.  Federal  Rela- 
tions should  take  cognizance  of  the 
matter 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
then  moved  that  the  Committee  on  Fed- 
eral Relations  be  directed  to  take  cog- 
nizance of,  and  recommend  such  action 
as  they  might  deem  proper  with  refer- 
ence to  the  resolution  introduced  into  the 
State  Legislature,  concerning  the  over- 
flow of  the  bottom  lands  and  the  removal 
of  dams  in  the  Illinois  River* 

The  motion  prevailed  unanimously  and 
the  Committee  on  Federal  Relations  was 
so  instructed. 


ADJOURNMENT. 

Upon  motion  of  Mr.  Kelly,  seconded  by 
Mr.  Altpeter,  the  Board  then  adjourned. 

Tiios.  F.  Judge, 
Clerk. 
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PROCEEDINGS 

OF  THE 


Board  of  Trustees, 

OF  THE— 

Sanitary  District  of  Chicago. 


MARCH  1.  1893. 


OFFICIAL  RECORD. 


REGULAR  MEETING. 

The  one  hundred  and  fifty-ninth  reg- 
ular meeting  of  the  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago  was  held 
in  their  rooms,  Rialto  Building,  Wednes- 
day, March  1,  1893,  at  2 o’clock  P.  M. 

President  Wenter  called  the  Board  to 
order. 

Upon  roll-call  Messrs.  Altpeter,  Bolden- 
weck,  Cooley,  Eckhart,  Kelly,  Russell 
and  Wenter — seven  (7)  — and  subse- 
quently Mr.  Prendergast,  making  a total 
of  eight  (8)  members  were  present. 

MINUTES. 

The  minutes  of  the  regular  meeting 
held  February  22,  1893,  and  of  the  ad- 
journed session  of  the  same  meeting 
held  February  23,  1893,  were  approved 


as  printed  on  motion  of  Mr.  Kelly,  sec- 
onded by  Mr.  Boldenweck. 

VOUCHERS. 

The  Clerk  presented  the  following 
vouchers: 

PAY  ROLLS. 

Eng.  Dept.,  Chief  Engi- 
neer’s roll,  February, 

1893 $1,650  00 

Eng.  Dept.,  Div.  No.  1, 
week  ending  Feb.  25, 

1893 1,195  80 

Eng.  Dept.,  Div.  No.  1, 

(sag  Building)  week 
ending  Feb.  25,  1893  14  40 

Eng.  Dept.,  Div.  No.  2, 
week  ending  Feb.  25. 

1893 .'  276  60 

Eng.  Dept.,  Div.  No.  3, 
weekending  Feb.  25, 

1893 413  70 

Eng.  Dept.,  Div.  No.  4, 
week  ending  Feb.  25, 

1893.. 


49  20 
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Eng.  Dept.,. discharged 
men’s  roll,  February, 
1893 

Clerical  Dept.,  Clerk’s 
roll,  February,  1893. . 

Clerical  Dept.,  office 
roll,  week  ending 
Feb.  25,  1893 

Treasury  Dept.,  Treas- 
urer’s roll,  February, 
1893 

Law  Dept:,  Attornevs 
roil,  Febrdary,  1893.. 

Law  Dept.,  mriet  roll, 
February,  1893 

Law  Dept.,  office  roll, 
week  ending  Feb.  25, 
1893 

General  account,  Sani- 
tary Inspector’s  rolf, 
February,  1893. 

General  account,  Trus- 
tees’ roll,  February, 
1893 , 


98  30 

8 3,698  00 

483  33 

39  00 

622  33 

166  66 

1,508  33 
458  34 

63  00 

2,029  67 

200  00 
2.333  33 

2 533  33 


.Total $ 8,919  99 

ENGINEERING  DEPARTMENT. 

Robt.  H.  Cowdrey, 

(sundries) 8 12  55 

Robt.  H.  Cowdrey, 

(Linn  tree  claim)  . .. . 175  00 

A.  C.  Schrader,  (emer- 
gency)  29  00 

216  55 

LAW  DEPARTMENT. 


Mr.  Kelly,  seconded  by  Mr.  Bolden- 
weck,  moved  that  the  vouchers,  as  read 
and  shown  above  be  approved,  and 
ordered  paid. 

On  roll-call  the  vote  stood  : Yeas — 
Messrs.  Altpeter,  Roldenweck,  Cooley, 
Eckhait,  Kelly,  Russell  and  Wenter — 
seven  (7).  Excused  and  not  voting — 
Mr.  Prendergast— one  (1).  Nays — None. 

(Mr.  Cooley  voted  “aye”  on  all  vouch- 
ers except  for  salaries  for  Assistant  En- 
gineers.) 

Upon  which  result  the  President  de- 
clared the  motion  carried  and  the  vouch- 
ers, as  read  and  shown  above,  approved 
and  ordered  paid. 

REQUISITIONS. 

The  Clerk  presented  the  following 
requisitions: 

No.  301,  Engineering  Department 


(carbon  paper) § 12  00 

No.  3U2,  Engineering  Department 

(printing  form  11) 12  00 

No.  303,  Engineering  Department 

(ruled  paper) 50  00 

No.  304,  Engineering  Department 
(lithographed  letter  heads  and 

envelopes). 88  00 

No.  305,  Engineering  Department 

(Transit  and  Level  Books) 97  00 

No.  306,  Engineering  Department 

(tracing  paper) 9 00 

No.  307,  Engineering  Department 
(document  boxes) 10  00 


Jos.  Donnersberger, 
(right of  way  services, 


expert) 8 250  00 

M.  C.  Coveil  <fc  Bons, 

(Overy) 80  00 

U.  W.  Weston,  (expense, 

expert  witnesses 725  00 

W.  D.  Barge,  (travel- 


CLERICAL  DEPARTMENT. 

Waukesha  llygeia 
Mineral  Springs  Co. 

(water) 8 5 00 

Jacobs,  Coles  & Co. 

(stationery) '. . 100 

6 00 


Total... $278  00 


Mr.  Kelly,  seconded  by  Mr.  Cooley, 
moved  that  Requisition  No.  304,  for  the 
Engineering  Department,  as  read  and 
shown  above,  be  referred  to  the  Commit- 
tee on  Engineering. 

The  motion  prevailed  unanimously  and 
it  was  so  oidered. 

Mr.  Kelly,  seconded  by  Mr.  Cooley, 
then  moved  that  Requisitions  Nos.  301 
to  303,  inclusive,  and  Nos.  305  to  307,  in- 
clusive, all  for  the  Engineering  Depart- 
ment, as  read  and  shown  above,  be 
allowed. 


GENERAL  ACCOUNT. 

Thos.  F.  Judge,  (pay- 
roll and  sundry  ex- 
penses)  8 11  17 

John  F.  Biggius, (print- 
ing February  Pro- 
ceedings)  •.  82  72 

93  89 

Grand  total 810.334  08 


On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck.  Cooley. 
Eckhart,  Kelly,  Prendergast,  Russell  and 
Wenter — eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried  and  Requisi- 
tions Nos.  301  to  303,  inclusive,  and  Nos. 
305  -to  307,  inclusive,  for  the  Engineer- 
ing Department,  as  read  and  shown  above, 
allowed. 
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WEEKLY  REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report  in  ac- 
cordance with  the  rules  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  February 
25,  1893. 

The  same  was  read  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT : 

“Chicago,  Feb.  28,  1893, 

To  the  Honorable  the  Board  of  Trustees 

oj  the  Sanitary  District  of  Chicago: 

Gentlemen — I beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  February 
25,  1893,  as  the  same  have  been  reported 
to  me  : 


Engineering  Department 87 

Engineering  Department  (Sag 

Building) 1 

— 88 

Clerical  Department 3 

Treasury  Department 1 

Law  Department 9 

Total  employes 101 


Respectfully  submitted, 

(Signed)  * Thomas  F.  Judge, 

Clerk.” 

CHANGE  OF  GRADE  IN  MAIN  CHANNEL. 

The  Clerk  presented  a report  from  the 
Chief  Engineer  with  reference  to  pro- 
posed change  of  grade  in  Main  Channel; 
and  same  was  read. 

Mr.  Bolden  week,  seconded  by  Mr.  Alt- 
peter,  moved  that  the  report  be  referred 
to  the  Joint  Committee  on  Engineering 
and  Judiciary,  with  instructions  to  re- 
port back  to  the  Board. 

The  motion  prevailed  unanimously  and 
the  report  was  so  referred. 

The  following  is 

THE  REPORT. 

“Chicago,  March.  T,  1893. 
To  the  Honorable  Board  of  Trustees  of 

the  Sanitary  District  of  Chicago: 

Gentlemen — In  my  annual  report  in 
speaking  of  the  slope  given  to  the  Main 
Drainage  Channel,  I stated  that 

“The  slope  for  the  Earth  Section  is 
specified  to  be  3 in  100,000,  and  for  the 


Rock  Section  8 in  100,000.  The  oasis- 
for  determining  these  slopes  was  adopted 
for  the  preliminary  estimates,  before  the 
specifications  were  made,  and  was  in- 
tended to  be  amply  safe  whatever  the 
character  of  the  channel. 

The  contracts  were  let  upon  the  same 
basis  but  with  a special  proviso  that  the 
board  should  have  the  right  to  change 
the  grade  by  raising  or  lowering  it.  The 
adoption  of  the  channeling  machine  for 
taking  out  the  sides  of  the  rock  channel 
and  the  walling  of  the  earth,  portions  of 
the  same,  together  with  the  general 
character  of  the  work  and  the  kind  for 
bottom  which  it  will  form,  insures  of 
the  rock  section  of  the  work  an  unusually 
uniform  and  smooth  channel,  perfectlv 
staple  in  character,  which  I believe  will 
permit  of  a reduction  of  the  slope,  and 
result  in  a saving  in  the  cost  of  excava- 
tion of  several  hundred  thousand  dollars. 

I will,  at  an  early  day,  recommend  the 
amount  of  reduction  which  I consider 
can  be  safely  made  in  this  direction.’^ 

The  provisions  of  the  contracts  for  the 
rock  portion  of  the  Main  Channel,  Sec- 
tions 1 to  14  inclusive,  provide  in  Article 
3 as  follows: 

“3.  Grade.— The  grade  line  of  the 
bottom  of  said  Main  Channel  at  the  sta- 
tion designated  740  shall  be  at  an  eleva- 
tion of  24  feet  below  the  datum  estab- 
lished by  the  Illinois  and  Michigan  Canal 
Trustees  in  1847,  and  shall  slope  thence 
uniformly  at  the  rate  of  0.08  of  a foot 
vertical  to  1,000  feet  horizontal  to  the 
end  of  the  standard  excavation  at  Sta- 
tion 1480,  where  it  shall  have  an  eleva- 
tion of  29.92  feet  below  datum. 

The  Sanitary  District  reserves  the 
right  to  change  said  grade  by  raising  or 
lowering  it,  or  by  increasing  or  decreas- 
ing the  slope,  thereby  increasing  or  de- 
creasing the  amount  of  excavation;  pro- 
vided, that  said  change  shall  in  nowise 
affect  the  terms  of  this  contract  as  to 
price  or  entitle  the  said  contractor  to  any 
compensation  additional  to  the  rate  fixed 
by  this  contract,  or  render  the  Sanitary 
District  liable  for  any  damages  whatso- 
ever, direct  or  indirect.  Provided, 
further,  that  the  said  change  shall  in  no 
place  affect  the  grade  by  an  amount  ex- 
ceeding four  feet;  and  that  the  Sanitary 
District  shall  notify -the  said  contractor 
of  any  such  change  before  any  portion  of 
said  channel  shall  have  been  finished. in 
conformity  to  the  grade  as  hereinbefore 
specified.” 

On  further  consideration  of  this  sub- 
ject I now  recommend  that  the  part  of 
the  foregoing  article  of  the  contract 
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relative  to  the  slope  be  made  to  read, 
0.053  of  a foot  vertical  to  1,000  feet  hori- 
zontal instead  of  0.08,  and  that  29.92 
be  made  27.92.  This  will  make 
a saving  in  the  Main  Channel  of  504,100 
cubic  yards  of  rock  excavation  between 
Willow  Springs  and  the  proposed  regu- 
lating works,  which  at  the  average  price 
of  78.28  cents  amounts  to  §394,600,  and  a 
difference  of  438,500  cubic  yards  of  rock 
or  §319,280  between  Willow  Springs  and 
Station  1480,  the  end  of  Section  14. 

The  estimates  for  the  extension  of  the 
Main  Channel  this  day  submitted  are 
based  upon  this  change. 

In  making  the  change  proposed  we 
will  take  no  risk  of  reducing  the  channel 
below  the  capacity  required  by  law.  As 
stated  in  the  annual  report,  the  slope 
first  used  was  adopted  for  the  preliminary 
estimates  and  was  intended  to  be  safe  for 
a very  rough  and  irregular  channel  and 
with  the  intention  of  reviewing  the 
whole  question  carefully  as  soon  as  the 
general  character  of  the  channel  was  de- 
termined and  time  could  be  found  to 
fully  consider  the  subject. 

Respectfully  submitted, 

(Signed)  Benezette  Williams, 
Chief  Engineer 

MAPS  FOR  BOARD  ROOM. 

The  Clerk  presented  a report  from  the 
Chief  Engineer,  accompanied  by  ten  (10) 
maps,  prepared  and  presented  in  compli- 
ance with  an  < rder  passed  November  16, 
1892,  (page  884  of  the  proceedings;)  and 
the  report  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Cooley, 
moved  that  the  report  be  printed,  and 
placed  on  file. 

The  motion  prevailed  unanimously  and 
it  was  so  ordered. 

The  following  is 

the  report: 

“ Chicago,  March.  1,  1893. 

To  the  Honorable  the  Board  of  Trustees 

Of  the  Sanitary  District  of  Chicago: 

Gentlemen— In  accordance  with  the 
order  of  your  Honorable  Board,  passed 
November  16,  1892,  (page  884  of  Proceed- 
ings,) I beg  to  submit  herewith  ten  maps 
and  charts  as  follows: 

Map  showing  location  and  size  of  sew- 
ers, 1 892. 

Map  showing  location  and  size  of  water 
pipes,  1892. 


Map  showing  distribution  of  popula- 
tion, 1880,  18S6,  1892. 

Map  showing  contours  from  topograph- 
ical chart  made  in  1889  by  Drainage  and 
Water  Supply  Commission. 

Map  showing  location  of  deaths  by- 
zymotic  diseases,  1890. 

Map  showing  location  of  deaths  by 
zymotic  diseases,  1891. 

Map  showing  location  of  deaths  by 
zymotic  diseases.  1892. 

Map  showing  location  of  deaths  by- 
typhoid  fever,  1890. 

Map  showing  location  of  deaths  by 
typhoid  fever,  1891. 

Map  showing  location  of  deaths  by 
typhoid  fever,  1892.  . 

Which  cover  items  1,  2,  4,  5 and  9 of 
said  order. 

Respectfully  submitted, 

(Signed)  Benezette  Williams, 
Chief  Engineer.'11 
( Accompanied  by  ten  {10)  maps.) 

COMPARISON  OF  FLOOD  WATERS'. 

The  Olerk  presented  a report  from  the 
Chief  Engineer,  accompanied  by  tables, 
being  an  investigation  and  comparison  of 
previous  and  the  recent  floods  in  the 
basins  of  the  Chicago,  Desplaines  and 
Illinois  Rivers,  made  in  response  to  an 
order  passed  June  1,  1892,  (page  535  of 
the  proceedings) ; and  the  report  was 
read. 

Mr.  Cooley,  seconded  by  Mr  Eckhart, 
moved  that  the  report  be  printed  and 
referred,  with  enclosures,  to  the  Com- 
mittee on  Engineering,  with  instructions 
to  report  back  to  the  Board. 

The  motion  prevailed  unanimously, 
and  it  was  so  ordered. 

The*  following  is 

THE  REPORT: 

“Chicago,  March  1,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — In  accordance  with  the 
order  dated  June  1,  (page  535  of  Proceed- 
ings), with  reference  to  flood  measure- 
ments, I herebv  submit  a communica- 
tion of  Mr.  T.  T.  Johnston,  Principal  As- 
sistant Engineer,  transmitting  the 
records  of  the  measurements  referred  to. 
All  the  documents  mentioned  by  Mr. 
Johnston  are  submitted,  except  the  plats 
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and  diagrams,  which  are  retained  in  this 
office  to  be  copied. 

Respectfully  submitted, 

(Signed)  Benezette  Williams, 
Chief  Engineer. 

(Accompanied  by  communication  and 
'eighteen  (18)  appendices.) 


“Chicago,  Feb.  7,  1893. 
Mr.  Benezetle  Williams,  Chief  Engineer: 

Dear  Sir— The  following  statement  of 
the  results  of  the  flood  observations,  per- 
taining to  the  flood  period  of  May  and 
June,  1892,  is  made  in  conformity  with 
your  instructions. 

(1).  Morris,  Ills.— 

Morris  is  located  on  the  Illinois  River  a 
few  miles  below  the  confluence  of  the  Des- 
plaines,  Kankakee,  and  Du  Page  Rivers. 
There  is  submitted  herewith  : 

(a)  Plat  of  the  vicinity  and  observations 
of  the  flood  measurements.  (Plat  No.  1, 
enclosure  No.  1. ) 

(b)  Plats  of  the  individual  measure- 
ments of  flow,  including  cross  sections  at 
all  stages  of  the  river,  also  variations  of 
velocity  and  of  flow  throughout  the  width 
of  the  sections.  (Flat  No.  2,  enclosure 
No.  2.) 

(c)  Plat  showing  the  variations  of  flow 
(discharge),  velocity  and  area  with  gauge 
readings,  both  for.  main  channel  of  river 
and  for  overflow  section  in  flood  times. 
)Plat  No.  3,  enclosure  No.  3.) 

(d)  Tabulation  of  the  various  flow 
measurements,  together  with  the  several 
elements  involved.  ( Enclosure  No.  4. ) 

The  period  of  observations  extended 
through  portions  of  May,  June  and  July, 
1892,  as  indicated  in  the  tabulations. 

The  velocity  measurements  in  the  Main 
Channel  of  the  river  were  made  by  use  of 
tnid-depth  floats.  The  measurements  of 
overflow  sections  were  made  by  use  of 
weighted  rod  floats  run  ‘'log”  fashion,  but 
earefully  timed  and  oriented  by  compass. 
The  profiles  of  cross-sections  were  deter- 
mined at  stage  of  low  water,  the  river  bed 
not  being  of  a changeable  character. 

The  flows  measured  were  purely  rain 
waters,  uninfluenced  by  cold  weather  or 
ice.  Plat  No.  3 speaks  for  the  accuracy  of 
measurements  wh  ich  were  conducted  by  a 


party  fully  experienced  in  such  work.  It 
may  not  be  out  of  place  to  say  that,  after 
the  examinations  and  construction  of  very 
many  plats  similar  to  No.  3,  applying  to 
other  rivers,  that  this  plat  is  instructive 
in  a peculiarly  rare  degree,  not  only  as  to 
the  capacity  of  this  part  of  the  Illinois 
River,  but  in  a general  hydraulic  sense. 

Mr.  C.  L.  Harrison,  Assistant  Engineer, 
had  immediate  charge  of  the  field  opera- 
tions. 

(2) .  South  Branch  Chicago  River— 

The  measurements  of  flow  were  made 

immediately  south  of  Eighteenth  street^ 
opposite  the  elevator  on  east  side  of  the 
river,  and  where  the  sections  were  favora- 
ble for  such  work.  There  is  submitted 
herewith: 

(a)  Plats  of  individual  measurements  of 
flow  similar  to  those  pertaining  to  Morris. 
(Plat  No.  4,  enclosure  No.  5.) 

(b)  Piat  showing  (1)  variation  of  flow, 
area  and  velocity  at  Eighteenth  street, 
with  the  total  fall  of  water  surface  between 
Bridgeport  and  Lake  street,  and  (2)  the 
variation  of  flow  with  the  total  fall  of  water 
surface  between  other  points  as  indicated 
on  the  plat.  (Plat  No.  5,  enclosure  No.  fi.) 

(c)  Tabulation  of  the  various  flow 
measurements,  together  with  the  several 
elements  involved.  (Enclosure  No.  7)# 

The  period  of  observation  of  flow  was 
confined  to  the  May  flood,  the  data  obtained 
then  being  so  comprehensive  that  the  avail- 
able forces  were  assigned  to  other  important 
observations  in  June. 

All  the  flow  measurements  were  made  by 
means  of  rod  floats  immersed  to  as  .near 
full  depth  as  practicable. 

As  at  Morris  the  flow  was  not  influenced 
by  ice  or  cold  weather. 

This  work  affords  the  rare  opportunity  to 
correlate  flow  in  one  and  the  same  large 
channel  with  a wide  variation  of  slope  or 
fall  of  water  surface,  varying  from  nothing 
to  six  feet  in  a distance  of  about  20,000  feet. 
Of  this  more  will  appear  further  on  in  the 
report.* 

Mr.  Ebin  J.  Ward,  Assistant  Engineer, 
had  immediate  charge  of  the  field  opera- 
tions. 

(3) .  North  Branch  Chicago  River— 

The  measurements  of  flow  were  made 

just  above  Clybourn  place.  There  is  sum 
mitted  herewith: 
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(a)  Plats  of  the  individual  measurements 
of  flow  similar  to  those  pertaining  to  Mor- 
ris. (Plat  No.  6,  enclosure  No.  8). 

(b)  Tabulation  (1)  of  the  measurements 
of  flow  and  attendant  elements,  and  (2)  of 
the  estimated  flow,  fall  of  water,  surface, 
etc.,  June  20th  to  27th,  inclusive.'  (Enclos- 
ure No.  9). 

The  measurements  were  made  in  June, 
the  May  flood  having  passed  so  quickly 
that  parties  could  not  then  be  organized  for 
the  work.  Measurements  were  necessarily 
few  in  number  because  the  flood  passed 
so  quickly  and  because  the  force  was  not 
available  for  continuous  work. 

The  measurements  were  made  by  use  of 
rod  floats,  as  in  the  South  Branch. 

Mr.  A.  E,  Kastl,  Assistant  Engineer, 
had  immediate  charge  of  the  field  opera- 
tions. 

( 4 .)  Grafton,  Ills.— 

The  measurements  were  made  in  the 
Illinois  River  13^  miles  above  its  mouth. 
There  is  submitted  herewith: 

(a)  Plats  of  the  individual  measure- 
ments of  flow7  similar  to  those  pertaining 
to  Morris.  (Plat  No.  7,  Enclosure  No.  10.) 

(b)  Tabulation  of  the  measurements  of 
flow  and  attendant  elements.  (Enclosure 
No.  li.) 

These  measurements  were  made  in  May, 
the  flood  of  which  month  was  higher  than 
the  June  flood  in  'the  Lower  IJlitfois 
River. 

The  measurements  were  made  by  use  of 
mid-depth  floats  in  Main  Channel  and  in 
overflow  seetion  by  means  of  weighted 
rod  floats  run  “log”  fashion,  but  carefully 
timed  and  oriented  by  compass. 

The  flow  of  the  river  at  this  point,  it  must 
be  remembered,  is  largely  dependent  on 
the  condition  of  the  Upper  Mississippi 
River.  The  data  bearing  on  this  matter 
will  be  found  in  the  work  now  being  done 
by  Mr.  Ebin  J.  Ward,  with  reference  to 
floods  in’.the  Illinois  River. 

Mr.  C.  L.  Harrison,  Assistant  Engineer, 
had  imimdiate  charge  of  the  field  opera- 
tions, he  having  made  similar  measure- 
ments at  this  same  place  some  years  since 
for  the  United  States  Government. 

(5. ) Desplaines  River  at  Joliet.— 

A special  examination  of  the  . flood 
<lume  at  time  of  highest  water  May  5th, 
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1892,  at  the  upper  dam  over  the  Desplaines 
at  Joliet  was  made. 

It  forms  the  subject  of  a report  by  H.  A. 
Miller, 'Sub.  Asst.  Engineer,  and  is  submit- 
ted herewith  as  enclosures  Nos.  12  and  13. 

The  flow  at  this  time  appears  to  be  the 
largest  of  which  there  is  any  record,  and 
seems  to  have  b3en  due  from  a local  ‘-cloud 
burst”. 

In  addition  to  the  above  direct  measure- 
ments, of  flow  there  is  submitted  the 
following  pertinent  matter. 

( 1 ) .  Hourly  floiv  of  Chicago  River— 

This  table  Contains : 

(a)  Hourly  flow  of  the  South  Branch  of 
the  Chicago  River  during  the  June  flood, 
deduced  by  means  of  recorded  gauge  read- 
ings and  curves  in  plat  No.  5. 

(b)  Hourly  flow  of  North  Branch  as  re- 
corded in  enclosure  N o.  9,  herewith. 

(c)  Hourly  flow  for  same  period,  from 
the  main  river  into  Lake  Michigan,  being  a 
combination  of  the  simultaneous  quantities 
in  enclosure  No.  14,  (a  and  b). 

(2) .  Hour  ly  flow  of  the  Desplaines  River 
□«i  Riverside— 

This  table  contains  the  hourly  flow,  in 
cubic  feet  per  minute  at  Riverside,  deduced 
from  the  curves  established  by  the  meas- 
urements made  in  1887,  mo&tly  by  the  writer 
of  this  report,  under  direction  of  the 
Chicago  Drainage  and  Water  Supply  Com- 
mission. Enclosure  No.  15. 

(«?).  Hourly  flovp  of  tfle,  Desplaines  River 
at  Joliet— 

This  table  is  self  explanatory.  The  flow 
was  computed  by  use  of  the  weir  formula 
from  head  on  the  upper  dam.  The  co-effi- 
cient 3.33  was  chosen  so  as  to  indicate  the 
largest  possible  flow.  The  smallest  possi- 
ble flow  would  probably  follow  by  using 
co-eflicient  3.10.  Corrections  can  readily  be 
made.  (Enclosure  No.  16.) 

(4) .  Velocities  of  Flow  in  the  South 
Branch  of  Chicago  River — 

These  tables  pertain  to  floods  of  both 
May  and  June.  They  were  compiled  by 
taking*  flow  as  established  in  other  enclo- 
sures, and  thence  computing  the  velocities 
of  flow  at  various  hours  through,  certain 
measured  cross-sections  at  the  poihts  indi- 
cated. (Enclosures  No.  17  and  18.) 

(5) .  Gauge  Readings— 

These  tables  are  a record  of  the  various 
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gauges  maintained  during  the  May  and 
June  floods,  and  extend  to  August  1, 1892. 
<6).  High  Water  Marks— 

Enclosures  No.  20,  21  and  22  pertain  to 
high  water  marks  in  Kankakee  River. 

Enclosure  No.  23  pertains  to  high  water 
marks  at  Joliet. 

(7).  Ram-fall  Record— 

Enclosure  No:  24  is  a record  of  the  rain- 
fall at  Chicago  for  the  years  187! -1892,  in- 
clusive, taken  from  the  United  States 
Signal  Service  records. 

(8. ) Hydraul  ic  Elements  of  South  Branch 

Measurements. 

These  are  submitted  as  Enclosure  No. 
25  because  they  add  a new  and  important 
fund  of  information  to  hydraulic  science  in 
as  much  as  a measure  of  resistance  is  de- 
termined in  a long  and  obstructed  chan- 
nel like  the  South  Branch  of  the  Chicago 
River. 

The  slopes  are  based  on  levels  of  pre- 
cision. The  flow  was  measured  by  means 
of  rod  floats.  The  wide  variation  of  slope 
constitutes  a peculiar  feature.  This  en- 
closure should  be  studied  in  connection 
with  Plat  No.  5. 

It  is  proper  to  suggest  in  this  connection 
that,  in  case  this  report  is  published,  the 
measurements  of  flow  at  Riverside  in  the 
JDesplaines  River,  now  on  tile  in  your  office, 
be  aiso  published,  together  with  the  curves 
showing  the  variation  of  flow,tarea  and 
velocity,  with  gauge  readings. 

Also,  that  all  the  plats  forming  parts  of 
this  report,  except  those  giving  graphical 
representations  of  individual  flow  measure- 
ments, be  published,  together  with  all 
the  enclosures. 

Very  truly, 

(Signed)  Thos.  T.  Johnston, 

First  Principal  Assistant  Engineer .” 

REPORT  ON  TAIL  RACE— LOCKPORT  TO 
JOLIET. 

The  Clerk  presented  a report  fropa  the 
Chief  Engineer,  aceotnpanied  by  five  (5) 
maps,  submitting  plans  for  tail  race  from 
the  end  of  the  Main  Channel  near  Lock- 
port  to  the  upper  basin  at  Joliet,  on 
three  routes;  and  the  report  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Bolden- 
week,  moved  that  the  report  be  printed, 
and  with  maps  accompanying,  referred 


to  the  Committee  on  Engineering  and 
Finance. 

The  motion  prevailed  unanimously  and 
it  was  so  ordered. 

The  following  is 

THE  REPORT: 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— I beg  to  report  hereby  up- 
on the  extension  of  the  MainDrainnge  Chan- 
nel below  the  end  of  Section  14,  ope  mile 
above  Lockport,  and  the  necessary  work  to 
conduct  the  water  discharged  by  the  said 
channel  and  the  Desplaines  River  to  the 
lower  end  of  the  upper  basin  at  Joliet  at 
what  is  known  as  Dam  No.  1 of  the  Illinois 
and  Michigan  Canal  improvements. 

The  report  contains  no  recommendations 
regarding  Dam  No.  1 and  embraces  none 
of  the  work  needed  below  said  dam, 
through  the  City  of  Joliet,  for  the  reason 
that  1 have  not  been  able  to  give  sufficient 
study  to  this  question  to  enable  a plan  to 
be  properly  submitted. 

The  work  above  the  dam  is,  however, 
not  dependent  upon  that  below,  since  what- 
ever is  done,  all  water  flowing  througn  the 
City  of  Joliet  must  pass  through  the  upper 
basin  and  at  a level  not  materially  differ- 
ent from  the  present  water  level  of  said 
basin. 

PROBLEM  STATED. 

The  reach  covered  by  this  report,  as 
above  described,  is  about  28,600  feet,  or  5.4 
miles  long. 

The  level  of  the  ground  at  Station  1480, 
the  lower  end  of  Section  14,  is  7.5  feet  be- 
low datum, and  the  level  of  the  water  in  the 
upper  basin  is  ordinarily  41  feet  below. 

The  work  divides  Itself  into  two  main 
branches,  which  are  quite  dissimilar  in  the 
purposes  to  be  accomplished. 

1.  The  extension  of  the  Main  Channel, 
which  will  be  subject  to  the  influence  of 
the  level  of  the  water  in  Lake  Michigan, 
and  the  works  necessary  to  regulate  the 
discharge  therefrom,  and, 

2.  The  channels  and  works  necessary  to 
conduct  and  constrain  the  water  discharged 
by  the  Main  Channel  and  the  Desplaines 
River,  from  the  regulating  works  to  Dam 
No.  1. 

The  first  branch  of  the  subject  involves 
the  extension  of  the  Mam  Channel  to  a 
point  1000  feet  above  the  Lockport  road 
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■where  the  ground  is  sufficiently  low  to 
admit  of  a free  discharge  therefrom  under 
the  least  favorable  conditions,  and  where 
regulating  works  can  be  erected  that  will 
limit  and  control  the  amount  of  discharge. 
In  explanation  of  this  it  should  be  said, 
that  in  proportioning  the  Main  Channel 
and  fixing  the  grade  thereof  it  has  been 
necessary  to  use  low  water  in  Lake  Michi- 
gan as  the  initial  level,  and  to  provide  for 
such  a slope  and  cross  section  of  channel 
as  will  allow  the  required  amount  of  water 
to  pass  through  it.  Conditions  suited. to  a 
lake  level  below  datum  would  be  illy  suited 
to  a level  four  or  five  feet  higher,  unless 
there  was  some  way  to  regulate  the  dis- 
charge of  water  from  the  lower  end  of  the 
channel. 

Records  kept  by  the  City  of  Chicago  of 
the  fluctuations  of  Lake  Michigan,  extend- 
ing over  a period  of  39  years,  from  1851  to 
1892  inclusive,  show  that  the  monthly  aver- 
age heights  of  the  lake  have  varied  from 
minus  % of  one  foot  to  plus  3%  feet  a total 
variation  in  monthly  averages  of  4 % feet, 
and  that  under  the  influence  of  winds  and 
other  transitory  causes  its  level  has  at  times 
been  4^  feet  above  datum,  and  has  fre- 
quently fluctuated  over  a range  of  3 feet 
and  sometimes  as  much  as  4 feet  in  one 
month.  A channel  properly  connected 
with  the  Lake  and  giving  a minimum  dis- 
charge of  600,000  cubic  feet  of  water  per 
minute,  would,  under  high  water  condi- 
tions give  a maximum  discharge  of  V00,C00 
cubic  feet  per  minute,  if  the  outlet  at  the 
lower  end  were  unrestrained. 

Again,  provisions  must  be  made  to  stop 
all  flow  through  the  channel  if  necessary, 
and  indeed  to  so  regulate  the  flow  that  any 
quantity  of  water  less  than  the  maximum 
may  be  discharged  at  will.  Provisions 
must  also  be  made  for  the  free  passage  of 
ice.  To  fulfill  these  conditions  it  is  neces- 
sary that  the  lower  end  of  the  Main  Channel 
shall  be  so  constructed  and  provided  with 
regulating  works,  that  the  surface  of  the 
water  may  assume  any  level  from  eight 
feet  below  datum  to  five  feet  above,  giving 
a total  possible  fluctuation  at  the  regulat- 
ing works  of  thirteen  feet.  To  do  this  the 
banks  of  the  channel  below  Fitzpatrick’s 
Mound  must  be  m ide  water  tight,  and 
sho  ild  be  . built  to  a grade  of  eight  feet 
above  datum,  and  the  regulating  works 
must  be  so  constructed  as  to  be  under  per- 
fect and  ready  control. 


While  a general  design  of  these  works 
has  been  made  which  permits  an  approxi- 
mate estimate  of  cost,  it  has  not  yet  been 
perfected  in  detail  so  as  to  allow  plans 
therefor  to  be  submitted. 

The  Second  Branch  of  the  subject  in- 
volves a consideration  of  the  total  amount 
of  water  from  each  and  every  source  which 
must  be  carried  off  through  a waste  chan- 
nel, and  delivered  at  dam  No.  1;  the  rela- 
tion which  such  waste  channel  sustains,  or 
may  sustain  to  any  navigable  channel 
which  may  be  provided  below  Lockport; 
its  relation  to  the  navigability  ot  the  Illi- 
nois and  Michigan  Canal;  its  relation  to 
existing  structures  iff  the  way  of  railroads 
and  manufacturing  establishments,  and 
particularly  the  facilities  for  future  com- 
mercial development  which  special  loca- 
tions ot  such  waste  channel  may  afford. 

Amount  of  Water,  in  my  report  of  June 
7,  1892  (pp.  550  to  552  of  proceedings)  I 
pointed  out  that  the* combined  capacity  of 
the  Desplaines  River  and  the  Main  Drain- 
age Channel  from  Summit  to  Lockport 
with  the  lake  at  mean  height,  will  be  up- 
wards of  1,200,000  cubic  feet  per  minute, 
and  also  that  if  the  combined  flood  waters 
of  th&Desplaines  and  Chicago  River  basins' 
should  be  permanently  disposed  of  without 
a diversion  north  of  the  city;  that  .to  pre- 
vent any  outflow  from  the  Chicago  Riyer 
into  the  lake  would  require  that  300,000 
cubic  feet  per  minute  from  the  Chicago 
River  basin,  and  810.000  cubic  feet  per  min- 
ute from  the  upper  Desplaines  basin,  mak- 
ing 1,110,000  cubic  feet  per  minute  in  all, 
would,  during  the  largest  floods  of  which 
we  have  the  record,  need  to  be  carried 
southwestward  from  Summit. 

Making  an  allowance  for  drainage  areas 
between  Summit  and  Lockport,  it  may  be 
said  that  in  case  this  method  of  disposing 
of  flood  waters  is  finally  adopted,  the 
works  below  Lockport  should  be  designed 
to  carry,  off.  say,  1 260  000  cubic  feet  per 
minute,  or  21  000  cubic  feet  per  second.  In 
case  a northern  diversion  should  be  made 
and  the  flood  waters  of  the  Desplaines 
River 'should  be  excluded  from  the  Main 
Channel  at  Summit,  nearly,  if  not  quite, 
as  much  capacity  will  be  needed  in  the 
works  below  Lockport.  I have  therefore, 
in  the  plans  submitted,  taken  21.000  cubic 
feet  per  second  as  the  total  combined  flood 
discharge:  and  have  so  designed  the  works 
that  if,  in  an  ordinary  case,  the  discharge 
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should  be  materially  greater,  it  would  still 
be  disposed  of  without  damage. 

RELATION  TO  A NAVIGABLE  CHANNEL. 

The  law  under  which  the  Sanitary  Dis- 
trict is  organized  sets  certain  limitations  as 
to  width,  depth  and  velocity  of  water  in 
the  Main  Channel,  and  proposes  (Section 
209)  that  “when  such  channel  shall  be  com- 
pleted, and  the  water  turned  therein  to  the 
amount  of  three  hundred  thousand  cubic 
feet  of  water  per  minute,  the  same  is  here- 
by declared  a navigable  stream,  and  when- 
ever the  general  government  shall  improve 
the  Desplaines  and  Illinois  rivers  for  navig- 
ation to  connect  with  this  channel, said  gen- 
eral government  shall  have  full  control  over 
the  same  for  navigation  purposes,  but  not 
to  interfere  with  its  control  for  sanitary  or 
drainage  purposes.”  A joint  resolution 
passed  by  the  same  General  Assembly  that, 
enacted  the  Sanitary  District  law  avows 
“That  it  is  the  policy  of  the  State  of  Illi- 
nois to  procure  the  construction  of  a water- 
way of  the  greatest  practicable  depth  and 
usefulness  for  navigation  from  Lake  Mich- 
igan via  the  Desplaines  and  Illinois  rivers 
to  the  Mississippi  river,  and  to  encourage 
the  construction  of  feeders  thereto  ot  like 
proportions  and  usefulness.” 

This  action  of  the  State  Legislature,  and 
a resolution  pending  before  the  present 
General  Assembly  pledging  the  State 
in  similar  terms  and  to  like  ef- 
fect, are  indicative  of  a purpose  on 
the  part  of  the  State  to  promote  the  im- 
provement of  the  Desplaines  and  Illinois 
•Rivers  for  navigation.  The  building  of  the 
Hennepin  Carnal  by  the  general  govern- 
ment, which  is  now  in  progress,  will  ^lso 
necessitate  the  improvement  of  the  said 
rivers,  including  the  reach  of  the  Desplaines 
River  now  under  consideration,  before  that 
canal  can  be  utilized— all  of  which  point  to 
an  early  utilization  of  the  Sanitary  District 
channel  for  navigation.  The  wording  of  the 
Sanitary  District  law  is  a distinct  recogni- 
tion that  the  incidental  creation  of  a navi- 
gable channel  in  connection  with  the  drain- 
age channel,  is  an  important  feature  of  the 
drainage  project  upon  which  the  Sanitary 
District  has  embarked.  Indeed  it  may  be 
.said  that  this  is  the  main  consideration 
rendered  by  the  Samtarj  District  to  the  re- 
mainder of  the  State  for  the  privilege  of 
disposing  of  its  sewage  in  tne  manner  pro- 
posed. Hence,  whether  the  law  is  regarded 
in  the  nature  of  a contract,  or  otherwise,  it 


is  imperative  upon  the  Sanitary  District, 
and  any  channel  constructed  thereunder 
must  be  made  so  as  to  subserve  the  purposes 
of  navigation,  whenever  the  proper  agencies 
are  ready  to  turn  it  to  such  use.  This  being 
the  case,  nothing  should  -be  done  by  the 
Sanitary  District  in  any  of  its  work  which 
will  impede  or  render  more  expensive  the 
full  development  of  a navigable  channel 
throughout  the  Desplaines  and  Illinois 
River  Valleys;  and,  so  far  as  practicable, 
that  plan  should  be  carried  out  which  most 
contributes  to  this  incidental  purpose.  It 
is  possible,  under  the  conditions  existing, 
to  so  construct  the  work  under  considera- 
tion as  to  greatly  facilitate  navigation,  and 
on  the  other  hand  it  may  be  so  done  as  to 
greatly  impede  it,  and  that  without  any 
corresponding  loss  or  gain  to  the  Sanitary 
District.  Indeed  there  is  no  middle  course 
in  this  case,  as  it  is  impossible  to  conduct 
the  water  from -the  proposed  regulating 
works  at  the  end  of  the  Main  Channel, 
without  either  greatly  facilitating  or  greatly 
impeding  the  future  creation  of  a navigable 
channel  throughout  this  reach,  1 have  hence 
made  comparisons  of  the  several  projects 
with  this  in  view. 

The  preservation  of  the  navigability  of 
the  Illinois  & Michigan  Canal  through  the 
upper  basin  has  also  been  kept  in  view  in 
each  of  the  proposed  plans. 

Existing  structures  have  also  been  con- 
sidered in  making  such  comparisons,  as 
well  as  the  extensions  or  enlargement  of 
such  structures  that  are  imminent. 

Regard  has  been  given  to  future  commer- 
cial developments  in  the  way  of  the  possi- 
ble extension  of  manufacturing  industries, 
and  railroads  to  serve  such  industries,  in 
the  river  valley  below  Lockport,  and  the 
various  locations  for  the  waste  channel 
have  been  eonsidered  in  their  relation  to  a 
future  development  of  a water  power  in 
this  locality. 

PROPOSED  PLANS. 

An  estimate  and  comparison  has  been 
made  on  two  wholly  distinct  projects,  rep-' 
resented  on  the  accompanying  plans  as 
Proposition  1 and  Proposition  2,  as  also 
upon  a third  project  exhibited  as  Proposi- 
tion 3,  which  is  a combination  to  a certain 
extent  of  the  upper  part  of  Proposition  1, 
and  the  lower  paxt  of  Proposition  2. 

The  extension  of  the  Main  Channel  and 
the  Regulating  Works  do  not  differ  for  the 
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severahpropositions,  except  that  the  pres- 
ent line  of  the  Channel  above  the  end  of 
Section  14  is  continued  on  a straight  line 
from  Station  1480  to-Station  1529  for  Propo- 
sition 2,  while  for  Propositions  1 and  3 the 
line  curves  to  the  right,  its  prolongation* 
passing  to  the  west  of  the  Wire  Mills. 

It  is  proposed  to  excavate  this  portion  of 
the  channel  on  the  regular  grade  and  with 
the  standard  width,  except  that  at  Station 
1520  it  begins  to  widen  on  the  west  side  and 
spreads  to  an  extreme  width  of  450  feet  in 
order  to  make  room  for  the  regulating 
works  as  shown  on  the  plans.  It  is  to  be 
walled  above  the  rock  with  dry  rubble  ma- 
sonry as  provided  in  the  specifications  for 
the  portion  of  the  channel  under  contract. 
This  wall  is  to  be  backed  up  with  broken 
rock  with  a core  of  water-tight  material  be- 
tween, a rib  of  concrete  being  used  under- 
neath the  core  to  form  a tight  joint  with  the 
bed  rock.  The  waste  channel  and  collat- 
eral works  below  the.  end  of  the  Main 
Channel  being  distinct  and  different  under 
the  various  propositions,  are  described  more 
in  detail  as  follows: 

proposition  1. 

The  waste  channel,  after  crossing  the 
river  above  the  Lockport  road,  is  to  follow 
the  west  side  of  the  river  valley  all  the  way 
to  the  upper  basin  just  above  Ruby  street. 
It  is  to  be  formed  mainly  by  restraining 
the  water  with  a single  bank.  An  excellent 
alignment  is  obtained  for  a navigable 
channel,  partly  within  and  partly  without 
the  waste  channel.  It  also  forms  a chan- 
nel of  ample  capacity  to  carry  off  the  max- 
imum amount  of  water,  21.000  cubic  feet 
per  second.'  It  is  proposed  that  in  floods,  a 
portion  of  the  water,  say  one-fourth  of  the 
total  amount,  or  thereabouts,  shall  be  dis- 
charged into  the  Desplaines  River  at  a 
point  2,000  feet  above  the  Elgin,  Joliet  and 
Eastern  Railway  crossing,  and  that  the  re- 
mainder, as  well  as  the  ordinary  flow  of 
the  chanhel.  shall  be  conducted  to  the  upper 
basin  just  above  the  Ruby  street  bridge  in 
Joliet.  By  thus  limiting,  in  flood  times, 
the  amount  of  water  vyhichthe  river  has  to 
carry  to  a less  amount  than  ordinary  high 
floods,  and  not  increasing  the  ordinary 
flow,  no  improvement  of  the  river  is  neces- 
sary. The  flood  records  show  as  having 
passed  through  Joliet  10.600  cubic  feet,  and 
6,200  cubic  leet  per  second  for  the  May  and 
June  floods  of  1892,  respectively.  This 
quantity  of  the  May  flood,  however,  is  be- 
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lieved  to  be  too  great  and  that  something 
more  than  9,000  cubic  feet  would  more  ac- 
curately represent  it,  and  that  a material 
part  of  this  amount  found  its  way  into  the 
river  just  above  the  Elgin-,  Joliet  & Eastern 
Railway  bridge,  so  that  the  amounts  pass- 
ingThe  Wire  Mills  in  the  two  cases  aid  not 
differ  so  widely  as  would  appear. 

To  describe  the  proposed  waste  channel 
and  works  more  in  detail:  From  Station 
1529  above  the  Lockport  road  to  the  dam 
opposite  the  Pitts  Manufacturing  Com- 
pany’s works  the  embankment  is  to  follow 
approximately  the  line  shown  on  the  plan. 
It  is  to  be  24  feet  wide  on  top  with  a 
slope  of  1 x/i  to  1,  with  a central  core  of 
earth  under  which  is  a rib  of  concrete  to 
render  the  whole  water  tight.  All  of  the 
bank  except  the  central  core  to  be  made  of 
broken  rock* or  gravel.  Below  the  Pitts 
Manufacturing  Company’s  works  the  earth 
core  will  give  place  to  concrete  and  the 
width  on  the  top  will  be  14  feet. 

From  Station  152y  to  1581  at  the  Wire 
Mills  road  the  bank  is  to  be  located  west  of 
what  is  to  be  the  ultimate  navigable  chan- 
nel . The  Desplaines  river  is  to  be  excluded 
from  the  waste  channel  abovethe  Lockport 
road  by  means  of  a guard  bank.  The  only 
excavation  which  it  is  proposed  to  make  in 
this  section  is  the  removal  of  the  top  soil 
from  portions  of  the  right  of  way  to  obtain 
the  necessary  material  for  a water  tight 
core,  and  the  scalping  of  the  rock  for  a foot 
or  two  for  a distance  of  1,000  feet  below  the 
waste  works,  with  the  exception  of  the 
earth  core  all  excavation  necessary  fora 
navigable  channel  is  to  be  made  only  when 
navigation  is  provided  for. 

From  Station  1581,  at  the  Wire  Mills  road 
to  the  dam  at  or  about  Station  1708  the 
earth  core  for  the  bank  is  also  to  be  ob- 
tained from  the  right  of  way,  the  rnc.r  por- 
tion of  the  bank  to  come  from  what  is  ulti- 
mately to  be  the  navigable  channel.  Such 
excavation  being  made  only  to  the  amount 
needed  to  complete  the  bank.  In  doing  this 
the  channel  will  be  left  20  feet  deep  from 
Station  1581  to  Station  1615;  18  feet  deep 
from  Station  1515  to  Station  16.60;  and  19 
feet  deep  from  Station  1660  to  1709.  To 
make  it  20  feet  deep  all  of  this  distance, 
and  for  the  increased  width  from  Station 
1670  to  1709,  will  require  the  excavation  of 
80,000  cubic  yards  of  rock  in  excess  of  that 
required  for  the  embankment.  At  Station 
1640  a dam  and  flumes  are  provided  to 
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allow  a portion  of  the  flood  waters  or  a 
part  of  the  regular  flow  when  so  desired,,  to 
escape  into  the  Desplaines  River;  and  at 
Station  1708,  opposite  the  Pitts  Manufac- 
turing Co.’s  Works  the  main  weir  dam  be- 
tween the  higher  and  lower  level  of  the 
channel  is  located.  At  Ingalls  street  a 
bridge  is  to  be  provided  across  the  channel 
connecting  with  Broadway  on  the  west 
side.  Between  this  dam  and  the  upper 
basin  the  restraining  bank  is  to  be  built  of 
material  taken  out  of  the  channel,  and  to 
such  height  only  as  is  necessary  to  restrain 
the  water,  allowing  a much  higher  velocity 
than  will  obtain  above  the  dam.  It  is  to  be 
rendered  water  tight  by  a concrete  core 
two  feet  in  thickness  through  its  middle  as 
before  stated. 

On  the  margin  of  the  upper  basin  a rock 
and  timber  dam  is  to  be  provided,  which  is 
intended  to  be  used  only  until  such  time  as 
the  channel  may  be  made  navigable. 
When  this  time  comes  it  will  be  necessary 
to  build  a new  dam  to  a higher  level,  to 
raise  and  strengthen  the  embankment,  and 
to  make  the  necessary  excavation  in  the 
channel.  A tow  path  bridge  is  also  pro- 
vided at  this  point. 

proposition  2. 

The  Main  Channel  is  continued  south  by 
the  prolongation  of  its  line  through  Sec- 
tions 12, 13  and  14,  to  the  regulating  works 
at  Station  1529;  thence  the  navigable  chan- 
nel is  to  continue  in  the  same  straight  line 
crossing  the  Desplaines  River  twice,  once 
just  above  the  Lockport  road  and  once  at 
the  Wire  Mills  road.  At  this  point  it  de- 
flects to  the  westward  taking  a course 
parallel  with  and  400  feet  from  the  west 
bank  of  the  Illinois  and  Michigan  Canal  to 
the  E.,  J.  & E.  Ry.;  thence  it  deflects  east- 
ward into  the  line  of  the  upper  basin. 

The  waste  channel  is  located  west  of  and 
parallel  with  the  navigable  channel  to  a 
point  one-quarter  of  a mile  above  the 
dam  at  the  Wire  Mills,  thence  it  runs  to  the 
position  of  the  old  dam,  where  a weir  dam 
is  proposed.  The  waste  channel  is  formed 
of  two  parallel  retaining  banks,  and  the 
Desplaines  river  is  taken  into  it  at  the 
Lockport  road.  The  drainage  from  Long 
Run  and  the  Illinois  & Michigan  Canal  be- 
ing provided  with  an  escape  east  of  the 
proposed  dam.  On  building  the  navigable 
channel  the  drainage  from  these  sources 
will  have  to  be  taken  under  the  same.  Be- 


low the  Wire  Mills  the  water  is  allowed  to 
follow  the  course  ot  the  river,  being  kept 
off  of  the  Santa  Fe  Railway  by  means  of  an 
embankment,  the  road  being  raised  for  a 
distance  of  about  one  mile.  The  river  is  to 
be  kept  out  of  the  Illinois  & Michigan 
Canal  below  the  E.  J.  & E.  Railway  by 
means  of  a dry  wall  and  bank.  This  work, 
as  a whole,  is  so  designed  that  the  Lock- 
port  Mills  will  not  be  interfered  with  at 
any  time,  and  the  Wire  Mills  will  be  left 
intact.  To  prevent  the  loss  of  water 
power  to  these  Mills  during  construction, 
it  is  proposed  to  build  a chantfel  across  the 
waste  channel  connecting  with  tfle  fore  bay 
of  the  water  wheels,  passing  under  the 
banks  with  flumes,  by  means  of  which 
water  from  the  river  is  to  be  uninterrupt- 
ed lv  supplied  to  the  wheels.  In  lieu  of 
this  it  will  be  necessary  to  supply  from  400 
to  500  horse  power  by  a new  steam  plant  to 
tide  the  mills  over  the  time  of  construction. 
Below  the  Mills  the  river  is  to  be  sufficient- 
ly excavated  to  prevent  interference  with 
the  tail  race. 

The  water  from  the  river  is  admitted  into 
the  upper  basin  at  the  present  point  of 
entrance  for  the  Desplaines  River,  a much 
wider  opening  being  provided  and  a tow 
path  bridge  built,  so  as  not  to  interfere 
with  the  present  navigation  of  the  basin. 

PROPOSITION  3. 

Except  as  to  the  dam, .the  work  under  this 
proposition  above  the  E.  J.  & E. 
Railway  is  the  same  as  for  Propo- 
sition I.  Just  above  this  fail  way 
the  water  is  to  run  into  the  river 
and  from  thence  takes  the  same  course,  re- 
strained bv  the  same  class  of  improvements, 
as  for  Proposition  2.  The  navigable  chan- 
nel would  leave  the  waste  channel  at  the 
E.  J.  & E.  Railway  and  follow  substantially 
the  same  course  along  the  west  side  of  the 
valley  to  the  upper  basin,  as  that  taken  by 
the  waste  channel  under  Proposition  1. 

COMPARISON  OP  PROJECTS. 

In  Appendix  1,  2 and  3,  are  estimates  of 
the  cost  ot  the  work  to  be  done  under  cor- 
responding propositions,  by  the  Sanitary 
District. 

The  total  cost  from  the  end  of  Section  14 
to  Dam  No.  1,  including  the  right  of  way, 
but  not  including  consequential  damages  to 
railways  or  manufacturing  industries,  is  as 
follows: 
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Proposition  1. 

Main  Channel  and 
regulating  works.  .$694, 193  85 
Waste  Channel,  etc. . 509  806  50 

Eight  of  way 286  000  00 

$1,490,000  35 

Proposition  2. 

Main  Channel  and 
regulating  works.  .$698,189  10 
Waste  Channel,  etc. . 492,779  70 

Eight  of  way 305,000  00 

$1,495,968  80 

Propositioyi  3. 

Main  Channel  and 
regulating  works.  .$694,193  85 
Waste  Channel,  etc. . 379,365  50 

Eight  of  way 284,000  00 

$1,357,559  85 

The  mere  statement  of  these  sums,  how- 
ever, conveys  no  adequate  idea  pf  the  rela- 
tive merits  of  the  various  projects,  when 
.considered  from  all  pointy  of  view,  and 
only  an  approximate  idea  of  their  relative 
costs.  To  such  an  extent  is  this  true  that 
even  in  the  first  outlay  the  Sanitary  District 
may  very  likely  spend  less  money  in  carry- 
ing ont  the  work  under  Proposition  1, 
which  by  the  estimates  is  apparently  more 
expensive  than  Proposition  3.  than  for  the 
latter  proposition.  These  statements  will 
appear  more  forcible  by  a detailed  com- 
parison. 

RAILWAYS. 

Chicago , Santa  Fe  & California  Rail- 
way.—A.s  is  well-known,  the  Chicago, 
Santa  Fe  & California  Railway  is  inade- 
quately furnished  with  track  service 
through  Joliet,  and  between  .Joliet  and 
Chicago,  and  that  as  it  is  impossible 
to  improve  this  service  sufficiently 
on  the  line  now  operated  through  that  city, 
the  company  has  acquired  a new  right  of 
way  and  laid  a new  track  from  the  south 
to  the  east  side  of  the  upper  basin,  just  be- 
low the  steel  works,  with  a view  of  cross- 
ing the  basin  and  following  the  line  of 
their  new  right  of  way,  joining  their  pres- 
ent tracks  above  the  Elgin,  Joliet  & East- 
ern Railway,  as  shown  on  the  accompany- 
ing plan*.  Waiving  all  questions  of  a navi- 
gable channel,  and  considering  only  the 
waste  works  of  the  Sanitary  District  as 
proposed  under  the  several  propositions,  it 
is  seen  that  this  rjght  of  way  will  be 
largely  fi  >oded  by  the  escaping  water  under 
Propositions  2 or  3,  and  the  District  would 
undoubtedly  have  to  pay  large  damages  or 
condemn  the  same  because  of  this  Hooding. 


The  railway  company  would  present  as  a 
measure  of  damage  their  necessity  for  a 
new  line  crossing  the  basin  below. the  steel 
works,  and  that  if  deprived  of  this  right  of 
way  they  would  be  put  to  a large  expense 
to  provide  a line  elsewhere. 

Proposition  1 leaves  this  right  of  way 
intact  and  interferes  in  no  manner  with  it 
or  with  the  present  alignment  of  this  rail- 
way. In  this  alone,  since  it  is  not  in- 
cluded iii  the  estimates,  possibly  lies  much 
more  than  the  difference  of  cost  between 
Proposition  1 and  Proposition  3. 

The  proposed  line  of  the  navigable  chan- 
nel for  Proposition  2 crosses  the  operated 
line  of  this  road  twice  between  Lockport 
and  Joliet  in  such  manner  as  to  render  it 
wholly  impracticable  to  operate  the  road,  in 
its  present  alignment  after  such  a channel 
i3  provided.  This  would  necessitate  a re- 
moval to  some  other  location  thereby 
throwing  a heavy  expense  upon  the  im- 
provement. 

Elgin , Joliet  & Eastern  Railway'.— On  a 
hasty  examination  the  Impression  is  left 
that  Proposition  2 crosses  this  railway  in  a 
more  favorable  position  than  Proposition  1, 
but  closer  scrutiny  renders  it  evident  that 
such  is  not  the  case.  The  high  elevation  of 
the  main  line  of  the  road  over  the  Des- 
plaines  River  valley  renders  it  necessary 
that  the  Company  should  maintain  a 
branch  track  for  the  manufacturing  indus- 
tries, which  are  developing  below  the  rail- 
way. To  this  end  a branch  line  leaves 
the  main  line  east  of  theillinois  and  Michi- 
gan Canal  and  crosses  the  Desplaines  River 
at  a low  grade,  thus  making  two  lines  cross 
the  river  within  a few  hundred  feet  of  each 
other.  This  same  branch  line  also  con- 
nects with  the  main  line  on  the  west  side  of 
the  v'alley. 

On  Propositions  2 and  3 the  Sanitary 
District  will  have  to  provide  a bridge  for 
this  branch  line  and  raise  the  grade  of  the 
same,  which  is  largely  an  offset  to  the 
bridge  and  track  raising  which,  on  Propo- 
sition 1 must  be  provided  for  the  main  line. 
The  branch  line  on  Proposition  I is 
easily  provided  for  by  building  a 

regular  grade  for  4 the  same  adjacent 
to  the  bank  of  the  main  line. 

This  new  grade,  as  designed  and  estimated 
upon,  is  a great  improvement  on  the  present 
grade. 

When  it  comes  to  the  question  of  a navi- 
gable channel,  .Propositions  1 and  3 would 
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have  one  swing  bridge,  and  Proposition  2, 
two  swing  bridges  to  accommodate  this 
road. 

Chicago , Alton  & St.  Louis  Railroad. — 
The  only  conflict  with  the  interests  of  this 
company  is  in  the  case  of  Proposition  2, 
and  the  branch  line  leading  to  the  Wire 
Mills.  Without  this  branch  and  the  mills 
that  it  serves,  are  done  away  with,  a bridge 
will  be  necessary.  But  even  if  this  should 
be  done  and  a navigable  channel  should  be 
built  as  shown  on  Proposition  2,  the  indus- 
tries which  will  inevitably  locate  on  the 
west  side  of  that  channel  in  order  to  utilize 
the  water  power,  will  still  demand  connec- 
tions with,  this  road,  necessitating  a bridge 
therelor. 

To  sum  up  the  railway  problem,  having 
in  view  a navigable  channel,  it  may  be  said 
to  be  the  simplest  on  Proposition  1,  much 
more  complicated  for  Proposition  8.  and  so 
complicated  for  Proposition  2 as  to  become 
prohibitory  in  the  face  of  other  alterna- 
tives. If  we  have  in  view  only  the  waste 
works  of  the  Sanitary  District  the  railway 
facts  are  still  as  strongly  in  favor  of  Propo- 
sition 1. 

HIGHWAYS. 

But  two  continuous  highways  are  crossed 
by  either  of  the  proposed  lines,  and  in  this 
respect  there  is  no  material  choice  to  be 
made,  with  the  single  exception  that  for 
Proposition  1 it  will  be  necessary  to  pro- 
vide form  the  first,  a bridge  at  Ingalls  street, 
to  give  access  from  Bioadway  to  the  Pitts 
Manufacturing  Works,  and  the  Phoenix 
Horse  Shoe  Works,  though  ultimately  a 
bridg  » will  be  needed  at  this  p >int  across 
any  line,  one  having  already  been  begun 
over  the  Desplaines  river. 

Copsidering  the  matter  of  railway  and 
highway  bridges  as  a whole  and  not  only  for 
the  present  but  for  the  future,  it  may  be 
said  that  a channel  on  the  wesft  side  of  the 
valley  can  undoubtedly  be  kept  much  freer 
of  bridges  than  one  on  the  east  side.  Along 
the  river  will  grow  up,  indeed  are  now 
growing  up,  without  the  stimulus  of  water 
power  in  all  cases,  large  manufacturing  in- 
dustries which  will  demand  access  to  the 
railways  on  the  east  side  of  the  valley.  A 
channel  which  separates  these  industries 
from  the  main  lines  of  travel,  and  the  more 
thickly  populated  town  will  inevitably  be 
crossed  frequently  by  branch  railways  and 
highways.  By  keeping  the  channel  on  the 
wtst  the  business*  will  grow  up  east  of  it, 


along  the  river,  and  have  uninterrupted  ac 
Cess  to  the  railways,  to  Lockport,  and  to 
the  electric  road  running  between -Lockport 
and  Joliet. 

COMMERCIAL  INTERESTS. 

With  neither  of  the  proposed  plans  is  it 
necessary  to  consider  the  matter  of  expense 
in  relation  to  the  creation  of  w*ater  power, 
since  no  expense  is  proposed  to  that  end; 
it  being  now  only  a question  of  selecting 
that  route  which  affords  the  readiest  facili- 
ties for  a future  utilization  of  such  power 
as  the  situation  may  afford. 

Do  what  we  may,  the  Sanitary  District 
cannot  turn  so  large  a volume  of*  water 
down  the  valley  between  Lockport  and 
Joliet  without  someone,  at  some  time,  find- 
ing a way  to  render  at  least  a part  of  it 
available  for  power.  Whatever  plan  may 
be  adopted  some  portion  of  the  benefit 
which  may  be  made  to  accrue  so  largely  by 
the  proper  selection  of  a route  will,  ulti- 
mately be  realized.  The  only  question 
being,  as  to  the  degree  of  benefit  and  the 
cost  of  securing  the  same.  By  taking  the 
western  route  as  set  forth  by  Proposition  1, 
the  best  possible  facilities  for  utilizing  this 
water  power  are  afforded . Stretching  over 
a distance  of  two  and  one  half  miles,  from 
the  Wire  Mills  to  the  works  of  the  Pitts 
Manufacturing  Company,  on  the  right  will 
be  the  waste  channel  of  the  Sanitary  Dis- 
trict, and  on  the  lei  t the  bed  of  the  Des- 
plaines River  ready  to  act  as  a tail  race, 
the  latter  being  from  22  feet  to  30  feet  below 
the  tormer;  while  between  the  two  'and 
along  the  east  side  of  the  river,  are  some 
400  acres  of  land  admirably  adapted  for 
manufacturing  sites,  having  connections 
with  the  main  trunk  lines  of  railway  and 
with  the  Elgin,  Joliet  & Eastern  Belt  Rail- 
way. Across  the  river  within  8, uOO  feet  of 
the  first  dam  is  the  Illinois  Steel  Worksf 
using  many  thousand  horse  power  now 
supplied  by  steam. 

Though  Proposition  1 affords  opportunity 
for  utilizing  the  future  water  power  most 
fully  and  most  economically,  it  may  be 
done  to  a considerable  extent  with  Proposi- 
tion 3,  and  to  admail  extent  with  Proposi- 
tion 2. 

CONTRIBUTION  TO  NAVIGATION. 

As  has  hereinbefore  been  suggested  the 
ease  with  which  the  work  can  be  taken  upf 
where  the  Sanitary  District  leaves  it,  and' 
the  reach  from  the  regulating  works  to 
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Dam  No.  1,  made  navigable,  should  have 
weight  in  selecting  a route.  For  the  pur- 
pose of  disposing  of  the  water  delivered 
by  the  Sanitary  District  channel  and  the 
Desplaines  River,  the  plans  on  each  of  the 
proposed  routes  have  bepn  carried  out  for 
the  cheapest  possib'e  results  for  the  imme- 
diate purpose  of  getting  rid  of  the  water. 
Xt  nbw  remains  to  inquire  what  will  be 
the  co.«t  of  creating  a navigable  channel  on 
each  of  the  several  propositions,  taking  the 
work  as  left  by  the  Sanitary  District.  In 
doing  this  it  is  not  proposed  to  enter  into 
the  expense  of  such  work  only  so  far  as  is 
necessary  to  obtain  approximately  the  rela- 
tive cosJ;  those  items  which  are  small  and 
immaterial,  and  those  which  are  alike  in 
each  case,  being  ignored. 

In  Appendix  4 is  a summary  in  detail  of 
such  a comparison  which  shows  the  cost  of 
obtaining  a navigable  channel  under 
Proposition  1,  to  be  $L, 700, 186  00  less  than 
for  Proposition  2,  and  $225,548.00  less  than 
for  Proposition  3. 

The  basis  of  these  results  may  be  ex^ 
plained,  and  the  questions  involved  better 
understood  by  the  following  considera- 
tions: 

Right  of  trap.— The  least  amount  of 
right  of  way  which  it  is  possible  to  get 
along  with  satisfactorily  has.  been  included 
in  the  estimates  for  each  project.  It  will 
be  noticed  that  for  Proposition  1,  the  right 
of  way  is  complete  both  lor  a navigable 
channel  and  the  waste  channel,  but  such  is 
not  the  case  for  Propositions  2 and  3.  To 
obtain  sufficient  lands  for  a navigable  chan- 
nel would  increase  the  estimate  for  each 
case  as  follows: 

Proposition  1. JNothing. 

Proposition  2 $205,000  00 

Proposition  3 $148,000  00 

Lock*.— The  descent  from  datum  to  the 
level  of  the  upper  basin  is  41  feet;  it  is  ac- 
complished with  three  locks,  correspond- 
ing ones  having  the  same  lift  in  the  several 
cases  respectively.  To  construct  these 
locks,  leaving  out  the  question  of  excava- 
tion, will  cost  the  same  in  each  case. 

Excavation. —The  amount  of  excavation 
and  embankment  required  to  supplement 
the  work  of  the  Sanitary  District,  and  form 
a navigable  channel,  is  dependent  upon 
the  depth  of  water  provided.  Without 
passing  an  opinion  as  to  the  depth  winch 
it  is  feasible  to  obtain  in  the  improvement 


of  the  rivers  below  Joliet  it  may  be  desira- 
ble that  the  lake  level  depth,  or  there- 
abouts, should  be  carried  as  far  as  Joliet. 

The  profiles  accompanying  this  report 
show  18  feet  as  the  minimum  depth  and 
for  each  proposition  the  additional  excava- 
tion is  based  upon  this  depth.  The  esti- 
mate of  cost  is  based  upon  the  assumption 
that  this  additional  work  will  not  be  under- 
taken until  the  Sanitary  District  channel 
is  in  operation,  in  which  event  the  greater 
part  of  the  material  to  be  removed  between 
the  Elgin,  Joliet  & Eastern  Railway  and 
Dam  No.  1 for  Proposition  2,  would  have  to 
be  done  in  the  wet  at  a largely  increased 
cost. 

For  Propositions  1 and  3 only  that  por- 
tion of  the  additional  excavation  tailing  in 
the  upper  basin  would  need  to  be  removed 
in  the  wet.  The  excavation  between  the 
dam  at  Station  1708  and  the  upper  basin 
can  be  dry  work,  since  provisions  are  made 
for  turning  a sufficient  amount  of  water 
into  the  river  above  the  Elgin,  Joliet  & 
Eastern  Railway  to  enable  the  water  to  be 
shht  off  from  the  channel  below  the  dam 
at  Station  1708.  The  approximate  cost  of 
making  this  additional  excavation  and  em- 
bankment as  shown  by  Appendix  4 is,  for 

Proposition  1 $ 359,100  00 

Proposition  2 1,794,900  00 

Propositions 412,200  00 

The  estimate  for  the  excavation  of  the 
navigable  channel  for  Proposition  2,  below 
the  E.,  J.  & E.  Railway,  is  based  upon  wet 
work,  but  the  price  used  ($1  50  per  cubic 
yard)  is  believed  to  be  too  low.  Should 
this  work  be  done  before  the  Sanitary  Dis- 
trict channel  is  put  into  operation,  the  cost 
of  the  same  might  be  reduced  about  $450 - 
000,  though  as  it  would  be  in  the  bed  of  the 
Desplaines  river,  and  the  upper  basin,  it 
would  still  be  very  expensive.  The  rock  in 
the  upper  basin  is  overlaid  with  300,000 
cubic  yards  of  sludge  and  sedimentary  de- 
posit, no  account  of  which  has  been  taken, 
hut  it  will  cost  a great  deal  to  remove 
if  it  cannot  be  done  by  the  erosion  of  a 
water  current. 

If  the  comparison  was  made  upon  a 
deeper  channel  than  18  feet,  it  would  show 
still  more  markedly  for  Proposition  1,  but 
if  made  upon  a channel  of  less  depth,  the 
actual  difference  would  not  be  so  great, 
though  the  percentage  of  difference  would 
be  greater. 


March  1,] 


—1078— 


It  may  be  possible  to  secure  a somewhat 
cheaper  navigable  channel  along  the  line 
of  Proposition  2,  below  the  E , J.  & E. 
Railway  by  building  the  channel  partly 
above  the  level  of  the  river  and  the  upper 
basin,  thereby  reducing  the  excavation, 
though  as  it  would  introduce  another  lock, or 
greatly  increase  the  work  above  the  E.,  J.  &. 
E.  Railway,  and  would  necessitate  another 
channel  lor  the  river,  ilisdoubtful  whether 
there  would  he  any  mateiial  saving.  It 
certainly  would  not  be  sufficient  to  war- 
rant any  one  in  recommending  such  a plan. 

The  character  of  the  Channel  which  would 
be  secured  by  the  several  propositions 
so  far  as  relates  to  the  movement  of  vessels, 
would  be  excellent;  and  will  certainly  be 
as  good  with  Proposition  1 as  with  Propo- 
sition 2.  The  channel  will  be  roomier  in 
the  former  case  taken  as  a whole,  and  the 
curvature  in  the  alignment  is  so  gentle,  the 
two  principle  curves  being  respectively  19 
minute!  and  26  minute  curves,  th'at  to  all 
practical  purposes  they  cannot  be  distin- 
guished from  a straight  line. 

It  has  been  found  necessary  in  this  report 
to  make  navigable  features  more  promi- 
nent than  they  otherwise  would  have  been, 
owing  to  the  fact;  that  it  was  presumabiy 
such  considerations  that  dictated  the  loca- 
tion of  the  Main  Channel  from  the  Romeo 
bend  to  the  lower  end  of  Section  14,  and  to 
the  farther  fact  that  in  my  report  to  the 
Joint  Committee  on  Engineering  and  Fin- 
ance, dated  October  25th,  1892,  with  refer- 
ence to  a change  of  this  location  it  was  in- 
cumbent to  consider  the  present  proposed 
routes  for  the  waste  channel  with  relation 
to  that  part  of  the  Main  Channel.  The 
perliuence  of  that  report  to  the  present  dis- 
cussion is  justification  for  quoting  from  it 
as  follows : 

“There  are  two  points  of  view  from 
which  we  may  consider  the  location  of  this 
waste  channel  at  and  below  the  wire  mills, 
from  either  of  which  the  common  conclu- 
sion is  reached  that  it  should  be  on  the 
west* 

1.  That  of  securing  a channel  to  carry 
the  required  amount  of»  water  down  the 
slope  and  through  the  City  of  Joliet;  all 
questions  of  navigation  now,  pr  in  the  fu- 
ture being  ignored 

2.  That  of  securing  a channel  that  will 
void  the  water  without  damage,  and  aid  as 
far  as  practicable  in  the  creation  of,  or  in 
furnishing  a right  of  way  for  a navigable 
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channel  which  may  in  the  future  be  built 
by  the  General  Government. 

? From  the  first  point  of  view,  it  should  be 
said  that  economy  dictates  that  the  line 
should  pass  to  the  west  of  the  wire  nrijls, 
l'ollo wi rig  either  the  bed  of  the  river  below 
the  mills,  or  keeping  west  of  or  oufcof  the 
river  entirely.  It  has  been  shown  that  the 
work  above  this  point  will  cost  no  more. in 
keeping  to  the  west  than  to  the  east. 

In  considering  the  work  below  and  at 
the  wire  mills,  it  is  found  that  thereis  an 
unobstructed  line  to  the  west,  the  right  of 
way  for  which  can  be  easily  acquired  and 
the  work  constructed  without  interferihg 
with  the  mills,  the  railroad  tracks  leading 
thereto,  or  with  the  dam  upon  which  the 
mills  are  dependent  for  power;  thus  avoid- 
ing the  innumerable  and  expensive  compli- 
cations which  will  arise  if  an  effort  should 
be  made  to  pass  east  of  them. 

From  the  second  point  of  view  there  is 
still  less, question  of  the  propriety  of  lo- 
cating the  channel  west  of  the  wire  mills. 
To  construct  a navigable  channel  through 
the  strip  of  land  east  of  the  river  lying 
between  the  Illinois  and  Michigan  Canal 
and  the  Chicago,  Santa  Fe  & California 
Railway,  from  the  wire  mills  to  Joliet, 
will  cost  more  than  double  as  much  a?  it 
will  on  the  location  west  of  the  river, 
omitting  all  questions  of  railway  dam- 
age or  complications  growing  out  of  the 
interference  with  the  track,  dam,  and  water 
power  upon  which  the  mills  are  dependent. 
This  arises  from  the  fact  that  the  surface 
of  the  ground  is  broken  and  irregular  east 
of  the  river,  the  line  passing  through  quar- 
ries, and  descending  irregularly;  or  if  reg- 
ular in  descent  it  is  too  precipitate,  necessi- 
tating a large  amount  of  excavation  to 
acquire  a proper  grade;  and  from  the 
further  fact  that  two  retaining  banks  must 
be  built  to  form  the  channel. 

On  the  west  side  of  the  river  exactly  the 
opposite  conditions  obtain;  here  the  ground 
is  comparatively  smooth  and  unbroken- 
An  even  and  gradually  sloping  bottom  can 
be  obtained,  requiring  the  least  possible 
amount  of  excavation  to  bring  itjto  a true 
grade;  the  amount  of  rock  to  be  excavated 
in  preparing  such  a channel  being  insig- 
nificant. 

With  a comparatively  unimportant  ex- 
ception.but  one  embankment  will  be  needed 
to  form  the  channel,  and  this  can  best  be 
built  of  the  soil  and  loose  stone  on  top  the 
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solid  rock,  thus  avoiding  rock  excavation 
almost  entirely.  On  the  west  side  of  the 
river  there  will  be  no  complications  with, 
the  Wire  Mills  property,  no  interference 
with  the  alignment  of  any  railroad,  and 
only  one  railroad  to  be  crossed  and  that  in 
the  easiest  possible  manner. 

A more  complete  contrast  was  never  pre- 
sented between  any  two  lines  than  between 
the  east  and  west  lines  from  the  Wire 
Mills  to  Joliet.  One  full  of  complications 
and  the  most  expensive  in  construction 
that  can  be  selected,  the  other  free  of  com- 
plications and  costing  for  construction  less 
than  half  that  of  the  other.  It  needs  ho 
detailed  plan  or  estimate  to  rule  the  eastern 
line  out  as  untenable. 

That  this  question  has  presented  itself  in 
a similar  manner  to  other  engineers  is 
evinced  by  the  fact  that  the  United  states 
Government  Engineers  chose  the  western 
route  in  laying  plans  for  a 14- foot  water 
way  to  the  Mississippi  .River;  (see  report 
of  Capt.  W.  L.  Marshall,  entitled  “Survey 
of  Water-way  from  Lake  Michigan  to  Illi- 
nois River  at  LaSalle”)  and  that  W.  E. 
Worthen,  when  Chief  Engineer  of  the 
Sanitary  District,  and  Gen.  John  Newton, 
Consulting  Engineer,  located  the  Main 
Channel  through  this  territory.  That  men 
as  able  as  these  should  have  chosen  the 
western  route  is  certainly  worthy  of  your 
consideration.” 

That  the  statements  of  the  report  of 
October  25th  were  well  within  the  bounds 
of  truth  has  been  fully  demonstrated  by 
the  detailed  estimates  herewith  presented. 
These  show  that  taking  into  consideration 
the  expenses  shown  in  Appendix  4,  and 
the  cost  to  the  sanitary  District  of  doing 
the  work  proposed  for  eacn  of  the  three 
propositions,  given  in  Appendices  1,  2 and 
3,  that  to  convey  the  water  to  dam  No,  1 
from  the  end  of  Section  14,  and  to  make  a 
navigable  channel.  18  feet  deep,  this  last 
work  being  done  after  the  drainage  chan- 
nel goes  into  operation,  that  Proposition  1 
costs  $1,706,012.45  less  than  Proposition  2, 
and  $92,101.50  less  than  Proposition  8. 
These  figures,  however,  take  no  cognizance 
of  the  hew  Santa  Fe  right  of  way  for  either 
Propositions  2 or  3,  and  include  nothing  for 
the  destruction  of  at  least  three  miles  of 
track  for  the  same  railroad  by  the  work 
under  Proposition  2;  nor  do  i hey  include 
any  consequential  damages  arising  out  of 
these  conditions.  If  everything  of  this 
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character  is  taken  into  account  there  can 
be  but  little  doubt  that  the  differences 
above  shown  would  be  increased  several 
hundred  thousand  dollars. 

CONCLUSIONS. 

In  light  of  the  foregoing,  it  may  be  said 
that  the  work  carried  out  under  one  or  an- 
other of  the  three  plans,  will  furnish  facili- 
ties for  the  development  of  water  power  to 
a greater  or  less  extent,  and  it  may  be  ex- 
tended on  the  lines  shown  for  the  purposes 
of  navigation>and  it  appears  from  the  esti- 
mates that  leaving  out  damages  to  railroad 
and  manufacturing  property  there  is  not 
much  choice  between  them  regarding  the 
first  cost  of  construction  to  the  Sanitary 
District.  But  in  the  light  of  the  purposes 
of  the  Sanitary  District  act,  viz:  The  devel- 
opment of  water  power  and  navigation  in- 
cidental to  the  creation  of  the  drainage 
channel,  it  is  important  to  consider  which 
of  these  plans  will  attain  these  purposes 
most  perfectly  and  with  the  least  expense. 
I therefore  present  the  following  summary 
of  reasons  favoring  Proposition  1: 

1.  First,  but  not  the  least,  it  is  the  one 
upon  which  there  are  the  fewest  complica- 
tions. There  is  not  a building  upon  the 
proposed  right  of  way  above  the  City  of 
Joliet  except  two  small  ice  houses.  It  does 
not  conflict  with  the  line  or  right  of  way  of 
any  railroad,  except  to  cross  the  Elgin, 
Joliet  & Eastern  Railway  in  such  a manner 
as  to  do  the  least,  damage  thereto  and  to 
leave  the  Desplaines  Valley  Branch  Line 
intact.  Negatively,  if  is  to  the  credit  of 
this  plan  that  it  does  not  interfere  with  any 
manufacturing  industry  or  injure  any 
waterpower  rights. 

2.  It  traverses  the  reach  from  Lockport 
to  Joliet  in  such  a manner  as  to  make  it 
possible  to  utilize  the  water  power  m >st 
fully  and  with  the  least  subsequent  outlay. 

3.  It  follows  the  only  route  upon  which 
a navigable  channel  can  be  economically 
constructed,  and  it  contributes  largely 
without  expense  to  the  creation  of  such  a 
channel. 

4.  If  th£  work  Is  carried  out  in  this 
manner  it  will  exclude  all  railroad  lines 
from  the  west  side  of  the  valley  and  keep 
them  on  the  east  side,  where  they  now  are, 
and  where  they  will  have  access  to  all  in- 
dustries without  crossing  the  channel; 
hence  it  will  be  freer  of  bridges  than  any 
other  line  that  can  be  chosen. 
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5.  Construction  is  simpler  and  less  sub- 
ject to  complications  by  reason  of  floods,  or 
interference  with  other  interests;  hence 
there  is  less  contingency  in  the  execution 
of  the  work. 

6.  The  right  of  way  will  be  complete 
for  a navigable  channel,  which  by  being 
procured  and  the  waste  channel  built,  fixes 
the  limits  for  commercial  growth  so  as  not 
to  interfere  with  subsequent  developments 
for  navigation. 

7.  Allowing  for  contingencies,  it  is  the 
cheapest  of  the  three  plans  to  the  Sanitary 
District  and, will  save  large  sums  to  the 
general  government  when  a navigable 
channel  is  made;  hence  it  will  greatly  aid 
in  procuring  the  necessary  legislation  to 
that  end. 

8.  Because  it  contributes  the  most  to 
navigation  and  to  other  public  interests, 
without  detracting  from  its  usefulness  for 
drainage,  or  adding  to  the  cost  thereof,  it  is 
the  only  one  of  the  plans  that,  in  a broad 
and  generous  way,  conforms  to  the  spirit 
of  the  Sanitary  District  Law. 

9.  Exclusive  of  the  right  of  way,  the 
estimate  of  cost  for  building  the  waste 
channel  and  collateral  works,  between  the 
regulating  works  and  Dam  No.  1,  a dis- 
tance of  4.5  miles,  is  $509,806.50,  a sum  so 
small  as  to  leave  but  little  margin  within 
which  to  practice  economy. 

10.  This  plan  is  submitted  in  the  full 
belief  that  in  all  essential  particular's,  it  is 
in  accordance  with  sound  engineering,  and 
fully  in  harmony  with  every  public  interest; 
and  also  with  the  profound  conviction  that 
it  is  within  the  province  of  the  Engineer  to 
point  out  (as  far  as  they  are  apprehended) 
the  hltimate  consequences  which  may  flow 
from  the  execution  of  any  plan  devised  by 
him.  To  render  remote  effects  apparent  is 
as  much  engineering  as  measuring  and  cal- 
culating. 

In  advocating  a location  along  the  west 
side  of  the  valley  as  the  best  one  for  the 
waste  channel,  that  we  all  hope  is  ulti- 
mately to  be  made  a navigable  one.  I am, 
as  has  heretofore  been  pointed  out,  not 
only  in  harmony  with  the  facts,  but  am  in 
line  with  the  recommendations  of  the 
Uni.ted  States  Government  Engineers,  upon 
whom  will  doubtless  devolve  the  carrying 
out  of  all  works  specially  designed  for 
navigation  purposes . It  is  to  be  hoped  that 
on  the  completion  of  the  Sanitary  District 


Channel,  they  will  receive  a legacy  which 
will  advance  rather  than  retard  the  great 
work,  the  execution  of  which  will  be  com- 
mitted to  them . 

Respectfully  submitted, 

(Signed)  Benezette  Williams, 

Chief  Engineer. 
Chicago.  March  1st,  1893i” 

(Accompanied  by  three  (-V)  maps  and  two 
(2)  profiles. 


APPEND fX  l. 

Estimate  of  the  cost  of  work  between  the  end 
of  Section'll  and  Dam  No.  1 in  Joliet. 

PROPOSITION  1. 

MAIN  CHANNEL  AND  UEGULATING  WORKS. 

Station  1480  to  1529- 
32,800  cubic  yards  earth 
excavation  at  20c $ 6,560  00 

583.000  cubic  yards  rock 

excavation  at  70c 373,100  00 

152.000  cubic  yards  earth 

filling  at  30c 45,600  00 

44,500  cubic  yards  dry 
rubble  retaining  walls, 

at  $1.75 77,875  00 

1,445  cubic  yards  con- 
crete under  embank-’ 
ment  at  $4.50  6,502  00 

10.000  lineal  feet  of 

trench  lor  same  at  15c  1,500  00 

Regulating  Works 150,000  00 

$661,137  00 

5 per  cent  for  Supt.,  etc.  33,056  85 

— $ 694,198  85 

WASTE  WORKS 

Station  1529  to  E.,  J.  «t 
E.  Railway— 

110,600  Cubic  yards  earth 
embankment,  Station 
1529  to  1581  at  22c $ 24,310  00 


105.000  cubic  yards  earth 
filling,  1581  to  1660  at25c  26,250  00 

210.000  cubic  yards  rock 
embankment,  1581  to 

1660  at  40c 84,000  00 

42.000  cubic  yards  in 

roadways  at  25c 10,500  00 

2.000  cubic  yards  of  con- 

crete under  embank- 
ment at  $4.50 9,000  00 

13.000  lineal  feet  of 

trench  for  same  at  15e  1,950  00 

Bridge  at  Lockport  road  21,600  00 
Bridge  at  Wire  Mills 

road 19,800  00 

Masonry  dam  and  flume 
at  Station  1640 24,600  00 


$222,010  00 

5 per  cent  for  Supt..  etc.  11,100  50 

$ 233,110  50 

E ..  J.  ct  E.  Railway  to 
Station  170b— 

76,000  cubic  yards  earth 

filling  at27p $ 20,520  00 

152, U00  cubic  yards  rock 
embankment  at  40c. . . 60,800  00 

710  cubic  yards  of  con- 
crete at  $4.50 8,195  00 
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4.800  lineal  feet  trench 

for  same  at  15c 720  00 

80,000  cubic  yards  to 
raise  tracks  of  E.,  J.  & 

E.  Ry.  at  25c 20,000  00 

Raising  and  relaying 
track  E.,  J.  & E.  Ry....  2,500  00 

Temporary  trestle  and 
track,  E.,  J.  & E.  Ry. . . 9,000  00 

Bridge  for  E.,  J.  & E.  Ry.  30,000  00 
Dam  at  Station  1708  36,500  00 


$183,235  00 

5 per  cent  for  Supt,.  etc.  9,161  75 

$ 192,396  75 

Station  1708  to  Dam 
No.  1- 

Bridge  at  Ingalls  street.  $ 16', 800  00 

81.000  cubic  yards  em- 
bankment at  35c 28,350  00 

5,100  cubic  yards  con- 
crete at  $4.50 22,950  00 

3,800  feet  of  lineal 
trench  for  same  at  20c  760  00 

2,500  cubic  yards  of  rock 
filled  dam  at  $1.75 4,375  00 

70.000  feet  B.  M.  grillage 

for  dam  at  $25, 1,750  00 

Tow  path  bridge 5,300  00 


$ 80,285  00 

5 per  cent  for  Supt..  etc.  4,0 14  25 

$ 84,299  25 

Right  of  way 286,000  00 


Total $1,490,000  35 


APPENDIX  2. 

Estimated  cost  of  work  between  the  end  of 
Section  14  and  Dam  No.  1 in  Joliet. 

PROPOSITION  2. 

MAIN  CHANNEL  AND  REGULATING  WORKS. 

Station  1480  to  1529. 

30,200  cubic  yards  earth 
excavation  at  20c $ 6,040  00 

540.000  cubic  yards  of 

rock  excavation  at  70c  378,000  00 

153.000  cubic  yards  of 

earth  filling  at  30c... . 45,900  00 

44.000  cubic  yards  dry 
rubble  retaining  walls 

at  $1.75 77,000  00 

1,445  cubic  yards  con- 
crete under  embank- 
ment at  $4.50  6,502  00 

10.000  lineal  feet  of 

trench  for  same  at  15c  1,500  00 

Regulating  works 150,000  00 


$664,942  00 

5 per  cent  for  Supt.,  etc.  33,247  10 

$ 698,189  10 

WASTE  WORKS. 

Station  1529  to  E.%  J.  & E.  Ry. 

249.000  cubic  yards  in 
embankment  above 
proposed  Lockp  o r t 

dam  at  24c $ 59,760  00 

257.000  cubic  yards  exca- 
vation at  and  below 

dam  at  50c 128,500  00 

1.581  cubic  yards  con- 
crete in.  embankment 

at  $4.50 7,114  00 

10,700  lineal  feet  trench 

for  same  at  15c 1,605  00 

Bridge  at  Lockportroad  20,400  00 
Masonry  dam  at  wire 
mills.... 45,000  00 


Railroad  bridge  at  wire 

mills 

Temporary  trestle  for 
track  at  wire  mills — 
Bridge  at  wire  mills  road 
Crib  dam,  flume  and 
channel  for  tempor- 
ary water  power  at 

wire  mills 

30,500  cubic  yards  earth 
in  embankment  below 

wire  wills  at  20c 

15,000  cubic  yards  riprap 

at  4Qc 

Raising  one  mile  of  C., 
St.  Ee.  & C.  Ry.... 


27,120  00 

6,400  00 
18,720  00 

36.000  00 

6,100  00 

6.000  00 
7,800  00 


$370,519  00 

5 per  cent  for  Supt.,  etc.  18,525  95 

$ 389,044  95 


BELOW  ELGIN,  JOLIET  AND  EASTERN  CROSSING. 

Bridge  for  switch  track 

E.,  J.  & E.  Ry $34,800  00 

32,500  cubic  yards  to 
raise  tracks  E.,  J.  & E. 

Ry.  at  25c 8,125  00 

4,700  cubic  yards  dry 
rubble  retaining  walls 
at  $2.00 ■ 9,400  00 

10.000  cubic  yards  earth 

filling  at  50c 5,000  00. 

11.000  cubic  yards  rock 

backing  at  25c 2,750  00 

46,600  cubic  yards  jock 
excavation,  entrance 
to  upper  basin  at  70c..  32,620  00 
Tow  path  bridge 6,100  00 


$ 98,795  00 

5 percent  for  Supt.,  etc.  4,939  75 
^ ® in*  7*4.  75 

Right  of  way $ 305,000.00 


Total $1,495,968  80 


APPENDIX  3. 

Estimate  of  the  work  between  the  end  of  Sec- 
tion 14  and  Dam  No.  1 in  Joliet. 

PROPOSITION  3. 

MAIN  CHANNEL  AND  REGULATING  WORKS. 
As  per  Proposition  1 — $ 694,193  85 

WASTE  WORKS. 

Station  1529  to  E.,  J.  & E.  Ry.— 

110,500  cubic  yards  em- 
bankment, Station 
1529  to  1581  at  20c $ 24,310  00 

103.000  cubic  yards  earth, 
filling,  1581  to  1660,  at 

25c 25,750  00 

207.000  cubic  yards  rock 
embankment,  1581  to 

1660,  at  40c 82,800  00 

42.000  cubio  yards  in 

roadways,  at  25c 10,500  00 

2,100  cubic  yards  con- 
crete under  embank- 
ment, at  $4. 50 9,450  00 

13,700  lineal  feet  trench 

for  same,  at  15c 2,055  00 

Excavation  and  embank- 
ment below  dam ......  7,450  00 

Bridge  at  LockTport  road  21,600  00 
Bridge  §it  Wire  Mills 

road.... 19,800  00 

Masonry  dam  above  E., 

J.&E.  Ry 45,000  00 

15.000  cubic  yards  riprap 
along  C.,  St.  Fe  & C. 

Ry.  at  40c 6,000  00 
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Raising  one  mile  of  C., 

St.  Fe  & C.  Ry.  tracks.  7,800  00 


*262,515  00 

5 per  cent  for  Superin- 
tendence, etc 13,125  75 

S 275,630  75 

Below  E.,  J.  & E.  Rail- 
way crossing,  items  as 

per  Proposition  2 103,734  75 

Right  of  way 284,000  00 


Total $1,357,559  35 


APPENDIX  4. 

Estimate  of  the  additional  cost  for  each  of  the 
several  propositions  required  to  furnish  a 
navigable  channel  18  feet  deep  from  the 
Regulating  Works  to  Dam  No.  1,  omitting 
items  common  to  all  propositions. 

PROPOSITION  1. 

130.000  cubic  yards  rock 
excavation,  Station 

1529  to  1581,  at  70c $ 91,000  00 

40.000  cubic  yards  earth 
filling.  Station  1529  to 

1581.  at  30c 12,000  00 

293.000  cubic  yards  exca- 
vation, Station  1708  to 

upper  basin,  at  70c  . . . 205,100  00 

34.000  cubic  yards  rock 
excavation  in  upper 

basin,  at  $1.50 51,000  00 

New  dam  at  upper  basin  50,000  00 

3.000  cubic  yards  con- 
crete, at  $4.50 13,500  00 

Swing  bridge,  E.,  J.  & E. 

Ry.,  superstructure 

only 33,320  00 

Swing  bridge,  Ingalls 
street,  including  pivot 

pier 16,000  00 

$ 471.920  00 


PROPOSITION  2. 


•210,000  cubic  yards  earth 
filling,  Station  1529  to 
1670,  at  25c $ 52,500  00 

567.000  cubic  yards  rock 
excavation.  Station 

1529  to  1670,  at  70c 398,900  00 

625.000  cubic  yards  rock 
excavation,  Station 
1670  to  upper  basin, 

at  $1.50 937,500  00 

272.000  cubic  yards  rock 
excavation  in  upper 

basin,  at  $1.50 408,000  On 

Drainage  culvert  for 
long  run  at  Lockport  30,000  00 
4,200  cubic  yards  con- 
crete, at  $4.50 18,900  00 

Railway  swing  bridge  at 

Wire  Mills 43,230  00 

Swing  bridge  for  E.,  J. 

& E.  Ry.,  main  line — 45,656  00 
Swing  bridge  for  E.,  J.  & 

E.  Ry.,  branch  line, 
superstructure  only..  33.320  00 
Additional  right  of  way  206,000  00 

PROPOSITION  3. 


$2,172.006  00 


130.000  cubic  yards  rock 
excavation,  Station 

1529  to  1581,  at  70c. S 91,000  00 

40.000  cubic  yards  earth, 
filling,  Stations  1529  to 

1581,  at  30c 12,000  00 


70.000  cubic  yards  earth 

filling,  Stations  1660  to 
1708,  at  27c  

140.000  cubic  yards  rock 

embankment.  Station 
1660  to  1708,  at  40c 

16.000  cubic  yards  rock 

excavation.  Station 
1660  to  1708,  at  65c 

266.000  cubic  yards  exca- 

vation (mostly  rock) 
Station  1708  to  upper 
basin,  at  65c 

34.000  cubic  yards  rock 

excavation  in  upper 
basin,  ata$1.50 

10.000  cubic  yards  con- 
crete, at  $4.50 

Raising  track  of  E.,  J.  & 
E.  Ry 

Temporary  trestle  and 
track 

Swing  bridge  for  E.,  J. 
& E.  Ry..., 

Swing  bridge  for  Ingalls 
street. 

Additional  right  of  way 


18,900  00 
56,000  00 
10,400  00 


172, m 00 

51,000  00 

45.000  00 
22,500  00 

4,500  00 
49,263  00 

16.000  00 
148,000  00 
$ 


697,463  00 


PURCHASE  OF  “SWIFT  & COMPANY  LAND.’ 

Mr.  Eckhart,  Chairman,,  presented  a 
report  from  the  Joint  Committee  on  Fin- 
ance and  Engineering,  recommending 
the  purchase  of  certain  right  of  way 
lands  in  Cook  County,  Illinois,  owned  by 
Messrs.  Swift  & Company,  and  directing 
the  Clerk  to  pay,  on  the  voucher  of  the 
Attorney,  for  said  lands,  as  provided 
therein;  and  the  report  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
proved  that  the  report  be  adopted,  the 
recommendations  made  therein  con- 
curred in,  and  the  Clerk  directed,  on  the 
voucher  of  the  Attorney,  to  pay  said 
Swift  & Company  for  said  lands  as  pro- 
vided in  the  report. 

Upon  roll-call  the  vote  stood : Yeas— 
Messrs.  Altpeter,  Bolden  week,  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell  and 
Wenter— eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  the  recommendations  made 
therein  concurred  in,  and  the  Clerk  di- 
rected, on  the  voucher  of  the  Attorney, 
to  pay  said  Swift  & Company  for  said 
lands,  as  provided  in  the  report. 

The  following  is 

THE  REPORT 

“Chicago,  March  1,  1893. 

To  the  Honorable  the  Board  of  Trustee 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— The  Joint  Committee  on 
Finance  and  Engineering  have  reached 
an  agreement  with  Swift  & Company,  a 
corporation,  for  the  purchase  from  it  Of 
all  its  lands  falling  within  the  right  Of 
way  of  this  District,  for  the  sum  of  on0 
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hundred  and  ten  thousand  ($110,000)  dol- 
lars. Said  Swilt  & Company  is  to  sell 
and  convey  to  this  district  all  its  interests 
to  and  in  the  premises  lying  within  the 
Town  of  Lyons,  Cook  County,  Illinois,  to 
sell  and  convey  to  this  District  all  its 
buildings,  improvements,  railroad  tracks, 
railroad  bridge  over  the  Illinois  & Michi- 
gan Canal,  loading  platforms  and  fixed 
machinery  located  on  said  premises,  or 
any  part  thereof,  or  on  the  Illinois  & 
Michigan  Canal  Reserve,  or  any  part 
thereof,  and  all  rights  of  way,  easements 
and  ice  privileges  whatsoever  connected 
with  said  premises. 

Your  Committee  would  therefore 
recommend  that  the  Clerk  of  this  District 
be  directed  to  pay,  on  the  voucher  of  the 
Attorney,  to  Swift  & Company,  the  sum 
of  one  hundred  mid  ten  thousand 
($110,000)  dollars  in  full  payment  of  all 
its  rights,  title  and  interest  in  and  to  any 
interest  it  may  have  in  the  premises  de- 
scribed as  follows: 

All  that  part  of  Lot  two  (3)  lying  west 
of  the  Illinois.  & Michigan  Canal,  con- 
taining fifty-two  and  seventy-six  hun- 
dredths (52  70-100)  acres,  more  or  less,  of 
the  owner’s  division  of  that  part  of  the 
southwest  quarter  (f)  of  Section  twelve 

(12) ,  Township  thirty-eight  (38)  north, 
Rhnge  twelve  (12),  East  of  the  Third 
Principal  Meridian,  lying  south  of  the 
Desplaines  River,  together  with  the  right 
of  way  for  a single  railroad  track  through 
that  piec^  of  iand  in  said  Lot  two  (2) 
lying  east  of  the  Illinois  & Michigan 
Canal  and  west  of  the  St.  Louis  & Alton 
Railroad,  and  said  track  to  connect  with 
Said  St.  Louis  & Alton  Railroad. 

Also  the  northeast  fraction  of  the  north- 
east quarter  (4)  of  Section  fourteen  (14), 
Township  thirty-eight  (38)  north.  Range 
twelve  (12)  East  of  the  Third  Principal 
Meridian 

Also.  Blocks  one  (1),  two  (2)  and  four- 
teen (14)  in  Spaulding’s  Family  Subdi- 
vision, of  the  southeast  fraction  of  the 
northwest  quarter  (f)»,  the  southeast 
fraction  of  the  northeast  quarter  (F),  and 
the  northeast  fraction  of  the  southwest 
quarter  (£),  and  the  west  half  (f)  of  the 
southeast  quarter  ( i ) of  Section  fourteen 
•(14),  Township  thirty-eight  (38)  north, 
Range  twelve  (12),  East  of  the  Third 
Principal  Meridian. 

Also,  that  part  west  of  Canal,  of  the 
northwest  quarter  (4)  of  Section  thirteen 

(13) ,  Township  thirty-eight  (38)  north. 
Range  tvvelve  (12),  East  of  the  Third 
Principal  Meridian  (excepting  and  re- 
serving therefrom  a strip  of  land  ninety 
(90)  feet  in  width  on  the  west  side  of  the 
Canal). 


Also,  all  that  piece  or  parcel  of  land  in. 
Section  fourteen  (14),  Township  thirty- 
eight  (38)  north,  Range  twelve  (12),  East 
of  the  Third  Principal  Meridian,  lying 
between  a line  drawn  in  the  center  of  the 
Desplaines  river  and  west  and  north  or 
northwest  of  a line  beginning  at  a point 
on  the  north  line  of  the  southeast  quar- 
ter (4)  of  the  northeast  quarter  (4)  of  Sec- 
tion fourteen  (14),  Township  thirty-eight 
(38)  north,  Range  twelve  (12),  East  of  the 
Third  Principal  Meridian,  eight  hundred 
and  thirty  (830)  feet  west  of  the  east- line 
of  Lot  one  (1)  in  Levi  Spaulding’s  Family 
Subdivision  aforesaid,  running  thence 
south  seven  (7)  degrees  thirty  (30)  min- 
utes west,  seven  (7)  chains  to  the  divid- 
ing line  between  Lots  6ne  (1)  and  two  (2) 
of  said  Subdivision,  thence  south  fifty- 
four  (54)  degrees  fifty  (50)  minutes  west, 
eight  and  twenty-six  hundredths 
(8  ^26-100)  chains  to  the  dividing  line 
between  Lots  two  (2)  and  three  (3)  of  the 
same  Subdivision,  being  five  hundred  and 
forty  (540)  feet  north  of  the  south  line  of 
said  Lot  two.(2)of  said  subdivision,  thence 
south  sixty-two  (62)  degrees  and  fifty  (50) 
minutes  west  nine  and  fifty-six  hun- 
dredths (9  56-100)  chains  to  a point  two 
(2)  feet  south  of  an  angle  of  the  govern- 
ment meander  line  three  and  fifty-six 
hundredths  i3  56-100)  chains  north  of  the 
south  line  of  the  south  west  fraction  of 
the  northeast  quarter  (4)  of  above  de- 
scribed section,  thence  parallel  with  the 
government  meander  and  two  (2)  feet 
south  of  it  nine  and  seventy-nine  hun- 
dredths (9  79-100)  chains,  thence  south- 
westerly on  a line  fifty  (50)  feet  distant 
from  the  southeasterly  baifk  of  the  Des- 
plaines River  to  the  west  line  of  the 
northeast  quarter  (4)  of  the  southwest 
quarter  (4)  of  the  above  described  section, 
thence  north  to  the  center  of  the  Des- 
plaines River,  thence  northeasterly  along 
the  center  thread  of  the  Desplaines  River 
to  the  north  line  of  the  southwest  quarter 
(f ) of  the  northeast  quarter  (4),  thence 
east  to  the  place  of  beginning. 

Also,  the  fraction  lying  east  of  the  Des- 
plaines Riyer  of  fractional  southeast 
quarter  (4)  of  Section  eleven  (11),  Town- 
ship thirty-eight  (38)  North,  Range  twelve 
(12)  east  of  the  Third  Principal  Meridian. 

Also,  the  fractional  northeast  quarter 
(4)  of  the  northeast  quarter  (4)  of  Section 
fourteen  (14),  Township  thirty-eight  (38) 
North,  Range  twelve  (12)  East  of  the 
Third  Principal  Meridian,  except  that 
part  conveyed  by  Ossian  Guthrie  and 
wife  and  wardell  Guthrie  and  wife  to 
John  Welbourn  by  deed  recorded  Jun 
seventh  (7th),  eighteen  hundred  and  seve 
enty-niue  (1879),  in- book  six  hundred  an- 
seventy-three  (673),  page  four  hundred 
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and  sixty-seven  (467)  of  the  records  of 
Cook  County. 

Also,  all  that  part  of  the  southeast 
fractional  quarter  (£)  of  Section  fifteen 
(15),  Township  thirty-eight  (38)  North, 
Range  twelve  (12)  East  of  the  Third  Prin- 
cipal Meridian  lying  east  of  the  Des- 
plaines  River,  containing  one  and  fifty- 
nine  hundredths  (1  59-100)  acres,  more  or 
less,  together  with  the  buildings,  im- 
provements, railroad  tracks,  railroad 
bridge  over  the  Illinois  and  Michigan 
Canal,  loading  platforms  and  fixed  ma- 
chinery located  on  said  premises,  or  any 
part  thereof,  or  on  the  Illinois  and  Michi- 
gan Canal  reserve,  or  any  part  thereof, 
all  rights,  rights  of  way,  easements  and 
ice  privileges  whatsoever  connected 
therewith. 

All  of  the  lots,  tracts,  pieces  and  par- 
cels of  land  hereinbefore  described,  are 
situated  in  the  County  of  Cook  in  the 
State  of  Illinois. 

There  is  reserved  to  Swift  & Company 
the  right  to  remove  from  the  ice  houses 
situated  upon  the  premises, all  the  ice  now 
stored  therein,  and  the  privilege  of  using 
the  boarding  house,  railroad  tracks  (ex- 
cepting the  spur  running  west  into  the  ice 
pond),  bridges,  and  machinery  thereon 
for  the  purpose  of  so  moving  the  ice, 
providing  the  ice  shall  be  removed  in 
such  a manner  as  to  avoid  all  unneces- 
sary interference  with  the  work  of  this 
District  or  its  contractors;  and  said  ice  to 
be  removed  on  or  before  the  first  day  of 
September,  1893. 

Swift  & Company  reserve  the  right  to 
remove  from  the  premises  all  tools,  im- 
plements and  machinery  which  are  not 
fixed  or  attached  to  the  premises  or  the 
buildings  thereon. 

Very  respectfully  submitted, 

(Signed)  B.  A.  Eckhart, 

Chairman. 

L.  E.  Cooley, 
Thomas  Kelly, 

John  J.  Altpeter, 
Wm.  Boldenweck, 

W.  H.  Russell, 

Joint  Committee  on  Finamce  amd  En- 
gineering.” 


COMMUNICATION. 

The  Clerk  presented  a communication 
from  L.  D.  Conner  & Co.,  with  refer- 
ence to  securing  the  use  of  the  Piper 
building  and  side  tracks,  on  Sections  A 
and  B of  the  Main  Channel;  and  the 
same  was  read 

Mr.  Boldenweck,  seconded  by  Mr. 
Altpeter,  moved  that  the  communication 
be  referred  to  the  Joint  Committee  on 
Finance  and  Engineering,  with  instruc- 
tions to  report  back  to  the  Board. 

The  motion  prevailed  unanimously 
and  it  was  so  ordered. 

The  following  is  the 

COMMUNICATION : 

“Chicago,  Feb.  28, 1893. 

To  the  Honorable  the  Board  of  Trustees  of 

the  Sanitary  District  of  Chicago: 

Gentlemen — We  are  desirous  of  secur- 
ing the  use  of  certain  buildings  and  side 
traces  located  on  Sections  “A”  and  “B” 
of  the  Sanitary  District  of  Chicago, 
formerly  used  by  the  Piper  Ice  Company 
and  others,  and  hereby  offer  you  for  the 
use  of  the  same  the  sum  of  twenty  ($20) 
dollars  per  month  during  the  life  of  our 
contract.  We  furthermore  agree  to 
keep  such  buildings  as  we  occupy  in  good 
condition. 

Yours  respectfully, 

(Signed)  L.  D.  Conner  & Co. 

By  L.  D.  Conner.” 

POSSESSION  OF  THE  ILLINOIS  AND  MICHI- 
GAN CANAL. 

The  President  announced  that  the  At- 
torney was  in  receipt  of  the  opinion  of  the 
Attorney  General  of  the  State,  the  Board 
of  Canal  Commissioners,  with  reference  to 
the  request  from  this  Board  for  the  pos- 
session of  the  Illinois  and  Michigan 
Canal,  the  receipt  and  disposition  of 
which  was  acknowledged  by  a communi- 
cation from  the  Canal  Commissioners, 
presented  to  the  Board  December  14, 
1892  (page  947  of  the  Proceedings). 

adjournment. 

Upon  motion  of  Mr.  Eckhart,  seconded 
by  Mr.  Boldenweck,  the  Board  then  ad- 
journed. 

Thos.  F.  Judge, 
Clerk. 
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PROCEEDINGS 

OF  THE 


Board  of  Trustees, 

OF  THE 


Sanitary  District  of  Chicago. 


MARCH  8.  1893. 


OFFICIAL  RECORD. 


REGULAR  MEETING. 

The  one  hundred  and  sixtieth  reg- 
ular meeting  of  the  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago  was  held 
in  their  rooms,  Rialto  Building,  Wednes- 
day, March  8, 1893,  at  2 o’clock  P.  M. 

President  Wenter  called  the  Board  to 
order 

Upon  roll-call  Messrs.  Altpeter,  Bolden- 
weck,  Cooley,  Eckhart,  Kelly,  Prender- 
gast,  Russell  and  Wenter — eight  (8) 
members,  were  present. 

MINUTES. 

The  minutes  of  the  regular  meeting 
held  March  1,  1893,  were  approved  as 
printed  on  motion  of  Mr.  Kelly,  sec- 
onded by  Mr.  Boldenweck. 


VOUCHERS. 

The  Clerk*  presented  the  following 
vouchers: 

PAY  ROLLS. 


Eng.  Dept.,  Div.  No.  1, 
week  ending  March  4, 
1893 

$1,167  05 

Eng.  Dept..  Div.  ]^o.  1, 
(8ag  Building)  week 
ending  March  4,  1893 

14  40 

Eng.  Dept,  Div.  No>  2, 
week  ending  March  4, 
1893 

276  60 

Eng.  Dept.,  Div.  No.  3, 
week  ending  March  4, 
1893 

431  70 

Eng.  Dept.,  Div.  No.  4, 
week  ending  March 4. 
1893 

49  20 

Clerical  Dept.,  office 
roll,  week  ending 
March  4,  1893 

$ 1,938195 

39  00 
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Law  Dept.,  office  roll, 
week  ending  March  4, 

1893 63  00 


Total  . $ 2,040  95 

ENGINEERING  DEPARTMENT. 

Construction  Account— 

McArthur  Bros.  (Sec. 

2,  March  1, ’93) $710  50 

McArthur  Bros.  (Sec.  3, 

March  1,  1893) 425  25 

Agnew  & Co.  (Sec.  6, 

March  1,  ’93) 212  63 

Agnew  & Co.  (Sec.  7, 

Feb.  28. ’93) 1,376  29 

Agnew  & Co.  (Sec.  8, 

Feb.  28,  ’93) 1,929  49 

Agnew  & Co.  (Sec.  9, 

Feb.  28, ’93) 282  61 

E.  1).  Smith  & Co.  (Sec. 

-10,  Feb.  28,  ’93)......  1,092  00 

Mason,  Hoge  & Co. 

(Sec.  11,  Feb.  28,  ’93)  3,377  04 
Mason,  Hoge  & Co. 

(Sec.  12,  March  1,  ’93)  6,102  26 

Mason,  Hoge  & Co. 

(Sec.  13,  March  1, ’93)  2,943  28 

$18,451  35 

ENGINEERING  DEPARTMENT. 


Cameron,  Am  berg  & 

Co.  (stationery) $ 32  62 

F.  Mayer  & Co.  (blue 

prints) 8 70 

F.  Mayer  & Co.  (blue 

prints) 18  09 

The  Polygraph  Print 

Co.  (polygraphs) 10  05 

Warren  Ewen,  Jr.  & 

Co.  (blue  prints) 10  29 

Good willie  Bros.  & Co. 

( pine  stakes) 38  26 

Emil  Kuholph  (survey- 
ing street  ends) 550  00 

Trevor  Spring  Water 

Co.  (ice) 9 00 

McArthur  Bros,  (coal-  * . 

baring  machine) 7 50 

.).  A.  Banks  (sundries)  8 40 

Chicago  Toilet  Supply 

Co.  (toweling) 5 40 

L J.  Myers  (rent,  Mt. 

Forest) 20  00 

H.  S.  Norton  (rent,  Le- 

mont) 18  00 

Chas.  L.  Harrison  (rent, 

Lo  kport) 20  00 

D.  C Dunlap  (horse 
and  buggy— Feb.)...*.  45  00 

John  T.  Allison  (sun- 
dries)  13  50 

Morrisson,  Plummer  & 

Co. (paint.  Sag  bldg.)  26  00 

Jones  & Laughlins, 
limited  (iron,  Mt. 

Forest  bridge) 29  22 

Chas.  Greene  (expres 
sage,  Mt.  Forest 

bridge) 2 00 

Hiram  A.  Miller  (trav- 
eling)  20  36 


'Hiram  A.  Miller  (trav- 

eling, Sag  bldg. ) 

Hiram  A.  Miller  (trav- 

5  35 

eling) 

E.  R.  Shnable  (trav- 

29 74 

eling) ; 

L,  J.  Myers(  traveling— 

16  71 

Mt.  Forest  bridge) . .. 
T.  F.  Richardson  (trav- 

2  16 

eling) 

Chas.  L.  Harrison  (ex- 

18 98 

pense) 

25  73 

A.  R.  Benson (expense) 
Alex.  E.  Kastl  (ex- 

•3 29 

pense)  

Alex.  E.  Kastl  (emer- 

25 89 

gency) 

Alex.  E.  Kastl  (emer- 

15 43 

gency) 

Alex.  E.  Kastl  (emer- 

5  00 

gency) 

A.  C.  Schrader  (emer- 

9  “00 

gency 

A R.  Benson  (emer- 

24 91 

gency 

23  85 

CLERICAL  DEPARTMENT. 

Trevor  Spring  Water 

Co.  (tee).. $300 

Warner’s  Towel  Sup- 
ply (toweling) 1 50 

$ 4 50 

LAW  DEPARTMENT. 

Henry  Gebhardt  (vault 

fittings) $8  50 

E.  G.  Christoph  Lith. 

Co.  (envelopes) 34  80 

JohnP.  Wilson  (legal 
services,  Dec.  1, 1892, 
to  Feb.  28,  1893,  in- 
clusive)  1,250  00 

Frederic  J.  Squibb  (court 

stenogiapher) 1,285  25 

[J.  W.  Weston,  (expense, 

expert  witnesses) 115  00 

U.  W.Weston(expense).  118  60 
Haynie  R. Pearson  (ex- 
pense)  17  22 

$ 2,829  37 


Grand  total $24,424  60 


Mr.  Bolden  week,  seconded  by  Mr. 
Eckhart,  moved  that  the  vouchers,  as 
read  and  shown  above,  be  approved  and 
ordored  paid. 

On  roll-call  the  vote,  stood  : Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhait,  Kelly,  Prendergast,  Russell  and 
Wenter — eight  (8).  Nays — None. 

(Mr.  Cooley  voted  “aye”  on  all  vouch- 
ers except  for  salaries  for  “Assistant  En- 
gineers,” and  Mr.  Prendergast  voted 
“aye”  on  all  vouchers  except  those  for 
“Construction.”) 

Upon  which  result  the  President  de- 
clared the  motion  carried  and  the  vouch- 
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ers,  as  read  and  shown  above,  approved  | 
and  Ordered  paid. 

REQUISITIONS. 

The  Clerk  presented  the  following 
requisition: 

No.  707,  Treasury  Department. 

(stationery) $ 3 50 

Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
weck,  moved  that  Requisition  No.  707, 
for  the  Treasury  Department,  as  read  and 
showm  above,  be  allowed: 

Upon  roll-call  the  vote  stood : Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell  and 
W enter—  eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  Requi- 
sition No.. 707,  for  the  Treasury  Depart- 
ment, as  read  and  shown  above,  allowed. 

REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report,  in  ac- 
cordance with  the  rules  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  March  4th, 
1893. 

The  same  was  read  and  by  unanimous 
consent  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT  : 

“Chicago,  March  8,  1893. 

To  the  Honorable  the  Board  of  Trustees 

o]  the  Sanitary  District  of  Chicago: 

Gentlemen — I oeg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  March 
4,  1893,  as  the  same  have  been  reported 
to  me  : 


Engineering  Department 88 

Engineering  Department  (Sag 

Building) 1 

— 89 

Clerical  Department 3 

Treasury  Department 1 

Law  Department 9 

Total  employes 102 


Respectfully  submitted, 

(Signed)  Thomas  F.  Judge, 

Clerk” 

monthly  report  from  clerical  de- 
partment. 

The  Clerk  presented  a report  from  the 
Clerical  Department  for  the  month  of 
February,  1893. 


The  same  was  read,  and  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT  : 

“Chicago,  March  8,  1893. 

To  the  Honorable  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago: 

Gentlemen — I have  the  honor  to  here- 
with report  that  the  total  amount  ex- 
pended on  account  of  and  charged  to  the 
Clerical  Department  during  the  month  of 
February  was  8710.45,  divided  as  fol- 
lows: 

Salaries 639.34 

Stationery 31.41 

Furniture 7.50 

General  expenses 32.20 


Total 8710.45 


There  are  no  outstanding  liabilities,  and 
the  expenses  for  the  present  month  will, 
from  present  indications,  be  about  $750. 

The  total  amount  expended  and 
charged  to  the  General  Account  during 
the  month  of  February  was  $4,044.88, 
divided  as  follows: 


Salaries $2,783.33 

Printing  and  Stationery 196.49 

Advertising. 712.29 

Furniture...- 33.50 

Insurance 75.00 

Janitor  service 80.00 

General  expenses 164.27 


Total 84.044.88 


There  are  no  outstanding  liabilities 
against  the  General  Account,  and  the 
expenses  for  the  present  month  will  be. 
under  $3,500. 

Respectfully  submitted, 

(Signed)  Thos.  F.  Judge, 

Clerk.” 

monthly  report  from  law  depart- 
ment. 

The  Clerk  presented  a report  from  the 
Law  Department  for  the  month  of  Feb- 
ruary, 1893. 

The  same  was  read,  and  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

the  report: 

‘ ‘Chicago,  March  8,  1893. 

To  the  Honorable , the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago : 
Gentlemen — I report  herewith  the 
total  amount  paid  out  on  account  of  the 
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Law  Department,  during  the  month  of 
February,  1893,  classified  as  follows: 


Received  from  Blair  & 
Co.,  premium  on  the 
above  250  bonds 


Salaries. 

Attorneys $1,383  33 

Right  of  way 476  66 

Office  force 172  00 

$2,031  99 

General  Expenses. 


Received  from  Blair  & 
Co.,  accrued  interest 
on  the  above  250  bonds, 
84  days  to  Jan  24,  at  5 
per  cent 

Received  from  Tax  Ac- 
count, YVestTownCol- 
lector 


Right  of  way. . 

Court  costs 

Legal  services 

Stationery 

Furniture 

Sundries  


$1,043  41 
. 2,457  15 
. 2,050  00 
20  10 
79  50 
18  16 

$5,668  32 


Received  from  General 
Acct.,  Warrants  No. 
908  and  959  ordered 
re-deposited 

Received  from  T>>x 
Acct.,  Town  of  Lake 
View  Collector 


3,781.25 


2,876.70 

20,000.00 


750.00 
1,000  00 


Land  Account. 

Right  of  way $4,436  75 

Total ....$12,137  06 


The  ordinary  expenses  for  the  month  of 
March,  so  far  as  can  be  estimated,  will  be 
practically  the  same  as  those  of  February. 

The  suit  referred  to  in  my  last  report  to 
condemn  about  430  acres  of  land  between 
Willow  Springs  and  Summit,  took  five 
weeks  for  trial  in  court,  and  was  finished 
Saturday,  February  18.  The  motion  for 
new  trial  in  this  case  and  in  the  Cook-Yore 
ease,  will  be  argued  this  week  Saturday. 

Settlement  was  made  for  Swift  & Co.’s 
ice  plant  the  early  part  of  this  month,  and 
negotiations  are  now  pending  for  about  275 
acres  of  land  not  yet  purchased  between 
Willow  Springs  and  Summit. 

The  trial  to  condemn  all  this  land  for 
which  settl*  ment  cannot  be  made  out  of 
court,  will  be  had  as  soon  as  arrangements 
can  be  made  with  one  of  the  judges  to  hear 
the  case. 

Respectfully  submitted, 

(Signed)  Orrin  N.  Carter, 

Attorney 


Received  from  Tax  Ac- 
count, South  Town 
Collector 25,000.00 

Received  from  Ameri- 
can Trust  and  Savings 
Bank,  interest  for 
February 1,035.04 

Received  from  Chicago 
National  Bank,  inter- 
est for  February 938.82 

Received  from  National 
Bank  of  Illinois, inter- 
est for  February 904.45 

Received  from  Metro- 
politan National  Bank,, 
interest  for  February.  907.19 

Received  from  Ft.  Dear- 
born National  Bank, 

. interest  for  February.  902.53 


Total  cash  received  for 
month . $2,592,346.97 


Total  cash  disbursed  du- 
ring month  as  per  an- 
nexed schedules,  viz: 

Clerical  Department — $ 710.45 

Treasury  Department. . 166.67 

Engineering  Departm’t.  13,302.46 

Engineering  —Construc- 
tion-Department   37,144.26 

Law  Department 7,965.03 

Law  Department^Land 
Account 4,436.75 

General  Account 4,499.17 

$68,224.79 


MONTHLY  REPORT  FROM  TREASURY  DE- 
PA  RTMENT. 

The  Clerk  presented  a report  from  the 
Treasury  Department  for  the  month  of 
February,  1893. 

The  same  was  read,  and  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT: 

Balance  on  hand  at  date 

ot  last  report  . — $2,284,250.99 

Received  from  Blair  & 

, Co.  lor  250  Sanitary 
District  Bonds 250,000.00 


Balance  this  date,  in 
banks  as  per  schedule 

endorsed  hereon  $2,524,122.18 


(Signed)  MELVILLE  E.  STONE, 

Treasure  r. 

Chic AG,o,  March  4,  1893.” 

SCHEDULE : 

Fart  Dearborn  National  Bank $ 476,122.08 

•Chicago. National  Bank 500,638.08 

Metropolitan  National  Bank — .. ..  478,859.95 

National  'Bank  of  Illinois.! 476,902.61 

American  Trust  and  Savings  Bank.  .591,539.46 


Total S2.524.122.18 
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semi-monthly  REPORT  FROM  SANITARY 
INSPECTOR. 

The  Clerk  presented  the  semi-monthly 
report  from  the  Sanitary  Inspector;  and 
the  same  was  read, 

Mr.  Eckhart,  seconded  by  Mr.  Alt- 
peter.  moved  that  the*  report  be  printed 
and  referred  to  the  Committee  on  Health 
and  Public  Order. 

The  motion  prevailed  unanimously  and 
the  report  was  so  referred. 

The  following  is 

the  report: 

“Chicago,  March  2,  1893. 

To  tfie  Honorable  the  Board  of  Irustees 

of  the  Scmitarru  District  of  Chicago: 

Gentlemen:— There  has  been  no  ma- 
terial change  in  the  sanitary  condition  of 
the  various  camps  throughout  the  Sani- 
tary District,  since  submitting  my  last  re- 
port. There  has  been  an  increase  of  sick- 
ness in  some  of  the  camps  that  have  been 
flooded,  but  nothing  serious  enough  to  have 
proved  fatal,  yet  sufficient  to  make  appar- 
ent the  necessity  of  a hospital  service  for 
the  laborers  on  the  work  This,  1 am 
pleased  to  report,  is  assuming  definite 
shape,  and  by  the  15th  of  March  the  ar- 
rangements wilhbe  completed  for  the  care 
of  forty  patients,  and  by  the  1st  of  April 
for  one  hundred  and  fifty.  This  will  be  at 
the  main  Hospital,  which  is  situated  be- 
tween Willow  Springs  and  Mount  For- 
est, in  a most  admirable  situation.  It  will 
be  thoroughly  equipped  with  all  the 
requisites  of  a first  class  hospital  in  every 
particular,  and  it  is  safe  to  assert  that  when 
the  system  is  completed,  which  contem- 
plates the  erection  of  two  others,  one  at 
Lemont  and  one  at  Lockport,  that  the 
most  thorough  provision  will  have  been 
made  for  the  comfort  and  welfare  of  the 
employes  on  the  Main  Channel  than  was 
ever  attempted  on  any  work  of  a similar 
eharacter. 

I have  not  gone  through  the  camps  and 
vaccinated  them  all  as  1 designed  doing, 
from  the  fact  that  owing  to  the  wretched 
weather  that  prevailed  during  the  winter 
the  contractors  are  working  with  dimin- 
ished forces,  and  some  of  them  shutting 
down,  from  inability  to  contend  with  these 
unfavorable  conditions. 

I have  deemed  it  best,  therefore,  to  defer 
this  until  they  are  working  their  full  force. 
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when  a much  more  thorough  vaccination 
can  be  accomplished. 

Before  closing  my  report,  there  is  a mat- 
ter that  I would  like  to  call  the  attention  of 
the  Board  to.  Upon  investigation  I have 
discovered  that  the  legislature  of  Illinois 
have  never  passed  a law  that  defines  what 
amount  of  Space  in  cubic  feet  shall  be 
allotted  to  each  occupant  of  a sleeping 
room.  There  is  a law  that  applies  to  op- 
eratives in  factories  in  regard  to  this 
matter.  But  on  the  regulation  of  space  in 
sleeping  apartments,  and  the  proper  venti- 
lation of  same,  the  law  is  silent.  And  I 
should  deem  it  most  appropriate  that  the 
Sanitary  Board  which  was  organized  for 
sanitary  purposes,  and  is  so  thoroughly 
representative  of  the  people  of  Chicago, 
should  take  action  in  regard  to  state  legis- 
lation on  this,  in  my  opinion,  very  im- 
portant matter.  The  passage  of  such  a law 
would  serve  as  a guide  to  regulate  the 
camps  in  the  Sanitary  District,  and  would 
be  a sanitary  measure  of  great  benefit  to 
the  city  at  large.  As  the  matter  now 
stands,  I see  no  legal  barrier  to  the  rankest 
kind  of  over-crowding  in  rooms  designed 
for  sleeping  purposes. 

Trusting,  that  the  the  Board  will  take 
action  on  this  suggestion,  this  report  is 
most  respectfully  submitted. 

(Signed)  Wm.  Martin,  M.  D., 

Samntwry  Inspector.''' 
appointment  of  assistant  engineers. 

The  Clerk  presented  a report  from  the 
Chief  Engineer,  transmitting  the  names 
of  persons  appointed  as  Assistant  Engi- 
neers and  requesting  the  concurrence  of 
the  Board  in  the  same;  and  the  report  was 
read. 

Mr.  Kelly,  seconded  by  Mr.  Bolderi- 
week,  moved  that  the  report  be  referred 
to  the  Joint  Committee  on  Engineering 
and  Finance,  with  directions  to  report 
back  at  the  next  meeting. 

The  motion  prevailed  unanimously  and 
the  report  was  so  referred. 

The  following  is 

THE  REPORT: 

“ Chicago,  March  8,  1893. 

To  the  Honorable  Board,  of  the  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— In  accordance  with  the 
regulations  of  the  Board,  I hereby  appoint 
the  following  named  persons  to  the  position 
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of  Assistant  Engineer,  and  respectfully  re- 
quest your  concurrence  in  the  same. 

H.  B.  Alexander, 

Chas.  L.  Harrison, 

L.  J.  Myers, 

H.  A.  Miller, 

T.  F.  Richardson, 

E.  R.  Shnable, 

Alexander  E.  Kastl, 

Ebin  J.  Ward. 

Respectfully  submitted. 

(Signed)  Benezette  Williams, 
Chief  Engineer” 

REPORT  ON  REQUISITION  NO.  304. 

Mr,  Cooley,  Chairman,  presented  a re- 
port from  the  Committee  on  Engineer- 
ing returning  Requisition  No.  3^04,  for 
the  Engineering  Department — referred 
to  that  Committee  at  the  meeting  held 
March  1,  1893,  (page  1065  of  the  Pro- 
ceedings)— with  the  recommendation 

that  the  same  be  allowed;  and  the  report 
was  read. 

Mr.  Cooley,  seconded  by  Mr.  Bolden- 
weck,  moved -that  the  report  be  adopted, 
orde9ed  printed  and  placed  on  file,  the 
recommendations  made  therein  con- 
curred in,  and  the  requisition  allowed. 

Upon  roll-call  the  vote  stood:  YeaS— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eekhart,  Kelly,  Prendergast,  Russell  and 
Wenter — eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  the  recommendations  made  therein 
concurred  in,  and  the  requisition  allowed. 

The  following  is 

THE  REPORT: 

“ Chicago,  March.  6,  1893. 

To  the  Honorable  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago: 
Gentlemen— Your  Committee  on  En- 
gineering, to  whom  was  referred  at  the 
meeting  held  March  1,  1893,  ( page  1065  of 
the  Proceedings),  requisition  No.  304,  for 
lithographed  letter  heads  and  envelopes  for 
the  Engineering  Department,  herewith  re- 
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turn  the  same  with  the  recommendation 
that  it  be  allowed. 

Respectfully  submitted, 

(Signed)  L.  E.  Cooley, 

Chairman. 

W.  H.  Russell, 

Wm.  Boldenweck* 
Thomas  Kelly, 

John  J.  Altpeter, 
Committee  on  Engineering 
(Accompanied  by  one  (1)  requisition.) 


REPORT  ON  REQUISITIONS  NOS.  297  AND 
300. 

Mr.  Cooley,  Chairman,  presented  a re- 
port from  the  Joint  Committee  on  Engi- 
neering and  Finance,  returning  requisi- 
tions Nos.  297  and  300,  for  the  Engineer- 
ing Department,  referred  to  that  Com- 
mittee at  the  meeting  held  February  23, 
1893  (page  1059  of  the  Proceedings),  with 
the  recommendation  that  the  same  be  al- 
lowed; and  the  report  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Bolden- 
weck, moved  that  the  report  be  adopted, 
ordered  printed  and  placed  on  file,  the 
recommendations  made  therein  con- 
curred in,  and  the  requisitions  allowed. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell  and 
Wenter — eight  (8).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  the  recommendations  made  therein 
concurred  in*  and  the  requisitions  al- 
lowed. 

The  following  is 

THE  REPORT: 

“Chicago,  March  6,  1893. 

To  the  Honorable  the  Boftrd  of  Trustees  of 

the  Sanitaw  District  of  Chicago: 

Gentlemen— Your  Joint  Committee  on 
Engineering  and  Finance,  to  whom  were 
referred  at  the  meeting  held  February  23, 
1893, (page  1059  of  the  Proceedings)  requisi- 
tions Nos.  297  and  300,  for  sundry  supplies 
for  the  Engineering  Department,  respect- 
fully return  the  same  herewith,  with  such 
amendments  as  they  deem  proper,  and 
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recommend  that  they  be  allowed  as 
amended. 

Respectfully  submitted, 

(Signed)  L.  E.  Cooley,. 

Chairman. 
W.  H.  Russell, 

Wm.  Boldenweck, 
Thomas  Kelly, 

B.  A.  Eckhart, 

John  J.  Altpeter, 

Joint  Committee  on  Engineering  and  Fi- 
nance” 

(Accompanied  by  two  (2)  requisitions.) 

REPORT  ON  TICE  RESOLUTION. 

Mr.  Boldenweck.  for  the  Committee  on 
Federal  Relations,  presented  a report, 
with  reference  to  action  on  the  resolu- 
tion (copy  to  which  was  attached)  intro- 
duced into  the  General  Assembly  of  Illi- 
nois by  Representative  Tice,  concerning 
the  removal  of  dams  in  the  Illinois  River, 
which  matter  was  referred  to  that  Com- 
mittee at  the  meeting  held  February  23, 
1893  (page  1002  of  the  Proceedings);  and 
the  report  was  read. 

Mr.  Boldenweck,  seconded  by  Mr. 
Cooley,  moved  that  the  report  be  adopt- 
ed, with  the  accompanying  resolution, 
ordered  printed,  and  placed  on  tile,  and 
the  recommendations  made  therein  con- 
curred in. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell  and 
Wenter — eight  (8).  Nays — None. 

Upon  which  result  tha  President  de- 
clared the  motion  carried,  the  report 
adopted,  and, with  accompanying  resolu- 
tion ordered,  printed  and  placed  on  tile, 
and  the  recommendations  made  therein 
concurred  in. 

The  following  is 

THE  REPORT,  WITH  ENCLOSURE: 

“Chicago,  March  4,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— In  the  matter  of  the  reso- 
lution introduced  into  the  House  of  Repre- 
sentatives of  the  General  Assembly  of 
Illinois,  by  the  Hon.  Homer  J.  Tice,  said 
resolution  reciting  the  existing  conditions 
in  respect  to  overflow  of  the  bottom  lands 
of  the  Illinois  River  below  Utica,  and  call- 
ing for  the  removal  of  certain  dams,  with  a 
view  of  ameliorating  the  condition  of  said 


lands,  and  in  anticipation  of  an  increased 
water  supply  through  the  works  of  this 
district,  your  committee  reports  as  fol- 
lows: 

The  subject  matter  is  essentially  the 
same  as  referred  to  this  committee,in  order 
of  September  21  last  (page  759  of  the.  Pro- 
ceedings), viz: 

“ Ordered , That  the  Committee  on  Fed- 
eral Relations  be  instructed  to-consider  and 
recommend  such  action  as  should  be  taken 
by  this  Board  in  regard  to  procuring  the  re- 
moval of  locks  and  dams  on  the  Illinois 
River  below  Utica,  and  in  conformity  with 
the  letter  and  spirit  of  the  Sanitary  Dis- 
trict Act,  the  act  for  the  improvement  of 
the  Illinois  and  Desplaines  Rivers,  and  the 
joint  resolution  passed  by  the  Thirty-sixth 
General  Assembly  in  1889— all  of  which  i3 
a matter  of  concern  to  the  Sanitary  Dis- 
trict and  to  the  people  of  the  Illinois 
Valley.” 

This  report  will  therefore  cover  the  above 
order,  as  well  as  that  of  February  23. 

The  full  spirit  and  purpose  of  what  are 
known  as  ‘‘The  Chicago  Drainage  and 
Waterway  Laws,”  passed  by  the  General 
Assembly  of  1889,  are  embraced  in  two  (2) 
enactments  and  a joint  resolution  as  fol- 
lows: 

1.  “An  act  to  create  Sanitary  Districts 
and  to  remove  obstructions  in  the  Illinois 
and  Desplaines  Rivers.” 

Under  this  act  the  Sanitary  District  of 
Chicago  has  been  organized  and  is  now  en- 
gaged in  projecting  and  carrying  out 
works  in  harmony  with  its  provisions. 

2.  “An  act  in  reference  to  the  improve- 
ment of  the  Illinois  and  Desplaines  Rivers, 
and  to  repeal  and  act,”  etc. 

This  was  designed  to  secure. the  removal 
of  the  State  dams  at  Henry  and  Copperas 
Creek,  for  the  better;  protection  of  the 
bottom  lands  from  overflows,  and  in  view 
of  the  water  to  be  sent  down  by  the  pro- 
posed Sanitary  District. 

3.  The  joint  resolution,  which  re- 
cited at  length  the  physical  conditions  of 
the  lower  Illinois  Valley,  and  defined  the 
policy  of  the  State  of  Illinois  “To  procure 
the  construction  of  a waterway  of  the 
greatest  practical  depth  and  usefulness  for 
navigation,”  and,  among  other  things,  re- 
quested the  United  States  to  change  its 
policy  in  regaid  to  the  construction  of 
locks  and  dams  at  LaGrange  and  Kamps- 
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ville,  and  apply  its  funds  to  the  improve- 
ment of  the  channel  from  LaSalle  to  the 
mouth,  “in  such  manner  as  to  develop 
progressively  all  the  depth  practicable  by 
the  aid  of  a large  water  supply  from  Lake 
Michigan  at  Chicago.” 

The  theory  of  this  legislation  may  be 
stated  as  follows: 

1.  An  enabling  act  which  will  permit 
Chicago  to  solve  its  sanitary  problem,  but 
in  harmony  with  certain  limitations  which 
shall  incidentally  cause  the  works  to  be  so 
designed  and  executed  as  to  contribute  to  a 
great  waterway  between  Lake  Michigan 
and  the  Mississippi  River. 

2.  That  the  large  volume  of  water  pro- 
vided for  makes  practicable  a waterway  of 
magnitude  from  the  point  where  the  works 
of  the  distriet  terminate  through  the  State 
to  the  Mississippi,  but  that  in  the  present 
condition  of  the  Desplaines  and  Illinois 
Rivers,  and  with  the  works  heretofore  con- 
structed and  projected,  serious  injury  may 
occur  through  overflow.  Therefore,  the 
State  has  made  such  provisions  as  seemed 
expedient  to  secure  the  removal  of  ob- 
structions, protect  the  interests  of  riparian 
owners,  and  provide  for  an  open  channel 
below  Utica. 

This  Board  is  elected  tor  the  purpose 
of  putting  into  effect. so  far  as  lies  within  its 
province,  the  spirit  of  the  entire  legislation 
of  1889,  all  of  which  is  part  of  the  implied 
understanding  arrived  at  by  the  parties  in 
interest  as  the  basis  of  action  by  the  State. 

The  investigations  made  under  authority 
of  this  Board  in  1890  and  1892  of  the  over- 
flows and  effects  ot  the  dams  throughout 
the  river  below  Joliet,  have  fully  supported 
the  propriety  of  all  the  legislation  of  1889, 
and  the  evil  effects  of  the  dams  below  La- 
Salle are  shown  to  be  greater  lhan  was  an- 
ticipated four  years  ago.  This  matter  is 
not  yet  worked  up  so  as  to  enable  it  to  be 
fully  presented  and  properly  reported. 

" In  view  of  all  knowledge  thus  far  re- 
ceived there  seems  no  reason  to  suggest  anv 
policy  different  from  that  covered  by  the 
legislation  of  1889. 

As  the  resol uf ion  introduced  by  Repre- 
sentative Tice  seems  to  be  in  full  accord 
with  this  policy,  and  as  the  actiou  pro- 
posed cannot  be  too  often  or  too  urgently 
insisted  upon,  your  Committee  believes  that 
the  Board  may  properly  express  its  interest 
in  the  matter  and  urge  its  adoption.  In- 


deed, such  a course  is  not  only  in  the  in- 
terest of  a National  Waterway  Develop- 
ment, but  is  also  calculated  to  diminish 
any  liability  of  the  district,  on  account  of 
the  water  contributed  to  the  valley. 

Your  committee  therefore  recommends 
that  this  report  be  adopted  as  the  sense  of 
this  Board,  and  that  the  President  be  in- 
structed to  advise  the  Speaker  of  the  Ilonse 
of  the  action  taken. 

Very  respectfully, 

(Signed)  Wm.  Boldenweck, 

Chairman . 

L.  E.  Cooley, 

John  J.  Altpetek; 

W.  H.  Russell, 

Committee  on  Fe<letral  Relations.-’ 

RESOLUTION  : 

“Whereas,  The  Illinois  River  from  St. 
Louis  to  Grafton,  is  the  remnant  of  an 
ancient  stream  bed.  bohlered  by  wide  and 
low  bottom  lands,  much  cut  by  lake,  bayou 
and  marsh,  an  alluvial  stream  of  small, 
low  water  volume  and  sluggish  current, 
with  a declivity  of  only  twenty-six  feet  in 
225  miles— a declivity  so  small  as  to  require 
a large  volume  of  water  to  maintain  an 
effective  channel,  a stream  which  in  its 
natural  condition  is  able  to  maintain  but  a 
small  depth  through  the  deposits  with 
which  the  tributaries  constantly  tend  to 
choke  the  channel;  and 

Whereas,  The  erection  of  dams  with  a 
view  to  the  creating  of  slack  water  for  the 
purpose  of  navigation  diminishes  the 
scouring  force  of  the  current  at  medium 
and  low  stages,  promotes  channel  decay, 
causes  deposits  m the  mouths  of  the  tribu- 
taries, and  the  more  ready  overflow  of  the 
bottom  lands,  resulting  in  the  repeated  de- 
struction of  property  and  damage  to  the 
growing  crops,  together  with  a continued 
increase  of  unhealthfulness— a tendency 
already  exhibited  in  a notable  degree  from 
the  conditions  created  by  the  dams  erected 
by  the  State  of  Illinois  at  Henry  and  Cop- 
peras Creek  in  1872  and  1877  respectively^ 
and 

Whereas,  The  completion  by  the  United 
Stales  of  the  dams  at  Lagrange  and  Kamps- 
vi lie  will  raise  the  general  leyel  of  the 
river  below  Copperas  Creek  by  several  feet, 
and  increase  the  already  alarming  ten- 
denciesto  channel  decay  and  destructive 
overflow  and  unhealthfulness,  already  ex- 
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hibited  through  the  agency  of  the  State 
works  at  Henry  and  Copperas  Creek;  and 

W he  tie  as,  Works  now  projected  by  the 
City  of  Chicago  and  in  process  of  construc- 
tion, will  in  a few  years,  add  immense  vol- 
umes of  water  to  the  already  overburdened 
waterway,  thereby  increasing  the  damage 
from  overflow  rendering  much  valu- 
able land-  useless,  not  only  injuring  the 
people  of  the  valley  but  the  interests  of  the 
whole  state;  and 

Whereas,  It  is  believed  to  be,  and  has 
been  satisfactorily  demonstrated,  that  the 
present  waterway  from  the  Mississippi 
River  and  via  the  Illinois  and  Desplaines 
Rivers  can  be,  by  proper  dredging  and 
leveeing,  made  to  form  a part  of  a great 
natural  waterway,  of -which  the  dams  and 
locks  uDon  the  alluvial  section  can  form 
no  part,  and  which,  if  allowed  to  remain, 
will  only  increase  th£  disastrous  overflows; 
therefore  be  it 

Resolved  by  the  House  of  Representatives 

of  Illinois : 

First— That  it  is  the  policy  of  the  State 
of  Illinois  to  procure  the  construction  of  a 
waterway  of  the  greatest  practicable  depth 
and  usefulness  for  navigation  from  Lake 
Michigan  via.  the  Desplaines  and  lllinuis 
Rivers  to  the  Mississippi  River  and  encour- 
age the  construction  of  feeders  thereto  of 
like  proportion  and  usefulness; 

Second— That  the  members  of  Congress 
and  the  United  States  Senators  from  Illi- 
nois are  requested  to  use  their  influence  to 
stop  work  upon  the  locks  and  dams  at 
Lagrange  and  Kampsville,  and  to  apply  all 
funds  and  future  appropriations  to  the  im- 
provement of  the  channel  from  LaSalle  to 
the  mouth,  of  such  a depth  as  will  be  of 
present  utility,  and  in  such  manner  as  to 
develop  progressively  all  the  depth  practic- 
able by  the  aid  of  a large  water  supply 
from  Lake  Michigan  at  Chicago. 

Third— That  the  Secretary  of  State  is  re- 
quested to  forward  a copy  of  this  resolution 
to  each  Congressman  and  Senator  from 
Illinois.” 

EXHIBIT  AT  “WORLD’S  FAIR.” 

Mr.  Boldenweck,  for  the  Committee 
on  Federal  Relations,  presented  a report 
with  reference  to  an  exhibit  at  the 
World’s  Fair,  which  matter  was  referred 
to  that  Committee  at  the  meeting  held 
August  24,  1892  (page  707  of  the  Proceed- 
ings); and  the  report  was  read. 


Mr.  Boldenweck,  seconded  by  Mr.  Alt- 
peter,  moved  the  report  be  adopted,  or- 
dered printed  and  placed  on  file. 

The  motion  prevailed  unanimously  and 
it  was  so  ordered. 

The  following  is 

THE  REPORT : 

“Chicago,  March  6th,  1893. 

To  the  Honorable,  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen:— On  August  24th  (page 
707  of  the  Proceedings)  this  Committee  was 
instructed  “to  consider  and  report  such 
action  as  it  deems  wise  for  this  Board  to 
take,  with  a view  of  making  au  exhibit  at 
the  World’s  Fair.”  The  reasons  for  such 
an  exhibit  were  set  forth  at  length  in  the 
preamble  of  the  resolution.  The  members 
of  the  Committee  considered  the  matter  in- 
formally at  the  time,  and  with  much  re- 
gret considered  that  the  proposed  exhibit 
was  impracticable.  It  seems  proper  to  re- 
port upon  the  question,  as  the  works  of  the 
District  are  ot  such  character  and  magni- 
tude as  to  attract  general  attention,  and 
the  failure  to  present  the  same  is  sure  to 
awaken  inquiry. 

To  properly  prepare  such  an  exhibit 
would  have  required  the  undivided  atten- 
tion of  several  men  for  months  and  cost 
many  thousands  of  dollars,  besides  dis- 
tracting attention  from  matters  of  moment 
to  the  success  and  rapid  prosecution  of  the 
work  of  the  District.  Although  the  data, 
maps  and  plans  are  made  available  as  rap- 
idly as  possible  for  determining  upon  the 
work  of  the  District,  they  are  not  yet  in 
shape  to  determine  all  matters  of  primary 
importance,  nor  can  all  such  questions  be 
determined  for  some  time  to  come.  In  no 
sense  has  matter  been  prepared  of  a char- 
acter which  would  illustrate  to  the  public 
the  general  features  of  the  enterprise,  nor 
have  maps  and  plans  of  a comprehensive 
character  been  yet  completed. 

The  work  of  the  District  for  the  past 
year  has  been  pushed  largely  through 
exigency  and  through  the  personal  famili- 
arity of  members  with  the  problem  and  the 
policy  to  be  followed. 

It  is  needless  to  say  that  this  condition  of 
matters  is  a source  of  regret,  but  that  it  has 
been  unavoidable,  and  that  therefore  an 
exhibit  at  this  time  does  not  seem  practic- 
able or  expedient.  A year  later  it  will  no 
doubt  be  possible  to  present  comprehensive 
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charts  and  plans  showing  the  conditions  to 
be  met  and  the  solution  aimed  at,  which 
will  be  of  great  public  interest. 

Very  respectfully  submitted. 

(Signed)  Wm.  Boldenweck, 

Chairman. 

L.  E.  Cooley, 

John  J.  Altpeter, 

W.  H.  Russell, 

Committee  on  Federal  Relations.'” 

Federal  co-operation  in  the  Chicago 
river. 

Mr.  Boldenweck,  for  the  Committee  on 
Federal  Relations,  presented  a report 
with  reference  to  a communication  from 
Capt.  W.  L.  Marshall,  U.  S.  A.,  concern- 
ing federal  aid  in  the  construction  of  the 
Main  Channel,  presented  and  referred  to 
that  Committee  at  the  meeting  held 
August  31,  1892,  (page  713  of  the  Pro- 
ceedings); and  the  report  was  read. 

Mr.  Boldenweck,  seconded  by  Mr. 
Cooley,  moved  that  he  report  be  adopted, 
ordered  printed  and  placed  on  file,  and 
the  recommendations  made  therein  con- 
curred in. 

The  motion  prevailed  unanimously  and 
it  was  so  ordered. 

The  following  is 

THE  REPORT  1 

“Chicago,  March  4, 1893. 
To  the  Honorable  the  Bow'd  of  Trustees 

of  the  Sanitary  District  of  Chicago : 

Gentlemen— On  August  31  last  (page 
713  of  the  Proceedings),  there  was  referred 
to  this  Committee  a communication  of  W. 
L.  Marshall,  Captain,  Corps  of  Engineers, 
U.  S.  A.,  calling  the  attention  of  the  Board 
to  an  item  in  the  River  and  Harbor  Act  of 
July  13,  1892,  directing  the  Engineer  in 
charge  “to  submit  what,  if  any,  improve- 
ment should  be  made  by  the  Government 
in  the  Chicago  River,  and  the  cost  of  same,” 
and  inviting  the  views  of  the  Board  upon 
this  question;  and,  incidentally,  suggesting 
that  he  would  be  pleased  to  receive  any 
views  that  the  Board  might  be  disposed  to 
offer  in  regard  to  Federal  co-operation  upon 
the  general  subject  of  a waterway. 

Your  Committee  desires  fully  to  recipro- 
cate the  courtesy  shown  in  this  communi- 
cation, but  has  felt  that  it  was  inexpedient 
for  the  Board  to  explain  itself  upon  the 
subject  matter  at  the  time.  Very  accurate 


surveys  were  then  in  progress,  and  have 
not  yet  been  completed,  covering  the  main 
river,  the  South  Branch  and  its  two  forks, 
upon  which  the  Board  expects  to  base  its 
conclusions  upon  the  treatment  which  may 
be  proper  for  so  much  of  the  Chicago  River 
as  may  require  improvement  for  the  pur- 
poses of  the  Sanitary  District.  Until  said 
surveys  have  been  completed  and  matters 
of  prior  moment  disposed  of,  it  will  not  be 
practicable  to  indicate  any  conclusions  in 
regard  to  the  Chicago  River,  further  than 
the  general  policy  of  this  Board  in  all  its 
wdrks  to  impose  the  conditions  in  respect 
to  navigation  so  far  as  practicable. 

Much  the  same  reasons  render  any  state- 
ment of  policy  inexpedient  in  regard  to  the 
general  enterprise  .of.  a waterway  farther 
than  that  this  Board  is  acting  under  the 
law  passed  by*  the  General  Assembly  of 
Illinois  in  1889,  and  in  full  harmony  with 
the  spirit  of  the  several  acts  of  legislation 
and  the  full  purpose  of  the  State,  as  ex- 
pressed at  that  time. 

The  Committee  trusts  that  this  Board,  as 
representing  the  interests  of  the  people  in 
this  community  in  matters  of  vital  moment, 
and  in  its  necessary  concern  jointly  with 
the  people  of  the  Desplaines  and  Illinois 
Valley  in  regard  to  waterway  development 
through  this  State,  can.  rely  on  the  cordial 
co-operation  of  the  United  States  Govern- 
ment in  works  that  will  be  in  harmony 
with  the  interests  that  are  most  vitally  and 
directly  affected. 

Very  respectfully  submitted, 
(Signed)  Wm.  Bolden'weck, 

Chairman. 
L.  E.  Cooley, 

John  J.  Altpeter, 
Committee  on  Federal  Relation s.” 

lease  of  extra  offices. 

The  President,  for  the  Committee  on 
Rules,  presented  a report  from  that  Com- 
mittee, accompanied  by  a plat,  recom- 
mending the  leasing  of  three  additional 
rooms,  and  the  relocation  of  the  rooms 
as  provided  in  the  report;  and  the  same 
was  read. 

Mr.  Eckhart,  second  by  Mr.  Altpeter, 
moved  that  the  report  be  adopted,  or- 
dered printed  and  placed  on  file,  and  the 
recommendations  made  therein^  con- 
curred in. 
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On  roll  call  the  vote  stood:  Yeas — 
Messrs*  Altpeter,  Boldenweck,  Eckhart, 
Kelly,  Prendergast,  Russell  and  Wenter 
—seven  (7).  Nays— Mr.  Cooley— one  (1). 

Upon  which  result  the  President  de- 
clared the  motion  carried*  the  report 
adopted,  ordered  printed  and  placed  on 
file,  and  the  recommendations  made 
therein  concurred  in. 

The  following  is 

the  report: 

“Chicago,  March  8, 1898. 
To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago : 

Gentlemen— Your  Committee  on  Rules 
to  whom  was  referred  the  question  of  addi- 
tional rooms  for  the  Engineering  Depart- 
ment, have  considered  the  matter  and 
recommend  that  three  additional  rooms  be 
leased  at  a rental  of  $75.83  per  month,  and 
the  committee  be  empowered  to  have  the 
rooms  of  the  Board  relocated  as  per  an- 
nexed sketch. 

Respectfully  submitted, 

(Signed)  Frank  Wenter, 

Chairman. 
W.  H.  Russell, 

B.  A.  Eckhart, 
Committee  on  Rules.’ 
(Accompanied  by  tracing.) 

SANITARY  INSPECTOR  TO  BE  MADE  OFFICER 
OF  THE  STATE  BOARD  OF  HEALTH. 

Mr.  Boldenweck,  for  the  Committee 
on  Health  and  Public  Order,  presented  a 
report  directing  the  President  to  com- 
municate with  the  State  Board  of 
Health,  asking  that  the  Sanitary  In- 
spector be  given  such  authority  as  that 
Body  may  be  able  to  confer;  and  the  re- 
port was  read. 

Mr.  Boldenweck,  seconded  by  Mr. 
Altpeter,  moved  that  the  report  be 
adopted,  ordered  printed  and  placed  on 
file,  and  the  recommendations  made 
therein  concurred  in. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  'Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell  and 
Wenter — eight  (8).  Nays — none. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  and  the  recommendations  made 
therein  concurred  in. 

The  following  is 


THE  report:. 

“Chicago,  March  4, 1893.M 
To  the  Honorable  the  Board fef  Trustees 

of  the  Sa/mtan'y  District  of  Chicago: 

Gentlemen  — Your  Committee  on 
Health  and  Public  Order,  to  whom  was  re- 
ferred, at  the  meeting  held  February  28d, 
1893  (page  1062  of  the  Proceedings),  the 
matter  of  taking  the  necessary  steps  toward 
having  the  Sanitary  Inspector  sworn  in  as 
an  officer  of  the  State  Board  of  Health, 
respectfully  report  that  they  have  duly  con- 
sided  the  matter,  and  recommend  that  the 
President  of  the  Board  be  directed  to  com- 
municate with  the  State  Board  of  Health, 
asking  that  such  authority  be  given  to  the 
Sanitary  Inspector  of  the  District  as  that 
body  may  be  able  to  confer. 

Respectfully  submitted. 

(Signed)  Wm.  Boldenweck, 

John  J.  Altpeter, 

Committee  on  Health  and,  Public  Order.’1, 

insurance  premium  on  piper  build- 
ings returned. 

The  Clerk  presented  a report  from  the 
Attorney,  accompanied  by  two  checks, 
returning  the  insurance  premium  on  the 
Piper  Buildings  on  the  right  of  way;  and 
the  report  was  read. 

Mr.  Eckhart,  seconded  by  Mr . Russell, 
moved  that  the  report  be  adopted, 
ordered  printed  and  placed  on  file,  and 
that  the  Clerk  be  directed  to  deposit  the 
accompanying  checks  with  the  Treasurer 
to  the  credit  of  the  Sanitary  District. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell  and 
W enter—  eight  (8) . Nays — none. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  and  the  Clerk  directed  to  deposit  the 
accdmpanying  checks  with  the  Treasurer 
to  the  credit  of  the  Sanitary  District. 

The  following  is 

the  report: 

“ Chicago,  March  8,  1893. 

To  the  Honorable  the  Boa/t  d of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— 1 enclose  two  checks  pay- 
able to  the  order  of  the  Sanitary  District, 
one  for  $33.61,  and  the*other  for  $23.26,  be- 
ing the  amount  of  unearned  premiums  on 
policies  turned  over  to  us  on  the  Piper  ice- 
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houses  and  buildings  purchased  by  the 
Sanitary  District. 

At  the  time  the  settlement  was  made  with 
A.  S.  Piper  & Co.,  they  assigned  their  in- 
surance policies,  covering  the  buildings 
situated  on  the  property  purchased,  to  the 
Sanitary  District.  The  insurance  com- 
panies holding  these  risks  refuse  to  allow 
the  policies  to  stand  on  the  buildings,  ex- 
cept one  on  a boarding  house.  All  of  the 
other  policies  were  cancelled,  and  the 
above* checks  given  us  for  unearned  pre- 
miums. 

Respectfully, 

(Signed)  Orrin  N.  Carter, 

Attorney.” 

( Accompanied  by  two  (2)  checks.)  ' 

RENEWAL  OF  LEASE  OF  OFFICES. 

Mr.  Altpeter  presented  an  order  di- 
recting the  President  to  notify  the  Chi- 
cago Deposit  Vault  Company  of  inten- 
tion to  renew  the  lease  of  the  present  of- 
fices with  that|company,  and  authorizing 
and  directing  the  President  and  Clerk  to 
-execute  said  lease,  as  provided  in  the 
order;  and  the  same  was  read. 

Mr.  Altpeter,  seconded  by  Mr.  Eck- 
hart,  moved  the  adoption  of  the , order. 

Upon  rolhcall  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Bolden  week,  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell 
and  W enter— eight  (8.)  Na;  s — none. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  President  and  Clerk 
authorized  and  directed  in  accordance 
with  the  same. 

The  following  is 

the  order: 

“ Ordered , That  the  President  notify  the 
Chicago  Deposit  Vault  Company  of  Chi- 
cago, of  the  election  of  this  District,  under 
the  terms  of  its  lease  with  said  company, 
io  renew  said  lease  from  May  1,  1893,  to 
April  30,  1894,  as  to  all  premises  now  occu- 
pied by  it,  and  that  the  President  and  Clerk 
'be  and  they  are  hereby  authorized  and  di- 
rected to  execute  on  the  part  of  the  Dis- 
trict a written  extension  of  said  lease  in 
accordance  herewith.*’ 

CONTRACTORS  NOTIFIED  TO  BEGIN  WORK. 

Mi.  Cooley  presented  an  order  di- 
■ reeling  rhe  Clerk  to  notify  Contractors 
'to  begin  Work  on  the  Main  Channel  on 


all  sections  between  Willow  Springs  and 
Summit,  as  provided  in  the  order ; and 
the  same  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Russell, 
moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendeigast,  Russell  and 
Wenter — eight  (8.)  Nays— none. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Clerk  directed  to  notify 
the  Contractors  to  begin  work  on  all 
sections  of  the  Main  Channel  between 
Willow  Springs  and  Summit,  as  pro- 
vided in  the  order. 

The  following  is 

THE  ORDER  : 

“Whereas,  The  contracts  let  for  the 
contract  sections  of  the  work  of  this  Dis- 
trict between  Willow  Springs  and  Sum- 
mit, provide  for  the  beginning  of  work 
by  the  contractors  on  the  main  levee  and 
the  river  diversion  channel  in  said  sec- 
tions, within  15  days  after  the  execution 
of  their  respective  contracts,  or  as  soon 
after  the  expiration  of  the  15  days  as  the 
Sanitary  District  shall  have  acquired  title 
to  and  possession  of  the  necessary  right 
of  way,  and  shall  have  notified  said  con- 
tractors to  begin,  and  to  begin  work  on 
the  main  channel  within  30  days  after 
the  execution  of'  their  respective  con- 
tracts, subject  to  said  limitations,  and 

Whereas,  Sufficient  right  of  way  to 
commence  work  on  Sections  A,  B.  C,  D 
and  E is  now,  or  will  be  in  possession  of 
the  District  on  or  before  April  1st,  1893, 
and  whereas  it  is  confidently  expected 
that  the  District  will  be  entitled  to  pos- 
session of  sufficient  right  of  way  on  Sec- 
tion F io  begin  work  on  that  section  on 
or  before  April  1,  therefore  be  it 

Ordered,  That  the  Clerk  notify  each 
contractor  to  begin  work  on  his  contract 
section  on  or  before  April  1st,  1893,  and 
that  the  Board  proposes  April  1,  189.3,  as 
a uniform  and  convenient  date  from 
which  to  make  estimates  and  reckon 
progress  for  the  work  on  said  respect- 
ive contract  sections.” 

ADJOURNMENT. 

Upon  motion  of  Mr.  Boldenweck, 
seconded  by  Mr.  Eckhart,  the  Board 
then  adjourned. 

Thos.  F.  Judge, 
Clerk. 
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PROCEEDINGS 

OF  THE 

Board  of  Trustees, 

OF  THE 

Sanitary  District  of  Chicago, 


MARCH  15,  1893. 


OFFICIAL  RECORD. 


PAY  ROLLS. 


REGULAR  MEETING. 

The  one  hundred  and  sixty-first  reg- 
ular meeting  of  the  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago  was  held 
in  their  rooms,  Rialto  Building,  Wednes- 
day, March  15,  1893,  at  2 o’clock  P.  M. 

President  Wenter  called  the  Board  to 
order. 

Upon  roll-call  Messrs.  Cooley,  Eckhart,, 
Kelly,  Russell  and  Wenter— five  (5)  and 
Subsequently  Mr.  Preudergast,  making  a 
total  of  six  (6)  members,  were  present. 

MINUTES. 

The  minutes  of  the  regular  meeting 
held  March  8,  1893,  were  approved  as 
printed,  on  motion  of  Mr.  Kelly,  sec- 
onded by  Mr.  Russell. 

VOUCHERS. 

The  Clerk  presented  the  following 

vouchers: 


Eng.  Dept.,  Div.  No.  1, 


week  ending  March 

11,  1893 $1,083  90 

Eng.  Dept.,  Div.  No.  1, 

(Sag  Building)  week 
ending  March  11, 1893  14  40 

Eng.  Dept.,  Div.  No.  2, 
week  ending  March 

11,  1893. 259  00 

Eng.  Dept.,  Div.  No.  8, 
week  ending  March 

11,  1893 431  70 

Eng.  Dept,  Div.  No.  4, 
week  ending  March 
U,  1893 49  20 


Clerical  Dept.,  office 
roll,  week  ending 

March  11,  1893 

Law  Dept.,  office  roll, 
week  ending  Mkrcli 
11,  1893 


$ 1,841  20 

89  00 
63  50 


Total 


% 1,948  70 
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ENGINEERING  DEPARTMENT. 


Patrick  McGinnis, 

(gauge  reading) $3  93 

Mary  Rusk,  (gauge 

reading) 4 64 

Geo.  Brainard,  (gauge 

reading) 10  00 

Wm.  Kirkham,  (gauge 

reading) 10  00 

Alex.  E.  Kastl  (emer- 
gency)   7 60 

Alex,  E.  Kas'.l  (erner- 


LAW  DEPARTMENT. 

Chicago  Telephone  Co 
(telephone  to  April  1, 

1893)  $ 22  36 

O.  N.  Carter,  (expense)  64  31 

— $ 76  67 


Grand  total $.  2,080  84 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  the  vouchers  as  read  and 
shown  above,  be  approved  and  ordered 
paid. 

On  roll  call  the  vote  stood:  Yeas — 
Messrs.  Cooley,  Eckhart,  Kelly,  Russell 
and  Wenter — five  (5.)  Nays— None. 

Upon  which  result,  the  President  de- 
clared the  motion  carried,  and  the  vouch- 
ers as  read  and  shown  above,  approved 
and  ordered  paid. 

REQUISITIONS. 

The  Clerk  presented  the  following 
requisitions: 

No.  308, Engineering  Department, 

(postage  stamps) $ 20  00 

No.  309,  Engineering  Department, 

(whisk  brooms) 1 25 

No.  1042,  Clerical  Department, 
(stationery) 11  70 


Total.. $ 32  95 


Mr,  Cooley,  seconded  by  Mr.  Kelly, 
moved  that  Requisitions  Nos.  308  and  309 
for  the  Engineering  Department,  and 
No.  1042  for  the  Clerical  Department,  as 
read  and  shown  above,  be  allowed. 

Upon  roll-call  the  vote  stood:  Yeas — 
Messrs  Cooley,  Eckhart,  Kelly,  Russell 
and  Wenter— five  (5).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  Requisi- 
tions Nos.  308  and  309  for  the  Engineering 
Department,  and  No.  1042  for  the  Cleri- 
cal Department,  as  read  and  shown 
above,  allowed. 

REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report,  in  ac- 
cordance with  the  rules,  showing  the 


number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  March  11th, 
1893. 

The  same  was  read  and  by  unanimous 
consent  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT: 

“Chicago,  March  15,  1893. 
To  the  Honorable,  the  Board  of  Trustees 
of  the  SavAtary  District  of  Chicago  : 
Gentlemen — I beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  March 
11,  1893,  as  the  same  have  been  reported 
to  me  : 


Engineering  Department 84 

Engineering  Department  (Sag 

Building) 1 

— 85 

Clerical  Department 3 

Treasury  Department 1 

Law  Department 9 

Total  employes 98 


Respectfully  submitted, 

(Signed)  Thomas  F.  Judge, 

Clerk” 

MONTHLY  REPORT  .FROM  ENGINEERING 
DEPARTMENT. 

The  Clerk  presented  a report  from  the 
Engineering’  Department,  accompanied 
iby  classified  statement,  for  the  month 
of  February,  1893;  and  the  same  "was 
read. 

Mr.  Cooley,  seconded  by  Mr.  Eckhart, 
moved  the  report  be  ordered  printed  and, 
with  enclosure,  placed  on  file. 

The  motion  prevailed  unanimously  and 
it  was  so  ordered. 

The  following  is 

the  report: 

“Chicago,  March  15,  1893. 
To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago  : 

Gentlemen — I herewith  transmit  the 
reports  of  Divisions  1,  2 and  3,  showing 
the  detailed  operations  of  the  Engineer- 
ing Department  for  the  month  of  Febru- 
ary; also  a classified  statement  of  ex- 
penses in  the  usual  form. 

Expenses  for  the  month  of  February 


were  as  follows  : 

Contractors  estimates 838,405. 14 

Pay  rolls 9,736.23 

Material,  etc 1,500.84 


Total ,$49,642.21 
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I estimate  that  the  expenses  of  the  De- 
partment for  the  month  of  March, 
including  bontractors’  estimates,  will  be 
$50,000. 

Respectfully  submitted, 

(Signed)  Benezette  Williams, 
Chief  Engineer .” 


‘•Chicago,  March  8,  1893. 

Mr.  Benezette  Williams,  Chief  Engime&r: 

Dear  Sir — Amount  of  pay  rolls  and 
contractor's  estimates  of  Division  1 for 
the  month  of  February  are  as  follows: 

Pay  roll $ 5,169.20 

Pay  roll,  Sag  building 220.95 

Contractor's  estimates 38,4'05.14 


Total..., .$43,795.29 

Division  work  has  been  crosS-section- 
ing  Main  and  Diversion  Channels,  copy- 
ing notes,  making  estimates,  locating 
river  diversion  between  Willow  Springs 
and  Summit,  soundings  in  upper  basin 
Joliet,  and  work  for  the  Law  Depart- 
ment condemnation  cases. 

One  boring  party  has.  been  dispensed 

with. 

The  office  force  has  been  engaged  in 
estimating  and  making  working  map 
and  profile  of  the  Main  Channel,  etc. 

Distribution  of  material  is  as  follows: 


CUBIC 

YARDS. 

Sections. 

Glacial 

Sojid 

Drift. 

Rock. 

1,  Main  Channel 

1 000 

2.  Main  Channel 

22.100 

2,  River  Diversion 

26,600 

3.  Main  Channel 

38  200 

4,  Main  Channel 

31  500 

5 Mam  Channel 

23  600 

6,  Main  Channel 

20  600 

7.  Main  Channel 

18  200 

7.  River  Diversion 

11.800 

6,400 

8,  Main  Channel 

7.500 

1.470 

8.  River  Diveision 

47  400 

27  100 

9,  Main  Channel 

10  400 

1.550 

9.  River  Diversion 

37,700 

4.690 

10.  Main  Channel 

18  900 

4,680 

10,  River  Diversion 

27  400 

38  210 

11,  Main  Channel 

32.600 

20  280 

11,  River  Diversion ... 

2 600 

4.810 

12.  Main  Channel 

15.653 

43  200 

13,  Main  Channel, 

82,822 

50,1.00 

14,  Main  Channel 

15  000 

22,500 

Totals. 

441.475 

225  020 

Total  amount  of  material  moved  to 
March  1,  1893: 

Cubic  “Yclt(Js 

Main  Channel,  Glacial  Drift.. . . . 287,975 

Main  Channel,  Solid  Rock. 143,780 

River  Diversion,  Glacial  Drift. . . 153.500 
River  Diversion,  Solid  Rock 81,240 

Total  amount  of  estimates  paid  pre- 
vious to  March  1,  $236,077.17. 

FORCE  REPORT— DAILY  AVERAGE. 


Sec. 

a 

<v 

CD 

s 

etf 

Steam 

Drills, 

Chan- 

nelers 

Steam 

Hoists 

Steam 

Pum's 

Sec.  1 

54 

7 

Sec.  2 

69 

4 

Sec.  3 

22 

2 

Sec.  5 

6 

.5 

Sec.  6 

8 

.3 

.7 

Sec.  7 

52 

2 

2 

2 

.3 

Sec.  8 

82 

13 

2 

’ i ’ 

.2 

Sec.  9 

18 

2 

1 

.7 

Sec.  10 

112 

10 

4 

l 

.7 

3 

Sec.  11 

82 

14 

3 

.6 

.8 

5 

Sec.  12 

97 

8 

4 

2 

2 

Sec.  13 

74- 

14 

2 

2 

Total 

676 

76.8 

18 

6.6 

3.7 

9.9 

Yours  truly, 

(Signed)  D.  C.  Dunlar, 

Assistant  CMef  Engineer.” 


“Chicago,  March  6,  1893, 
Mr.  Benzette  WilUanns,  Chief  Engineer: 

Dear  Sir— The  work  of  Division  2 for 
the  month  of  February  has  been: 

Completion  of  the  field  "Work  of  the  sur- 
vey at  head  waters  of  the  North  Branch  of 
Chicago  River  and  continuation  of  reduc- 
tion of  held  notes. 

Completion,  in  accordance  with  instruc- 
tions. of  the  reductions  and  tabulations 
pertaining  to  flood  observations  in  May 
and  June,  1892. 

Continuation  of  reduction  of  notes  per- 
taining to  flood  examinations  in  Illinois 
Valley. 

^Continuation  of  survey  of  street  lines 
adjacent  to  the  Chicago  River  and  its 
South  Branch. 

Completion  of  disease  maps  for  the  State 
Board  of  Bbalth. 
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The  work  of  providing  for  flood  iaeas 
urements  at  Desplaines  and  near  Morton 
on  North  Branch  was  undertaken. 

The  work  of  preparing  a map  showing 
area  subject  to  floods  between  Bridgeport 
and  Joliet  was  undertaken. 

Some  miscellaneous  work  was  done  per- 
taining to  the  construction  ordinance  and 
to  the  question  of  control  of  the  Desplaines 
Kiver  hood  waters. 

Respectfully, 

(Signed)  Thos.  T.  Johnston, 

Eirst  Principal  Assistant  Engineer” 


“Chicago,  March  11,  1893. 
Mr.  Benezette  Williams , Chrief  Engineer: 

Dear  Sir— Herewith  1 submit  the  re- 
port of  Division  3 for  the  month  of  Febru- 
ary,  1893: 

Work  on  the  topographical  map,  scale  of 
two  inches  to  the  mile,  was  continued  dur- 
ing the  month. 

The  platting  of  the  second  topographical 
map,  scale  of  1-80,000,  was  commenced  on 
the  first  of  the  month.  On  both  of  these 
maps  we  are  making  use  of  the  results  of 
the  coast  and  lake  surveys  in  the  prelim- 
inary part  of  the  work.  Copies  of  plats 
were  also  made  for  this  purpose  in 
Wheaton,  Ills.,  for  that  part  of  DuPage 
County  included  within  the  boundaries  of 
the  maps. 

The  maps  of  the  Chicago  River  survey 
are  now  ready  for  the  platting  of  the  ad- 
jacent street  lines,  the  platting  and  a large 
part  of  the  inking  having  been  finished. 

Nearly  all  of  the  section  and  quarter  sec- 
tion corners  between  'Lock port  and  Joliet 
were  located  by  the  surveying  party  with 
reference  to  the  triangulation  stations. 

The  platting  of  the  sewerage  map  was 
nearly  finished. 

Maps  and  profiles  of  the  Main  Channel 
between  Lemont  and  Willow  Springs,  and 
of  Propositions  1,  2 and  3 of  the  regulating 
works  between  Loekport  and  Joliet  were 
made. 

Copies  of  the  Illinois  and  Michigan 
Canal  records  were  continued. 


During  March  work  will  be  continued 
On  the  Chicago  River  survey,  topographical 
and  sewerage  maps,  on  the  diagrams  of 
discharge  measurements,  and  the  location 
of  section  corners. 

Yours  very  respectfully, 

(Signed)  Edgar  Williams, 

Seayiid  Pvmcvpal  Assistant  Engineer.” 
(Enclosing  classified  statement). 

CENEEAL  FORMS  FOR  CONTRACT,  AD- 
VERTISEMENT AND  PROPOSAL. 

The  Clerk  presented  a report  from  the 
Chief  Engineer,  accompanied  by  a blaDk 
form  for  contract,  advertisement  and  pro- 
posal; and  the  report  was  read. 

Mr.  Russell,  seconded  by  Mr.  Cooley, 
moved  that  the  report,  with  enclosure,  be 
referred  to  the  Committee  on  Engineering 
and  the  Attorney. 

The  motion  prevailed  unanimously,  and 
the  report,  with  enclosure,  was  so  referred. 

The  following  is 

the  report: 

“Chicago,  March  15,  1893. 
To  the  Honorable  the  Board,  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— I herewith  transmit  gen 
eral  form  for  contract,  as  also  gener d 
form  for  advertising  for  proposals,  and 
blank  proposals  themselves,  to  be  used  in 
contracting  miscellaneous  work  for  the 
Sanitary  District.  I would  recommend 
that  these  forms  be  printed  in  such  shape 
as  bo  be  available  for  general  use. 

Very  respectfully  yours, 

(Signed)  Benezette  Williams, 
Chief  Engineer .” 

(Accompanied  by  form  of  contract,  ad- 
vertisement and  proposal). 

REMOVAL  OF  STONE  ON  SECTION  8- 

The  Clerk  presented  a communication 
from  Mr.  James  Dullaghan,  with  reference 
to  the  removal  of  excavated  stone  on  Sec- 
tion eight  (8):  and  the  same  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Cooley, 
moved  that  the  communication  be  nferred 
to  the  Committee  on  Finance. 

The  motion  prevailed  unanimously,  and 
the  communication  was  so  referred. 
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The  following  is 

THE  COMMUNICATION: 
“Chicago,  March  13,  1893. 

To  the  Honorable  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago : 

Gentlemen— As  there  will  be  consider- 
able surplus  stone  excavated  on  Section 
eight  <8)  of  the  Drainage  Channel,  I 
would  be  pleased  to  have  you  name  price 
at  which  you  will  sell  said  storie  per  yard 
to  me. 

I agree  to  remove  same,  and  in  no  way 
interfere  with  your  contracts  now  out- 
standing for  the  excavation  of  said  stone 
on  Section  eight  (8). 

Respectfully  submitted, 

(Signed)  James  Dullaghan. 

Address  252  Wabash  avenue.” 

PROPOSITION  CONCERNING  ILLINOIS  AND 
MICHIGAN  CANAL  TO  BE  SUBMITTED. 

The  Clerk  presented  a communication 
from  Secretary  W.  A.  S.  Graham,  of  the 
Board  of  Canal  Commissioners,  addressed  to 
President  Wenter,  with  reference  to  the 
time  when  the  Canal  Commissioners  would 
submit  proposition  concerning  the  use 
of  the  Illinois  and  Michigan  Canal  by 
the  Sanitary  District  as  a Main  Channel; 
and  the  same  was  read. 

By  unanimous  consent,  the  communica- 
tion was  ordered  piinted  and  placed  on  file. 
The  following  is 

THE  COMMUNICATION  I 

“Springfield,  li  t.,  March  10, 1893. 
Frank  Wenter,  Esq.,  Presidnit  Board  Of 
Trustees  Chic  go  Sanitary  District, 
Chicago , III.:, 

Dear  Sir— In  response  to  your  letter  1 
wish  to  say  that  we  expect  to  be  aide  to 
submit  a preposition  to  you  some  time  next 
week,  or  the  early  part  of  the  week  affo  r. 
Thus  far  we  have  been  canvassing  the 
situation,  and  owing  to  the  il  ness  of  the 
Governor  have  not.  had  an  opportunity  lo 
confer  with  him  until  this  week.  We  have 
no  attorney  as  yet,  but  exp»  ct  to  have  one 
in  a day  or  two.  I wish  to  say  that,  despite 
the  statements  of  some  of  the  Chicago  news- 
papers, the  Governor  has  not  indicated  bis 
desires  in  the  premises  either  way.  Nor 
will  he.  He  prefers  to  have  the  Board  of 
Canal  Commissioners,  and  your  Board, 
adjust  the  matters  at  issue  and  simply  de- 


: sires  the  rights  of  the  State  to  be  amply 
! protected  in  any  event. 

Very  respectfully, 

(Signed)  W.  A S.  Graham, 

Sec'y.  Board  of  Canal  Commissioners.” 

PURCHASE  OF  “ WELBOURN  LAND.” 

Mr.  Eckhart,  Chairman,  presented  a re- 
port from  the  Joint  Committee  on  Finance 
and  Engineering,  with  reference  to  the  pur- 
chase of  right  of  way  lands  in  Cook  County, 
owned  by  Mr.  John  Welbourn;  and  the 
report  was  rt  ad. 

Mr.  Eckhart,  seconded  by  Mr.  Keily, 
moved  that  the  report  be  adopted,  ordered 
printed  and  placed  on  file,  the  recommenda- 
tions made  therein  concurred  in,  and  the 
Clerk  authorized  and  directed  to  pay  ]$r. 
John  Welbourn,  on  the  voucher  of  the  At- 
torney, for  said  lands,  as  provided  in  the 
report. 

On  roll-call  the  vote  stood:  Yeas— 

Messrs.  Cooley,  Eckhart,  Kelly,  Prender- 
gast,  Russell  and  Wenter— six  (6).  Nays  — 
None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  piinted  and  placed  on 
file,  and  the  Clerk  authorized  and  directed 
to  pay  Mr.  John  Welbourn,  on  the  voucher 
of  the  Attorney,  for  said  lands,  as  pro- 
vided in  the  report. 

The  following  is 

THE  REPORT: 

“Chicago,  March  15,  1898. 

To  the  Honorable  the  Board  of  Trustees 

of  the  S unitary  District  of  Chicago: 

Gentlemen— The  Joint  Committe®  on 
Finance  and  Engineering  have  reached 
an  agreement  with  John  Welbourn  for 
the  purchase  from  him,  for  the  corporate 
purposes  of  this  District,  of  lands  herein- 
after described*  for  the  sum  of  Sixteen 
Thousand  Seven  Hundred  and  Twelve 
($16.7 1 2)  Dollars,  said  Welbourn  is  to  re- 
tain the  buildings  on  the  tract  of  land 
last  herein  described Jand  is  to  remove 
san  e therefrom  at  any  time  on  thirty 
days’  notice  from  this  District,  in  writing. 

Your  Committee  recommend  that  the 
CJerk  of  this  District  be  directed  to  pay, 
on  the  voucher  of  the  Attorney,  to  said 
John  Welbourn,  the  sum  of  Sixteen 
Thousand  Seven  Hundred  and  Twelve 
($16,712)  Dollars  in  full  payment  for  the 
f llowing  described  land,  to  wit: 
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That  part  of  the  East  fraction 
of  the  southeast  quarter  (£)  of  Sec- 
tion Twenty- two  (22)  and  of  the 
southwest  quarter  (i)  of  Section  Twenty- 
three  (23),  all  in  Township  Thirty* eight 
(38)  North,  Range  Twelve  (12),  East  of 
the  Third  Principal  Meridian,  bounded 
and  described  as  follows: 

Beginning  at  the  intersection  of  the 
North  line  of  said  southwest  quarter  (i) 
with  the  northwesterly  reserve  line  of 
the  Illinois  and  Michigan  Canal,  and 
running  thence  West  on  the  North  line 
of  said  Southwest  quarter  (i)  and  of  said 
Southeast  quarter  (£)  21.74  chains,  thence 
south  6£  degrees  West  14. °5  chains, 
thence  South  54  degrees  Last  10.15 
chains  to  said  Northwesterly  reserve  line, 
thence  North  36  degrees  East  along  said 
reserve  line  26  chains  to  the  point  of  be- 
ginning. 

Also,  that  part  of  the  Northwest 
fractional  quarter  (i)  of  the  Northeast 
quarter  {%)  of  Section  Fourteen  (14), 
Township  Thirty-eight  (38)  North, 
Range  Twelve  (12),  East  of  the  Third 
Principal  Meridian,  bounded  and  de- 
scribed as  follows: 

Beginning  at  a point  in  the  North  line 
of  said  Northwest  fractional  quarter  <i) 
900  feet  East  of  the  Northwest  corner  of 
said  Northwest  fractional  quarter  (£), 
and  running  thence  Southwesterly  in  a 
straight  line  to  a point  in  the  West  line 
of  said  Northwest  fractional  quarter  (i) 
1.300  feet  south  of  said  Northwest  corner 
of  said  Northwest  fractional  quarter  (J), 
thence  south  on  said  West  line  20  feet, 
thence  East  3 chains  and  75  links,  thence 
North  43  degrees  East  9 chains  and  60 
links,  thence  S-»uth  4 pi  degrees  East  3 
chains  and  80  links,  thence  Northeasterly 
in  a straight  line  to  a point  in  the  north 
line  of  said  Northwest  fractional  quarter 
(i)  1300  feet  east  of  the  Northwest  corner 
of  said  Northwest  fractional  quarter  (i), 
thence  West  on^said  North  line  to  the 
point  of  beginning,  excepting  and  re- 
serving such  portion  as  falls  within  the 
above  described  tract  of  a strip  20  feet 
wide  and  5.30  chains  long  in  said 
tract,  as  follows,  viz. : Commencing  at  a 
point  17  chains  South  and  6.50  chains 
East  of  the  Northwest  corner  of  said 
quarter  section,  thence  running  north 
724  degrees  West  5 chains  and  30  links 
10  feet  wide  on  each  side  of  said  line, 
and  also  excepting  and  reserving  such 
portion  as  falls  within  the  tract  here  de- 
scribed of  a piece  or  strip  of  land  23  feet 
in  width  by  1254  feet  in  length,  being 
known  and  described  as  Lot  one  (1), 
Block  one  (1)  in  Warner’s  late  subdi- 
vision of  said  Northwest  fractional 
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quarter  (4),  recorded  in  Book  6 of  Plats, 

page  95. 

Also,  that  part  of  Lot  one  (1)  in  the 
division  by  Cook'  & Dickey  of  the  East 
fraction  of  the  Southwest  quarter  (4)  of 
Section  Twelve  (12),  Township  Thirty  - 
eight  (38)  North,  Range  Twelve  (12) 
East  of  the  Third  Principal*  Meridian, 
bounded  and  described  as  follows: 

Beginning  at  the  intersection  of  the 
north  line  of  the  turnpike  road  with  the 
Northwesterly  reserve  line  of  the  Illinois 
and  Michigan  Canal,  and  running  thence 
Northeasterly  along  said  reserve  line 
417.42  feet,  thence  Northwesterly  parallel 
with  said  road  208.71  feet,  thence  South- 
westerly parallel  with  said  reserve  line 
417.42  feet  to  said  North  line  of  said 
road  and  thence  Southeasterly  along 
said  north  line  208.7 1 feet  to  the  place  of 
beginning. 

All  of  said  land  lying  and  being  sit- 
uate in  the  County  cf  Cook  in  the  State 
of  Illinois. 

Respectfully  submitted, 

(Signed)  B.  A.  Eckhart, 

Chairman. 
W.  H.  Russell. 
Thos.  Kelly,  . 

L.  E.  Cooley, 

Jomt  Cormmttce  on  Finance  and  En • 

ymeering.” 

CON EIRMATION  OF  ASSISTANT  ENGI- 
NEERS. 

Mr.  Cooley,  ChairmaB,  presented  a re- 
port from  the  Joint  Committee  on  Engi- 
neering and  Finance,  recommending  the 
confirmation  of  certain  persons  as  Assist- 
ant Engineers,  appointed  in  the  report  of 
the  Chief  Engineer,  presented  and  referred 
to  that  Committee  at  the  meeting  held 
March  8,  1898,  (Page  1090  of  the  Proceed- 
ings); and  the  report  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Keliy, 
movtd  that  the  report  be  adopted,  ordered 
printed  and  placed  on  file,  the  recommen- 
dation made  therein  concurred  in,  and  the 
persons  named  therein  confirmed  as  As- 
sistant Engineers. 

Upon  roll  call  the  vote  sfood:  Yeas— 
Messrs.  Cooley,  Eckhart,  Kelly,  Russell 
and  Wenter— five  (5).  Excused  and  not 
voting— Mr.  Prendergast— one  (1).  Nays 
—none. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
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adopted,  ordered  printed  and  placed  on 
file,  the  recommendations  made  therein 
concurred  in  and  the  persons  named  therein 
confirmed  as  Assistant  Engineers. 

The  following  is 

the  report: 

“ Chicago,  March  15,  1893. 

To  the  Honorable  the  Board  of  the  Trus- 
tees of  the  Sanitary  District  of  Chicago : 

Gentlemen— Your  Committee  has  had 
under  advisement  the  nominees  for  Assist- 
ant Engineers,  submitted  by  the  Chief  En- 
gineer, and  referred  to  this  Committee  at 
the  last  meeting,  and  recommend  the  fol- 
lowing gentlemen  for  confirmation:  Chas. 
L.  Harrison,  E.  R.  Shnable,  Alex.  E.  Kastl, 
Ebin  J.  Ward,  H.  B.  Alexander,  H.  A. 
Miller. 

Respectfully  submitted, 

(Signed)  L.  E.  Cooley, 

Chairman. 

B.  A.  Eckhart, 

W..  H.  Russell, 
Thomas  Kelly, 

Joint  Committee  on  Engineering  and  Fi- 
nance.” 

OFFICIAL  PLANS  TO  BE  FILED  WITH 
CLERK. 

Mr.  Cooley  presented  an  order  directing 
the  Chief  Engineer  to  file  in  the  office  of 
the  Clerk  official  plans  of  the  entire  work, 
as.  provided  in  the  order;  and  the  sarnie  was 
read. 

Mr.  Cooley,  seconded  by  Mr.  Kelly, 
moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood:  Yeas— 

Messrs.  Cooley,  Eckhart,  Kelly,  Prender- 
gast,  Russell  and  Wenter— six  (6.  ) Nays— 
None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted  and  tbe  Chief  Engineer  instructed 
in  accordance  with  the  same. 

The  following  is 

the  order: 

“Whereas.  This  Board  on  November  2d 
adopted  a report  calling  for  official  plans  of 
the  work  to  be  filed  for  record  in  the  office 
of  the  Clerk,  which  request  has  not  been 
complied  with  and  did*,  by  order  of  Febru- 
ary 1st,  call  for  estimates  from  the  latest 
data  which  have  not  been  submitted,  and 


Whereas,  It  is  essential  for  the  proper 
performance  of  the  administrative  functions 
of  the  Board,  and  for  the  pub  ic  welfare, 
that  final  estimates  should  be  made  and 
entered  of  record,  and  that  said  record 
should  show  the  elevation  of  all  grade  lines 
of  River  Diversion  and  Main  Channel,  and 
the  elevation  of  standard  bench  marks  to 
which  said  elevation  are  referred;  together 
with  a proper  description  of  the  location 
and  character  of  said  channel,  and  that  a 
full  set  of  plans,  showing  all  features  deter- 
mined on  should  be  filed  for  reference  in 
the  office  of  the  Clerk;  therefore,  be  it 

Order edy  as  follows: 

That  the  Chief  Engineer  comply  fully 
and  without  delay  with  the  request  con- 
tained in  the  report  of  November  2d,  and 
the  order  of  February  1st,  and  that  he  in- 
clude specifically  in  his  report  the  follow- 
ing : 

1.  A written  description  of  the  location 
and  dimensions  of  'the  Main  Channel  and 
river  diversion  throughout  said  work,  prop- 
erly referenced. 

2.  The  elevation  and  grade  of  Main 
Channel,  of  river  diversion  at  the  beginning 
and  end  of  each  section,  and  at  points 
where  said  grades  may  change  or  termi- 
nate. 

8.  The  elevation  and  description  of 
standard  bench  marks  used  in  determining 
all  elevations  and  grades,  said  bench 
marks  being  referred  to  the  datum  pre- 
scribed by  law,  and  report  how  said  datum 
and  elevations  of  bench  marks  were  deter- 
mined. 

4.  Maps,  plans  and  profiles  of  said  work, 
which  shall  show  graphically  and  by  en- 
tries thereon,  all  information  in  regard  to 
location  of  channel,  river  diversion,  levees, 
bench  marks,  sections,  and  give  grade 
lines,  cross  sections,  river  profile,  quanti- 
ties, dimensions,  and  such  information  as 
may  be  pertinent  to  a full  understanding  of 
the  work,  and  to  the  proper  administration 
thereof  by  this  Board. 

And  be  it  ordered , further,  That  he  sub- 
mit said  report  and  information  at  the  next 
meeting  of  the  Board,  or  so  much  thereof 
as  he  may  be  able  to  prepare,  and  that  the 
entire  matter  called  for  to  be  prepared  and 
submitted  without  delay.” 
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leA.se  to  western  dredging  and  im- 
provement COMPANY  TO 
BE  PREPARED. 

Mr.  Kelly  presented  an  order  directing 
the  Attorney  to  prepare  a lease  to  the 
Western  Dredging  an'd  Improvement  Com- 
pany of  certain  buildings  on  Section  “C,” 
as  provided  in  the  order,  and  authorizing 
and  directing  the  President  and  Clerk  to 
execute  the  same;  and  the  order  was  read, 

Mr.  Kelly,  seconded  by  Mr.  Eckhart, 
moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood:  Yeas— 

Messrs.  Cooley,  Eckhart,  Kelly,  Prender- 
gast,  Russell  and  Wenter— six  (6).  Nays 
— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  the  Attorney  so  instructed,  and 
the  President  and  Clerk  authorized  and  di- 
rected in  accordance  with  the  order. 

The  following  is 

the  order: 

“ Ordered , That  the  Attorney  prepare  a 
lease  from  this  District  to  the  Western 
Dredging  & Improvement  Company,  con- 
tractor for  contract  section  4 C,’  leasing  to 
said  contractor  for  and  during  the  term  of 
its  contract  the  building  known  as  the 
boarding  house  located  on  said  contract 
section,  or  partly  on  said  contract  section, 
and  partly  on  the  Illinois  and  Michigan 
Canal  reserve,  at  a rental  for  said  building 
of  twenty-five  ($25)  dollars  per  month  dur- 
ing said  term,  payable  in  installments  of 
one  hundred  and  fifty  ($150)  dollars  each  at 
the  expiration  of  each  six  months  thereof. 

Said  lease  to  bear  date  March  1st,  1893, 
and  to  provide  that  said  building  shall  not 
be  used  by  any  other  person  or  persons  or 
corporation,  that  said  building  be  kept  in- 
sured by  lessee,  loss  payable  to  this  District 
for  not  less  than  one  thousand  ($1000)  dol- 
lars; that  should  said  build iug  be  destroyed, 
or  partly  destroyed,  by  fire  or  otherwise, 
there  shall  be  no  obligation  on  the  part  of 
the  District  to  rebuild  same,  and  such  des- 
truction shall  terminate  said  lease. 

And  that  the  President  and  Clerk  be  au- 
thorized and  directed  to  execute  said  lease 
on  the  part  of  this  District.” 

PAYMENT  FOR  “ WILSON  AMES  LAND." 

Mr.  Eckhart  presented  an  order,  author- 
izing and  directing  the  Clerk  to  pay  to 


Wilson  Ames,  on  the  voucher  of  the  Attor- 
ney, for  right  of  way  lands  in  Cook  County', 
money  in  full  of  verdict  for  said  lands  in 
the  case  of  Sanitary  District  of  Chicago  vs. 
Albert  Piper,  Wilson  Ames,  et.  al.,  as  pro- 
vided in  the  order;  and  the  same  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Russell, 
moved  the  adoption  of  the  order. 

On  roll  call  the  vote  stood : Yreas— Messrs. 
Cooleyr,  Eckhart,  Kelly,  Prendergast,  Rus- 
sell and  Wenter— six  (6).  Nays— None. 

Upon  which  result  the  President  declared 
the  motion  carried,  the  order  adopted,  and 
the  Clerk  authorized  and  directed  to  pay  to 
Wilson  Ames,  on  the  voucher  of  the  Attor- 
ney, for  right  of  way  lands  in  Cook  County, 
money  in  full, of  verdict  for  said  lands  in 
the  case  of  Sanitary  District  of  Chicago  vs. 
Albert  Piper,  Wilson  Ames,  et.  al.^as  pro- 
vided ih  the  order. 

The  following  is 

THE  ORDER  1 

“ Ordered , That  the  Clerk  of  this  District 
be  authorized  and  directed  to  pay,  on  the 
voucher  of  the  Attorney,  to  Wilson  Ames 
the  sum  of  thirty  five  thousand  four  hun- 
dred and  two  dollars  and  fifty  cents  ($35,- 
402  50)  in  full  payment  for  the  following 
described  lands,  to->wit: 

That  part  of  the  southwest  quarter  (>4) 
of  Section  twenty-two  (22),  Township 
thirty  eight  (88)  north.  Range  twelve  (12), 
East  of  the  Third  Principal  Meridian, 
bounded  and  described  as  follows: 

Beginning  at  a point  on  the  south  line  of 
Section  twenty-two  (22),  875  feet  east  of  the 
southwest  corner  of  said  section;  thence 
east  on  said  south  line  to  the  southeast 
corner  of  said  southwest  quarter  (K)  of 
said  section;  thence  north  on  the  east  line 
of  said  southwest  quarter  (%)  to  the  center 
of  said  section;  thence  southwesterly  in  a 
straight  line  to  the  point  of  beginning. 

That  part  of  the  West  fraction  of  the 
southeast, quarter  (%)  of  Section  twenty- 
two  (22),  Township  thirty-eight  (38)  north, 
Range  twelve  (12),  East  of  the  Third  Prin- 
cipal Meridian,  bounded  and  described  as 
follows: 

Beginning  at  the  southwest  corner  of  the 
west  fraction  of  said  southeast  quarter 
( l4),  and  running  thence  north  along  the 
west  line  of  said  west  fraction  to  the  north- 
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west  corner  of  said  west  fraction;  thence 
east  along  the  north  line  of  said  west  frac- 
tion to  the  northwesterly  margin  of  the 
Desplaines  river;  thence  southeasterly  at 
right  angles  with  the  general  course  of  said 
river  there  to  the  center  thread  of  the  cur- 
rent of  said  river;  thence  southwesterly 
down  said  center  thread  to  its  intersection 
with  a line  drawn  southeasterly  from  the 
point  of  contact  of  the  south  line  of  said 
west  fraction  with  the  northwesterly  mar- 
gin of  said  river  and  at  right  angles  to  the 
general  course  of  said  river  there;  iheuce 
northwesterly  along  said  line  to  said  north- 
westerly margin;  thence  west  along  said 
south  line  to  the  point  of  beginning. 

Said  premises  lying  and  being  situate  in 
the  County  of  Cook,  in  the  State  of  Illinois. 


And  in  full  payment  for  all  damages  to 
lands  not  taken.  Said  sum  being  the  ag- 
gregate of  the  sums  awarded  by  the  verdict 
and  report  of  the  jury  in  the  case  of  tfie 
Sanitary  District  of  Chicago  vs., Albert 
Piper,  Wilson  Ames  et  al.,  in  the  Circuit 
Court  of  Cook  County,  Illinois,  General 
Number  106,951,  on  the  18th  day  of  Febru- 
ary, 1893,  and  decree  therein  for  said  amount 
having  been  entered  March  11,  1893.” 

ADJOURNMENT. 

On  motion  of  Mr.  Eckharf,  seconded  by 
Mr.  Cooley,  the  Board  then  adjourned. 

Thos.  F.  Judge, 
Clerk. 
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PROCEEDINGS 

—OF  THE 

Board  of  Trustees, 

OF  THE 

Sanitary  District  of  Chicago. 


MARCH  22.  1893. 


OFFICIAL  RECORD. 


REGULAR  MEETING. 

The  one  hundred  and  sixty- second  reg- 
ular meeting  of  the  Board  of  Trustees  of  j 
the  Sanitary  District  of  Chicago  was  held  j 
in  their  rooms,  Rialto  Building,  Wednes- 
day, March  22,  1893,  at  2 o’clock  P.  M.  j 

President  Wenter  called  the  Board  to  j 

order. 

On  roll-call  Messrs.  Altpeter,  Bolden- 
weck,  Cooley,  Eckhart,  Kelly,  Prender- 
gast,  Russell  and  Wenter— a total  of 
eight  (8)  members,  were  present. 

MINUTES. 

The  minutes  of  the  regular  meeting 
held  March  15,  1893,  were  amended  as 
follows:  By  unanimous  consent  the 

words  “February  1st”  were  amended  to 
read  “February  15th,”  on  page  1104  of 
the  printed  Proceedings,  in  the  fifty-first 


line  of  the  first  column  and  in  the  nine- 
teenth line  in  the  second  column. 

On  motion  of  Mr.  Kelly,  seconded  by 
Mr.  Bolden  week,  the  minutes  of  the  reg- 
ular meeting,  held  March  15,  1893,  as 
printed  and  amended  as  shown  above, 
were  then  approved. 

VOUCHERS. 

The  Clerk  presented  the  following 
vouchers: 

PAY  ROLLS. 

Eng.  Dept.,  Div.  No.  1, 
week  ending  March 


18,  1893 $1,057  80 

Eng.  Dept.,  Div.  No.  1, 

( bag  Bui lding)  week 
ending  March  18, 1893  14  40 

Eng.  Dept.,  Div.  No.  2, 
week  ending  March 

18,  1893 274  00 

Eng.  Dept.,  Div.  No.  3, 
week  dnding  March 
18,  1893 437  10 
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Eng.  Dept.,  Div.  No.  4, 
week  ending  March 

18,  1893 49  20 

$ 1,832  50 

Clerical  Dept.,  office 
roll,  week  ending 
March  18,  1893.......  39  00 

.Law  Dept.,  office  roll, 
week  ending  March 
18,  1893 63  00 


Total $ 1,934  50 

ENGINEERING  DEPARTMENT. 

Construction  Accownt— 

McArthur  Bros.  (Sec. 

2,  March  16, ’93) $66150 

McArthur  Bros.  (Sec.  3, 

March  16,  1893) 543  38 

Agnew  & Co.  (Sec.  5, 

March  16,  ’93).' 165  38 

Agnew  & Co.  (Sec.  6, 

March  16,  ’93> 307  13 

Agnew  & Co.  (Sec.  7, 

March  1 6,  ’93) 424  46 

Agnew  & Co.  (Sec.  8, 

March  16,  ’93) 1,491  26 

Mason,  Hoge  & Co. 

(Sec.  11,  March  16,  ’93)  3,085  80 
Mason,  Hoge  & Co. 

(Sec.12, March  15,  ’93)  4,021  93 

Mason,  Hoge  & Co. 

(Sec.  13,  March  15, ’93)  2,943  28 

^ .513,644  12 

LAW  DEPARTMENT. 

Cameron,  Am  berg  & 

Co.  (stationery). $ 9 00 

Adams  A.  Goodrich 

(legal  services) 1,800  00 

Russell  M.  Wing  (legal 

services) 2,150  00 

O.  N.  Carter,  (expense)  21  57 

$ 3,980  57 

TREASURY  DEPARTMENT. 

W.  G.  Stanford  (sta- 
tionery^  $ 3 35 

GENERAL  ACCOUNT 

“The  Rialto”  (janitor 
service, February, ’93)  $ 80  00 

Gfand  total $19,642  54 


Mr.  Bolden  week,  seconded  by  Mr. 
Kelly,  moved  that  the  vouchers  as  read 
and  shown  above,  be  approved  and 
ordered  paid. 

On  roll  call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russel)  and 
Wenter — eight  (8.)  Nays — None. 

(Messrs.  Cooley  and  Prendergast  voted 
“Yea”  on  all  vouchers  except  those  for 
“Construction,”  on  which  they  were 
excused.  Mr.  Eckhart  voted  “Yea”  on 
all  vouchers  except  those  for  the  “Law 
Department,”  on  which  he  was  excused). 


Upon  which  result,  the  President  de- 
clared the  motion  carried,  and  the  vouch- 
ers as  read  and  shown  above,  approved 
and  ordered  paid. 

REQUISITIONS. 

The  Clerk  presented  the  following 
requisitions: 

No.  310,  Engineering  Department, 

(stamped  envelopes) $24  00 

No.  311 , Engineering  Department, 

(rubber  gloves) 5 00 

No.  312,  Engineering  Department 

(lead  pencils) 54  50 

No.  449,  Law  Department,  (file, 
boxes) 8 00 


Total .$  91  50 

Mr.  Kelly,  seconded  by  Mr.  Eckhart, 
moved  that  Requisitions  Nos.  3 10,  311 
and  312  for  the  Engineering  Department, 
and  No.  449  for  the  Law  Department,  as 
read  and  show  n above,  be  all  referred  to 
the  Joint  Committee  on  Finance  and  En- 
gineering, 

The  motidii  prevailed  unanimously  and 
Requisitions  Nos.  310,  311  and  312  for 
the  Engineering  Department  and  No. 
449  for  the  Law  Department,  as  read  and 
shown  above,  wrere  so  referred. 

REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report,  in  ac- 
cordance with  the  rules,  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  wreek  ending  March  18th, 
1893. 

The  same  was  read  and  by  unanimous 
consent  wras  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT: 

“Chicago,  March  22,  1893. 

To  the  Honorable  the  Board  of  Trustees 

ofthe%Sanitarry  District  of  Chicago: 

Gentlemen — I beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  March 
18,  1893,  as  the  same  have  been  reported 


to  me  : 

Engineering  Department 81 

Engineering  Department  (Sag 

Building) 1 

— 82 

Clerical  Department 3 

Treasury  Department 1 

Law  Department 9 

Total  employes 95 


Respectfully  submitted, 

(Signed)  Thomas  F.  Judge, 

Clerk.” 
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RAISING  OF  BRIDGES  OVER  CANAL. 

The  Clerk  presented  a message  from 
President  Winter,  transmitting  two  com- 
munications, with  enclosures,  from  the 
Canal  Commissioners,  with  reference  to 
the  raising  of  various  bridges  over  the 
canal,  which  the  District  controls,  and 
recommending  that  the  matter  be  re- 
ferred to  the  Joint  Committee  on  Engi- 
neering and  Finance;  and  the  message, 
with  enclosures  was  read. 

Mr.  Boldenweck,  seconded  by  Mr. 
Kelly,  moved  that  the  message  be  con- 
curred in,  and  with  enclosures,  be 
ordered  printed  and  referred  to  the  Joint 
Committee  on  Engineering  and  Finance. 

The  motion  prevailed  unanimously  and 
it  was  so  ordered. 

The  following  is  the* 

MESSAGE  WITH  ENCLOSURES' 

“ Chicago,  March  22,  1893. 

To  the  Honorable  the  Boated  of  Trustees 

of  the  Sanitarg  District  of  Chicago: 

Gentlemen — I transmit  herewith  com- 
munications from  the  Board  of  Canal 
Commissioners  controlling  the  Illinois 
and  Michigan  Canal,  dated  March  16th 
and  March  20th,  the  said  communications 
referring  to  the  raising  of  various  bridges 
which  the  Sanitary  District  do  now  own 
and  control. 

I would  recommend  that  the  entire 
matter  be  referred  to  the  Joint  Commit- 
tee on  Engineering  and  Finance  to  sug- 
gest proper  action  in  the  matter . 

Respectfully  submitted, 

(Signed)  Frank  Wenter, 

President  Board  of  Trustees .” 
(Four  (4)  enclosures). 


“Lockport,  Ills.,  March  16,  1893. 

Hon.  Frank  Wenter,  President  Drainage 

District , Chicago  : 

Dear  Sir — Herewith  I append  a reso- 
lution of  the  Board,  bearing  date  March 
13,  1893,  relative  to  what  is  known  as  the 
‘Swift  & Co.’  bridge,  the  substance  of 
which  will  show  that  immediate  action 
ought  to  be  taken  by  you  in  regard  to  the 
raising  and  repairing  of  said  bridge,  as 
we  are  unable  to  allow  it  to  remain  in  its 
present  condition. 

I find  that  a similar  notification  was 
sent  Swift  & Co.  on  July  12,  1892,  but  as 
yet  no  repairs,  etc.,  have  been  made. 


Please  give  this  ydur  personal  attention, 
as  you  can  readily  see  its  importance. 

Yours  truly, 

(Signed)  Wm,  A.  S.  Graham, 

Secretcvry. 

Per  A. 

“It  appearing  to  the  Board  of  Canal 
Commissioners  from  the  representation 
of  Walters.  Barnard,  General  Superin- 
tendent, and  from  William  Keough, 
foreman  of  the  Illinois  and  Michigan 
Canal,  that  the  elevation  of  the  bridge 
across  said  canal  at  or  near  Summit, 
known  as  ‘Swift  & Co.’s”  bridge,  but 
now  claimed  to  be  owned  by  the  Drain- 
age District  of  Chicago,  is  so  much  lower 
than  bridges  across  said  canal,  between 
Bridgeport  and  Summit,  as  to  cause 
serious  obstruction  to  navigation,  and 
that  complaints  have  frequently  been 
made  by  boatmen  that  they  cannot  pass 
their  boats  under  said  bridge. 

It  is  thereupon  on  motion  of  Commis- 
sioner Welch,  resolved,  that  the  Drain- 
age District  of  Chicago,  or  Swift  & Co., 
or  whoever  may  claim  the  ownership  of 
said  bridge,  proceed  forthwith  to  raise 
said  bridge  two  and  one -half  (2i)  feet  to 
strengthen  it  by  placing  bents  under- 
neath and  repair  the  same  in  a good 
workmanlike  manner,  so  as  not  to  inter- 
fere with  navigation,  and  that  the  work 
thereon  be  under  the  supervision  of  the 
General  Superintendent. 

Passed  March  13,  1893. 

(Signed)  W.  A.  S.  Graham, 

Secretary .” 


“Lockport,  Ills.,  March  20,  1893. 

Ton.  Frank  Wenter , President  Sanitary 
District , Chicago: 

Dear  Sir — As  requested  by  you  I ap- 
pend hereto  copies  of  two  resolutions 
passed  by  the  Board  of  Canal  Commis- 
sioners on  the  13th  inst.,  relative  to  the 
raising,  etc. , of  what  are  known  as  the 
Griffin  & Connelly  bridge  at  the  Sag,  and 
the  A.  S.  Piper  & Co.  bridge  at  Mt. 
Forest,  which  you  claimed  in  your  con- 
versation with  me  in  Chicago,  on 
Saturday  last,  as  now  belonging  to  the 
Sanitary  District. 

Yours  truly, 

(Signed)  Merritt  M.  Arnold, 

Chief  Clerk  ” 

“It  appearing  to  the  Board  of  Canal 
Commissioners  from  the  representation 
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of  Walters.  Barnard.  General  Superin- 
tendent, and  from  William  Keough,  fore- 
man of  the  Illinois  and  Michigan  Canal, 
that  the  elevation  of  the  bridge  across 
said  canal  owned  by  Griffin  & Connelly, 
is  so  much  lower  than  bridges  across  said 
canal,  between  Bridgeport  and  Summits 
as  to  cause  serious  obstruction  to  naviga- 
tion, and  that  complaints  have  frequently 
been  made  by  boatmen  that  they  cannot 
pass  their  boats  under  said  bridge. 

On  motion  of  Commissioner  Welch  it 
was  resolved  that  Griffin  & Connelly  pro- 
ceed forthwith  to  raise  said  bridge,  and 
repair  the  same  in  a good  workmanlike 
manner,  so  as  not  to  interfere  with  navi- 
gation, and  that  the  work  thereon  be 
under  the  supervision  of  the  General 
Superintendent. 

Passed  March  13,  1893. 

(Signed)  W.  A.  S.  Graham, 

Secretary .” 

“It  appearing  to  the  Board  of  Canal 
Commissioners  from  the  representation 
of  Walter  ,S.  Barnard,  General  Superin- 
tendent, and  from  William  Keough,  fore- 
man of  the  Illinois  and  Michigan  Canal, 
that  the  elevation  of  the  bridge  across 
said  canal,  owned  by  A.  S.  Piper  & Co., 
is  so  much  lower  than  bridges  across  said 
canal,  between  Bridgeport  and  Summit, 
as  to  cause  serious  obstruciion  to  navi- 
gation, and  that  complaints  have  fre 
'quently  been  made  by  boatmen  that  they 
cannot  pass  their  boats  under  said  bridge. 

On  motion  of  Commissioner  Welch  it 
was  resolved  that  A.  S Piper  & Co.  pro- 
ceed forthwith  to  raise  said  bridge, and  re- 
pair the  same  in  good  workmanlike 
manner,  so  as  not  to  interfere  with  navi- 
gation, and  that  the  work  thereon 
he  under  the  supervision  of  the  General 
Superintendent. 

Passed  March  13,  1893. 

(Signed)  W.  A.  S.  Graham, 

SeoretM'y ” 

USE  OF  ILLINOIS  AND  MICHIGAN  CANAL. 

The  Clerk  presented  a communication 
directed  to  President  Wenter,  by  Presi- 
dent Alt.  Gerdes,  of  the  Board  of  Canal 
Gommissiohers,  with  reference  to  the  use 
of  the  Canal  by  the  District  as  a Main 
Channel;  and  the  communication  was 
read. 

By  unanimous  consent  the  communi- 
cation was  ordered  printed  and  placed  on 
file. 

The  President  stated,  with  reference  to 
the  communication  just  read,  that  since 


the  receipt  of  the  same,  the  Board  of 
Trustees,  with  the  Attorney  and  General 
Counsel,  had  had  a conference  on  Satur- 
day, March  18,  1893,  with  the  Board  of 
Canal  Commissioners  and  their  Attorney, 
and  that  an  answer  from  the  Canal  Com- 
missioners had  been  promised  within 
two  weeks  from  the  time  of  that  meet- 
ing. 

The  following  is 

THE  COMMUNICATION: 

“Peoria,  Illinois,  March  15,  1893. 

Hon.  Frank  Wenter , President  Sanitary 

District  oj  Chicago,  Chicago: 

Dear  Sir — Your  communication  of 
December  1st,  1892,  to  our  predecessors 
has  fallen  under  the  consideration  of  this 
Board,  and  in  reply  thereto,  I am  author- 
ized to  say,  in  general  terms,  that  the 
Canal  Commissioners  accept  the  opinion 
of  the  Attorney  General  as  expressive  in 
the  main  of  the  reciprocal  rights  and 
powers  of  our  respective  bodies. 

I am  further  authorized  to  say  that  the 
Canal  Commissioners  stand  ready  and 
are  disposed  to  treat  with  your  bodv  in 
the  premises,  with  the  desire  only  that 
mutual  rights  and  public  interests  shall 
be  properly  subserved. 

The  Commissioners  will  be  pleased  to 
give  attention  to  anything  further  you 
may  see  fit  to  submit. 

Yours  respectfully, 

(Signed)  Alt.  Gerdes, 

President  Canal  Commissioners .’ 

FOOT  BRIDGE  AT  MT.  FOREST. 

The  Clerk  presented  a communication 
from  the  Canal  Commissioners,  addressed 
to  President  Wenter,  with  reference  to 
permission  to  construct  a foot  bridge 
across  the  Canal  at  Mt.  Forest,  and  the 
communication  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  the  communication,  with 
enclosure,  be  referred  to  the  Joint  Com- 
mittee on  Finance  and  Engineering. 

The  motion  prevailed  unanimously 
and  it  was  so  ordered. 

The  following  is 

'fHE  COMMUNICATION: 

“ Lockport,  Ills.,  March  13,  1893. 

Hon.  Frank  Wenter , President  Drainage 

Board , Chicago: 

Dear  Sir — At  the  request  of  Mr. 
Graham,  I herewith  hand  you  copy  of 
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proceedings  had  in  reference  to  a foot 
bridge  yon  desire  to  construct  across  the1 
Canal. 

Please  forward  your  plans,  etc.,  and  I 
will  submit  the  same  to  the  General 
Superintendent. 

Yours  Truly, 

(Signed)  Merritt  M.  Arnold, 

Chief  Clerk.” 


“Commissioner  Graham  made  a verbal 
statement  to  the  effect  that  Hon.  Frank 
Wenter,  President  of  the  Drainage  Board, 
was  desirious  of  obtaining  permission  of 
this  Board  to  build  a temporary  foot 
bridge  across  the  canal,  for  the  use  of  the 
engineers  and  others  in  the  employ  of 
the  Drainage  Board;  wdiereupon,  it  was 

Resolved , On  motion  of  Commissioner 
Graham,  that  permission  be  granted  the 
Board  of  Trustees  of  the  Sanitary  Dis- 
trict of  Chicago  to  construct  a temporary 
foot  bridge  across  the  Illinois  and  Michi- 
gan Canal,  provided , the  location  of  said 
bridge  and  the  plans  thereof  meet  with 
the  approval  of  the  General  Superintend- 
ent, and  it  is  further 

Provided,  That  the  Canal  Commission- 
ers reserve  the  right  at  any  time  in  the 
future  to  amend,  alter  or  vacate  this 
resolution  when  in  their  judgment  the 
interests  of  the  State  shall  seem  to  re- 
quire it. 

Accompanying  letter  of  March  12, 1893. 

M.  M.  A.” 

WESTERN  STONE  COMPANY  BRIDGE  ACROSS 
DESPLAINKS  RIVER. 

The  Clerk  presented  a report  from  the 
Chief  Engineer,  enclosing  specifications 
and  blue  print  plan,  concerning  the  bridge 
for  the  Western  Stone  Company,  across 
the  Desplaines  River,  near  the  county 
line;  and-the  report  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Bolden- 
week,  moved  that  the  report,  with  en- 
closures, be  referred  to  the  Joint  Com- 
mittee on  Engineering  and  Finance 

The  motion  prevailed  unanimously  and 
the  report,  with  enclosures,  was  so  re- 
ferred. • 

The  following  is 

THE  REPORT,  WITH  ENCLOSURE: 

“Chicago,  March  22,  1893. 
To  the  Honorable  the  Board  of  Trustees 

of  the  Scvnita/ry  Disl/rict  of  Chricrtgo: 

Gentlemen:— I submit  herewith  plan 
and  specifications  for  the  Dummy  Track 


Bridge  across  the  new  channel  of  the 
Desplaines  river  near  the  county  line, 
for  the  Western  Stone  Company.  These 
specifications  furnish  the  necessary  data 
to  fill  in  the  blank  form  of  contract  here- 
tofore submitted,  which  will  enable  this 
work  to  be  advertised  at  your  conven- 
ience. 

Respectfully  submitted, 

(Signed)  Benezette  Williams, 
Chief  Engineer.” 

(Enclosing  specifications  and  blue  print.) 


specifications. 

The  work  to  be  done  under  this  con- 
tract consists  of  the  construction  of  a 
framed  trestle  bridge  over  the  diversion 
channel  of  the  Desplaines  river  in  Will 
county  and  on  line  of  or  parallel  to  the 
present  dummy  track  railroad,  located 
near  the  county  line,  between  the  coun- 
ties of  Will  and  Cook. 

The  bridge  shall  be  built  in  the  manner 
shown  on  plan  marked  “Plan  of  Trestle 
Bridge  for  Western  Stone  Company 
Dummy  Track  over  Diversion  Channel 
on  Section  10,”  which  accompany  these 
specifications  and  form  a part  thereof. 

The  biidge  shall  be  512  feet  long, 
framed  bents,  constructed  of  12'xl2" 
timbers  and  spaced  16  feet  apart  between 
centers.  Mud  sills  of  4 x16'  plank, 
12  feet  long  and  well  bedded  in  the  bank 
shall  be  used  at  the  ends  of  the  bridge. 

All  necessary  excavations  at  site  of 
bridge  will  be  made  by  the  Sanitary  Dis- 
trict, except  leveling  of  surface  of  rock 
for  the  sills  of  the  framed  bents. 

All  timbers  except  l ridge  ties  shall  be 
of  good  merchantable  white  or  southern 
yellovv  pine,  free  from  wind  shakes, 
large  knots,  decayed  wood,  sap  or  any 
defect,  that  will  impair  its  strength  and 
durability. 

The  framing  must  be  done  in  a thor- 
oughly good  and  workmanlike  manner, 
using  oak  tree  nails  for  fastening  the 
parts  together. 

The  caps  shall  be  12  feet  long,  and  the 
sills  16  feet  long  as  shown  on  plan. 

The  stringers  shall  be  of  6 xl6  timber 
16  feet  long,  with  4 xl6  pine  separators 
4 feet  long,  with  packing  bolts  £ inch  in 
diameter,  and  30  inches  long,  each  bolt 
to  have  a head  and  nut  and  two  cast  iron 
washers  of  proper  size  and  weight. 

The  surface  of  the  rock  shall  he  leveled 
to  a good  bearing  for  the  sills  and  the  sills 
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well  anchored  thereto,  with  anchor  bolts 
H inch  in  diameter  and  3 fe9t  long,  the 
bolts  extending  into  the  rock  about  2 
feet.  Head  ends  to  be  well  cemented 
into  the  rock  with  neat  hydraulic  cement 
mortar. 

Each  screw  end  to  be  provided  with 
nut  and  cast  iron  washer. 

The  ties  shall  be  of  oak  sawed  truly  to 
a section  of  6"x8"  and  8-1  feet  long.  Ends 
squared  and  sized  to  a uniform  thickness 
on  the  under  side  where  they  rest  on  the 
stringers. 

A foot-walk  of  2 xS'  pine  plank  shall 
be  laid  from  end  to  end  of  bridge,  plank 
to  be  properly  spiked  to  bridge  ties. 

All  iron  shall  be  of  good  quality  and  in 
every  way  suitable  for  the  various  pur- 
poses for  which  it  is  intended. 

APPROXIMATE  QUANTITIES  OF  MATERIAL. 

47,570  feet  B.  M.  pine  timber. 

8,840  feet  B.  M.  oak  ties. 

1,520  lbs.  wrought  iron 

100  lbs.  cast  iron. 

PRICES. 

For  each  thousand  feet  board  measure 
of  pine  timber  measured  in  place,  includ- 
ing the  cost  of  drilling  holes  and  cement 
mortar  for  anchor  bolts. 

For  each  thousand  feet  board  measure 
of  oak  ties  measured  in  place. 

For  each  pound  of  wrought  iron. 

For  each  pound  of  cast  iron  washers/’ 

REPORT  ON  OFFICIAL  PLANS. 

The  Clerk  presented  a report  from  the 
Chief  Engineer,  accompanied  by  one  en- 
closure, with  reference  to  the  order 
passed  at  the  meeting  held  March  15, 
1893  (page  1 104  of  the  Proceedings),  di- 
recting the  filing  of  official  plans  of  the 
entire  work  in  the  office  of  the  Clerk; 
and  the  report  and  enclosure  were  read. 

Mr.  Cooley,  seconded  by  Mr.  Bolden- 
weck.  moved  that  the  report,  with  enclo- 
sure, be  printed'and  referred  to  the  Joint 
Committee  on  Finance  and  Engineering, 
with  directions  to  report  back  to  the 
Board  at  the  next  meeting. 

The  motion  prevailed  unanimously  and 
the  report  was  so  referred. 

The  following  is 

THE  REPORT,  WITH  ENCLOSURE: 

“To  the  Honorable,  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— At  a meeting  of  March 
15  your  Honorable  Board  passed  the  fol- 
lowing preambles  and  orders: 


“Whereas,  This  Board  on  November  2 
adopted  a report  calling  for  official  plans 
of  the  work  to  be  filed  for  record  in  tne 
office  of  the  Clerk,  which  request  has  not 
been  complied  with;  and  did  by  order  of 
February  1 call  for  estimates  from  the 
latest  data,  which  have  not  bepn  sub- 
mitted; and,  * 

Whereas,  It  is  essential  for  the  proper 
performance  of  the  administrative  func- 
tions of  the  Board,  and  for  the  public 
welfare  that  final  estimates  should  be 
made  and  entered  of  record,  and  that 
said  record  should  show  the  elevation  of 
all  grade  lines  of  river  diversion  and 
Main  Channel,  aud  the  elevation  of 
standard  bench  marks  to  which  said  ele- 
vation are  referred,  together  with  proper 
description  of  the  location  and  character 
of  said  channel  and  that-  a full  set  of 
plans,  showing  all  features  determined 
on  should  be  filed  for  reference  in  the 
office  of  the  Clerk;  therefore,  be  it 

Ordered,  As  follows: 

That  the  Chief  Engineer  comply  fully 
and  without  delay  with  the  request  con- 
tained in  the  report  of  November  2 and 
the  order  of  February  1,  and  that  he  in- 
clude specifically  in  his  report  the  follow- 
ing: 

1.  A written  description  of  the  loca- 
tion and  dimensions  of  the  Main  Chan- 
nel and  river  diversion  throughout  said 
work  properly  referenced. 

2.  The  elevation  and  grade  of  Main 
Channel  and  of  river  diversion,  at  the 
beginning  and  end  of  each  section,  and 
at  points  where  said  grades  may  change 
or  terminate. 

3.  The  elevation  and  description  of 
standard  bench  marks  used  in  determin- 
ing all  elevations  and  grades,  said  bench 
marks  being  referred  to  the  datum  pre- 
scribed bv  law,  and  report  how  said 
datum  aud  elevations  of  bench  marks 
were  determined. 

4.  Maps,  plans  and  profiles  of  said 
work,  which  shall  show  graphically  and 
by  entries  thereon  all  information  in  re- 
gard to  location  of  channel,  river  diver- 
sion, levees,  bench  marks,  sections;  and 
give  grade  lines,  cross  sections,  river 
profiles,  quantities,  dimensions,  and  such 
information  as  may  be  pertinent  to  a 
full  understanding  of  the  work,  and  to 
the  proper  administration  thereof  by 
this  Board;  and.  be  it 

Ordered  further,  That  he  submit  said 
report  and  information  at  the  next  meet- 
ing of  the  Board,  or  so  much  thereof  as 
he  may  be  able  to  prepare,  and  that  the 
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entire  matter  called  for  to  be  prepared 
and  submitted  without  delay.” 

The  peculiar  wording  given  to  the 
above,  and  particularly  the  uses  to  which 
it  has  been  put  by  the  public  prints  to 
reflect  discredit  upon  this  Department  in- 
a manner  which  is  made  to  appear  as 
emenating  from  the  Board,  make  it  in- 
cumbent upon  me  to  state  a few  facts 
with  plainness. 

1.  As  to  the  preambles,  the  only  thing 
that  can  be  interpreted  as  an  order  in  the 
proceedings  of  November  2d  which  I 
have  been  able  to  find  is  attached  to  the 
end  of  a report  upon  the  subject  matter 
of  a communication  from  Mason,  Hoge 
& Co.,  contractors.  The  words  of  the 
report  are,  “we  recommend  as  follows: 
That  the  Attorney  and  Engineer  consider 
these  two  cases  and  report  what  may 
seem  equitable  and  proper  in  the  prem- 
ises.” 

“The  committee  is  of  the  opinion  and 
would  recommend  that  any  change  in 
plan  be  authorized  by  this  Board  before 
any  liability  therefor  attaches  to  the 
Board,  and  furthermore  that  a full  set  of 
plans,  with  all  authorized  changes,  be 
tiled  with  the  Clerk  for  record.” 

The  first  part  of  this,  calling  fora  joint 
report  of  the  Attorney  and  Engineer,  has 
had  cognizance  of  the  officers  named,  but 
no  report  made.  The  latter  part,  follow- 
ing an  expression  of  an  opinion  and 
printed  on  another  page  of  the  proceed- 
ings, was  not  discovered  by  any  one  in 
this  Department,  and  I was  not  notified 
of  its  existence  by  any  one. 

The  order  is,  however,  being  fulfilled 
in  the  carrying  out  of  other  orders.  The 
Department  is  making  a map,  a copy  of 
which  is  to  be  furnished  the  Board, 
which  will  show  all  that  is  implied  in 
this  recommendation  and*  much  more. 
There  are  now  in  existence  no  maps  suf- 
ficiently accurate  to  show  these  changes 
upon.  In  the  meantime  all  authorized 
changes  are  matters  of  record. 

The  proceedings  of  February  1st  con- 
tain no  order  for  estimates;  there  is,  how- 
ever, an  order  in  the  proceedings  of  Feb. 
15,  two  weeks'  later,  which  is  being  com- 
plied with.  Indeed,  estimates  of  the 
character  called  for  by  this  order  of  Feb- 
ruary 15th  were  Joeing  made  and  data 
collected  therefor  long  before  the  date  of 
the  order.  As  soon  as  completed  they 
will  be  submitted  to  the  Board . They 
will  not  be  “final  estimates”  which  can 
be  entered  of  record  as  such,  they  will 
be  merely  revised  approximate  estimates 
made  generally  from  center  line  heights, 
and  dependent  throughout  many  sections 


of  the  work  upon  the  meager  borings 
which  have  been  made,  to  show  the  rock 
elevations.  However,  essential  “final 
estimates”,  may  appear  to  be  at  the  pres- 
ent time,  no  such  estimates  will  be  made 
or  entered  of  record  until  after  the  last 
blast  has  been  fired  and  the  last  shovel  of 
earth  thrown.  From  the  conditions  of  the 
case  and  the  terms  of  the  contract  this  is 
a necessity. 

While  upon  the  subject  of  estimates  it 
may  be  explained  that  the  surface  of  the 
ground,  and  of  the  solid  rock,  in  both  the 
Main  Channel  and  river  diversion, 
where  rock  is  encountered,  is  cross-sec- 
tioned generally  by  means  of  levels  taken 
in  20  feet  squares.  The  rock  lying  below' 
the  glacial  drift  cannot,  of  course,  be 
cross-sectioned  until  the  glacial  drift  is 
removed.  On  certain  parts  of  the  work 
this  will  not  be  done,  probably,  in  less 
than  two  years  or  thereabouts;  and  until 
it  is  done  no  estimates  based  upon  the 
cross-sections  can  be  made  for  such  parts 
of  the  work. 

I respectfully  call  your  attention  to  the 
accompanying  statement  of  the  Assistant 
Chief  Engineer,  giving  the  proportion  of 
this  kind  of  w*ork  done  on  the  wrork  under 
contract.  From  this  it  is  seen  that  in  a 
total  of  47  miles  of  rock  ana  earth  sur- 
face on  the  Main  Channel  and  river  diver- 
sion that  had  to  be  cross-sectioned,  24.4 
miles  or  slightly  more  than  half  has  been 
done.  If  the  data  from  this  work  were 
in  the  office  to-day,  and  a force  of  four 
men  -were  put  to  work  upon  it  they  could 
not  complete  and  properly  check  the  esti- 
mates with  less  than  nine  month’s  or  a 
year’s  steady  work. 

It  would  seem  that  such  a showing 
ought  to  set  at  rest  all  questions  of  ‘ final 
estimates”  at  this  stage  of  the  ISanitary 
District  work . 

In  the  matter  of  standard  bench  marks 
it  may  be  said  that  this  department  has 
in  its  custody  a voluminous  set  of  pre- 
cise level  books  and  reduction  sheets 
made  in  1890-91,  establishing  and  reduc- 
ing the  heights  of  162  bench  marks  strung 
along  the  line  of  the  work  and  river  valley 
from  Bridgeport  to  the  Kankakee  River. 
Without  going  into  details  at  this  time, 
it  is  sufficient  to  say,  that  the  most  re- 
liable data  was  used  in  determining  the 
datum,  and  the  engineers  in  the  field  are 
using  the  benches  thus  established  in  a 
careful  and  proper  way  after  a thorough 
re-checking  and  comparison  of  the  sev- 
eral benches  which  come  within  their  di- 
vision?. 

The  Board  may  rest  assured  that  the 
orders  of  the  last  meeting  will  be  com- 
plied with,  so  far  as  it  is  within  the  do- 
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main  of  possibilities  so  to  do,  and  that  it 
will  be  done  just  as  rapidly  as  the  limita- 
tions under  which  we  are  working  will 
permit,  but  before  it  is  accomplished 
much  field  and  office  work  will  have  to 
be  completed  which  will  take  much 
time.  A large  part  of  the  information 
called  for  is  a matter  of  record  in  the 
contracts  for  the  several  sections  of  work, 
and  in  the  proceedings  of  the  Board. 
Another  large  part  is  carefully  filed  in 
this  office;  this  latter  I have  always  con- 
strued to  be  under  the  control  and  juris- 
diction of  the  Board  just  as  truly  as  if  it 
were  in  the  hands  of  any  other  officer  of 
the  Board,  it  beiag  assumed  that  the 
Engineering  Department  was  one  of  the 
agencies  through  which  the  work  of  the 
District  is  carried  on  and  its  records 
kept. 

With  reference  to  orders  in  general,  I 
wish  to  say  that  there  are  now  orders 
outstanding,  some  of  them  dating 
back  to  September,  18&2,  direct- 
ing the  making  of  various  maps, 
profiles,  etc.,  which,  by  as  close 
an  estimate  as  we  are  able  to  make, 
will  take  an  equivalent  to  the  undivided 
time  of  seven  men  for  one  year  to  com- 
plete. Our  Drafting  Division  has  ten 
men  employed,  exclusive  of  those  in  the 
field.  As  the  miscellaneous  work  of  the 
department,  such  as  right  of  way  mat- 
ters, current  drawings,  etc.,  require  tn© 
time  of  four  or  five  men,  it  will  be  seen 
that  there  is  work  enough  ahead  for 
more  than  a year,  and  that  it  will  be  con- 
siderably more  than  a year  from  now  be- 
fore all  the  orders  outstanding  are  fully 
complied  with,  to  say  nothing  of  the  last 
one. 

I believe  that  all  members  of  the 
Board  who  have  been  present  at  the 
various  committee  meetings  when  the 
subject  has  been  discussed  will  bear  me 
out  in  the  statement  that  I have  fairly 
endeavored  to  meet  the  expressed  desires 
of  the  committees,  that  the  forces  of  this 
department  should  be  kept  in  as  narrow 
bounds  as  possible. 

The  order  of  the  Board  passed  Decem- 
ber 28th,  that  the  Chief  Engineer  should 
report  with  reference  to  the  reorganiza- 
tion of  the  forces  of  this  department  with 
a view  to  efficiency  and  economy,  was 
met  by  rue  by  a report  of  January  4th,  m 


which,  after  giving  the  reductions  and 
changes  which  had*  been  made,  I stated 
that  whether  any  further  changes  should 
be  made  was  dependent  on  what  the 
policy  of  the  Board  is  to  be  with  regard 
to  ordering  the  engineering  work  of  the 
Sanitary  District.  I also  stated  that 
even  if  certain  reductions  were  made 
more  room  would  be  needed  by  this  de- 
partment. This  was  based  on  the  knowl- 
edge that  the  work  of  the  construction 
and  drafting  divisions  of  the  department 
is  becoming  so  great  that  more  room 
must  be  had.  The  office  force  of  these 
divisions  has  not  been  weakened  but 
rather  strengthened  since  the  beginning 
of  the  year,  but  with  our  present  quar- 
ters not  to  exceed  two  more  men  can  be 
worked,  and  they  not  to  a good  advan- 
tage. I now  understand  certain  space 
has  been  assigned  to  this  department 
which  will,  be  available  after  the  first  of 
May,  and  which  will  allow  a better  work- 
ing force  to  be  organized.  The  additional 
space  allowed,  however,  is  not  great, 
and  as  the  office  force  is  necessarily  lim- 
ited by  its  facilities,  I submit  that  these 
limitations  should  be  recognized  by  the 
Board,  and  the  Chief  Engineer  allowed 
some  latitude  in  laying  out  the  work  of 
the  department  so  as  to  bring  about  the 
necessary  results  with  the  least  expendi- 
ture of  effort.  Even  if  the  field  work 
were  completed,  it  is  simply  a physical 
impossibility  to  comply  with  the  kind 
and  variety  of  orders  made  and  in  the 
time  indicated  with  the  facilities  for 
work  at  my  disposal. 

Respectfully  submitted, 

(Signed)  Benezette  Williams, 

Chief  Engineer. 

March  22,  1893.” 

(One  (1)  enclosure.) 


“Chicago,  March  21.  1893. 
Mr.  Benczelie  Williams,  Chief  Engineer: 

Dear  Sir— The  following  is  a statement 
showing  the  amount  of  Main  Channel 
and  River  Diversion  cross-sectioned  to 
date,  March  17,  between  Summit  and 
Lock  port: 
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MAIN  CHANNEL . 


RIVER  diversion 


Sec. 


'Amount Cross 
_ £ | Section. 


Glacial 

Drift. 


14500 
. | 5000 
. ;5O00 
.5000 


1-8 

5-8 


5000  whole. 
, ;80oo  3-5 

0000  Whole. 
5000,  whole. 
5000,  whole. 

;5<)00j  whole. 


3-4 

8-9 

5-8 

1-2 

1-3 

!-3 


'50001 
,5000 
4700 
5800 
5300 1 

ooo o!  - - 
5200  whole. 
!5000|  9-10 
1 5000:  whole. 
|6000;  5-6 


Solid 

Rock 


4400 

3600 


4800 

4500 

6000 


19 

14 

14 

1-8 

3-4 

1-2 

whole 

1-6 


Amount  Cross 
Section. 


Glacial  Solid 
Drift.  | Rock 


none,  jnone. 
none,  jnone. 

, . . . none. 

none,  jnone. 


none, 
none. 
3000!  whole. 
2600  2-3 


2400,  none. 


2400,11006. 

2600  whole. 

5800.  whole. 

5300,  whole. 

6200  whole.  i whole 
2100j  4-7  | 7-10 


none, 
jnone. 
jnone. 
none, 
none, 
none 
none, 
none, 
i whole 
! 5-8 
9-11 


| ing  the  purchase  of  right  of  way  lands 
in  Cook  County,  owned  by  Mr.  Philip  M. 
Prescott,  and  authorizing  and  directing 
the  Clerk  to  pay  for  said  lands  on  the 
voucher  of  the  Attorney,  as  provided  in 
the  report;  and  the  report  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  . adopted, 
ordered  printed  and  placed  on  file,  the 
recommendations  made  therein  con- 
curred in,  and  the  Clerk  authorized  and 
directed  to  pay  Mr.  Philip  M.  Prescott, 
on  the  voucher  of  the  Attorney,  for  said 
lauds  as  provided  in  the  report. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Bolden  week,  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell  and 
Wenter-  eight  (8).  Nays — none. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  the  recommendations  made  therein 
concurred  in.  and  the  Clerk  authorized 
and  directed  to  pay  Mr.  Philip  M.  Pres- 
cott, on  the  voucher  of  the  Attorney,  for 
said  lands,  as  provided  in  the  report. 

The  following  is 


Total  number  of  miles  in  Glacial  Drift 
in  Main  Channel,  under  contract,  td  be 
cross-sectioned  between  Summit  and 
Lock  port,  is  20  1-6. 

Of  this  amount  13.9  miles  of  Glacial 
Drift  have  been  cross-sectioned. 

Total  number  of  miles  of  solid  rock, 
under  contract,  to  be  cross-sectioned  be- 
tween Summit  and  Lockport  is  13  6.  Of 
this  amount  throe  miles  have  been  cross- 
sectioned. 

Total  number  of  miles  of  Glacial  Drift 
in  River  Diversion  to  be  cross-sectioned, 
is  10P  Of  this  amount  4.8  miles  have 
been  cross-sectioned. 

Total  number  of  miles  of  solid  rock  in 
River  Diversion,  to  be  cross -sectioned,  is 
2.9.  Of  this  amount  2.6  miles  have  been 
cross-sectioned. 

Yours  truly, 

(Signed)  D.  C.  Dunlap, 

Assistant  Chief  Engineer.” 


PURCHASE  OF  “PRESCOTT  LANDS.” 

Mr.  Eckhart.  Chairman,  presented  a 
report  from  the  Joint  Committee  on 
Finance  and  Engineering,  recommend- 


THE  REPORT  : 

“Chicago,  March  22,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago : 

Gentlemen — The  Joint  Committee  on 
Finance  and  Engineering  has  reached  an 
agreement  with  Philip  M.  Prescott  for 
the  purchase  from  him  for  the  corporate 
purposes  of  this  District,  of  the  lands 
hereinafter  described,  for  the  sum  of 
twenty- fire  thousand  two  hundred 
($25,200)  dollars. 

Your  committee  recommended  that 
the  Clerk  of  this  District  be  directed  to 
pav  on  the  voucher  of  the  Attorney,  to 
said  Philip  M.  Prescott  the  sum  of 
twenty- five  thousand  two  hundred 
($25,200)  dollars  in  full  payment  for  the 
following  described  lands  to-wit: 

All  that  part  of  the  southwest  quarter 
(1)  of  Section  twelve  (12),  township 
thirtv  eight  (38).  north.  RaVige  twelve 
(12),  East  of  the  Third  Principal  Merid- 
ian. lving  north  and  west  of  the  center 
thread  of  the  Desplaines  River. 

Also,  all  that  part  of  the  Northwest 
quarter  (D  of  Section  twelve  (12).  Town- 
ship thirty-eight (38)  north.  Range  twelve 
(12),  East  of  Third  Principal  Meridian, 
lying  north  and  west  of  the  center  thread 
of  the  Desplaines  River,  and  south  of  a 
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straight  line  drawn  from  a point  on  the 
south  line  of  said  quarter  section,  which 
is  500  feet  east  of  the  southwest  corner  of 
said  quarter  section,  to  the  intersection 
of  the  southerly  boundary  line  of  the 
right  of  way  of  the  Chicago,  Santa  Fe 
& California  Railway,  with  the  east  line 
of  said  quarter  section. 

Also,  all  that  part  of  the  northeast 
quarter  (£)  of  Section  twelve  (12),  Town- 
ship thirty-eight  (08)  north.  Range  twelve 
(12).  East  of  the  Third  Principal  Merid- 
ian, lying  north  and  west  of  the  center 
thread  of  the  Despiaines  River,  except 
the  right  of  way  of  the  Chicago,  Santa 
Fe  & California  Railway. 

Also,  all  that  part  of  the'  northwest 
quarter  (i)  of  Section  twelve  (12).  Town- 
ship thirty-eight  (38)  North,  Range 
twelve  (12)  East  of  the  Third  Princi- 
pal Meridian,  lying  north  of  the  north- 
erly boundary  line  of  the  right  of  way  of 
the  Chicago,  Santa  Fe  & California  Rail- 
way, and  east  of  a line  drawn  200  feet 
from  and  parallel  with  the  east  line  of 
said  quarter  section 

Also,  all  that  part  of  the  northwest 
quarter  (t)  of  Section  twelve  (12),  Town- 
ship thirty- eight  (38)  North,  Range  twelve 
(12)  East  of  the  Third  Principal  Meridian, 
lying  south  of  the  southerly  boundary 
line  of  the  right  of  way  of  the  Chicago, 
Santa  Fe  & California  Railway,  and  north 
of  a straight  line  drawn  from  a point  on 
the  south  line  of  said  quarter  section 
which  is  500  feet  east  Of  the  southwest 
corner  of  said  quarter  section  to  the  inter- 
section of  the  southerly  boundary  line  of 
the  right  of  way  of  the  Chicago,  Santa 
Fe  & California  Railway,  with  the  east 
line  of  said  quarter  section  and  east  of  a 
line  drawn  200  feet  from  and  parallel 
with  the  east  line  of  said  quarter  sec- 
tion 

All  of  said  lands  lying  and  being  situ- 
ate in  the  County  of  Cook,  in  the  State 
of  Illinois. 

Said  sum  of  twenty-five  thousand, -Two 
hundred  ($25,200)  dollars  being  also-  in 
full  payment  for  all  damages  to  land  not 
herein  described  and  not  taken  by  the 
Sanitary  District  and  owned  by  Mary  A. 
Prescott  and  Philip  M.  Prescott;  it  being 
understood  and  agreed  as  the  basis  of  this 
settlement  that  the  Sanitary  District  is  to 
construct  and  build  a levee  on  the  north 
side  of  the  new  river  channel  to  be 
constructed  by  the  Sanitary  District 
in  Sections  D,  E and  F,  as  set  forth  in 
the  contracts  let  by  the  Sanitary  District 


for  the  construction  of  the  proposed 
work  on  said  Sections  D,  E and  F. 

Respectfully  submitted, 

(Signed)  B.  A.  Eckhart, 

Chato’vvcm. 

L.  E.  Cooley, 

Thos.  Kelly, 

Wm.  Boi.denweck, 

John  J.  Altpeteu, 

W.  H.  Russell. 

Joint  Coimmttec  on  Fimxmce  and  En - 

gineermg .” 

REPAIR  OF  BRIDGES  AT  WILLOW  SPRINGS. 

Mr.  Prendergast,  seconded  by  Mr. 
Kelly,  moved  that  the  Chief  Engineer  be 
authorized  and  directed  to  repair  bridges 
over  the  river  and  canal  at-  Willow 
Springs  at  an  expense  of  not  to  exceed 
$250. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Cooley,  Kelly, 
Prendergast.Russell  and  Wenter— six  (0). 
Nays — Messrs.  Altpeter  and  Eckhart— 
two  (£). 

Upon  whi(?h  result  the  President  de- 
clared the  motion  passed,  and  the  Chief 
Engineer  authorized  and  directed  to  re- 

lf  bridges  over  the  river  and  canal  at 

illow  Springs,  at  an  expense  of  not  to 
exceed  $250. 

SANITARY  INSPECTOR  TO  BE  MADE  OFFICER 
OF  STATE  BOARD  OF  HEALTH. 

The  Clerk  presented  a communication 
from  Dr.  F.  W.  Reilly,  Secretary  of  the 
Slate  Board  of  Health,  addressed  to 
President  Wenter,  with  reference  to 
having  the  Sanitary  Inspector  sworn  in 
as  an  officer  of  the  State  Board  of  Health  ; 
and  the  communication  was  read. 

By  unanimous  consent  the  communi- 
cation was  ordered  • printed  and  placed 
on  file. 

The  follow  ing  is 

THE  COMMUNICATION: 

“Illinois  State  Board  of  Health,  ) 
Springfield,  March  21,  1893.  ) 

Dear  Sir— I beg  to  acknowledge  the 
receipt  of  your  communication  (re- 
ceived at  the  Secretary’s  office  during 
my  absence)  touching  such  authority  as 
may  be  given  by  the  State  Board  of 
Health  to  the  SanitaYy  Inspector  of  the 
Sanitary  District.* 

I have  no  doubt  that  the  Board  wilL 
gladly  take  the  action  you  request,  and 


March  22,] 


—1118— 


fl89<?. 


your  communication  will  be  laid  before 
it  at  its  next  meeting,  April  26,  prox. 

Very  respectfully, 

[Signed]  F.  W.  Reilly,  M.  D., 

Secretary. 

Hon.  Frank  Wenter,  President,  Board 

of  Trustees  Sanitary  District  of  Chi- 
cago, Chicago,  111. 

CONFERENCE  WITH  REFERENCE  TO  MAIN- 
TENANCE OF  PUBLIC  ORDER. 

The  President  announced  that  in  con- 
formity with  an  order  passed  at  the 
meeting  held  February  15,  1893  (page 
1053  of  the  Proceedings),  a conference 
had  been  dr^ld  on  Monday,  March  .20, 
1893,  with  the  various  village,  county 
and  city  officials  along  the  line  of  the 
Main  Channel,  to  devise  ways  and  means 
for  maintaining  public  order,  but  that 
no  action  on  the  part  of  the  District  had 
been  decided  upon. 

CLERK  TO  ADVERTISE  AND  SELL  PROPERTY 
ON  THE  RIGHT  OF  WAY. 

Mr.  Eckhart  presented  an  order  author- 
izing and  directing  the  Clerk  to  adver- 
tise and  sell,  under  the  direction  of  the 
Finance  Committee,  all  buildings  and 
machinery  owned  by  the  District,  on  the 
right  of  way,  as  provided  in  the  order; 
and  the  same  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Bolden- 
weck,  moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell  and 
Wenter — eight  (8.)  Nays— none. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Clerk  autliorized_and 
directed  to  advertise  and  sell,  under  the 
direction  of  the  Finance  Committee,  all 
buildings  and  machinery  owned  by  the 
District  on  the  right  of  way,  as  providtd 
in  the  order. 

The  following  is 

the  order: 

Ordered,  That  the  Clerk  advertise  and 
sell,  under  the  direction  of  the  Finance 


Committee,  at  public  or  private  sale,  in 
such  manner,  at  such  time  and  place, 
and  on  such  terms  as  said  Committee 
may  think  fair,  just  and  reasonable,  all 
the  buildings  and  machinery  belonging 
to  the  Sanitary  District,  except  the  fol- 
lowing: 

The  boarding  house  on -Section  A,  the 
boarding  house  on  Section  C,  and  the 
bunks;  tables  and  benches,  connected 
therewith,  rented  to  the  Western  Dredg- 
ing and  improvement  Cpmpa^y;  the  ice 
houses,  barn,  oil  house  and  blacksmith 
shop  on  Section  E. 

AMENDMENT  TO  RULES  OF  .ORDEJJ. 

Mr.  Cooley  presented  an  amendment, 
to  the  Rules  of  Order,  with  reference  to 
final  action  on  plans  of  work,  routes, 
and  right  of  way  and  ( hanges  in  the 
same;  and  the  amendment  was  read. 

Mr.  Kelly,  .seconded  by  Mr.  Eckhart, 
moved  that  the  amendment  be  . printed 
and  referred  to  the  Committee  on  Rules. 

The  motion  prevailed  unanimously, 
and  the  amendment  was  so  referred; 

The  following  is 

THE  AMENDMENT: 

‘*22..  All  questions  involving  the  deter- 
mining of  plans  of  work, routes  and  right 
of  way,  and  changes  in  the  same, shall  be 
examined  by  the  appropriate  committee 
and  reported  to  this  Board,  and  said  re* 
port  and  any  recommendation  contained 
therein  shall  be  pending  and  in  order 
of  debate  until  disposed  of.  but  shall  not 
be  finally  acted  upon  until  the  regular 
meeting  following  the  one  in  which  the 
same  is  received,  and  final  action  may 
be  deferred  until  the  second  regular 
meeting  on  the  request  of  three  mem- 
bers/’ 

ADJOURNMENT. 

On  motion  of  Mr.  Boldenweck,  sec- 
onded by  Mr.  Eckhart,  the  Board  then 
adjourned. 

Thos.  F.  Judge, 
Clerk, 
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PROCEEDINGS 

OF  THE 

Board  of  Trustees, 

OF  THE 

Sanitary  District  of  Chicago. 


MARCH  29.  1893. 


OFFiCIAL  RECORD. 


PAY  ROLLS. 


REGULAR  MEETING. 

The  one  hundred  and  sixty-third  reg- 
ular meeting  of  The  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago  was  held 
in  their  rooms,  Rialto  Building,  Wednes- 
day,  March  29,  1893,  at  2 o’clock  P.  M. 

President  Wenter  called  the  Board  to 
order. 

Upon  roll-call  Messrs.  Altpeter,  Bolden- 
weck,  Cooley,  Eckhart,  Kelly,  Prender- 
gast,  Russell  and  Wenter— a total  of 
eight  (8)  members,  were  present. 

MINUTES. 

The  minutes  of  the  regular  meeting 
held  March  22,  1893,  were  approved  as 
printed,  on  motion  of  Mr.  Kelly,  sec- 
onded by  Mr.  Boldenweck. 

VOUCHERS. 

The  Clerk  presented  the  following 
vouchers: 


Eng.  Dept.,  Div.  No.  1, 


week  ending  March 

25,  1893. '.. $1,028  20 

Eng.  Dept.,  Div.  No.  1. 

(sag  building)  week 
ending  March  25, 1893  14  40 

Eng.  Dept..,  Div.  No.  2, 
week  ending  March 

25,  1893 255  60 

Eng.  Dept.,  Div.  No.  3, 
week  ending  March 

25,  1893. 431  70 

Eng,  Dept.,  Div.  No.  4, 
week  ending  March 
25,  1893 49  20 


$ 1,779  10 


Clerical  Dept.,  office 


roll,  week  ending 

March  25,  1898 39  00 

Law  Dept.,  office  roll, 
week  ending  March 
25,  1893. 63  00 


Total $ 1,881  lo 
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ENGINEERING  DEPARTMENT. 


Jacobs  Coles  '&  Co. 

(stationery) $71  40 

John  Morris  Co.  (sta- 
tion ry).. 22  50 

John  Underwood &Co- 
( carbon  paper) 12  00 

E.  G.  Christoph  Lith. 

Co.  (letterheads) — 88  00 

E Dietzgen  & Co. 

(drafting  material). . 36  35 

E Dietzgen  & Co. 

(drafting  material). . 4 05 

Keuffel  & Esser  Co. 

(drafting  material)..  15  00 

The  Polygraph  Print 

Co.  (polygraphs) 2 00 

Geo.  H Benedict  & Co. 

(hek  ozraph  prints)  . 21  34 

W.  A.  Olmsted,  (mount- 
ing maps) 6 00 

Seelig  & Kandler,  (re- 
pairing transit) 14  00 

H,.  Schultz  & Co.  ( paper 

boxes) 6 00 

Hinbard, Spencer,  Bart- 
lett & Co.  (hardware)  13  11 

Gottlieb  Schroder,  (re- 
pairs, boring  ma- 
chine)  5 50 

Morrisson,  Plummer  *fc 

Co.  (sundries) 4 19 

Columbia  Rubber  Wks. 

Co.  (rubber  boots)  ..  3 00 

The  Consumers  Pure 

Ice  Co.  (water) 7 00 

Bobt.  H.  Cowurey, 

(postage  stamps) 20  00 

F.  W \ltpeter,  (trav- 
eling)  8 25 

Alex.  E.  Kastl,  (ex- 
pense)  12  28 

A.  C.  Schrader,  (emer- 
gency)  22  00 


$ 393  97 


Clerical  department 

S.  P Childs  <te  Co. (ink)  83 

J.  Underwood  & Co. 

(carbon  paper) 4 20  . 

E.  G.  Christoph  Lith. 

Co.  ( warrants  and 

envelopes) 102  25 

$ . 107  28 


LAW  DEPARTMENT. 

Barnard  & Gunthorp, 

( priming) $397  00 

U.  W.  Weston,  (ex- 
pense)  23  60 

$ 420  60 


Eckhart,  Kelly,  Prendergast.  Bussell  and 
Wenter — eight  (8.)  Nays — None. 

Upon  which  result,  the  President  de- 
clared the  motion  carried,  and  the  vouch- 
ers as  read  and  shown  above,  approved 
and  ordered  paid. 

REQUISITIONS. 

The  Clerk  presented  the  following 
requisitions: 

No.  313,  Engineering  Department, 

(water  colors)  § 4 50 

No.  314,  Engineering  Department, 

(drafting  materials) 4 40 

No.  315,  Engineering  Department 

(pens).. 3 20 

No.  451,  Law  Department,  (sta- 
tionery and  sundries) 79  10 

No.  1043,  Clerical  Department 
(paper) 10  00 


Total $101  20 


Mr.  Bolden  week,  seconded  by  Mr. 
Cooley,  moved  that  Requisitions  Nos. 
313,  314  and  315  for  the  Engineering  De- 
partment. No.  451  for  the  Law  Depart- 
ment, and  No.  1043  for  the  Clerical  De- 
partment, as  read  and  shown  above,  be 
allowed. 

Upon  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Bolden  week,  Cooley. 
Eckhart,  Kelly,  Prendergast,  Russell  and 
Wenter — eight  (8.)  Nays — none. 

Upon  which  result  the  President  de- 
clared [he  motion  carried,  and  Requi- 
siti  *ns  Nos.  313,  314  and  315  for  the  En- 
gineering Department,  No.  451  for  the 
Law  Department,  and  No.  1043  for  the 
Clerical  Department,  as  read  and  shown 
above,  allowed. 

REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report,  in  ac- 
cordance with  the  rules,  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  March  25th, 
1893. 

The  same  was  read  and  by  unanimous 
consent  was  ordered  printed  and  placed 
on  file. 

The  following  is. 

THE  REPORT: 


Grand  total $2,802  95 


Mr.  Eckhart,  seconded  by  Mr.  Russell, 
moved  that  the  vouchers  as  read 
and  shown  above,  be  approved  and 
ordered  paid. 

On  roll  call  the  vote  stood:  Yeas — 
Messrs  Altpeter,  Boldenweck,  Cooley, 


“Chicago,  March  29,  1893. 
lo  the  Honorable  the  Board  of  Trustees 
o]  the  Sanitary  District  of  Chicago: 
Gentlemen— I beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  March 
25,  1893,  as  the  same  have  been  reported 
to  me  : 
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Engineering  Department 81 

Engineering  Department  (Sag 

Building) 1 

— 82 

Clerical  Department . . 3 

Treasury  Department 1 

Law  Department 9 


Total  employes ^95 

Respectfully  submitted, 

(Signed)  Thomas  F.  Judge, 

Clerk” 

TABULATION  OF  BENCH  MARKS. 

The  Clerk  presented  a report  from  the 
Chief  Engineer,  accompanied  by  en- 
closure and  a tabulation  of  bench  marks, 
prepared  in  response  to  an  order  passed 
March  loth,  1893  (Page  1104  of  the  Pro- 
ceedings); and  the  report,  with  enclos- 
ure, was  read. 

Mr.  Cooley,  seconded  by  Mr.  Bolden- 
week,  moved  that  the  report  and  en- 
closure, be  ordered  printed,  and  with  ac- 
companying tabulation,  be  placed  on 

file. 

The  motion  prevailed  unanimously, 
and  it  was  so  ordered. 

The  following  is 

THE  REPORT,.  WITH  ENCLOSURE: 

“Chicago,  March  29,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen: — In  partial  compliance 
with  the  order  of  your  Honorable  Board 
of  March  15th,  relative  to  the  description 
of  the  Main  Channel  and  Collateral 
Works,  I submit  herewith  elevations 
and  descriptions  of  Bench  Marks  used  in 
determining  the  elevations  and  grades 
along  the  line  of  said  work;  also  a 
statement  from  Mr.  Alexander  E.  Kastl, 
Assistant  Engineer,  upon  the  tabula- 
tions of  the  results  of  the  final  reduct- 
ions of  the  precise  levels  from  Bridgeport 
to  Kankakee  Feeder,  made  by  Mr.  O.  W. 
Ferguson  in  1890-91,  and  the  methods 
and  datas  used  for  determining  the  legal 
datum.  The  table  includes  162  perma- 
nent bench  marks  numbered  from  1 to 
102,  inclusive.  The  course  pursued  in 
determining  the  datum  was  evidently 
the  only  one  possible  under  the  circum- 
stances, and  it  is  undoubtedly  correct 
within  the  range  of  variation  allowable 
in  such  cases. 

Respectfully  submitted, 

(Signed)  Benezette  Williams, 
Chief  Engineer .” 

(Enclosure). 


“Chicago,  March  25.  1893. 
Mr.  Benezette  Williams , Chief  Engineer: 

Dear  Sir — I have  the  honor  to  sub- 
mit the  following  report  upon  the  tabula- 
tion of  the  results  of  the  final  reduction 
of  the  precise  levels  from  Bridgeport  to 
the  Kankakee  Feeder  -aqueduct,  a dis- 
tance of  49  miles. 

The  levels  were  run  by  Mr.  O.  W.  Fer- 
gusan,  Assistant  Engineer,  between  Oc- 
tober 1st,  1890,  and  March  18,  1891,  The 
precise  level  used  was  manufactured  by 
Fauth  <Sc  Co.,  of  Washington,  D.  C. 

The  tabulation  includes  162  permanent 
bench  marks,  numbered  from  1 to  162 
inclusive. 

The  tabulation  was  made  under  my 
direction  by  Mr.  R.  H.  Bethel  in.  Sep- 
tember, 1892.  It  was  found  that  Mr. 
Ferguson  had  made  a final  reduction  of 
his  notes  but  did  not  quite  complete  it. 
This  reductioh  was  carefully  checked 
and  then  completed  from  the  original 
notes.  A new  tabulation  of  the  results 
of  the  final  reduction  was  made.  This 
was  compared  with  the  preliminary  tab- 
ulation made  by  Mr.  Ferguson  and  all 
differences  examined. 

The  new  tabulation  is  believed  to  be 
correct  and  the  results  given  may  safely 
be  taken  as  the  correct  ones  resulting 
from  the  observations.  All  elevations 
are  referred  to  Chicago  city  datum  and 
start  with  the  elevation  of  P.  B.  M.  1 on 
doorstep  of  Canal  Collectors  office, 
Bridgeport,  as  9,441  feet. 

Chicago  City  Datum  is  the  same  as  the 
datum  established  by  the  Illinois  & 
Michigan  Canal  Trustees,  being  the  low 
water  of  Lake  Michigan  of  1847. 

P.  B.  M.  1 was  selected  as  the  initial 
bench  mark.  The  best  evidence  now 
obtainable  goes  to  show  that  the  eleva- 
tion of  this  bench  is  the  most  reliable. 
Mr.  Francis  Murphy,  Assistant  Engi- 
neer of  the  Department  of  Public  Works, 
City  of  Chicago,  is  the  authority  for  its 
elevation.  In  the  summer  of  1882  Mr. 
Murphy  established  the  bench  marks  re- 
ferred to  in  the  tabulation  as  P.  B.  M.  1 
and  P.  B.  M.  6.  He  carefully  determined 
the  elevation  of  each  from  what  was 
then  considered  a very  reliable  bench 
mark  and  the  elevation  of  which  was 
known  by  him  to  be  the  true  elevation 
above  Chicago  City  or  Canal  datum. 
This  bench  mark  was  to  be  destroyed 
and  therefore  Mr.  Murphy  adopted 
means,  to  preserve  its  elevation.  This 
bench  mark  was  marked  on  the  top  of 
the  coping  stone  near  east  end  of  south 
wall  of  old  lock  at  Bridgeport,  about  350 
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feet  above  the  present  Ashland  avenue 
bridge  over  the  Canal.  The  top  courses 
of  stone  were  removed  shortly  after  Mr. 
Murphy  had  established  and  leveled  to 
the  two  bench  marks  to  which  reference 
has  been  made. 

The  bench  mark  known  as  P.  B.  M.  1 
was  established  on  the  west  end  of  door 
step  of  the  Canal  Collector's  office  at 
Bridgeport.  As  it  was  only  about  250 
feet  from  the  bench  mark  on  the  lock 
wall,  to  determine  its  elevation  required 
only  one  setting  of  the  leveling  instru- 
ment. Mr.  Murphy  repeated  the  level- 
ing several  times  until  he  was  satisfied 
that  he  had  obtained  the  correct  elevation. 

The  Canal  Collector’s  office  had  been 
built  several  years  and  the  masonry  had 
in  all  probability  ceased  to  settle.  As  it 
is  a low  building  it  has  probably  not  set- 
tled to  any  appreciable  extent  since  1892. 

The  bench  mark  know  as  P.  B.  M.  6 
was  established  on  the  top  of  the  south- 
west corner  of  projecting  course  of  stone 
of  chimney  of  the  boiler  house  of  the 
Canal  Pumping  Works  at  Bridgeport 
The  masonry  of  the  chimney  was  new 
and  Mr.  Murphy  so  noted  it.  But  at  that 
time  it  was  the  most  permanent  point, 
aside  from  the  Canal  Collector’s  office, 
on  which  to  establish  a bench  mark. 
Mr.  Murphy  determined  the  elevation  of 
this  bencn  mark  in  the  same  manner  as 
of  the  former.  The  elevation  in  1882 
was  11.795  feet  above  Chicago  City 
datum.  In  1883,  Mr.  John  Ericson,  Assist- 
ant Engineer  Drainage  and  Water  Sup 
ply  Commission,  determined  the  eleva- 
tion of  tips  bench  mark  from  the  bench 
mark  on  the  Canal  Collector’s  office  and 
made  it  11.782  feet,  or  0.013  feet  lower 
than  elevation  of  Mr.  Murphy.  This  dif- 
ference is  in  all  probability  due  to  the 
settlement  of  the  chimney,  although  at 
the  6ame  time  it  does  not  exceed  the 
limit  of  error  of  a leveling  for  that  dis- 
tance. The  elevation  of  the  bench  mark 
by  the  precise  levels  is  11.77(5  feet,  or 
0 006  feet  lower  than  elevation  of  Mr. 
Ericson.  This  difference  is  well  within 
the  limit  of  error  of  a precise  leveling 
from  P.  B.  M.  1. 

The  following  is  submitted  as  a check 
on  the  correctness  of  the  datum  to  which 
the  precise  level."  are  referred.  In  1891, 
Mr.  Ferguson  ran  a line  of  precise  levels 
from  P.  B.  M.  1 to  the  standard  city 
bench  mark  on  the  Lind  Block,  north- 
west corner  of  Market  and  Randolph 
streets,  a distance  of  about  miles. 
The  elevation  by  precise  levels  is  15  699 
feet.  The  city  elevation  is  15.773  feet. 
The  difference,  0 076  feet,  is  not  any 
larger  than  the  average  discrepancy  be- 


tween precise  and  ordinary  levels  for  the 
distance  between  the  bencn  marks.  The 
elevation  of  the  same  bench  mark  on  the 
authority  of  Mr.  John  Ericson,  Assist- 
ant Engineer  Drainage  and  Water  Sup- 
ply Commission,  is  given  as  15.703  feet, 
which  differs  only  0.004  feet  from  the 
precise  levels  elevation.  While  running 
this  line  of  levels,  Mr.  Ferguson  connected 
with  16  city  bench  marks.  Comparing  the 
precise  elevations  of  these  with  the  city 
elevations,  it  is  found  that  the  latter  dif- 
fer from  -(-0.251  feet  to  — 0.305  feet  with 
the  former.  The  average  datum  of 
the  b<mch  marks  by  city  elevations  is 
0.055  feel  1 >wer  than  the  average  datum 
by  precise  elevations.  This  difference 
cannot  be  regarded  as  excessive  or  as 
casting  doubt  on  the  correctness  of  the 
precise  lev'els  datum,  when  it  is  consid- 
ered that  the  city  elevations  were  deter- 
mined by  ordinary  levels  at  different 
times  and  by  different  observers.  More- 
over, most  of  the  bench  marks  are  on 
heavy  buildings,  which  are  known  to 
have  settled  since  the  bench  marks  were 
established. 

The  following  is  an  extract  from  an  or- 
dinance passed  by  the  City  Council  on 
March  19,  1888:  The  above  elevations 

as  fixed  are  intended  to  be  measured 
from  the  plane  of  low  water  of  A.  D. 
1847,  as  fixed  by  the  Commissioners  of 
the  Illinois  and  Michigan  Canal  and 
adopted  by  the  late  Board  of  Sewerage 
Commissioners  and  by  the  late  Board  of 
Public  Works,  as  the  base  or  datum  for 
city  levels.” 

My  thanks  are  due  to  Mr.  Francis  Mur- 
phy, who  kindly  showed  me  the  bench 
marks  established  by  him  and  identified 
them  as  being  the  same  as  those  used  by 
Mr.  O.  W.  Ferguson.  Mr.  Murphy  also 
gave  me  the  history  of  the  bench  marks. 

Respectfully  submitted, 

(Signed)  Alex.  E.  Kastl, 

Assistant  Engineer 
(Enclosing  tabulation). 

REVISED  APPROXIMATE  ESTIMATES,  SUM- 
MIT TO  LOCK  POUT. 

The  Clerk  presented  a report  from  the 
Chief  Engineer,  accompanied  by  tables, 
showing  revised  approximate  estimates 
cn  the  entire  work  from  Summit  to 
Lock  port,  presented  in  accordance  with 
an  order  passed  March  15,  1893  (Page 
1104  of  the  Proceedings);  and  the  report 
was  read. 

Mr.  Boldenweck,  seconded  by  Mr. 
Cooley,  moved  that  the  report,  with  en- 
closed tables,  be  ordered  printed  and 
placed  on  file. 
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The  motion  prevailed  unanimously  and 
it  was  so  ordered. 

The  following  is 

THE  RErORT,  WITH  ENCLOSURE'.: 

“Chicago,  March  29,  1893. 

To  the  Honorable  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago: 

Gentlemen — In  accordance  with  the 
order  of  February  15th,  relative  to  a re- 
vised estimate  of  the  work  between  the 
Range  line  at  Summit  and  the  end  of 
Section  14  above  Lock  port,  I have  the 
honor  to  submit  herewith  a complete 
tabulation  of  all  the  sections  of  work 
under  contract,  namely  1 to  14.  inclusive, 
and  “A”  to  “ F,”  inclusive.  These  esti- 
mates have  been  based  and  quantities 
determined  mostly  from  center  line  ele- 


vations and  from  borings  for  rock  surface 
where  the  rock  did  not  come  close  to  the 
surface  of  the  ground,  and  can  only  be 
considered  “revised  approximate  esti- 
mates.” 

The  quantities  carried  out  at  the  con- 
tract prices  give  a total  for: 

Sections  1 to  14.  inclusive.  .§10, 563, 920. 53 
Sections  A to  F,  inclusive..  2.958,981.70 

Making  a grand  total  of.  .$13,522,902.23 

A somewhat  less  amount  than  that 
shown  by  the  first  estimates. 

Respectfully  submitted, 

(Signed)  Benezette  Williams, 

Chief  Engineer.” 
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SANITARY  DISTRICT  OF  CHICAGO. 

Revised  Preliminary  estimates  of  Main  Drainage  Channel  and  River  Diversion 
from  range  line  near  Summit  to  end  of  Section  No.  14  above  Lockport,  based  on  con- 
tract prices  and  quantities  determined  mostly  from  center  line  elevations  of  located 
lines  and  from  borings  for  rock  surface. 
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Classification. 

No.  Cu. 
Yds.  Esti- 
mated. 

Price  per 
Cu.  Yd. 

Amount. 

Total 

Amount. 

1 

Glacial  drift — Main  Channel. . 
Glacial  drift — River  diversion. 
Solid  rock — Main  Channel. . . . 

1,672.276 

145,841 

359,702 

$0.27 

0.27 

0.83  1-2 

$ 451,514  52 
39,377  07 
300,351  17 

Retaining  wall 

46,788 

1.37, 1-2 

64,333  50 

Totals 

$ 855,576  26 

$ 855,576  26 

2 

Glacial  drift — Main  Channel. . 
Glacial  drift  —River  diversion. 
Solid  rock — Main  Channel 

725,509 

107,872 

375,168 

$ 0.28 
0.28 
0.91 

$ 203,142  52 
30,204  16 
341,402  88 

Retaining  wall 

32,670 

2.00 

65.340  00 

Totals 

$ 640,089  56 

$ 640,089  "56 

3 

Glacial  unit — Main  Channel. . 

312,826 

$ 0.27 

$ 84.463  02 

Solid  rock— Main  Channel.  . . 

792,140 

0.86 

681,240  40 

Retaining  wall 

6,304 

2.00 

12.608  00 

Totals .... 

$ 778,311  42 

$ 778,311  42 

4 

Glacial  drift — Main  Channel. . 
Glacial  drift — River  diversion. 

Solid  rock— Main  Channel 

Solid  Rock — River  diversion. . 

913,317 

120,000 

317,485 

$ 0.2? 
0.27 
0.86 

$ 246,595  59 
32,400  00 
273,037  10 

Retaining  wall  

47,492 

2.00 

94,984  00 

Totals 

$ 647,016  69 

$ 647,016  69 

5 

Glacial  drift — Main  Channel. . 
Glacial  drift— River  diversion. 

Solid  rock — Main  Channel 

Solid  rock — River  diversion. . . 

978,985 

10,350 

223,525 

$ 0.27 
0 27 
0.73  1-2 

$ 264,325  95 
2,794  50 
164,290  87 

Retaining  wall 

54,134 

1.48 

80,118  3£ 

Totals 

$ 511,529  64 

$ 511,529  64 

6 

Glacial  drift — Main  Channel. . 
Glacial  drift — River  diversion. 
Solid  rock — Main  Channel. . . . 
Solid  rock — River  diversion. . . 

576,714 

31,100 

517,809 

$ 0.27 
0.27 
0.73  1-2 

$ 155,712  78 
8,397  00 
380,589  61 

Retaining  wall 

26,276 

1.48 

38,888  48 

Totals 

ft  583.587  87 

i 583,587  87 

Glacial* drift — Main  Channel. . 
Glacial  drift— River  diversion. 
Solid  rock — Main  Channel. . . . 
Solid  rock — Main  diversion. . . 
Retaining  wall 

143,908 

40.414 

882.03b 

41,991 

2,300 

$ 0.26 
0.26 

0.73  1-2 
0.73  1-2 
1.48 

$ 37,416  08 

10,507  64 
648,296  46 
30,863  38 
3,404  00 

Totals 

$ 730,487  56 

$ 730.487  56 

8 

Glacial  drift — Main  Channel. . 
Glacial  drift— River  diversion. 

Solid, rock — Main  Channel 

Solid  rock — River  diversion. . . 
Retaining  wall 

38,051 

67,627 

1,114,843 

92,591 

2,122 

$0.26 
0.26 
0.74  3-4 
0.74  3-4 
1.48 

$ 9,893  26 

17,583  02 
833,345  14 
69,211  77 
3,140  56 

Totals 

$ 933,173  75 

$ 933,173  75 
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Classification. 

No.  Cu.  1 
Yds.  Esti- 
mated. 

Price  per 
Cu.  Yd. 

Amount. 

Total 

Amount. 

9 

Glacial  drift — Main  Channel.  . 
Glacial  drift — River  diversion. 
Solid  rock — Main  Channel  . . . 
Solid  rock— River  diversion. . . 
Retaining  wall 

74,534 

38,003 

966,362 

20,8891 

3,258! 

% 0.26 
0.26 

0.76  9-10 
0.76  9-10 
1.48 

$ 19,378  84 

9,880  78 
743.132  38 
16,063  64 
4,821  84 

Totals 

j$  793,277  48$  793.277  48 

10 

Glacial  drift — Main  Channel.  . 
Glacial  drift — River  diversion. 

Solid  rock — Main  Channel 

Solid  rock — River  diversion. . . 
Retaining  wall 

30,733 

30,744 

1,108.492 

57,632 

3,346, 

$ 0 25 
0.25 
0.80 
0.80 
2.00 

$ 7,683  25 

7,686  0'* 
884,793  60 
46,105  60 
6,692  00 
954.960  45 

Totals 

$ 954,960  45 

Glacial  drift— Mam  Channel. . 
Glacial  drift— River  diversion. 
11  Solid  rock— Main  Channel  . . . 
Solid  rock — River  diversion. . . 
Retaining  wall 

44,000 

16,524 

968,342 

5,254 

3,214 

$ 0.30  1-4 
0.30  1-4 
0.79  1-4 
0.79  1-4 
1.64 

$ l3,3iu  00 
4,998  51 
767,411  04 
4,163  79 
5,335  34 

Totals 

$ 795,218  58 

$ 795,218  58 

12 

Glacial  drift— Main  Channel. . 
Glacial  drift — River  diversion 

25,316 

$ U.30  1-4 

$ 7,658  09 

Solid  rock — Mam  Channel 

Solid  rock — River  diversion 

966,055 

0.79  1-4 

765,598  58 

Retaining  wall 

2,284 

1.66 

3,791  44 

Totals 

$ 770,048  11 

$ 770,048  11 

13 

Giacial  drift — Main  Channel. 
Glacial  drift — River  diversion 

33,530 

$ u.26 

$ 8,717  80 

Solid  rock — Main  Channel. . . 
Solid  rock — River  diversion. . 

998,727 

0.74  3-4 

746,548  43 

Retaining  wall 

1,124 

1.48 

1.663  52 

Totals 

$ 756,929  75 

ii  756.929  75 

14 

Glacial  drift— Mam  Channel.  . 
Glacial  drift — River  diversion 

228,952 

8 0.20 

$ 45,790  40 

Solid  rock — Main  Channel. . . 
Solid  rock — River  diversion. . 

1,018,837 

0.73 

743, 75l  01 

Retaining  wall 

12,086 

2.00 

24,172  00 

Totals 

$ §13,713  41 

$ 813,713  41 

Total  Sections  1 to  14  inclusive 

$ 10,563,920  53 
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Classification. 

No.  Cu. 
Yds.  Esti- 
mated. 

Price  per 
Cu;  Yd. 

Amount. 

Total 

Amount. 

A 

Glacial  drift— Main  Channel. . 
Glacial  drift — River  diversion. 
Solid  rock — Main  Channel .... 

1,992,005 

135,800 

51,385 

$ 0.30.5-8 
0.30  5-8 
0.80 

$ 610,051  53 
41,588  75 
41.108  00 

Retaining  wall 

Totals 

$ 692,748  28 

S 

692,048  28 

B 

Glacial  drift — Main  Channel. . 
Glacial  drift — River  diversion. 

1,353,471 

203,200 

$ 0.27 
0.27 

$ 365,437  17 
54,864  00 

Retaining  wall .. . 

Totals 

8 420,301  17 

s 

420.301  17 

c 

Glacial  drift — Main  Channel. . 
Glacial  drift — River  diversion. 
Solid  rock — Main  Channel  . . . 

1,788,370 

176,900 

$ 0.23  1-2 
0.23  1-2 

$ 420,266  95 
41,571  50 

Solid  rock — River  diversion. . . 

Retaining  wail 

Totals 

$ 461.838  45 

$ 

561,838  45 

Glacial  drift—  Main  Channel . . 
Glacial  drift — River  diversion. 

1,820,5251 

$ 0.26  7-10 

$ 481,301  30 

D 

Solid  rock — Main  Channel 

Solid  rock — River  diversion  . . 

Retaining  wall 

Totals 

S 481.301  30 

$ 

481,801  39 

E 

Glacial  drift — Main  Channel. . 
Glacial  drift — River  diversion. 
Solid  rock — Main  Channel. . . . 

1,684,800 

131,400 

5,000 

$ 0.27  1-2 
0.27  1-2 
1.00 

$ 463,320  00 
36,135  00 
5,000  00 

Totals | 

$ 504.455  00 

s 

504,455  00 

F 

Glacial  drift — Main  Channel. . 
Glacial  drift— River  diversion. 
Levees  north  Santa  Fe  R.  R. . 
Solid  rock — Main  Channel. . . . 

1,284,000 

178,600 

60.000 

45,900 

$ 0.23  3-4 
0.23  3-4 
0.23  3-4 
0.80 

$ 304,950  00 
42,417  50 
14.250  00 
36.720  00 

Totals 

$ 398.337  50 

$ 

398337  50 

Total  Sections  “A”  to  “F”  inclusive 

$ 

2,958,981  70 
10,563,920  53 

Total  Sections  1 to  14  inclusive 

Grand  total 

$ 13.522.902  23 
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FLOODS  OF  MAY  AND  JUNE,  1892,  IN  THE 
DESPLAXNES  VALLEY. 

The  Clerk  presented  a report  from  the 
Chief  Engineer  accompanied  by  map, 
with  reference  to  the  extent  and  height 
of  the  overflow  in  the  Desplaines  River, 
between  Bridgeport  and  Joliet,  during 
the  floods  of  May  and  June,  1892;  and 
the  report  was  read. 

Mr.  Bolden  week,  seconded  by  Mr. 
Coolev.moved  that  the  report  be  ordered 
printed,  and,  with  accompanying  map, 
be  placed  on  file. 

The  motion  prevailed  unanimously 
and  it  was  so  orderea. 

The  following  is 

THE  REPORT  : 

‘•Chicago,  March  29,  1898. 

To  the  Honor  ible,  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— In  accordance  with  the 
order  of  February  23d,  page  1062  of  Pro- 
ceedings, I submit  herewith  a map  show- 
ing the  extent  and  height  of  Overflow  in 
the  Desplaines  River  below  the  Riverside 
Dam  and  throughout  the  territorv  be- 
tween Bridgeport  and  Joliet  for  the  floods 
of  May  and  June,  1892.  The  boundaries 
of  said  floods  have  been  put  upon  the 
most  reliable  map  now  in  the  possession 
of  the  Sanitary  District,  which  covers  the 
whole  territory  in  question.  Until  a com- 
plete and  new  topographical  map  is  made 
for  the  whole  distance  nothing  more 
accurate  than  this  can  be  furnished. 

The  profile  of  the  flood  heights  called 
for  will  be  shown  on  the  River  Diversion 
profile,  which  will  be  submitted  in  ac- 
cordance with  other  orders  of  your 
Board. 

Respectfully  submitted, 

(Signed)  Benezette  Williams, 

Chief  Engineer 

(Accompanied  by  map). 

PURCHASE  OF  “OGDEN  ESTATE”  AND 
“OLDFIELD  LANDS.” 

Mr.  Eckhart,  Chairman,  for  the  Joint 
Committee  on  Finance  and  Engineer- 
ing, presented  a report  recommend- 
ing the  purchase  of  right  of  way  lands 
in  DuPage  and  Cook  Counties,  owned  by 
Jessie  Oldfield,  and  the  estate  of  William 
B.  Ogden,  and  authorizing  and  directing 
the  Clerk  to  pay  for  said  lands  on  the  , 
voucher  of  the  Attorney,  as  provided  in  ' 
the  report:  and  the  report  was  read. 


Mr.  Elkhart,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  adopted, 
ordered  printed  and  placed  on  file,  the 
recommendations  made  therein  con- 
curred in,  and  the  Clerk  authorized  and 
directed  to  pay  Jessie  Oldfield  and  ths 
estate  of  William  B.  Ogden,  on  the 
voucher  of  the  Attorney,  for  said  lands, 
as  provided  in  the  report. 

On  roll-call  the  vote  stood:  Yeas— 

Messrs.  Altpeter,  Boldenweck,  Cooley, 
eckhart,  Kelly,  Prendergast,  Russell  and 
Wenter— eight  (8).  Nays — none. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  the  recommendations  made  therein 
concurred  in.  and  the  Clerk  authorized 
and  directed  to  pay  Jessie  Oldfield  and 
i the  estate  of  William  B.  Ogden,  on  the 
voucher  of  the  Attorney,  for  said  lands, 
as  provided  in  the  report. 

The  following  is 

THE  REPORT : 

“Chicago,  March  29,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— The  Joint  Committee  on 
Finance  and  Engineering  have  reached  an 
agreement  for  the  purchase  of  lands  nec- 
essary for  the  corporate  purposes  of  this 
District,  hereinafter  more  particularly 
described,  from  the  following  persons,  at 
the  prices  here  stated,  to-wit: 

From  Jesse  Oldfield  the  land  herein- 
after described,  for  the  sum  of  four  hun- 
dred and  fifty  ($450)  dollars. 

From  Marianna  A.  Ogden,  William  O. 
Wheeler  and  Andrew  H,  Green,  surviv- 
ing executors  and  trustees  under  the  last 
will  and  testament  of  William  B.  Ogden, 
late  of  the  City  and  State  of  New  York, 
deceased,  the  land  hereinafter  described 
for  the  sum  of  twenty-one  thousand  four 
hundred  and  ninety -six  ($21,496)  dollars. 

Your  committee  recommend  that 
the  Clerk  of  this  District  be  authorized 
and  directed  to  pay,  on  the  vouchers  of 
the  Attorney,  to  said  Jesse  Oldfield  the 
sum  of  four  hundred  and  fifty  (&450) 
dollars  in  full  payment  for  the  following 
described  land,  to-wit: 

That  part  of  the  north  fraction  of  the 
southeast  quarter  (£)  of  Section  eleven 
(11),  Township  thirty-seven  (37)  North, 
Range  eleven  (11)  East  of  the  Third  Prin- 
cipal Meridian,  bounded  and  described 
as  follows: 

Beginning  at  a point  on  the  north  line 
of  said  north  fraction  1,070.52  feet  east 
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of  the  center  of  said  section  and  running 
thence  south  on  a line  parallel  with  the 
west  line  of  said  north  fraction  to  the 
northwesterly  margin  of  the  Desplaines 
River;  thence  at  right  angles  to  the 
general  course  of  said  river  there  to  the 
center  thread  of  the  current  of  said  river, 
or  the  boundary  line  between  DuPage 
and  Cook  Counties;  thence  north- 
easterly up  said  center  thread  to 
its  intersection  with  a line  drawn 
southeasterly  from  a.  point  of  con- 
tact of  a line  parallel  with  and 
1,220.34  feet  east  of  the  west  line  of  said 
north  fraction  with  said  northwesterly 
margin ; thence  northwesterly  along  said 
line  to  said  northwesterly  margin;  thence 
north  on  said  line  parallel  with  said  west 
line  of  said  north  fraction  to  the  north 
line  of  said  north  fraction;  thence  west 
on  said  north  line  to  the  point  of  begin- 
ning. 

Said  premises  lying  and  being  situate 
in  the  County  of  "DuPage,  in  the  State  of 
Illinois. 

To  Marianna  A.  Ogden,  William  O. 
Wheeler  and  Andrew  H.  Green,  surviv- 
ing executors  and  trustees  of  the  last 
will  and  testament  of  William  B.  Ogden, 
late  of  the  City  and  State  of  New  York, 
deceased,  the  sum  of  twenty-one  thous- 
and four  hundred  and  ninety-six  ($21,496) 
dollars  in  full  payment  for  the  following 
described  lands,  to:wit: 

That  part  of  the  west  half  (D  of  the 
northeast  fractional  quarter  (£)  of  Section 
twelve  (12),  Township  thirty-eight  (38) 
North,  Range  twelve  (12),  East  of  the 
Third  Principal  Meridian,  lying  south  of 
the  center  thread  of  the  Desplaines 
River,  together  with  the  riparian  rights 
thereof. 

Also,  that  part  of  the  east  half  (D  of 
the  northeast  quarter(i)of  Section  twelve 
(12),  Township  thirty-eight  (38) ‘North, 
Range  twelye  (12),  East  of  the  Ihird 
Principal  Meridian,  bounded  and  de- 
scribed as  follows: 

Beginning  at  the  southwest  corner  of 
said  east  half  (1),  thence  east  on  the 
south  line  of  said  east  half  (?)  to  the 
southeast  corner  of  said  northeast  quarter 
(I),  thence  north  on  the  east  line  of  said 
Section  twelve  (12)500  feet,  thence  south- 
westerly in  a straight  line  to  the  point  of 
beginning 

Also,  that  part  of  the  northeast  quarter 
(4)  of  Section  twelve  (12),  Township 
thirty -eight  (38)  North,  Range  twelve  (12), 
East  of  the  Third  Principal  Meridian, 
bounded  and  described  as  follows: 

Beginning  at  a point  in  the  north 
line  of  said  Section  twelve  (12) 


1,600  feet  west  of  the  northeast 
corner  of  said  Section  twelve  (12); 
thence  south  on  a line  parallel  with 
the  east  line  of  said  northeast  quarter  (!) 
to  the  northerly  margin  of  the  Desplaines 
River;  thence  southerly  at  right  angles 
with  the  general  course  of  said  river 
there  to  the  center  thread  of  the  current 
of  said  river;  thence  northwesterly  up 
said  center  thread  to  its  intersection  with 
aline  drawn  westerly  from  the  point  of 
contact  of  the  north  line  of  said  north- 
east quarter  (£)  with  the  easterly  margin 
of  the  Desplaines  River  and  at  right  an- 
gles with  the  general  course  of  said  river 
there;  thence  easterly  on  said  line  to 
said  easterly  margin;  thence  east  on  said 
north  line  to  the  point  of  beginning,  ex- 
cepting therefrom  the  right  of  w7ay  <>f 
the  Chicago,  Santa  Fe  & California  Rail- 
way Company 

Also,  that  part  of  the  southeast  quarter 
(i)  of  Section  one  (1),  Township  thirty- 
eight  (38)  North,  Range  twelve  (12)  East 
of  the  Third  Principal  Meridian,  bounded 
and  described  as  follows: 

Beginning  at  a point  on  the  south  line  of 
said  southeast  quarter  (i),  1,600  feet  west 
of  the  southeast  corner  of  said  section; 
thence  north  to  a point  in  the  north  line 
of  said  southeast  quarter  (1),  1,600  feet 
wrest  of  the  northeast  comer  of  said 
southeast  quarter  (i);  thence  west  to  the 
easterly  margin  of  the  Desplaines  River: 
thence  westerly  and  at  right  angles  with 
the  general  course  of  said  river  there  to 
the  center  thread  of  the  current  of  said 
river;  thence  southerly  down  said  center 
thread  to  its  intersection  with  a line 
drawn  westerly  from  the  point  of  con- 
tact of  the  south  line  of  said  southeast 
quarter  (£)  with  the  easterly  margin  of 
the  Desplaines  River  and  at  right  angles 
with  the  general  course  of  said  river 
there;  thence  easterly  on  said  line  to 
said  easterly  margin,  thence  east  on  said 
south  line  to  the  point  of  beginning. 

Also,  that  part  of  the  east  fraction  of 
the  northeast  quarter  (i)  of  Section  one 
(1),  Township  thirty-eight  (38)  North, 
Range  twelve  (12)  East  of  the  Third  Prin- 
cipal Meridian,  bounded  and  described 
as  follows: 

Beginning  at  a point  on  the  south  line 
of  said  northeast  quarter  (£)  1,600  feet 
west  of  the  southeast  corner  of  said 
northeast  quarter  (y);  thence  north  400 
feet  on  a line  parallel  with  the  east  line 
of  said  northeast  quarter  (£);  thence  west 
parallel  to  the  south  line  of  said  north- 
east quarter  ( })  to  the  margin  of  the  Des- 
plaines River,  thence  westerly  at  right 
angles  with  the  general  course  of  said 
river  there  to  the  center  thread  of  the 
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current  of  said  river,  thence  southerly- 
down  said  center  thread  to  its  intersec- 
tion with  a line  drawn  westerly  from  the 
point  of  contact  of  the  south  line  of  said 
northeast  quarter  (1)  with  the  easterly 
margin  of  the  Desplaines  River;  thence 
easterly  along  said  line  to  said  easterly 
margin;  thence  east  on  said  south  line  to 
the  point  of  beginning. 

All  said  last  above  described  premises 
lying  and  being  situate  in  the  County 
of  Cook,  in  the  State  of  Illinois. 

As  part  of  the  consideration  aforesaid 
grantors  consent  to  the  diversion  of  the 
Desplaines  River  by  grantee  into  a new 
channel,  and  releases  all  claims  for  dam- 
ages to  lands  not  taken  by  grantee  herein 
for  its  right  of  way  growing  out  of  such 
diversion  of  said  river  and  out  of  the 
construction  and  maintenance  of  its 
main  channel  and  the  necessary  adjuncts 
thereto;  and  grantee  on  its  part  agrees 
ty  the  time  of  the  completion  of  its  main 
channel  and  the  putting  of  same  into 
operation,  to  build  a levee  not  less  than 
twenty  (20)  feet  wide  on  top  and  to  a 
height  of  twenty  (20)  feet  above  datum, 
with  slopes  of  one  and  one-half  (H)  to 
one  (1),  on  the  south  side  of  the  new 
river  channel  and  one  hundred  and 
twenty  (120)  feet  therefrom,  measured  to 
the  toe  of  the  slope,  joining  the  Chicago, 
Santa  Fe  & California  Railway  grade 
east  of  the  railway  bridge  over  the  Des- 
plaines River,  and  to  build  a levee  ex- 
tending northward  from  the  Chicago, 
Santa  Fe  & California  Railway  for  a 
distance  of  about  3,200  feet,  joining  the 
high  ground  on  the  east  of  the  Desplaines 
River,  to  be  twenty  (20)  feet  wide  on 
top,  with  slopes  of  one  and  one-half  (1£) 
to  one  (1)  on  the  outside  and  two  (2)  to 
one  (1)  on  the  inside.  Its  grade  at  the 
said  railway  to  be  twenty -four  (24)  feet 
above  datum,  and  to  rise  thence  with  a 
uniform  grade  to  its  north  end  when  the 
elevation  of  the  grade  is  to  be  twenty- six 
(26)  feet  above  datum. 

Respectfully  submitted, 

(Signed)  B.  A.  Eckhart, 

Chairman. 
W.  H.  Russell, 

L.  E.  Cooley, 

Thos.  Kelly, 

Wm.  Boldenaveck, 
John  J.  Altpeter, 

Joint  Committee  on  Finance  and  En - 
gineering ” 


REPLY  FROM  COMMISSIONERS  OF  ILLINOIS 
AND  MICHIGAN  CANAL. 

The  Clerk  presented  a communication 
from  the  Board  of  Commissioners  of  the 
Illinois  and  Michigan  Canal, accompanied 
by  the  opinion  of  their  Attorneys,  sent 
in  response  to  a request  directed  to  that 
Board,  November  30,  1892  (Page  927  of 
the  Proceedings)  with  reference  to  the 
use  of  the  Illinois  and  Michigan  Canal  as 
a Main  Channel;  and  the  communica- 
tion, with  ehclosed  opinion,  was  read. 

Mr.  Boldenweck,  seconded  by  Mr. 
Eckhart,  moved  that  the  communica- 
tion, with  enclosed  opinion,  be  ordered 
printed  and  placed  on  tile. 

The  motion  prevailed  unanimously  and 
it  was  so  ordred. 

The  following  is 

THE  COMMUNICATION  AND  OPINION: 

“Chicago,  March  25,  1893. 
To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Since  our  last  meeting  with  you  on  the 
18th  inst. , we  have  duly  considered  the 
question  of  the  use  by  the  Sanitary  Dis- 
trict of  that  portion  of  the  Illinois  and 
Michigan  Canal  lying  between  Ashland 
avenue  and  the  Summit,  and  the  conclu- 
sion we  have  arrived  at  is  sufficiently  ex 
pressed  in  the  communication  addressed 
to  us  by  our  attorneys,  Messrs.  Duncan 
& Gilbert,  a copy  of  which  we  herewith 
enclose.  If  you  will  submit  to  us  for  in- 
spection and  examination  the  plans  and 
specifications  for  the  improvement  which 
you  propose  to  make,  so  far  as  it  relates 
to  the  Canal,  we  will  give  them  immedi- 
ate consideration. 

Yours  respectfully, 

(Signed)  VV.  A.  S.  Graham, 

John  M.  Welch, 

Commissioners .” 


The  following  is 

THE  opinion: 

“Fo  the  Canal  Commissioners: 

In  reply  to  your  request  for  advice  as 
to  your  duty  with  respect  to  the  use  by 
the  Sanitary  District  of  that  portion  of 
the  Illinois  & Michigan  Canal  lying  be- 
tween Ashland  avenue  and  the  Summit, 
we  submit  as  expressing  our  views  of  the 
law,  the  following  propositions: 

1.  The  question  whether  it  is  “neces- 
sary,” within  the  meaning  of  the  statute 
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of  1889,  relating  to  Sanitary  Districts,  in 
making  any  improvement  therein,  pro- 
vided for,  to  enter  upon  and  use  a portion 
of  the  canal,  is  one  exclusively  for  the 
determination  of  the  Board  of  Trustees 
of  the  Sanitary  District 

2.  In  case  the  Board  of  Trustees  of 
the  Sanitary  District  determine  that  it  is 
necessary  so  to  do,  the  statute  confers 
upon  them  the  right,  without  paying  any 
compensation  therefor,  to  enter  upon, 
use,  widen,  deepen  and  improve  any 
portion  of  the  canal  within  the  limits  of 
Cook  County,  provided  they  do  not  un- 
necessarily interrupt  or  interfere  with 
the  public  use  thereof,  and  that  they  re- 
store it  to  its  former  usefulness  as  soon  as 
practicable. 

3.  The  statute  does  not  contemplate 
that  the  Canal  Commissioners  shall  sur- 
render possession  of  any  portion  of  the 
canal  to  the  Board  of  Trustees  of  the 
Sanitary  District,  but  on  the  contrary  it 
contemplates  that  the  Canal  Commis- 
sioners shall  retain  possession. 

4.  The  statute  does  not  license  the 
Board  of  Trustees  of  the  Sanitary  Dis- 
trict to  enter  upon,  use,  widen,  deepen 
and  ihiprove  the  Canal  in  anv  manner  or 
to  any  extent  they  may  see  fit,  but  only 
in  such  manner  and  to  such  extent  as 
will  not  unnecessarily  interrupt  or  inter- 
fere with  the  public  use  thereof,  and  as 
wiii  admit  of  its  restoration  to  its  former 
usefulness  as  Soon  as  it  is  practicable, 
and  it  is  the  right  and  the  duty  of  tire 
Canal  Commissioners  to  forbid  and  pro- 
hibit any  improvement  or  method  of 
making  the  same,  that  would,  in  their 
judgement,  be  productive  of  the  results 
provided  against  by  the  statute. 

?>  The  decision  of  the  Canal  Commis- 
sioners that  a particular  method  of  pro- 
cedure proposed  by  the  Board  of  Trus- 
tees of  the  Sanitary  District  is  a viola- 
tion of  the  statute,  is  not  conclusive,  but 
is  subject  to  review  by  means  of  a judi- 
cial proceeding. 

6.  The  Canal  Commissioners  and  the 
Board  of  Trustees  of  the  Sanitary  Dis- 
trict are  not  authorized  by  law  to  con- 
tract with  each  other  in  respect  to  the 
use  of  the  Canal,  the  rights  of  the  San- 
itary district  being  fixed  and  defined  by 
the  statute,  and  the  Canal  Commission- 
ers being  unauthorized  to  enlarge  or  di- 
minish those  rights. 

7.  It  is  the  duty  of  the\ Canal  Com- 
missioners before  permitting  the  Board 
of  Trustees  of  the  Sanitary  District  to 
enter  upon  and  improve  any  portion  of 
the  Canal,  to  require  said  Board  of  Trus- 
tees to  submit  to  them  for  inspection 


and  approval,  plans  and  specifications  of 
the  proposed  improvement.  In  case  the 
improvement  described  by  said  plans 
and  specifications  will,  in  the  judgment 
of  the  Canal  Commissioners,  comply 
with  the  law,  it  is  their  duty  to  permit 
it  to  be  made,  but  otherwise,  to  forbid  it. 

The  foregoing  propositions  are  suffi- 
cient statements  of  the  law,  we  think,  to 
guide  you  in  your  dealings  with  the 
Board  of  Trustees  of  the  Sanitary  Dis- 
trict. We  do  not  deem  it  necessary  at 
this  time  to  present  any  argument  for 
their  support.  The  statute  seems  to  be 
plain  and  you  will,  no  doubt,  endeavor 
to  execute  its  provisions  in  the  utmost 
good  faith,  wholly  uninfluenced  by  any 
desire  to  deprive  the  Sanitary  District  of 
any  right  which  the  law  has  conferred 
upon  it,  and  ■ wil^  readily  permit  the 
making  of  any  improvement  by  the  San- 
itary District  that,  in  your  judgment, 
after  you  shall  have  consulted  competent 
engineers,  is  authorized  by  the  statutes. 

(Signed)  Duncan  & Gilbert. 

Chicago,  III.,  March  24,  1893.” 

PRESENTATION  OF  PLANS.  TO  COMMISSION- 
ERS OF  ILLINOIS  AND  MICHIGAN  CANAL. 

Mr.  Kelly  presented'  a resolution 
authorizing  and  directing  the  President 
to  present  to  the  Canal  Commissioners 
the  action  taken  by  this  Board  with 
reference  to  enlarging  and  taking  pos- 
session of  the  Illinois  and  Michigan 
Canal;  and  the  same  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Boiden- 
week,  moved  the  adoption  of  the  resolu- 
tion. 

Mr.  Prendergast  presented  the  follow 
ing  amendment  to  the  resolution;  and 
the  same  was  read.: 

“The  Board  does  not  concede  the  cor- 
rectness of  the  view  of  the  law  stated  in 
the  communication  of  the  Canal  Com- 
missioners this  day  received  and  filed, 
but  as  a matter  of  courtesy,  this  resolu- 
tion is  adopted  without  prejudice  to  the 
rights  of  the  Sanitary  District  of  Chi- 
cago.” 

Mr.  Prendergast,  seconded  by  Mr] 
Altpeter,  moved  the  adoption  of  the 
amendment. 

On  roll-call  on  the  amendment,  the 
vote  stood:  Yeas — Messrs.  Altpeter, 
Eckhart,  Kelly,  Prendergast,  Russell  and 
Wenter— six  (6).  Excused  and  not  voting 
—Mr.  Cooley— one  (1).  Nays— Mr.  Bol- 
den week — one  (1). 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  amend- 
ment adopted. 
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On  roll-call  on  the  original  resolution 
as  amended,  the  vote  stood:  Yeas — 

Messrs.  Altpeter,  Eckhart,  Kelly,  Pren- 
dergast,  Russell  and  Werner— six  (8). 
Excused  and  not  votipg — Mr.  Cooley — 
one(l).  Nays— Mr.  Bolden  week— one  (1). 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  reso- 
lution as  amended,  adopted. 

The  following  is 

THE  AMENDED  RESOLUTION: 

“Whereas,  The  Commissioners  of  the 
Illinois  and  Michigan  Canal  have  re- 
quested this  Board  to  submit  for  their  in- 
spection the  plans  and  specifications  of 
the  improvement  proposed  to  be  made 
by  the  Sanitary  District  of  Chicago  in  the 
Illinois  and  Michigan  Canal,  between 
Summit  and  Bridgeport;  therefore  be  it 

Resolved , That  the  President  of  this 
Board  be  and  he  is  hereby  authorized  and 
directed  to  present  to  the  Canal  Commis- 
sioners the  action  taken  by  this  Board  in 
reference  to  enlarging  the  Illinois  and 
Michigan  Canal,  ana  the  proceedings  had 
thereon  up  to  this  date. 

This  Board  does  not  concede  the  cor- 
rectness of  the  view  of  the  law  stated  in 
the  communication  from  the  Canal  Com 
missioners  this  day  received  and  filed, 
but  as  a matter  of  courtesy,  this  resolu- 
tion is  adopted  without  prejudice  to  the 
rights  of  the  Sanitary  District  of  Chi- 
cago.” 

IRON  PIPE  AND  OUTLET,  ON  PRESCOTT 

land. 

Mr.  Eckhart  presented  an  order  author- 
izing and  directing  the  Attornev  to 
agree  i;  i the  deed  for  the  Prescott  land 
lor  the  right  to  lay  and  maintain  an  iron 
dram  pipe,  and  lor  the  maintenance  of 
an  outlet  anu  drain,  as  provided  in  the 
order;  and  the  order  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  the  order  be  adopted,  and 
the  Attorney  instructed  in  accordance 
with  same. 

After  discussion  Mr.  Bolden  week,  sec- 
nded  by  Mr.  Altpeter,  moved  that  the 
rder  be  referred  to  the  Joint  Committoe 
on  Engineering  and  Finance. 

On  roll-call  the  vote  stood  : Yeas — 
Messrs.  Altpeter,  Bolden  week,  Cooley 
and  Prendergast — four  (4)-  Nays— Messrs. 
Eels  halt,  Kelly,  Russell  and  Wen  ter — 
four  (4). 

Upon  which  result  the  President  de- 
clared the  motion  to  refer  lost. 


On  roll *call  on  the  original  motion  of 
Mr.  Eckhart  for  the  adoption  of  the 
order,  the  vote  stood:  Yeas — Messrs. 
Altpeter,  Cooley,  Eckhart,  Kelly,  Pren- 
dergast,  Russell  and  Wenter — seven  (7). 
Nays — Mr.  Boldenweck — one  (1). 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
passed,  and  the  Attorney  authorized  and 
directed  in  accordance  with  same. 

The  following  is 

THE  ORDER: 

“ Ordered , That  the  Attorney  be  and 
he  is  hereby  authorized  in  accepting  a 
deed  for  that  portion  of  the  Prescott 
property  lying  north  of  the  right  of  way 
the  Chicago,  Santa  Fe  & California  Rail- 
way Company,  the  purchase  of  which 
was  reported  by  the  Joint  Committee  on 
Finance  and  Engineering,  March  22, 
1893,  to  accept  same  with  a clause  provid- 
ing that  grantor  therein  may  reserve  the 
right  to  lay  and  continuously  maintain 
an  iron  pipe,  not  exceeding  six  (6)  inches 
in  diameter  in,  through  or  over  the  land 
conveyed,  from  the  Desplaines  River  td 
the  remaining  land  in  said  northwest 
quarter  of  Section  ' twelve  (12),  for  the 
purpose  of  procuring  a water  supply  to 
thfe  same:  to  be  done  at  the  grantors  ex- 
pense and  in  such  manner  as  not  to  dam- 
age the  levee  or  ditch  provided  fur,  and 
to  be  done  under  the  direction  of  the 
Chief  Engineer  of  grantee,  but  that  said 
reservation  shall  not  be  construed  as  an 
obligation  on  the  part  of  grantee  to  main- 
tain water  in  said  Desplaines  River,  and 
that  grantee  shall  not  be  estopped  by 
anything  therein  from  changing  the 
course  of  said  river,  or  interfering  with, 
controlling,  and  restraining  the  flow  of 
the  waters  of  said  river,  and  said  clause 
also  providing  that  grantee  shall  con- 
struct and  continuously  maintain  from 
the  time  when  its  Main  Channel  shall 
have  been  completed,  such  an  outlet  or 
drain  from  the  ditch  provided  for,  as 
will  carry  all  the  water  from  said  ditch 
into  said  LVIain  Channel.” 

OFFICES  TO  BE  CLOSED  ON  APRIL  4,  1893. 

Mr.  Russell  presented  an  order  direct- 
ing that  the  offices  of  the  District  be 
closed  on  Tuesday,  April  4,  1893,  electii  n 
day  ; and  the  same  was  read. 

Mr.  Russell,  seconded  by  Mr.  Kelly 
moved  the  adoption  of  the  order. 

Upon  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell 
and  Wenter— eight  (8.)  Na;s — none. 
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Upon  which  result  the  President  de- 
clared- the  motion  carried,  and  the 
order  adopted. 

The  following  is 

the  order: 

“ Ordered , That  the  offices  of  this  Dis- 
trict be  closed  on  Tuesday,  April  4,  1893, 
election  day,  the  same  being  a legal  holi- 
day.” 

REPORT  ON  OVERFLOWED  LANDS  IN  ILLI- 
NOIS VALLEY. 

Mr.  Prendergast  presented  an  order 
directing  the  Chief  Engineer  to  present 
a report  on  the  lands  and  property  in  the 
Illinois  Valley  that  will  be  injuriously 
affected  by  the  works  of  the  District; 
and  the  same  was  read. 

Mr.  Boldenweck,  seconded  by  Mr. 
Kelly,  moved  that  the  order  be  referred 
to  the  Committee  on  Judiciary,  with  in- 
structions to  report  two  weeks  from 
date. 


The  motion  prevailed  unanimously, 
and  the  order  was  so  referred. 

The  following  is 

THE  ORDER  : 

“ Ordered , That  the  Chief  Engineer,  as 
soon  as  practicable  report  what  lands 
and  property  in  the  Illinois  River  Valley 
will  be  injuriously  affected  by  the  con- 
struction and  operation  of  the  works  of 
the  Sanitary  District  of  Chicago,  and  the 
character  and  extent  of  such  injury,  if 
any,  to  the  end  that  the  compensation 
therefor  be  fixed  by  condemnation  pro- 
ceedings.” 

ADJOURNMENT. 

On  motion  of  Mr.  Boldenweck,  sec- 
onded by  Mr.  Kelly,  the  Board  then 
adjourned . 

Thos.  F.  Judge, 
Clerk. 
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PROCEEDINGS 

OF  THE 

Board  of  Trustees, 

— of  The — 

Sanitary  District  of  Chicago. 


APRIL  5.  1893. 


OFFICIAL  RECORD. 


REGULAR  MEETING. 

The  one  hundred  and  sixty-fourth  reg- 
ular meeting  of  the  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago  was  held 
in  their  rooms,  Rialto  Building,  Wednes- 
day, April  5,  1893,  at  2 o’clock  P.  M. 

President  Wenter  called  the  Board  to 
order. 

On  roll-call  Messrs.  Altpeter,  Bolden- 
weck,  Cooley,  Eckhart,  Kelly,  Russell 
and  Wenter — seven  (7)  members  were 
present. 

MINUTES. 

The  minutes  of  the  regular  meeting 
held  March  29,  1893,  were  approved  as 
printed,  on  motion  of  Mr.  Kelly,  sec- 
onded by  Mr.  Bolden  week. 


vouchers. 

The  Clerk  presented  the  following 
vouchers : 

PAY  ROLLS. 

Eng.  Dept.,  Chief  En- 


gineer’s roll,  March, 

1893 $ 1,545  16 

Eng.  Dept.,  Div.  No.  1, 
week  ending  April 

1,  1893 994  70 

Eng.  Dept.,  Div.  No.  1, 

(sag  Building)  week 
ending  April  1, 1893. . 6 00 

Eng.  Dept.,  Div.  No.  2, 
week  ending  April 

1,  1893 245  00 

Eng.  Dept.,  Div.  No.  3, 
week  ending  April 

1.  1893 437  70 

Eng.  Dept.,  Div.  No.  4, 
week  ending  April 
1,  1893 49  20 

Clerical  Dept.,  Clerk’s 
roll,  March,  1893 $ 483  33 
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Clerical  Dept.,  office 
roll,  week  ending 

April  1,  1893 $39  00 

$ 522  88 

Treasury  Dept.,  Treas- 
urer’s. roll,  March, 

1893. 186  66 

Law  Dept.,  Attorney’s 

roll,  March,  1893 $ 1,508  33 

Law  Dept.,  Joliet  roll, 

March,  1893. 458  33 

Law  Dept.,  office  roll, 
week  ending  April 

1,  1893 63  00 

— $ 2,029  66 

Genera!  Account,  Sani- 
tary Inspector’s  roil, 

March,  1893 $ 200  00 

General  Account,  Trus- 
tee’s roll,  March,  1893  2 333  83 

$ 2,533  38 


Total $ 8,529  74 

ENGINEERING  DEPARTMENT. 


LAW  DEPARTMENT. 

John  Underwood  &Co. 

(typewriter  paper). . $ 25  10 
Jos.  Donnersberger, 

( expert  services ) 250  00 

$ 275  10 

GENERAL  ACCOUNT. 

The  Chicago  Edison  Co. 

(electric  lighting). . . 38  0b 

Grand  total .$29,509  01 


Mr.  Boldenweck,  seconded  by  Mr.  Rus- 
sell, moved  that  the  vouchers  as  read 
and  shown  above,  be  approved  and 
ordered  paid. 

On  roll  call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck.  Cooley, 
Eckhart,  Kelly,  Russell  and  Wenter— 
seven  (7.)  Nays — None. 


Construction  Account— 


McArthur  Bros.  (Sec. 

3,  April  1,  ’93) $ 708  75 

Agnew  & Co.  (Sec.  5, 

April  I,  ’93).... 165  37 

Agnew  & Co.  (Sec.  6, 

April  1, ’93) 378  00 

Agnew  & Co.  (Sec.  8, 

March  31,  ’93) 1,792  13 

Agnew  & Co.  (Sec.  9, 

March  31, ’93) 881  47 


Mason,  Hoge  & Co. 

(Sec.  11,  March  31, ’98)  3,709  89 
Mason.  Hoge  & Co. 

(Sec.12, March  31,  ’93)  5,963  57 

Mason,  Hoge  & Co. 

(Sec.13,  March  81, ’93)  6,671  44 
McCormick  Const.  Co. 

(Sec.  14,  April  1,  ’93) . 191  62 

$20,462  24 


ENGINEERING  DEPARTMENT. 


Keuffel  & jEsser  Co. 

(drafting  material).. 
Hiram  A.  Miller,  (trav- 

$  12  10 

eling— Sag) 

A.  C.  Schrader,  (trav- 

11 13 

eling) 

E.  J.  Ward,  (traveling) 
A.  R.  Benson, (expense) 
Alex.  E.  Kastl,  (emer- 
gency)  

15  09 
5 42 
4 94 

3 85 

Alex,  E.  Kastl,  (emer- 

gency)   

76  10 

Alex.  E.  Kastl,  (emer- 

gency)  

A.  R.  Benson,  (emer- 

28 75 

gency) 

29  75 

187  18 


CLERICAL  DEPARTMENT 


Cameron,  Aniberg  & 

Co.  (stationery) 

John  Underwood  & Co. 

(typewriter  paper).. 
Trevor  Spring  Water 
Co.  (ice) 


$ 4 42 
9 85 
3 00 


(Mr.  Cooley  voted  “Yea”  on  all  vouch- 
ers except  those  for  “ Construction,”  on 
which  he  was  excused). 

Upon  which  result,  the  President  de- 
clared the  motion  carried,  and  the  vouch- 
ers as  read  and  shown  above,  approved 
and  ordered  paid. 

REQUISITIONS. 

The  Clerk  presented  the  following 
requisitions: 


No.  316,  Engineering  Department, 

(memorandum  books) $ 9 00 

No.  317,  Engineering  Department, 

(ink) 9 00 

No.  318,  Engineering  Department, 

(pens) 1 00 

No.  319,  Engineering  Department, 

(ink) 50 


Total $19  50 


Mr.  Boldenweck,  seconded  by  Mr. 
Cooley,  moved  that  Requisitions  Nos. 
316,  317,  318  and  319  for  the  Engineering 
Department,  as  read  and  shown  above, 
be  allowed. 

Upon  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Russell  and  Wenter— 
seven  (7.)  Nays — none. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  Requisi- 
tions. Nos.  316,  317,  318  and  319,  for  the 
Engineering  Department,  as  read  and 
shown  above  allowed. 

WEEKLY  REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report,  in  ac- 
cordance 'with  the  rules,  showing  the 
number  of  persons  in  the  employ  of  the 
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District  for  the  week  ending  April  1st, 

1893. 

The  same  was  read  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

the  report: 

“Chicago,  April  5,  1893. 

lo  the  Honorable  the  Board  of  Trustees 
oj  the  Sanitary  District  of  Chicago:  • 

Gentlemen — I beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  April 
1,  1893,  as  the  same  have  been  reported 
to  me  : 


Engineering  Department 80 

Engineering  Department  (Sag 

Building) 1 

— 81 

Clerical  Department 3 

Treasury  Department 1 

Law  Department 9 


Received  from  Tax  Ac- 
count, Town  of  Lake 
Collector $ 19,307.59 

Received  from  Tax  Ac- 
count, Town  of  West 
C hicago  Collector 58,7 19.08 

Received  from  Tax  Ac- 
count, Town  of  North 
Chicago  Collector 35,484.74 

Received  from  Tax  Ac- 
count. Town  of  Lyons 
Collector 727.01 

Received  from  Ameri- 
can Trust  and  Savings 
Bank,  interest  for 
March 994.16 

Received  from  Chicago 
National  Bank,  inter- 
est for  March 1,062.92 

Received  from  National 
Bank  of  Illinois,  inter- 
est for  March 1,012.75 

Received  from  Metro- 
politan National  Bank, 
interest  for  March  — 1,016.63 

Received  from  Ft.  Dear- 
born National  Bank, 
interest  for  March  — 1,010.91 

— — $ 412,382.94 


Total  employes 94 

Respectfully  submitted, 

(Signed)  Thomas  F,  Judge, 

Clerk” 

MONTHLY  REPORT  FROM  TREASURY  DE- 
PARTMENT. 

The  Clerk  presented  a report  from  the 
Treasury  Department  for  the  month  of 
March,  1893. 

The  same  was  read,  and  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT: 

“Balance  on  hand  at  date 

Of  last  report 82,524,122.18 

Reoeived  from  Blair  & 

Co.  for  250  bonds  with 
interest  and  premium.  $257,890.85 


Received  from  Land  Ac- 
count, insurance  pie- 
mium  on  fire  insur- 
ance policies— Piper 
ice  houses 56.87 

Received  from  Tax 
Acct.,  Town  of  Jeffer- 
son Collector 3,289.57 

Reoeived  from  Tax  Ac- 
count, Town  of  Cicero 
Collector 5,406.49 

Received  from  Tax  Ac- 
count, Town  of  Lake 
View  Collector 8,292  04 

Received  from  Tax  Ac- 
count, Town  of  Hyde 
Park  Collector 18,111.33 


Total  cash  received  for 
month 

Total  cash  disbursed 
during  month  as  per 
annexed  schedules, 
viz: 

Clerical  Department — $ 

Treasury  Department  . . 

Engineering  Departm’t. 

Engineering  —Construc- 
tion-Department — 

Law  Department 

Law  Department— Land 
Account 162,749.50 

General  Account 2,505.08 

$221,401.38 


Balance  this  date,  in 
banks  as  per  schedule 

endorsed  hereon $2,715,10314 


(Signed)  MELVILLE  E.  STONE, 

Treasurer. 

Chicago,  April  5,  1893.  ” 

SCHEDULE : 


Fort  Dearborn  National  Bank $ 526,122.08 

Chicago  National  Bank 550,638.08 

Metropolitan  National  Bank 528,859.95 

National  Bank  of  Illinois 526,962.61 

American  Trust  and  Savings  Bank.  582,521.02 


Total $2,715,103.74 


COMPARISON  OF  FLOOl)  WATERS. 

The  Clerk  presented  a report  from  the 
Chief  Engineer,  accompanied  by  eight 
maps,  the  results  of  the  investigation  and 
comparison  of  the  previous  and  recent 
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floods  in  the  basins  of  the  Chicago,  Des- 
plaines  and  Illinois  Rivers,  made  in  ac- 
cordance with  an  order  passed  at  the 
meeting  held  June  1,  1892  (Page  535  of 
the  Proceedings),  and  transmitted  as  part 
of  the  report  of  March  1,  1893  (Page  1,067 
of  the  Proceedings);  and  the  report  was 
read. 

Mr.  Kelly,  seconded  by  Mr.  Eckhart, 
moved  that  the  report  be  ordered  printed, 
and  with  the  accompanying  maps,  be  re- 
ferred to  the  Committee  on  Engineering. 

The  motion  prevailed  unanimously, 
and  it  was  so  ordered. 

The  following  is 

THE  REPORT  ! 

‘‘Chicago,  April  5, 1893. 
To  the  Honorable , the  Board  of  Trustees 

o'  the  Sanitary  District  of  Chicago: 

Gentlemen  — I transmit  herewith 
copies  of  eight  plans  which  accompanied 
the  report  of  Mr.  T.  T.  Johnston,  First 
Principal  Assistant  Engineer,  dated  Feb- 
ruary 7th,  which  report  was  transmitted 
by  me  to  your  Honorable  Board  on  March 
1st.  and  is  found  on  page  1068  of  the 
Proceedings  The  following  are  the 
plans: 

hischarge  measurements  of  the  North 
Branch  Chicago  River,  near  Clybourn 
place. 

Discharge  measurements  of  the  South 
Branch  Chicago  River  at  Indiana  Eleva- 
tor. 

Discharge  measurements  of  the  Illinois 
River  at  Morris,  Ills.,  May,  1892. 

Discharge  measurements  of  the  Illinois 
River  at  Morris,  Ills.,  July,  1892. 

Discharge  measurements  near  the 
mouth  of  the  Illinois  River. 

Curves  of  the  discharge  measurements 
of  the  South  Branch  of  the  Chicago 
River,  near  the  Indiana  Elevator. 

Sketch  showing  location  of  discharge 
sections  at  Morris,  Ills. 

Curves  of  the  discharge  measurements 
of  the  Illinois  River  at  Morris,  Ills. 

This  report  had  reference  to  the  flood 
measurements  of  May  and  June,  1892. 
The  transmission  of  these  plans,  fully 
complies  with  the  original  order. 

Respectfully  submitted, 

(Signed)  Benezette  Williams, 

Chief  Engineer” 
(Accompanied  by  eight  (8)  maps). 


QUARTERLY  PROPERTY  RETURN. 

The  Clerk  presented  a report  from  the 
Chief  Engineer,  transmitting  property 
return  for  the  quarter  ending  March  31, 
1893;  and  the  report  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Altpeter. 
moved  that  the  report  be  ordered  printed, 
and  with  accompanying  property  return, 
be  placed  on  file. 

The  motion  prevailed  unanimously 
and  it  was  so  ordered. 

The  following  is 

THE  REPORT : 

“Chicago,  April  5, 1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — I herewith  submit  a prop- 
erty return  for  the  quarter  ending  March 
31st,  1893. 

Respectfully  submitted. 

(Signed)  Benezette  Williams, 
Chief  Engineer .” 

(Accompanied  by  property  return). 

MONTHLY  REPORT  OF  THE  SANITARY 
INSPECTOR. 

The  Clerk  presented  a report  from  the 
Sanitary  Inspector  for  the  month  of 
February,  1893;  and  the  same  was  read. 

Mr.  Boldenweck,  seconded  by  Mr.  Rus- 
sell, moved  that  the  report  be  ordered 
printed  and  placed  on  file. 

The  motion  prevailed  unanimously  and 
it  was  so  ordered. 

The  following  is 

THE  REPORT: 

“ Chicago,  April  3,  1893. 

To.  the  Honorable  the  Board  of  Imstees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — The  month  of  February 
has  witnessed  no  very  marked  change 
in  the  sanitary  condition  of  the  various 
encampments.  My  suggestions  in  re- 
gard to  desirable  improvements  neces- 
sary in  some  of  them  have  been  com- 
plied with,  and  I feel  confident  that  we 
will  be  fully  prepared  for  the  increased 
dangers  that  we  would  naturally  antici- 
pate on  the  approach  of  warmer  weather. 
But  at  the  rate  at  w'hich  the  hospital  is 
being  pushed  to  completion,  we  will  be 
in  good  shape  to  care  for  all  cases  of  sick- 
ness that  may  occur  on  the  work,  as  the 
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hospital  at  Mt.  Forest,  which  will  accom- 
modate some  hundred  and  fifty  patients, 
will  be  ready  for  their  reception  about 
the  10th  of  April.  All  of  the  camps  are 
now  supplied  with  good  water,  and  I 
have  a plan  that  I think  will  effectually 
dispose  of  the  sewage,  the  adoption  of 
which  I shall  urge  upon  the  various  con- 
tractors. 

Respectfully  submitted, 

(Signed)  William  Martin, 

Sanitary  Inspector” 

PURCHASE  OF  “ WENTWORTH  LAND.” 

Mr.  Eckhart,  Chairman,  presented  a 
report  from  the  Joint  Committee  on 
Finance  and  Engineering,  with  reference 
to  the  purchase  of  right  of  way  lands 
in  Cook  County,  owned  by  Mr.  Moses  J. 
Wentworth,  in  his  own  right  and  as  trus- 
tee under  the  will  of  John  Wentworth, 
deceased ; and  the  report  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
weck,  mov6d  that  the  report  be  adopted, 
ordered  printed  and  placed  on  file,  the 
recommendations  made  therein  con- 
curred in,  and  the  Clerk  authorized  and 
directed  to  pay,  on  the  voucher  of  the 
Attorney,  to  Mr.  Moses  J.  Wentworth, 
in  his  own  right  and  as  trustee  under  the 
tfdll  of  John  Wentworth,  deceased,  for 
said  lands,  as  provided  in  the  report. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Bolden  week,  Cooley, 
Eckhart,  Kelly,  Russell  and  Wenter— 
seven  (7).  Nays— none. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  the  recommendations  made  therein 
concurred  in,  and  the  Clerk  authorized 
and  directed  to  pay,  on  the  voucher  of 
the  Attorney,  to  Mr.  Moses  J.  Wetit- 
worth,  in  his  own  right  and  as  trustee 
under  the  wull  of  John  Wentworth,  de- 
ceased, for  said  lands,  as  provided  in  the 
report. 

The  following  is 

- the  report: 

‘“Chicago,  April  5, 189s. 
To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— The  Joint  Committee  on 
Finance  and  Engineering  have  reached 
an  agreement  with  Moses  J.  Wentworth 
in  his  own  right  and  as  trustee  under  the 
will  of  John  Wentworth,  deceased,  for 
the  purchase  from  him,  for  the  corporate 
purposes  of  this  District,  of  the  land 


hereinafter  described,  for  the  sum  of  ten 
thousand  five  hundred  and  ninety 
($10,590)  dollars. 

Your  Committee  recommend  that  the 
Clerk  of  this  District  be  directed  to  pay , 
on  the  voucher  of  the  Attorney,  to  said 
Moses  J.  Wentworth,  in  his  own  right 
and  as  trustee,  the  sum-of  ten  thousand 
five  hundred  and  ninety  ($10,590)  dollars, 
in  full  payment  for  the  following  de- 
scribed land,  to  wit: 

That  part  of  the  southeast  quarter  (i) 
of  Section  twelve  (12),  Township  thirty- 
eight  (38)  /North,  Range  twelVe  (12)  East 
of  the  Third  Principal  Meridian,  lying 
north  of  the  Northwesterly  Reserve  line 
of  the  Illinois  and  Michigan  Canal,  con- 
taining thirty-five  and  thirty  one-hun- 
dredths (35.30)  acres,  more  or  less. 

Said  land  lying  and  being  situate  in 
the  County  of  Cook  in  the  State  of  Illi- 
nois. 

Respectfully  submitted, 

(Signed)  B.  A.  Eckhart, 

Chairman.^ 
W.  H.  Russell. 

Thos.  Kelly, 

Wm.  Bolden  weck, 

L.  E.  Cooley, 

John  J.  Altpeter, 

Joint  Committee  on  Finance  and  Em 

gineering .” 

FOOT  P.RIDGE  AT  MOUNT  FOREST. 

Mr.  Eckhart,  Chairman,  presented  a 
report  from  the  Joint  Committee  on 
Finance  and  Engineering,  with  reference 
to  a communication  from  the  Canal  Com- 
missioners, regarding  permission  to  con- 
struct a foot  bridge  over  the  canal  at 
Mount  Forest,  presented  and  referred  to 
that  committee  at  the  meeting  held 
March  22,  1893  (Page  1,111  of  the  Pro- 
ceedings): and  the  report  was  read. 

Mr. ‘Eckhart,  seconded  by -Mr.  Bolden- 
week,  moved  that  the  report  be  adopted, 
ordered  printed  and  placed  on  file. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck*  Cooley, 
Eckhart,  Kelly,  Russell  and  Wenter — 
seven  (7).  Nays — None . 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file. 
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The  following  is 

THE  REPORT  ! 

“ Chicago,  April  5,  1893. 

To  the  Honorable  the  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago: 
Gentlemen — Your  Joint  Committee 
on  Finance  and  Engineering  respectfully 
report  that  reference  to  the  communica- 
tion received  from  the  Canal  Commis- 
sioners concerning  the  foot  bridge  over 
the  Canal  at  Mt,  Forest,  presented  and 
referred  to  that  Committee  at  the  meet- 
ing held  March  22.  1893  (page  1111  of 
the  Proceedings)  that  the  Chief  Engi- 
neer has  already  presented  to  the  Canal 
Board  the  plans  requested,  and  that  no 
further  action  is  required  until  the  re- 
ply of  the  Canal  Board  is  received. 

Respectfully  submitted, 

(Signed)  B.  A.  Eckhart, 

Chairman. 

L.  E.  Cooley, 

Thomas  Kelly, 

Wm.  Boldenweck, 
John  J.  Altpeter, 

W.  H.  Russell, 

Joint  Committee  on  Finance,  and  En- 
gineering.” 

REQUISITIONS  NOS.  810,  311,  312  AND  449. 

Mr.  Eckhart,  Chairman,  presented  a 
report  from  the  Joint  Committee  on 
Finance  and  Engineering,  'with  reference 
to  Requisitions  Nos.  310,  311,  312,  for  the 
Engineering  Department,  and  449  for  the 
Law  Department,  presented  and  referred 
to  that  committee  at  the  meeting  held 
March  22,  1893  (Page  1,109  ‘of  the  Pro- 
ceedings); and  the  report  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
weck, moved  that  the  report  be  adopted, 
ordered  printed  and  placed  on  file,  and 
the  recommendations  made  therein  con- 
curred m. 

Upon  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Russell  and  Wenter— 
seven  (7.)  Na;  s — none. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  and  the  recommendations  made 
therein  concurred  in. 

The  following  is 

THE  REPORT: 

“ Chicago,  April  5,  1893. 

To  the  Honorable  the  Board  of  the  Trus- 
tees of  the  Sanitary  District  of  Chicago: 
Gentlemen — Your  Joint  Committee  on 
Finance  and  Engineering  to  whom  was 


referred  Requisitions  Nos.  310,  311,  312 
for  Engineering  Department,  and  449  for 
Law  Department,  presented  at  the  meet- 
ing held  March  22, 1893,  (page  1109  of  the 
Proceedings),  respectfully  report  that 
they  have  considered  the  same  and  re- 
turn them  herewith  with  the  recommend- 
ation that  Nos.  310  and  312  for  Engineer- 
ing Department  and  449  for  Law  Depart- 
ment be  allowed,  and  that  No.  311  for 
Engineering  Department  be  not  allowed. 

Respectfully  submitted, 

(Signed)  B.  A.  Eckhart, 

Chairman, 

X.  E.  Cooley, 

Thomas  Kelly, 

Wm.  Boldenweck, 
John  J.  Altpeter, 

W.  H.  Russell, 

Joint,  Committee  on  Finance  and  En- 
gineering.” 

RAISING  CANAL  BRIDGES  AND  SPECIFI- 
FICATIONS  FOR  WESTERN  STONE 
CO.  BRIDGE. 

Mr.  Cooley,  Chairman,  presented  a re- 
port from  the  Joint  Committee  on  En- 
gineering and  Finance,  with  reference  to 
the  communications  from  the  Canal  Com- 
missioners, presented  and  referred  to  that 
committee  at  the  meeting  held  March  22, 
1893  (Page  1,110  of  the  Proceedings),  and 
also  with  reference  to  the  specifications 
for  the  Western  Stone  Company  bridge 
at  the  county  line,  presented  and  referred 
to  that  committee  at  the  meeting  held 
March  22,1893  (Page  1,112  of  the  Pro- 
ceedings) ; and  the  report  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Eckhart’ 
moved  that  the  report  be  adopted,  or* 
dered  printed  and  placed  on  file,  and  the 
recommendations  made  therein  concur- 
red in. 

Upon  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Russell  and  Wenter — 
seven  (7.)  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  and  the  recommendations  made 
therein  concurrd  in. 

The  following  is 

the  report: 

“Chicago,  April  3,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago 

Gentlemen — In  regard  to  the  notice 
of  the  Canal  Commissioners  to  raise  cer- 
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tain  bridges,  known  as  the  Swift  Bridge, 
the  Piper  Bridge,  and  the  Griffin  & Con- 
nelly Bridge,  located  between  Summit 
and  Sag,  and  now  belonging  to  this  Dis- 
trict, referred  to  r-his  Committee  on 
March  22d,  we  report  as  follows: 

The  bridges  are  now  in  our  control  as 
part  of  the  property  of  the  Sanitary  Dis- 
trict, and  we  are  obliged  to  raise  or 
otherwise  change  them  in  the  interests 
of  navigation,  as  the  Canal  Commission- 
ers may  direct,  or  otherwise  re- 
move the  same.  Their  use,  in  con- 
junction with  the  side  tracks  on 
the  right  of  way  is  valuable  to  our  con- 
tractors in  enabling  them  to  maintain 
communication  with  the  Alton  Railway, 
as  a means  of  transporting  machinery 
and  supplies  to  the  work,  while  their  di- 
rect use  to  the  District,  otherwise  than 
as  accommodation  to  the  contractors,  is 
very  small. 

Your  • Committee  therefore  recom- 
mends that  the  Attorney  and  Chief  En- 
gineer arrange  with  the  contractors  who 
may  be  interested  in  each  case  for  such 
raising  of  the  bridges  and  changes  in  the 
same  and  in  .the  approaches  as  .may  be 
necessary  to  comply  with  the  require- 
ments of  the  Canal  Board. 

In  regard  to  the  specifications  for  the 
bridge  for  the  Western  Stone  Go.  switch 
across  the  river  diversion,  near  the 
County  line,  your  Committee  recom- 
mends that  the  advertising  of  the  same 
be  postponed  until  the  specifications  and 
plans  for  the  highway  bridge  at  Lemont 
can  be  considered,  and  furthermore, 
until  more  definite  information  is  at 
hand,  in  relation  to  the  Santa  Fe  cross- 
ing at  the  same  place.  It  is  expedient 
to  advertise  these  structures  at  one  time 
if  it  can  be  done,  as  the  aggregate  in- 
volved in  each  case  is  only  a few 
thousand  dollars.  We  therefore  recom- 
mend that  the  Chief  Engineer  prepare 
the  plans  and  specifications  for  these  two 
bridges,  and  that  meantime,  the  Com- 
mittee retain  the  matter  under  advise- 
ment. 

Very  respectfully  submitted, 
(Signed)  L.  E.  Cooley, 

Chairman. 

B.  A.  Eckhart, 

Wm.  Bolden weck, 
John*  J . Altpeter, 
Thomas  Kelly, 

W.  H.  Russell, 

Joint  CcrmriAttee  on  Engineering  and  Fir 

nance.” 


APPEAL  IN  ** YORE,  COOK  ET  AL.  CASE.” 

Mr.  Kelly  presented  an  order  directing 
the  Attorney  to  perfect  an  appeal  to  the 
Supreme  Court  of  the  State  of  Illinois, 
and  authorizing  and  directing  the  Presi- 
dent and  Clerk  to  execute  the  necessary 
bond  in  the  case  of  the  Sanitary  District 
of  Chicago  vs.  Ellen  E.  Yore,  John  A. 
Cook,  et  al.,  as  provided  in  the  order; 
and  the  order  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Eckhart, 
moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood  : Yeas — 
Messrs.  Altpeter,  Bolden  week,  Cooley, 
Eckhart,  Kelly,  Russell  and  Wen  ter — 
seven  (7).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  the  Attorney  directed  to  perfect 
an  appeal  to  the  Supreme  Court  of  the 
State  of  Illinois,  and  the  President  and 
Clerk  authorized  and  directed  to  execute 
the  necessary  bond  in  the  case  of  the 
Sanitary  District  of  Chicago  vs.  Ellen  E. 
Yore,  John  A.  Cook,  et  al.,  as  provided 
in  the  order. 

The  following  is 

the  order: 

“Ordered,  That  the  Attorney  be  and  he 
is  hereby  directed  to  perfect  an  appeal  to 
the  Supreme  Court  of  the  State  of  Illi- 
nois from  the  judgment  of  the  Circuit 
Court  of  Cook  County,  in  the  case  of  the 
Sanitary  District  of  Chicago  vs.  Ellen  E. 
Yore,  John  A.  Cook  et  al.,  in  which  a 
motion  for  a new  trial  was  overruled 
and  judgment  entered  March  18,  1893, 
and  that  the  President  and  Clerk  exe- 
cute on  the  part  of  the  District  its  bond 
as  per  order  of  court,  for  the  purpose  of 
so  perfecting  said  appeal.” 

LEASE  TO  L.  D.  CONNER  & CO.  TO  BE  PRE- 
PARED.' 

Mr.  Kelly  presented  ah  order  instruct- 
ing the  Attorney  to  prepare  a lease  to 
L.  D.  Conner  & Co.  of  certain  buildings 
on  Section  “A,”  and  authorizing  and  di- 
recting the  President  and  Clerk  to  exe- 
cute the  same,  as  provided  in  the  order; 
and  the  order  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Bolden- 
week,  moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Russell  and  W enter — 
seven  (7).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted  and  the  Attorney  instructed  and 
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the  President  and  Clerk  authorized  and 
directed,  in  accordance  with  same. 

The  following  is 

THE  ORDER  : 

“ Ordered , That  the  Attorney  prepare 
a lease  from  this  District  to  L.  D.  Con- 
ner & Co. , contractors  for  contract  sec- 
tions “A”  and  “B,”  leasing  to  said  con- 
tractors for  and  during  the  term  of  their 
respective  contracts,  the  building  known 
as  the  lower  boarding  house  located  on 
contract  Section  “A,”  or  partly  on  said 
contract  section  and  partly  on  the  Illi- 
nois and  Michigan  Canal  Reserve  in  the 
northeast  quarter  (£)  of  Section  thirty- 
three  (33),  Township  thirty-eight  (38), 
Range  twelve  (12)  East  of  the  Third 
Principal  Meridian,  at  a rental  for  said 
building  of  twenty  ($20)  dollars  per 
month  during  said  term,  payable  in  in- 
stallments of  one  hundred  and  twenty 
($120)  dollars  each  at  the  expiration  of 
each  six  (6)  months  thereof. 

Said  lease  to  bear  date  of  April  1,  1893, 
and  to  provide  that  said  building  shall 
not  be  used  by  any  other  person  or  per- 
sons or  corporation;  that  said  building 
be  kept  insured  by  lessee,  loss  pay- 
able to  this  District,  for  not  less  than  six 
hundred  ($600)  dollars;  that  should  said 
building  be  destroyed  or  partially  de- 
stroyed by  fire  or  otherwise,  there  shall 
be  no  obligation  on  the  part  of  the  Dis- 
trict to  rebuild  same,  and  such  destruc- 
tion shall  terminate  said  lease. 

Said  lease  may  also  contain  a provision 
granting  to  said  contractors  the  right  to 
use  the  railroad  track  and  bridge  connect- 
ing the  right  of  way  of  this  District  in  the 
southwest  quarter  (i)  of  Section  twenty- 
seven  (27),  Township  thirty-eight  (38), 
Range  twelve  (12)  East  of  the  Third 
Principal  Meridian,  with  the  Chicago, 
Alton  and  St.  Louis  Railroad,  providing 
said  contractor  shall  keep  said  railroad 
track  and  bridge  in  repair  at  their  own 
expense,  and  shall  make  whatsoever 
changes  may  be  required  by  the  Canal 
Commissioners  in  the  construction  of 
said  bridge,  or  its  elevation  above  the 
canal ; 

And  that  the  President  and  Clerk  be 
authorized  and  directed  to  execute  said 
lease  on  the  part  of  this  District.” 

PURCHASE  OF  “MOSES  .T.  WENTWORTH 
LAND.” 

ivir.  Eckhart  presented  an  order,  au- 
thorizing and  directing  the  Clerk  to  pay 
Mr.  Moses  J.  Wentworth,  on  the  voucher 
of  the  Attorney,  for  certain  right  of  way 
lands  in  Cook  County,  in  full  of  verdict 


for  said  lands  in  the  case  of  the  Sanitary 
District  vs.  Albert  Piper,  Moses  Went- 
worth, etal.,as  provided  in  the  order; 
and  the  order  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
week,  moved  the  adoption  of  the  order. 

On  roll-call  the  \ote  stood:  Yea9— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Russell  and  Wenter — 
seven  (7).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Clerk  authorized  and 
directed  to  pay  Mr.  Moses  J.  Wentworth, 
on  the  voucher  of  the  Attorney,  for  cer- 
tain right  of  way  lands  in  Cook  County, 
in  full  of  verdict  for  said  lands  in  the 
case  of  the  Sanitary  District  vs.  Albert 
Piper,  Moses  Wentworth,  et  al.,  as  pro- 
vided in  the  order. 

The  following  is 

the  order: 

“ Ordered , That  the  Clerk  of  this  Dis- 
trict be  authorized  and  directed  to  pay, 
on  the  voucher  of  the  Attorney,  to  Moses 
J.  Wentworth,  the  sum  of  nine  hundred 
and  seventy-five  ($975)  dollars  in  full 
payment  for  the  following  described 
land,  to-wit: 

Ail  that  part  of  the  east  half  (i)  of  the 
southeast  quarter  (i)  of  Section  fourteen 
(14),  Township  thirty-eight  (38)  North, 
Range  twelve  (12)  East  of  the  Third 
Principal  'Meridian,  lying  north  and  west 
of  the  northwesterly  Reserve  line  of  the 
Illinois  and  Michigan  Canal,  and  north 
of  the  northerly  boundary  line  of  the 
right  of  way  of  the  Chicago  and  Calumet 
Terminal  Railvray  Company. 

Said  premises  lying  and  being  situate 
in  the  County  of  Cook  in  the  State -of 
Illinois. 

Said  sum  being  the  amount  awarded 
by  the  verdict  and  report  of  the  jury  in 
t he  case  of  the  Sanitary  District  of  Chica- 
go vs-  Albert  Piper,  Moses  J.  Wentworth, 
et  al.,  in  the  Circuit  Court  of  Cook 
County,  Illinois,  General  Number  106,951, 
on  the  18th  day  of  February,  1893.” 

ADJOURNMENT. 

On  motion  of  Mr.  Boldenweck,  sec- 
onded by  Mr.  Eckhart,  the  Board  then 
adjourned . 

Thos.  F.  Judge, 
Clerk. 
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PROCEEDINGS 

OF  THE — - 

Board  of  Trustees, 

OF  THE 

Sanitary  District  of  Chicago. 


APRIL  12.  1893. 


OFFICIAL  RECORD. 


REGULAR  MEETING. 

The  one  hundred  and  sixty-fifth  reg 
ular  meeting  of  the  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago  was  held 
in  their  rooms,  ~Ria[to  Building,  Wednes- 
day, April  12,  1893,  at  2 o’clock  P.  M. 

President  Wenter  called  the  Board  to 
order. 

Upon  roll-call  Messrs.  Altpeter,  Bolden- 
weck,  Cooley,  Eckhart,  Kelly,  Prender- 
gast,  Russell  and  Wenter— eight  (8)  mem- 
bers were  present. 

MINUTES. 

The  minutes  of  the  regular  meeting 
held  April  5,  1893,  were  approved  as 
printed,  on  motion  of  Mr.  Kelly,  sec- 
onded by  Mr.  Boldenweck. 


president's  message  on  superintend- 
ent OF  CONSTRUCTION. 

The  President  presented  a message, 
with  reference  to  progress  of  work  on 
the  Main  Channel,  and  the  appointment 
of  a Superintendent  of  Construction;  and 
the  message  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Cooley, 
moved  that  the  message  be  ordered 
printed  and  referred  to  the  Joint  Com- 
mittee on  Rule3  and  Engineering. 

Upon  roll-call  the  vote  stood:  Yeas — 
Messrs,  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell  and 
Wenter— eight  (8).  Na;  s— none. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the 
message  ordered  printed  and  referred  to 
the  Joint  Committee  on  Rules  and  Engi- 
neering. 
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The  following  is 

THE  MESSAGE  : 

“Chicago,  April  12,  1893. 

“To  the  Honorable,  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— I consider  it  ray  duty 
from  time  to  time  when  I believe  the  in- 
terest and  the  progress  of  our  work, 
which  is  entrusted  to  u=*.  can  be  ad- 
vanced, to  so  notify  the  Board.  I be- 
lieve the  time  has  arrived  when  the  most 
energetic  work  is  required  on  the  part  of 
the  parties  to  whom  were  awarded  the 
contracts  for  the  excavation  of  the  chan- 
nel on  the  various  sections,  covering  a 
distance  of  over  twenty  miles,  from 
Summit  to  Lockport.  For  said  distance 
all  the  lands  are  in  our  possession  that 
are  needed  for  construction. 

It  devolves  upon  us,  as  Trustees,  to  see 
to.it  that  contracts  entered  ip  to  with  this 
Board  are  carried  out.  Now  is  the  time 
when  work  must,  begin  and  continue 
until  the  channel  is  finished.  Thorough 
supervision  must  be  had.  and  this  can 
only  be  done  by  having  a duly  authorized 
party  to  superintend  said  work.  The 
Chief  Engineer  is  entrusted  with  said 
duties,  but  his  office  work  requires  his 
attention  almost  entirely.  The  assistant 
to  the  Chief  is  charged  with  certain 
duties,  and  is  supposed  to  oversee  the 
wo  k in  progress.  I believe  a supernU 
tendent  of  construction  should  be  directly 
appointed  by  this  Board ; his  duties  fo  the 
Board  and  relations  to  the  Chief  En- 
gineer should  be  clearly  defined;  he 
should  be  a man  of  experience  and  execu- 
tive ability;  his  time  should  be  entirely 
devoted  along  the  channel  on  the  scene 
of  the  work;  his  powers  that  which  are 
essential  to  having  the  work  pr<  secuted 
to  its  full  exfent;  he  should  report  every 
two  weeks  on  the  progress  made  by  every 
contractor,  and  keep  the  Board  informed 
otherwise.  The  work  is  of  such  magni- 
tude that  too  much  care  cannot  be  exer- 
cised for  the  propfer  supervision  of  the 
same. 

It  must  be  admitted  that  during  last 
winter  progress. could  not  be  made  at  the. 
same  rate  as  if  the  weather  had  been 
more  favorable;  however,  sufficient  time 
was  had  from  the  time  contracts  were 
awarded  to  the  present  time,  which 
should  have  enabled  the  contractors  to 
place  such  machinery  and  apparatus  on 
the  ground,  to  work  with  a full  force 
and  excavate  that  amount  which  is  es- 
sential to  comply  with  the  stipulations  of 


the  contracts  entered  into  with  the  Sani- 
tary District. 

I believe  every  effort  should  be  made 
on  the  part  of  this  Board  to  make  con- 
tractors live  up  to  their  agreements,  and 
I am  satisfied  the  Board  will  meet  every 
obligation  that  devolves  upon  us  to 
fulfill. 

We  have,  at  the  present  time,  over 
$2,700,000  in  the  treasury.  This  may  be 
a notice  to  the  contractors  that  they  can 
shovel  all  the  dirt  and  blast  all  the  rock 
thejr  can  and  their  warrants  will  be 
promptly  paid — this  Board  wants  work 
done. 

Respectfully  submitted, 

(Signed)  Frank  W enter, 

President  Board  of  Trustees 

president's  message  concerning  al- 
leged sub-contractors. 

The  President  presented  a message, 
transmitting  to  the  Board  three  docu- 
ments, concerning  alleged  sub-contracts 
said  to  have  been  made  on  Section  8 of 
the  Main  Channel;  and  the  message  was 
read. 

Mr.  Boldenweck,  seconded  by  Mr. 
Cooley,  moved  that  the  message  be  or- 
dered printed,  the  recommendations 
made  therein  concurred  in,  and  the 
message,  with  enclosures  referred  to  the 
Joint  Committee  on  Judiciary  and  Fi- 
nance and  the  Attorney. 

The  motion  prevailed  unanimously 
and  it  was  so  ordered. 

The  following  is 

THE  MESSAGE  : 

“Chicago,  April  12,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— I transmit  herewith  to 
the  Board  three,  documents,  which  are 
papers  that  have  a bearing  on  the  con- 
tracts covering  Section  8.  Said  papers 
were  handed  to  myself,  addressed  to  the 
Board.  The  entire  matter  is  of  great  im- 
portance to  the  Sanitary  District,  and 
should  have  the  fullest  consideration. 

I would  recommend  that  said  papers 
be  referred  to  the  Joint  Committee  on 
Judiciary  and  Finance,  with  the  Attor- 
ney of  the  Board,  with  full  power  to  in- 
vestigate and  report  back  to  the  Board 
the-resultof  said  investigation,  and  make 
such  recommendation  to  the  Board  as  in 
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their  judgment  will  be  to  the  best  inter- 
ests of  the  Sanitary  District. 

Respectfully  submitted, 

(Signed)  Frank  Wenter, 

President  Board  of  Trustees .” 
(Accompanied  by  three  (3)  documents). 


A.  C.  Schrader,  (emer- 
gency)  

A.  C.  Schrader,  (emer- 
gency)  


$60  10 
34  80 

$ 337  35 


CLERICAL  DEPARTMENT. 

Warner’s  Towel  Sup- 
ply (toweling) $ 150 


VOUCHERS. 

The  Clerk  presented  the  following 
vouchers: 

UAY  ROLLS. 

Eng.  Dept.,  Div.  No.  1, 
week  ending  April 
8 1893 

Eng.  Dept.,  Div.  No.  2, 
week  ending  April 

8,  1893 

Eng.  Dept.,  Div.  No.  3, 
week  ending  April 

8.  1893 .' 

Eng.  Dept.,  Div.  No.  4, 
week  ending  April 
8,  1893 


Clerical  Dept.,  office 
roll,  week  ending 

April  8 1893  89  00 

Law  Dept.,  office  roll, 
week  ending  April 
8,  1893 63  00 


Total $ 1,630  80 

ENGINEERING  DEPARTMENT. 

F.  Maver  & Co.  (blue 

prints) $13  97 

John  T.  Allison,  (hard- 
ware and  rent) 30  50 

Knickerbocker  Ice  Co. 

(bricks) 87  20 

Edw.  L.  Fry,  (express- 

age) 2 00 

Chicago  Toilet  Supply 

Co.  (toweling). 5 40 

The  W aukesha  Hygeia 
Mineral  Spring  Co. 

(water) 5 00 

Trevor  Spring  Water 

Co.  (ice) 9 00 

Jacob  Herzog, (express- 

agel 3 00 

Win.  Kirkham,  (gauge 

reading) 10  00 

Geo.  Brainard,  (gauge 

reading) 10  00 

Patrick  McGinnis, 

(gaug1  reading) 10  00 

Mary  Rusk,  (gauge 

reading) 10  00 

D C.  Dunlap,  (horre 

and  buggy) 45  00 

H.  S.  Norton,  (rent, 

Lemont) 18  00 

C.  L.  Harrison,  (rent 

• Lockport) 20  00 

E-  R.  Shnable,  (trav- 
eling)  18  38 


LAW  DEPARTMENT. 


S.  D.  Childs  & Co.  (sta- 
tionery)   $ 6 35 

Chicago  Telephone  Co. 

(telephone) 31  25 

J.  L.  Bennett,  (court 

stenographer) 72  20 

Jas.  M.  Purcell,  (court  « 

stenographer) 130  50 

Geo.  Hingston.  (report- 
ing accident,  April  7)  5 50 

Jas.  Griffin,  (expert 

witness) 400  00 

Haynie  R.  Pearson, 

(expense) 17  75 


$ 663  65 

GENERAL  ACCOUNT. 

John  F.  Higgins, 

(printing  proceed- 
ings)   $175  92 

J.  B.  Taylor  & Co. 
printing  — Channel 

Tables) 160  00 

Chicago  Telephone  Co. 

(telephone) 31  25 

$ 367  17 

Grand  total $3  000  37 


Mr.  Kelly,  seconded  by  Mr.  Bolden- 
week,  moved  that  the  vouchers  as  read 
and  shown  above,  be  approved  and 
ordered  paid. 

On  roll  call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boidenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell 
and  Wenter — eight  (8.)  Nays — None. 

Upon  which  result,  the  President  de- 
clared the  motion  carried,  and  the  vouch- 
ers as  read  and  shown  above,  approved 
and  ordered  paid. 

REQUISITIONS. 

The  Clerk  presented  the  following 


requisitions: 

No.  320,  Engineering  Department, 

(pens) 1 50 

No.  321,  Engineering  Department, 
(drafting  material) 15  80 


Total $17  30 


Mr.  Boidenweck,  seconded  by  Mr 
Kelly,  moved  that  Requisitions  Nos. 


$854  70 
171  60 
453  30 
49  20 
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320  and  321  for  the  Engineering  Depart- 
ment, as  read  and  shown  above,  be  al- 
lowed. 

Upon  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell 
and  Wenter— eight  (8).  Nays— none. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  Requisi- 
tions Nos.  320  and  321  for  the  Engineer- 
ing Department,  as  read  and  shown 
above,  allowed. 

WEEKLY  REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report,  in  ac- 
cordance with  the  rules,  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  April  .8, 
1893. 

The  same  was  read  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  hie. 

The  following  is 

the  report: 

“Chicago,  April  12,  1893. 
lo  the  Honorable  the  Board  of  Trustees 

oj  the  Sanitary  District  of  Chicago: 

Gentlemen — I beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  April 
8,  1893,  as  the  same  have  been  reported 


to  me  : 

Engineering  Department 81 

Clerical  Department 3 

Treasury  Department 1 

Law  Department 9 

Total  employes 94 


Respectfully  submitted, 

(Signed)  Thomas  F.  Judge, 

Clerk.” 

MONTHLY  REPORT  FROM  CLERICAL  DE- 
PARTMENT. 

The  Clerk  presented  a report  from  the 
Clerical  Department  for  the  month  of 
March,  1893. 

The  same  was  read,  and  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  Ole. 

The  following  is 

THE  REPORT: 

“Chicago,  April  T2,  1893. 
To  ihe  Honorab'e  the  Board  of  Trustees 
of  the  S v)Ut  try  District  of  Chicago : 
.Gentlemen — I have  the  honor  to  here- 
with report  that  the  total  amount  ex- 
pended on  account  of  and  charged  to  the 
Clerical  Department  during  the  month  of 


March  was  $796.11,  divided  as  fol 
lows: 


Salaries $ 678  33 

Stationery 108.28 

General  expenses 9.50 


Total S 796.11 


There  are  no  outstanding  liabilities,  and 
the  expenses  for  the  present  month  will, 
from  present  indications,  be  about  $750, 
The  total  amount  expended  and 
charged  to  the  General  Account  during 
the  month  of  March  was  $2,707.22, 
divided  as  follows: 


Salaries §2.533.33 

Printing  and  Stationery 82.72 

J am  tor  service 80  00 

General  expenses 11.17 


Total $2,707.22 


There  are  no  outstanding  liabilities 
against  the  General  Account,  and  the 
expenses  for  the  present  month  will  be 
under  $3,500. 

Respectfully  submitted, 

(Signed)  Thos.  F.  Judge, 

Clerk.” 

MONTHLY  REPORT  FROM  ENGINEERING 

department. 

The  Clerk  presented  a report  (with 
three  (3)  enclosures)  from  the  Engineer- 
ing Department,  for  the  month  of  March, 
1893;  and  the  same  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
weck, moved  that  the  report,  with  en- 
closures, be  ordered  printed  and  referred 
to  the  Joint  Committtee  on  Engineering 
and  Finance. 

The  motion  prevailed  unanimously,  and 
the  report  was  so  referred. 

The  following  is 

THE  REPORT,  WITH  ENCLOSURES: 

“Chicago,  April  12. 1893. 

To  the  Honorable  the  Board  of  Trustee# 

Of  the  S Lnitary  District  of  Chicigo: 

Gentlemen— I herewith  transmit  the 
reports  of  Divisions  1,  2 and  8,  showing 
the  detailed  operations  of  the  Engineer- 
ing Department  for  the  month  of  March 
alfto  a classified  statement  of  expenses 
in  the  usual  form. 

Expenses  for  the  month  of  March  were 


as  follows  : 

Contractors  ‘ estimates $32,095. 47 

Payrolls 9,708.71 

Material,  etc 1.669.78 


Total $43,533.96 
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I estimate  that  the  expenses  of  the  De- 
partment for  the  month  of  April,  includ- 
ing contractors’  estimates,  will  be  $55,000. 

In  the  report  of  the  Assistant  Chief  En- 
gineer will  be  found  a tabulated  state- 
ment of  the  amount  of  work  done  on 
Sections  1 to  14  inclusive,  to  April  1,  as 
compared  with  that  which  should  have 
been  done  to  comply  with  the  provisions 
of  the  contracts.  From  this  it  will  be 
seen  that  the  work  at  this  date  is  much 
behind  contract  requirements,  though 
this  in  itself,  owing  to  the  severe  winter 
and  the  spring  floods,  and  the  necessary 
delays  in  procuring  sufficient  plants  for 
carrying  on  the  work,  would  not  be  a 
matter  of  serious  moment,  provided  there 
was  an  evidence  that  such  plants  were 
under  construction  and  could  be  put  to 
work  within  a reasonable  time.  This  I 
regret  to  say  is  not  apparent  for  some  of 
the  sections.  I believe  that  it  would  be 
appropriate  for  the  Board  to  take  some 
action  to  ascertain  what  provisions  are 
being  made  under  all  the  contracts  to 
provide  proper  plants  and  what  the  pros- 
pects are  for  their  being  put  to  work 
within  a reasonable  time. 

I also  desire  to  call  your  attention  to 
the  statement  of  the  Assistant  Chief  En- 
gineer, that  on  account  of  the  lack  of 
proper  help  and  the  extra  work  con- 
stantly coming  up,  the  work  of  some  of 
the  divisions  is  considerably  behind.  Two 
of  the  divisions  are  now  without  perma- 
nent heads,  the  supervision  thereof  being 
thrown  upon  engineers  in  charge  of  ad- 
jacent divisions,  where  their  whole  time 
and  energy  is  required.  This  arises 
from  the  fact  that  two  of  the  assistant' 
engineers,  whose  names  were  submitted 
to  the  Board  on  March  8 for  confirma- 
tion under  the  new’  rules  of  the  Board, 
have  been  suspended  pending  action  of 
the  Board  in  their  cases.  I would  re- 
spectfully call  your  attention  to  the  fact 
that  it  is  desirable,  for  the  interest  of  the 
service,  that  this  matter  be  disposed  of  at 
an  early  date. 

Respectfully  submitted, 

(Signed)  Benezette  Williams, 
Chief  Engineer .” 

( Three  (3)  enclosures). 


‘•Chicago,  April  11,  1893. 

Mr.  Benezette  Williams , Chief  Engineer: 

Dear  Sir — I submit  the  following  re- 
port for  Division  one  for  the  month  of 
March: 


Pay  roll $ 4,803.50 

Pay  roll,  Sag  building. 58.80 

Contractor's  estimates 32,095.47 


Total §36,957.77 


The  pay  roll  for  April  may  be  increased 
$500.  and  contractors’  estimates  about 
one-half. 

There  has  been  but  little  field  work 
done  during  the  month,  except  the  semi- 
monthly estimates,  on  account  of  high 
water. 

A large  portion  of  the  labor  of  the  di- 
vision parties  has  been  copying  and 
checking  cross-section  notes.  On  ac- 
count of  the  lack  of  proper  help  and  the 
extra  work  constantly  coming  up,  the 
work  of  some  of  the  divisions  is  consid- 
erably behind. 

In  addition  to  the  usual  tables,  there 
is  one  made  up  on  a dollar  basis,  show- 
ing the  total  amount  of  work  done  to 
April  1 — the  rate  per  month  and  the 
amount  behind  on  contracts,  etc. 

Amount  of  work  done  to  April  1 on 
the  different  sections  is  as  follows: 


CUBIC 

YARDS. 

Sections. 

Glacial  > 

Solid 

Drift. 

Rock. 

1,  Main  Channel 

1 000 

2,  Main  Channel 

24,800 

2,  River  Diversion 

26,600 

3,  Main  Channel 

43.600 

4,  Main  Channel 

31,500 

5,  Mam  Channel 

25.000 

6,  Main  Channel 

23  500 

7,  Main  Channel 

18  200 

7,  River  Diversion 

11,800 

7,060 

8,  Main  Channel 

7,500 

1 470 

8.  River  Diveision 

47.400 

32  120 

9,  Main  Channel 

10  400 

2 860 

9,  River  Diversion 

87,700 

4.690 

10,  Main  Channel 

18  900 

4,680 

10,  River  Diversion 

27  400 

38  240 

11,  Main  Channel 

32.600 

30  080 

11,  River  Diversion. 

2 600 

4 K10 

12,  Main  Channel 

15.553 

57.600 

13,  Main  Channel 

32,  *22 

64,800 

14,  Main  Channel 

15  000 

22,800 

Totals 

453.775 

271,210 

Total  amount  of  estimates  paid  pre- 
vious to  April  1,  $268,172.64. 

Total  amount  of  material  moved  to 
April  1,  1893: 

Cubic  Yards. 

Main  Channel,  Glacial  Drift 300,275 

Main  Channel.  Solid  Rock 184,290 

River  Diversion,  Glacial  Drift. ..  153.500 
River  Diversion,  Solid  Rock 86,920 
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FORCE  REPORT— DAIRY  AVERAGE. 
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6 
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Section  14 

Section  JB 

.6 
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Section  C 
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588 

43.7 

16.1 

7.4 

2.1 

10.7 

2 

1.1 

1 

.5 

.3 

2.7 

CONDITION  OF  WORK  APRIL  1,  1893. 


I Section. 

Contractor. 

Amount  done 
to  January 
1,  1893. 

Amount  dur- 
ing January, 
1893. 

Amount  dur- 
ing Febru- 
ary, 1803. 

3 O 
o 

3 G* 

Total  amount 
done  April 
1,  1893. 

Av.  monthly 
amt.  called 
for  in  con- 
tract. 

Total  amount 
required  to 
be  done 
April  1,  1893. 

1 Amount  short 
1 as  per  con- 
1 tract,  April 
1 1,  1893. 

1 

Alfred  Harley 

| 

$ 270 

$ 270 

$ 20.867 

$ 15,650 

$ 15,380 

2 

McArthur  Bros 

$ 6 916  $4,564 

2,156 



$ 756 

14  392 

15,611 

31,223 

16,831 

3 

McArthur  Bros 

9,828 

486 

1,431 

11,745 

18.983 

75,932 

64,ls7 

4 

McArthur  Bros 

8,505 

8.505 

15,780 

47,342 

38,837 

5 

Agnew  & Co 

6,372 

378 

6,750 

12,476 

31,190 

24,44'J 

6 

Agnew  Co 

4 914 

405 

243 

783 

6,345 

14,233 

35,584 

29,239 

7 

Agnew  & Co 

8,115 

1,838 

2,550 

485 

12,988 

17.816 

44,541 

31,553 

8 

Agnew  & Co 

23,845 

7,321 

4,462 

3.752 

39,380 

22,760 

91,041 

51,661 

9 

Agnew  & Co 

14.094 

2,149 

1,061 

1,007 

18.311 

19,348 

77,392 

50,081 

10 

E.  D.  Smith  & Co 

27,830 

12,609 

5 472 

45,911 

23,291 

93,166 

47,255 

11 

Mason  & Hoge  & Co.... 

17.606 

6,300 

6,625 

7,766 

38,297 

19.395 

77,582 

39,285 

12 

Mason  & Hoge  & Co 

22,219 

7,449 

9,272 

11,412 

50.352 

18,781 

75,126 

24,774 

13 

Masoh  & Hoge  & Co.... 

21,481 

9,269 

5,232 

10,988 

66.970 

18,461 

73,846 

16,876 

14 

McCormick  Con.  Co 

18,184 

1,241 

219 

19,644 

19,846 

79,386 

59,742 

Totals.. 

$329,860 

$849,001 

$519,141 

Total  amount  required  to  be  done  April  1st $849,001 

Total  amount  done  April  1st,  1893 329,860 

Amount  short  as  per  contract  April  1st,  1893 519,141 

(Signed)  D.  C.  Dunlap, 


Assistant  Chief  Engineer .” 
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“Chicago,  April  10,  1893. 
Mr.  Benezette  Williams,  Chief  Enqineer: 

Dear  Sir — The  work  of  Division  2 for 
the  month  of  March  has  been: 

The  work  of  reducing  the  notes  per- 
taining to  floods  in  the  Illinois  River 
Valley  was  continued. 

Work  was  done,  as  time  permitted,  on 
reduction  of  field  notes  pertaining  to 
survey  of  head  waters  of  North  Branch 
ot  Chicago  River. 

The  survey  of  street  lines  adjacent  to 
the  South  Branch  of  the  Chicago  River 
was  continued. 

Flood  measurements  were  successfully 
and  satisfactorily  made  in  the  Desplaines 
River  at  Desplaines  and  in  the  North 
Branch  just  below  Morton.  The  reduc- 
tion of  the  field  notes  was  undertaken 
and  nearly  completed. 

A plat  showing  the  overflowed  area 
between  Bridgeport  and  Joliet  was  com- 
pleted. 

Some  work  wa3  done  pertaining  to  the 
preparation  of  official  plans  of  Main  and 
Diversion  Channels. 

Miscellaneous  work  pertaining  to  con- 
struction, maintenance  of  river  gauges, 
flood  data  an<>  reports  and  hydraulic 
calculations  of  general  character  was 
done. 

Very  respectfully, 

(Signed)  Thos.  T.  Johnston, 

First  Principal  Assistant  Engineer. ” 


•‘Chicago,  April  8,  1893. 
Mr.  Benezette  Williams , Chief  Engineer: 

Dear  Sik— The  report  of  Division  3 
for  the  month  of  March  1893  is  as  follows: 

The  platting  of  the  two  topographical 
maps  of  the  Sanitary  District  and  adja- 
cent territory  was  continued  without 
any  interruption.  Copied  of  plats  for 
use  in  preparing  these  maps  weie  made 
m Will  County,  111.,  and  Lake  County, 
Ind.  In  DuPage  County 'the  copies  of 
the  records  were  finished. 

The  inking  of  the  Chicago  River  Sur- 
vey and  sewerage  maps  was  continued. 

Copies  were  made  for  hektograph 
prints  of  the  corrected  map  and  profile 
of  the  Main  Drainage  Channel,  and  of 
various  discharge  curves  and  measure- 
ments in  the  Chicago  and  Illinois  Rivers. 

The  work  of  locating  section  corners 
was  continued  north  from  Lockport. 


During  April  work  will  be  continued 
on  the  corrected  map  and  profiles  of  the 
Main  Drainage  Channel,  the  topographi- 
cal and  Chicago  River  survey  maps,  and 
on  the  location  of  section  corners  north 
of  Romeo. 

Very  respectfully, 

(Signed)  Edgar  Williams, 

Second  Principal  Assistant  Engineer .” 

MONTHLY  REPORT  FROM  LAW  DEPART- 
MENT. 

The  Clerk  presented  a report  from  the 
Law  Department  for  the  month  of  March, 
1893. 

The  same  was  read,  and  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file 

The  following  is 

the  report: 

‘Chicago,  April  12,  1893. 

To  the  Honorable  the  Board  of  Trustees 
of  the. Sanitary  District  of  Chicago: 

Gentlemen — I herewith  submit  a re- 
port of  the  total  amount  paid  out  on 
account  of  the  Law  Department,  during 
the  month  of  March,  1893,  classified  as 
follows: 

Salaries. 

Attorneys 81.425  00 

Right  of  way  foice 010  07 

Office  torce 245  60 

82,287  17 

Expenditures. 

Right  of  way $ 529  70 

Court  costs 2,541  25 

Legal  services 5 200  00 

Stationery 51  08 

Sundries 62  77 

$8,374  86 

Land  Account. 

Right  of  way 8162.749  50 

Total .8173  411  53 

I do  not  know  of  any  reason  why  the 
current  expenses  for  the  present,  month 
should  differ  greatly  from  those  of  March. 
The  amount  paid  out  for  lan'd  will  prob- 
ably be  quite  large,  as  several  large  set- 
tlements are  about  to  be  made. 

The  motion  for  a new  trial  m the  Cook- 
Yore  case  has  been  argued  and  over- 
ruled; and  under  the  order  of  this  Board, 
passed  last  week,  an  appeal  prayed  on 
behalf  of  the  District.  A motion  for  a 
new  trial  in  ihe  Burke- Ames  case  has  been 
argued  and  overruled.  Mr.  Ames  has 
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settled  for  his  judgment  and  we  now 
have  possession  of  the  land.  In  the 
Burke  case  the  defendants  have  given 
notice  of  an  appeal  to  the  Supreme  Court. 
Since  the  last  report  about  250  acres  have 
been  obtained  by  purchase,  near  Summit. 
All  the  lands  between  Summit  and  Wil- 
low Springs  have  now  been  settled  for, 
except  about  55  acre3. 

The  appeal  in  the  case  of  the  Sanitary 
District  vs.  Piper,  Cullerton  etal.,  which 
was  ordered  by  the  Board  at  its  meeting 
of  December  14, 1893,  has  been  perfected, 
and  printed  arguments  and  briefs  filed  in 
the  Supreme  Court  on  behalf  of  all  the 
parties,  during  the  month  of  March. 

The , case  of  the  Sanitary  District  vs. 
Tedens,  et  al,  which  wds  tried  in  DuPage 
County  in  August,  1892,  was  appealed  by 
three  of  the  defendants  to  the  March 
term,  1893,  of  the  Supreme  Court.  The 
case  was  continued  on  motion  of  the 
Sanitary  District  to  the  October  term, 
1893,  beacuse  of  the  imperfect  transcript 
of  record  prepared  by  the  defendants 
who  appealed  the  case. 

All  the  right  of  way  needed  by  the' 
District  between  Summit  and  the  lower 
end  of  contract  section  14.  near  Lock- 
port,  except  about  140  acres,  has  been 
obtained;' the  few  scattering  pieces,  re- 
maining will  be  procured  very  shortly 
by  condemnation,  if  settlement  is  not 
made. 

Respectfully  submitted, 

(Signed)  Orrin  N.  Carter, 

Attorney.” 

OVERFLOWED  LANDS  IN  ILLINOIS  VAL- 
LEY. 

Mr.  Kelly,  Chairman,  presented  a re- 
port from  the  Committee  on  Judiciary, 
with  reference  to  the  order  directing  the 
Chief  Engineer  to  present  a report  on 
lands  and  property  in  the  Illinois  Valley 
•injuriously  affected-by  the  works  of  the 
District,  presented  and  referred  to  that 
Committee  at  the  meeting  held  March 
29,  1893,  (page  1133  of  the  Proceedings); 
and  the  report'was  read. 

Mr.  Boldenweck,  seconded’ by  Mr.  Alt- 
peter,  moved  that  the  report  be  adopted, 
ordered  prihted  and  placed  on  file. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell  and 
Wenter— eight  (8).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file. 


The  following  is 

THE  REPORT: 

“Chicago,  April  12,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen  — Your  Committee,  to 
whom  was  referred  the  order  of  March 
29,  1893,  directing  the  Chief  Engineer,  as 
soon  as  practicable,  to  report  what  lands 
and  property  in  the  Illinois  river  valley 
will  be  injuriously  affected  by  the  con- 
struction and  operation  of  the  works 
of  this  district,  and  the  character  and 
extent  of  the  injury,  to  the  end  that  the 
compensation  therefor  be  fixed  by  con- 
demnation proceedings,  have  had  the 
same  under  consideration  and  report  as 
follows: 

We  find  that  the  Chief  Engineer,  in  a 
communication  to  this  Board  June  29, 
1892,  asked  for  authority  to  employ  a 
force  of  men  to  collect  data  upon  the 
May  floods  in  the  Illinois  river  valley, 
noting  the  height  of  the  water  and  ap- 
proximate areas  of  land  overflowed  along 
the  river  from  Joliet  to  its  mouth,  that 
authority  to  make  such  investigation  was 
granted' July  27, 1892,  and  a force  of  men 
was  accordingly  employed  in  that  work 
several  months  under  the  charge  of  As- 
sistant Engineer  E.  J.  Ward,  The  re- 
duction of  the  notes  pertaining  to  that 
flood  has  been  almost  completed,  and 
when  same  are  completely  tabulated  and 
classified,  this  Board  will  have  at  its  com- 
mand sufficient  data  to  enable  it  to  de- 
termine what  further  information,  if 
any,  may  be  needed,  and  what  action 
should  be  taken  thereon. 

Respectfully  submitted, 

(Signed)  Thomas  Kelly, 

Chairman . 
Wm.  Boldenweck, 
John  J.  Altpeter, 
Committee  on  Judiciary.” 

TIME  WHEN  ILLINOIS  VALLEY  INFORMA- 
TION WILL  BE  PRESENTED. 

Mr.  Prendergast  presented  an  order, 
directing  the-Chief  Engineer  to  report  at 
the  next  meeting  when  the  information 
concerning  the  Illinois  Valley  would  be 
presented  to  the  Board;  and  the  same 
was  read. 

Mr.  Prendergast,  seconded  by  Mr. 
Boldenweck,  moved  the  adoption  of  the 
order. 

The  motion  prevailed  unanimously  and 
the  Chief  Engineer  was  instructed  in  ac- 
cordance with  the  order. 
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April  12,] 

The  following  ia 

THE  ORDER: 

“ Ordered , that  the  Chief  Engineer  be 
and  he  is  hereby  directed  to  report  at  the 
next  meeting  of  the  Board  the  time 
when  he  will  submit  to  the  Board  the  in- 
formation with  reference  to  the  lands  in 
the  Illinois  Valley.” 

PURCHASE  OF  THE  “m’CONNELL,  DOUD 
AND  MURPHY  LANDS.” 

Mr.  Eckhart,  Chairman,  presented  a 
report  from  the  Joint  Committee  on  Fi- 
nance and  Engineering,  recommending 
the  purchase  of  right  of  way  lands  in 
Cook  Countv,  owned  by  the  estate  of 
George  McConnell,  deceased,  and  by 
Patrick  and  Edward  Doud  and  Sarah 
Murphy,  and  authorizing  and  directing 
the  Clerk  to  pay  for  said  lands  on  the 
voucher  of  the  Attorney,  as  provided  in 
the  report;  and  the  report  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
weck.  moved  that  the  report  be  adopted, 
ordered  printed  and  placed  on  tile,  the 
recommendations  made  therein  concur- 
red in,  and  the  Clerk  authorized  and  di- 
rected to  pay  the  estate  of  George  Mc- 
Connell. deceased,  and  Patrick  and  Ed- 
ward Doud  and  Sarah  Murphy,  on  the 
voucher  of  the  Attorney,  for  said  lands 
as  provided  in  the  report. 

On  roll- call  the  vote  stood  : Yeas — 
Messrs.  Altpeter,  Boldenweck,  Tooley, 
Eckhart,  Kelly,  Prendergast,  Russell 
and  Wenter — eight  (8).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  the  recommendations  made  therein 
concurred  in.  and  the  Clerk  authorized 
and  directed  to  pay  the  estate  of  George 
McConnell,  deceased,  and  Patrick  and 
Edward  Doud  and  Sarah  Murphy,  on 
the  voucher  of  the  Attorney.  lor  said 
lands,  as  provided  in  the  report. 

The  following  is 

THE  REPORT: 

“Chicago,  Aprii  12. 1893. 
To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— The  Joint  Committee  on 
Finance  and  Engineering,  haye  reached 
an  agreement  with  John  McConnell, 
Benjamin  F.  McConnell  and  Abbie  M. 
McConnell,  as  executors  of  the  last  will 
and  testament  of  George  McConnell,  de- 
ceased, for  the  purchase  from  them,  for 
the  corporate  purposes  of  this  District,  of 


the  lands  hereinafter  described,  for  the 
sum  of  one  thousand.four  hundred  seven- 
teen and  fifty  one-hundredths  (§1,417.50) 
dollars. 

From  Patrick  Doud  for  the  purchase 
from  him.  for  the  corporate  purposes  of 
this  District,  of  the  lands  hereinafter  de- 
scribed,, for  the  sum  of  ' five  thousand 
five  hundred  ($5,500)  dollars. 

From  Edward  Doud  and  Sarah  Mur- 
phy for  the  purchase  from  them,  for  the 
corporate  purposes  of  this  District,  of  the 
lands  hereinafter  described,  for  the  sum 
of  five  thousand  five  hundred  ($5,500) 
dollars. 

Your  Committee  recommend  that  the 
Clerk  of  this  District  be  directed  to  pay, 
on  the  vouchers  of  the  Attorney,  to  said 
John  McConnell,  Benjamin  F.  McCon- 
nell. and  Abbie  M.  McConnell,  executors 
of  the  last  will  and  testament  of  George 
McConnell,  deceased,  the  sum  of  one 
thousand,  four  hundred  seventeen  and 
fifty  one-hundredths  ($1,417.50)  dollars 
in  full  payment  for  the  following  de- 
scribed land,  to- wit: 

That  part  of  the  south  fraction  of  the 
northwest  quarter  ( i)  of  Section  twelve 
(12)  Township  thirty-eight  (38)  North, 
Range  twelve  (12)  East  of  the  Third 
Principal  Meridian,  bounded  and  de- 
scribed as  follows: 

Beginning  at  the  center  of  said  Section 
twelve  (12)  and  running  thence  north  on 
the  east  line  of  said  south  fraction  to 
the  southerly  margin  of  the  Desplaines 
river,  thence  northerly  at  right  angles 
with  the  general  course  of  said  river 
there  to  the  center  thread  of  the  current 
of  said  river,  thence  west  and  south 
down  said  center  thread  to  its  intersec- 
tion with  a line  drawn  northwesterly 
from  the  point  of  contact  of  the  south 
line  of  said  south,  fraction  with  the 
southeasterly  margin  of  said  river  and  at 
right  angles  with  the  general  course  of 
said  river  there;  thence  southeasterly 
along  said  line  to  said  southeasterly 
margin,  thence  east  along  said  south  line 
to  the  point  of  beginning. 

Said  land  lying  and  being  situate  in  the 
County  of  Cook  and  State  of  Illinois 

To  Patrick  Doud  the  sum  of  five 
thousand  five  hundred  ($5,500)  dollars  in 
full  payment  for  the  following  described 
land,  to- wit: 

That  part  of  lot  six  (9)  of  a subdivision 
of  the  southeast  fractional  quarter  (f ) of 
Section  eleven  (11),  Township  thirty- 
eight  (38.  North,  Range  twelve  (12)  East 
of  the  Third  Principal  Meridian,  as  per 
plat  recorded  in  the  Recorder’s  office  in 
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Cook  Countv,  Illinois,  in  Book  173  of 
Maps,  page  27,  bounded  and  described  as 
follows: 

Beginning  at  the  intersection  of  a line 
drawn  from  the  northeast  corner  of  said 
southeast  fractional  quarter  (i)  to  a point 
in  the  south  line  of  baid  southeast  frac- 
tional quarter  (i)  900  feet  east  of  the 
southwest  corner  of  said  southeast  frac- 
tional quarter  (i)  with  the  north  line  of 
said  lot  six  (6)  and  running  thence  south- 
westerly on  said  first  named  line  752.70 
feet;  thence  east  on  a line  parallel  with, 
the  south  line  of  said  southeast  fractional 
quarter  (£)  to  the  westerly  margin  of  the 
Desplaines  river;  thence  easterly  at 
right  angles  with  the  general  course  of 
said  river  there  to  the  center  thread  of 
the  current  of  said  river;  thence 
northerly  up  said  center  thread  to  its 
intersection  with  a line  drawn  easterly 
from  t;  i e point  of  contact  of  the  north 
line  of  said  Lot  six  (6)  with  the  westerly 
margin  of  the  Desplaines  River  and  at 
right  angles  with  the  general  course  of 
said  river  there;  thence  westerly  on  said 
line  to  said  westerly  margin,  thence  west 
on  said  north  line  to  the  point  of  begin- 
ning, and  for  damages  to  laud  not  taken. 

To  Edward  Doud  and  Sarah  Murphy 
the  sum  of  five  thousand  five  hundred 
(So, 500)  dollars  in  full  payment  for  the 
following  described  land,  to- wit: 

That  part  of  Lot  six  (6)  of  a subdivis- 
ion of  the  southeast  fractional  quarter  (i) 
pf  Section  (11),  Township  thirty-eight 
(38)  North,  Range  twelve  (12)  East  of 
the  Third  Principal  Meridian,  as  per  plat 
recorded  in  the  Recorder’s  office  m Cook 
County,  Illinois,  in  Book  173  of  Maps, 
page  27,  bounded  and  described  as  fol- 
lows: 

Beginning  at  the  intersection  of  a line 
drawn  from  the  northeast  corner  of  said 
southeast  fractional  quarter  (£)  to  a point 
m the  south  line  of  said  southeast  frac- 
tional quarter  (i),  900  feet  east  of  the 
southwest  corner  of  said  southeast  frac- 
tional quarter  (i)  with  the  south  line  of 
said  southeast  fractional  quarter  (4),  and 
running  thence  northeasterly  along  said 
first  named  line  757.80  feet;  thence  east 
on  a line  parallel  with  the  south  line  of 
said  southeast  fractional  quarter  (£)  to 
the  westerly  margin  of  the  Desplaines 
River;  thence  easterly  at  right  angles 
with  the  general  course  of  said  river 
there  to  the  center  thread  of  the  current 
of  said  river;  thence  southwesterly  down 
said  center  thread  to  its  intersection  with 
a line  drawn  southeasterly  from  the  point 
of  contact  of  the  northwesterly  margin 
of  the  Desplaines  River  with  the  south 
line  of  said  southeast  fractional  quarter 


(i),  and  at  right  angles  with  the  general 
course  of  said  river  there,  thence  north- 
westerly along  said  line  to  said  northwest 
margin;  thence  west  along  said  south 
line  to  the  point  of  beginning,  and  for 
damages  to  land  not  taken. 

All  of  said  land  lying  and  being 
situate  in  the  County  of  Cook,  in  the 
State  of  Illinois . 

As  part  of  the  consideration  for  the  two 
last  above  described  tracts  of  land,  the 
Sanitary  District  is  to  construct  and  build 
a levee  on  €he  north  side  of  the  new  river 
channel,  to  be  constructed  by  the  Sani- 
tary District  in  Sections  D,  E and  F,  as 
set  forth  in  the  contracts  let  by  said  Sani- 
tary District  for  the  construction  of  the 
proposed  work  on  said  Sections  D,  E and 
F,  and  also  is  to  construct  and  continu- 
ously maintain  from  the  time  when 
its  main  channel  shall  have  been  com- 
pleted, such  an  outlet  or  drain  from  the 
ditch  provided  for  on  the  outside  of  said 
levee,  as  will  carry  all  the  water  from 
said  ditch  into  said  main  channel. 

The  dyke,  ditch  and  drain  already  pro- 
vided for  in  the  contract  for  the  purchase 
of  the  Prescott  land,  will  be  the  same 
dyke,  ditch  and  drain  provided  for  in 
the  purchase  of  this  land,  and  no  extra 
expense  will  be  caused  by  the  agreement 
herein  contained  as  to  the  construction 
of  the  dyke,  ditch  and  drain  in  the  pur- 
chase of  the  land  herein  described. 

Respectfully  submitted, 

(Signed)  B.-  A.  Eckhart, 

Chairman. 
Thomas  Kelly, 

Wm.  Bolden weck, 

W.  H.  Russell, 

L.  E.  Cooley, 

John  J.  Altpetee, 

Joint  Committee  on  Finance  and  En- 
gineering.” 

committee's  report  on  tail  race— 

LOCKPoRT  TO  JOLIET. 

Mr.  Cooley,  Chairman,  on  behalf  of 
the  majority  of  the  Joint  Committee  on 
Engineering  and  Finance,  presented  a 
report  from  that  committee,  accompan- 
ied by  two  supplemental  reports  from 
the  Chief  Engineer,  recommending  that 
plans  and  specifications  be  prepared  for 
the  route  as  outlined  in  Propositions 
Nos.  1 and  3 (as  amended)  of  the  Chief 
Engineer’s  report,  presented  and  re- 
ferred to  that  committee  at  the  meeting 
held  March  1,  1893  (page  1070  of  the  Pro- 
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ceedings);  and  the  majority  report  was 
read. 

Mr.  Cooley,  in  his  own  behalf,  pre- 
sented a minority  report,  from  the  Com- 
mittee, with  two  (2)  enclosures  the  report 
being  uncompleted. 

The  minority  report  in  part,  with  en- 
closure, was  ordered  printed,  and  by 
unanimous  consent  permission  was  given 
to  print  the  remainder  of  the  minority 
report  at  the  following  meeting. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
then  moved  that  the  majority  report  be 
adopted,  ordered  printed,  and  placed  on 
file. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell  and 
W enter— eight  (8).  Nays— None. 

(By  unanimous  consent,  Mr.  Prender- 
gast explained  his  vote  ’‘yea”  by  stating 
that  he  would  have  preferred  to  have  the 
report  provide  for  the  inviting  of  bids 
for  the  construction  of  Proposition  No.  1, 
in  its  entirety 

Mr.  Cooley  changed  his  vote  from 
‘‘nay”  to  “yea”  for  the  purpose  of  mov- 
ing a reconsideration  at  the  next  meet- 
ing.) 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the 
majority  report  adopted,  ordered  printed, 
and  placed  on  file. 

The  following  is 

the  majority  report, with  enclosures: 
Chicago,  April  12,  1893. 

To  the  Honorable  the  Board  of  Irustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — The  Joint  Committee  on 
Engineering  and  Finance  have  considered 
the  report  of  the  Chief  Engineer,  n ferred 
to  the  Committee  on  March  1,  relative  to 
the  extension  of  the  Main  Channel  below 
the  end  of  Section  14,  and  the  waste  works 
therefor,  extending.to  Dam  No.  1 in  Joliet, 
as  embodied  in  three  propositions  accom- 
panying said  report,  and  beg  leave  to 
recommend  that  a route  following  west  of 
the  wire  mills  be  adopted  to  a point  three- 
quarters  of  a mile  below  said  mills,  and 
that  plans  and  specifications  be  prepared 
for  the  work  along  said  route,  and  that  be- 
yond said  point  plans  and  specifications  be 
prepared  for  work  on  two  routes  as  out- 
lined in  Propositions  1 and  3,  as  modified 
by  the  report  of  the  Chief  Engineer,  sub- 
mitted to  the  Committee  on  April  3,  and 
that  bids  for  all  of  said  work  be  invited  by 


advertisement  to  enable  the  Board  to  deter- 
mine which  of  the  two  propositions  is  the 
cheaper  and  most  advantageous  for  all  pur- 
poses. 

The  Committee  also  recommends  that 
steps  be  taken  to  acquire  the  necessary 
right  of  way  to  a point  one-eighth  of  a mile 
below  the  middle  of  Section  28,  Township 
86  north,  Range  10  East  of  the  Third  Prin- 
cipal Meridian,  and  that  careful  estimates 
be  made  of  the  cost  of  right  of  way  on  the 
two  routes  below  the  point  named. - 

The  work  as  planned  is  intended  to  be 
complete  and  final,  requiring  no  further  ex- 
penditure on  thej>art  of  the  Sanitary  Dis- 
trict throughout  this  reach,  to  provide  for 
the  combined  discharge  of  the  Desplaines 
River  and  the  Main  Channel.  From  the 
evidence  submitted  and  the  various  state- 
ments made  to  the  Committee,  We  believe 
that  by  the  adoption  of  a doubtful  make- 
shift for  regulating  works,  by  lim- 
iting the  discharge  to  the  Main 
Channel,  and  the  capacity  of  the 
waste  works  to  300,000  cubic  feet  per  min- 
ute, and  by  restricting  the  right  of  way  to 
just  enough  to  serve  a temporary  purpose, 
the  present  cost  of  this  work  might  be  re- 
duced to  a sum  less  than  the  estimates  of 
the  Chief  Engineer.  The  work  done  on 
such  a scheme,  however,  would  serve  only 
a temporary  purpose,  and  the  expenditure 
incurred  thereon  would  ultimately  be 
thrown  away.  But  what  is  of  more  import- 
ance,  the  total  expenditure  of  the  District 
which  must  be  made  prior  to  putting  the 
Main  Channel  into  operation  with  a supply 
of  300,000  cubic  feet  of  water  per  minute 
from  the  lake,  would  probably  be  much  in- 
creased. It  is  undisputed  that  the  Des- 
plaines River  flood  waters  must  be  con- 
trolled, and  excluded  from  the  Chicago 
River,  if  the  city  is  to  realize  that  sanitary 
relief  which  it  wili  have  a right  to  expect 
after  the  expenditure  of  so  large  a sum  as 
the  Main  Channel  will  cost.  There  are 
but  two  feasable  ways  of  accomplishing 
this;  one  is  to  build  the  Skokie  cut-off  to  turn 
a part  of  these  floods  to  the  lake,  the  re- 
maining portion  being  carried  down  the 
valley  below  Summit;  and  the  other  is  to 
utilize  the  Main  Drainage  Channel  and  the 
bed  of  the  Desplaines  River  to  convey  all 
the  flood  discharge  of  that  river  down  the 
valley  in  the  manner  suggested  as  possible 
by  the  Chief  Engineer  in  his  report  of  June 
7ih,  1892. 
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Pursuant  to  this  suggestion,  one  of  the 
reasons  advanced  by  several  members  of 
the  Board  for  providing  a 600.000  cubic  feet 
channel  between  Summit  anti  Willow 
Springs  (see  proceedings  of  the  Board  of 
of  November  9, 1892,  page  863),  was  that  the 
expense  of  the  Skokie  cut-off  might  be  thus 
saved.  To  this  proposition,  now  that  it 
has  been  finally  decided  to  make  this  por- 
tion of  the  channel  full  size,  your  Commit- 
tee heartily  agrees,  and  it  believes  that  it 
would  now  be  a short  sighted  policy  to 
adopt  a plan  at  Lockport  which  will  render 
the  Skokie  cut-off  an  absolute  necessity, 
the  expense  of  which  would  have  to  be  met 
before  the  Main  Channel  could  be  put 
into  operation.  We  consider  that  there  is 
much  force  in  the  contention  that  economy 
dictates  the  line  west  of  the  wire  mills,  at 
least  to  a point  three-quarters  of  a mile  be- 
low said  mills,  to  avoid  all  property,  rail- 
road and  water-power  complication,  which 
will  surely  arise  if  we  attempt  to  pass  east 
of  them. 

We  believe  also,  that  so  far  as  may  be, 
that  route  should  be  followed  which  ren- 
ders the  utilization  of  water-power  the 
easiest,  and  will  contribute  the  most  to,  and 
interfere  the  least  with  the  creation  of  a 
navigable  channel  from  the  end  of  the 
Main  Channel  through  Joliet,  and  that  will 
interfere  the  least  with  any  railroad  and 
commercial  interests  of  the  valley.  In  the 
opinion  of  the  majority  of  your  Committee, 
the  route  west  of  the  wire  mills  to  a point 
above  designated,  the  best  complies  with 
these  requirements,  and  we  hence  recom- 
mend it  for  your  adoption  subject  to  the 
limiiations  hereinbefore  specified. 

We  transmit  herewith  two  reports  made 
to  the  Committee  by  the  Chief  Engineer, 
one  dated  March  23,  and  the  other  dated 
April  8,  which  are  supplementary  of  his 
main  report,  and  which  we  recommend  be 
spread  on  the  minutes. 

Respectfully  submitted, 

(Signed)  B.  A.  Eckhart, 

Wm.  Boi.denweck, 
Thos.  Kelly, 

W.  H.  Russell. 

John  J.  Altpeter, 

joimt  Committee  on  Engineering  and 

Finance.” 


EXHIBIT  A. 

“To  the  Joint  Committee  on  Engineering 

and  Finance: 

Gentlemen— The  questions  that  were 
raised  at  a meeting  of  the  committee  held 
on  the  9th,  and  the  criticisms  that  at  sundry 
other  times  have  found  expression,  regard- 
ing the  three  propositions  for  the  extension 
of  the  Main  Channel  and  the  construction 
of  waste  works  between  the  lower  end  of 
Section  14  and  Dam  No.  1,  submitted  to  the 
Board  on  March  1st  and  referred  to  the 
Joint  Committee  on  Engineering  and  Fi- 
nance for  consideration.  I believe  entitle 
me  by  all  parlimentary  usage  to  the  priv- 
ilege of  your  attention  to  the  following 
explanation: 

The  General  Character  of  the  Work  is 
objected  to  because,  instead  of  the  plans 
proposed,  the  water  might  be  let  out  of  the 
Main.  Channel  uncontrolled,  except  by 
natural  barriers,  and  allowed  to  follow  the 
Desplaines  River  with  little,  if  any,  re- 
straint. 

Before  dealing  specifically  with  questions 
thereby  raised  1 beg  to  call  your  attention 
to  the  order  directing  the  report  under  con- 
sideration. 

The  following  is  from  the  Proceedings  of 
November  23, 1892,  page  917: 

“ Surveys  and  Investigations  on  Ques- 
tions 1 and  4.  Mr.  Altpeter  presented  an 
order  directing  the  Chief  Engineer  to  make 
surveys,  investigations,  etc.,  with  reference 
to  questions  1 and  4 of  the  President’s 
message  of  November  16,  1892,  and  the 
same  was  read . 

Mr.  Altpeter,  seconded  by  Mr.  Bolden- 
week,  moved  the  adoption  of  the  order. 

Upon  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Eckhart, 
Kelly,  Russell  and  Wenter— six  (6).  Ex- 
cused and  not  voting— Mr.  Cooley— one  (1). 
Nays— None. 

Upon  which  result  the  President  declared 
the  motion  carried  and  the  Chief  Engineer 
instructed  in  accordance  with  the  order. 

The  following  is  the  order: 

“ Ordered , That  the  Chief  Engineer  be 
instructed  to  make  all  needed  surveys  and 
investigations,  including  property  values, 
and  to  prepare  all  necessary  maps,  plans, 
etc.,  and  arrange  all  data  needed  for  the 
full  consideration  of  questions  1 and  4, 
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which  are  to  be  submitted  to  a Board  of 
Engineers,  in  accordance  with  the  message 
of  the  President  of  November  16th  namely: 

“1.  The  disposal  of  flood.waters  from  all 
drainage  areas  which  materiaily  modify  or 
affect  the  sanitary  condition  of  the  Dis- 
trict. 

4.  The  works  and  treatment  needed  be- 
tween the  lower  end  of  Section  H,  above 
Loekport  and  Lake  Joliet,  to  properly  dis- 
pose of  the  water  brought  down  by  the 
Main  channel,  in  addition  to  the  flood 
waters;  said  works  being  considered  with 
reference  to  the  ultimate  necessity  of  the 
general  government  constructing  a navi- 
gable channel  throughout  this  reach,  con- 
necting with  the  Main  Channel  of  the  San- 
itary District,  and  to  any  incidental  com- 
mercial advantages  which  the  situation 
presents.” 

On  the  failure  of  the  proposition  to  ap- 
point an  advisory  board  of  engineers,  this 
order  together  with  the  action  of  the  Board 
upon  the  President’s  report  of  November 
16  (page  872  of  Proceedings),  remained  as 
my  authority  for  the  report  of  March  1. 

I submit  that  this  authority  is  explicit  in 
rendering  it  incumbent  upon  your  Engineer 
to  present  a full  and  complete  plan 
for  this  work,  having  in  view  such  in- 
cidental commercial  and  navigable  advan- 
tages as  the  situation  presents,  and  not  a 
mere  make-shift. 

The  specific  objection  made,  that  in  fol- 
lowing this  order,  we  are  ‘'‘prejudicing  the 
future,”  loses  all  its  force  when  we  remem- 
ber that  if  the  work  done  by  the  Sanitary 
District  be  not  along  lines  that  are  to  be 
permanent,  the  District  will  not  only  pre- 
judice its  own  future  interests,  hut  it  will 
prejudice  all  public  and  private  interests  of 
the  Valley  including  the  navigable  interest 
of  the  State  and  general  government 

The  work  that  the  Sanitary  District  does, 
even  though  it  be  a make-shift,  will  form 
the  nucleus  around  which  wiil  cluster  man- 
ufactories, and  it  will  guide  and  control 
the  permanent  improvements  of  railroads, 
particularly  those  of  the  Chicago,  Santa  Fe 
& California  Railway;  so  that,  unless  the 
right  territory  is  occupied  now,  a situation 
will  be  created  rendering  the  proper  treat- 
ment of  this  question  well  nigh  impossible. 

The  danger  is  not  in  '‘prejudicing  the  fu- 
ture." but  m having  the  future  prejudice 
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public  interests  beyond  the  hope  of  redemp- 
tion. 

The  suggestion  that  the  regulating  work» 
at  the  end  of  the  Main  Channel  may  be  dis- 
pensed with,  during  the  time  that  a 300,000 
cubic  feet  channel  is  in  use  from  Chicago  to 
Summit,  and  the  Chicago  River  is  exclu- 
sively relied  upon  to  supply  it,  is  impractic- 
able unless  they  are  built  somewhere  -else, 
for  the  reason  that  if  we  should  succeed  in 
getting  300,000  cubic  feet  per  minute 
through  the  South  Branch  of  the  river,  it 
will  only  be  by  a number  of  changes  io 
bridges,  and  by  deepening  and  perhaps 
widening  the  river  in  places,  and  by  creat- 
ing the  maximum  allowable  velocity  in  the 
river.  Let  us  suppose  this  accomplished, 
with  low  water  in  the  lake,  and  the  lower 
end  of  the  Main  Channel  excavated  to  just 
the  proper  place  to  allow  800,000  cubic  feet 
to  escape  and  to  maintain  the  requisite 
slope  In  the  Chicago  River,  and  the  surface 
of  the  lake  rises  four  or  perhaps  five  feet, 
there  would  then  be  thrown  into  the  Chi- 
cago River,  and  the  channel  between  Chi- 
cago and  Summit  4 or  5 feet  of  extra  slope, 
except  a small  amount  used  at  the  regulat- 
ing works,  and  in  the  Main  Channel  below 
Summit,  thereby  increasing  the  velocity  in 
the  river  from  60  to  80  per  cent  and  the  dis- 
charge still  more.  This  would  be  ruinous 
to  the  interests  of  navigation  in  the  tortu- 
ous and  narrow  Chicago  River. 

There  are  constructive  reasons  why  it* 
will  not  be  advantageous  to  defer  the  con- 
struction of  these  works  after  the  channel 
/is  put  into  operation,  into  which  1 will  not 
enter. 

It  is  enough  to  say  that  to  build  a. 
$20,000,000  channel,  and  to  leave  It  without 
control,  in  order  to  defer  for  a few  years, 
an  outlay  of  perhaps  one-half  of  one  per 
cent  of  its  cost,  would  be  on  a par  with 
building  the  Chicago  water  supply  system, 
with  it3  net  work  of  pipes  and  tunnels  and 
leaving  it  without  stop  gates.  Again  it 
should  be  remembered  that  this  is  a ques- 
wholly  by  itself,  and  has  no  possible  bear- 
ing upon  determining  the  proper  course  to 
pursue  with  the  waste  channel  below  the 
regulating  works. 

Objections  were  made  to  carryipg  the 
Main  Channel  to  Station  1529,  near  to  the 
Loekport  road,  as  being  more  expensive 
than  stopping  it  farther  up.  This  is  true 
if  we  consider  only  the  work  which  the 
Sanitary  District  is  to  ^o,  but  just  bow 
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much  saving  may  be  made  by  such  a 
change  cannot  be  told  until  the  Regulating 
Works  are  fully  designed.  It  is  likely  to 
be  less  than  $100,000.  By  cutting  the  Main 
Channel  short  we  increase  the  expense  of 
the  waste  channel,  which  must  be  exca- 
vated if  carried  above  the  point  shown,  and 
we  increase  the  expense  of  the  basin  at  the 
end  of  the  Main  Channel,  and  the  expense 
of  the  Regulating  Works.  No  saving  can 
be  effected,  however,  by  such  change  on 
the  work  as  whole.  If  the  excavation  on 
the  continuation  of  the  Main  Channel  is 
also  considered  the  location  of  the  Regu- 
lating Works  shown  on  the  plans  is  the 
cheaper  and  more  advantageous.  It  was 
intended  when  these  works  were  located 
to  make  this  excavation,  but  in  abandon- 
ing the  idea,  the  present  advantage  to  be 
derived  in  a higher  location  was  over- 
looked. This  is  a mere  matter  of  detail, 
however,  which  there  is  no  pretense  of 
having  fully  developed,  and  which  has  no 
possible  bearing  upon  the  merits  of  the 
plans  for  waste  works  in  which  all  the 
difference  between  the  various  propositions 
lie,  except  as  it  increases  the  cost  of  Pro- 
position 2 (the  one  that  passes  east  ot  zhe 
Wire  Mills),  relatively  more  than  the 
others. 

It  is  claimed  for  Proposition  2 that  the 
water  might  be  made  to  follow  thp  river 
below  the  Wire  Mills  by  confining  it  by 
two  parallel  banks  a few  hundred  feet 
apart,  thereby  saving  right  of  way  and 
making  a more  desiraole  disposition  of  it 
than  by  allowing  it  to  spread  over  so  great 
an  area.  This  is  true,  but  as  it  would  com- 
pel the  abandonment  of  parts  of  the  river 
on  the  east  side  of  the  valley  in  order  to 
provide  for  lateral  drainage,  and  involves 
a considerable  amount  of  excavation 
and  two  water-tight  embankments,  proba- 
bly walled  to  prevent  erosion,  it  would 
materially  increase  the  cost  of  the  work, 

Above  the  Wire  Mills  on  the  other  hand, 
with  proposition  2,  where  the  water  would, 
if  unrestrained,  flood  railway  tracks  and 
water  power  improvements,  it  is  urged  that 
it  should  be  allowed  free  swing.  But  for 
the  condemnation  of  the  work  above  the 
Mills,  where  it  seemed  absolutely  necessary 
to  avoid  a make-sliift,  the  condemnation 
of  the  proposed  make-shift  below  the 
Mills  would  bring  unalloyed  gratification. 

It  may  be  said  in  reference  to  the  lower 
part  of  both  propositions  2 and  H,  that  I 


have  never  regarded,  nor  do  1 now  regard 
the  plan  estimated  upon  as  one  that  is 
worthy  of  any  consideration,  or  that  should 
in  any  event  be  carried  out;  it  would  be  a 
disgrace  to  'the  Sanitary  District.  It  is 
only  put  forward  to  be  used  in  comparison 
with  proposition  1,  because  it  seemed  the 
cheapest  treatment,  and  would  give  the 
least  color  to  adverse  criticism  regarding 
relative  expense,  and  because  the  tenor  of 
all  criticisms  now  and  in  the  past  has  been 
that,  without  regard  to  consequences,  the 
cheapest  thing  should  be  done  and  the 
water  allowed  absolute  freedom  in  the 
choice  of  its  route  down  the  slope. 

Proposition  2, 1 regard  as  the  cheapest 
practicable  plan  for  waste  works  on  a route 
east  of  the  Wire  Mills,  that  in  any  degree 
fills  the  requirements  of  the  order  under 
which  I am  working.  It  is  nevertheless 
unworthy  of  consideration  in  view  of 
other  alternatives. 

I also  fully  agreed  with  the  idea  that  the 
water  should  be  restrained  for  a part  of  the 
way  on  the  west  side  of  the  waste  channel 
for  prop68ition  1,  and  as  it  will  cost  not  to 
exceed  848,000  to  do  it,  I consider  it 
money  well  spent. 

It  is  objected  chat  the  retaining  embank- 
ments proposed  are  unsafe,  and  the  report 
of  Capt.  W.  L.  Marshall,  “On  survey  of 
water  way  from  Lake  Michigan  to  the 
Illinois  river  at  La  Salle,”  is  referred  to  as 
evidence  of  this.  An  examination  of  that 
report  (page  48)  shows  that  the  proposed 
embankment  which  was  not  recommended 
because  it  was  considered  less  safe  than 
another  plan,  was  wholly  different  from 
the  one  described  in  my  report.  The 
former  embankment  was  to  be  made  of 
earth  and  was  to  have  its  top  2 feet  above 
the  water  line;  it  was  to  be  12  feet  on  top 
with  slopes  of  \XA  to  1,  tl*e  water  side  to  be 
covered  with  riprap  two  feet  thick.  No 
provision  was  made  for  a water  tight  joint 
where  it  joined  the  rock. 

I propose  a bank  from  4 to  5 feet  higher 
than  the  water  line,  24  feet  wide  on  top, 
with  the  natural  slope  of  broken  rock, 
assumed  at  VA  to  one,  with  an  earth  core 
and  a concrete  rib  2 feet  square  in  sections 
to  render  it  water  tight.  Its  maximum 
height  is  25  feet  and  its  average  about  21 
feet.  Its  total  range  being  15  to  26  feet, 
instead  of  35  to  40  feet.  The  greatest  depth 
of  water  supported  by  the  bank  at  any 
place  is  18  feet.  The  sides  are  to  be  made 


April  12,) 


—1156— 


[1893. 


of  rock  to  the  extent  of  about  two  thirds  of 
its  volume.  For  the  mam  portion  of  the 
bank,  the  rock  and  earth  is  to  be  built  up 
simultaneously  in  layers,  the  finer  portions 
of  the  rock  and  earth  to  intermingle  on 
each  side  of  the  earth  core  proper,  the 
mass  gradually  growing  coarser  toward 
the  sides,  the  whole  to  be  well  consolidated 
in  buWdiog.  The  top  to  be  leveled  with 
small  broken  stone  forming  an  even  sur- 
face. These  details  as  to  dimensions,  etc., 
are  of  course  subject  to  variations  on 
farther  study  and  investigation  of  the  sub- 
ject. The  accompanying  plan  exhibits  two 
banks,  one  constructed  in  the  manner  de- 
scribed, but  not  recommended  by  Captain 
Marshall,  the  other  as  proposed  by  me  for 
the  purpose  of  the  estimates.  Such  an 
embankment  cannot  be  destroyed  except 
by  water  pouring  over  its  top;  and  being 
composed  to  such  an  extent  of  large  masses 
of  stone  its  destruction  would  be  very 
slow  even  under  such  conditions.  In- 
deed if  the  surface  is  properly  leveled 
with  fine  stone  and  consolidated 
so  as  to  form,  and  be  ured  as  a roadway, 
with  fairly  large  coping  stones  on  each 
edge,  water  could  run  over  the  bank  a foot 
or  two  deep  for  many  hours,  and  perhaps 
days,  without  damage. 

By  expending  $80,000,  the  bank  can  be 
made  two  feet  hither  throughout  its  whole 
length,  and  a spilway  800  feet  long  pro- 
vided adjacent  to  the  site  of  the  sluice  gates 
at  Station  1620,  xwhich  will  secure  absolute 
immunity  from  overflowing.  Or  auto- 
matic gates  can  be  made  at  the  same  place, 
which  will  yield  when  the  water  exceeds 
a given  height,  thereby  accomplishing  the 
same  end. 

Loose  rock  dams,  and  loose  rock  and 
earth  dams,  are  largely  used  and  have 
given  excellent  satisfaction.  They  are 
considered  safer  than  earth  dams,  because 
if  constructed  with  sufficient  base  and  on  a 
foundation  that  cannot  erode  by  the  per- 
colation of  water,  they  do  not  fail  from  the 
causes  that  sometimes  destroy  earth  dams. 
When  founded  on  rock,  as  in  this  case, 
leakage  does  not  jeopardize  them  in  the 
least.  Dams  have  been  successfully  built 
entirely  of  loose  rock,  with  no  earth,  when 
there  situation  was  such  that  some  leakage 
is  unobjectionable,  and  it  is  said  that  their 
tendency  is  to  become  better  with  age. 

On  the  accompanying  sketch  is  a section 
of  an  earth  and  loose  rock  dam  in  use 


across  the  Boise  River.  Idaho,  built  by  the 
Idaho  Mining  and  Irrigation  Company, 
and  also  one  wholly  made  of  loose  reck 
and  faced  with  plank  built  across  the 
Hassayampa  River  near  Prescott,  Arizona, 
and  known  as  the  Walnut  Grove  Dam. 
This  latter  one  failed,  not  because  of  any 
fault  of  the  design,  but  because  of  an  in- 
sufficient waste  way,  and  because  a small 
portion  of  the  dam  rested  upon  from  5 to 
12  feet  in  depth  of  loose  earth  and  gravel 
instead  of  rock  exclusively.  It  will  be 
noticed  that  it  was  relatively  very  tall  com- 
pared to  its  base,  viz.,  110  feet  in  height 
and  138  feet  wide,  a ratio  of  l}^.  The  bank 
proposed  for  the  Sanitary  District' 
Channel  has  a proportion  of  22  feet  in 
height  and  78  feet  in  width,  a ratio  of  more 
than  8.5.  In  addition  to  this  it  is  believed 
to  be  an  improvement  in  every  way,  and  to 
combine  all  the  good  points  of  the  dams  de- 
scribed, with  none  of  their  weaknesses  or 
defects.  But  be  its  shortcomings  what  they 
may,  it  will  afford  no  opportunity  for  a 
burrowing  animal  to  ycork,  whatever  havoc 
muskrats  may  have  committed  with  light 
earth  or  silt  banks  elsewhere. 

With  all  the  successful  dams  and  retain- 
ing embankments  in  use  throughout  the 
world,  the  condemnation  of  an  otherwise 
desirable  plan  because  an  embankment  is 
used,  would  be  at  least  surprising.  What- 
ever the  Sanitary  District  may  do,  u navi- 
gable channel  will  never  be  built  from 
Lockport  to  Joliet  without  a liberal  use  of 
embankments,  and  they  are  not  likely  to  be 
built  of  masonry  exclusively.  But  even  if 
a breach  should  occur  in  such  a bank  as 
that  proposed,  the  slowness  with  which  it 
would  yield,  the  great  length  of  the  waste 
channel  and  its  shallowness,  wholly  unlike 
an  ordinary  storage  reservoir,  combined 
with  the  large  channel  which  will  be  pro- 
vided through  Joliet,  a channel  which  will 
without  iDjury  admit  of  the  passage  of 
water  largely  in  excess  of  the  greatest 
flood  requirements,  would  render  the  dan- 
ger from  such  a break  inconsiderable,  An 
exemplification  of  the  statement  that  such 
a bank  would  resist  an,overflow  for  a long 
time  is  seen  in  the  rock  filled  dam  at  the 
wire  mills  below  Lockport,  which  care- 
lessly built  as  it  is,  withstands  the  contin- 
ued overflow  of  the  Desplaines  River  floods 
in  a surprising  manner.  In  this  connec- 
tion we  should  not  lose  sight  of  the  fact 
that  nothing  in  the  nature  of  a storage  res- 
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ervoif  is  proposed.  It  is  merely  a channel 
built  along  the  west  side  of  the  valley,  with 
an  average  -cross  section  of  about  7.000 
square  feet,  and  an  average  velocity  when 
600.00Q  cubic  feet  per  minute  is  flowing,  of 
1.45  feet  per  second. 

The  questions  raised  regarding  the  cor- 
rectness of  the  estfmates  for  this  work 
doubtless  have  had  their  oiigin  in  a misun- 
derstanding. The  estimates  of  course  are 
approximate,  but  1 am  sure  they  are  safe  to 
within  the  usual  range  of  variation,  which 
1 think  you  recognize  has  not  been  so  great 
for  the  woik  heretofore  estimated  upon 
and  contracted  for,  as  to  wholly  discredit 
what  may  now  be  put  forward.  Some 
items  will  doubtless  be  found  too  high  and 
others  too  low  but  on  the  whole  they  are 
likely  to  average  up  about  right.  1 have 
full  confidence  that,  taking  the  work  as  a 
whole  on  proposition  1 from  the  end  of 
Section  14  to  Dam  No.  1,  a bank  can  be 
built  along  the  west  side  of  the  waste  chan- 
nel to  narrow  it  up,  and  that  other  addi- 
tional expenses  can  be  incurred  if  found 
necessary,  and  still  keep  the  cost  within 
the  estimate. 

Objections  are  raised  to  the  use  of  dams 
— two  in  number— in  the  course  of  the 
waste  channel.  This  is  the  lault  of  the 
situation  and  not  of  the  Engineer. 

There  is  a descent  of  32  feet  to  make  in  a 
distance  of  22,000  leet,  or  about  1%  feet  to 
the  thousand.  It  would  be  bad  engineer- 
ing to  use  it  up  in  slope.  To  get  a channel 
of  uniform  slope,  and  walled  so  as  to  stand 
the  high  velocities  which  so  great  a slope 
would  induce,  would  .be  far  more  expensive 
than  lheplan  proposed,  and  it  would  con- 
tribute absolutely  nothing  to  navigation  or 
water  power  development. 

Then,  no  ordinary  structure  subjected  to 
such  velocities  with  so  large  a volume  year 
In  and  year  out  could  be  considered  dur- 
able. This  is  c»ne  grave  objection  to  a con- 
fined and  walled  channel  in  the  river  bed 
below'  ihe  Wiie  Mills.  My  predecessor, 
Mr.  Samuel  G.  Artingstall,  proposed  to  ac- 
complish tbisdtscent  in  the  liver  bed,  but 
with  the  use  of  dams. 

Safety  and  durability,  and  frequently 
cheapness,  in  hydraulic  works  accompany 
the  eradication  and  avoidance  of  high 
velocities.  Such  1 believe  to  be  recognized 
as  the  best  engineering  practice,  as  it  ce/- 
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tainly  is  most  in  harmony  with  scientific 
piinciples. 

There  are  a few  salient  points  that  are 
essential  to  the  avoidance  of  confusion  in 
deciding  upon  a route: 

1.  Specifications,  and  minutely  detailed 
plans,  have  not  been  worked  out  fc,r  the 
work  ia  hand.  Even  if  there  had  been 
opportunity  to  do  so,  it  would  be  a waste 
of  time  to  attempt  it  uniil  the  route  an*d 
general  treatment  shall  have  been  decided, 

2.  Whatever  the  faults  in  details,  they 
do  not  in  any  wise  affect  the  merit3  of  the 
general  plan.  Proper  details  can  be  made 
by  some  one. 

3.  To  inhibit  the  use  of  restraining  em- 
bankments is  to  condemn  the  whoie  drain- 
age scheme,  and  particularly  the  navigable 
part  of  it,  as  next  to  impracticable,  aud  is 
tufly  in  the  face  of  all  engineering  practice. 
Such  questions  are  of  an  engineering  and 
scientific  nature  and  should  be  handled  as 
befits  such  questions,  by  the  use  of  expert 
advice  if  necessary. 

4.  Neither  the  location  of  the  regulating 
woiks,  the  character  of  these  works,  nor 
the  question  of  works  or  no  works,  has  any 
bearing  upon  the  tieatment  of  the  waste 
channel 

5.  Now  is  the  time  to  fix  upon  a route 
that  will  as  far  as  possible  meet  every 
future  need,  and  most  fully  husband  every 
resource;  to  do  otherwise  will  be  to  invite 
difficulties  and  impediments  to  the  useful- 
ness of  the  work. 

6.  The  river  route,  for  the  waste  chan- 
nel, will  compel  one  of  two  things;  either 
a navigable  channel  must  follow  the  east 
side  forcing  ! he  removal  of  the  Santa  Fe 
Kailway  and  causing  unnecessary  expense 
for  excavation,  or  it  will  take  the  west  side 
in  a manner  substantially  as  mapped  out, 
abandoning  the  work  done  by  the  Sanitary 
District.  Whatever  maj  be  said  to  the 
contrary,  the  ouly  economical  route 
for  a navigable  channel  is  on  the 
west  side  of  the  valley,  and  any 
money  expended  in  the  river  will  be  so 
much  thrown  away  so  fair  as  contributing 
to  any  useful  navigable  or  commercial  pur- 
pose is  concerned. 

7.  It  is  of  vital  importance,  considering 
the  Santa  Fe  question  which  faces  tbe 
Sanitary  District  at  Lemont  and  at  the 
Chicago  end,  that  the  Joliet  end  should  be 
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settled  so  as  to  raise  no  complications,  and 
so, as  to  hold  no  threat  over  that  company. 

Respectfully  submitted, 

(Signed)  Benezette  Williams, 

Chief  Engineer. 
Chicago,  March  23rd,  1893.” 

(Accompanied  by  colored  drawing.) 

EXHIBIT  B. 

“Jo  the  Joint  Committee  on  Engineering 

and  Finance. 

Gentlemen— In  accordance  with  the 
instructions  of  the  Committee,  given  on 
Monday,  the  27th  ultimo,  1 submit  here- 
with an  estimate  (marked  “Appendix  1”) 
of  a modification  of  original  proposition 
No.  3,  relative  to  waste  works,  as  contained 
in  my  report  to  the  Board,  dated  March  1st, 
1893. 

The  modification  consists  in  locating  the 
wierdamat  a point  3,600  feet  below  the 
Wire  Mills,  instead  of  at  the  E.  J.  & E. 
Railroad;  and  in  moving  the  regulating 
works  8u0  feet  further  north.  The  change 
in  the  location  of  the  dam  also  necessitates 
slight  changes  irj  the  character  of  the  pro- 
tecting banks  on  the  east  side  of  the  river 
below  the  Wire  Mills,  in  the  valuation 
of  real  estate  the  same  rates  have  been 
u§ed  as  heretofore. 

The  total  estimate  of  the  modified  plan  is 
$1,241,726  85.  At  previous  conferences  of 
the  Committee,  serious,  and  as  I consider 
valid  objections  were  made,  particularly 
by  the  Chairman,  to  the  plan  estimated 
upon  for  propositions  2 and  3 below  the 
Wire  Mil. s,  in  that  the  water  was  allowed 
too  wide  a spread,  when  it  migut  be  cou- 
fiued  in  narrower  bonnds  by  levees,  there- 
by saving  right  of  way  and  creating  a more 
creditaule  engineering  structure. 

In  (he  report  to  the  committee  dated 
March  23, 1, gave  the  reasons  why  this  haa 
not  beeu  done  from  the  first,  and  further 
stated  that  I did  not  regard  the  plan  esti- 
mated upon  as  one  that  is  worthy  of  auy  con- 
sideration, or  that  should  in  any  event  be 
cairied  out.  In  harmony  with  these  views 
I respectfully  submit  an  outline  for  a plan 
for  a second  modification  shown  on  an  ac- 
companying map,  which  is  identical  with 
the  first  modification  of  proposition  3,  from 
the  eud  of  Section  14  to  the  wier  dam  below 
the  Wire  Mills,  though  beyond  that  point 
•it  differs  in  that  the  water  is  confined  be- 


tween two  levees  and  delivered  into  the 
river  a few  huudrud  feet  above  the  upp£r 
basin. 

This  plan  permits  of  a large  reduction  in 
the  right  of  way,  and  avoids  the  flooding 
of  lands  on  the  east  side  of  the  river  above 
the  E.  J.  <&  E.  Ry. 

The  estimate  of  cost  is  given  in  Appendix 
2.  It  amounts  in  all  to  $ 1,824,534.50.  The 
rates  for  determining  the  cost  of  the  right 
of  way  being  the  same  as  heretofore  use 
in  Appendix  1. 

It  should  be  said  that  in  neither  of  these 
modified  plans,  nor  in  the  original  Propo- 
sition 3,  has  any  allowance  been  made  for 
the  expense  to  which  the  Chicago,  Sante 
Fe  and  California  Railway  Company  woul 
be  subjected  ia  constructing  a roadbed  o 
their  new  right  of  way  growing  out  of  th 
proposed  works  of  the  Sanitary  Distric 
nor  for  any  modifications  or  additions  t 
to  the  bridge  for  the  main  line  of  the  Elgii 
Joliet  and  Eastern  Railway,  neither  o 
which  can  now  be  intelligently  given. 

Respectfuly  submitted, 

(Signed)  Benezette  Williams, 
Chief  Engineer.. 
Chicago,  Aptil  3,  1893.” 

APPENDIX  1. 

Modification  of  Proposition  3.— Estimate. 

Main  Channel  and  reg- 
ulating works  as  per 
estimate  of  March  1st  $ 694,198 

Station  1529  to  1020— 

110,500  cubic  yards  em- 
bankment, Station 
1529  to  1581,  at  22 
cents  $ 24,310  00 

58.000  cubic  yds.  earth 
filling,  Station  1581 
to  1820,  at  25  cents.. 

116.000  cubic  yds  rock 

embankment.  Sta- 
tion 1581,  to  1620.  at 
40  cents ... 

4.200  cubic  yards  in 
roadways  at  25  cents 
1,437  cubic  yards  con- 
crete under  em- 
bankment, at  $4.50. 

9,700  lineal  feet  of 
trench  for  same,  at 

15  cents 

Bridge  at  Lock  port 

road 

Bridge  at  Wire  Mills 
road 


14.500  00 

46,400  00 

10.500  00 

6,466  50 

1,455  00 
21,600  00 
19,800  00 
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Masonry  dam 

$59,100  00 

$ 204,131  50 
5 per  cent  for  super- 

tendence,  etc 

Overflow  Dam  to  Upper 
Basin— 

30,500  cubit!  yds  earth 
in  embankment  be- 
low Wire  Mills,  at  20 

10,285  75 

$ 

cents ;.  ..$ 

16,000  cubic  yards  of 

6,100  00 

rip  rap,  at  40  oents. 
Raising  one  mile  of 
St.  Pe  & Cal.  «y. 

6.000  00 

track 

Bridge  for  switch 

7,800  00 

track  E.  J.  & E.  Ry.. 
Raising  track  E.  J.  & 

34,800  00 

E.  Ry 

4,700  cubic  yards  dry 
rubble  masonry,  at 

8,125  00 

$2.00 

10,000  cubic  yds  earth 

-9,400  00 

filling,  at  50 

11,000  cublo  yds  rock 

6,000  00 

backing,  at  25  cents 
56.600  cubic  yds  rock 
excavation,  en- 
trance to  upper 

2,750  00 

basin,  at  70  cents. . . 

32,620  00 

Tow  path  bridge 

6,100  00 

$ 118,695  00 
5 per  cent  for  superin- 

tendence,  etr 

6.934  75 
— — % 

$ 1,033,225  85 

Less  for  change  of 

regulating  works.. 

42,500  00 

$ 990,725  85 

Right  of  way 

251,000  00 

Total 

$ 1,241.725  85 

APPENDIX  2. 

Second  Modification  of  Proposition  3.— Estimate. 


Main  Channel  and  Reg- 
ulating Works,  as  per 
estimate  of  March  1 . . 
Station  1529  to  1620  as 

per  Appendix  1 

Overflow  Dam  to  Upper 
Basin— 

72,000  cubic  yds  earth 
embankment  at  20 

cents $ 

40,0i>0  cubic  yds  rock 
embankment  haul- 
ed, at  20  cents 

184. OtiO  cubs  yds  rock 
excavation,  at  70 
e«nts 


$ 694,198  85 

214,397  25 

14,400  00 
8,000  00 
128,000  00 


21.000  cubic  yds  earth 

excavation  at  20 
cents 

2,824  cubic  yards  of 
concrete  at  $4.50,  . 

13.000  lineal  feet  of 
trench  at  15  cents. . 

3,800  cubic  yards  of 
dry  wall  at  $2.00 — 

9.00  J cubic  yards  of 

cement  masonry  at 
$5.00... 

5,500  lineal  feet  of 
trench  for  wall  at 
50  cents 

Bridge  for  switch 
track,  E,,  J.  & E.  R. 
R 

Tow  path  bridge 


5 per  cent  for  super- 
intendence, etc 


Less  for  change  of 
Regulating  works.. 


Right  of  way . 
Total 


$4,700  00 
12,708  00 
1,950  00 
7,600  00 

45,000  00 

2,250  00 

48,400  00 

6,100  00 

276,608  00 

13,830  40 

$ 290,438  40 

$ 1,199,034  50 

42,500  00 

$ 1,156,534  50 
168,000  00 

$1,324,534  50 


The  following  is 

THE  MINORITY  REPORT,  IN  PART,  WITH 
ENCLOSURE. 

“Chicago,  April  12, 1893. 

To  the  Honorable  the  Board  of  the  Trus- 
tees of  the  Sanitary  District  of  Chicago : 

Gentlemen— I am  able  to  file  to-day 
certain  memorandum  estimates  which  are 
to  accompany  my  report  on  the  Lockport- 
Joliet  reach,  and  which  can  be  completed 
so  as  to  enter  the  record  of  to  day’s  pro- 
ceedings; my  report  I cannot  'submit  until 
the  next  meeting,  as  the  estimates  have 
been  very  tedious,  and  I have  been  occu- 
pied with  other  duties. 

My  conclusion  is  that  the  Main  Channel 
should  be  extended  2,500  feet  and  right  of 
way  secured  so  as  to  control  the  riparian 
rights  to  the  river  down  to  the  upper  basin. 
This  involves  an  expenditure  of  $443  600. 
Aside  from  this,  1 find  that  only  $239,400  is 
necessarily  involved  in  river  correction  and 
tail  race,  and  as  the  work  is  all  very  light 
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and  can  be  done  in  on8  season,  there  is  no 
reason  wh£  this  should  now  be  undertaken. 

Very  respectfully, 

(Signed)  L.  E.  Cooley, 

Chairman  Joint  Committee  on  Engineer - 

ing  and  Finance .” 

(Two  (2)  enclosures.) 

MEMORANDUM  NO.  1. 

Project  and  Estimate  for  the  Joliet 
Lockport  Reach . 

The  following  project  and  estimate  cover 
the  work  necessary  to  deliver  600,000  cubic 
feet  of  water  per  minute  from  the  present 
terminus  of  the  Main  Channel  and  care  for 
the  same,  and  also  the  floods  of  the  Des- 
plaines  River  down  to  the  upper  bagin  at 
Joliet.  No  attempt  is  made  to  utilize  the 
waters,  though  all  rights  are  preserved  by 
securing  riparian  control  of  the  channel 
through  which  the  same  will  pass.  All  the 
work  is  projected  on  th8  theory  of  a future 
extension  of  the  Main  Channel  for  navi- 
gation and  water  power,  when  that  shall  be 
justified,  and  so  as  to  involve  the  minimum 
of  expenditure  for  work  that  may,  in  that 
event,  be  ultimately  useless. 

The  Project— Basis  of'Estimates. 

It  is  proposed  to  continue  the  Main  Chan- 
nel in  a direct  line  to  a point  most  econ- 
omical for  wasting  the  water,  provide  a side 
spill-way  and  regulating  works  on  the 
left,  and  thence  cut  a tail  race  to  the  Lock- 
port  highway  at  the  stone  bridge.  Some 
excavaiion  and  embankment  is  provided 
for  between  the  upper  and  lower  highway, 
the  dam  cut  down  so  as  not  to  unnecces- 
sarily  raise  the  pool  level,  and  the  water 
below  the  dam  trained  by  a dyke  to  the 
middle  of  Section  27,  so  as  to  avoid  back- 
water to  the  null-power  at  the  lower  high- 
way. 

The  great  flood  of  May,  1892,  when  600,- 
000  cubic  feet  per  minute  passed  Joliet, 
raised  the  water  only  two  feet  opposite 
Norton’s  Mill,  or  from  20.2  feet  to  18.2  feet 
below  datum,  so  that  , this  volume  can  be 
carried  by  this  point  without  materially 
raising  the  normal  level,  and  at  no  great 
cost.  From  above  the  dam  at  the  lower 
highway  to*  the  middle  of  Section  27, 
the  normal  descent  is  18.4  feet, 
(from  20  6 feet  to  83.9  feet  below  datum); 
and  the  descent  in  the  flood  referred  to  was 

11.3  feet  (approximately  from  19.0  feet  to 

30.3  feet  below  datum).  This  is  the  steep- 


est descent  in  any  half  mile  of  the  river 
above  Joliet,  and  involves  very  little  work 
in  the  treatment  proposed.  As  the  normal 
descent  from  the  tail  race  at  the  Wire 
Mill  is  4.3  feet  to  the  middle  of  Section  27, 
the  waste  water  will  not  back  to  the  Wire 
Mill  bridge. 

In  view  of  the  waste  water  taxing  the 
river  bed  to  its  full  capacity  at  Lockport  it 
is  desirable  to  remove  therefrom  the  vari- 
able and  large  additional  volume  due  to 
floods  in  the  natural  river. 

It  is  proposed  therefore  to  continue  the 
embankment  as  specified  for  the  Romeo 
reach  in  a straight,  course  to  the  lower 
highway  and  divert  the  Desplaines  River 
parallel  thereto  on  the  west  and  to  con- 
struct such  works  at  the  Wire  Mill  as  will 
preserve  the  present  riparian  rights  of 
property  at  that  point  to  the  natural  river. 

The  main  body  of  the  water  will  rejoin 
the  river  about  1,600  feet  below  the  lower 
highway  where  its  normal  level  is  three  feet 
lower  than  the  tail  race,  so  that  in  floods 
the  head  available  for  waterpower  will  not 
be  impaired. 

From  the  middle  of  Section  27  to  Dam 
No.  1,  only  such  works  are  proposed  as  are 
necessary  to  restrict  the  flow  within  the 
limits  of  the  right  of  way  to  be  acquired 
along  the  river,  requiring  levees  and  em- 
bankments of  very  moderate  dimensions. 
On  any  project  it  is  desirable  to  lower  and 
lengthen  ,the  crest  of  Dam  No.  1, 
qjt  to  remove  the  same,  and  a re- 
movable dam  or  crest  may  be  expedient. 
By  such  a device,  the  conditions  would  be 
much  improved  for  a considerable  distance 
up  stream,  probably  to  the  steep  slope 
above  the  E.  J.  & E.  bridge. 

No  estimate  is  submitted  for  changing 
Dam  No.  1,  as  this  work  would  be  part  of 
the. improvement  required  through  the  City 
of  Joliet. 

No  estimate  is  made  for  bridging  on  the 
new  right  of  way  of  the  Santa  Fe,  as  this 
line  is  not  yet  built,  and  any  possible  in- 
crease in  flood  height  will  not  greatly 
change  the  conditions  to  be  met  at  this 
point  so  far  as  length  and  height  of  struc- 
ture are  concerned.  The  local  attorneys  at 
Joliet  state  that  the  E.  J.  & E.  switch 
below  the  high  bridge  has  been  abandoned 
and  no  estimate  is  therefore  submitted  for 
this  crossing.  The  treatment  proposed 
should  not  seriously  increase  flood  heights 
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at  this  point,  and  the  necessity  for  any 
considerable  work,  in  any  event,  is  not 
apparent. 

No  complications  are  involved  at  the 
Wire  Mills,  as  Mr.  Norton  states  that  if 
the  work  is  carried  out  so  as  to  leave  to 
him  the  water  power  which  he  now  en- 
joys, he  will  deed  to  the  District  all  the 
land  required  for  its  works,  for  a nominal 
consideration. 

Termmus  of  Main  Channel— Point  of 
Greatest  Economy . 

In  order  to  determine  the  most  econom- 
ical point  at  which  to  stop  the  Main  Chan- 
nel and  waste  the  water,  calculations  have 
been  made  of  the  cost  of  the  Main  Channel 
and  tail  race  from  the  present  tejrainus  at 
Station  1480  to  the  river  above  the  Stone 
Bridge  at  Station  1537 . 

The  figures  for  the  Main  Channel  are 
based  on  the  quantities  and  prices  sub- 
mitted by  the  Chief  Engineer  to  the  Com- 
mittee. The  price  of  rock  in  the  tail  race 
is  taken  at.  60  cents  per  cubic  yard  as 
against  64  cents,  for  Proposition  No.  1, 
where  the  material  removed  is  to  be  care- 
fully placed  in  a retaining  embankment 
rather  than  wasted.  As  the  rock  is  all 
shallow  surface  cutting,  this  is  probably 
sutiieient  as  compared  to  other  prices  in  the 
estimates  olthe  Chief  Engineer. 

The  level  of  the  water  in  the  Main  Chan- 
nel is  assumed  for  the  present  discussion, 
at  that  used  by  the  Chief  Engineer,  or  8 
feet  below  datum.  The  grade  of  the’taii 
race  is  assumed  at  15  feet  opposite  the  end 
of  the  Main  Channel,  the  width  at  400  feet, 
and  the  descent  at  one  in  one  thousand  to 
the  river  at  the  Lockport  road.  With 
pi  opt  r regulating  works,  the  tail  race  pro- 
posed will  be  sufficient  to  waste  the  water. 
The  estimate  is  probably  ample,  as  the 
ground  on  the  left,  in  which  the  tail  race 
is  cut,  is  one-half  foot  to  one  foot  lower 
than  along  the  center  line  of  the  channel, 
the  profile  of  which  was  used  in  the  com 
putations,  and  for  the  further  reason  that 
excavation  below  a point  2 000  feet  from 
the  end  of  the  Main  Channel  is  largely  a 
matter  of  choice  rather  than  necessity. 

The  following  table  exhibits  the  cost,  with 
6 per  cent,  for  contingencies,  of  the  Main 
Channel  and  tail  race,  between  Station 
1,480,  the  present  terminus,  and  the  river 
above  the  Lockport  road  at  Station  1,537, 
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the  Main  Channel  terminating  at  tfce  points 
designated: 


Main  Channel 
Terminatingat 

Cost  of 

Main  Channel 

Cost  of 

Tail  Race. 

TotaL  J 

Station  1,490 

$106,300 

$219,000 

$325  300 

“ 1.495 

155,400 

156,300 

311.700 

1.500 

205,500 

116.300 

321.800 

“ 1.505 

253,600 

81.300 

331.900 

“ 1510 

302.800 

52.500 

355.300 

t#  1.615 

350,800 

36,900 

387,700 

“ 1,520 

397  000 

19,400 

416,400 

The  mqst  economical  point  at  which  to 
waste  the  water  is  shown  to  be  at  or  near 
Station  1,495.  an  extension  of  the  channel  of 
some  1,500  feet.  It  may  be  noted  that  this 
is  within  300  to  400  feet  of  the  point  called 
for  in  proposition  No.  2,tis  adopted  by  this 
Board,  and  had  the  work  been  laid  out  on 
the  ground  as  specified  and  as  shown  by 
the  maps,  it  would  not  now  be  necessary 
to  consider  the  further  extension  of  the 
Main  Channel. 

Extension  of  Main  Channel. 

It  seems  judicious  to  extend  the  channel 
one  thousand  feet  further,  or  to  Station 
1505,  a total  extension  of  2,500  feet,  as 
thereby  the  cost  of  the  tail  race  is  reduced 
one-half,  and  is  no  longer  an  item  of  great 
moment,  while  the  total  cost  is  increased 
by  only  $23,200.  The  estimates  are  there- 
fore based  on  the  channel  terminating  at 
Station  1505. 

As  the  figures  for  the  Main  Channel  are 
based  on  the  quantities  furnished  by  the 
Chief  Engineer  for  each  thousand  feet,  the 
details  will  not  be  presented. 

Extending  Main  Channel  2 500  feet . $253,600 
Spillway  and  Regulating  Works. . . 80,000 

Total  for  chaunel .$333.600 


A large  experience  has  been  had  in 
France  and  in  this  country  in  removable 
dams,  designed  to  regulate  the  height  of 
navigable  pools  and  pass  floods,  fleets  of 
boats,  drift,  etc.  In  view  of  the  steady 
flow  through  the  Main  Channel,  and  the 
slowness  with  which  the  conditions  in- 
fluencing the  same  will  change,  the  above 

estimate  for  regulating  works  should  be 

sufficient. 
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The  Tail  Rice. 

As  above  remarked,  the  amount  of  exca- 
vation from  a point  one  fourth  mile  above 
the  Lockport  highway,  beyond  that  re- 
quired for  levees, is  a matter  of  choice.  The 
estimate  contemplates  continuing  the 
grade  of  the  tail  race  until  it  runs  out 
in  the  pool  beiow  the  highway,  and 
using  the  surplus  material  for  grading.  The 
estimate  from  Station  1505  to  the  middle  of 
Section  27,  one-half  mile  below  the  lower 
highway*  is  as  follows: 

To  Station  1537— Rock,  107.600  yards 

at  60  cents $ 64. 560 

Earth,  64.200  yards  at  20  cents 12,840" 

Station  1537  to  Dam.  Earth  and  Rock 
Excavation.  30,000  yards  at  40 

cents 12,000 

Levee,  extending  3,300  feet  below 
Dam,  containing  26,400  yards,  at 

25  cents 6,600 

Bridging,  etc.,  Lengthening  Lock- 
port  Bridge,  and  changes  in  Dam 
and  Bridges  at  the  Lower  Crossing  14,000 


Total $110,000 

Contingencies,  5 per  cent 6,600 

Total,  including  contingencies. $ 115.500 

The  River  Diversion. 

The  river  diversion  begins  at  the  river 
{Station  1530),  above  the  Lockport  road, 
and  terminates  1,500  feet  below  the  lower 
highway,  the  grade  at  bottom  beginning  at 
18  feet,  and  descending  1 in  800  for  a dis- 
tance of  3.200  feet,  the  width  excavated  be- 
ing 300  feet,  and  the  distance  between 
levees  or  guard  banks  being  400  feet.  The 
west  guard  bank  extends  from  the  road  to 
the  proposed  dam  at  the  wire  mill,  and 
thence  below  the  dam  for  1.500  feet.  The 
east  guard  bank  begins  at  Station  1524,  and 
is  practically  a continuation  of  the  bank 
specified  for  the  Romeo  reach  down  to  the 
lower  highway.  The  work  at  the  Wire 
Mill  is  so  arranged  as  not  to  impair  the 
water  power  conditions  there  existing,  and 
so  as  to  enable  the  work  to  be  carried  out 
without  material  interference.  The  grades 
are  so  steep  that  the  work  required,  except 
at  the  mills,  is  very  moderate,  and  the 
quantities  are  in  excess  of  the  absolute  ne- 
cessities. The  estimate  is  as  follows: 


Rock,  88  000  yards,  at  60  cents $ 22,800 

Earth,  23,000  yards,  at  20  cents 4 600 

Rock,  24,000  yards,  at  70  cents 16,800 


Earth,  14  000  yards,  at  25  cents $ 3,500 

Guard  bank  below  highway,  12,000 

yards  at  25  cents 3.000 

Dry  wall,  2,000  yards,  at  $1.75. . ... . . 3.500 

Bridge,  Lockport  road 7,500 

Bridge,  lower  highway,  new  span 

and  changes  in  old 5,300 

Dam,  830  feet,  flumes  and  railway 
bridge  in  combination 15,000 

Total. $ 82,000 

Contingencies,  5 per  cent 4,100 

Total,  including  contingencies.. $ 86.100 

Wire  Mill  io  Upper  Basin. 

Alternative  methods  of  treatment  have 
been  estimated  from  a point  one-half  mile 
beiow  the  Wire  Mill  to  Dam  No.  1,  the  re- 
sults not  differing  greatly.  The  levees  pro- 
vided are  probably  in  excess  of  the  actual 
needs. 

Levee  along  west  side  Section  34, 
thence  along  E.  J.  & E.  Railway, 
thence  along  Santa  Fe  right  of 
way  to  Ingalls  street,  thence  to 
basin,  66,000  cubic  yards,  at  25 

cents.. $ 16,500 

Raising  Santa  Fe  Railway  grade. . . 7,800 

Changing  Fractional  Run,  back 

drains  and  culverts 1,700 

Tow  path  bridge  and  canal  bank, 
etc 10,000 

Total ,...$  36  000 

Contingencies,  5 per  cent 1,800 

Total,  including  contingencies..^  37.800 


Should  the  District  be  under  any  obliga- 
tions in  regard  to  the  abandoned  crossing 
of  the  E.  J.  & E.  Railway,  the  total  is  not 
likely  to  be  raised  thereby  to  $50,000. 

Right  of  Way. 

The  estimate  for  700  acres  of  right  of 
way  down  to  the  U pper  Basin  at  Granite 
street,  including  the  river  bed,  based  on 
revised  figures  furnished  by  Mr.  Weston, 
the  right  of  way  agent  of  the  District,  is 
$110,000. 

Summary  of  Estimates. 

Recapitulating  the  foregoing  items,  the 
total  estimate  is  as  follows: 

Extending  Main  Channel  2,500  feet 
and  including  Regulating  Works . $333,600 


Taii  Race...., 115,500 

Diversion  of  river 86,100 
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Improvement  of  river  from  the  mid- 
dle of  Section  27  to  Upper  Basin..  $37,800 


Right  of  way,  700  acres 110,000 

Total $683,000 


Some  $50,000  of  this  expenditure  is  ne- 
cessitated on  account  of  preserving  the 
situation  at  the  Wire  Mill. 

Aside  from  the  Main  Channel,  the  total 
is  $319,400.  The  land  carries  with  it  the 
riparian  interests,  and  is  to  be  regarded  as 
a permanent  investment.  The  works 
necessary  for  properly  wasting  the  water 
aggregate  $239,400  only,  and  of  this  again, 
the  River  Diversion  and  the  river  improve- 
ment in  large  part  will,  in  all  probability, 
possess  permanent  utility,  so  that  the  work 
that  may  be  regarded  in  any  sense  as  tem- 
porary, pending  a final  development  of  the 
Lockport- Joliet  reach,  is  inside  of  $150,000. 

The  foregoing  estimates  are  based  on  the 
assumption  of  the  Chief  Engineer  that  the 
grade  of  the  Main  Channel  at  tie  lower 
end  will  be  raised  two  feet. 

Should  this  not  be  done  the  estimate  will 
be  increased  as  follows: 

Extension  of  Main  Channel 

80.000  yards  at  70  cents $ 21,000 

Tail-race  deepened  by  2 feet, 

90.000  yards  at  60  cents 54,000 

$75,000 

The  East  Route. 

The  following  project  and  estimate  are 
for  the  continuation  of  the  Main  Channel 
from  the  proposed  terminus  for  a tail  race  to 
Dam  No.  1 at  Joliet  for  purposes  of  naviga- 
tion and  water  power,  when  the  investment 
may  be  justified. 

It  is  proposed  to  extend  the  Main  Chan- 
nel in  a direct  course  until  it  approaches 
the  canal,  thence  in  a course  parallel  to  the 
canal  to  Joliet.  The  Summit  level  is  to  be 
continued  between  parallel  walls  to  a point 
opposite  Lock  No.  2,  Illinois  & Michigan 
Canal,  and  then  dropped  to  a suitable  level 
to  be  continued  to  Dam  No.  1.  If  it  is  pro- 
posed to  accomplish  this  descent  by  two 
locks  and  an  intermediate  level,  the  cost 
wilt  not  greatly  differ,  as  the  extra  lock  will 
about  offset  the  saving  in  excavation.  The 
channel  is  to  be  160  feet  wide  to  the  upper 
basin,  and  300  feet  wide  for  3,000  feet  above 
the  dam. 

The  level  of  the  Illinois  & Michigan  Canal 
below  Lock  No.  2 is  to  be  extended  up  to 


the  rear  of  Norton’s  flouring  mill,  so  as  to 
receive  the  tail  water  from  the  mill  and  the 
Canal  and  the  drainage  on  the  east. 

It  is  assumed,  that  the  railway  problem 
will  be  so  solved  as  to  do  away  with  rail- 
way bridges  except  at  the  E.  J.  & E.  and 
the  lower  Santa  Fe  crossings. 

Solid  masonry  of  concrete-rubble,  carried 
five  feet  above  datum,  will  form  the  sides 
of  the  channel  throughout  the  extension  of 
the  Summit  level,  said  walls  to  b9  six  feet 
thick  at  top  with  a batter  of  % foot. 

The  following  is  the  estimate  of  cost: 

STATION  1505-1523— SUMMIT  LEVEL, 

508,200  00 

14.000  00 

900.000  00 

25.000  00 

110.000  00 
42,800  00 

$1,600,000  00 

STATION  1623-1760— JOLIET  LEVEL. 

1.170.000  yards  rock  at 

70  cents $ 819,000  00 

50.000  yards  earth  at  20 

cents 10,000  00 

80.000  yards  rock  at  $1.00  80,000  00 

35.000  yards  dry  wall  at 

$2.00 70,000  00 

Bridges— 2 railway  and 

1 highway 115,000  00 

$1,094,000 

Lock  and  weir 1,100,000 

Extra  right  of  way — 100,000 

Total $ 3,894,000  00 

Should  the  grade  of  the  channel  not  be 
changed,  the  above  estimate  will  be  in- 
creased— 

Present  extension  to  Sta- 
tion 1505... S 21,000  00 

Future  prolongation 

Summit  level 98.000  00 

$ 119,000  00 


MEMORANDUM  NO.  2. 

The  Chief  Engineer's  Project  and  Esti- 
mate for  the  West  Route , known  as 
Proposition  No.  1. 

The  Project. 

It  is  proposed  to  extend  the  Main  Chan- 
nel 4,900  feet  to  a point  just  above  the  Lock- 


726.000  yards  rock  at  70 

cents $ 

70.000  yards  earth  at 

20  cents 

200.000  yards  Masonry 

Wall  at  $4.50 

100.000  yards  filling  at  25 

cents 

Change  in  Illinois  & 
Michigan  Canal 

Two  highway  swing 
bridges. 


888 


April  12,| 


1164 — 


[1893. 


port  road,  on  a course  curving  westward 
and  to  widen  out  the  same  at  the  end  for 
regulating  works  which  are  designed  to  be 
jpermanent,  the  Summit  level  to  terminate 
at  this  point.  The  water,  below  the  regu- 
lating works  is  to  have  a normal  level  of  10 
jfeet  below  datum  and  this  level  is  to  con- 
tinue along  the  west  side  of  the  valley, 
fcome  17,900  feet  to  a point  opposite  Fitts 
agricultural  works,  some  4,800  feet  below 
jthe  E.  J.  & E.  Railway  crossing.  Thence 
(the  water  is  to  be  dropped  to  a level  just 
below  datum,  and  continued  4,100  feet  to 
Ruby  street  in  Joliet,  where  if,  is  dropped 
lover  a weir  into  the  upper  basin. 

The  second  or  river  level  is  some  3 4 
miles  long  and  is  maintained  against  the 
west  blulf  by  kn  embankment  made  of 
the  waste  excavated  from  the  line  of  the 
channel,  a core  of  material  from  the  right 
,of  way  with  a rib  of  concrete  2 feet  square 
,at  the  rock,  being  relied  upon  to  make  the 
bank  water  tight.  Some  500  acres  of 
ground,  from  the  embankment  to  the  bluff, 
are  to  be  covered  with  water.  The  Des- 
plaines  River  is  to  be  taken  into  the  basin 
thus  formed,  at  the  Lockport  road  and  its 
floods,  along  with  the  water  from  the  Main 
Channel,  is  to  be  wasted  over  weirs,  One  of 
250  feet*  just  above  the  E.,  J.  & E.  Ry.  and 
one  of  400  feet  at  the  lower  end  of  the  basin, 
and  it  is  contemplated  to  waste  at  the 
Lockport  road,  whatever  may  be  required 
in  the  abandoned  river-bed  from  that 
point  to  Pool  No.  1 at  Joliet,  known  as  the 
upper  basin. 

The  lower  level,  from  Pitt’s  Agricultural 
Works  to  Ruby  street,  is  to  be  similarly 
treated  and  the  water  wast*d  into  the 
upper  basin  over  a weir  600  feet  long. 

Navigation  is  not  provided  for  below  the 
regulating  works.  The  channel  is  here 
toff  set  for  5,200  feet,  so  as  to  leave  the 
prism  of  the  navigable  channel  to  be  pro- 
vided in  the  future,  and  certain  work  is 
left  in  the  bottom  of  the, basins  which  will 
require  removal  in  the  future  also.  Con- 
siderable work  is  also  left  on  the  lower 
level,  and  one  guard  and  lift  lock  and  two 
lift  locks  are  felt  until  navigation  is  to  be 
exiended  below  the  Lockport  road,  the  im- 
mediate design  being  to  carry  a high  level 
for  water  power  purposes  to  a point  below 
the  E.  4.  & E.  Railway,  all  work  beyond 
:his  requirement  being  omitted. 

The  route  is  designed  to  avoid  railway 
crossings,  except  the  E.  J.  & £.  Railway. 


and  terminates  at  the  basin  below  the  pro- 
posed crossing  of  the  Santa  Fe  Railway. 
The  grades  of  the  E.  J.  &E.  and  of  the 
switch  require  considerable  change. 

The  work  proposed  is  not  considered 
sufficient  and  the  right  of  way  valuation  as 
too  low.  Items  of  correction  are  given  for 
the  purpose  of  making  the  proposed  struc- 
tures entirely  safe  and  for  work  that  will 
involve  extraordinary  future  cost.  Esti- 
mates are  also  submitted  for  what  is  re- 
quired to  develop  the  line  for  purposes  of 
navigation  to  the  level  of  the  upper  basin. 

Estimates. 


The  estimates  are  as  follows: 


EXTENDING  SUMMIT  LEVEL. 

Estimate  of  Chief  En- 
gineer (including- reg- 
ulating works)  for 
extending  level  4,900 

feet $ 694,193  85 

The  river  level.  Sta- 
tion 1529-1708,  estimates 
of  Chiet  Engineer: 

Embankments $ 230,745  00 

Weirs,  650  feet 61.100  00 

Highway  bridges,  2 — 51,900  00 

E.  J.  & E.  Ry.  bridge. . . 61,500  00 

Contingencies,  5 per 

cent 20,262  00 

$ 425,507  00 

CORRECTION  OF  ABOVE  ESTIMATE. 


It  is  proposed  to  remove  the  rock  to  the 
full  depth  (see  report,  page  1073  of  pro- 
ceedings), so  as  to  avoid  maintaining  the 
channel  in  the  luture;  also,  to  construct 
the  inside  embankment  mentioned  by 
Chief  Engineer  in  report  to  Committee  (see 
page  1155  of  proceedings),  in  order  to  avoid 
wide  spreading  and  sedimentation  of  sew- 
age, and  to  strengthen  the  embankment  by 
a solid  masonry  wall. 


Extra  excavation,  Sta- 
tion 1581-117)8,  80,000 

yards  at  70  cents $ 56,000  00 

Inside  embankment. . . 48,000  00 

Masonry  wall,  Station 
1581-1708,101,800  yds., 

at  $4.00 406,400  00 

Contingencies,  5 per 
cent 25,520  00 


$ 535,920  00 


THE  LOWER  LEVEL. 


Below  Station  1708.  esti- 
mate of  Chief  Engi- 
neer- 

Embankment $ 52,060  00 
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Bridges,  Ingalls  street 

and  tow  path $22,100  00 

Weir  of  crib  work,  600 

feet 6,125  00 

Contingencies,  5 per 

cent 4,014  00 

— $ 84,299  00 

No  correction  is  made  of  above  as  no 
serious  menance  is  involved  if  works  should 
give  way,  and  the  level  is  temporary. 

LAND. 

743  acres  by  Chief  En- 
gineer ...........  $ 286,000  00 

Correction  of  land  es- 
timate  130,000  00 

The  most  valuable  land  between  Lock-, 
port  highway  and  Joliet  is  taken,  stone 
land  and  manufacturing  sites  more  favor- 
ably situated  for  development  than  any 
other  land  between  the  points  named.  All 
the  land  not  taken  is.seriously  damaged  as 
access  is  cut  oft*  on  the  west  and  it  is 
hemmed  in  by  the  river  on  the  east. 

RECAPITULATING  TRE  FOREGOING  ESTIMATES: 


Chief  Eng 

Correct’ n 

Total. 

E,x  te  ntiing 
Main  Chan- 

$ 694,194 

$ 694,194 

River  Level... 

; 425.507 

$535,920 

961,427 

Lower  Level.. 

84,299 

84.299 

Land 

1 2S6,O0O 

130,000 

416,000 

Total 

1 $1,490,000 

$665,920 

$2,155,920 

Development  of  West  Route  for  Naviga- 
tion. 

The  Chief  Engineer  estimates  the  addi- 
tional cost  for  all  work  except  the  three 
locks  as  follows  (see  page  1082  of  Proceed- 
ings): 

Excavation  and  embank- 
ment near  Lockport $ 103,000 

Excavation,  Lower  Levtl 205,100 

Excavation,  Upper  Basin 51,000 

Dam  No.  1,  rebuilt 50,000 

Bridges  and  Miscellaneous. . . 62.820 

$ 471,920 

CORRECTION  OF  ABOVE  ESTIMATE. 
Masonry  Wall  near  Lockport, 

28.000  yards  at  $4.00 $ 112,000 

Two  Highway  Bridges,  omit- 
ted from  above  estimate.. . . 32,000 

Masonry  Wall,  Lower  Level, 

20.000  yards  at  $4.00 80,000 

$ 224,000 

Total..... $ ♦95.920 

In  making  these  corrections  no  account 
is  taken  of  the  fact  that  the  lower  level 

must  be  un  watered  at  considerable  expense 


at  Pitt’s  Agricultural  Works  before  the' 
works  on  the  lower  level  can  be  com- 
pleted. 

The  cost  of  three  locks  have  been  ap- 
proximately estimated  at $2,020,000 

The  total  future  expenditure  required 
to  develop  the  west  route  for  naviga- 
tion to  the  upper  basin  is  therefore.  2,715,920 
The  work  now  contemplated  involves  2,155.920 

The  total  for  navigable  channel  is..S4.871,840 

Change  of  Grads. 

All  of  the  foregoing  estimates  are  based 
on  changing  the  grade  of  the  Main  Chan-  • 
nel.  If  the  Main  Channel  is  kept  at  the 
original  grade  and  capacity,  as  now  let  to 
contract,  the  following  items  are  involved 
in  continuing  the  full  depth  through . the 
river  level. 

Extra  cut  on  MainChannel  (seep.  1067 

of  Proceedings) $ 75,320 

Extra  cut  on  river  level 124,600 

Extra  cut.  Station  1529  to  1581,  when 
developed  for  navigation 43.400 

$243,320 

Of  this  the  first  two  items  apply 
properly  to  present  work,  raising 

the  total  to $2,355,840 

The  last  item  applies  to  future  work, 
raising  the  total  to $2,759,320 

Grand  total $5,115,160 


SANITARY  LEGISLATION. 

Mr.  Boldenweck,  for  the  Committee 
on  Health  and  Public  Order,  presented  a 
report,  with  reference  to  recommenda- 
tions concerning  the  securing  of  proper 
legislation  for  the  regulation  of  space  in 
sleeping  apartments  and  the  proper  venti- 
lation of  the  same,  made  in  the  report 
of  the  Sanitary  Inspector,  presented  and 
referred  to  that  Committee  at  the  meet- 
ing held  March  8,  1893,  (page  1090  of  the 
Proceedings) ; and  the  report  was  read. 

Mr.  Boldenweck.  seconded  by  Mr. 
Kelly,  im^ed  that  the  report  be  adopted, 
ordered  printed  and  placed  on  file,  and 
the  recommendations  made  therein  con- 
curred in. 

The  motion  prevailed  unanimously  and 
it  was  so  ordered. 

The  following  is 

THE  REPORT  : 

“ Chicago,  April  12,  1893. 
To  the  Honorable  the  Board  of  Trustees  of 

the  Sanitary  District  of  Chicago: 

Gentlemen — Your  Committee  have 
had  under  consideration  the  recommend- 
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ation  of  the  Sanitary  Inspector  in  his 
report  of  March  2,  1893,  that  action  of 
the  part  ©f  this  Board  be  taken  looking 
to  the  securing  of  proper  legislation  pro- 
viding for  the  regulation  of  space  in 
sleeping  apartments  and  proper  ventila- 
tion of  the  same. 

After  discussing  the  matter  with  the 
Sanitary  Inspector  and  the  members  of 
the  Board,  your  Committee  is  of  the 
opinion  that  it  is  not  advisable  to  under- 
take to  secure  legislation  on  this  subject 
at  the  present  time. 

Your  Committee  recommend  that  the 
attention  of  the  State  Board  of  Health 
be  called  to  this  matter  by  the  Sanitary 
Inspector  for  such  action  as  said  State 
Board  of  Health  may  deem  best. 

Respectfully  submitted, 

(Signed)  Wm.  Boldenweck, 

John  J.  Altpeter, 

Committee  on  Health  and  Public  Order.” 

APPEAL  bond  IN  “YORE,  COOK,  ET  AL.” 
CASE. 

Mr.  Kelly  presented  an  order  authoriz- 
i ing  and  directing  the  President  and  Clerk 
to  execute  an  appeal  bond  in  the  case  of 
the  District  vs..  Ellen  E.  Yore,  John  A. 
Cook,  et  al. ; and  the  order  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Eckhart, 

: moved  the  adoption  of  the  order. 

Upon  roll-call  the  vote  stood:  Yeas — 
Messrs.  .Altpeter,  Bolden  week,  Cooley, 
Eckhart,  Kelly,  Prendergast.  Russell  and 
Wenter — eight  (8.)  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  President  and  Clerk  au- 
thorized and  directed  to  execute  an  ap- 
peal bond  in  the  case  of  the  District  vs. 
Ellen  E.  Yore,  John  A.  Cook,  et  al.,  as 
provided  in  the  order. 

The  following  is 

the  order: 

“ Ordered , That  the  President  and  Clerk 
be  authorized  and  directed,  in  the  matter 
of  the  appeal  by  this  District  in  the  suit 
of  the  District  vs.  Ellen  E.  Yore,  John 
A.  Cook,  et  al.  in  the  Circuit  Court  of 
Cook  County,  Illinois,  General  No.  106,- 
951,  to  execute  an  appeal  bond  in  said 
cause  in  the  sum  of  one  thousand  ($1,000) 
dollars,  conditioned  according  to  law, 
and  also  to  execute  the  bond  of  this 
District  in  the  penal  slim  of  fifty  thou- 
sand ($50,000)  dollars  with  surety  to  be 
approved  by  the  court,  conditioned  that 
the  petitioner  will  pay  to  the  owners  of 


or  to  the  persons  interested,  any  and  all 
compensation  that  may  be  finally 
awarded  for  taking  and  appropriating 
the  property  involved  in  said  suit  and 
containing  all  other  conditions  as  re- 
quired by  law,  and  that  the  matter  of 
securing  sureties  on  said  bond  be  referred 
to  the  Joint  Committee  on  Finance  and 
Judiciary,  with  full  power' to  act.” 

DEPOSIT  FOR  “PIPER,  YORE,  COOK,  ET  AL. 

LANDS.” 

JVIr.  Eckhart  presented  an  order,  au- 
thorizing and  directing  the  Clerk  to  pay 
on  the  voucher  of  the  Attorney,  to  the 
Globe  National  Bank  of  Chicago,  money 
as  a deposit  for  the  payment  for  right  of 
way  lands  in  Cook  County,  owned  by 
Albert  Piper,  Ellen  E.  Yore,  John  A. 
Cook,  et  al.,  as  provided  in  the  order; 
and  the  order  was  read. 

Mr.  Eckhart,  seconded  6y  Mr.  Kelly, 
moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell  and 
Wenter— eight  (8).  Nays — none. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Clerk  authorized  and 
directed  to  pay  on  the  voucher  of  the 
Attorney,  to  the  Globe  National  Bank  of 
Chicago,  moneyas  a deposit  for  payment 
for  right  of  way  lands  in  Cook  County, 
owned  by  Albert  JPi[>er,  Ellen  E.  Yore, 
John  A.  Cook,  et  al.,  as  provided  in  the 
order. 

The  following  is 

THE  ORDER  : 

“ Ordered , That  the  Clerk  of  this  Dis- 
trict be  authorized  and  directed  to  pay, 
on  the  voucher  of  the  Attorney,  to  the 
Globe  National  Bank  of  Chicago,  at  Chi- 
cago, Illinois,  the  sum  of  sixty- two 
thousand  two  hundred  and  twenty-three 
and  10-100  ($62,223.10)  dollars  to  be  held 
on  deposit  by  said,  the  Globe  National 
Bank  of  Chicago,  subject  to  the  order  of 
the  Circuit  Court  of  Cook  County,  Illinois, 
for  the  use  and  benefit  of  the  owners  or 
persons  interested  in  certain  lands  and 
property  hereinafter  described,  in  Cook 
County,  Illinois,  in  accordance  with  an 
order  and  decree  of  said  court,  dated 
March  18,  1893,  and  filed  April  7,  1893,  in 
said  court  in  certain  condemnation  pro 
ceedings  brought  by  the  Sanitary  District 
of  Chicago  against  Albert  Piper,  Ellen 
E.  Yore,  John  A.  Cook,etal  , in  said 
Circuit  Court  of  Cook  County,  said  suni 
of  sixty-two  thousand  two  hundred  and 
twenty-three  and  lb-100  ($62,223.10) 
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dollars,  being  the  total  of  all  amounts 
awarded  by  the  verdict  of  the  jury,  and 
said  order  and  decree  in  said  condemna- 
tion proceedings  to  the  owners  or  persons 
interested,  for  the  lands  described  in  said 
order  and  decree,  as  follows,  to- wit: 

That  part  of  the  north  fraction  of  the 
northwest  quarter  (i)  of  Section  thirty- 
three  (33),  Township  thirty-eight  (38) 
North,  Range  twelve  (12]  East  of  the 
Third  Principal  Meridian,  bounded  and 
described  as  follows: 

Beginning  at  a point  in  the  north  line 
of  said  section,  1,840  feet  east  of  the 
northwest  corner  of  said  section,  run- 
ning thence  east  along  the  north  line  of 
said  section  to  the  northeast  corner  of 
said  north  fraction  of  said  northwest 
quarter  (i),  thence  south  along  the  east 
line  of  said  north  fraction  of  said  north- 
west quarter  {£)  to  the  northwesterly 
margin  of  the  Desplaines  River;  thence 
southeasterly  at  right  angles  with  the 
general  course  of  said  river  there  to  the 
center  thread  of  the  current  of  said  river, 
thence  southwesterly  down  said  center 
thread  to  its  intersection  .with  a line 
drawn  southeasterly  from,  the  point  of 
contact  of  the'  west  line  of  said  north 
fraction  of  said  northwest  quarter  (£) 
with  the  northwesterly  margin  of  said 
river,  and  at  right  angles  with  the  general 
course  of  said  river  there;  thence  north- 
westerly along  said  line  to  said  northwest- 
erly margin  of  saifi  river,  thence  north 
along  said  west  line  of  said  north  fraction 
of  said  northwest  quarter  (£)  to  a point 
2,260  feet  south  of  the  northwest  corner 
of  said  Section  thirty-three  (33),  thence 
northeasterly  in  a straight  line  to  the 
point  of  beginning. 

Those  parts  of  the  northwest  fractional 
quarter  (£)  and  the  southwest  fractional 
quarter  (|)  of  Section  twenty-seven  (27), 
Township  thirty-eight  (38)  North,  Range 
twelve  (12)  East  of  the  Third  Principal 
Meridian,  bounded  and  described  as  fol- 
lows: 

Beginning  at  a point  in  the  north  line 
of  said  section,  875  feet  east  of  the  north- 
west corner  of  said  Section  twenty-seven 
(27),  running  thence  east  along  the  north 
line  of  said  section  to  the.  northeast 
corner  of  the  north  fraction  of  the  north- 
west quarter  (i)  of  said  section,  thence 
south  along  the  east  line  of  said  north 
fraction  of  said  northwest  quarter  (J)  to 
the  northwesterly  margin  of  the  Des- 
plaines  River,  thence  southeasterly  and 
at  right  angles  with  the  general  course 
of  said  river  there  to  the  center  thread 
of  the  current  of  said  river;  thence  south- 
westerly down  said  center  thread  to  its 
intersection  with  a line  drawn  southeast- 


erly from  the  point  of  contact  of  the 
west  line  of  the  north  fraction  of  said 
southwest  quarter  (±)  with  the  north- 
westerly margin  of  said  river,  and  at 
right  angles  with  the  general  course  of 
said  river  there;  thence  northwesterly 
along  said  line  to  said  northwesterly 
margin,  thence  north  along  the  west  line 
of  said  Section  twenty-seven  (27)  to  the 
southwest  corner  of  the  north-west 
quarter  (£)  of  the  northwest  quarter  (i) 
of  said  section;  thence  northeasterly  in 
a straight  line  to  the  point  of  beginning. 

Said  premises  lying  and  being  situate 
in  the  County  of  Cook,  in  the  State  of 
Illinois. 

Also  for  all  the  buildings  and  improve- 
ments now  located  upon  the  premises 
last  above  described  and  for  all  damages 
to  lands  not  taken.” 

PAYMENT  FOB  “COLUMBIA.  PARK  COM- 
PANY ET.AL.  LANDS.” 

Mr.  Eckhart  presented  an  order, author- 
izing and  directing  the  Clerk  of  the  Dis- 
trict to  pav  on  the  voucher  of  the  Attor- 
ney, for  right  of  way  .lands  in  Cook 
County,  owned  by  the  Columbia  Park 
Company,  and  Bernard  F.  Weber,  Trus- 
tee, as  provided  in  the  order;  and  the 
order  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  the  adoption  of  the  order. 

On  roll-call  the  \ote  stood:  Yeas — 
Messrs.  Altpeter,  Cooley,  Eckhart,  Kelly, 
Prendergast,  Russell  and  Wenter— seven 
(7).  Excused  and  not  voting — Mr.  Bold- 
en week— one  (1).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Clerk  of  the  District 
authorized  and  directed  to  pay,  on  the 
voucher  of  the  Attorney,  for  right  of 
way  lands  in  Cook  County,  owned  by 
the  Columbia  Park  Company  and  Ber- 
nard F.  Weber,  Trustee,  as  provided  in 
order. 

The  following  is 

the  order: 

“ Ordered , That  the  Clerk  of  this  Dis- 
trict be  authorized  and  directed  to  pay, 
on  the  voucher  of  the  Attorney,  to  the 
Columbia  Park  Company  and  Bernard  F. 
Weber,  Trustee,  the  sum  of  seven  thous- 
and five  hundred  ($7,500)  dollars  in  full 
payment  for  the  following  described  land, 
to*wit: 

All  that  part  of  the  northwest  quarter 
(i)  of  Section  five  (5),  Township  thirty- 
seven  (37)  North,  Range  twelve  (12)  East 
of  the  Third  Principal  Meridian,  bounded 
and  described  as  follows: 
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Beginning  at  the  southwest  corner  of 
said  northwest  quarter  (i)  and  running 
thence  north  on  the  west  line  of*  said 
northwest  quarter  (£)  to  a point  560  feet 
south  of  the  southeasterly  boundary  line 
of  the  right  of  way  of  the  Chicago,  Santa 
Fe  &'  California  Railway  Company, 
measured  along  said  west  line;  thence 
northeasterly  in  a straight  line  982  feet 
to  a point  534  feet  south  of  said  south- 
easterly boundary  line,  measured  on  a 
line  at  right  angles  to  said  boundary  line; 
thence  northeasterly  in  a straight  line 
913  feet  more  or  less  to  the  northwesterly 
margin  of  the  Despiaines  River,  the  point 
of  intersection  being  546  feet  from  said 
southeasterly  boundary  line,  measured 
on  a line  at  right  angles  to  said  boundary- 
line;  thence  southeasterly  at  right  angles 
to  the  general  course  of  said  river  there 
to  the  center  "thread  of  the  current  of 
said  river,  thence  southwesterly  down 
said  center  thread  to  its  intersection  with 
a line  drawn  southeasterly  from  the  point 
of  contact  of  the  south  line  of  said  north- 
west quarter  (i)  with  the  northwesterly 
margin  of  said  river,  and  at  right  angles 
with  the  general  course  of  said  river 
there,  thence  northwesterly  along  said 
line  to  said  south  line,  thence  west  on 
said  south  line  to  the  point  of  beginning, 
said  land  lying  and  being  situate  in  the 
County  of  Cook,  in  the  State  of  Illinois, 
said  sum  having  been  awarded  by  a 
verdict  of  the  jurv  in  the  case  of  the 
Sanitary  District  of  Chicago  vs.  Columbia 
Park  Company,  et  al.,  in  the  Circuit 
Court  of  Cook  County,  Illinois,  general 
No.  105,723,  on  the  15th  day  of  October, 
1892,  and  decree  entered  therein  for  said 
amount  November  15,  1892.” 

RETURN  OF  CHECKS  ON  THE  BIDS  FOR 
DREDGING  ILLINOIS  AND  MICHI- 
GAN CANAL, 

Mr.  Eckhart  presented  an  order,  au- 
thorizing and  directing  the  Cldrk  to  re- 
turn certain  checks  deposited  January 
25,  1893,  with  bids  on  the  work  of  the 
Main  Channel  between  Ashland  avenue 
and  Summit  for  dredging  the  Illinois 
and  Michigan  Canal,  as  provided  in  the 
order;  and  the  order  was  read, 

Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
weck,  moved  that  the  order  be  adopted, 
and  the  Clerk  authorized  and  directed  in 
accordance  with  the  same. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Eckhart. 
Kelly,  Prendergast,  Russell  and  Wenter 
seven  (7).  Excused  and  not  voting — Mr. 
Cooley — one  (1).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 


adopted,  and  the  Clerk  authorized  and 
directed  in  accordance  with  same. 

The  following  is 

THE  ORDER  : 

“Ordered,  That  the  Clerk  return  to 
John  Griffiths  and  to  W.  S.  Carkin,  the 
checks  deposited  by  them  respectively 
with  their  bids  submitted  for  work  on 
the  Main  Channel  between  Willow 
Springs  and  Summit,  and  for  dredging 
of  the  Illinois  and  Michigan  Canal,  and 
opened  January  25,  1893,  said  bids  not 
being  among  the  lowest  submitted  there- 
for.” 

PAYMENT  OF  SEMI-ANNUAL  INTEREST  ON 
DISTRICT  BONDS. 

Mr.  Eckhart  presented  an  order,  au- 
thorizing and  diiecting  the  Clerk  to  draw 
a warrant,  payable  to  Mr.  Melville  E. 
Stone,  Treasurer,  for  the  semi-annual 
interest  on  the  bonds  of  the  District,  due 
May  1st,  1893;  and  the  same  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  the  order  be  adopted,  and  the 
Clerk  authorized  and  directed  in  accord- 
ance with  the  same. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell  and 
Wenter — eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Clerk  authorized  and 
directed  in  accordance  with  the  order. 

The  following  is 

THE  ORDER i 

“ Ordered , That  the  Clerk  of  this  Dis- 
trict be  directed  to  draw  a warrant  upon 
the  Treasurer,  payable  to  the  order  of 
Melville  E.  Stone,  Treasurer,  in  the  sum 
of  fifty  thousand  ($50,000)  dollars,  and 
deliver  same  to  said  Treasurer  to  be  used 
by  him  in  paying  the  semi-annual  inter- 
est due  May  1,  1893,  on  the  bonds  of  this 
District.” 

ORDER  FOR  OFFICIAL  PLANS  TO  BE  FULLY 
COMPLIED  WITH. 

Mr.  Cooley  presented  an  order  au- 
thorizing and  directing  the  Chief  Engi- 
neer to  fully  comply  with  the  order  of 
March  15,  1893  (Page  1,104  of  the  Pro- 
ceedings), as  provided  in  the  order;  and 
the  same  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Bolden- 
weck, moved  the  adoption  of  the  order. 
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On  roll-call  the  vote  stood:  Yeas — 
Messrs  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast*  Russell  and 
Wenter — eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Chief  Engineer  in- 
structed in  accordance  with  the  order. 

The  following  is 

THE  ORDER  I 

“Ordered,  That  the-Chief  Engineer  com- 
ply with  the  instruction  conveyed  in  the 
order  of  March  15,  1893  (page  1104  of  the 
Proceedings),  in  regard  to  points  therein 
numbered  1,  2 and  4,  and  that  he  report 
at  the  next  meeting  thereon  or  so  much 
thereof  as  may  be  practicable.” 


PLANS  AND  SPECIFICATIONS  FURNISHED 
CANAL  COMMISSIONERS. 

President  Wenter  made  a verbal  report, 
stating  that  in  accordance  with  the  in- 
structions of  the  Board,  at  the  meeting 
held  March  29, 1893,  (Page  1131  of  the  Pro- 
ceedings), he  had  addressed  the  Canal 
Board  and  they  had  agreed  to  designate 
an  engineer  to  examine  the  plans  and 
specifications  and  report  back  to  that 
body,  and  that  he  expected  an  answer 
from  the  Canal  Commissioners  before 
the  next  meeting. 

ADJOURNMENT. 

On  motion  of  Mr.  Boldenweck,  sec- 
onded by  Mr.  Cooley,  the  Board  then 
adjourned. 

Teos.  F.  Judge, 
Clerk . 
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PROCEEDINGS 

OF  THE 

Board  of  Trustees, 

OF  THE 

Sanitary  District  of  Chicago, 


APRIL  19.  1893. 


OFFICIAL  RECORD. 


REGULAR  MEETING. 

The  one  hundred  and  sixty-sixth  reg- 
ular meeting  of  the  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago  was  held 
in  their  rooms,  Rialto  Building,  Wednes- 
day, April  19,  1893,  at  2 o’clock  P.  M. 

President  Wen  ter  called  the  Board  to 

order. 

Upon  roll-call  Messrs.  Altpeter' Bolden- 
weck,  Cooley,  Eckhart,  Kelly  and  Wen- 
ter— six  (6),  and  subsequently  Mr.  Pren- 
dergast,  making  a total  of  seven  (7)  mem- 
bers were  present. 

MINUTES. 

The  minutes  of  the  regular  meeting 
held  April  12,  1893,  were  approved  as 
printed,  on  motion  of  Mr.  Kelly,  sec- 
onded by  Mr.  Bolden  week. 


VOUCHERS. 

The  Clerk  presented  the  following 
vouchers: 

PAY  ROLLS. 


Eng.  Dept.,  Div.  No.  1, 
week  ending  April 
15,  1893 

$937  48 

Eng.  Dept.,  Div.  No.  2. 
week  ending  April 
15,  1893 

171  60 

Eng.  Dept.,  Div.  No.  3, 
week  ending  April 
15.  1893 

458  10 

Eng.  Dept.,  Div.  No.  4, 
week  ending  April 
15,  1893 

49  20 

Clerical  Dept.,  office 
roll,  week  ending 

April  15,  18^3 

Law  Dept,,  office  roll, 
week  ending  April 
15,  1893. 

$ 1,616  38 

39  00 

63  00 

Total S 1,718  38 
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ENGINEERING  DEPARTMENT. 

Conutfructo  n Account— 


McArthur  Bros.  (Sec. 

3.  April  17.  ’93) $1,228  50 

Aguew  & Co.  (Sec.  5, 

April  17,  ’93) 448  88 

Aguew  & Co.  (Sec.  6, 

April  17.  ’93 ) 756  00 

Agnew  & Co.  (Sec.  8, 

April  15. ’93) 2,482  03 

Agnew  & Co.  (Sec.  9, 

April  15.  ’93) 1,365  93 


Mason,  Hoge  & Co. 

(Sec.  11,  April  16,  ’93)  8,626  67 

Mason.  Hoge  & Co. 

(Sec.  12,  April  15, ’93)  4,992  75 
Mason,  floge  *&  Co. 

(see.  13.  April  15,  ’93)  5,409  81  • 
McCormick  Const.  Co. 

(Sec.  14,  A pril  lS, ’93).  1.179  50 

$22,490  07 

ENGINEERING  department. 

L.  J.  Myers,  (rent,  Mt. 

Forest) $20  00 

A.  C.  Schrader,  (trav- 
eling)  37  49 

— $ 67  49 


LAW  DEPARTMENT. 

U.  w.  Weston,  (ex- 
pense)  $ 56  14 

general  account. 

The  Chicago  Deposit 
V ault  Co.,  (rent,  Jan. 

to  March,  1893) $1,885  00 

The  Chicago  Deposit 
Vault  Co.  (janitor  ser- 
vice, March  1893 80  00 

TVios.  IF.  Judge,  (pay- 
roll expense) 13  69 

— $1,978  69 


Grand  total ... $26.800  77 


Mr.  Bolden  week,  seconded  by  Mr.  Eck- 
hart,  moved  that  the  vouchers  as  read 
and  shown  above,  be  approved  and 
ordered'  paid. 

On  roll  call  the  vote. stood:  Yeas— 
Messrs.  Alt  peter,  Bolden  week.  Cooley, 
Eckhart,  Kelly,  Prendergast,  and  Wenter 
— seven  (7.)  Nays — None. 

Upon  which  result,  the  President  de- 
clared^the  motion  carried,  and  the  vouch- 
ers as  read  and  shown  above,  approved 
and  ordered  paid. 

REQUISITIONS. 

The  Clerk  presented  the  following 
requisitions: 

No.  322,  Engineering  Department, 

(work  on  store  room) $ 24  00 


No.  323.  Engineering  Department, 

(repairs  and  drawing  tables)  ..  $75  00 

No  324,  Engineering  Department, 

(window  shades) 30  00 

No.  325.  Engineering  Department, 

(Sittings  for  map  vault) 90  00 

No.  326,  Engineering  Department, 

(sign) 4 00 


Total >...$223  00 


Mr.  Cooley,  seconded  by  Mr.  Eckhart, 
moved  that  Requisitions  Nos.  322  to 
326,  inclusive,  for  the  Engineering  De- 
partment. as  read  and  shown  above,  be 
ref  erred  to  theCommittee  on  Engineering, 
with  power  to  act. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart.  Kelly,  Prendergast  and  Went*  v 
— seven  (7).  Nays — none. 

Upon  which  result  the  President  de* 
dared  the  motion  carried,  and  Requisi- 
tions Nos.  322  to  326,  inclusive,  .for  the 
Engineering  Department,  as  read  and 
shown  above,  referred  to  the  Committee 
on  Engineering,  with  power  to  act. 

The  Clerk  also  presented  the  following 
requisition: 

No.  454.  Law  Department,  (sundry  v 

stationery) $8  25 

Mr.  Boldenweck.  seconded  by  Mr. 
Kelly,  moved  that  Requisition  No.  454, 
for  the  Law  Department,  as  read  and 
shown  above,  be  allowed. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs. • Altpeter,  Boldenweck,  Cooley, 
Eckhart.  Kelly,  Prendergast  and  Wenter 
— seven  (7).  Nays— none. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  Requisi- 
tion No.  454,  for  the  Law  Department,  a9 
read  and  shown  above,  allowed. 


The  Clerk  also  presented  the  following 
requisition: 

No.  1044.  Clerical  Department,  (sta- 
tionery, etc.). $7  25 

Mr.  Cooley,  seconded  by  Mr.  Kellv, 
moved  that  Requisition  No.  1044,  for  the 
Clerical  Department,  as  read  and  shown 
above,  be  allowed. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter.  Boldenweck.  Cooley, 
Eckhart,  Kelly,  Prendergast  and  Wenter 
— seven  (7.)  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  Requisi- 
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April  19,] 

tion  No.  1044,  for  the  Clerical  Depart- 
ment, as  read  and  shown  above,  allowed. 

WEEKLY  REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report,  in  ac- 
cordance with  the  rules,  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  April  15, 
1893. 

The  same  was  read  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT: 

“Chicago.  April  19,  1893. 

Jo  the  Honorable  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago: 
Gentlemen — I beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  April 
15,  1893,  as  the  same  have  been  reported 


to  me  : 

Engineering  Department - 87, 

Clerical  Department 3 

Treasury  Department 1 

Law  Department 8 

Total  employes 99 


Respectfully  submitted, 

{Signed),  Thomas  F.  Judge, 

Clerk” 

TIME  ILLINOIS  VALLEY  INFORMATION  WILL 

BE  PRESENTED. 

The  Clerk  presented  a report  from  the 
Chief  Engineer,  made  in  response  to  an 
order  passed  at  the  meeting  held  April 
12,  1893,  (Page  1149  of  the  Proceedings) 
with  reference  to  the  time  when  the  in- 
formation concerning  the  Illinois  Valley 
would  be  presented  to  the  Board;  and 
the  report  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Bolden- 
weck,  moved  that  the  report  be  ordered 
printed  and  placed  on  file. 

The  motion  prevailed  unanimously, 
and  it  was  so  ordered. 

The  following  is 

THE  REPORT : 

“ Chicago,  April  19,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen: — In  compliance  with  the 
order  passed  at  the  last  meeting,  that  the 
Engineer  be  and  is  hereby  directed  to  re- 
port to  the  Board  at  the  next  meeting  the 
time  when  the  plans  and  information 


with  reference  to  the  survey  of  over- 
flowed lands  in.  the  Illinois  Valley  will 
be  ready  for  presentation  to  the  Board,  I 
would  respectfully  state  that  all  the  work 
done  during  the  last  year  has  been 
mapped  and  the  overflowed  lands  fully 
tabulated,  and  will  only  need  copying  to 
be  presented  to  the  Board . 

The  work  of  1890  had  not  heretofore 
been  tabulated  and  it  was  considered 
that  this  too  should  be  put  in  available 
shape.  The  greater  portion  of  this  work 
has  been  done,  though  it  will  take  a few 
week’s  work  to  finish  it.  Nothing  at 
present  is  being  done  upon  it,  owing  to 
the  Assistant  Engineer,  Mr.  E.  J.  Ward, 
who  has  this  work  in  charge,  being  ab- 
sent for  some  weeks  on  leave  of  absence. 

The  maps  of  the  work  for  both  years 
are  completed,  though  no  duplicates  have 
been  prepared.  To  finish  the  tabulation 
entire  for  both  years  and  get  it  properly 
copied  will  probably  take  four  weeks  af- 
ter the  work  is  again  taken  up  by  Mr. 
Ward. 

There  is  no  order  in  the  proceedings 
calling  for  this  work  to  be  reported  to  the 
Board. 

Respectful  ^submitted , 

(Signed)  Benezette  Williams,* 
Chief  Engineer .” 

REPORT  OF  DESCRIPTION  OF  MAIN  CHAN- 
NEL, ETC. 

The  Clerk  presented  a report  from  the 
Chief  Engineer,  (accompanied  by  one 
enclosure  and  twelve-  prints  and  maps) 
giving  a description  of  the  Main  Chan- 
nel and  River  Diversion,  presented  in  re- 
sponse to  sundry  orders  of  the  Board, 
enumerated  in  the  report;  and  the  report 
was  read. 

Mr.  Cooley,  seconded  by  Mr.  Bolden- 
week,  moved  that  the  report  be  ordered 
printed,  and  with  enclosure  and  maps, 
referred  to  the  Committee  on  Engineer- 
ing. 

The  motion  prevailed  unanimously, 
and  it  was  so  ordered. 

The  following  is 

the  report,  with  enclosure: 

“ To  the  Honorable  the  Board  of  Irustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen: — In  fulfillment  of  various 
orders  of  the  Board,  I transmit  here- 
with: 

1.  A written  description  of  the  loca- 
tion and  dimensions  of  the  Main  Chan- 
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nel  beginning  with  the  first  tangent  west 
of  Summit,  at  Station  480  of  said  chan 
nel  and  ending  with  Station  1480  at  the 
south  end  of  Section  14; 

The  part  of  the  channel  between  the 
range  line  east  of  Summit  to  Station  480 
is  not  described,  as  the  ex^ot  location 
thereof  cannot  be  fully  determined  until 
the  method  of  working  along  the  Illinois 
& Michigan  Canal  has  been  fully  settled 
upon. 

2.  A written  description  of  the  loca- 
tion and  dimensions  of  the  River  Diver- 
sion from  the  bend  of  the  Despiaines 
River  above  Lemont  at  Station  1070  of 
the  said  river  diversion  to  its  intersection 
wiih  Goose  Lake  at  Station  1290. 

The  grade  of  this  part  of  the  river  di- 
version differs  somewhat  from  the  grade 
as  determined  by  the  specifications  for 
this  work.  When  these  were  prepared 
no  study  for  a general  system  of  river 
diversion  from  Summit  to  Goose  Lake 
had  been  made,  and  the  grade  was  gen- 
erally specified  at  one  foot  below  low 
water  in  the  river.  On  taking  the  mat- 
ter up  more,  systematically  it  was  found 
that  better  results  would  be  obtained 
throughout  this  reach  with  the  same 
amount  of  excavation,  if  the  grade  was 
fixed  2.8  feet  below  low  water  at  Station 
1070;  at  the  level  of  low  water  at  Station 
1180,  and  1.12  feet  below  low  water  at 
Station  1290,  thus  giving  the  same 
amount  of  work  with  a more  regular  and 
effective  slope. 

The  river  diversions  on  Sections  1,  2,  4 
and  5,  and  on  Sections  A,  B,  C,  E,  and  F, 
have  not  been  finally  located  and  refer- 
enced, and  veVy  little  work  has  been  done 
thereon,  hence  no  written  description  is 
furnished. 

The  estimates  therefor  submitted  to  the 
Board  on  March  29,  were  based  upon  the 
location  and  grades  as  shown  upon  the 
map  and  profiles  accompanying  this  re- 
port. For  Sections  B,  C,  E,  and  F,  these 
correspond  strictlv  with  the  specifications 
for  the  work,  but  for  Sections  1,  2,  4 and 
5 the  grades  shown  are  lower  than  those 
specified,  increasing  the  glacial  drift  ex- 
cavation 113,850  cubic  yards  or  about 
$30,935. 

3.  A statement  of  Mr.  Francis  Murphy, 
accompanied  with  an  acknowledgment 
bt-fore  a Notary  Public,  regarding  the 
establishment  of  precise  bench  mark  No. 
1,  from  old  bench  marks  that  had  been 
made  by  the  Canal  Commissioned  on  the 
old  Bridgeport  lock. 

4.  Map  of  the  line  of  the  Main  Channel 
(scale  one  inch  equal  400  feet)  from  the 
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range  line  near  Summit  to  the  lower  end 
of  Section  14,  showing  location  of  the 
same,  and  of  the  river  diversion  levees, 
bench  marks,  land  boundaries,  etc. 

5.  Profile  of  Main  Channel  and  River 
Diversions,  from  range  line  near  Summit 
to  the  lower  end  of  Section  14,  Showing 
surface  of  earth  and  rock  as  nearly  as  has 
been  determined,  grades;  etc. 

6.  Plan  of  characteristic  cross-sections 
covering  the  same  range  as  the  map  and 
profiles. 

7.  Nine  hektograph  prints  of  the  pro- 
file and  map  of  the  Main  Channel  for  in- 
dividual members  of  the  Board. 

In  the  submission  of  the  above  items 
the  requirements  of  the  following  orders 
are  fully  complied  with: 

Order,  September  28,  1892,  Page  769  of 
Proceedings. 

Recommendation  in  Committees  Re- 
port, Nov.  2,  1892,  Page  850  of  Proceed- 
ings. 

Items  6 and  8 of  the  Order  of  Nov.  1 6, 

1892,  Page  884  of  Proceedings. 

Profile  showing  height  of  floods  of  May 
and  June,  1892,  as  called  for  by  older  of 
Feb.  23,1893,  Page  1062  of  Proceedings. 

Unfilled  .items  of  order  of  March  15, 

1893,  Page  1104  of  Proceedings. 

Respectfully  submitted, 

(Signed)  Benezette  Williams, 
Chief  Engin  er. 

April  19th,  1893.” 


DESCRIPTION  OF  THE  MAIN  CHANNEL  BE- 
TWEEN SUMMIT  AND  THE  SOUTH  END  OF 

SECTION  14. 

Location. — Beginning  at  Station  480  of 
said  Main  Channel  west  of  Summit  on  a 
tangent  forming  the  center  line  thereof, 
whidh  said  tangent  intersects  the  East/ 
and  West  quarter  line  of  Section  14, 
Township  38  North, Range  12  East  of  the 
3d  Principal  Meridian  at  Station  503-}- 13.4 
on  line  of  said  Main  Channel  and  at  a 
point  1268.9  feet  west  of  the  east  quarter 
corner  of  said  section  14;  and  that  inter- 
sects the  section  line  between  sections  23 
and  23,  township  and  range  as  aforesaid, 
at  Station  570+93  on  Ime  of  said  Main 
Channel  at  a point  163  feet  south  of  the 
quarter  corner  between  said  sections  22 
and  23;  said  tangent  being  continued  to 
Station  628-}-83.5  of  said  Main  Channel, 
said  Station  being  located  in  the  South- 
east corner  of  the  Northwest  quarter  of 
section  27,  town  and  range  as  aforesaid; 
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thence  turning  12  deg.  and  6 min. 
to  the  right  with  a 30-minute 
curve  to  Station  6534-03.5;  thence 
continuing  bn  a tangent  to  said 
curve,  said  tangent  intersecting  the  east 
and  west  quarter  line  of  section  33,  town 
and  range  as  aforesaid,  at  Station  7l3-f-52 
of  said  Main  Channel  and  at  a point  1604.4 
feet  west  of  the  center  of  said  section  33 
and  intersecting  the  north  and  south 
quarter  line  of  Section  5,  Township  37 
North,  Range  12  East  of  the  3rd  Princi- 
pal Meridian  at  Station  761-4-54.3  of  said 
Main  Channel  and  at  a point  2126.2  feet 
north  of  the  center  of  said  section  5; 
thence  continuing  on  a straight  line  to 
Station  7674-15.3  of  said  Main  Channel; 
thence  curving  to  the  right  9 
deg.  12  min.  with  a 30  minute 
curve  to  Station  7854-55.3  of  said 
Main  Channel;  thence  continuing  on 
a tangent  to  said  curve,  which  tangent 
intersects  the  section  line,  between  sec- 
tions 5 and  6,  town  and  range  aforesaid, 
at  Station  7934-89.3  and  at  a point  190.4 
feet  north  of  the  quarter  corner  between 
said  sections  5 and  6 and  that  intersects 
the  east  and  west  quarter  line  of  Section 
12,  Township  37  North,  Range  11  East  of 
the  3rd  Principal  Meridian  at  Station 
895-}-25.2  of  said  Main  Channel  and  at  a 
point  on  said  east  and  west  quarter  line 
608.5  feet  west  of  the  center  of  said  sec- 
tion 12  and  that  intersects  the  section 
line  between  sections  14  and  15,  town  and 
range  aforesaid,  at  Station  9834-15  of  said 
Main  Channel,  and  at  a point  576.4  feet 
north  of  the  quarter  corner  between  said 
sections  14  and  15;  thence  continuing  to 
Station  989-f-84.55  on  said  Main  Chan- 
nel; thence  curving  to  the  right  10 
deg.  50  min.  and  30  sec.  with 
a 30  minute  curve  to  Station  10 11 4- 
52.88  of  said  Main  Channel;  thence 
on  a line  tangent  to  said  curve  that  inter- 
sects the  north  and  south  quarter  line  of 
section  15,  town  and  range  aforesaid,  at 
Station  10134-40.81  and  at  a point  862.22 
feet  south  of  the  center  of  said  section  15 
and  that  intersects  the  section  line  be- 
tween sections  19  and  20,  town  and  range 
aforesaid,  at  Station  11564-73  85  and  at  a 
point  915.25  feet  south  of  the  quarter 
• corner  between  said  sections  19  and  20 
and  that  intersects  the  range  line  between 
ranges  10  and  11.  east  of  the  3rd  Princi- 
pal Meridian,  said  range  line  being  the 
line  between  the  counties  of  Will  and 
Cook  at  Station  12104-63.38  andat  a point 
286.2  feet  south  of  the  northwest  corner 
of  Section  30,  Township  37  North,  Range 
11  East  of  the  3rd  Principal  Meridian; 
thence  on  a straight  line  to  Station 
12414-37.7  of  said  Main  Channel; 
thence  curving  to  the  left  61  deg. 
57  min.  and  10  sec.  with  a 36 


miniPe  curve  to  Station  1344-j-63. 16; 
thence  on  a line  tangent  to  said  curve  and 
that  intersects  the  township  line  between 
townships  S6  and  37  North,  Range  10 
East  of  the  3rd  Principal  Meridian  at 
Station  13594-07.78  and  at  a point  1605  2 
feet  east  of  the  northwest  corner  or  Sec- 
tion 2,  Township  36  North,  Range  10  East 
of  the  3rd  Principal  Meridian  and  that 
intersects  the  section  line  between  sec- 
tions 11  and  14,  township,  aqd  range 
aforesaid,  at  a point  473.6  feet  east  of  the 
south wrest  corner  of  said  section  11,  town 
and  .range  aforesaid;  thence  continuing 
in  a straight  line  to  Station  1480  of  said 
Main  Channel,  being  the  south  end  of 
that  part  of 'said  Main  Channel  known  as 
Section  14. 

Oracle. — The  elevation  of  the  bottom  of 
said  Main  Channel  at  said  Station  480 *is 
23.22  feet  below  datum.  It  descends 
thence  at  the  rate  of  .03  cf  afoot  vertical 
to  1000  feet  horizontal  to  Station  740  at 
Willow  Springs  Road  where  it  has  an 
elevation  of  24  feet  below  datum,  and 
descends  thence  with  a slope  of  .08  of  a 
foot  vertical  to  1000  feet  horizontal  to 
Station  1480  at  the  lower  end  of  Section 
14  where  it  has  an  elevation  of  29.92  feet 
below  datum. 

Cross  Section. — Cross . Section  of  said 
Main  Channel  from  Station  480  to  a point 
at  or  about  Station  713  is  to  be  210  feet  on 
the  bottom  with  side  slopes  of  two  hori- 
zontal to  one  vertical,  to  a height  of  25 
feet  above  grade;  thence  to  the  natural 
ground  surface  the  slope  thereto  to  be  H 
horizontal  to  1 vertical  from  a point  at  or 
about  Station  713  for  a distance  of  125 
feet,  said  channel  to  gradually  contract 
at  the  bottom  to  a width  of  160  feet; 
thence  to  Station  1480  the  cross  section 
of  said  channel  shall  have  a width  of  160 
feet  in  the  clear  at  the  bottom. 

Wherever  the  sides  of  said  channel 
come  in  rock  they  are  to  be  kept  vertical, 
except  for  such  off-sets  as  are  found  nec- 
essary in  elevation.  Wherever  the  sides 
of  said  channel  are  in  material  other  than 
solid  rock  they  are  to  be  walled  from  the 
surface  of  the  rock,  or  from  the  bottom 
of  the  channel  as  the  case  may  be,  to  a 
height  of  5 feet  above  datum.  The  top 
of  said  wall  on  each  side  of  the  channel 
to  be  83  feet  from  the  center  line  of  said 
channel.  Their  thickness  at  top  to  be  4 
feet  and  at  the  bottom  their  thickness 
shall  never  be  less  than  one  half  of  t}ie 
total  height. 

DESCRIPTION  OF  RIVER  DIVERSION  CHAN- 
NEL FROM  STATION  1070  ABOVE  LEMONT 

TO  STATION  1290  AT  GOOSE  LAKE. 

Location. — Beginning  at  a point  on  the 
westerly  margin  of  the  Desplaines  River 
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in  the  southeast  corner  of  the  southwest 
quarter  of  Section  16,  Township  3?  North, 
Range  11  East  of  the  3rd  Principal  Merid- 
ian, 145  feet  north  of  the  Cook  County 
line,  which  point  is  on  the  north  line  of 
the  River  Diversion,  said  north  line  run- 
ning thence  west  and  parallel  to  the  said 
county  line  a distance  of  about  1300  feet; 
thence  on  a curve  to  the  left  to  the  inter- 
section of  said  north  line  with  the  said 
county  line  at  Station  1089+97.28,  said 
point  being  458.28  feet  east  of'  the  north- 
west corner  of  Section  21,  town  and 
range  aforesaid;  thence  running  on  a 
tangent  to  Station  1094+91.8  of  thenorth 
line  of  said  River  Diversion,  which  point 
is  184.2  feet  south  of  the  northwest  cor- 
ner  of  said  Section  21;  the  center  line  of 
said  River  Diversion  intersecting  the  sec- 
tion line  between  Sections  20  and  21, 
town  and  range  aforesaid,  291.83  feet 
south  of  the  northeast  corner  of  said  Sec- 
tion 20;  thence  continuing  in  a straight 
line  intersecting  the  north  and  south 
quarter  line  of  said  Section  20,  1267.90 
feet  north  of  the  center  of  said  section 
and  intersecting  the  east  line  of ‘Section 
19,  town  and  range  aforesaid,  223.71 
feet  north  of  the  east  quarter  corner  of 
said  section;  thence  to  Station  1236+50 
of  said  center  line  in  the  northeast  corner 
Of  the  northwest  quarter  of  Section  25, 
Township  37  North,  Range  10  East  thence 
curving  to  the  left  6 deg.  with  a 1 deg. 
curve  to  Station  1242+50;  thence  curving 
to  the  left  with  a 25  minute  curve  to  the 
intersection  with  Goose  Lake  in  the  south- 
east quarter  of  Section  26,  town  and 
range  aforesaid. 

Grade. — The  grade  of  the  bottom  of 
said  River  Diversion  to  be  as  follows: 
Beginning  at  Station  1070  with  an  eleva- 
tion of  5.04  feet  above  datum,  it  is  to 
descend  thence  with  a uniform  grade  to 
Station  1100  where  it  has  an  elevation  of 
4.68  feet  above  datum;  thence  it  descends 
with  a uniform  grade  to  Station  1150 
wnere  it  has  an  elevation  of  4.08  feet 
above  datum;  thence  it  descends  with  a 
uniform  grade  to  Station  1200  where  it 
has  an  elevation  of  3.48  feet;  thence  to 
Station  1250  where  it  has  an  elevation  of 
2.88  feet;  thence  with  a uuiform  grade 
to  Station  1270  where  it  has  an  elevation 
of  2.64  feet;  thence  with  a uniform  grade 
to  Station  129o  where  it  has  an  elevation 
of  2.04  feet  above  datum. 

Gross  Section. — The  said  River  Diver 
sion  is  uniformly  200  feet  in  width  at  the 
bottom  and  when  in  rock  the  sides  are 
taken  out  vertically— when  m earth  with 
a slope  of  one  to  one. 


“31  Winthrop  Place,  Chicago,  ) 
April  16,  1893.  f 

Mr.  Benezette  Williams,  Chief  Engineer , 

Sanitary  District  of  Chicago: 

Dear  Sir:— In  reply  to  your  letter  of 
the  3rd  inst.,  I will  make  the  following 
statement: 

In  the  construction  of  the  Bridgeport 
Pumping  Works  it  became  necessary  to 
remove  the  upper  courses  of  masonry 
from  the  old  lock  in  the  Illinois  & Mich- 
igan Canal  at  Ashland  avenue.  There 
were  bench  marks  on  the  upper  surface 
of  one  of  the  coping  stones  at  the  north 
end  of  the  east  wall  of  the  lock.  I am 
not  positive ’as  to  whether  they  were  two 
or  three  in  number.  One  was  neatly  en- 
graved, with  the  elevation  11.12  beside 
it.  The  lock-keeper  stated  this  to  be  the 
one  which  he  had  seen  put  in  by  General 
Wilson. 

In  order  to  save  these  benches,  I ran' 
levels  to  a bench  mark  which  I had  pre- 
pared upon  the  west  end  of  the  door  sill 
of  the  Canal  Collector’s  office.  This  was 
done  between  June  23rd  and  Juiv  loth, 
1882. 

I found  that  the  benches  all  had  the 
same  elevation,  as  nearly  as  I could  de- 
termine. For  one  of  them  the  elevation 
11.120  was  given  as  reliable  by  Richard 
Potts,  Assistant  City  Engineer,  so  Fused 
this  elevation. 

In  leveling  the  rod  was  waved  and 
each  reading  repeated  several  times. 
The  readings  for  each  sight  were  all 
equal.  The  distances  between  the  in- 
strument and  the  sights  were  laid  off 
equal  by  measurement.  The  accompany- 
ing sketch  shows  the  position  of  the 
benches  and  the  line  over  whicn  the 
levels  were  run. 

Mr.  Potts  had  nothing  to  do  with  this 
transfer,  and  to  my  knowledge  did  not 
make  the  transfer  between  the  old  bench 
and  that  on  the  door  step  at  any  time . 

Respectfully  yours, 

(Signed)  Francis  Murphy.’’ 

COPY  OF  TRANSFER  NOTES. 


B.S. 

Inst . 

F.S.jElev. 

11.120 

i North  bench  on  copins? 
1 of  Canal  Lock, 
f Transferred  to  west  end 

1.869 

12.989 

6.447 

6.542 

> of  door  sill,  Canal 
1 Collector's  office. 

/ B.  M.  on  west  end  Canal 

4.403 

10.915 

1.501 

9.441 

> Collector’s  office  on 
) door  sill. 

(Sketch  accompanying.) 
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“I  hereby  certify  that  the  statement 
within,  made  by  me  relative  to  the  bench 
marks  and  notes  of  same  is  correct  and 
true  to  the  best  of  my  knowledge  and  be- 
lief. 

(Signed)  Francis  Murphy,  C.  E. 

Subscribed  and  sworn  before  me  this 
18th  day  of  April,  1893. 

(Signed)  Samuel  M.  Dickson, 

Notary  Public” 

(Notarial  seal.) 

PURCHASE  OF  “CASS  AND  LIPE  LANDS.” 

Mr.  Eckhari.  Chairman,  presented  a 
report  from  the  Joint  Committee  on 
Finance  and  Engineering,  recommend- 
ing the  purchase  of  right  of  way  lands 
in  Cook  County,  owned  by  George  W. 
Cass  and  Mrs.  Elizabeth  Lipe,  and  au- 
thorizing and  directing  the  Glerk  to  pay 
for  said  lands  on  the  voucher  of  the  At- 
torney, as  provided  in  the  report;  and 
the  report  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
weck,  moved  that  the  report  be  adopted, 
ordered  printed  and x placed  on  tile,  the 
■recommendations  'made  therein  concur- 
red in,  and  the  Clerk  authorized  and  di- 
rected to  pay  to  George  VV.  Cass  and  Mrs. 
Elizabeth  Lipe,  on  the  voucher  of  the  At- 
torney, for  said  lands  as  provided  in  the 
report. 

On  roll-call  the  vote  stood  : Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast,  and  Wen- 
ter — seven  (7).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  the  recommendations  made  therein 
concurred  in,  and  the  Clerk  authorized 
and  directed  to  pay  George  W.  Cass  and 
Mrs.  Elizabeth  Lipe,  on  the  voucher  of 
the  Attorney,  for  said  lands,  as  provided 
in  the  report. 

The  following  is 

THE  REPORT: 

“Chicago,  April  19, 1893. 

To  the  Honornhle  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — The  Joint  Committee  on 
Finance  and  Engineering  have  reached 
an  agreement  for  the  purchase  of  lands 
necessary  for  the  corporate  purposes  of 
this  District,  hereinafter  more  particu- 
larly described,  from  the  following  per- 
sons, a.t  the  prices  herein  stated,  to- wit: 

From  George  V/.  Cass  the  land  herein- 
after described,  for  the  tu  n of  sixteen 
hundred  ($1,600)  dollars. 


From  Elizabeth  Lipe  the  land  herein- 
after described,  for  the  sum  of  nineteen 
hundred  fifty-nine  and  seventy- fiye  one- 
hundredths  ($1,959.75)  dollars,. 

Your  Committee  recommend  that  the 
Clerk  of  this  District  be  authorized  and 
directed  to  pay,  on  the  vouchers  of  the 
Attorney  to  said  George  W.  Cass,  the 
sum  of  six  een  hundred  ($1,600)  dollars 
in  full  payment  for  the  following  de- 
scribed land,  to- wit: 

That  part' of  the  southwest  fractional 
quarter  (£)  c£  the  southeast  fractional 
quarter  (i)  of  Section  one  (1),  Township 
thirty-eight  (38)  North,  Range  twelve  (12) 
East  of  th©  Third  Principal  Meridian, 
lying  west  of  the  center  thread'  of  the 
Desplaines  River,  containing  six . and 
forty  one-hundredths  (6.40)  acres,  more 
or  less. 

To  said  Elisabeth  Lips,  the  sum  of 
nineteen  hundred  fifty-nine  and  seventy- 
five  one-hundredths  ($1,959.75)  dollars.in 
full  payment  for  the  following  described 
land,  to- wit: 

That  part  of  the  southeast  quarter  (J) 
of  the  southwest  quarter  {$)  of  Section 
one  (1),  Township  thirty- eight  (38)  North, 
Range  twelve  (12)  East  of  the  Third  Prin- 
cipal Meridian,  bounded  and  described 
as  follows: 

Beginning  at  the  southeast  corner  of 
said  southeast  quarter  (£)  of  said  south- 
west quarter  (£)  and  mnning  thence 
north  along  the  north  and  south  center 
line  of  said  section  one  (1)  to  the  north- 
east corner  of  said  southeast  quarter  {l) 
of  said  southwest  quarter  (£)  of  said  Sec- 
tion one  (1),  thence  west  on  a line  paral- 
lel with  the  south  line  of  said  southwest 
quarter  (i)two  hundred  (200)  feet;  thence 
south  on  a line  parallel  with  the  east  line 
of  said  southwest  quarter  (i)  to  the  south 
line  of  said  section;  thence  east  on  said 
south  line  two  hundred  (200)  feet  to  the 
point  of  beginning,  containing  six  and 
three  one- hundredths  (6.03)  acres,  more 
or  less. 

All  of  said  above  described  land  lying 
and  being  situate  in  the  County  of  Cook 
in  the  State  of  Illinois. 

Respectfully  submitted, 

(Signed)  B.  A.  Eckhart, 

Chairman. 
Thomas  Kelly, 

L.  E.  Cooley, 

Wjs*.  Boldenweck, 
John  J.  Altpeter, 

Joint  ' Committee  on  Finance  and  En- 
gineering n 
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PURCHASE  OF  “TEDENS  AND  THORMAHLEN 
LANDS. 

Mr.  Eckhart,  Chairman,  presented  a 
report  from  the  Joint  Committee  on  Fi- 
nance and  Engineering,  recommending 
the  purchase  of  right  of  way  lands  in 
DuPage  County,  owned  by  John  H.  Te- 
dens  and  John  Thormahlen,  and  author- 
izing and  directing  the  Clerk  to  pay  for 
said  lands  on  the  voucher  of  the  Attor- 
ney, as  provided  in  the  report;  and  the 
report  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Bolden- 
weck,  moved  that  the  report  be  adopted, 
ordered  printed  and  placed  on  file,  the 
recommendations  made  therein  concur- 
red in,  and  the  Clerk  authorized  and  di- 
rected to  pay  John  H.  'Tedens  and  John 
Thormahlen,  on  the  voucher  of  the  At- 
torney, for  said  lands,  as  provided  in  the 
report. 

On  roll-call  the  vote  stood:  Yeas-— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Kelly  and  Wenter — five  (5).  Nays — 
Messrs.  Eckhart  and  Prendergast — two  (2). 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  the  recommendations  made  therein 
concurred  in,  arid  the  Clerk  authorized 
and  directed  to  pay  John  H.  Tedens  and 
John  Thormahlen,  on  the  voucher  of  the 
Attorney,  for  said  lands  as  provided  in 
the  report. 

The  following  is 

THE  REPORT: 

“Chicago,  April  19,  1893. 

To  the  Honorable  the  Bbard  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— The  Joint  Committee  on 
Finance  and  Engineering  have  reached 
an  agreement  with  John  H.  Tedens  and 
John  Thormahlen  fof  the  purchase  from 
them  for  the  corporate  purposes  of  this 
District,  of  the  land  hereinafter  de- 
scribed, for  the  sum  of  $5  965.30. 

Your  Committee  recommend  that  the 
Clerk  of  this  District  be  authorized  and 
directed  to  pay,  on  the  voucher  of  the 
Attorney,  to  said  John  H.  Tedens  and 
John  Thormahlen.  the  sum  of  $5,965.30 
in;  full  of  payment  for  the  following  de- 
•scribed  land,  to-wif. 

All  that  part  of  the  south  half  (D  of 
Section  sixteen  (16)  in  Township  thirty- 
seven  (37)  North.  Range  eleven  (11)  East 
of  the  Third  Principal  Meridian,  lying 
between  the  center  thread  of  the  Current 
of  the  Desplaines  River  and  a straight 


line  drawn  northeasterly  from  a point 
in  the  south  line  of  said  Section  sixteen 
(16)  431  39-100  feet  east  of  the  southwest 
corner  of  said  Section  to  a point  in  the 
east  line  of  said  section  688  11-100  feet 
south  of  the  east  quarter  corner  of  said 
section,  containing  70  18-100  acres,  more 
or  less.  Said  land  lying  and  being  sit- 
uate in  the  County  of  DuPage,  in  the 
State  of  Illinois. 

Respectfully  submitted, 

(Signed)  L.  E.  Cooley, 

Wm.  Boldenweck, 

John  J.  Altpeter, 
Thos.  Kelly, 

Joint  Committee  on  Finance  and  Engi- 
neering 

committee’s  report  on  tail  race— 

LOCFPORT  TO  JOLIET. 

Mr.  Cooley,  Chairman,  presented  the 
completed  minority  report  from  the  Joint 
Committee  on  Engineering  and  Finance, 
permission  to  print  the  same  having  been 
given  by  unanimous  consent  at  the  last 
meeting  of  the  Board,  held  April  12,  1893, 
(page  1,151  of  the  Proceedings). 

Mr.  Boldenweck,  seconded  by  Mr. 
Kelly,  moved  that  the  minority  report 
just  presented  be  ordered  printed  and 
placed  on  file. 

The  motion  prevailed  unanimously  and 
it  was  so  ordered. 

The  following  is 

THE  MINORITY  REPORT,  A9  COMPLETED! 

“ Lock  port- Joliet  Reach— Statement. 

The  Main  Channel  of  the  District  bow 
terminates  about  1.600  feet  south  of  the 
north  line  of  Section  14,  Loekport  Town- 
ship, (T.  86,  N.,  R.  10  E ) where  the  surface 
of  the  rock  is  some  1%  feet  below  Chicago 
datum,  and  on  the  slope  which  .descends 
for  miles  through  Joliet  to  Lake  Joliet 
at  a level  77  feet  below  datum.  Over  this 
entire  reach  works  of  some  character  will 
be  required  of  the  District.  All  routes 
must,  nowevpr,  pass  over  the  same  course 
through  Joliet  below  Dam  No.  1,  which 
forms  what  is  known  as  the  “upper  basin” 
—an  artificial  pool,  some  4,000  feet  long, 
occupied  jointly  by  the  canal  and  by  the 
Desplaines’  River. 

The  present  consideration  is  limited  to 
the  stretch  between  the  two  fixed  points, 
yiz,,  the  present  terminus  of  the  channel  at 
Station  1480  and  Dam  No.  1 at  Station 
1760,  6.8  miles  by  the  East  route,  and  some 
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600  feet  farther  by  the  line  .along  the  west 
side  of  the  valley. 

The  lowest  line  of  the  valley  is  by  the 
natural  course  of  the  river.  Beginning  at 
the  present  end  of  the  channel  where  the 
rock  is  7K  feet  below  datum,  and  the  bot- 
tom of  the  chanpel  at  29.92  feet  below,  in  a 
distance  of  ll4  miles,  the  level  of  Norton’s 
pooi  is  reached  at  20  feet  below  datum;  in 
two  miles,  at  a point  below  the  Wire  Mills 
a level  of  30  feet,  and  one  half  mile  farther 
9 level  of  34  feet.  In  a direct  course  of  3% 
miles,  the  level  of  the  upper  basin  at  40>^ 
feet  below  datum  is  practically  reached 
about  one  fourth  mile  above  the  E.  J.  & E. 
Ry.  bridge,  and  1 % miles  above 
•Dam  No.  1.  The  normal  water  surface 
at  Dam  No.  1 is  41  feet  below 
datum,  and  the  bed  rock  is  13  feet 
lower.  The  course  of  the  river  is  crooked, 
some  three-fourths  mile  longer  than  a di- 
rect line,  making  a deep  easterly  bend  at 
Lockport,  where  it  is  within  a short  dis- 
tance of  the  Canal,  thence  detouring  to  the 
west  about  one-half  mile,  and  returning  to 
the  canal  2>£  miles  below  Lockport,  near 
the  E.  J.  & E.  Railway  crossing. 

Enclosed  within  this  bend,  and  adjacent 
to  the  canal,  i3  an  area  of  higher  ground, 
nearly  two  miles  long,  the  upper  half  of 
which  is  slightly  above  the  level  of  Nor- 
ton’s Pool,  thence  dropping  rapidly  through 
deep  and  extensive  quarries  to  the  level  of 
the  upper  basin  above  the  E.  J.  & E.  Rail- 
way. Sweeping  along  the  foot  of  the  west 
bluffs,  below  the  wire  mill  and  down  to  a 
point  opposite  the  upper  basin  is  a bench  pf 
some  regularity  and  generally  in  the  vi- 
cinity of  25  feet  below  datum  the  immedi- 
ate vicinity  of  the  river  opposite  Lockport 
is  flat,  but  for  one  (1)  mile  below  the  wire 
mill  the  river  in  floods  is  within  reasonable 
limits,  thence  it  spreads  out  widely  to  the 
upper  basin. 

The  land  along  the  west  bluff  is  most  fav- 
orably situated  for  any  use  to  which  the 
valley  is  adapted,  as  manufacturing  sites 
and  railway  location,  and  for  some  of  it,  a 
mineral  value  is  claimed.  That  along  the 
river  is  subject  to  overflow,  and  much  of  it 
is  under  water,  or  so  low  as  to  be  practi- 
cally in  servitude  to  the  river.  None  of  the 
lands  have  agricultural  value  other  than  for 
pasturage. 

The  Santa  Fe  Railway  traverses  the  val- 
ley from  Lockport  to  the  E.  J.  & E.  Rail- 
way, sweeping  the  edge  of  the  .low  ground 


between  the  river  and  canal.  A nbw  loca- 
tion . was  projected  and  right  of  way  se- 
cured, several  years  since,  from  the  bend 
below  the  'Wire  Mill  to  the  west  side  of  the 
upper  basin,  with  a view  to  a bridge  cross- 
ing below  the  Steel  Works,  but  this  right  of 
way  is  not  yet  occupied. 

The  E.  J.  & E.  Ry.  crosses  the  Valley 
some  30  feet  above  the  back  water  of , the 
upper  basin,  and  one  and  one-half  miles 
above  Dam  No.  1.  The  switch  crossing 
which  formed  the  old  line  below  the  bridge 
has  been  pulled  up  once  and  abandoned. 

The  industries-,  are  the  Oat  Meal  Mill 
and  Wire  Mill  located  around  the  water 
power  at  Lockport  lower  highway  bridge 
over  the  river.  Pitt’s  Agricultural  Works 
lie  tolthe  west  of  the  upper  basin  and  half 
way  to  the  bjiuffs,  and  the  Horseshoe 
Works  are  located  one  fourth  mile  to  the 
north.  Aside  from  the  quarries  by  the 
canal  on  the  east  these  are  the  only  in- 
dustries in  actual  operation. 

The  extreme  range  for  the  location  of  th8 
channel  is  from  the  Illinois  and  Michigan 
Canal,  which  is  under  the  bluff  on  the 
east,  to  the  opposite  bluff  On  the  west.  The 
route  curving  to  the  west  from  the  end  of 
the  present  channel,  and  thence  sweeping 
the  bluff  to  Dam  No.  1,  would  form  a sym- 
metrical bow  of  which  the  route  on  the 
east  in  direct  prolongation  of  the  channel, 
and  thende  parallel  to  the  canal,  would 
form  the  string,  the  depth  of  the  bow  at  the 
middle  point  being  nearly  two-thirds  of  a 
mile.  Within  these  limits  several  locations 
are  feasible,  according  to  the  purpose  to 
be  achieved  and  the  character  of  the  work 
required,  but  each  route  will  differ  in  the 
special  treatment  best  adopted  thereto. 

CHOICE  OF  ROUTE 

Railway  lines,  industries,  right  of  way 
and  facility  in  bridging,  are  practical  con- 
siderations, bearing  immediately  on  loca- 
tion and  cost.  The  disposition  of  the 
river  and  its  floods,  the  best  results  for  navi- 
gation and  the  utilization  of  water  power 
are  questions  affecting  both  the  character 
of  the  work  as  well  as  the  location.  A route 
that  will  lend  itself  most  readily  to  a 
deeper  and  more  capacious  Main  Channel 
is  in  harmony  with  sound  public  policy  for 
the  future.  * A route  that  involves  the 
minimum  of  expenditure  in  disposing  of 
the  water  from  the  Main  Channel  and  that 
is  adapted  to  unlimited  development,  best 
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lends  itself  to  what  it  is  now  practicable  to 
achieve. 

These  several  considerations  at  once  nar- 
row the  choice  to  three  locations,  each  of 
which  is  typical  in  manner  of  treatment 
and  which  will  be  considered  more  in  detail 
later. 

But  one  location  is  practicable  west  of 
the  river,  viz.,  that  running  west  of  the 
river  will,  skirting  the  bluffs  and  passing 
behind  the  Horseshoe  and  Agricultural 
works  and  terminating  about  the  middle  of 
the  upper  basin. 

This  route  necessarily  carries  a high 
level  down  to  Joliet,  on  account  of  the  lay 
of  the  land,  and  involves  a long  and  expen- 
sive retaining  embankment.  It  necessarily 
receives  the  Oesplaines  River  and  its  floods, 
discharging  them  along  with  the  water 
from  the  Main  Channel,  over  weirs  oppo- 
site the  upper  basin,  and  it  necessarily  flows 
several  hundred  acres  of  land,  while  the 
natural  river  course  is  abandoned,  except 
as  water  may  be  wasted  thereto  through 
special  works  near  Lockport.  The  Sum- 
mit level  of  the  Main  Channel  is  neces- 
sarily terminated  and  regulating  works  a ad 
a gtrard  lock  established  in  the  vicinity  of 
Lockport,  on  account  of  cost  and  also  to 
avoid  the  very  extensive  flowage  (upward 
of  1,000  acres  of  land,  to  Goose  Lake  on  the 
north  and  up  Big  Slough  on  the  west),  which 
would  result  from  carrying  th$  level  to 
Joliet,  and  the  water  power  is  Impaired. 
A raising  of  the  grade  and  a low  draw 
bridge  is  necessitated  for  the  E.  J.  & E. 
Railway,  and  other  railway  solutions  are 
complicated.  This  location  seems  also  to 
have  rendered  expedient  the.  proposition  to 
take  flood  waters  into  the  Main  Channel  at 
Summit,  and  to  lessen  the  grade  and  reduce 
the  capacitvof  the  Main  Channel.  Finally, 
the  route  is  not  adapted  to  a channel  of  the 
greatest  capacity,  and  it  involves  the 
largest  present  investment. 

A route  directly  to  the  Wire  Mill,  thence 
by  river  to  near  the  E.  J.  & E.  Railway, 
thence  bouUi  to  the  upper  basin,  has  many 
merits  and  readily  lends  itself  to  progress- 
ive treatment.  This  would  necessitate 
suppressing  the  Wire  Mill  property.  The 
Summit  level  would  be  continued  to  the 
vicinity  of  the  lower  highway,  and  the 
river  received  into  the  level  below,  some  20 
feet  below  datum.  A second  lock  near  the 
E.  J.  & E.  Railway  would  drop  to  the  Joliet 
level.  This  route  is  capable  of  the  sim- 


plest treatment,  as  for  a large  part  of  the 
way  it  occupies  the  very  lowest  ground 
thus  requiring  moderate  embankments 
against  rising  ground.  The  route  lends 
itself  to  the  largest  future  development  and 
involves  a small  present  investment. 

The  east  route  is  an  extension  of  the 
Main  Channel  to  a point  near  the  canal, 
thence  parallel  to  the  canal.  The  Summit 
level  is  to  be  continued  to  a point  opposite 
Lock  No.  2 of  the  Illinois  and  Michigan 
Canal,  midway  between  the  end  of  the 
present  Channel  and  Dam  No.  1,  and  then 
dropped  by  one  or  two  locks  through  the 
quarries  to  the  Joliet  level.  The  cuurse  of 
the  river  is  to  be  diverted  on  the  weit  and 
it  may  join  the  Joliet  level  at  the  E.  J.  & E.' 
Bridge  or  at  the  upper  basin,  as  preferred. 
Until  such  time  as  the  works  are  to  be  fully 
completed,  the  waste  waters  are  to  follow 
the  river  below  the  W ire  Mills.  This  route 
predicates  certain  changes  in  the  location  of 
the  Santa  Fe  Railway,  as  proposed  in  the 
communication  to  this  Board  of  J une  7th 
last.  No  industrial  interests  are  disturbed, 
except  the  quarries  along  the  canal,  which 
must  ultimately  be  taken;  meantime, 
quarrying  will  b8  so  much  done  against  the 
future. 

Between  the  river  and  the  ea3t  route  sev- 
eral variations  of  line  can  be  made,  all 
passing  the  E.  J.  & E.  bridge  and  all  pos- 
sessing merit.  All  of  these  involve  chang- 
ing the  location  of  the  Sante  Fe,  over  to  the 
(■anal  or  to  the  west,  as  proposed  by  that 
corporation. 

It  will  be  perceived  that  the  westerly 
line  carries  a high  level  to  Joliet,  while  ail 
other  lines  drop  to  the  Joliet  level  above 
the  E.  J.  & E.  bridge.  The  westerly  line 
picks  up  the  river  bodily,  and  and  gives  it 
a new  course  along  with  the  channel 
water.  The  river  route  is  virtually  a river 
improvement  and  correction  below  the 
Wire  Mill,  while  a route  east  of  the  river 
is  tree  from  the  variable  flow  of  the  stream 
until  it  reaches  the  Joliet  level  at  the  E.  J. 
& E.  bridge  or  below.  All  routes  except 
the  we>t  are  moderate  in  first  expenditures, 
and  lend  themselves  to  any  future  require- 
ment. 

An  ideal  location  is  one  which  permits 
the  shortest  extension  of  the  Summit  level 
on  good  supporting  ground,  thence  a drop 
in  the  least  distance  practicable*  to  the 
Joliet  level,  and  that  also  excludes  all  vari- 
ations due  to  floods.  This  combines  all 
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the  best  requirements  for  regulation,  for 
navigation  and  for  water  power.  It  also 
has  manifest  advantages  in  permitting  high 
bridges  on  the  Joliet  level.  It  lends  itself 
best*to  an  enlarged  future  channel.  These 
conditions  are  most  nearly  met  on  the  east 
route. 

A further  condition,  in  view  of  the  limited 
expenditure  for  the  present  disposition  of 
the  water,  is  that  the  location  of  the  ulti- 
mate works  shall  be  free  from  water,  or 
easily  capable  of  being  unwatered,  thus 
facilitating  and  cheapening  future  con- 
struction. This  condition  is  also  most 
fully  met  in  the  easterly  line. 

THE  ESTIMATES. 

Estimates  are  submitted  in  Memoran- 
dum No.  1 (see  page  1160  of  Proceedings) 
tor  the  cheapest  plan  of  wasting  the  water 
by  the  course  of  tne  river,  and  also  for  the 
future  construction  of  a navigaole  chan- 
nel by  the  east  route.  In  memorandum 
No.  2 (see  page  1163  of  Proceedings)  esti- 
mates for  the  west  route  are  submitted  for 
the  disposition  of  the  water  in  such  a man- 
ner as  to  develop  the  water  power  and  also 
for  the  works  required  to  make  the  channel 
available  fur  navigation  in  the  future. 
These  estimates  are  complete  to  Dam  No.  1 
at  Joliet.  No  estimate  is  submitted  for  the 
river  route  as  a navigable  channel,  but  it  is 
believed  that  in  cost  it  will  compare  most 
favorably  with  either  of  the  others. 

The  works  estimated  are  of  a conserva- 
tive character  and  such  as  are  proper  in 
view  of  the  great  interests  in  life  and  prop- 
erty at  stake  in  the  valley  below.  The  full 
depth  of  water  in  the  Main  Channel  is 
carried  throughout.  The  estimates  are  sub- 
mitted for  the  grade  of  the  Main  Channel 
as  now  let  to  contract  and  also,  for  the 
grade  proposed  in  special  report  (see  page 
1066  of  Proceedings).  The  results  are  as 
follows : 

AVEST  ROUTE. 


AVORK. 

Proposed 

Grade. 

Established 

Grade. 

Extending  Mam 
Channet  900  ieei 
aud  regulating 
Avorks 

$ 694,194 
1,461,726 
2,715.920 

$ 769,514 

1,586,326 
2.759,320 

Waste  channel  anu 
land 

Completing  chan 
nelfor  navigation 

Total 

$ 4,871,840 

$ 6,115,160 

EAST  ROUTE. 


Work. 

Proposed 

Grade. 

Estatfd. 

Grade. 

Extending  Main  Chan- 
nel 2,500  feet  and  reg- 
ulating work 

$ 333,600 
349,400 
3,794,000 

$ 354,600 
403,400 
3,892,000 

Waste  cfian’l  and  Land 
♦Navigable  Channel 

Total 

$4,477,000 

$4,650,000 

♦The  estimate  in  memorandum  No.  1 (page 
1163  of  the  Proceedings)  is  in  excess  by 
§>100,000  on  account  of  taking  the  price  of  rub- 
ble masonry  at  a higher  rate  than  for  the  west 
route.  It  is  herein  corrected. 

The  east  route  costs  least  as  a navigable 
channeh  This  is  due  in  part  to  the  better: 
treatment  in  regard  to  locks.  In  all  esti- 
mates for  navigation  heretofore  made,  the 
locks  have  exceeded  all  other  items  for  this 
reach.  In  the  foregoing  estimates  they  have 
been  taken  at  the  lowest  permissible  ligure 
without  making  detailed  estimates  for  each 
structure.  Reducing  the  number  of  locks 
contributes  to  efficiency  as  well  as  economy, 
as  each  lock  is  equivalent  to  lengthening 
the  channel  for  navigation  from  three  to 
five  miles. 

The  estimate  for  present  expenditure  is 
$758,000  for  the  eRst  route  as  against  $2, 3§5,- 
840,  or  less  than  one-third.  If  five  years 
be  assumed  as  the  minimum  time  before 
the  water  power  will  be  available  for 
rental,  and  the  navigation  development 
will  be  undertaken,  and  ten  years  as  the 
maximum,  with  interest  at  6 per  cent,  the 


investment  will  stand  as  follows 
work ’is  finally  completed: 

, when  the 

Investment. 

East 

Route. 

W est 
Route. 

Present  Investment. . .-. 

Interest  for  5 years 

Navigation  

$ 758,000 
208,589 
3,892,000 

$2,355,840 

652.568 

2,759,320 

Total  5 years  from 
date  

$4,858,589 

$5,767,728 

Total  10  years  from 
oate 

$5,126,953 

$6,598,983 

If  the  matter  be  considered  further  on  an 
investment  basis  it  is  found  that  the  wafer 
power  scheme  by  the  west  route  calls  for 
an  excess  of  capital  above  that  for  the 
simplest  disposition  of  the  water  as  fol- 


lows: 

At  the  end^of  five  years $2,041,819 

At  the  end  of  ten  years 2,605,710 


Again,  if  the  estimate  be  compared  on 
the  basis  of  depth  and  grade,  it  is  found 
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that  each  increase  of  two  feet  in  depth  in 
the  Main  Channel  adds  as  follows: 


West  route $243,000 

River  route 80,000 

East  route 119,000 


The  tail  race  will  be  affected  $54,000  by 
two  feet  change  of  bottom  grade  at  the 
lower  end,  provided  the  surface  grade  is 
correspondingly  changed;  but  an  increase 
of  depth  that  leaves  the  water  level  un- 
changed will  affect  it  only  to  the  extent  of 
the  additional  capacity  of  the  Main  Chan- 
nel. 

The  inference  from  the  above  is  that  the 
the  west  route  is  least  available  for  a chan- 
nel of  enlarged  capacity  and  finds  its  best 
adaptation  to  channels  of  less  capacity  than 
600,000  cubic  feet  per  minute;  and  also,  that 
it  is  least  available  for  progressive  develop- 
ment. 

DISCUSSION  OF  ESTIMATES. 

All  the  errors  appear  to  have  grown  out 
ot  one  primary  assumption,  viz.:  Water 
power  within  or  adjacent  to  the  limits  of 
the  city  of  Joliet.  The  only  route  which 
lends  itself  readily  to  this  scheme  is  the 
west,  all  other  waters  dropping  naturally 
to  the  Joliet  level  above  the  E.  J.  & E. 
Ry.  This  dominent  thought  seems  to 
have  rendered  all  other  considerations  of 
minor  moment.  It  has  necessitated  need- 
less complications  with  the  Desplaiues 
River  and  wide  flowage  of  land,  oc- 
casioned a reduction  in  grade  and 
capacity  of  the  Main  Channel  to  suit  the 
exigencies  of  the  west  site  caused  low 
bridges  and  a radical  change  in  the  grade 
of  the  E.  J.  & E.  Ry.  and  shut  out  railways 
from  the  west  side  of  the  valley,  except  at 
great l v increased  cost,  and  required  un- 
precedented embarkments  and  a treatment 
which  is  actually  a detriment  to  the  fullest 
development  of  water  power  and  a positive 
injury  to  navigation  as  compared  to  what 
is  feasible  elsewhere. 

As  all  these  considerations  have  vanished 
in  the  glare  of  the  primal  thought,  great 
difficulties  have  appeared  to  vex  any  other 
solution.  An  abandoned  railway  line  is 
rehabilitated  and  a projected  railway  which 
has  lain  dormant  for  four  years,  is  thrown 
across  the  path;  lands  fit  only  for  pasture 
on  one  side  of  a river,  take  on  mineral 
qualities,  on  the  opposite  bank  water  lots 
assume  side-bill  values,  manufacturing 
sites  are  discovered  and  industries  are  to 
be  injured,  necessitating  extraordinary 


work,  and  finally,  to  allow  water  to  run 
down  hill  over  solid  rock  and  in  the 
natural  channel  which  it  has  followed  for 
ages  without  great  embankments  and 
dams,  is  in  violation  of  engineering  princi- 
ples. 

Further  than  this,  having  fixed  on  a solu- 
tion which  is  the  “summum  bonum”  of  all 
things  for  the  west  route,  the  conception  is 
made  to  do  duty  on  all  other  lines  without 
regard  to  adaptation  and  at  great  additional 
cost,  and  having  decided  that  the  west 
route  has  no  disadvantages,  the  avoidance 
of  any  of  its  difficulties  of  course  makes  no 
compensation. 

1.  Water  Power— The  primary  assump- 
tion is  at  fault  in  making  the  best  develop- 
ment incident  to  the  location  proposed  and 
in  exaggerating  the  commercial  value. 
Water  power  is  preferably  developed  above 
the  E.  J.  & E.  Railway,  where  the  full 
head  of  the  channel  may  be  utilized  at 
all  times  and  where  ample  land  is  avail- 
able, and  such  location  presents  no  great 
difficulties. 

The  minimum  horse-power  will  be  from 
25,000  to  30,000  net,  according  to  the  way 
the  problem  is  treated  and  the  efficiency  of 
wheels.  The  statistics  of  water-power 
towns  show  from  three  to  five  thousand 
people  and  from  three  to  five  millions  of 
valuation  in  the  community  per  thousand 
horse-power.  That  means  in  this  location 
a city  of  not  less  than  75,000,  with  a valua- 
tion of  $75,000,000. 

Such  a growth  requires  space  outside  of 
present  city  occupation,  and  moreover,  a 
large  element  of  time  is  involved  in  the 
development.  Certainly  the  location  pro- 
posed is  not  the  most  available.  Even  in 
the  use  suggested  for  water-power  in  sup- 
plying the  Steel  Works,  it  is  proposed  to 
distribute  the  power  of  electricity  and  on 
this  view  of  the  question,  the  site  of  the 
power  is  far  less  important.  The  same 
would  be  true  should  the  power  be  trans- 
mitted to  Chicago. 

Water-power  and  manufacturing  sites 
have  been  let  on  long  leases  by  the  Niagara 
Water  Power  Co.,  at  a rental  of  $8.00  per 
net  horse-power  per  year,  and  at  Sault  Ste 
Marie  at  a rent'll  of  85.00  per  annum.  The 
Canal  authorities  in  this  State  have  leased 
for  years  at  Lockport.  Joliet  and  other 
points,  at  rates  not  exceeding  $4.00.  and 
developed  water  powers  have  been  sold  as 


April  19,] 


—1182- 


low  as  $50.00  per  horse-power,  it  is  doubt- 
ful if,  with  the  very  low  cost  of  coal  and 
the  high  development  of  steam  machinery, 
the  water-power  will  command  a rental 
value  much  exceeding  $6.00  net  for  the 
water  itself  at  the  site,  and  a long  period 
of  development  will  be  required  before  it 
is  fully  utilized. 

The  transmission  of  large  power  Jong 
distances  by  electricity  may  so  far  develop 
in  tne  future  as  to  change  these  conclusions, 
but  at  present  such  a project  on  the  scale  here 
required^  would  be  experimental  and  decid- 
edly speculative.  No  rights  or  opportuni- 
ties  need  be  lost  in  the  premises,  as  all 
routes  except  that  on  the  west  lend  them 
to  the  development  of' water  power  when 
commercially  justified.  On  that  route,  the 
expenditure  must  dow  to  be  made,  and 
rental  on  17,000  horse-power  collected  in 
five  years  from  the  expenditure  to  pay  the 
the  interest  on  the  extra  investment. 

2 Embankments— A.  dam  3.4  miles  long, 
20  to  26  feet  high  above  the  ground  surface 
for  much  of  the  distance,  and  up  to  80  feet 
in  localities,  and  against  a depth  of  20  feet 
of  water  which  may  be  increased  in  floods 
and  under  special  conditions  to  23  feet,  is 
always  a serious  structure  in  no  wise  less- 
ened by  calling  it  an  embankment.  When 
this  embankment  impounds  500  acres  of 
water  on  a side  hill,  in  close  proximity  and 
35  to  40  feet  above  a city,  the  character  of 
structure  is  a matter  of  very  grave  concern . 
Such  a reservoir  will  contain  upward  of 
210.000,000  cubic  feet  in  flood  time  when 
1,500;0Q0  feet  per  minute  might  be  passing, 
and  would  be  capable  of  supplying  4,000,000 
feet  per  minute  additional  fop  an  hour.  Its 
sudden  failure  would  certainly  give  a max- 
imum of  over  8,000,000  feet  per  minute  on 
top  of  channels  already  choked  to  their  full 
capacity,  or  not  less  than  10,000,000  cubic 
feet  per  minute  through  Joliet.  It  is  need- 
less to  speculate  on  the  fate  of  a city 
through  which  a flood  of  600,000  cubic  feet 
per  minute  is  now  a serious  matter.  It  is 
not  to  be  supposed  that  in  such  a situation 
any  one  will  insist  on  a character  of  struc- 
ture that  would  raise  even  a remote  con- 
tingency of  doubt  as  to  its  sufficiency. 

When  it  is  actually  proposed  to  construct 
this  embankment  of  the  loose  debris  from 
the  channel  with  an  earth  core  or  filling 
obtained  from  the  right  of  way,  and 
make  a shallow  cut  in  the  rock  for  a con- 
crete rib  two  feet  wide  and  two  feet  high, 


Fi89a 

the  proposition  is  one  demanding  the  most 
searching  consideration . 

It  may  be  said  at  once*that  no  material  is 
found  in  river  valleys  suitable  for  a core  or 
filling,  as  such  material  will  not  stand 
continuous  saturation.  It  may  also  be  said 
that  any  construction  is.  faulty  that  does* 
not  reach  to  the  solid  rock  below  the  seams 
opened  by  frost,  and  that  in  this  respect  the 
shallow  trench  with  its  rib  of  concrete  two 
feet  in  height  is  not  sufficient.  If  the  whole 
structure  were  carried  out  in  the  most 
thorough  manner  and  of  the  best  material,, 
it  would  hardly  excel  the  practice  m mining, 
and  irrigation  regions  where  an  occas- 
ional failure  is  not  attended  with  grave 
disaster,  and  where  risks  can  be  properly, 
taken. 

It  is  argued  that  levees  are  built  and  that 
canals  are  naturally  carried  along  the  sides 
of  the  river  valleys  and  wind  around  slopes, 
all  of  which  is  true.  It  is  also  true  that 
the  depths  of  water  seldom  exceed  seven 
feet,  that  no  great  body  is  turned  looie 
by  a crevasse,  and  that  the  result- 
ing damages  from  failure  are  small. 
The  extraordinary  repairs  on  canal 
systems,  like  the  Erie,  are  nearly  constant 
year  by  year,  showing  that  failures  occur 
with  the  same  regularity  as  any  class  of 
accidents  recognized  as  insurable.  The 
Illinois  and  Michigan  Canal  has  also  suf- 
fered from  bank  failures,  and  even  the 
retaining  embankment  on  the  east  side  of 
the  upper  basih  failed  in  1867,  flooding  a 
portion  of  Joliet. 

Dams  of  the  height  and  character  pro- 
posed,  for  impounding  water  have  bee® 
usually  very  short,  tf  e sites  prepared  with 
great  care,  the  material  well  selected  and 
the  work  done  with  extraordinary  thorough- 
ness. When  such  a dam  is  prolonged  to  a 
length  of  several  miles,  the  chances  of  de- 
fective construction  are  correspondingly 
increased. 

The  structure  proposed  may  find  pro- 
fessional endorsement,  but  it  may  be  sub- 
mitted that  every  structure  that  has  failed 
has  been  designed  and  buiit  by  engineers, 
and  the  integrity  of  some  certified  toby 
eminent  gentlemen  hired  for  the  purpose- 

The  best  practice  is  against  structures  of 
this  character  in  critical  locations  for 
heads  of  water  upward  of  twenty  feet. 
Indeed,  high  heads  against  any  earthy 
material  per  se  always  involve  an  element 
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of  risk.  In  this  locality  and  for  the  pur- 
pose required,  the  best  structure  that 
human  ingenuity  can  provide  is  none  too 
good.  The  structure  should  not  only  te 
safe  but  beyond  suspicion. 

The  following  from  report  of  Capt.  W. 
L.  Marshall,  Corps  of  Engineers,  U.  S.  A., 
on  “Survey  of  Waterway  from  Lake 
Michigan  to  Illinois  River”  (see  page  48, 
Ex.  l)oc.  No.  264.  H.  R.  5lst  Congress,  1st 
ees.),  submitted  in  1890,  bears  upon  the 
matters  under  discussion: 

“As  the  proposed  waterway  passes  out 
of  the  limestone  excavation  near  Lockport 
it  is  carried  along  the  west  side  of  the 
valley  in  embankment,  the  aim  being  to 
keep  the  bottom  near  the  surface  of  the 
ground  in  order  to  avoid,  as  much  as  pos- 
sible, rock  excavation.  It  is  proposed  to 
make  this  embankment  by  means  of  a 
rubble  masonry  wall,  backed  by  waste 
stone  ” 

“An  alternative  project  for  constructing 
these  embankments  is  to  make  them  of 
earth  brought  from  the  hills  on  the  west 
side  of  the  valley.” 

“This  method  of  constructing  these  em- 
bankments is  not  recommended  especially 
for  the  14-foot  project  above  Lock  No.  1, 
as  thp  embankments  there  would  be  all  that 
prevented  the  water  of  Lake  Michigan 
from  passing  down  the  valley.  The  sud- 
den failure  of  any  of  these  embankments 
would  probably  entail  loss  of  life  in  the 
valley  below.” 

The  reuort  of  the  United  States  officer 
considers  the  solid  clay  from  the  hills  as 
essential  to  this  embankment  and  then  re- 
jects a safer  structure  than  the  one  under 
discussion,  for  a solid  wall  of  rubble  ma- 
sonry, and  this  for  depths  of  eight  and 
fourteen  feet  only  and  under  conditions 
far  less  exacting  than  those  to  which  the 
Main  Channel  is  subject. 

It  is  proposed  to  strengthen  the  embank- 
er mt  by  a solid  face  wall,  leaving  the 
other  items  as  estimated,  as  the  figures  are 
certainly  not  too  high.  Such  a wall  makes 
available  dockage,  may  be  safely  pierced 
for  water-power  flumes,  is  proof  against 
vermin  that  infest  earth  embankments,  and 
is  better  suited  to  the  service  required  of 
the  channel. 

It  will  be  interesting  to  recapitulate  the 
cost  of  embankments  between  the  end  of 
the  Main  Channel  and  Dam  No.  1,  for  the  ' 


complete  project,  a distance  of  23,700  feet, 
as  against  24,800  feet  by  the  government 
project  over  substantially  the  same  ground. 

COST  OF.  EMBANKJVIENT. 


Project. 

Earth. 

Masonry- 

Rem’k8. 

Eight  feet  project. 
Fourteen  feet  pro- 

S  132,840 

$382,800 

U.  S. 

project 

Twenty  feet  pro- 

323,430 

717,700 

u.  s. 

ject  

385.805 

983,805  San.Dis. 

Although  the  government  estimates  are 
high,  and  the  things  compared  are  not 
strictly  the  same,  they  serve  to  illustrate 
the  difference  between  safe  structures  and 
earth  embankments  and  the  inadequacy  of 
the  estimates  under  discussion. 

3.  Change  of  Grade— This  has  been  re- 
ferred to  at  some  length.  It  is  proposed  to 
take  out  the  bottom  to  the  standard  depth 
at  a cost  of  866  000,  as  the  cost  of  un  water- 
ing the  channel  and  doing  this  work  in  the 
future  will  be  very  great. 

The  estimates  proceed  on  th8  assumption 
of  raising  the  grade  two  feet  above  that 
already  fixed  for  the  Main  Channel.  This 
change,  and  the  above  item,  amount  to 
8299,820.  As  already  shown,  such 
change  of  grade  affects  other  routes  to  a 
much  less  extent. 

It  thus  appears  that  the  proposed  change 
of  grade  is  helpful  to  the  estimates  for  the 
west  route;  in  fact,  as  before  stated,  the 
west  route  is  not  adapted  to  a channel  of 
the  largest  capacity. 

Such  change  of  grade,  however,  reduces 
the  capacity  of  the  Main  Channel  by  about 
20  per  cent,  and  makes  its  capacity  for 
600,000  feet  under  low  water  conditions, 
more  than  doubtful,  to  say  nothing  of  what 
will  obtain  when  the  channel  is  covered 
with  ice. 

It  may  be  desirable  to  have  a higher 
water  surface  at  Lockport,  but  this  can  be 
best  accomplished  by  a deeper  channel, 
and  with  great  improvement  in  the  hy- 
draulic conditions.  The  logic  of  the  west 
route  is  also  against  any  increase  of  depth. 

As  this  question  is  made  the  subject  of  a 
special  report,  it  will  no  doubt  be  fully 
considered  by  the  Board,  and  need  not  now 
be  entered  into  further.  That  ^estimates 
should  be  submitted  on  the  presumption 
that  a radical  change  of  this  character  will 
be  made  in  the  work  already  under  way, 
carries  with  it  its  own  comment. 
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la  another  place  will  be  found  authority 
to  show  how  inadequate  are  present  pro- 
jects to  meet  the  reo  uirements  of  a sanitary 
condition. 

4.  Land  and  D-tm'ige— The  estimates 
for  the  west  route  are  believed  to  be  too 
low,  as  land  for  which  mineral  value  is 
claimed  is  included,  and  the  most  available 
land  between  Lockport  and  Joliet  is  occu- 
pied, thus  placing  other  lands  not  taken 
between  the  river  and  channel  in  a position 
to  claim  substantial  damages. 

The  laud  required  along  the  river  is  over 
one  fourth  under  water,  and  half  of  it  is  too 
low  for  practical  uses,  while  much  of  the 
remainder  is  subject  to  overflow.  Relative 
to  the  west  route  it  has  a small  value,  al- 
though rated  higher  in  the  estimates. 

The  east  route  involves  the  future  ac- 
quirement of  260  acres,  part  of  which  has 
claims  to  mineral  value.  This  is  believed 
to  be  largely  worked  out,  ar.d  its  value  will 
decrease  with  further  working.  The  value 
estimated  is  much  above  any  estimates  by 
experts. 

An  assumption  is  also  made  which  is  de- 
signed to  predicate  the  future  of  the  rail- 
way solution.  It  is  not  in  evidence  that 
this  is  based  on  any  positive  knowledge  in 
the  premises,  but  as  it  is  contrary  to  the  ex- 
pression of  officials  and  also  to  a communi- 
cation to  this  Board,  it  may  be  taken  in  the 
light  of  advice  only,  although  it  has  in- 
truded itself  in  a manner  to  show  that  the 
simplest  solution  is  very  expensive.  It 
may  be  well  to  mention  that  it  is  good 
policy  to  encourage  a railway  location  up 
the  west  side,  as  the  property  interests  of 
the  District  are  all  on  that  side  of  the 
valley. 

6.  Channel  Extension— The  extension 
of  channel  to  the  distance  proposed  has  in- 
creased the  estimate.  Owing  to  the  pecul- 
iar terminus  planned,  the  same  economy  is 
not  obtained  by  a shorter  channel,  as 
would  result  from  a different  treatment. 

It  is  not  proper  to  apply  this  treatment  to 
other  routes,  which  are  susceptible  of  a 
very  different  solution  in  view  of  future  de- 
velopment to  which  the  west  route  is  not 
adapted. , 

6.  Locks— The  question  of  locks  is  im- 
portant, as  the,  number  and  location  are 
mat  ters  largely  affecting  cost  and  efficiency 
.for  navigation.  In  the  estimate  of  Captain 
Marshall  for  the  stretch  from  Lockport  to 


Lake  Joliet,  the  cost  of  locks  is  nearly  60  per 
cent  of  the  total  cost,  being  a somewhat 
less  proportion  for  the  project  of  14  feet 
than  for  that  of  8 feet.  The  proportion  will 
be  still  less  for  a depth  of  20  feet,  and  can  be 
greatly  reduced  by  concentration  of  lift  and 
reduction  of  number,  thus  decreasing  cost 
and  increasing  efficiency.  The  west  route 
lends  itself  least  readily  to  the  question  of 
lockage,  and  the  work  therein  necessitated 
is  in  excess  of  that  for  any  other  line.  It 
may  be  a question,  even  with  all  lhe  wprk 
executed  as  projected,  whether  it  would 
not  be  both  wise  and  economical  to  take  a 
different  route  in  extending  deep  naviga- 
tion, leaving  the  investment  to  water  power 
purposes  alone,  and, as  a river  diversion  for 
floods. 

7.  Proposition  J^o.  2—  It'  is  proposed  to 
waste  the  water  down  the  natural  river 
channel  below  the  Wire  Mill.  , This  esti- 
mate involves  an  unnecessary  extension  of 
the  Main  Channel,  and  a treatmentnot  best 
adapted  to  extension  on  the  east  route  as 
proposed,  nor  by  the  river  coarse,  should 
that  prove  desirable.  In  the  vicinity  of  the 
Wire  Mill  most  elaborate  works  are  pro- 
jected, so  as  not  to  injure  the  water  power, 
involving  some  $270,000,  or  much  more  than 
the  value  of  all  the  property  it  is  designed 
to  save,  and  about  three  times  what  are 
needed  for  a different  treatment.  Aside 
from  the  extension  of  the  Main  Channel, 
the  work  and  right  of  way  are  both  esti- 
mated at  double  what  will  be  sufficient  to 
meet  the  situation,  and  the  estimate  for  the 
Main  Channel  extension  may  be  greatly  re- 
duced, and  meed  not  exceed  60  per  cent  of 
that  submitted. 

8.  Proposition  No.  3— This  is  a varia- 
tion of  No.  1,  or  the  west  route,  designed 
to  waste  the  water  down  the  natural  river 
from  a point  near  the  E.  J.  &E.  Ry:,  and 
has  been  amended  to  a point  of  discharge 
three-fourths  mile  below  the  Wire  Mill. 

As  far  as  it  goes  it  is  complete  on  the 
basis  of  Proposition  No.  1. 

If  any  object  is  to  be  served  by  wasting 
the  water  a course  to  the  west  of  the 
Wire  Mill,  this  may  ' be  effectively  accom- 
plished in  a much  simpler  manner  and  at  a 
cost  much  less  than  estimated,  without 
complicating  the  question  of  future  exten- 
sion of  channel  for  purposes  of  navigation 
and  water  power. 

9.  Conclusion  as  to  Estimates — 
Throughout  ail  the  estimates,  discussion 
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and  argument,  there  runs  a profound,  and, 
perhaps,  unconscious  optimism  toward  the 
solution  favored,  and  are  equally  insidious 
pessimism  against  all  other  projects,  and  it 
is  sufficient  to  say  that  this  has  attracted 
the  designs  and  tfle  estimates  in  a manner 
truly  phenomenal.  In  technical  matters  is 
recognized  under  the  tevm  “personal 
equation;”  the  bias  of  individual  estimate 
and  judgment  from  the  tiue  mean. 
Questions  of  this  character,  with  judicial 
temperaments,  may  involve  discrepancies 
of  five  per  cent,  but  it  is  difficult  to  escape 
the  conviction  in  this  case  that  in  pro- 
jects favored  the  estimate  should  be  in- 
creased 50  per  cent,  while  those  opposed 
should  be  halved,  a “personal  equation” 
entirely  without  precedent. 

COMPLICATIONS  WITH  RIVER. 

It  is  proposed  to  take  part  of  the  flood 
waters  of  the  Desplaines  into  the  Main 
Channel  at  Summit,  ahd  the  remainder 
into  the  channel  below  the  Regulating 
Works  at  the  Lockport  road. 

To  the  extent  to  which  flood  waters  in- 
terfere with  the  flow  of  the  channel  from 
the  populated  area  w41i  the  efficiency  be 
impaired,  for  in  flood  time  the  filth  of  the 
city  is  swept  most  largely  inro  the  stream 
and  sedimentation  through  a stagnated  cur- 
rent is  most  probable. 

The  District  is  investing  about  $1,000,000 
in  construction  and  in  land  for  the  correc- 
tion ot  the  Desplaines  river  from  above 
Summit  to  Lockport.  As  further  expendi- 
ture, upward  of  $100,000  will  provide  sub- 
stantially for  the  entire  flood  volume  by  the 
river  course  and  independent  of  the  Main 
Chann'el.  As  soon  as  the  present  river  di- 
version can  be  completed,  the  additional 
investment  will  have  the  highest  possible 
justification,  as  the  only  practicable  meas- 
ure of  moment  feasable  for  the  relief  of  the 
city  pending  the  completion  of  the  mam 
works. 

This  then  solves  for  present  purposes 
the  flood  question  of  the  Desplaines  River, 
and  removes  from  consideration  the  diver- 
sion north  of  the  city.  The  Main  Channel 
will  be  free  from  this  complication  of  vari- 
able flow,  and  the  necessity  of  regulating 
works  to  meet  rapid  changes  therein.  The 
channel  will  be  subject  solely  to  the  servi- 
tude of  the  District,  as  it  will  be  guarded 
from  intrusion  outside  of  the  District  by  the 
river  on  the  west  and  by  the  canal  on  the 
east. 


The  flood  waters  would  be  received  be- 
low the  regulating*  works  and  would  not 
affect  the  Main  Channel  except  as  they 
might  raise  the  level, of  the  pool  and  back 
up  at  the  regulating  works;  but  all  this 
variable  flow,  with  drift,  ice  and  fl  >od,  is 
thus  added  to  the  flow  of  the  Main  Chan- 
nel, to  fluctuate  against  and  be.  sustained 
by  high  embankments  and  wasted  over 
weirs  largely  increased  in  cost  thereby. 
The  justification,  therefore,  is  not  apparent 
when  the  river  may  be  allowed  to  seek  the 
lowest  level  at  Joliet  without  complicating 
the  works  of  the  District  in  its  descent. 

It  is  conceived  that  this  is  also  sound 
policy  as  well  as  sanitary  and  engineering 
seuse.  The  Sanitary  District  is  responsible 
for  the  sanitary  condition  of  its  channel, 
and  presumably  at  the  point  where  its  main 
works  terminate,  and  the  water  is  delivered 
to  the  public  river,  at  or  near  Joliet* 
It  is  unnecessary  to  assume  obligations  for 
outside  territory  by  permitting  drainage 
therefrom  into  the  channels  of  the  District. 
Nor  is  it  necessary  or  desirable  to  put  the 
District  in  position  to  subject  its  channel  to 
regulation  on  account  of  floods  therein 
which  may  be  readily  excluded,  and  when 
the  fall  service  of  the  channel  is  most 
needed  at  such  times  by  the  District. 

THE  SETTLING  BASIN. 

The  proposition,  to  construct  a s°ttling 
basin  of  some  500  acres,  above  Joliet,  is  a 
matter  for  consideration.  As  to  what  effect 
such  a basin  will  have  depends  on  the 
character  of  water  therein.  As  evidence 
upon  this  point,  very  full  testimony  is  pre- 
sented in  a phamplet  bearing  date,  Spring- 
field,  May  5, 1891,  and  entitled  ‘‘Testimony 
given  before  the  Committees  on  Canals, 
River  Improvement  and  Commerce,  of  the 
Senate  and  House  of  Representatives  of 
the  General  Assembly  of  Illinois,  meeting 
in  joint  session.” 

The  following  are  extracts  therefrom : 

‘ Benezette  Wi  hams  was  called  and  gave 
evidence  as  follows: 

‘If  we  take  the  sewage  of  Chicago  where 
it  leaves  the  sewers,  and  include  that  going 
into  the  lake,  we  may  say  that  approxi- 
mately Chicago  with  its  1,200,000  people 
produces  nearly  as  much  organic  matter  at 
certain  seasons  of  the  year  as  does  the  city 
of  London  with  its  4,000.000  people.  These 
statements  seem  astounding,  but  they  are 
borne  out  by  the  facts.  I see  no  way  of 
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their  being  controverted  without  impeach- 
ing the  chemical  analyses;  or  by  hydraulic 
measurements  upon  which  they  are  based.’ 

‘The  signification  is,  that  if  ali  the  sew- 
age was  delivered  at  themouth  of  the  canal 
in  the  condition  in  which  it  reaches  the 
river,  and  water  enough  added  to  swell 
50,000  cubic  feet  per  minute  to  150,000  cubic 
leet  per  minute,  the  condition  of  the  canal 
would  not  be  materially  changed.’ 

‘By  the  time  a channel  for  250,000  cubic 
feet  capacity  per  minute  is  put  into  use,  all 
the  stockyards  and  other  sewage  being 
emptied'  into  it,  it  is  questionable  whether 
its  condition  will  to  the  senses  be  appre- 
ciably better  than  that  of  the  Illinois'and 
Michigan  Canal  where  the  pumps  were 
first  started  some  >ears  ago.  This  was 
known  to  be  bad.’ 

‘When  a channel  is  discolored  and  foul 
smelling  from  decomposition,  a slight 
change  m its  thickness  does  not  materially 
affect  it.’ 

‘I  feel  justified,  therefore,  in  asserting, 
and  have  no  fear  but  that  the  best  judgment 
of  scientific  men  will  bear  me  out,  that  a 
channel  of  250, 0U0  cubic  feet  per  miriute  ca- 
pacity will  not  materially  improve  the 
sauttary  condition  of  Chicago.  It  ipay  re- 
move some  ot  the  worst  smells  from  certain 
localities  in  the  Chicago  River,  to  transfer 
them  in  somewhat  diluted  form  further 
down  the  canal,  and  to  that  extent  prove  a 
benefit,  but  further  than  that  it  will  not 
go.’  ” 

These  statements  would  seem  to  be  con- 
clusive as  to  the  character  of  water  in  the 
Main  Channel  when  opened  for  a capacity 
of  300,000  cubic  feet,  and  as  it  is  increased 
to  600,000  feet  with  growth  of  population, 
and  indicates  the  condition  whicn  is  to  occur 
in  the  stagnant  water  of  the  basin.  They 
also  bear  on  the  proposition  to  reduce  the 
capacity  of  the  Main  Channel  some  20  per 
cent  through  a change  in  grade,  and  in  the 
face  of  the  prospective  growth  of  the  city. 

The  attempt  to  justify  the  west  route 
has  led  to  inconsistenciesmaost strange. 

EARLY  CONSIDERATIONS. 

A route  was  considered  up  the  west  side 
of  the  valley  for  the  Illinois  & Michigan 
Canal,  but  the  easterly  route  was  chosen, 
presumably  to  avoid  river  complications  on 
the  Summit  level.  The  easterly  route  was 
tol  lowed  by  the  Wilson  project  in  1866,  and 
by  the  Macomb  project  in  1874,  the  first 
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lock  being  placed  at  Lock  No<  2 of  the  pres- 
ent canal  and  opposite  the  point  proposed 
for  the  terminus  of  the  Summit  level  for  the 
east  route. 

None  of  the  projects  have  considered  the 
river  below  the  wire  mill  as  a route, except  as 
a tail  race  for  waste  water  as  used  in 
the  estimate  for  the  Drainage  and  Water 
Supply  Commission,  and  also  for  the  same 
purpose  by  S.  G,  Artingstall  wheu  Chief 
Engineer  of  the  District. 

The  west  route  was  followed  by  the  Mar- 
shall project  of  1891,  a most  natural  line  in 
view  of  the  course  taken  through  the  river 
above,  and  well  adapted  to  the  treatment 
and  magnitude  of  his  project,  but  the  Sum- 
mit level  was  not  carried,  more  than  a half 
mile  below  the  lower  highway  at  Lockport. 
Substantially  the  same  course  was  taken 
by  the  Worthen-Newton  project  in  1891,  as 
a result  of  a course  west  of  the  river  above, 
and  this  is  the  only  project  which  pro- 
posed to  carry  the  Summit  level  to 
Joliet  prior,  to  that  of  February,  1892,  The 
force, of  the  recommendation  was  somewhat 
impaired  by  the  proposition  to  continue 
farther  through  Joliet  by  tunnel  or  by 
boiler  iron  flume  24  feet  in  diameter.  The 
Artingstall  route  followed  substantially 
th,e  Marshall  line  to  a point  above  the 
Lockport  road,  from  which*  the  water  was 
wasted  down  the  natural  course  of  the 
river. 

The  project  under  consideration  4s  sui 
generis  in  that  it  follows  alongside  the 
canal  for  twenty  miles,  connecting  the 
river  on  the  west  at  large  cost  and  finally 
crosses  the  valley  to  the  west  side  and 
swallows  the  river  entire.  The  great 
trouble  and  expense  of  securing  and  pro- 
tecting a route  free  from  floods  is  thrown 
away  at  the  very  point  where  the  continued 
separation  is  most  valuable, 

The  full  logic  of  the  situation  would  be 
to  continue  the  Summit  level  to  Joliet,  as 
proposed  in  report  submitted.  February  17, 
1892  (see,  page  357  of  Proceedings),  and 
then  over  the  west  bluff  through  Joliet  to 
Lake  Joliet,  as  suggested  in  that  connec- 
tion. This  project  would  certainly  be  as 
startling  and  novel  as  that  submitted  in 
the  W orthen-Newton  report.  (See  Page  140 
of  the  Proceedings.) 

CONCLUSIONS. 

The  purpose  of  this  report  has  been  at- 
tained if  the  following  points  are  estab- 
I fished: 
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1.  It  is  practicable  to  waste  the  waters 
from  the  proposed  terminus  of  the  Main 
Channel,  down  the  slope  to  Dam  No.  1,  in 
a safe  and  .efficient  manner  for  the  sum  of 
$400,000  and  with  the  established  grade, 
and  such  disposition  may  be  made  without 
complicating  the  future  development  of 
navigation  and  water-power. 

2.  Any  development  for  water-power 
purposes  can  a3  well  await  the  completion 
of  the  Main  Channel  and  no  rights  in  the 
premises  need  be  lost.  Any  prospect  of 
revenue  therefrom  will  not  justify  an  in- 
vestment at  this  time,  and  this  development 
should  be  incidental  to  the  best  require- 
ments for  navigation. 

3.  The  extension  of  deep  navigation  down 
the^slope  to  Lake  Joliet  will  cost  not  far 
from  three-quarters  of  a million  dollars 
per  mile  for  the  entire  reach  and  no  exten- 
sion, even  as  a river  navigation  in  the  pres- 
ence of  til©  large  volume  of  water  can  be 
made  for  less  than  two-thirds  that  rate. 
Meantime  any  investment  can  be  partial 
only  and  is  likely  to  prejudice  rather  than 
assist  the  future.  In  view  of  the  large  sum 
required  for  a complete  solution,  it  is  not- 
wise  to  predicate  the  character  of  work  on  a 
minor  question  that  has  no  immediate  value, 
and  tjhat  it  is  not  now  necessary  to  deter- 
mine. 

4.  It  is  practicable  by  the  smallest  per- 
missable  expenditure  to  make  such  exten- 
sion of  the  Main  Channel  as  is  essential  to 
economy  and  to  waste  the  waters,  without 
losing  any  rights  or  opportunities  in  the 
premises,  and  so  as  to  leave  open  any  solu- 
tion by  any  route  that  may  ultimately 
prove  desirable. 

5.  The  only  point  at  which  the  main 
works  of  the  district  can  now  stop  and 
leave  a work  complete  in  any  sense,  is 
above  Lockport. 

In  entering  on  the  works  below,  no  stage 
of  completion  is  reached  short  of  a very 
large  expenditure,  justifiable  solely  on  com- 
mercial grounds  and  for  which  the  money 
is  not  available. 

6.  The  situation  permits  a variety  of  solu- 
tions by  several  routes  and  it  would  b8  un- 
wise to  say  at  this  time  that  any  line  or  any 
treatment  combines  is  all  that  may  be  desir- 
able. 

In  the  report  of  the  Engineering  Commit- 
tee of  January  9,  1892,  (see  Page  814  of  the 
Proceedings,)  adopted  by  the  Board, 
it  is  stated  that  one  million  dollars  will 
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probably  cover  all  the  necessities  below  the 
Main  Channel  and  through  the  city  of 
Joliet.  No  reason  has  since  appeared  to 
change  this  figure,  or  to  change  the  policy 
set  forth  in  that  report,  and  the  minority 
has  repeatedly  affirmed  its  conclusions. 

In  view  of  the  resources  available  and 
cost  of  the  main  works  of  the  district,  the 
Chicago  end  and  its  connection  with  the 
lake,  and  in  view  of  the  sanitary  problems 
of  the  gravest  concern  which  should  re- 
ceive the  earliest  consideration  that  the 
resources  permit,  it  is  more  than  unwise  to 
contemplate  any  expenditure  at  the  lower 
end  at  this  time  that  is  not  strictly  necessary 
to  care  for  the  waste  waters,  and  even  this 
has  no  claims  on  the  present  attention  of 
the  Board  as  compared  with  other  prob- 
lems. It  is  extremely  unfortunate  that 
the  attention  of  the  Engineering  Depart- 
ment and  of  this  Board  should  be  dis- 
tracted for  months  by  a question  of  sec- 
ondary importance,  one  that  has  little 
bearing  on  the  sanitary  efficiency  of  thei 
works  of  the  district,  or  the  perpetuity  of ! 
that  efficiency,  and  that  should  not  now  be ' 
a matter  of  concern. 

It  is  not  wise  to  buy  baskets  to  market  a 
crop  before  the  fruit  trees  are  even  grown. 
While  the  commercial  considerations 
must  always  be  recognized  in  laying  out 
the  work,  it  is  submitted  that  the  actual 
expenditure  for  dockage,  water  power, 
harbor  and  navigation  should  wait  on  sani- 
tary necessities.  The  minority  is  unwill- 
ing to  actually  enter  upon  projects  of  ex- 
penditure for  which  no  necessity  now  ex- 
ists and  which  are  beyond  the  resources, 
until  it  is  clearly  seen  how  such  resources 
may  be  made  adequate.  In  other  words, 
the  achievement  must  consult  the  cash  box, 
though  this  should  be  guided  by  a policy 
which  works  ultimately  to  developing  all 
the  possibilities. 

1 conclude  that  the  District  should  now 
contend  itself  with  an  extension  of  the 
Main  Channel  for  2,000  to  3,000  feet  in  a 
direct  line,  to  a point  economical  for  wast- 
ing water,  and  purchase  the  lands  required 
for  that  purpose  along  the  river,  thence  to 
Dam  No.  1 at  Joliet,  thus  leaving  the  ulti- 
mate solution  open  and  without  prejudice 
to  any  route,  method  of  solution  and  busi- 
ness interest. 

THE  MAJORITY  REPORT. 

The  recommendations  of  the  Chief  Engi- 
neer are  based  on  a scheme  of  ultimate 
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navigation  and  a present  development  of 
water  power,  by  the  west  route. 

The  majority  report  proposes  to  receive 
bids  on  this  scheme,  and  also  on  a modifica- 
tion thereof,  complete  as  far  as  it  goes, 
which  wastes  the  water  to  the  river  at  a 
point  thjree-fourths  of  a mile  below  the 
Wire  Mill. 

This  modification  contemplates  a char- 
acter and  extent  of  work  entirely  unneces- 
sary and  undertakes  to  predicate  the  ulti- 
mate solution  of  the  problem  below  Lock- 
port. 

For  the  reasons  herein  set  forth,  I am 
opposed  to  the  project  of  the  Chief  Engi- 
neer, and  to  the  modification  thereof;  and 
object  td  temporizing  with  the  question 
through  alternative  bids,  as  both  proposi- 
tions involve  needless  expenditures,,  and 
for  purposes  not  now  justifiable. 

Memorandums  Nos.  1 and  2,  submitted  at 
the  last  meeting,  are  included  as  appendices 
to  this  report. 

Very  respectfully  submitted, 

(Signed)  L.  E.  Cooley, 

Chairman,  Joint  Committee  on  Engineer- 
ing and  Finance .” 

OFFICIAL  HISTORY  OF  DISTRICT. 

Mr.  Eckhart,  for  the  Special  Commit- 
tee on  Ceremonies,  presented  a report 
(accompanied  by  one  enclosure),  recom- 
mending the 'payment  of  certain  money 
to  George  P.  Brown,  on  account  of  work 
done,  in  accordance  with  contract,  on 
the  official  history  of  the  Sanitary  Dis- 
trict; and  the  report  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
weck,  moved  that  the  report  be  adopted, 
ordered  printed,  and  with  enclosure, 
placed  on  file,  the  recommendations 
made  therein  concurred  in,  and  the 
Clerk  authorized  and  directed  in  accord- 
ance with  the  same. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs  Altpeter,  Boldenweck,  Eckhart, 
Kelly  and  Wenter — five  (5).  Excused 
and  not  voting— Mr.  Cooley— one  (1). 
Nays— Mr.  Prendergast— one  (1). 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed,  and  with  en- 
closure, placed  on  file,  the  recommenda-, 
tions  made  therein  concurred  in,  and  the 
Clerk  authorized  and  directed  in  accord- 
ance with  the  same. 


The  following  is 

the  retort: 

“Chicago,  April  19,  1893. 
To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— Your  Special  Committee 
on  Ceremonies,  appointed  August  24, 

1892,  respectfully  report: 

That  on  the  eleventh  day  of  February, 

1893,  in  pursuance  of  the  authority  given 
it,  it  entered  into  a contract  with  George 
P.  Brown,  by  the  terms  of  which  said 
Brown  is  to  prepare  the  manuscript  for 
a history  of  this  District. 

That  said  Brown  has  submitted  to  us, 
and  we  have  approved,  manuscript  for 
the  first  fifty  thousand  words  of  said 
history. 

That  by  the  the  terms  of  said  contract 
there  is  now  due  said  Brown  the  sum  of 
four  hundred  ($400)  dollars. 

Your  Committee  further  report  that 
while  said  contract  provides  for  the  pay- 
ment to  said  Brown  an  of  extra  allow- 
ance of  one  hundred  ($100)  dollars  for 
‘typewriting  said  manuscript  of  said 
history,’  and  arranging  newspaper  clip- 
pings and  oiher  unbound  documents  and 
memoranda  in  the  District’s  possession, 
it  recommends  payment  of  said  extra 
allowance  in  full  now. 

Your  Committes  further  recommend 
that  said  Brown  be  now  paid  the  sum  of 
five  hundred  ($500)  dollars  on  said  con- 
tract, a copy  of  which  said  contract  is 
hereto  attached;  and  that  the  Clerk  be 
authorized  and  ordered  to  pay  said 
Brown  the  said  amount  in  accordance 
with  this  report. 

(Signed)  Frank  Wenter, 

B.  A.  Eckhart, 

Special  Committee  on  Ceremonies." 
(Accompanied  by  contract.) 

PLANS  AND  SPECIFICATIONS  FURNISHED 
CANAL  COMMISSIONERS 

President  Wenter  made  a verbal  re- 
port, stating  that  he  had  received  a com- 
munication from  the  President  of  the 
Board  of  Canal  Commissioners  with 
reference  to  the  examination  of  plans 
and  specifications  for  dredging  the  Illi- 
nois and  Michigan  Canal,  and  that  he 
expected  that  this  examination  would  be 
made  within  a week 

PAYMENT  FOR  “BURKE  LANDS.”. 

Mr.  Eckhart  presented  an  order  author- 
izing and  directing  the  Clerk  to  pay 
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John  C.  Burke  and  James  C.  Burke,  on 
the  voucher  of  the  Attorney,  in  pur- 
suance of  certain  orders  entered  in  the 
Circuit  Court  of  Cook  County,  for  right 
of  way  lands  in  said  County,  in  full  of 
verdict  for  said  lands,  in  the  case  of  the 
Sanitary  District  of  Chicago  vs.  John  C. 
Burke,  James  C.  Burke  et  al.;  and  the 
order  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood : Yeas — 
Messrs.  Altpeter,  Boldemveck,  Cooley, 
Eckhart,  Kelly,  Prendergast  and  Wenter 
— seven  (7).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,-  the  order 
adopted,  and  the  Clerk  authorized 
and  directed  to  pay  John  C. 
Burke  and  James  C.  Burke,  on  * the 
voucher  of  the  Attorney,  in  pursuance 
of  certain  orders  entered  in  the  Circuit 
Court  of  Cook  County,  for  right  of  way 
lands  in  said  County,  in  full  of'  verdict 
for  said  lands,  in  the  case  of  the  Sanitary 
District  of  Chicago  vs.  John  C.  Burke, 
James  C.  Burke  et  al.,  as  provided  in 
the  order. 

The  following  is 

THE  ORDER  : 

“ Ordered , That  the  Clerk  of  this  Dis- 
trict be  authorized  and  directed  to  pay, 
on  the  voucher  of  the  Attorney,  to  John 
C.  Burke  and  James  C.  Burke,  the  sum 
of  forty-five  thousand  seven  hundred  and 
fifty  ($45,750)  dollars,  in  pursuance  of 
the  order  entered  in  the  Circuit  Court  of 
Cook  County  in  the  condemnation  pro- 
ceedings by  this  Sanitary  District  vs. 
said  John  C.  Burke  and  James  C.  Burke, 
for  the  taking  and  appropriation  of  the 
following  described  lands,  to-wit: 

All  that  part  of  the  northeast  fractional 
quarter  (1)  of  Section  twenty-two  (22), 
Township  thirty-eight  (38)  North,  Range 
twelve  (12)  East  of  the  Third  Principal 
Meridian,  lying  and  being  east  of  the 
Government  line  of  survey  along  the 
easterly  bank  of  the  Desplaines  River. 

That  part  of  the  northwest  quarter  (1) 
of  Section  twenty-three  (23),  Township 
Thirty-eight  (38),"  North  Range  twelve 
(12)  East  of  the  Third  Principal  Meridian 
lying  northwesterly  of  the  northwesterly 
reserve  line  of  the  Illinois  and  Michigan 
Canal. 

That  part  of  the  southwest  quarter  (£) 
of  Section  fourteen  (14),  Township  thirty- 
eight  (38)  North,  Range  twelve  (12)  East 
of  the  Third  Principal  Meridian,  bounded 
and  described  as  follows: 


Beginning  at  the  southeast  corner  of 
said  quartersection  running  thence  west 
along  the  south  line  of  said  quartersection 
to  the  southwest  corner  of  said  quarter- 
section,  thence  north  along  the  west 
line  of  said  quartersection  to  the  south- 
easterly margin  of  the  Desplaines  River; 
thence  northwesterly  at  right  angles 
with  the  general  course  of  said  river 
there  to  the  center  thread  of  the  current 
of  said  river,  thence  northeasterly  along 
said  center  thread  to  its  intersection  wTith 
a line  drawm  northwesterly  from  the 
point  of  contact  of  the  west  line  of  the 
east  half  (■£)  of  said  quartersection  with 
the  southeasterly  margin  of  said  river 
and  at  right  angles  with  the  general 
course  of  said  river  there,  thence  south- 
easterly along  said  line  to  said*  south- 
easterly margin,  thence  south  along  said 
west  line  of  said  east  half  (£)  of  said 
southwest  quartersection  to  a point  which 
is  fifty  (50)  feet  from  the  bank  of  said 
river  there,  thence  northeasterly  along  a 
line  parallel  to  and  fifty  (50)  feet  from 
the  bank  of  said  river  to  the  north  line 
of  said  southwest  quartersection,  thence 
east  along  said  north  line  to  the  center  of 
said  section,  thence  south  along  the  east 
line  of  said  quartersection  to  the  place  of 
beginning. 

That  part  of  the  west  half  (£)  of  the 
southeast  quarter  (J)  of  Section  fourteen 
(14),  Township  thirty-eight  (38)  North. 
Range  twelve  (12)  East  of  the  Third 
Principal  Meridian,  lying  north,  and  west 
of  the  northwesterly  reserve  of  the 
Illinois  and  Michigan  Canal,  except  the 
right  of  way  of  the  Chicago  Sc  Calumet 
Terminal  Railway  Company. 

All  that  part  of  the  northwest  quarter 
(i)  of  Section  fourteen  (14),  Township 
thirty-eight  (38)  North,  Range  twelve  (12) 
East  of  the  Third  Principal  Meridian, 
lying  and  being  southeast  of  a line  drawn 
fifty  (50)  feet  from  and  parallel  to  the 
southeasterly  bank  of  the  Desplaines 
River. 

All  that  part  of  the  northeast  quarter 
(1)  of  Section  fourteen  (14),  Township 
thirty-eight (38)  North,  Range  twelve  (12) 
East  of  the  Third  Principal  Meridian, 
bounded  and  described  as  follows: 

Beginning  at  a point  on  the  dividing 
line  between  Lots  two  (2) and  three  (3)  in 
Spaulding’s  Family  Subdivision  of  the 
southeast  fraction  of  the  northeast 
quarter  (i),  the  southeast  quarter  (i)  of 
the  northwest  quarter  (i),  the  northeast 
fraction  of  the  southwest  quarter  (I),  and 
the  west  half  (4)  of  the  southeast  quarter 
(I)  of  said  Section  fourteen  (14),  five 
hundred  and  forty  (540)  feet  north  of  the 
south  line  of  said  Lot  two  (2),  thence 
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south  62  degrees  50  minutes  west  9.56 
chains  to  a point  two  (2)  feet  south  of  an 
angle  of  the  government  meander  3.50 
chains  north  of  the  south  line  of  the 
southwest  fraction  of  the  northeast 
quarter  (i)of  said  section,  thence  parallel 
with  the  government  meander  and  two 
(2)  feet  south  of  it  9.79  chains,  thence 
southwesterly  on  a line  fifty  (50)  feet 
from  and  parallel  with  the  southeasterly 
bank  of  the  Desplaines  River  to  the  west 
line  of  said  northeast  quartersection, 
thence  south  along  said  west  line  to  the 
center  of  said  section,  thence  east  along 
the  south  line  of  said  quartersection  to 
the  line  between  said  Lots  two  (2)  and 
three  (3)  in  said  Subdivision,  thence  north 
along  said  last  mentioned  line  to  the 
point  of  beginning,  except  the  right  of 
wav  of  the  Chicago  & Calumet  Terminal 
Railway  Company. 

All  of  said  premises  lying  and  being 
situate  in  the  County  of  Cook,  in  the 
State  of  Illinois. 

Said  sum  being  the  aggregate  of  the 
amounts  awarded  by  the  verdict  and  re- 
port of  the  jury,  in  the  case  of  the  Sani- 
tary District  of  Chicago  vs.  John  C. 
Burke,  James  C.  Burke,  et  al.,  in  the 
Circuit  Court  of  Cook  County,  Illinois, 
general  No.  106,951,  for  said  premises  and 
order  of  judgment  thereon,  and  to  be 
under  and  in  accordance  with  the  addi- 
tional order  entered  in  said  cause  on 
April  19,  1893.” 

PAYMENT  FOR  “ABBITT  LAND.” 

Mr.  Eckhart  presented  an  order,  auth- 
orizing and  directing  the  Clerk  to  pay  to 
the  County  Treasurer  of  Cook  County, 
Illinois,  on  the  voucher  of  the  Attorney, 
in  pursuance  of  certain  orders  entered  in 
the  Circuit  Court  of  Cook  County,  moneys 
as  a deposit  for  right  of  way  land 
in  said  county,  in*  full  of  verdict  for  said 
lands,  in  the  case  of  the  Sanitary  Dis- 
trict of  Chicago  vs.  Adeline  E.  Abbitt, 
et  al.,  and  further  directing  the  Clerk 
to  deposit  with  the.  Treasurer  of  the 
District,  to  the  credit  of  the  District, 
Warrant  No.  2,860,  heretofore  drawn  in 
favor  of  Adeline  E.  Abbitt,  for  said 
lands;  and  the  order  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
weck,  moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast  and  Wenter 
— seven  (7).  Nays— None. 


Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Clerk  authorized  and 
directed  to  pay  to  the  County  Treas- 
urer of  Cook  County,  Illinois,  on 
the  voucher  of  the  Attorney,  in  pursu- 
ance of  certain  orders  entered  in  the  Cir- 
cuit Court  of  Cook  County,  money  as  a 
deposit  for  right  of  way  lands  in  said 
County,  in  full  of  verdict  for  said  lands, 
in  the  case  of  the  Sanitary  District  of 
Chicago  vs.  Adeline  E.  Abbitt,  et  al., 
and  the  Clerk  directed  further  to  deposit 
with  the  Treasurer  of  the  District,  to  the 
credit  of  the  District,  Warrant  No.  2,860, 
heretofore  drawn  in  favor  of  Adeline  E. 
Abbitt,  for  said  lands,  as  provided  in  the 
order. 

The  following  is 

THE  ORDER  : 

“Ordered,  That  the  Clerk  of  this  Dis- 
trict be  authorized  and  directed  to  pay, 
on  the  voucher  of  the  Attorney,  to  the 
County  Treasurer  of  Cook  County,  Illi- 
nois, the  sum  of  three  hundred  and  forty 
($340)  dollars,  for  the  use  and  benefit  of 
the  owners  of  or  persons  interested  in 
Sub  Lot  five  (5)  in  Lot  six  (6)  in  the  sub- 
division of  (with  other  property)  the  frac- 
tion of  the  southwest  quarter  (£)  of  Sec- 
tion thirty-three  (33),  Township  thirty- 
eight  (38)  North.  Range  twelve  (12)  East 
of  the  Third  Principal  Meridian,  lying 
north  of  the  Illinois  and  Michigan  Canal, 
per  plat  recorded,  etc.,  in  Book  43  of 
Plats,  page  2. 

Said  premises  lying  and  being  situate 
in  the  County  of  Cook  in  the  State  of 
Illinois,  in  accordance  with  the  modified 
order  of  the  Circuit  Court  of  Cook 
County,  in  the  case  of  the  Sanitary  Dis- 
trict of  Chicago  vs.  Adeline  E.  Abbitt, 
et  al..  General  No.  106,951,  entered  April 
19,  1893,  and  that  the  Clerk  deposit  with 
the  Treasurer  to  -the  credit  of  this  Dis- 
trict Warrant  No.  2,860,  dated  January 
11,  1893  in  the  sum' of  three  hundred  and 
forty  ($340)  dollars,  payable  to  the  order 
of  Adeline  E.  Abbitt,  heretofore  issued 
in  accordance  with  the  order  of  this 
Board  of  December  21,  1892.” 

ADJOURNMENT. 

On  motion  of  Mr.  Boldenweck,  sec- 
onded by  Mr.  Kelly,  the  Board  then 
adjourned. 

Thos.  F.  Judge, 

• Clerk. 
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PROCEEDINGS 

OF  THE — - 

Board  of  Trustees, 

—OF  THE  — 

Sanitary  District  of  Chicago. 


APRIL  26,  1893. 


OFFICIAL  RECORD. 


REGULAR  MEETING. 

The  one  hundred  and  sixty-seventh  reg- 
ular meeting  of  the  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago  was  held 
in  their  rooms,  Rialto  Building,  Wednes- 
day, April  26,  1893,  at  2 o’clock  P.  M. 

President  Wenter  called  the  Board  to 

order* 

Upon  roll-call  Messrs.  Altpeter,  Bolden- 
.weck,  Cooley,  Eckhart.,  Russell  and 
Wenter  — six  (6),  and  subsequently 
Messrs.  Kelly  and  Gilmore,  making  a 
total  of  eight  (8)  members  were  present. 

MINUTES. 

The  minutes  of  the  regular  meeting 
held  April  19,  1893,  were  approved  as 
printed,  on  motion  of  Mr.  Eckhart,  sec- 
onded by  Mr.  Russell. 


VOUCHERS. 

The  Clerk  presented  the  following 
vouchers: 

PAY  ROLLS. 

Eng.  Dept.,  Div.  No.  1, 
week  ending  April 

22,  1893 $1,038  57 

Eng.  Dept.,  Div.  No. -2, 
week  ending  April 

22,  1893*. 171  60 

Eng.  Dept.,  Div.  No.  3,  , 
week  ending  April 

22,  1893 322  88 

Eng.  Dept.,  Div.  No.  4, 
week  ending  April 

22,  1893 49  20 

$ 1,582  25 

Clerical  Dept.,  office 
roll,  week  ending 

April  22,  1893  39  00 

Law  Dept.,  office  roll, 
week  ending  April 
22,1893 63  00 


Total 


$ 1,684  26 


April  26,] 


— 1193—  [1893. 


ENGINEERING  DEPARTMENT. 

Ebin  J.  Ward,  (emer- 
gency)   75 

LAW  DEPARTMENT. 

John  J.  Coburn,  (legal 

services) $2,000  00 

C.  E.  Cook,  (expert 

services) 200  00 

Jas.  H.  Gilbert,  Sheriff, 

Cook  Co.  ( service) 38  25 

Haynie  R.  Pearson, 

(traveling) 10  53 

$2  248  78 

GENERAL  ACCOUNT. 

The  Chicago  Edison  Co. 

(electric  lighting)...  29  17 

Grand  total . . $3,962  95 


Mr.  Bolden  week,  seconded  by  Mr.  Rus- 
sell, moved  that  the  vouchers  as  read 
and  shown  above,  be  approved  and 
ordered  paid. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Russell  and  Wenter— six  (6). 
Nays — None. 

Upon  whiGh  result,  the  President  de- 
clared the  motion  carried,  and  the  vouch- 
ers as  read  and  shown  above,  approved 
and  ordered  paid, 

REQUISITIONS. 

The  Clerk  presented  the  following 
requisitions: 

No.  327,  Engineering  Department, 

(drawing  tables) $10  00 

No.  328,  Engineering  Department, 

(iron  pipe) 20  00 


Total $30  00 


Mr,  Cooley,  seconded  by  Mr.  Eckhart, 
moved  that  Requisitions  Nos.  327  and 
328,  for  the  Engineering  Department, 
as  read  and  shown  above,  be  allowed. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Russell  and  Wenter — six  (6). 
Nays — None., 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  Requisi- 
tions Nos.  327  and  328,  for  the  Engineering 
Department,  as  read  and  shown  above, 
allowed. 

WEEKLY  REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report,  in  ac- 
cordance with  the  rules,  showing  the 
number  of  persons  in  the  employ  of  the 


District  for  the  week  ending  April  22, 
1893. 

The  same  was  read  and^  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT: 

“Chicago,  April  26,  1893. 

Jo  the.  Honorable  the  Board  of  Trustees 
oj  the  Sanitary  District  of  Chicago: 

Gentlemen — I beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  April 
22,  1893,  as  the  same  have  been  reported 


to  me  : 

Engineering  Department 86 

Clerical  Department. 3 

Treasury  Department 1 

Law  Department 8 

Total  employes 98 


Respectfully  submitted, 

(Signed)  Thomas  F.  Judge, 

Clerk,” 

final  report  of  clerk  on  sale  of 

BONDS. 

The  Clerk  presented  a final  report,  ac- 
companied by  twelve  (12)  enclosures, 
with  reference  to  the  completion  of  the 
delivery  of  the  issue  of  $2,000,000  bonds, 
sold  to  Messrs.  Blair  & Co.,  of  New  York, 
and  the  return  of  all  checks  deposited 
with  bids  for  the  purchase  of  said  bonds; 
and  the  same  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
weck, moved  that  the  report  be  printed 
and  referred  to  the  Committtee  on 
Finance. 

The  motion  prevailed  unanimously,  and 
the  report  was  so  referred. 

The  following  is 

the  report: 

“Chicago,  April  26,  1893. 
To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago  : 

GENTf.EMEN— With  reference  to  the 
sale  to  Messrs.  Blair  & Co.,  of  New  York, 
of  the  issue  of  $2,000,000  of  5 per  cent 
bonds  of  this  District  on  October  12, 1892, 
and  the  amount  deposited  by  said  firm 
with  their  bid  ($60,000)  I have  the  honor 
to  report,  that  in  conformity  with  the 
letter  of  Messrs.  Blair  & Co'.,  of  January 
11,  1893,  which  is  hereto  attached,  that 
on  the  regular  days  set  for  the  delivery 


April  26, J 


— 1 194  — 


[1893. 


of  said  bonds,  I turned  over  to  Mr.  Mel- 
ville E.  Stone,  the  Treasurer  of  the  Dis- 
trict, for  Blair  Sc  Co. , the  proportionate 
amount  of  the  whole  deposit  represented 
[>y  the  portion  of  the  bonds,  paid  for  by 
and  delivered  to  said  firm,  to  the  whole 


issue,  viz:  v 

On  November  2,  1892 $15,000  00 

On  December  6,  1892 15,000  00 

On  December  9,  189 3 ' 300  00 

On  January  6,  1893 14,700  00 

On  February  6,  1893 7,500  00 

On  March  1,  1893 7,500  00 


Total $60,000  00 


for  all  of  which  payments  the  receipts 
of  Treasurer  Stone  are  hereto  attached. 

I have  also  returned  to  Messrs  Kuhn, 
Loeb  & Co.,  N.  W.  Harris  & Co.,  Lamp- 
recht  Bros.  & Co.  and  G.  H.  Rollins  & 
Son,  the  checks  deposited  on  October  1 1 , 
1892,  by  each  of  the  said  firms,  with 
their  bids  for  said  bonds,  and  the  receipts 
for  same  are  hereto  attached. 

The  Treasurer  has  reported  to  me  to 
and  including  the  month  of  March,  1893, 
the  total  amount  received  from  the  sale 
of  bonds,  as  follows: 

From  2,000  bonds,  Nos.  1 to 

.2, 000' .$2,000,000  00 

From  premium  and  accrued 
interest  on  same 43,160  96 


Total... $2,043,160  96 


All  of  which  is  rspectfully  submitted, 
(Signed)'  Tyos.  F.  Judge, 

Clerk 

(Twelve  enclosures). 

FINAL  REPORT  OF  TREASURER  ON  SALE 
OF  BONDS. 

The  Clerk  presented  a final  report  from 
the  Treasurer,  with  reference  to  the  com- 
pletion of  the  delivery  of  the  issue  of 
$2,000,000  bonds,  sold  to  Messrs.  Blair  & 
Co.,  of  New  York;  and  the  report  was 
read. 

Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
week,  moved  that  the  report  be  printed, 
and  referred  to  the  Committee  on 
Finance. 

The  motion  prevailed  unanimously, 
and  the  report  was  so  referred. 

The  following  is 

THE  KErORT : 

“To  the  Honorable  the  Board  of  Tru  tees 
of  the  Sa.iitarg  District  of  Chicago: 

Gentlemen— I have  the  honor  to  re- 
port on  the  sale  to  Messrs.  Blair  & Co.,  of 


the  first  issue  of  two  million  dollars’ 
($2,000,000)  worth  of  Sanitary  District 
Bonds,  as  follows: 

The  deliveries  of  said  bonds  and  pay- 
ments for  the  same  were  made  in  accord- 
ance with  the  terms  of  the  contract  of 
sale. 

The  total  receipts  on  account  of  the 
first  issue  of  Bonds  is  as  follows': 


Principal,  2,000  bonds $2,000,000  00 

Premium  on  the  same 30,250  00 

Accrued  interest 12,910  96 

Total $2,043,160  -96 


This  money  has.  been  deposited  in 
banks,  as  received,  to  the  credit  of  the 
Sanitary  district,  as  shown  by  the  Treas- 
urer’s Monthly  Reports  already  on  file. 

Respectfully  submitted, 

(Sighed)  Melville  E.  Stone, 

Treasurer. 

By  W.  G.  Stanford, 
Assistant  Treasurer . 

Chicago,  April  12, 1893.” 

PURCHASE  OF  “JANE  S.  MARTIN  LAND.” 

Mr.  Eckhart  Chairman,  presented  a 
report  from  the  Joint  Committee  un 
Finance  and  Engineering,  recommend- 
ing the  purchase  of  right  of  way  lands 
in  Cook  County,  owned  by  Mrs.  Jane 
S.  Marlin,  and  authorizing  and  directing 
the  Clerk  to  pay  for  said  lands,  on  the 
voucher  of  the  Attorney,  as  provided  in 
the  reportp&nd  the  report  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
week,  moved  that  the  report  be  adopted, 
ordered  printed  and  placed  on  file,  the 
recommendations  made  therein  concur- 
red in,  and  the  Clerk  authorized  and  di- 
rected to  pay  Mrs.  Jane  S.  Martin,  on 
the  voucher  of  the  Attorney,  for  said 
lands,  as  provided  in  the  report. 

On  roll  call  the  vote  stood  : Yeas — 
Messrs.  Altpeter;  Bolden  week,  Cooley, 
Eckhart.  Kelly,  Russell  and  Wenter— 
seven  (7).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  the  recommendations  made  therein 
concurred  in.  and  the  Clerk  authorized 
and  directed  to  pay  Mrs.  Jane  S.  Martin, 
on  the  voucher  of  the  Attorney,  for  said 
lands,  as  provided  in  the  report. 
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April  26,] 

The  following  is 

the  report: 

“Chicago,  April  26,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago : 

Gentlemen— The  Joint  Committee  on 
Finance  and  Engineering  have  reached 
an  agreement  with  Jane  S.  Martin  for 
the  purchase  from  her,  for  the  corporate 
purposes  of  this  District,  of  the  land 
hereinafter  described,  for  the  sum  of 
fourteen  hundred  ($1,400)  dollars. 

Your  Committee  recommend  that  the 
Clerk  of  this  District  be  directed  to  pay, 
on  the  voucher  of  the  Attorney,  to  said 
Jane  S.  Martin,  the  sum  of  fourteen  hun- 
dred ($1,400)  dollars  in  full  payment  for 
the  following  described  land,  to- wit; 

All  those  parts  of  Lots  three  (3)  and 
four  (4)‘  of  a subdivision  of  the  southeast 
fractional  quarter  (4)  of  Section  eleven 
(11),  Township  thirty-eight  (38)  North, 
Range  twelve  (12)  East  of  the  Third 
Principal  Meridian,  as  per  plat  recorded 
in  the  Recorder’s  office  of  Cook  County, 
Illinois,  in  Book  173  of  Maps,  page  27, 
lying  easterly  of  a line  drawn  from 
the  northeast  corner  of  said  southeast 
fractional  quarter  (4)  to  a point  in  the 
south  line  of  said  southeast  fractional 
quarter  (4)  900  feet  east  of  the  southwest 
corner  of  said  southeast  fractional  quar- 
ter (4),  together  with  the  riparian  rights 
thereof. 

Said  land  lying  and  being  situate  in 
the  County  of  Cook,  in  the  State  of  Illi- 
nois. 

As  part  of  the  consideration  for  said 
land,  the  Sanitary  District  is  to  construct 
and  build  a levee  on  the  north  side  of  the 
new  river  channel,  to  be  constructed  by 
the  Sanitary  District  in  Sections  D,  E and 
F,  as  set  forth  in  the  contracts  let  by  said 
Sanitary  District  for  the  construction  of 
the  proposed  work  on  said  Sections  D, 
E and  F,  and  also  is  to  construct  and 
continuously  maintain  from  the  time 
when  its  Main  Channel  shall  have  been 
completed,  such  an  outlet  or  drain  from 
the  ditch  provided  for  on  the  outside  of 
said  levee,  as  will  carry  all  the  water 
from  said  ditch  into  said  Main  Channel. 

The  dyke,  ditch  and  drain,  already  pro- 
vided for  in  the  contract  for  the  pur- 
chase of  the  Prescott  land,  will  be  the 
same  dyke,  ditch  and  drain  provided  for 
in  the  purchase  of  this  land,  and  no  ex- 
tra expense  will  be  caused  by  the  agree- 
ment herein  contained  as  to  the  construc- 


tion of  the  dyke,  ditch  and  drain  in  the 
purchase  of  the  land  herein  described. 

Respectfully  submitted, 

(Signed)  * B.  A.  Eckhart, 

Chawman. 

L.  E.  Cooley, 

Wm.  Bolden weck, 
John  J.  Altpeter, 

W.  H.  Russell. 
Thomas  Kelly, 

Joint  Committee  on  Finance  and  En- 
gineering.” 

intention  of  canal  commissioners. 

Mr.  Eckhart  presented  a resolution  con- 
cerning the  intention  of  the  ('anal  Com- 
missioners, with  reference  to  the  use  by 
the  District  of  a part  of  the  Illinois  and 
Michigan  Canal  within  Cook  County; 
and  the  same  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
weck,  moved  the  adoption  of  the  resolu- 
tion. 

On  roll  call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Bolden  week,  Eckhart, 
Gilmore.  Kelly,  Russell  and  Wenter — 
seven  (7).  Nays— Mr.  Cooley— one  (1). 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  resolution 
adopted,  and  the  Clerk  directed  in  ac- 
cordance With  same. 

The  following  is 

the  order: 

“ Resolved , That  unless  a definite 
answer  be  given  by  the  Commissioners 
of  the  Illinois  and  Michigan  Canal  by 
Saturday  next,  April  29, 1893,  at  2 o’clock 
P.  M.,  relative  to  the  position  of  said 
Commissioners  in  regard  to  the  use  by 
this  District  of  a part  of  the  Illinois  and 
Michigan  Canal  within  Cook  County,  it 
will  be  assumed  by  this  Board  that  said 
Commissioners  deny  the  right  of  the 
District  to  use  said  p >rtion  of  said  Canal, 
and  will  resist  any  attempt  on  th<^  part 
of  the  District  to  take  possession  of  any 
part  of  the  canal. 

Resolved,  further , That  a copy  of  the 
foregoing  resolution  be  at  once  delivered 
to  said  Commissioners  by  the  Clerk  of 
this  District.” 

BOARD  TO  ADJOURN  TO  SPECIAL  TIME. 

Mr.  Eckhart,  seconded  by  Mr.  Russell, 
moved  that  when  this  Board  adjourn,  it 
do  adjourn  to  meet  Saturday,  April  29, 
1893,  at  2 o’clock  P.  M. 
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The  motion  prevailed  unanimously 
and  it  was  so  ordered. 

OFFICES  TO  BE  CLOSED  MAY  1ST,  1893, 
(OPENING  DAY). 

Mr.  Russell  presented  an  order,  direct- 
ing that  the  offices  of  the  District  be 
closed  ’on  May  1, 1893,  in  honor  of  the 
opening  of  the  World’s  Columbian  Ex- 
position of  1893;  and  the  order  was  read. 

Mr.  Russell,  seconded  by  Mr.  Ktlly, 
moved  the  adoption  of  the,  order. 

On  roll  call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
EckhaTt,  Gilmore,  Kelly,  Russell  and 
Wenter — eight  (8).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  offices 
of  the  District  ordered  closed  on  May  1, 
1893,  in  honor  of  the  opening  of  the 
World’s  Columbian  Exposition  of  1893, 
as  provided  in  the  order. 

The  following  is 

THE  ORDER: 

“ Ordered,  That  the  offices  of  the  Sani- 
tary District  of  Chicago,  be  and  they  are 
hereby  directed  to  be  closed  on  the  first 
day  of  May,  1893,  in  conformity  with 
the  proclamation  of  the  Governor  and 
in  honor  of  the  opening  of  the  World’s 
Columbian  Exposition  of  1893.” 

REPORT  ON  ALL  UNFILLED  ORDERS. 

Mr.  Cooley  presented  an  order  direct- 
ing the  Chief  Engineer  to  report  at  the 


next  meeting  on  all  unfilled  orders  and 
state  of  progress  on  same,  as  provided  in 
the  order;  and  the  order  was  read 

Mr.  Cooley,  seconded  by  Mr.  Kelly, 
moved' the  adoption  of  the  order. 

On  roll  call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Russell  and 
Wenter-  eight  (8).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted  and  the  Chief  Engineer  insructed 
in  accordance  with  the  same. 

The  following  is 

THE  ORDER  : 

“ Ordered , That  the  Chief  Engineer  re- 
port at  the  next  regular  meeting 
in  regard  to  all  special  orders 
still  unfilled,  in  whole  or  inpart, 
and  that  he  state  in  .connection  with 
each  of  such  orders  the  present  state  of 
progress,  the  force  engaged  thereon,  and 
the  time  required  to  carry  out  the  same, 
and  that  he  report  in  general  upon  the 
force  and  the  time  required  to  complete 
such  special  orders  as  a whole.” 

ADJOURNMENT. 

On  motion  of  Mr.  Kelly,  seconded 
by  Mr.  Boldenweck,  the.  Board  then 
adjourned  to  Saturday,  April  29.  1893,  at 
2 o’clock  P.  M.,  pursuant  to  motion. 

Thos.  F.  Judge, 
Clerk. 
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PROCEEDINGS 

OF  THE-— 

Board  of  Trustees, 

OF  THE 

Sanitary  District  of  Chicago. 


APRIL  29.  1893. 


OFFICIAL  RECORD. 


ADJOURNED  MEETING. 

The  adjourned  session  of  the  one  hun- 
dred and  sixty-seventh  regular  meeting 
of  the  Board  of  Trustees  of  the  Sanitary 
District  of  Chicago  was  held  in  their 
rooms,  Rialto  Building,  Saturday, 
April  29,  1893,  at  2 o’clock  P.  M.,  pursu- 
ant to  motion. 

President  Wenter  called  the  Board  to 
order. 

Upon  roll-call  Messrs.  Altpeter,  Cooley, 
Eckhart,  Kelly,  Russell  and  Wenter — six 
(6),  and  subsequently  Messrs.  Gilmore 
and  Prendergast,  making  a total  of  eight 
(8)  members  were  present. 

FILLING  OF ‘CHICAGO  RIVER  AT  JACKSON 
STREET. 

The  President  announced  that  any 
business  might  be  brought  before  the 


Board,  and  the  Clerk  then  presented  a 
report  from  the  Chief  Engineer,  (accom- 
panied by  three  (3)  enclosures  and  trac- 
ing,) with  reference  to  the  filling  of  the 
Chicago  River,  south  of  Jackson  Street 
Bridge;  and  the  report  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Eckhart, 
moved  that  the  report  (with  enclosures 
and  tracing),  be  referred  to  the  Commit- 
tee on  Engineering,  in  conjunction  with 
the  Chief  Engineer  andv  Attorney,  with 
power  to  act,  and  directions  to  report 
back  to  the  Board. 

On  roll- call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Cooley,  Eckhart,  Gil- 
more, Kelly,  Russell  and  Wenter— seven 
(7).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  report 
referred  to  the  Committee  on  Engineer- 
ing, in  conjunction  with  the  Chief  Engi- 
neer and  Attorney,  with  power  to  act, 
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and  directions  to  report  back  to  the 
Board. 

The  following  is 

THE  REPORT: 

“Chicago,  April  29,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen*— I transmit  herewith  a 
letter  from  Trustee  Prendergast,  dated 
April  27th,  which  refers  to  filling  that  is 
being  done  in  the  Chicago  River  south  of 
Jackson  Street  Bridge.  In  compliance 
with  Mr.  Prendergast’s  request  I directed 
Mr.  T.  T.  Johnston  to  investigate  the 
matter  and  report  fully  such  information 
as  he  was  able  to  gather  relative  thereto. 
The  results  of  Mr.  Johnston’s  inquiries 
are  set  fdrth  in  his  communication  dated 
April  28th,  and.  the  accompanying  com- 
munication and  sketch  from  Mr.  A.  E. 
Kastl,  Assistant  Engineer,  which  are 
transmitted  herewith. 

From  these  it  appears  that  the  actual 
work  of  filling  is  being  done  by  Joseph 
Downey  & Co.,  contractors  for  the  street 
railway  tunnel  north  of  Van  Buren 
street,  but  by  whose  authority  or  permit 
does  not  appear,  and  whether  the  work 
is  to  enable  the  contractors  to  get  rid  of 
the  surplus  material  more  readily,  or  for 
the  purpose  of  creating  land  for  the  P., 
Ft.  W.  & C.  Ry.,  is  not  rendered  appar- 
ent. At  any  rate  the  river  is  being  en- 
croached upon  at  this  point  south  of  the 
bridge,  just  as  has  been  done  in  the  past 
north  of  the  bridge,  and  the  material 
will  ultimately  have  to  be  removed  at  the 
expense  of  the  Sanitary  District  of  Chi- 
cago, or  otherwise. 

Respectfully  submitted, 

(Signed)  Benezette  Williams, 
Chief  Engineer . ” 

(Three  (3)  enclosures  and  tracing). 
opinion  on  canal  questions. 

Mr.  Wenter  presented  an  order,  direct- 
ing the  Attorney  and  General  Counsel  to 
prepare  and  submit  to  the  Board  for 
record  an  opinion  with  reference  to  cer- 
tain legal  questions  concerning  possession 
by  the  District  of  the  Illinois  and  Michi- 
gan Canal,  as  provided  in  the  order;  and 
the  same  was  read. 

Mr.  Wenter,  seconded  by  Mr.  Kelly, 
moved  the  adoption  of  the  order. 

The  motion  prevailed  unanimously, 
and  the  Attorney  and  General  Counsel 
were  directed  to  render  an  opinion  in  ac- 
cordance with  the  order. 


The  following  is 

THE  ORDER : 

“ Ordered , That  the  Attorney  and  Gen- 
eral Counsel  be  and  they  are  hereby  di; 
rected  to  prepare  and  submit  to  this 
Board  for  record  at  our  next  regular 
meeting  their  opinion  heretofore  fur- 
nished to  this  Board  on  the  following 
questions: 

1.  In  the  event  of  the  Sanitary  District 
taking  the  Illinois  and  Michigan  Canal 
as  the  Site  of  its  Main  Drainage  Channel 
between  Summit  and  Bridgeport  in  Cook 
County,  will  this  District  be  compelled 
to  pay,  either  the  Canal  Commissioners 
or  the  State  of  Illinois,  any  compensa- 
tion for  the  land  known  as  the  Canal  Re- 
serve on  both  fcides  of  the  open  channel 
of  the  canal? 

2.  If  the  Illinois  and  Michigan  Canal  is 
widened  and  deepened  between  Summit 
and  Bridgeport,  and  made  a part  of  the 
Main  Drainage  Channel,  who  will  own 
and  control  the  dockage  which  may  be 
incidentally  created  between  Bridgeport 
and  Summit  in  constructing  said  Drain-, 
age  Channel? 

3.  And  on  all  the  legal  questions  raised 
at  the  conference  with  the  Canal  Commis- 
sioners, held  at  the  Grand  Pacific  Hotel 
on  March  18,  1893.” 

REPLY  FROM  THE  PRESIDENT  OF  CANAL 

BOARD  TO  RESOLUTION  ON  INTENTIONS 
OF  THAT  BOARD. 

The  Clerk  presented  a communication 
from  President  Alt.  Gerdes,  of  the  Board 
of  Canal  Commissioners,  in  reply  to  the 
resolution  concerning  the  intention  of 
that  body,  passed  at  the  regular  meeting 
held  April  26,  1893  (Page  1,195  of  the 
Proceedings);  and  the  communication 
was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Russell, 
moved  that  the  communication  be  or- 
dered printed  and  placed  on  file . 

The  motion  prevailed  unanimously  and 
it  was  so  ordered. 

The  following  is 

THE  COMMUNICATION: 

“Chicago,  April  29, 1893. 
Honorable  Frank  Wenter,  President,  and 

Board  of  Trustees,  Santtary  District 

Cook  County: 

Gentlemen— We  have  received  a copy 
of  a resolution  passed  by  tfce  Trustees  of 
the  Sanitary  District  in  Cook  County,  in- 
forming us  that  unless  said  Trustees  were 
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informed  by  the  Board  of  Canal  Commis- 
sioners of  their  position  in  regard  to  the 
use  by  the  Sanitary  District  of  that  part 
of  the  Illinois  and  Michigan  Canal  in 
Cook  County,  that  said  Trustees  will  as- 
sume that  the  Canal  Commissioners 
‘‘deny  the  right  of  the  District  to  use  said 
portion  of  said  canal  and  will  resist  any 
attempt  on  the  part  of  the  District  to  take 
possession  of  any  part  of  the  canal.” 
This  Board  are  advised  that  it  is  not  re- 
sponsible for  the  positions  which  may  be 
assumed  by  the  Trustees  of  the  Sanitary 
District,  but  are  advised  that  when  it 
shall  be  necesssry,  in  making  any  im- 
provements which  Said  Sanitary  District 
is  authorized  to  make,  it  may  enter  upon 
any  public  property,  or  property  held 
for  public  use,  and  acquire  the  necessarv 
right  of  way  for  such  improvement  over 
it  in  the  manner  of  acquiring  such  right 
over  private  property  for  like  purpose 
under  the  Eminent  Domain  Act,  said 
District  not  ,unnecessarily  interrupting 
or  interfering  ydth  such  public  property, 
or  its  use.  and  restoring  it  to  its  former 
usefulness  as  soon  as  practicable.  And 
that  said  District  wiil  be  required  to 
make  compensation  for  the  use  of  the 
Canal  in  said  County  only  for  transpor- 
tation purposes.  But  Canal  lands  owned 
by  the  State  along  both  sides  of  the 
Canal  and  elsewhere  in  Cook  County 
now  used  for  facilitating  transportation 
on  said  Canal,  and  otherwise,  which  are 
in  possession  and  control  of  this  Canal 
Board,  they  are  required  to  preserve  and 
protect  them  from  trespass  and  can  re- 
linquish the  possession,  custody  and 


right  of  the  State  therein  only  upon  ,a 
legal  condemnation  thereof,  and  on 
proper  order  of  the  Court  in  the  prem- 
ised. 

Very  respectfully. 

(Signed)  . Alt.  Gerdes, 

Board  of  Canal  Commissioners,  Illinois 

and  Mickiqan  Canal.”' 

PURCHASE  OF  STONE  ON  SECTION  EIGHT. 

The  Clerk  presented  a communication 
from  Mr.  Joseph  W.  Latimer,  with  ref- 
erence to  the  purchase  of  stone,  exca- 
vated on  Section  8. 

Mr.  Kelly,  seconded  by  Mr.  Altpeter, 
moved  that  the  communication  be  re- 
ferred to  the  Joint  Committee  on  Finance 
and  Engineering. 

The  motion  prevailed  unanimously,  and 
the  communication  was  so  referred. 

RECESS. 

By  unanimous  consent,  the  Board  then 
took  a recess,  during  which  General  Coun 
sel  Wilson  appeared  before  the  Board  with 
reference  to  legal  questions  concerning 
the  possession  of  the  Illinois  and  Mich- 
ican  Canal  by  the  District. 

ADJOURNMENT. 

On  reassembling  at  the  close  of  the  re- 
cess, on  motion  of  Mr.  Cooley,  seconded 
by  Mr.  Altpeter,  the  Board  adjourned. 

Thos.  F.  Judge, 

Clerk . 
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PROCEEDINGS 

—OF  THE— 

Board  of  Trustees, 

— OF  THE — 

Sanitary  District  of  Chicago. 


MAY  3,  1893. 


OFFICIAL  RECORD. 


REGULAR  MEETING. 

The  one  hundred  and  sixty-eighth  reg- 
ular meeting  of  the  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago  was  held 
in  their  rooms,  Rialto  Building,  Wednes- 
day, May  3,  1893,  at  2 o’clock  P.  M. 

President  Wenter  called  the  Board  to 
order. 

On  roll-call  Messrs.  Altpeter,  Bolden- 
weck,  Cooley,  Eckhart,  Gilmore,  Kelly, 
Prendergast,  Russell  and  Wenter — nine 
(9)  members— were  present. 

MINUTES. 

The  minutes  of  the  regular  meeting 
held  April  26,  1893,  were  approved  as 
printed,  on  motion  of  Mr.  Eckhart,  sec- 
onded by  Mr.  Boldenweck 


VOUCHERS. 


The  Clerk  presented  the  following 
vouchers: 

PAY  ROLLS. 


Eng.  Dept.,  Chief  En- 
gineer’s roll,  April,' 

1893 

Eng.  Dept.,  Div.  No.'l, 
week  ending  April 

29,  1893 

Eng.  Dept.,  Div.  No.  2, 
week  ending  April 

29,  1893 

Eng.  Dept.,  Div.  No.  3, 
week  ending  April 

29,  1893. 

Eng.  Dept.,  Div.  No.  4, 
week  ending  April 
29,  1893 7 


$ 2,527  59 
1,054  70 
171  60 
316  60 
49  20 


Clerical  Dept..  Clerk’s 

roll?  April,  1893 $ 483  33 

Clerical  Dept.,  office 
roll,  week  ending 
April  29,  1898 89  00 


$ 4.129  59 


$ 522  83 
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Law  Dept.,  Attorney’s 

roll,  April,  1893 $ 1,608  33 

Law  Dept.,  Joliet  roll, 

April,  1893 333  34 

Law  Dept.,  office  roll, 
week  ending  April 
29,-1893 63  00 

Treasury  Dept.,  Treas- 
urer’s roll,  April, 

1893 


$ 1,904  67 


1 166  67 


General  Account,  Sani- 
tary Inspector’s  roll, 

April,  1893 $ 200  00 

General  Account,  Trus- 
tee's roll,  April,  1893.  2.838  34 

$ 2,633  34 


A.  R.  Benson,  (emer- 
gency)  $24  00 


D.  C.  Dunlap,  (travel- 
ing)  93  08 

A.  C.  Schrader,  (trav- 
eling)  16  62 

L.  J.  Myers,  (traveling)  6 80 

J.  B.  Rohrer, (traveling)  1114 
T.  F.  Richardson,  (trav- 
eling)  6 00 

$ 1,686  34 

CLERICAL  DEPARTMENT. 

John  Underwood  & Co. 

(stationery) 2 95 


Total $ 9,256  60 

ENGINEERING  DEPARTMENT. 

Cameron,  Am  berg  & 

Co.  (stationery) $ 37  04 

Jacobs,  Coies  & Co. 

(stationery) 48  10 

i S.  D.  Childs  & Co.  (sta- 
tionery)   100  79 

J.M.W.  Jones  Stat’y.  & 

Ptg.  Co.  (stationery)  35  55 

Keuffel  & Esser  Co. 

(drafting  material)..  1 16 

Keuffel  & Esser  Co. 

(drafting  material) . . 7 33 

E.  Dietzgen  & Co. 

(drafting  material). . 16  09 

F.  Mayer  & Co.  .(blue 

prints) 12  75 

Geo.  H . Benedict  & Co. 

(hektograph  prints).  40  57 

Emil  Rudolph  (survey- 
ing Street  lines) 762  50 

H.  S.  Norton,  (coal) ...  4 28 

C.  11.  Adams  & Co. 

(stove) 12  00 

A.  M.  Munson,  (rent, 

Mt.  Forest) 20  00 

O.  W.  Moon,  (rent, 

Lockport) j 20  00 

D.  C.  Dunlap,  (horse 

and  buggy) 45  00 

J.  FI.  Banks,  (oil.  etc.)  3 35 

F.  Cortez  Wilson  & Co. 

(map  cases) 6 30 

Chicago  Toilet  Supply 

Co.  (toweling) 5 40 

Chas  L.  Harrison,  (ex- 
pense)  22  50 

E.  J.  Murphy. (expense)  2 76 

A.  R.  Benson, (expense)  6 20 

A.  C.  Schrader,  (emer- 
gency)  30  75 

A.  C.  Schrader,  (emer- 
gency)  35  75 

A.  C.  Schrader,  (emer- 
gency)  85  75 

A.  C.  Schrader,  (emer- 
gency)  35  75 

Alex.  E.  Kastl,  (emer- 
gency)  1 25 

Alex.  E.  Kastl,  (emer- 
gency)  8 40 

E.  J.  Murphy,  (emer- 
gency)  2188 


LAW  DEPARTMENT, 


Joseph  Donnersberger, 

(expert— right  of  way 

services) $ 250  00 

H.  Schultz  & Co.  (paper 

boxes) 11  55 

Orrm  N.  Carter,  (ex- 
pense)  39  50. 


$ 301  05 


LAND  ACCOUNT. 

Orrin  N.  Carter,  (taxes 


on  land  purchased ) . . 188  05 

Grand  total $11,283  99 


Mr.  Bolden  week,  seconded  by  Mr.  Rus- 
sell, moved  that  the  vouchers  as  read 
and  shown  above,  be  approved  and 
ordered  paid; 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Bolden  week,  Cooley, 
Eckharf,  Gilmore,  Kelly,  Prendergast, 
Russell  and  Wenter— nine  (9).  Nays— 
None. 

Upon  which  result,  the  President  de- 
clared the  motion  carried,  and  the  vouch- 
ers as  read  and  shown  above,  approved 
and  ordered  paid. 


REQUISITIONS. 

The  Clerk  presented  the  following 
requisitions: 


No.  329,  Engineering  Department, 

(postage  stamps) $20  00 

No.  330,  Engineering  Department, 

(pens) 5 28 

No.  331,  Engineering  Department, 

(repairing  typewriter)’ 15  Oh 

No.  332,  Engineering  Department, 

(hand axes). 4 20 


Total 844  48 


Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  Requisition  No."  329,  for  the 
Engineering  Department,  as  read  and 
shown  above,  be  allowed. 
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On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Prendergast, 
Russell  and  Wenter— nine  (9).  Nays— 
None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  Requisi- 
tion No.  329  for  the  Engineering  Depart- 
ment, as  read  and  shown  above,  allowed. 

Mr.  Boldenweck,  seconded  by  Mr. 
Eckhart,  moved  that  Requisition  No.  331, 
for  the  Engineering  Department,  as  read 
and  shown  above,  be  referred  to  the 
Committee  on  Engineering,  with  power 
to  act  and  directions  to  report  back  to 
the  Board. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Prendergast, 
Russell  and  Wenter— nine  (9).  Nays — 
None. 

Upon  which  result  the  President  de- 
clared the  .motion  carried,  and  Requisi- 
tion No.  331,  for  the  Engineering  Depart- 
ment, as  read  and  shown  above,  referred 
to  the  Committee  on  Engineering  with 
power  to  act  and  directions  to  report 
back  to  the  Board. 


Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
weck, moved  that  Requisitions  Nos.  330 
and  332,  for  the  Engineering  Depart- 
ment, as  read  and  shown  above,  be  re- 
ferred to  the  Committee  on  Engineering. 

The  motion  prevailed  unanimously, 
and  Requisitions  Nos.  330  and  332,  for 
the  Engineering  Department,  as  read 
and  shown  above,  were  so  referred. 

WEEKLY  REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report,  in  ac- 
cordance with  the  rules,  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  April  29, 
1893. 

The  same  was  read  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT: 

“Chicago,  May  3,  1893. 

Jo  the  Honorable  the  Board  of  Trustees 

oj  the  Sanitary  District  of  Chicago: 

Gentlemen— I beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  April 


29,  1893,  as  the  same  have  been  reported 


to  me  : 

Engineering  Department 88 

Clerical  Department 3 

Treasury  Department 1 

Law  Department. 8 

Total  employes 98 


Respectfully  submitted, 

(Signed)  Thomas  F.  Judge, 

Clerk” 

REPORT  ON  ALL  UNFILLED  ORDERS. 

The  Clerk  presented  a report  from  the 
Chief  Engineer,  made  in  response  to  an 
order  passed  at  the  meeting  held  April  26, 
1893  (Page  1,196  of  the  Proceedings), 
with  reference  to  a report  on  all  until  Jed 
orders,  and  the  state  of  progress  on  same; 
and  the  report  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Bolden- 
weck, moved  that  the  report  be  referred 
to  the  Joint  Committee  on  Engineering 
and  Finance. 

The  motion  prevailed  unanimously, 
and  the  report  was  so  referred. 

The  following  is 

THE  REPORT  : 

“ Chicago,  May  3,  1893. 
To  the  Honorable  the  Board  of  Trustees 

of  the  S a nitarg  District  of  Chicago: 

. Gentlemen— In  conformitv  with  the 
order  passed  by  your  Honorable  Board 
at  the  meeting  of  April  26th: 

“That  the  Chief  Engineer  report  at  the 
next  regular  meeting  in  regard  to  all 
special  orders  still  unfilled  in  whole  or  in 
part,  and  that  he  state  in  connection  with 
each  of  such  orders  the  present  state  of 
progress,  the  force  engaged  thereon,  and 
the  time  required  to  carry  out  the  same, 
and  that  he  report  in  general  upon  the 
force  and  the  time  required  to  complete 
such  special  orders  as  a whole.”  I have  to 
report  as  follows: 

Chicago  Biver  Survey — 

The  field  work  for  the  main  portion  of 
this  survey  was  completed  some  months 
ago,  since  which  time  the  location  of 
street  lines  has  been  going  on.  This  has 
now  been  completed  in  the  field  and  there 
Only  remains  the  office  work  connected 
therewith  to  comply  with  the  original 
order. 

Map  Work— 

Under  the  various  orders  of  the  Board 
this  Department  now  has  in  hand,  in  ad- 
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dition  to  the  Chicago  River  work,  a Water 
Shed  map  covering  the  basins  of  the’ up- 
per Desplaines,  the  Chicago  and  Calumet 
rivers;  a Sanitary  District  map,  on  a 
scale  2 inches  equal  to  a mile,  covering 
the  territory  of  the  Sanitary  District  and 
some  adjacent  areas;  a map  showing  the 
location  of  sewers  in  Chicago  and  suburbs, 
and  a map  on  a uniform  scale  from  Lake 
Michigan  to  Lake  Joliet  through  the 
Desplaines  Valley  which  will  show  the 
topography  and  the  location  of  the  Sani- 
tary District  work  as  determined  upon. 

The  office  force  employed  upon  these 
several  maps  amounts  to  8 men,  and  it  is 
estimated  that  this  force  will  finish  the 
Chicago  River_and  Sewer  map  in  three 
or  four  months;  the  water  shed  map  in 
about  eight  months;  the  Sanitary  District 
map  in  about  one  year,  and  the  topo- 
graphical map  of  the  Desplaines  Valley 
in  about  eight  months,  so  far  as  the  data 
may  be  in  at  that  time  for  its  completion. 

There  is  also  employed,  when  not  with- 
drawn for  special  purpose,  a topographi- 
cal party  which  is,  or  has  been  making 
location  of  land  monuments  and  the  Mam 
Channel  with  reference  to  the  triangula- 
tion system. 

Disposal  of  Flood  Waters— 

Under  this  head  is  included  the  order 
of  October  24th,  relative  to  the  survey 
through  the  North  Branch  to  Lake  Mich- 
igan near  Winnetka,  and  the  other  of 
Oct.  24th  with  reference  to  the  control  of 
the  Desplaines  River  Flood  Waters  at 
Summit;  also  that  part  of  the  other  of 
Nov.' 23rd  relative  to  the  disposal  of  flood 
waters  from  the  drainage  areas  which 
affect  the  sanitary  condition  of  the  Dis- 
trict. 

The  survey  from  the  North  Branch  to 
Lake  Michigan  was  completed  some  time 
ago  and  the  map  for  the  same  is  nearly 
done.  , 

In  pursuance  of  the  purpose  of  these  sev- 
eral orders  a survey  is  being  made  across 
the  ridge  from  the  Desplaines  to  the  North 
Branch  of  the  Chicago  River ' on  a 
line  about  a mile  south  of  the  north  line 
of  Maine  Township.  This  work  is  being 
done  by  the  force  that  was  on  the  Chi- 
cago River  survey,  and  will  occupy  but  a 
few  days.  After  it  is  completed  there 
will  be  no  further  work,  as  far  as  known, 
for  this  force. 

In  further  pursuance  of  the  purpose  of 
these  orders  arrangements  are  being 
made  for  the  establishment  of  a gauge  at 
Morris,'  Ills.,  on  the  Illinois  River  at  a 
point  where  the  river  was  gauged  during 
the  floods  of  May  and  June,  1892. 


The  order  of  Nov.  23rd  relative  to  the 
work  and  treatment  between  the  lower 
end  of  Section  14  above  Lockport  and 
Lake  Joliet,  has  not  been  fully  complied 
with  and  cannot  be  until  some  surveys 
are  made  in  and  through  Joliet,  which 
will  be  done  as  soon  as  the  topographical 
party  can  be  spared  from  other  work. 

Aside  from  the  matters  above  enume- 
rated I know'  of  no  special  orders,  except 
those  of  minor  importance,  such  as  rais- 
ing Canal  bridges,  repair  of.  bridges  at 
"Willow  Springs,  plan  of  bridges  at  Le- 
mont,  etc.,  that  have  not  been  complied 
with. 

There  is  of  course  a considerable 
amount  of  work  albng  the  Main  Channel 
which  is  in  the  nature  of  'subsidiary  and 
collateral  works,  such  as  designs  for 
bridges,  regulating  works,  dams,  etc., 
which  are  not  the  subject  of  special  or- 
ders, but  they  have  been  taken  up  by  the 
department. 

Respectfully  submitted, 

(Signed)  Benezette  Williams, 
Chief  Engineer. 

OPINION  OF  ATTORNEY  AND  GENERAL 
COUNSEL  ON  CANAL  QUESTIONS. 

The  Clerk  presented  a report  from  the 
Attorney  and  General  Counsel,  being  an 
opinion  on  legal  questions  with  reference 
to  the  possession  of  the  Illinois  and  Mich- 
igan Canal  by  the  District,  requested  by 
order  passed  at  the  adjourned  meeting 
held  April  29,  1893  (page  1,199  of  the  Pro- 
ceedings); and  the  report  was  read. 

Mr.  Eckhart  stated  that  through  a mis- 
understanding, the  opinion  of  the  Attor- 
ney and  General  Counsel  did  not  cover 
all  the  questions  asked  in  the  order,  and 
that  the  Attorney  and  General  Counsel 
would  file  a supplemental  opinion  on  the 
remaining  questions  at  the  next  meeting. 

Mr . Eckhart,  seconded  by  Mr.  Bolden- 
wreck,  then  moved  that  the  report  as 
read  be  ordered  printed  and  placed  on 
file. 

The  motion  prevailed  unanimously, 
and  it  wTas  so  ordered. 

The  following- is 

the  report: 

“Chicago,  May  3,  1893. 
To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — We  have  considered  the 
questions  relative  to  the  Illinois  and 
Michigan  Canal  submitted  to  us  for  our 
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opinion  by  a resolution  passed  by  your 
Honorable  Hoard  on  the  29th  day  of 
April,  1893,  and  beg  leave  to  report  our 
conclusions  thereon  as  follows: 

First— We  are  of  opinion  that  the  San- 
itary District  has  the  right  to  take  and 
use  the  ninety  foot  strip  on  both  sides  of 
the  open  channel  of  the  Illinois  and 
Michigan  Canal  in  Cook  County  as  the 
site  of  its  Main  Drainage  Channel,  with- 
out paying  the  Canal  Commissioners  or 
the  State  of  Illinois  any  compensation 
therefor. 

Second— We  are  of  opinion  that,  if 
any  part  of  the  Illinois  and  Michigan 
Canal  lying  within  Cook  County  is 
widened  and  deepened  and  made  a part 
of  the  Main  Drainage  Channel  of  the 
District,  the  Sanitary  District  will  own 
and  control  the  dockage  which  may  be 
incidentally  created  thereby,  subject, 
however,  to  such  interruption  or  inter- 
ference with  the  enjoyment  and  owner- 
ship of  said  dockage  may  be  involved 
or  required  in  the  discharge  of  the  ob- 
ligation imposed  by  the  law  upon  the 
District  of  restoring  said  channel  to  its 
former  usefulness. 

Respectfully  submitted, 

(Signed)  Orrin  N.  Carter, 

Attorney .” 

(Sighed)  John  P.  Wilson, 

General  Counsel .” 

HOSPITAL  AT  MOUNT  FOREST.  , 

The  Clerk  presented  a communication 
from  Dr.  N.  Re,  inviting  the  members  of 
the  Board  to  inspect  the  Hospital  erected 
at  Mount  Forest,  for  the  treatment  of 
contractors’  employes;  and  the  commu- 
nication was  read . 

Mr.  Eckhart,  seconded  by  Mr.  Gilmore, 
moved  that  the  communication  be  re- 
ferred to  the  Committee  on  Health  and 
Public  Order,  with  directions  to  report 
back  at  the  next  regular  meeting. 

The  motion  prevailed  unanimously, 
and  it  was  so  ordered. 

The  following  is 

THE  COMMUNICATION; 

“Mount  Forest,  April  25,  1893. 
“To  the  Honorable , the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— The  hospital  that  I have 
erected  at  Mount  Forest  for  the  treat- 
ment of  the  sick  and  injured  employes 
of  the  Drainage  Channel  is  now  com- 


pleted and  .ready  for  the  reception  of 
patients. 

I desire  that  the  Sanitary  Inspector 
should  examine  it,  and  see  that  it  comes 
up  to  the  requirements  of  my  contract. 
It  not,  I am  prepared  to  make  such 
changes  as  he  may  suggest. 

It  would  plea-e  me  very  much  to  have 
the  Board  of  Trustees  make  a personal 
inspection,  and  if  they  would  notify  me 
when  it  wouid  be  most  convenient  for 
them  to  do  so,  I would  appreciate  the 
favor  exceedingly. 

Your  most  obedient  servant, 
(Signed)  Nicholas  Re,  M.  D ” 

cost  Of  service  boat. 

Mr.  Cooley  presented  an  order,  direct- 
ing the  Committee  on  .Engineering  and 
the  Chief  Engineer  to  ascertain  and  re- 
port the  cost  of  a “service  boat,”  for  the 
use  of  the  District,  as  provided  in  the 
order;  and  the  order  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Bolden- 
weck,  moved  the  adoption  of  the  order. 

The  motion  prevailed  unanimously, 
the  order  was  adopted  and  the  Commit- 
tee on  Engineering  and  the  Chief  Engi- 
neer were  instructed  in  accordance  with 
the  order. 

The  following  is 

the  order: 

“ Ordered , That  the  Committee  on  Engi- 
neering, in  conjunction  with  the  Chief 
Engineer,  be  instructed  to  ascertain  and 
report  the  cost  of  a suitable  general  ser- 
vice boat  for  the  use  of  the  District,  and 
the  time  required  to  procure  the  same.” 

ACTION  ON  FILLING  OF  CHICAGO  RIVER 
AT  JACKSON  STREET. 

Mr.  Boldenweck  presented  an  order, 
empowering  the  Committee  on  Engineer- 
ing, in  conjunction  with  the  Attorney, 
and  the  Chief  Engineer,  to  take  such  ac- 
tion in  the  matter  of  the  filling  of  the 
Chicago  River  at  Jackson  street  as  they 
deem  expedient,  and  as  provided  in  the 
order;  and  the  order  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  the  adoption  of  the  order. 

The  motion  prevailed  unanimously, 
the  order  w-as  adopted  and  the  Commit- 
tee on  Engineering,  in  conjunction  with 
the  Attorney  and  the  Chief  Engineer, 
were  empowered  in  accordance  with  the 
order. 
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The  following  is 

THE  ORDER  ! 

“ Ordered , That  the  Committee'on  En- 
gineering, in  conjunction  with  the  Attor- 
ney and  the  Chief  Engineer,  be,  and  they 
are  hereby  empowered  to  act  in  the  mat- 
ter of  preventing  the  filling  of  the  Chi- 
cago River  at  Jackson  street,  as  indi- 
cated in  the  report  of  the  Chief  Engi- 


neer, presented  at  the  adjourned  meet- 
ing, held  April  29,  1893,  (page  1199  of  the 
Proceedings.”) 

ADJOURNMENT. 

On  motion  of  Mr.  Boldenweck,  sec- 
onded by  Mr.  Kelly,  the  Board  then 
adjourned . 

Thos.  F.  Judge, 
Clerk . 
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PROCEEDINGS 


Board  of  Trustees, 


Sanitary  District  of  Chicago. 


MAY  10,1893. 


OFFICIAL  RECORD. 


REGULAR  MEETING. 

The  one  hundred  and  sixtv-ninth  reg- 
ular meeting  of  the  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago  was  held 
in  their  rooms,  Rialto  Building,  Wednes- 
day, May  10,  1893,  at  2 o’clock  P.  M. 

President  Wenter  called  the  Board  to 
order. 

On  roll-call  Messrs.  Altpeter,  Bolden- 
weck,  Cooley.  Eckhart.  Gilmore,  Kelly, 
Russell  and  Wenter — eight  (8)  and  sub- 
sequently Mr.  Prendergast,  making  a 
total  of  nine  (9)  members— were  present. 

MINUTES. 

The  minutes  of  the  adjourned  session 
of  the  regular  meeting  of  April  26,  1893, 
held  April  29.  1893,  and  of  the  regular 


meeting  held  May  3, 1893.  were  approved 
as  printed,  on  motion  of  Mr.  Boldenweck, 
seconded  by  Mr.  Kelly. 

vouchers. 

The  Clerk  presented  the  following 
vouchers: 

PAY  ROLLS. 


Eng.  Dept.,  Div.  No.  1, 
week  ending  May 
6,  1893 

$1,049  10 

Eng.  Dept.,  Div.  No.  2, 
week  ending  May 
6, 1893 

171  60 

Ens.  Dept.,  Div.  No.  3, 
week  ending  May 
6.  1893 

316  60 

Eng.  Dept.,  Div.  No.  4, 
week  ending  May 
6,  1893.- 

49  20 

Clerical  Dept,  office 
roll,  week  ending 
May  6,  1893 

$ 1,586  40 

39  00 

39  00 
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Law  Dept.,  office  roll, 
week  ending  May 
6,  1898. $ 55  50 


Total $ 1,680  90 

ENGINEERING  DEPARTMENT. 

Construction  Account— 

McArthur  Bros.  (Sec. 

3,  May  1; ’93) $2,433  37 

Agnew  Co.  (Sec.  6, 

May  1,  ’93) 1,157  62 

Agnew  & Co.  (Sec.  6, 

May  1.  ’93) 1,512  00 

Agnew  & Co.  (Sec.  7, 

April 29, ’93) 669  25 

Agnew  & Co.  (Sec.  8, 

April  29, ’93) 1,657  91 

Agnew  & Co.  (Sec.  9, 

April  29, ’93)..: 955  48 

E.  D.  Smith  & Co.  (Sec. 

10,  April  29,  ’93) 889  00 

Mason,  Hoge  & Co. 

(Sec.  11,  April  29, ’98)  4,063  55 

Mason,  Hoge  & Co. 

(Sec.  12.  May  1,  ’93)  6.032  90 

Mason,  'Hoge  & Co. 

(Sec.  13,  May  1,  ’93)  5,951  97 

McCormick  Const.  Co. 

(Sec.  14,  May  1,  ’98).  1,441  13 

.$26,764  18 


LAW  DEPARTMENT. 

Cameron,  Amberg  & 

Co.  (stationery) $ 4 83 

John  P.  Wilson,  (legal 
services,  March  and 

April,  ’931  833  33 

Alexander  White,  (ex- 
pert services— valua- 
tions.)  186  00  - 

— $1,024  16 

GENERAL  ACCOUNT. 

The  Chicago  Edison  Co. 

(wiring  room  521). . . 65  00 

Thos.  F.  Judge,  (pay- 
roll and  sundry  ex- 
pense)  11  47 

John  F.  Higgins, 

(printmg  proceed- 
ings, April  4.  ’93) 246  97 

Arcade  Lunch  Co. 

(lunch.  Trustees’ 

trip,  May  1,  ’93 55  00 

S 378  44- 

Grand  total $30  099  46 


Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
weck,  moved  that  the  vouchers  as  read 
and  shown  above,  be  approved  and  or- 
dered paid. 


ENGINEERING  DEPARTMENT. 


A.  H.  Abbott  & Co., 

(drafting  material). . $81  80 

Pbilp  & JaCkson,  (map 

rack) k 13  00 

Philp&  Jackson,  (mov- 
ing map  rack) 7 SO 

Robt.  H.  Cowdrey, 

(postage  stamps). . . 20  00 

JohnT.  Allison,  (rent, 

Sumun 20  00 

H S.  Norton,  (rent, 

Lemoht) 18  00 

PouOot&  Goulette,  (re- 
pairing row-boats). . 15  75 

Geo  Breinarcl,  (gauge 

trading)  10  00 

Wm.  Kirkham,  (gauge 

reading) 10  00 

Mary  Rusk,  (gauge 

reading) 10  00 

PatricK  McGinnis, 

(gauge  reading) 10  00 

Wagner  Bros.,  (livery)  3 00 

Chas  L.  Harrison,  (ex- 
pense)  3 15 

G.  W.  Wood,  (expense)  18  34 

Hiram  A.  Miller,  (trav- 
eling).....^  ; 4 08 

E.  ft.  Shnable,  (trav- 
el iflig),. 7 86 


$ 247  28 


CLERICAL  DEPARTMENT. 

Warner’s  Towel  Sup- 
ply (toweling) $ 1 50 

They  or  Spring  Water 

Co.  (ice' 3 00 

— $ 4 50 


'On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boidenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Russell  and 
Wenter — eight  (8).  Nays — None. 

Upon  which  result,  the  President  de- 
clared the  motion  carried,  and  the  vouch- 
ers as  read  and  shown  above,  approved 
and  ordered  paid. 

REQUISITIONS. 

The  Clerk  presented  the  following, 
requisitions: 


No.  455,  Law  Department  (station- 
ery and  stamps) ...  $27.95 

No.  1045,  Clerical  Department 
(stamps,  stationery,  etc.). : 72.00 


Total : $99.95 


!Mr.  Eckhart,  seconded  Jby  Mr.  Bolden- 
weck,  moved  that  Requisitions  No.  455, 
for  the  Law  Department,  and  No.  1045, 
for  the  Clerical  Department,  as  read  and 
showq.  above,  be  allowed. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eqkhart,  Gilmore.  Kelly,  * Russell  and 
Wenter— eight  (8).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  Requisi- 
tions No.  455  for  the  Law  Department, 
and  No.  1045,  for  the  Clerical  Depart-, 
ment,  as  read  and  shown  above,  allowed. 
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WEEKLY  REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report,  in  ac- 
cordance with  the  rules,  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  May  6, 
1893. 

The  same  was  read  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  report: 

“Chicago,  May  10,  1893. 

Jo  the  ifonorable,  the  Board  of  Trustees 

0]  the  Sanitary  District  of  Chicago: 

Gentlemen— I beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  May 
6,  1893.  as  the  same  have  been  reported 


to  me  : 

Engineering  Department 83 

Clerical  Department 3 

Treasury  Department 1 

Law  Department 8 

Total  employes 95 


Respectfully  submitted, 

(Signed)  Thomas  F.  Judge, 

Clerk” 


MONTHLY  REPORT  FROM  CLERICAL  DE- 
PARTMENT. 

The  Clerk  presented  a report  from  the 
Clerical  Department  for  the  month  of 
April,  1893. 

The  same  was  read,  and  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT: 

“Chicago,  May  10,  1893. 

To  the  ‘Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — I have  the  honor  to  here- 
with report  that  the  total  amount  ex- 
pended on  account  of  and  charged  to  the 
Clerical  Department  during  the  month  of 
April,  was  §657.60,  divided  as  follows: 


Salaries.. § 639.83 

Stationery 13.77 

General  expenses 4.50 


Total $ 657.60 


There  are  no  outstanding  liabilities,  and 
the  expenses  for  the  present  month  will, 
from  present  indications,  be  about  §750. 


The  total  amount  expended  and 
charged  to  the  General-Account  during 
the  month  of  April  was  §5,446.39, 
divided  as  follows: 


Salaries §2,633.33 

Official  history 500.00 

Printing  and  Stationery 335.92 

Kent  and  janitor  service 1,965  00 

General  expenses 112.14 


Total §6.446.39 


There  are  no  outstanding  liabilities 
against  the  General  Account,  and  the 
expenses  for  the  present  month  will  not 
exceed  §3,500. 

Respectfully  submitted, 

Thos.  F.  Judge, 

Clerk 

MONTHLY  REPORT  F,RQM  LAW  DEPART- 
MENT. 

The  Clerk  presented  a report  from  the 
Law  Department  for  the  month  of  April, 
1893. 

The  ?ame  was  read,  and  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

the  report: 

“Chicago,  May  10,  1893. 

To  the  Honorable  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago: 

Gentlemen  — I herewith  submit  the 
monthly  report  of  the  Law  Department, 
for  April,  1893.  The  total  amount  paid 
out  during  the  month  for  this  Depart- 
ment is  as  follows: 

Salaries. 

Attorneys §1,550  00 

Right  of  way  force 476  66 

Office  force 192  00 

§2,218  66 

Expenditures. 

Right  of  way. § 524  65 

Court  costs. . . ' 645  95 

Legal  services 2,000  00 

Stationery 32  20 

Sundries 40  87 

^§3,243  57 

Land  Account. 

Right  of  way §175,184  90 


Total §180  647  13 


While  the  current  expenses  for  May 
will  doubtless  be  nearly  the  same  as  last 
month,  it  is  impossible  to  estimate,  at  the 
present  time  what  the  expenses  will  be 
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in  right  of  way  matters.  The  probabili- 
ties are,  however,  that  these  expenses 
will  be  small,  as  compared  with  those  of 
April. 

Since  the  last  report  was  made,  settle- 
ments have  been  reached  for  all  of  the 
land  between  the  Summit  range  line  and 
the  lower  end  of  Contract  Section  14,  ex- 
cept about  twenty-tive  aefes,  for  which 
negotiations  are  now  pending.  During 
the  present  month  the  Department  will 
be  engaged  largely  in  the  investigation 
of  questions  touching  our  relations  \yith 
the  Illinois  and  Michigan  Canal  and  the 
railroads  to  be  crossed  by  the  Main  Chan- 
nel, between  Summit  and  the  South  fork 
of  the  Chicago  River  near  Bridgeport. 

Respectfully  submitted, 

(Signed)  Orrin  N.  Garter, 

Attorney 


Clerical  Department 

$ 764 

88' 

Treasury  Department  . 

166 

66 

Engineering  Departm’t. 

8,928 

54 

Engineering— Construc- 
tion Department 

53.003 

32 

Law  Department 

5,864 

62 

Law  Department— Land 
Account 

172,053 

40 

Genera]  Account 

4,061 

39 

Bond  Interest  and  Prem- 

ium  Account 

50,000 

00 

Balance  this  date,  in 
banks  as  per  schedule 
eudorsed  hereon  ..... 

$294,842  81 
$2,594,195  05 

(Signed) 


Chicago,  May  3,  1893.” 

SCHEDULE : 


MELVILLE  E.  STONE. 

Treasurer. 


MONTHLY  REPORT  FROM  TREASURY  DE- 
PARTMENT. 

The  Clerk  presented  a report  from  the 
Treasury  Department  for  the  month  of 
April,  1893. 

The  same  was  read,  and  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 


The  following  is 

THE  report  : 


“Balance  on  hand  at  date 
ot  last  report — $2,715,103.74 

Received  from  Tax  Ac- 
count, Town  of  South 
Chicago  Collector -,$168,008  95 


Received  from  Law  De- 
partment, Land  Ac- 
count, Abbitt  War- 
rant No.  286U  rede  pos- 
ited  

Received  from  Ameri- 
can Trust  and  Saving^ 
Rank,  interest  for 
April 

Received  from  Chicago 
National  Bank,  inter- 
est for  April 

Received  from  National 
Bank  of  Illinois,  inter- 
est for  April 

Received  from  Metro- 
politan National  Rank, 
Interest  for  April..,.., 

Received  from  Ft.  Dear- 
born National  Bank, 
interest  for  April 


Total  cash  received  for 
month 


340  00 

1.386  TO 
1,095  41 
1.034  60 
1,037  10 
1,031  36 

j 173,934  12 

$2,889,037  86 


Total  cash  disbursed 
during  month  as  per 
anuexed  schedules, 
viz: 


Fort  Dearborn  National  Bank $ 501.122  08 

Chicago  National  Bank 525,638  08 

Metropolitan  National  Bank 503,859  95 

National  Bank  of  Illinois 501,962  61 

American  Trust  and  Savings  Bank.  561,612  33 


Total .82,594,195  05 


MONTHLY  REPORT  FROM  ENGINEERING 
DEPARTMENT. 

The  Clerk  presented  a report  (ac- 
companied by  three  (3)  enclosures  and  a 
classified  statement)  from  the  Engi- 
neering Department  for  the  month  of 
April,  1893.  The  same  was  read,  and  by 
unanimous  consent,  was  ordered  printed 
and  plaeed  on  file. 

The  following  is 

THE  REPORT,  WITH  ENCLOSURES: 

“Chicago,  May  10,  18p3. 

To  the  Honorable  the  Board  of  Trustees _ 
of  the  Sanitary  District  of  Chicago: 
Gentlemen — I herewith  transmit  the 
reports  of  Divisions  ! , 2 and  3,  showing 
the  detailed  operations  of  the  Engineer- 
ing Department  for  the  month  of  April, 
including  a table  giving  the  rate  of  prog- 
ress on  the  several  contracts;  alsoa classi- 
fied statement  of  expenses  in  the  usual 
form. 

Expenses  for  the  month  of  April  were 
as  follows  : 


Contractors  estimates. $42,952.31 

Payrolls 9,111.82 

Material,  etc 1,995.52 

Total $54,059.05 


I estimate  that  the  expenses  of  the 
Department  for  the  month  of  May,  in- 
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eluding  contractors  estimates,  will  be 
$65,000. 

Respectfully  submitted, 

(Signed)  Benezette  Williams, 
Chief  Engineer .” 

(Three  (3)  enclosures  and  classified  state- 
ment. ) 


‘'Chicago,  May  9,  1893. 
Mr.  Benezette  Williams , Chief  Engineer: 

Dear  Sir — During  the  month  of  Aptil 
but  little  has  been  accomplished  in  the 
field  by  the  Division  parties.  The  usual 
estimates  have  been  taken  and  some 
cross-section  work  done.  The  balance  of 
the  time  has  been  work  in  the  office, 
putting  notes  in  8hape  and  copying. 

The  Lockport  Division,  with  the  assist- 
ance of  Mr.  Schrader’s  party  has  com- 
pleted the  location  and  taken  levels  of 
glacial  drift  and  rock  of  the  center  line 
of  the  proposed  channel  between  Section 
14  and  Joliet,  and  are  now  at  work  on 
cross-sections, 

Mt.  Forest  and  Sag  Divisions  are  in 
Charge  of  G.  W.  Wood  and  J.  B.  Rohrer 
respectively,  pending  the  appointment  of 
Assistant  Engineers. 

FI.  A.  Miller,  Assistant  Engineer,  has 
been  placed  in  charge  of  the  Lemont 
Division. 

Expenses  for  the  Division  are  as  fol- 


lows: 

Pay  roll $ 5,057.90 

Contractor’s  estimates 42,952.31 


Total $48,010.21 


The  following  tables  will  give  amount 
of  work  done,  appliances  in  service,  etc. 

Amount  of  work  done  to  May  1st  on 
the  different  sections  is  as  follows: 


Sections. 

CUBIC  YARDS. 

Glacial 

Drift. 

Solid 

Rook; 

1,  Main  Channel 

1 000 

24.800 
26,600 
59.000 
31,500 

31.800 
33  100 
19  700 

11.800 
7,500 

47.600 

10.400 
37,700 
18.900 

27.400 

32.600 
2.600 

15,553 

32,822 

17.200 

2,  Main  Channel 

2,  River  Diversion 

3,  Main  Channel 

4,  Main  Channel 

5,  Main  Channel 

6,  Main  Channel 

7,  Main  Channel 

7,  River  Diversion 

7,570 
1 47p 
38  380 
6 310 
4.690 
5,950 
38.240 
41,170 
4.810 
73.500 
83,700 
26,300 

8,  Main  Channel 

8,  River  Diversion 

9,  Main  Channel 

9,  River  Diversion 

10,  Main  Channel 

10,  River  Diversion 

11,  Main  Channel 

11,  River  Diversion 

12,  Main  Channel 

13,  Main  Channel 

14,  Main  Channel 

Totals 

I 489,575 

332,090 

Total  amount  of  material  moved  to 
May  1,  1893: 

Cubic  Yards. 

Main  Channel,  Glacial  Drift 335.875 

Main  Channel,  Solid- Rock 238,400 

River  Diversion,  Glacial  Drift. . . 153.700 
River  Diversion,  Solid  Rock . , . . . 93,690 

Total  amount  of  estimates 
, paid  previous  to  May  1, 1893. $311, 124. 95 
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FORCE  REPORT— DAILY  AVERAGE. 


Section. 

a 

<v 

s 

Teams. 

Steam 

Shovel. 

Steam  Car 
Shifter. 

Locomo- 

tives. 

Steam 

Pumps. 

Steam 
Scrapers.  | 

SB 

U 

o> 

• 73 
1° 
3 

Steam 

Drills.] 

fcteam 

Hoists. 

| Air 

Drills.  | 

Air  Pumps  [ 

^ 1 

«?! 
& £ ; 
3 

C3 

O ; 

1 Cantilever 
Cranes.  1 

Section  A 

3 

9 

16 

14 

6 

24 

44 

3 

14 

12 

12 

61 

68 

14 

101 

136 

166 

36 

.2 

2 

.6 

3 

1 

3 

3 

.6 

1 

Section  B , 

Section  C 

Section  D 

Section  E 

Section  1 

Section  3 

.8 

.5 

.8 

1.8 

.3 

Section  4 

Section  6 . 

.6 

.6 

.6 

1 

1.9 

.7 

.9 

2 

.4 

1.9 

,1 

Section  6 

1.6 

Section  7 

.8 

3 

3 

.3 

12 

10 

17 

4 

.6 

.6 

1 

.1 

2 

3 

4 

.6 

.3 

1 

2 

.2 

6 ' 
6 
2 

.06 

,6 

.2 

-.05 

.7 

Section  8.. 

| 

Section  9. . . 

Section  10 

Section  11 

Section  12 

6 

1.6 

.6 
1 1.7 
.4 

| -8 

! 4 

Section  13 

Section  14 

.Totals 

726 

64.4 

1.4 

1.0 

14 

10.6 

1.6 

11.8 

16.5 

1.9 

5 

1 1.6 

3.6 

1 -4 

CONDITION  OF  WORK  MAY  1,  1893. 


Section. 

Contractor. 

Total  amount 
done  May  1, 
1893. 

Av.  monthly 
amt.  called 
for  in  con- 
tract. 

Total  amount 
required  to 
be  done 
May  1, 1893. 

Amount  short 
as  per  con- 
tract May  1, 
I 1893. 

1 

Alfred  Harley 

$ 270 

$ 20,867 

$ 36,617 

$ 36,247 

2... 

McArthur  Bros 

14,392 

16,611 

46  834 

32,442 

3 

McArthnr  Bros  . . . 

16,930 

18,983 

94,915 

78,985 

4 

McArthur  Bros. . 

8,606 

15,780 

63,122 

54,617 

5 

Agnew  & Co 

8,686 

12,476 

43,666 

35,080 

6 ; 

Agnew  & Co  . . . 

8 937 

14,233 

49,817 

40,880 

7 

Agnew  & Co 

13,764 

17.816 

62,857 

48,603 

8 

Agnew  & Co  . . 

44  114 

22,760 

113.801 

69,687 

9 

Agnew  & Co 

. 20,966 

19.348 

96,740 

75,775 

10 

E.  D.  Smith  & Co 

46,927 

23,291 

116,457 

69,530 

11 

Mason  j Hoge  Sr,  Co  .. 

47,087 

19,395 

96,977 

49,890 

12 

Mason,  Hoge  & Co....  : 

62.954 

18,781 

93.907 

30,953 

13 

Mason,  Hoge  & Co 

71,099 

18,461 

92.307 

21,208 

14 

McCormick  Constr’n  Co. 

22,689 

19,846 

99,282 

76,593 

Totals 

$ 386,159 

$1,106,649 

$ 720,480 

Total  amount  required  to  be  done  May  1st,  1893 $1,10(5,649 

Total  amount  done  May  1st,  1893 386,169 

Amount  short  as  per  contract  May  1st,  1893 $ 720,490 
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Sections  A,  B,  C,  D,  Eand  F have  been 
under  water  most  of  the  month — more 
or  less  work  has  been  done  m the  way  of 
ditching. 

A start  was  made  on  River  Diversion 
on  B and  C. 

. Contractors  on  all  of  the  other  sections 
are  preparing  their  camps  and  getting 
machinery  on  the  ground.  It  is  not 
probable  that  much  work  will  be  done  on 
these  sections  during  May  on  account  of 
water. 

Section  1,  Main  Channel,  has  been  under 
water  during  the  month,  but  there  has 
been  a force  at  work  clearing  the  right 
of  way,  the  heaviest  timber  being  on  this 
section,  which  is  to  a large  extent  now 
cleared. 

Section  2 has  also  been  under  water, 
the  quality  of  the  material  in  the  levee 
not  being  sufficient  to  keep  the  water 
from  passing  through  it.  The  clearing 
has  about  all  been  done  on  this  Section. 

McArthur  Bros,  have  two  steam  shovels 
at  work — two  others  are  in  yard  at  Sag. 

On  Section  5,  Agnew  & Co.  have  one 
steam  shovel  at  work  and  on  Section  6 
two  steam  scrapers.  Where  steam 
shovels  can  be  used  there  should  be  at 
least  five  to  every  two  sections;  other- 
wise there  should  be  night  shifts  in  order 
to  keep  up  with  requirements. 

On  Sections  7 and  8 there  is  a slight  in- 
crease in  plant  since  April  first— no  in- 
crease on  Section  9. 

Section  10  has  been  under  water  most 
of  the  month.  There  is  now  about  half 
a mile  of  Main  Channel  leveed  and  about 
two  hundred  men  are  at  work ; also  the 
cantilever  crane  is  in  operation. 

Sections  11,  12  and  13  have  not  been 
hindered  by  water,  except  on  the  small 
piece  of  River  Diversion. 

On  April  7th  the  cantilever  crane  on 
Section  13  was  destroyed  by  a cyclone; 
otherwise  this  Section  would  be  keeping 
up  its  proportion  of  work. 

On  Section  14  but  a small  amount  of 
work  has  been  done  the  last  four  months, 
and  not  very  much  evidence  that  it  will 
bs  increased  for  some  time  to  come. 

McArthur  Bros.,  E.  D.  Smith  & Co., 
and  Mason,  Hoge  & Co.,  are  showing 
every  indication  that  they  propose  to 
faithfully  carry  out  the  condition  of  the 
contract,  and  as  soon  as  the  plant  con- 
tracted for  is  all  on  the  ground,  with 
night  shifts  for  a few  months,  will  en- 
able them  to  come  up  to  the  require- 
ments. 


At  the  present  time  the  other  contract- 
ors on  the  work  between  Willow  Springs 
and  Lockport  are  not  showing  as  good 
evidence  that  they  mean  business.  For 
the  kind  of  plant  they  propose  using 
ample  time  has  elapsed  to  have  it  on  the 
work. 

No  work  is  being  ddpe  on  River  Diver- 
sion on  the  original  contract,  on  account 
of  high  water,  except  on  Section  8 and- 
that  is  between  the  two  rights  of  way  of 
the  Santa  Fe  Railway \ at  Lemonfc  The 
two  rights  of  way  contain  about  10,000 
yards  of  rock.  At  the  present  rate  of 
progress  it  will  take  about  two  arda  half 
months  to  take  out  the  balance  of  the 
rock  between  the  rightsiof  way.  Except 
a few  hundred  feet  the*  River  Diversion 
work  between  Summit  and  W illow 
Springs  is  under  water. 

Yours  truly, 

(Signed)  D.  C.  Dunlap, 

Assistant  Chief  Engineer .” 


“Chicago.  May  8.  1893. 
Mr.  Benezette  Williams , Chief  Engineer: 

Dear  Sir — Ihe  work  of  Division  2 for 
the  month  of  April  has  been: 

The  work  of  reducing  the  notes  per- 
taining to  floods  in  the  Illinois  Valley 
was  continued. 

The  survey  of  street  lines  adjacent  to 
the  South  Branch  of  the  Chicago  River 
was  continued,  and  the  field  work  was 
completed,  except  to  correct  any  errors 
that  may  develop  as  the  notes  are  re- 
duced. 

Certain  compilations  and  plats  were 
made  for  the  comparison  of  the  flow  of 
the  Desplaines  River  m various  years,  at 
various  places. 

The  subject  of  a design  and  arrange- 
ment of  details  for  regulating  works  near 
Lockport  was  taken  up  and  some  pro- 
gress made. 

The  care  and  maintenance  of  the  var- 
ious river  gauges  was  continued. 

Very  respectfully. 

(Signed)  Thos.  T.  Johnston, 

First  Principal  Assista7it  Engineer .” 


“Chicago,  May  8,  1893. 
Mr.  Benezette  Williams , Chief  Engineer: 
Dear  Sir — I herewith  submit  the  fol- 
lowing report  of  Division  3 for  the  month 
of  April: 
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A map  and  profile  of  the  Main  Drain- 
age Channel,  showing  the  corrected  field 
notes  of  the  lines  was  completed. 

A map  of  the  right  of  way  between 
Joliet  and  the  E.,  J.  & E.  R.  R.,  and  a 
large  scale  contour  map  of  the  territory 
between  Section  14  and  Joliet  lying  west 
of  the  Desplaines  River,  were  platted. 

Work  was  done  at  Joliet  in  collecting 
information  for  the  Sanitary  District  and 
Watershed  maps,  and  for  the  right  of 
way  between  Lockport'and  Joliet. 

The  surveying  party  located  section 
corners  north  of  Romeo  until  the  15th  of 
April,  w)ien  it  was  transferred  to  Divis- 
ion 1 to  survey  proposed  lines  south  of 
Section  14. 

Platting  was  also  continued  during  the 
entire  month  on  the  Chicago  River  sur- 
vey, Sanitary  District,  water-shed  and 
sewerage  maps,  and  on  the  main  topo- 
graphical maps  of  the  route  from  Lake 
Michigan  to  Joliet,  and  this  work  will  be 
continued  together  with  the  routine  work 
of  the  Division,  during  next  month. 

Very  respectfully, 

(Signed)  Edgar  Williams, 

Second  Principal  Assistant  Engineer.” 

DEPOSITS  MADE  FOR  PLANS. 

The  Clerk  presented  a report  from  the 
Chief  Engineer,  accompanied  by  a list  of, 
contractors  who  had  deposited  for,  taken 
out  and  retained  plans  of  the  work  be- 
tween Willow  Springs  and  Summit  and 
Summit  and  Ashland  avenue,  and  en- 
closing check  for  the  amounts  deposited 
with  the  same;  and  the  report  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Bolden- 
weck,  moved  that  the  report  be  ordered 
printed  and  placed  on  file,  and  the  Clerk 
directed  to  deposit  the  enclosed  check 
($92.0‘>)  with  the  Treasurer  to  the  credit 
of  the  District. 

The  motion  prevailed  unanimously, 
and  the  Clerk  was  so  directed. 

The  following  is 

THE  REPORT  WITH  ENCLOSURES: 

“Chicago,  May  10, 1893. 

To  the  Honorable  the  Board  of  the  Trim - 

tees  of  the  Sanitary  District  of  Chicago  : 

Gentlemen  — 1 transmit  herewith 
check  for  $92,  being  the  amount  received 
for  plans  of  work  between  Willow 
Springs  and  Summit  and  between  Sum- 
mit and  Ashland  avenue,  during  the  last 
letting.  The  accompanying  statement 


gives  the  names  of  the  patties  from 
whom  money  has  been  received  and  the 
amount, 

Respectfully  submitted; 

(Signed)  Bknezette  Williams, 
Chief  Engineer. 
(One  enclosure,  with  check.) 


“Statement  of  payments  made  by  con- 
tractors for  plans  of  work  between*  Wil- 
low Springs  and  Summit..and  between 
Summit  and  Ashland  avenue: 


Cox  Brothers $ 8 00 

San  Francisco  Bridge  Co 4 00 

Green  Dredging  Co 4 00 

John  Griffiths 12  00 

J.  C.  Wright 8 00 

McArthur  Bros. . * 12  00 

Chioago  Dredging  & Dock  Co 4 00 

Colonel  Burke 4 00 

C.  D.  Streeter. 8 00 

Remington  & Co 8 00 

H.  B.  Hurd 4 00 

Lester,  Qualey  & Co 8 00 

John  Griffin 8 00 

$92  00 


(Check  enclosed) 

(Signed)  Robt.  H.  Cowdrey, 


Record  Clerk” 

SPECIFICATIONS  FOR  STEPHENS  STREET 
BRIDGE. 

The  Clerk  presented  a report  from  the 
Chief  Engineer,  accompanied  by  specifi- 
cations and  two  blue  prints  for  the 
Stephens  Street  Bridge  at  Lemont,  over 
the  River  Diversion,  presented  in  accord- 
ance with  an  order  passed  at  the  meeting 
of  the  Board,  held  April  5,  1893,  (page 
1139  of  the  Proceedings);  and  the  report 
was  read. 

Mr.  Bolden  week,  seconded  by  Mr. 
Cooley,  moved  that  the  report  with  en- 
closure and  blue  prints,  be  referred  to 
the  Joint  Committee  on  Engineering  and 
Finance. 

The  motion  prevailed  unanimously, 
and  the.  report,  with  enclosure  and  blue 
prints,  was  so  referred. 

The  following  is 

the  report: 

“Chicago,  May  10,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — I herewith  submit  spec- 
ifications for  the  Stephens  Street  Bridge 


May  10,1 


—1216— 


at  Lemont,  across  the  new  channel  of  the 
Desplaines  River,  in  accordance  with  the 
order  of  your  Board,  dated  Aprii  5,  (page 
11:39  of  Proceedings).  Two  plans  for 
said  bridge  have  been  made,  one  for  an 
iron-plate  girder  bridge  and  one  for  a 
wooden  bridge. 

liespectfully  submitted, 

(Signed)  Benezette  Williams. 

Chief  Engineer .” 

(Enclosing  specifications  and  two  (2)  blue 

prints). 

NOMINATION  OF  ASSISTANT  ENGINEERS. 

The  Clerk  presented  a report  from  the 
Chief  Engineer,  transmitting  the  names 
of  persons  nominated  4s  Assistant  Engi- 
neers to  fill  vacancies,  and  requesting 
the  concurrence  of  the  Board  in  same; 
and  the  report  was  read. 

Mr.  Boldenweck,  seconded  by  Mr. 
Kelly,  moved  that  the  report  be  referred 
to  the  Committee  on  Engineering. 

The  motion  prevailed  unanimously, 
and  the  report  was  so  referrea. 

The  following  is 

. the  report: 

“ Chicago,  May  10,  1893. 

“ To  the  Hon'vmble  the  Board  of  Irustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— I hereby  withdraw  the 
names  of  L.  J.  Myers  and  T.  F.  Richard- 
son, nominated  by  me  on  March  8th,  for 
the  position  of  Assistant  Engineers,  and 
submit  in  their  stead  G.  W.  Wood  and 
J.  B.  Rohrer,  who  are  Sub  Assistant  En- 
gineers in  the  employ  of  the  Sanitary 
District  and  at  present  assigned  to  charge 
of  the  Willow  Springs  and  Sag  divisions 
of  work  respectively.  These  gentlemen 
having  performed  the  duties  of  their 
office  satisfactorily,  I respectfully  ask 
your  concurrence  in  their  nominations. 

Respectfully  submitted, 

(Signed)  Benezette  Williams, 

. Chief  Engineer .” 

MONTHLY  REPORT  FROM  SANITARY  IN- 
SPECTOR. 

The  Clerk  presented  a report  from  the 
Sanitary  Inspector  for  the  month  of 
April,  1893;  and  the  same  was  read. 

Mr.  Boldenweck,  seconded  by  Mr. 
Russell,,  moved  that  the  report  be 
ordered  printed  and  placed  on  file,  and 
the  recommendations  made  therein  con- 
curred in. 


[1893. 

The  motion  prevailed  unanimously  and 
it  was  so  ordered. 

The  following  is 

THE  REPORT: 

“Chicago,  May  10,  1893. 

To  the  Honorable , the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — Since  my  previous  report 
the  main  hospital  of  the  Drainage  Chan- 
nel has  advanced  towards  completion 
to  the  extent  of  being  able  to  accommo- 
date some  sixty  patients,  with  a cer- 
tainty that  this  month  will  witness  its 
completion,  when  one  hundred  and 
twenty  can  be  taken  care  of. 

After  a thorough  inspection  I can  re- 
port that  it  complies  with  the  agreement 
entered  into  between  Dr.  Re  and  the 
various  contractors  in  every  particular. 
The  location  is  most  excellent,  admitting 
of  thorough  drainage  of  grounds.  Ample 
provision  has  been  made  for  sufficient 
air  space,  the  light  and  ventilation  are 
unusually  good.  It  will  be  heated  by 
steam,  and  water  will  be  piped  to  every 
floor.  There  will  be  bath  rooms  and 
closets  throughout.  In  fact,  all  of  the 
sanitary  arrangements  that  are  regarded 
as  essential  in  an  institution  of  this  kind 
will  be  provided. 

There  is  an  ambulance  which  will 
make  daily  trips  along  the  line.  Tele- 
phone communication  will  be  established 
with  each  section,  so  there  can  be 
prompt  action  in  case  of  accident.  The 
location  at  Mount  Forest  will  be  of  easy 
access  to  that  part  of  the  Channel  lying 
between  Chicago  and  Lemont,  where, 
from  the  character  of  the  soil  to  be  exca- 
vated, we  would  anticipate  the  preval- 
ence of  malarial  and  kindred  diseases, 
and  can  safely  caculate  that  most  of  the 
prevailing  disease  will  be  on  this  portion 
of  the  line.  There  have  been  a few  cases 
of  sickness  in  the  past  month,  and  those 
were  of  a mild  character. 

I desire  to  call  the  attention  of  the 
Board  to  the  fact  that'  in  Section  9 there 
is  no  adequate  provision  made  for  pro- 
curing good  w’ater.  What  they  use  is 
hauled  to  the  camp  in  barrels  from  sothe 
adjacent  spring  for  drinking  purposes. 
For  use  in  the  kitchen  it  is  dipped  from 
the  Desplaines  River.  There  is  no  excuse 
for  this  condition.  I have  notified  them 
twice  of  the  necessity  of  sinking  a well, 
but  have  received  nothing  but  promises 
to  do  so.  Fromises  are  a poor  substitute 
for  sanitary  requirements.  1 am  of  the 
opinion  that  a note  from  the  Board  of 
Trustees  in  regard  to  this  matter  would 
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have  a more  stimulating  effect  than  mine 
has  had. 

Trusting  that  it  may,  this  report  is 
most 

Respectfully  submitted, 

(Signed)  Wm.  Martin,  M.  D. 

Sanitary  Inspector” 

APPOINTMENT  OF  SANITARY  INSPECTOR 
AS  OFFICER  OF  STATE  BOARD 
OF  HEALTH. 

The  Clerk  presented  a communication, 
received  by  President  Wen  ter  from  Dr. 
F.  W.  Reilly,  M.  D.,  Secretary  of  the 
State  Board  of  Health,  announcing  the 
appointment  of  the  Sanitary  Inspector 
of  the  District  as  an  officer  of  the  State 
Board  of  Health,  and  enclosing  copy  of 
“air  space  order,”  adopted  by  the  State 
Board  of  Health  at  the  suggestion  of  the 
Sanitary  Inspector  of  the  District. 

The  same  were  read,  and  by  unanimous 
consent  were  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  COMMUNICATION,  WITH  ENCLOSURE: 

“Springfield,  May  5, 1893. 

Hon.  Frank  Winter,  President  Board  of 

Trustees , Sanitary  District  of  Chicago, 
Chicago,  111. 

Dear  Sir — In  accordance  with  your 
request  of  March  15,  Dr.  William  Martin 
was  appointed,  at  the  recent  (April,  1893) 
meeting  of  the  Illinois  State  Board  of 
Health,  Sanitary  Inspector  of  the  Board, 
with  power  and  authority  to  enforce  all 
necessary  measures  for  the  proper  sanita- 
tion of  the  right  of.  way  of  the  Chicago 
Sanitary  District.  It  was  suggested  in 
this  connection  that  he  should  procure, 
and,  when  on  duty,  wear  a star  or  badge 
inscribed  ‘ Sanitary  Inspector  Illinois 
State  Board  of  Health.” 

Will  you  kindly  transmit  to  Dr.  Mar- 
tin the  enclosed  copy  of  Air  Space  Order, 
adopted  by  the  Board  at  his  suggestion. 

Very  Respectfully, 

(Signed)  F.  W.  Reilly,  M.  D., 
Secretary.” 

( One  (1)  enclosure). 


(Enclosure.) 

“Springfield,  May  5,  1893. 

At  the  recent  (April,  1893)  meeting  of 
the  State  Board  of  Health,  State  of  Illi- 


nois, the  following  resolution  and  orders 
were  adopted: 

Resolved,  That  for  the  proper  protec- 
tion of  the  health  of  laborers,  workmen 
and  others,  the  State  Board  of  Health  of 
the  State  of  Illinois  hereby  orders  and 
ordains  that  the  air-  space  in  the  sleeping 
quarters  of  bunk-houses  or  other  struc- 
tures in  which  workmen,  laborers  and 
others  are  housed  by  employers  or  con- 
tractors shall  not  be  less  than  two  hun- 
dred .and  fifty  (250)  cubic  feet  for  each 
occupant  of  "such  bunk-house  or  struc- 
ture; and  it  is  further  ordered  that  the 
Sanitary  Inspectors  of  the  Board  shall 
enforce  this  resolution  in  .cases  within 
their  purview 

Attest: 

(Signed)  F.  W.  Reilly,  M.  D., 

[Seal]  Secretary V 


OPINION  OF  ATTORNEY  AND  GENERAL 
COUNSEL  ON  CANAL  QUESTIONS. 

The  Clerk  presented  a report  from  the 
Attorney  and  General  Counsel,  being  an 
opinion  supplemental  to  that  presented 
on  May  3,  1893,  (page  1205  of  the  Pro- 
ceedings) on  legal  questions  with  refer- 
ence to  the  possession  of  the  Illinois  and 
Michigan  Cqnal  by  the  District,  requested 
at  the  adjourned  meeting  of  .the  Board, 
held  April  29,  1893,  (page  1199  of  the 
Proceedings);  and  the  report  was  read. 

By  unanimous  consent,  the  report  wTas 
ordered  printed  and  placed  on  file. 

The  following  is 

THE  REPORT: 

“Chicago,  May  9,  1893. 
To  the  Honorable,  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — In  accordance  with  a 
resolution  passed  by  your  Board  asking 
for  our  opinion  upon  certain  legal  ques- 
tions arising  in  relation  to  the  Illinois 
and  Michigan  Canal  in  the  event  that  a 
portion  of  the  same  in  Cook  County 
should  be  included  in  the  site  of  its  Main 
Drainage  Channel  by  the  Sanitary  Dis- 
trict of  Chicago,  we  beg  leave,  in  addi- 
tion to  the  opinion  already  given,  to  re- 
port our  conclusions,  as  follows: 

First — The  Trustees  of  the  Sanitary 
District  of  Chicago  have  only  such  pow- 
ers as  are  vested  in  them  by  the  act  un- 
der which'  the  District  is  incorporated, 
and  such  act,  in  our  opinion,  does  not 
confer  any  power  or  authority  upon  the 
said  Trustees  to  make  any  contract  or 
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agreement  with  the  Canal  Commission- 
ers in  regard  to  the  conditions  upon 
which  the  Sanitary  District  may  use 
said  Canal  as  a part  of  the  site  for  its 
Main  Channel.  The  Canal  belongs  to  the 
State  of  Illinois  and  the  General  As- 
sembly has  by  statute  given  the  District 
the  right  to  use  any  portion  of  euch 
Canal  within  the  Cotmty  of  Cook  as  a 
part  of  the  site  of  said  channel  upon  cer- 
tain terms  specified  in  said  act.  In  our 
opinion  said  terms  cannot  be  altered  or 
modified  either  by  the  Trustees  of  the 
District  or  the  Canal  Commissioners. 

Second — In  our  opinion  the  Commis- 
sioners of  the  Illinois  & Michigan  Canal 
will  continue  to  control  the  navigation 
and  the  charging  of  tolls  upon  that  part 
of  the  Canal  which  may  be  included  in 
the  Main  Channel  of  the  Sanitary  Dis- 
trict. The  act  creating  the  Sanitary 
District  requires  that  the  public  “use 
“ thereof  shall  not  be  unnecessarily  in- 
“ terrupted  or  interfered  with,  apd  that 
“ the  same  shall  be  restored  to  its  former 
“usefulness  as  soon  as  practicable” 
There  is  no  provision  of  th©  act  creating 
the  District  authorizing  the  Trustees  of 
th©  Sanitary  District  to  regulate  naviga- 
tion or  collect;  regulate  or  abolish  tolls 
upon  that  part  of  the  canal  which  may 
be  included  in  the  Main  Channel  of  th© 
Sanitary  District.  In  our  opinion  the 
power  of  the  Canal  Commissioners  over 
the  navigation  of  that  portion  of  the 
canal  used  by  the  Sanitary  District  will 
remain  unaffected  by  such  use. 

Third — The  obligation  to  restore  the 
canal  to  its  former  usefulness,  and  that 
the  public  use  thereof  shall  not  be  un- 
necessarily interrupted  or  interfered 
with,  impose  the  obligation  upon  the 
Sanitary  District  to  do  whatever  is  nec- 
essary to  restore  and  maintain  that  por- 
tion of  the  canal  which  they  may  use  in 
such  a condition  that  the  same  may  be 
as  advantageously  used  for  navigation 
as  before  its  use  by  the  Sanitary  District. 
If  to  that  end  a tow-path  shall  be  neces- 
sary and  pumping  works  at  the  Summit, 
in  our  opinion  the  Sanitary  District  will 
be  under  obligation  to  construct  such 
tow-path  and  erect  and  maintain  said 
pumping  works. 

In  our  opinion  the  Sanitary  District 
will  not  be  under  obligation  to  furnish 
any  land  along  the  new  channel  except 
such  as  may  be  necessary  to  enable  nav- 
igation to  be  maintained  thereon  as 
hereinbefore  stated. 

Respectfully  submitted, 

(Signed)  Orrin  N.  Carter, 

Attorney. 

(Signed)  John  P.  Wilson, 

General  Cotinsel.” 


PURCHASE  OF  “ GAMBLE  LANDS.” 

Mr.  Eckhart,  Chairman,  presented  a 
report  from  the  Joint  Committee  on 
Finance  and  Engineering,  recommend- 
ing the  purchase  of  right  of  way  lands 
in  Cook  County,  owned  by  Mrs.  Hannah 
Gamble  in  her  own  right  and  as  trustee, 
and  authorizing  and  directing  the  Clerk 
to  pay  for  said  lands,  on  the  vouchers  of 
the  Attorney,  as  provided  in  the  report; 
and  the  report  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  adopted,  ordered 
rinted  and  placed  on  file,  the  recommen- 
ations  made  therein  concurred  m,  and 
the  Clerk  authorized  and  directed  to  pay 
Mrs.  Hannah  Gamble,  in  her  own  right 
and  as  trustee,  on  the  vouchers  of  the 
Attorney,  for  said  lands,  as  provided  in 
the  report. 

On  roll-call  the  vote  stood  : Yeas — 
Messrs.  Alfcpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Prendergast, 
Russell  and  Wenter  — nine  (9).  Nays — 
None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  the  recommendations  made  therein 
concurred- in , and  the  Clerk  authorized 
and  directed  to  pay  Mrs.  Hannah  Gam- 
ble, in  her  own  right  and  as  trustee,  on 
th©  vouchers  of  the  Attorney,  for  said 
lands,  as  provided  in  the  report. 

The  following  is 

THE  REPORT : 

“Chicago,  May  10,  1893. 

To  the  Honorable  the  Board  of  Trustees  of 

the^Sanitaiu  District  of  Chicago: 

Gentlemen— The  Joint  Committee  on 
Finance  and  Engineering  have  reached 
an  agreement  for  the  purchase  of  lands' 
necessary  for  the  corporate  purposes  of 
this  District,  hereinafter  more  particu- 
larly described,  from  the  following  per- 
sons, at  th6  prices  herein  stated,  to- wit: 

From  Hannah  Gamble  the  land  here- 
inafter described  for  the  sum  of  twelve 
thousand,  three  hundred  and 'fifty-six 
($12,356)  dollars. 

From  Hannah  Gamble,  trustee,  the 
land  hereinafter  described,  for  the  sum 
of  three  thousand,  seven  hundred  and 
forty-four  ($3,744)  dollars. 

Your  Committee  recommend  that  the 
Clerk  of  this  District  be  authorized  and 
directed  to  pay,  on  the  voucher  of  the 
Attorney,  to  said  Hannah  Gamble  the 
sum  of  twelve  thousand,  three  hundred 
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fifty  six  ($12,856)  dollars  in  full  payment 
for  the  following  described  land,  to-wit: 

That  part  lying  northwesterly  of  the 
north  westerly  reserve  line  of  the 
Illinois  and  Michigan  Canal  of  Lot  one 
<l)  in  the  division  by  Cook  & Dickey  of 
the  east  fraction  of  the  southwest  quar- 
ter (£)  of  Section  twelve  (12),  Township 
thirtv-eight  (38)  North,  Range  twelve 
(12)  East  of  the  Third  Principal  Merid- 
ian, excepting  the  north  ten  (10)  acres 
thereof  and  also  excepting  therefrom 
that  part  thereof  bounded  by  a line  be- 
ginning at  the  northeast  corner  of  the 
right  of  way  of  the  Illinois  and  Michigan 
Canal  and  the  turnpike  road,  and  run- 
ning thence  northeasterly  along  the 
north  line  of  said  right  of  way  417  42-100 
feet;  thence  northwesterly  parallel  with 
said  road  208  71-100  feet;  thence  south- 
westerly parallel  with  the  north  line  of 
said  right  of  way  417  42-100  feet  to  said 
road;  and  thence  southeasterly  along 
said  road  208  71-100  feet  to  the  place  of 
beginning. 

To  Hannah  Gamble,  trustee,  the  sum 
of  three  thousand,  seven  hundred  forty- 
four  ($3,744)  dollars  in  full  payment  for 
the  following  described  land,  to-wit: 

The  north  ten  (10)  acres  of  that  part 
lying  northwesterly  of  the  Northwest- 
erly Reserve  line  of  the  Illinois  and 
Michigan  Canal  of  Lot  one  (1)  in  the  di- 
vision by  Cook  & Dickey  of  the  east  frac- 
tion of  the  southwest  quarter  (i)  of  Sec- 
tion twelve  (12),  Township  thirty-eight 
(38)  North,  Range  twelve  (12)  East  of  the 
Third  Principal  Meridian. 

All  of  the  above  described  premises 
lying  and  being  situate  in  the  County  of 
Cook  in  the  State  of  Illinois. 

Respectfully  submitted, 

(Signed)  B.  A.  Eckhart, 

Chairman. 
W.  H.  Russell. 
Thomas  Kelly, 

L.  E.  Cooley, 

Wm.  Bolden weck, 
John  J.  Altpeter, 

Joint  Committee  on  Finance  and  Engi- 
neering.” 

PURCHASE  OF  STONE  ON  SECTION  EIGHT. 

Mr.  Eckhart,  Chairman,  presented  a 
report  from  the  Committee  on  Fi- 
nance, with  reference  to  the  communica- 
tion from  Mr.  James  Dullaghan,  con- 
cerning the  purchase  of  stone  excavated 
on  Section  eight  (8)  referred  to  that  Com- 
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mittee  at  the  meeting  held  March  15, 
1893,  (Page  1101  of  the  Proceedings);  and 
the  same  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
weck,  moved  that  the  report  be  ordered 
printed  and  placed  on  file,  and  the  rec- 
ommendations made  therein  concurred 
in. 

On  roll-call  the  vote  stood;  Yeas-r- 
Messrs.  Altpeter,  Boldenweck,  Cooley; 
Eckhart,  Gilmore,  Kelly,  Prendergast, 
Russell  and  Wenter  — nine  (0).  Nays— 
None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
ordered  printed  and  placed  on  file,  an4 
the  recommendations  made  therein  con- 
curred in. 

The  following  is 

the  report; 

“Chicago,  May  9.  1893. 
To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitarg  District  of  Chicago: 

Gentlemen: — Your  Committee  on  Fi- 
nance have  considered  the  communica- 
tion from  Mr.  James  Dullaghan,  with 
reference  to  the  purchase  of  stone  exca- 
vated qn  Section  8 of  the  Main  Channel, 
presented  and  referred  to  this  committee 
at  the  meeting  held  March  15,  1893, 
(page  1101  of  the  Proceedings)  and  re- 
turn the  same  herewith  with  the  recom- 
mendation that  no  action  be  now  taken 
for  the  disposition  of  any  stone  exoa- 
vated  on  the  Main  Channel. 

Respectfully  submitted, 

(Signed)  B.  A.  Eckhart, 

Chairman . 
W.  H.  Russell, 

Thomas  Kelly, 
Committee  on  Finance  " 

REPORT  ON  COMPLETION  OF  SALE  OF, 
$2,000,000  BONDS. 

Mr.  Eckhart,  Chairman,  presented  a 
report  from  the  Committee  on  Finance, 
on  the  final  reports  from  the  Treasurer 
and  Clerk,  concerning  the  completion  of 
the  saleof  $2,000,000  bonds  of  the  District 
to  Blair  & Co.,  which  reports  were  re- 
ferred to  that  Committee  at  the  meeting 
held  April  26th,  1893,  (Pages  1193  and 
1194  of  the  Proceedings);  and  the  report 
was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  adopted,  ordered 
printed  and  placed  on  file,  and  the  rec- 
ommendations made  therein  concurred 
in. 
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On  roll-call  the  vote  • stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Prendergast* 
Russell  and  Wenter—  nine  (9).  Nays — . 
None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  report 
adopted,  ordered  printed  and  placed  on 
file  and  the  recommendations  made 
therein  concurred  in. 

The  following  is 

THE  REPORT  : 

“Chicago,  May  9,  1893. 

To  the' Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicaqo: 

Gentlemen:— Your  Committee  on  Fi- 
nance have  duly  considered  and  ex- 
amined the  final  reports  of  the  Treasurer 
and  Clerk  (with  enclosures)  on  the  pur- 
chase and  delivery  of  the  issue  of  $2,000,- 
000  bonds,  sold  to  Blair  & Co.,  of.  New 
York,  underbid  of  Oct.  1 1 , 1893,  which 
reports  were  presented  and  referred  to 
that  Committee  at  the  meeting  held 
April  26,  1803,  (pages  1193  and  1194of 
the  Pioceedings)  and  have  to  report  that 
they  find  same  to  be  correct. 

Your  Committee  on  Finance  therefore 
recommends  that  the  above  reports 
(which  are  returned  herewith)  be  ap- 
proved and  placed  on  file. 

Respectfully  submitted, 

(Signed)  B.  A.  Eckhart, 

Chairman. 
W.  H.  Russell, 
Thomas  Kelly. 

Committee  on  Finance .” 

REVISION  OF  RULES. 

President  Wenter, Chairman,  presented 
a report  from  the  Committee  on  Rules, 
transmitting  the  entire  rules  of  the  Board 
of  Trustees,  as  revised  and  amended  by 
the  Committee;  and  the  report  was  read. 

Under  the  rules  the  report,  with  en- 
closure, was  ordered  printed  and,  laid 
over. 

The  following  i? 

THE  REPORT,  WITH  ENCLOSURE: 

‘•Chicago,  May  10.  1893. 
To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen: — The  Committee  ori"Rules 
have  had  under  consideration  the  Rules 
of  the  Board* of  Trustees,  and  present 
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herewith  the  same  revised  and  condensed 
as  the  result  of  such  consideration. 

Respectfully, 

(Signed)  Frank  Wenter, 

Chairman . 
W.  H.  Russell, 

B.  A.  Eckhart, 

( Enclosure)  Committee  on  Rules.1* 


rules  of  the  hoard  of  trustees. 

The,  law  establishes  a municipality 
called  ‘ ‘ The  Sanitary  District  of  Chi- 
cago,” of  which  the  hoard  of  Trustees  is 
the  legislative  and  administrative  body. 

meetings. 

1.  The  Board  shall  proceed  to  business 
without  delay,  but  the  members  thereof 
shall  incur  no  individual  liability  in  any 
respect. 

2.  The  meetings  of  the  Board  shall  be 
open  and  accommodations  shall  be  pro- 
vided for  the  press. 

3.  Regular  meetings  of  the  Board  of 
Trustees  shall  be  held  on  Wednesday  of 
each  week,  at  half-past  one  o’clock  p.  m. 
sharp. 

4.  Special  meetings  shall  be  called  by 
the  Clerk  at  the  request  of  any  three 
mehnbers,  or  of  the  President.  -Written 
notice  shall  be  given  by  the  Clerk  to  each 
Trustee  of  the  time  of  each  special  meet- 
ing at  least  24  hours  previous,,  thereto. 
Roberts’  rules  of  order  shall  be  fol- 
lowed in  parliamentary  practice  unless 
otherwise  ordered. 

5.  The  call  for  special  meetings  shall 
state  the  purpose  thereof.  At  every'spec- 
ial  meeting  the  call  for  the  same  shall  be 
read  and  afterward  filed  by  the  Clerk, 
and  no  business  other  than  that  proposed 
by  the  call  shall  be  in  order  at  such 
meeting. 

6.  The  annual  meeting  of  the  Trustees 
shall  be  held  at  2 P.  M.  on  the  first  Tues- 
day after  the  first  Monday  in  December 
of  each  year,  at  which  meeting  the  Pres- 
ident for  the  ensuing  year  shall,  be 
elected  in  such  manner  as  the  Board 
may  then  determine. 

7.  A majority  of  the  whole  number  of 
Trustees  elected  shall  constitute  a quo- 
rum. A quorum  shall  vote  on  every 
question  submitted  to  the  Board.  If  the 
question  pertains  to  the  expend itu re  of 
money, five(5)affirmative  votes  shall  be  re- 
quired to  carry  same  and  shall  be  entered 


May  10,]. 


-1221  — 


[1893* 


of  record.  A vipa  vocd  vote  may  be  taken 
on  any  question  by  unanimous  consent, 
but  the  yeas  and  nays  shall  be  taken  if 
asked  for  by  any  member. 

COMMITTEES. 

8.  The  following  Standing  Commit- 
tees shall  be  appointed  by  the  President 
of  the  Board  at  the  beginning  of  his 
term: 

A Committee  on  Finance,  consisting  of 
three  members. 

A Committee  on  Engineering,  consist- 
ing of  five  members. 

A Committee  on  Judiciary,  consisting 
of  three  members. 

A Committee  on  Federal  Relations, 
consisting  of  five  members. 

A Committee  oh  Health  and  Public 
Order,  consisting  of  three  members. 

A Committee  on  Rules,  consisting  of 
three  members,  of  'which  the  President 
of  the  Board  shall  be  Chairman. 

9.  Any  Trustee  may  attend  any  com- 
mittee meeting. 

10.  A record  shall  be  kept  of  the  busi- 
ness done  by  each  committee. 

11.  The  duties  of  a committee  are  to 
examine  and  report  upon  all  mat  ters  that 
maybe  referred  to  it  or  upon  which  it 
may  be  instructed  by  the  Board;  to  take 
cognizance  of  hnd  report  matters*  within 
its  province  that  may  be  of  interest  and 
importance  to  the  Board;  tc  keep  itself 
informed  in  regard  to  the  departmental 
work  to  which  its  duties  are  related,  and 
to  co-operate  with  and  facilitate  the 

ame. 

12.  Prior  to  each  regular  meeting  of' 
the  Board  and  on  the  same  or  the  preced- 
ing day,  at  some  stated  time,  each  de- 
par,  mental  committee  shall  hold  a regu- 
lar meeting  for  the  purpose  of  taking  cog- 
nizance of  matters  within  its  province, 
and  considering  any  pending  depart- 
mental business.  But  requisitions,  re- 
ports, returns,  vouchers  and  communica- 
tions and  documents  for  the  use  of  thO 
Board  shall  not  be  delayed  in  transit  on 
account  of  any  Committee.  It  shall 
be  the  duty  of  each  head  of  depart- 
ment, in  addition  to  all  other  re- 
quirements, to. bring  to  the  attention  of 
the  appropriate  committee  all  matters 
connected  with  his  department,  and  the 
Clerk  shall  lay  before  the  appropria  e 
committee  all  matters  in  transit  to  the 
Board. 

13.  The  Committee  on  Engineering, 
prior  to  each  regular  meeting  of  the 


Board,  shall  approve  all  vouchers  for 
estimates  on  work  for  the  Main  Channel. 
If  for  any  reason  such  vouchers  are  not 
approved,  the  Board  shall  be  so  informed. 

14.  The  Committee  on  Finance  shall 
examine  and  approve  all  bills  and  vouch- 
ers before  they  are  acted  upon  by  the 
Trustees  prior  to  each  regular  meeting  of 
the  Board.  If  any  bills  or  vouchers  are 
not  approved  by  the  Committee,  the  rea- 
sons therefor  shall  be  reported  to  the 
Board. 

officers  . 

15.  The  President  of  this  Board  shall 
be  elected  by  the  Board  for  the  term  of 
one  year,  and  shall  serve  until  his  suc- 
cessor is  elected  and  enters  upon  the  du- 
ties of  the  office.  It  shall  be  the  duty  of 
the  President  to  preside  at  all  meetings 
of-the  Board,  and  to  see  that  the  rules 
and  instructions  of  the  Board  are 
complied  with  and  enforced.  The  salary  of 
the  President  shall  be  four  thousand^ 
($4,000)  dollars  per  annum. 

16.  /The  Board  shall  select  a Clerk,  a I 
Treasurer,  a Chief  Engineer,  and  an 
Attorney  for  the  municipality,  who  shall 
hold  their  offices  during  the  pleasure  of' 
the  Board.  Each  of  these  officers  shall 
subscribe  to  the  oath  of  office  and  give 
bond  with  sureties  to  be  approved  by  the 
Boaid. 

17.  The  Board  shall  select  a Sanitary 
Inspector,  who  shall  be  a'regnlar  physi- 
cian, and  who  shall  have  charge,  under 
the  rules  and  the  direction  of  the  Board, 
of  the  sanitary  condition  of  the  camps 
along  the  right  of  way.  The  salary  of 
the  Sanitary  Inspector  shall  not  exceed 
twenty-four  hundred  ($2,400)  dollars  per 
annum.  . 

18.  All  vacancies  occurring  in  these 
offices  shall  be  filled  by  the  Board  of 
Trustees  as  soon  as  practicable  after  they 
occcur. 

DEPARTMENTS. 

19.  There' shall  be  organized  under  the 
supervision  of  the  Board  of  Trustees  four 
executive  departments,  each  under  the 
authority  of  .a  general  officer,  governed 
by  the  rules  of  the  Board,  viz:'  A Cleri- 
cal Department,  in  charge  of  the  Clerk; 
a Treasury  Department,  in  charge  of  the 
Treasurer;  an  Engineering  Department, 
in  charge  of  the  Chief  Engineer,  and  a 
Law  Department,  in  charge  of  the  Ats 
torney. 

CLERK. 

20.  The  duties  of  the  Clerk  shall  be  to 
keep  all  the  accounts,  papers,  books  and 
records  of  the  municipality,  and  he  shall 
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devote  his  time  to  the  duties  of  his  office. 
He  shall  attend  all  meetings  of  the  Board, 
whether  regular  or  called,  and  keep  the 
records  of  the  same,  keep  the  corporate 
seal  and  affix  the  same  to  all  papers 
which  require  it,  and  shall  perform  such 
other  duties  as  are  required  by  law,  or 
by  the  ordinances,  orders  or  resolutions 
of  the  Board.  His  salary  shall  be  the 
sum. of  five  thousand  dollars  ($5,000)  per 
annum  and  his  bond  shall  be  in  the  sum  of 
one  hundred  thousand  ($100,000)  dollars, 

21.  The  Clerk  shall  select,  subject  to 
confirmation  by  the  Board,  one  Assist- 
ant Clerk,  who  shall  be  Acting  Clerk 
when  authorized  by  the  Clerk  and  in  his 
absence.  The  salary  of  said  Assistant 
Clerk  shall  not  exceed  the  rate  of  eigh-' 
teen  hundred  ($1,800)  dollars  per  annum. 

22.  The  Clerk  may  appoint  as  required, 
a stenographer,  who  is  also  a type- 
writer, at  a rate  not  exceeding  $100  per 
month,  and  may  employ  any  additional 
force  as  authorize^  by  the  Board  and  as 
needed  to  carry  out  its  instructions. 

23.  All  requisitions  for  supplies  and 
materials  required  to  carry  out  any  pro- 
ject approved  by  the  Board  shall  be  made 
upon  the  Clerk,  except  as  otherwise  pro- 
vided in  the  regulations;  and  all  requisi- 
tions shall  state  the.  purpose  for  which 
the  articles  are  required. 

24.  All  purchases,  auditing  of  vouch- 
ers, and  issuing  of  warra  nts  for  the  .same 
as  ordered  by  the  Board,  shall  pertain  to 
the  Clerical  Department  and  be  in  charge 
of  the  Clerk.  He  shall  file  and  transmit 
to  the  Board  all  requisitions,  audit  all 
vouchers  and  check  all  returns,  and  shall 
keep  the  records  of  the  Board  and  of  ♦ its 
Committees. 

, 25.  All  reports,  documents,  returns  and 
communications  for  the  use  of  the  Board 
shall  be  addressed  to  the  “Board  of  Trus- 
tees.’'and  * shall  be  filed  in  the  Clerical 
Department. 

26.  The  Clerk  shall  keep  a.  record  of  the 
proceedings  of  the  Board  a^.id  shall  print 
the  same,  and  send  a copy  to  each  mem- 
ber and  officer  as  soon  as  practicable. 

_ 27.  At  each  meeting  of  the  Board  the 
Clerk  shall  provide  each  Trustee  with 
schedule  of  the  vouchers  subject  to  ap- 
proval at  that  meeting 

28.  The  dlerk  shall  keep  a record  for 
each  committee,  and  shall  cause  a ver- 
batim report  to  be  taken  of  the  hearings 
and  other  proceedings  before  committees 
when  required  by  the  committee. 

29.  The  Clerk  shall  submit  at  each 
meeting  a summary  schedule,  showing 


the  number  of  employes  in  each  depart- 
ment. 

30.  The  general  care  of  the  offices  of 
the  District  and  of  the  Board  shall  be  in 
charge  of  the  Clerk. 

31.  There  shall  be  an  office  in  the 
Clerical  Department  for  the  President. 

TREASURER. 

32  The  Treasurer  shall  receive  all 
moneys  of  the  municipality,  and  make 
such  payments  as  shall  be  ordered  by  the 
. Board  upon  warrants  drawn  by  the 
President  and  countersigned  by  the 
Clerk.  He  shall  sign  all  checks  drawn 
for  account  of  the  District.  He  shall 
negotiate  all  bonds  as  directed  by  the 
Board,  and  make  all  payments  of  interest 
and  for  redemption  of  same  at  maturity, 
and  he  shall  cover  into  the  treasury  all 
sums  received  as  interest  on  any  deposits 
of  the  funds  of  the  District.  He  shall 
make  such  reports  as  required,  and  gen- 
erally act  as  the  financial  adviser  of  the 
Board  of  Trustees.  The  office  of  Treas- 
urer shall  be  at  the  headquarters  of  the 
Sanitary  District.  The  salary  of  the 
Treasurer  shall  not  exceed  twenty-five\ 
hundred  ($2, -500)  dollars  per  annum,  and 
he  shall  give  bond  in  the  sum  of-  two 
million  ($2,000,000)  dollars,  and  shall 
file  a supplemental  bond  to  cover  any 
liability  in  excess  of  this  amount  when 
required  by  the  Board. 

33.  The  Treasurer  may  appoint  an 
assistant  at  a salary  not  co  exceed  twenty-' 
five  hundred  ($2,500)  dollars  per  annum, 
whose  duties  shall  be  prescribed  by  the 
Treasurer  and  performed  under  his  direc- 
tion. He  may  employ  any  additional 
assistance  as  required  and  as  authorized 
by  the  Board. 

34.  The  Treasurer’s  office  shall  be 
opened  for  business  during  banking 
hours. 

35.  The  Treasurer  shall  file  with  the 
Clerk  between  the  first  and  third  day  of 
each  month,  a detailed  statement  for  the 
preceding  month,  of  receipts,  disburse- 
ments arid  balances,  including  all  sums 
received  as  interest  on  any  deposit  of  the 
funds  of  the  District. 

36  The  Treasurer  shall  submit  an 
anniial  report  showing  the  receipts  and 
disbursements  of  money  during  the  pre- 
ceding fiscal  year. 

CHIEF  ENGINEER. 

37.  The  Chief  Engineer  shall  have 
charge  of  all  engineering  work  and  shall 
devote  his  time  to  the  Sanitary  District, 
lie  shall  do  all  surveying  an  civil  engi* 
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neering  necessary  or  ordered  by  the 
Board,  and  shall  perform  such  other  du- 
ties as  may  be  imposed  upon  him  from 
time  to  time  by  ordinances,  orders  or 
resolutions  of  the  Board,  and  shall  attend 
the  meetings  of  the  Board  when  required. 
His  salary  shall  nqt  exceed  the  sum  of 
nine  thousand  ($0,000)  dol'ars  per  annum, 
and  his  bond  shall  be  in  the  sum  of 
twenty  thousand  ($20,000)  dollars. 

38.  The  Chief  Engineer  shall  have  en- 
tire charge  of  the  work  of  the  Engineer- 
ing Department,  and  shall  organize  and 
administer  the  same  so  as  to  secure  a full 
record  of  the  nature  and  cost  of  all  op- 
erations, and  full  responsibility  of  all 
employes. 

30.  The  Chief  Engineer  shall  select  the 
following  assistants  as  needed  by  him, 
subject  to  confirmation  by  the  Board: 
One  Assistant  Chief  Engineer  at  a salary 
not  exceeding  the  rate  of  $3,600  per  an- 
num; one  Principal  Assistant  at  a salary 
not  exceeding  the  rate  of  $3,000  *per  an- 
num; one  Principal  Assistant  at  a salary 
not  exceeding  the  rate  of  $2,700  per  an- 
num; one  Record  Clerk  at  a salary  not 
exceeding  the  rate  of  $1,500  per  annum; 
Assistant  Engineers  at  the  rate  of  $1,800 
to  $2,400  per  annum  and  in  such  number 
as  may  from  time  to  time  be  authorized. 
Said  assistants  to  be  in  charge  of  such 
operations  as  may  be  assigned  by  the 
Chief  Engineer.  The  Assistant  Chief 
Engineer  shall  be  Acting  Chief  Engineer 
when  authprized  by  the  Chief  Engineer 
and  in  his  absence. 

40.  The  Chief  Engineer  shall  appoint, 
as  authorized  by  the  Board,  such  em- 
ployes as  the  needs  of  the  service  may 
require,  who  shall  be  men  of  technical 
competence  and  training  for  the  duties 
assigned  them  as  engineers  or  draftsmen. 

Per  month. 

-Sub- Assistant  Engineers  at 

the  rate  of $125  to  $150 

Instrument  men  at  the  rate  of  100  to  125 

Recorders  at  the  rate  of 75  to  100 

Draftsmen  at  the  rate  of 75  to  150 

41.  The  Chief  Engineer  may  employ  an 
Assistant  Record  Clerk  at  th*  rate  of  not 
over  one  hundred  ($ll)0)  dollars  per 
month;  a typewriter  at  the  rate  of  not 
over  seventy-five  ($75)  dollars  per  month, 
and  an  office  boy  at  not  over  thirty  six 
($36)  dollars  per  month.  He  may  also  em- 
ploy as  authorized  and  at  current  rates 
for  the  service  rendered,  such  rodmen, 
ehainmen,  axmen,  flagmen,  computers, 
inspectors  and  other  employes  as  may  be 
needed  to  organize  surveying  parties  and 
to  carry  on  the  general  work  ordered  by 
the  Board. 


ATTORNEY. 

, 42.  The  Attorney  shall  have  charge  of 
all  litigation  to  which  this  District  shall 
be  a party  and  shall  devote  his  time  to 
the  Sanitary  District.  He  shall  draft  all 
papers  required  by  the  Board:  attend 
upon  its  meetings  when  required:  give 
written  opinions  upon  all  questions  re- 
ferred to  him  by  the  Board  or  its  officers 
in  the  discharge  of  their  duties  and  gen- 
erally attend  to  all  law  business  of  the 
B *ard.  His  salary  shall  be  the  sum  of  five 
thousand  ($5,000)  dollars  per  annum,  and 
his  bond  shall  be  in  the  sum  twenty 
thousand  ($20,000)  dollars. 

43.  The  Attorney  may  appoint  the 
following  assistants  as  needed  by  him, 
subject  to  confirmation  by  the  Board: 

One  Principal  Assistant  Attorney  at  a 
salary  not  to  exceed  the  rate  of  three 
thousand  six-hundred  ($3,600)  dollars  per 
annum. 

One  Assistant  Attorney  at  a salary  not 
to  exceed  three  thousand  ($3,000)  dollars 
per  annum 

One  Assistant  Attorney  at  a salary  not 
to  exceed  fifteen  hundred  ($1,500)  dollars 
per  annum. 

The  Attorney  may  employ  one  type- 
writer and  stenographer  at  a salary  not 
to  exceed  seventy-five  ($75.00)  dollars  per 
month.  The  Attorney  may  employ  any 
additional  assistance  as  required  and  as 
authorized  by  the  Board. 

The  duties  of  the  Assistant  Attorneys 
and  other  employes  of  the  Law  Depart- 
ment shall  be  prescribed  by  the  Attorney 
and  performed  under  his  direction. 

The  Principal  Assistant  Attornev  shall 
be  Acting  Attorney  when  authorized  by 
the  Attorney  and  in  his  absence. 

44.  There  shall  be  appointed  by  the 
Board  upon  consultation  with  the  At- 
torney, a General  Counsel  at  a salary  not 
exceeding  the  rate  of  five  thousand 
($5,000)  dollars  per  annum.  His  duties, 
shall  be  to  advise  and  consult  with  the 
Attorney  of  the  Board  in  all  matters 
pertaining  to  the  legal  business  of  the 
Sanitary  District;  when  requested  by  the 
Board  to  give  written  opinions  in  con- 
nection with  the  Attorney  of  the  Board, 
upon  such  matters  as  may  be  submitted 
to  him  and  the  Attorney,  and  generally 
to  advise  and  consult  with  all  members 
of  the  Board  concerning  the  legal  affairs 
of  the  District. 

SANITARY  INSPECTOR. 

45.  The  Sanitary  Inspector  shall  de- 
vote his  entire  time  to  the  duties  of  his 
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office.  He  shall  have  an  office  in  the 
rooms  of  the  Board,  and  his  office  hours 
shall  be  from  l to  3 o’clock,  provided  he 
is  not  engaged  otherwise  in  the  perform- 
ance of  his  duties  to  the  Board. 

46.  He  shall  be  in  readiness  to  hold 
daily  consultations  with  the  Board  in 
reference  to  all  matters  pertaining  to  his 
department,  providing  he  is  not  out  on 
the  route  on  duty. 

47.  He  shall  make  a thorpugh  inspec- 
tion of  the  various  camps  and  hospitals 
along  the  route  twice  a week,  and 
oftener  if  so  ordered  by  the  Board. 

48.  He  shall  be  subject  to  the  order  of 
the  Board  at  all  times  in  case  of  necessity 
(such  as  the  occurrence  of  epidemic  in 
the  camps),  and  in  such  emergenc}r  shall 
be  on  the  ground  in  order  to  give  his  per- 
sonal attention  to  the  means  Of  suppress- 
ing the.  same. 

49.  He  shall  make  a monthly  report  to 
the  Board  on  the  sanitary  condition  of 
the  camps  under  his  supervision. 

AMENDMENTS  TO  RULES  AND  REGULATIONS. 

50.  All  amendments  and  changes  in 
these  rules  and  regulations  must  be  pro- 
posed in  writing,  at  a regular  meeting  of 
the  Board,  and  shali  not  be  acted  on  be- 
fore the  next  regular  meeting  of  the 
Board.  The  vote  of  a majority  of  the 
Trustees  constituting  the  Board  shall  be 
necessary  to  their  adoption. 

MISCELLANEOUS. 

51.  The'  salary  of  each  Trustee,  except 
that  of  the  President,  shall  be  the  suni 
of  three  thousand  ($3,000)  dollars  per 
annum. 

'52.  The  fiscal  year  shall  be  from  the 
first  day  of  January  to  the  thirty- first  day 
of  December,  inclusive,  and  correspond 
with  the  calendar  year. 

53.  The  Board  of  Trustees  shall  ap- 
prove all  requisitions,  vouchers  and  re- 
turns. 

54.  All  requisitions,  vouchers,  returns 
and  reports  shall  be  signed  by  the  head 
of  a department,  and  shall  be  in  dupli-  1 
cate,  a copy  to  be  preserved  in  the  depart- 
ment originating  the  same,  and  one  to 
be  tiled  in  the  Clerical  Department.  The 
accounting. of  each  department  shall  be 
separate  and  distinct. 

55.  All  stationery  and  special  depart- 
mental. forms  shall  be  provided  and 
charged  to  the  department  requiring  the 
same.  The  Board  shall  approve  all 
blanks. 


56.  Ail  general  and  miscellaneous  ex- 
penditures which  do  not  pertain  speci- 
fically to  a department  shall  be  governed 
by  the  same  general  rules  as  a depart- 
ment and  referred'to  a general  account. 
All  vouchers  and  requisitions  shall  state 
specifically  the  authority  for  incurring 
the  liability. 

57.  All  employes  subject  to  confirma- 
tion by  the  Board  shali  hold  their  office 
during  the  pleasure  of  the  Board.  All 
other  employes  shall  be  subject  to  dis- 
charge by  the  head  of  the  department 
employing  them. 

58.  Requisitions  shall  be  made  for  em- 
ployes and  shall  include  the  rates  of  com- 
pensation proposed,  except  as  specifically 
provided  for  in  the  regulations. 

59.  Pay-rolls  shall  be  made  up  in  the 
department  in  which  the  service  was 
rendered  as  soon  after  the  close  of  the 
month  or  week  as  practicable  and  turned 
in  to  the  Clerk  for  audit,  and  on  approval 
by  the  Board,  payment  and  receipt  of 
employe;  provided,  that  discharged  em- 
ployes shall  be  paid  currently  from  a 
fund  provided  for  the  purpose. 

60.  The  classification  of  employes  on 
pay-rolls  and  returns,  e’xcept  as  fixed  by 
the  regulations,  shall  indicate  the  duties 
performed  so  far  as  practicable. 

61.  Specialists  may  be  employed  for 
any  purpose  approved  by  the  Board,  and 
at  such  rates  of  compensation  as  may  be 
agreed  upon  and  authorized. 

62.  Each  department  shall  make  out  a 
semi-annual  property  return,  which  shall 
exhibit  all  property  of  whatever  charac- 
ter under  the  following  designations: 

On  hand  per  last  return.... Re- 
ceived during  the*  half  year 

Total  to  be  accounted  for Dis- 
posed of  during  the  half,  year 

On  hand day  of 189. . 

From  what  source  the  property  was  re- 
ceived and  its  disposition  shall  be  noted. 

63 . An  annual  report  shall  be  made  by 
each  department  as  soon  after  the  close 
of  the  fiscal  year  as  practicable, 'and  said 
report  shall  give  a review  of  the  operations 
of  the  year,  a classified  exhibit  of  depart- 
mental expenditures,  the  operations  pro- 
posed for  the  current  year  and  an  esti- 
mate of  the  probable  expenditure. 

64.  Each  department  shall  make  a 
monthly  report,  giving  a distributed 
labor  account,  an  abstract  of  depart- 
mental liabilities  and  expenses,  and  an 
estimate  of  liabilities  for  the  current 
month;  said  report  shall  review' the  op- 
erations of  the  month  and  those  proposed 
for  the  current  month. 
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65.  A project  shall  be  submitted  for 
the  approval  of  the  Board  for  all  opera- 
tions which  involve  liabilities;  said  pro- 
ject shall  set  forth  the  operations  pro- 
posed and  the  reasons  therefor  and  the 
time  required,  with  an  approximate  estir 
mate  of  the  cdst. 

60.  Each  head  of  department  shall  file 
in  the  office  of  the  President  a statement 
in  regard  to  each  employe  of  the  regular 
force  in  his  department  not  subject  to 
confirmation,  and  such  statement  shall 
set  forth  all  needful  information  in  re- 
gard to  the  fitness  of  the  employe  for  the 
duties  of  his  position  and  such  other  in- 
formation as  shall  be  prescribed  on  a 
blafik  provided  for  the  purpose,  and  such 
statement  shall  be  accompanied  by  copies 
of  any  papers  pertaining  to  the  qualifica- 
tions of  the  said  emplove.  W hen  any  em- 
ploye is  promoted  or  his  pay  increased 
the  reason  therefor  shall  be  filed.  When 
an  employe  is  discharged,  or  his  pay  re- 
duced, a record  Qf  cause  shall  also  be 
filed.  All  such  statements  and  papers 
shall  be  accessible  to  the  Trustees  and 
officers  of  the  Board. 

This  regulation  shall  not  apply  to  em- 
ployes required  to  meet  temporary  ex- 
igencies. and  any  force  specially  author- 
ized for  service  of  limited  duration  may 
be  excepted  by  the  Board  on  request  of 
the  departmental  chief. 

67.  Expenditures  for  minor  purchases, 
temporary  employment  and  current  field 
•expenses,* as  demanded  by  the  exigencies 
of  the  service  and  such  as  cannot  he  rea- 
sonably anticipated  and  provided  for  in 
the  usual  way,  may,  at  the  discretion  of 
an  officer  of  the  Board,  be  made  from  an 
emergency  fund  and  jreturned  on  an 
emergency  voucher.  All  emergency 
vouchers  shall  be  drawn  to  the  assistant 
by  whom  the  liability  is  directly  in- 
curred. 

68.  All  officers  and  employes  when 
traveling  upon  duty  and  under  orders 
shall  be  allowed  actual  and  necessary  ex- 
penses. All  officers  and  employes  shall 
be  allowed  their  actual  and  necessary  ex- 
penses in  the  field,  except  when  assigned 
to  some  local  station,  or  when  the  time  in 
odp  locality  is  equivalent  to  a local  assign 
ment  (which  shall  be  considered  as  thirty 
(80)  days),  or  when  the  salary  is  stipu- 
lated to  cover  the  expenses  in  whole  or 
in  part.  When  assignments  are  tempo- 
rary or  other  than  local,  the  fact  shall  be 
so  noted  on  the  pay-roll  for  said  peison 
so  assigned  and  the  Chief  Engineer  im- 
mediately upon  the  assignment  of  such 
person  shall  notify  the  Clerk  of  sue  ■ as- 
signment. All  vouchers  for  field  ex- 
penses shall  be  drawn  to  the  assistant  in 


immediate  charge,  and  shall  exhibit  the 
items  of  liability  incurred  on  account  of 
each  employe  of  the  party  for  which  the 
assistant  is  responsible. 

69,  The  offices  of  the  Clerk  and  Attor- 
ney shall  be  open  from  9 A.  M.  to  5 P.  M., 
and  close  on  Saturday  at  4 P.  M. 

That  of  the  Chief  Engineer  from  '8:30 
A.  M.  to  5 P.  M.,  and  close  Saturday  at  8 
P.  M. 


RULES  OF  ORDER. 

Rule  1.  At  the  hour  appointed  for  the 
meeting  the  Clerk,  or  some  one  appointed 
to  fill  his  place,  shall  proceed  to  call  the 
roll  of  members,  mark  the  absentees  and 
announce  whether  a quorum  (f.  e.,  a ma- 
jority of  all  the  members  elected)  be 
present.  Upon  the  appearance  of  a quo- 
rum, the  Board  shall  be  called  to  order, 
the  presiding  officer  taking  the  chair,  if 
present,  and  the  Board  appointing  a tem- 
porary chairman,  if  he  is  absent.  If  a 
quorum  do  not  appear  for  rhirtv  min- 
utes after  the  time,  of  meeting  the  Board 
shall  thereby  stand  adjourned  to  the 
next  regular  meeting,  unless  bv  a vote  of 
the  members  present  an  adjournment  be 
had  td  a subsequent  date.  When  a quo- 
rum is  present  the  Board  shall  proceed  to 
the  business  before  it,  ’which  shall  be 
conducted  in  the  following  order: 

1.  The  reading  of  the  minutes  of  the 
proceedings  of  the  last  meeting  or  meet- 
ings, amendment  or  approval  of  the 
same,  unless  dispensed  with  by  the 
Board. 

2.  Receiving  reports  of  officers. 

3.  Unfinished  business  of  preceding 
meetings. 

4.  Reports  of  committees. 

5.  Presentation  of  petitions  and  com- 
munications. 

6.  Miscellaneous  and  new  business. 

Rule  2.  All  questions  relating  to  the 
priority  of  business  shall  be  decided  with- 
out debate. 

Rule  3.  The  acts  of  the  Board  shall  be 
expressed  by  Ordinances,  Orders  and 
Resolutions. 

Rule  4.  The  presiding  officer  shall  pre- 
serve order  and  decorum  and  shall  de- 
cide all  questions  of  order  subject  to  an 
appeal  to  the  Board,  on  which  appeal  no 
member  shall  Speak  more  than  once. 

’Rule  5.  Smoking  shall  be  strictly  pro- 
hibited in  the  room  during  the  session  of 
the  Board. 
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Rule  6.  When  a member  wishes  to 
present  a communication,  petition,  order, 
resolution  or  other  original  matter,  he 
shall  briefly  state  its  nature  before  pre- 
senting the  same. 

Rule  7.  No  member,  without  leave  of 
the  Board,  shall  speak  more  than  once' 
upon  the  same  subject  until  every  mem- 
ber desirous  of  speaking  shall  have 
spoken,  and  no  member  shall  speak 
longer  than  ten  (10)  minutes  at  any  one 
time,  except  by  consent  of  the  Board. 

Rule  8.  While  a member  is  speaking 
no  member  shall  hold  any  private  dis- 
course. or  pass  between  the  speaker  and 
the  Chair. 

Rule  9.  Every  member  who  shall  be 
present  when  a question  is  stated  from 
the  Chair  shall  vote  thereon  unless  ex- 
cused by  the  Board,  and  no  member 
shall  be  recorded  as  voting  unless  present 
when  the  roll  is  called. 

Rule  10.  Any  matter  before  the  Board 
may  be  set  down  as  as  a special  order  of 
business  at  a time  certain,  if,a  majority 
of  the  Trustees  vote  in  the  affirmative . 
but  not  otherwise. 

Rule  1 1 . No  motion  shall  be  put  or  de- 
bated unless  it  be  seconded.  When  a 
motion  is  seconded  it  shall  be  stated  bv 
the  presiding  officer  before  debate,  and 
every  such  motion  shall  be  reduced  to 
writing,  if  required  by  a member. 

Rule  12.  In  all  cases  where  a resolu- 
tion, order  or  motion  is  entered  on  the 
minutes  of  the  Board,  the  names  of  the 
members  moving  and  seconding  the  same 
shall  be  entered  also. 

Rule  18.  A motion  to  lay  a question 
on  the  table  is  not  debatable. 

Rule  14.  A motion  to  lay  any  partic- 
ular proposition  on  the  table  shall  apply 
to  that  proposition  only. 

Rule  15.  When  a motion  is  postponed 
indefinitely  it'  shall  not  be  again  taken 
up  at  the  same  meeting. 


Rule  16.  On  an  amendment  to  “strike 
out  and  insert,”  the  paragraph  to  be 
amended  shall  first  be  read  as  it  stands; 
then  the  words  proposed  to  be  stricken 
out  and  those  to  be  inserted;  and,  finally, 
the  paragraph  as  it  will  stand  if:  so 
amended,  shall  be  read. 

Rule  17.  A substitute-for  any  original 
proposition  in  debate  may  be  entertained 
when  further  amendment  is  not  admissi- 
ble; and,  if  accepted  by  the  mover  of 
such  original  proposition  or  by  the  Board 
by  vote,  it  shall  entirely  supersede  such 
original  proposition,  and  cut  off  all 
amendments  appertaining  thereto. 

Rule  18.  A vote  or  question  may  be 
reconsidered  at  any  time  during  the  same 
meeting,  or  at  the  first  regular  meeting 
held  thereafter. 

Rule  19.  It  shall  be  the  privilege  of 
any  Trustee  to  have  his  vote  recorded  on 
any  one  or  more  vouchers  when  pre- 
sented to  the  Board  for  approval. 


HOSPITAL  AT  MT.  FOREST. 

Mr.  Gilmore,  Chairman,  stated  with 
reference  to  the  communication  from 
Dr.  Re,  concerning  the  hospital  at 
Mount  Forest,  presented  and  referred  to 
the’  Committee  on  Health  and  Public 
Order  at  the  meeting  held  May  3,  1893, 
(Page  1206  of  the  Proceedings)  that  the 
communication  was  simply  in  the  nature 
of  an  invitation,  and  that  there  is 
no  contract  between  the  District  and 
Dr.  Re. 

ADJOURNMENT. 

On  motion  of  Mr.  Bolden  week,  sec- 
onded by  Mr.  Russell,  the  Board  then 
adjourned . 

Thos.  F.  Judge, 

Clerk. 


May  10,] 


1227 


[1893. 


May  17, J 


—1228— 


[1893. 


PROCEEDINGS 

—OF  THE— 

Board  of  Trustees, 

—OF  THE— 

Sanitary  District  of  Chicago 


MAY  17,  1893. 


OFFICIAL.  RECORD. 


REGULAR  MEETING. 

The  one  hundred  and  seventieth  reg- 
ular meeting  of  the  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago  was  held 
in  their  rooms,  Rialto  Building,  Wednes- 
day, May  17,  1893,  at  2 o’clock  P.  M. 

President  Wenter  called  the  Board  to 
order. 

On  roll-call  Messrs.  Altpeter,  Bolden- 
weck,  Cooley.  Eckhart.  Gilmore,  Kelly, 
Russell  and  Wenter— eight  (8)  members 
were  present. 

MINUTES. 

The  minutes  of  the  regular  meeting, 
held  May  10,  1893.  were  approved  as 
rinted,  on  motion  of  Mr.  Kelly,  seconded 
y Mr.  Bolden  week. 


The  Clerk  presented  the  following 
vouchers: 

PAY  ROLLS. 

Eng.  Dept.,  Div.  No.  1, 
week  ending  May 

13,  1893 $1,051  70 

Eng.  Dept.,  Div.  No.  2, 
week  ending  May 

13,  1893 171  60 

Eng.  Dept.,' Div.  No.  3, 
week  ending  May 

13.  1893. 316  50 

Eng.  Dept.,  Div.  No.  4, 
week  ending  May 

13,  1893 49  20 

$ 1,589  00 

Clerical  Dept.,  office 
roll,  week  . ending 

May  13  1893  39  00 

Law  Dept.,  office  roll, 
week  ending  May 
13,  1893 $ 48  00 


Total 


$ 1,676  00 
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ENGINEERING  DEPARTMENT. 


Goodwillie  Bros.  & Co. 

(pine  stakes) $100  00 

Emil  Rudolph  (survey- 
ing street  ends) 550  00 


$ 650  00 

• CLERICAL  DEPARTMENT. 

Wyckoff,  Seamans  & 

Benedict  (typewriter 

and  desk) $ 62  50 

LAW  DEPARTMENT. 

Murray  & Co.  (awnings)  $ 28  50 
Hay  Die  R.  Pearson  (ex- 
pense)  8 80 

$ 37  30 

LAW  DEPARTMENT. 


Land  Account— 

Orrin  N.  Carter  (Wil 
liams  taxes,  Will  Co.)  $ 28  45 

Grand  total $2,449  25 


Mr.  Kelly,  seconded  by  Mr.  Bolden- 
weck,  moved  that  the  vouchers  as  read 
and  shown  above,  be  approved  and  or- 
dered paid. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Russell  and 
Wen  ter — eight  (8).  Nays— None. 

Upon  which  result,  the  President  de- 
clared the  motion  carried,  and  the  vouch- 
ers as  read  and  shown  above,  approved 
and  ordered  paid. 

REQUISITIONS. 

The  Clerk  presented  the  following 
requisitions: 

No.  333,  Engineering  Department, 

(stationery  and  drafting  ma- 
terial)  $07  00 

Mr.  Boldenweck,  seconded  by  Mr. 
Kelly,  moved  that  Requisition  No.  333, 
for  the  Engineering  Department,.  as  read 
and  shown  above,  be  allowed. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley. 
Eckhart,  Gilmore,  Kelly,  Russell  and 
Wenter — eight  (8).  Nays — None. 

Upon  which  result  the  President  de 
dared  the  motion  carried,  and  Requisi- 
tion No.  333,  for  the  Engineering  De- 
partment, as  read  and  shown  above,  al- 
lowed. 

WEEKLY  REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report,  in  ac- 
cordance with  the  rules,  showing  the 


number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  May  13, 
1893. 

The  same  was  read  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

the  report: 

“Chicago,  May  17,  1893. 
lo  the  Honorable  the  Board  of  Trustees 

oj  the  Sanitary  District  of  Chicago: 

Gentlemen — I beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  May 
13,  1893,  as  the  same  have  been  reported 


to  me  : 

Engineering  Department 84 

Clerical  Department 3 

Treasury  Department 1 

Law  Department 7 

Total  employes 95 


Respectfully  submitted, 

(Signed)  Thomas  F.  Judge, 

Clerk.” 

j 

revision  of  rules. 

Under  the  head  of  “ Unfinished  Busi- 
ness,” action  on  the  report  of  the  Com- 
mittee on  Rules,  transmitting  revised 
rules  of  the  Board,  presented  and  ordered 
printed  and  laid  over  at  the  meeting  held 
May  10,  1893,  (Page  1220  pf  the  Proceed- 
ings) was  deferred,  on  motion  of  Mr. 
Eckhart,  seconded  by  Mr.  Boldenweck. 

PURCHASE  OF  “ BRUCE  LAND.” 

Mr.  Eckhart.  Chairman,  presented  a 
report  from  the  Joint  Committee  on 
Finance  and  Engineering,  recommend- 
ing the  purchase  of  right  of  way  lands 
in  Will  County,  owned  by  James  Bruce, 
and  authorizing  and  directing  the  Clerk 
to  pay  for  said  lands,  on  the  voucher  of 
the  Attorney,  as  provided  in  the  report; 
atid  the  report  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  adopted,  ordered 
printed  and  placed  on  tile,  the  recommen- 
dations made  therein  concurred  in,  and 
the  Clerk  authorized  and  directed  to  pay 
James  Bruce,  on  the  voucher  of  the  At- 
torney, for  said  lands,  as  provided  in  the 
report. 

On  roll-call  the  vote  stood  : Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Russell  and 
Wenter— eight  (8).  Nays— None. 
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Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  the  recommendations  made  therein 
concurred  in,  and  the  Clerk  authorized 
and  directed  to  pay  James  Bruce,  on 
the  voucher  of  the  Attorney,  for  said 
lands,  as  provided  in  the  report. 

The  following  is 

THE  REPORT : 

. “CHICAGO,  May  17,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— The  Joint  Committee  on 
Finance  and  Engineering  have  reached 
an  agreement  with  James  Bruce  for  the 
purchase  from  him, for  the  corporate 
purposes  of  this  District  of  the  land  here- 
inafter described  for  the  sum  of  six 
thousand  ($6,000)  dollars. 

Your  ( ’ommittee  recommend  that  the 
Clerk  of  this  District  be  directed  to  pay, 
on  the  voucher  of  the  Attorney,  to  said 
James  Bruce  the  sum  of  six  thousand 
($6,000)  dollars  in  full  payment  for  the 
following  described  lands,  to-wit: 

That j>art  of  the  southwest  quarter  (D 
of  Section  thirty-five  (35),  Township 
thirty-seven  (37)  north,  Range  ten  (10) 
East  of  the  Third  Principal  Meridian, 
bounded  and  described  as  follows: 

Beginning  at  a point  in  the  south  line 
of  said  southwest  quarter  (f)  594  feet 
west  of  the  intersection  of  said  south 
line  with  the  westerly  ninety  (90)  foot 
reserve  lino  of  the  Illinois  and  Michigan 
Canal;  thence  north  along  a line  parallel 
with  the  north  and  south  center  line  of 
said  Section  thirty-five  (35),  1,319.10  feet; 
thence  east  along  a line  parallel  with  the 
south  line  of  said  southwest  quarter  (i) 
to  the  westerly  boundary  line  of  the  right 
of  way  of  the  Chicago,  Santa  Fe  & Cali- 
fornia Railway  Company;  thence  south- 
erly along  said  westerly  boundary  line  of 
said  right  of  way  to  the  south  line  of 
said  southwest  quarter  (i);  thence  west 
along  said  south  line  to  the  point  of  be-1 
ginning,  containing  11.73  acres,  more  or 
less. 

Said  premises  lying  and  being  situate 
in  the  County  of  Will,  in  the  State  of 
Illinois. 

As  part  of  the  consideration  for  said 
land,  said  Bruce  is  to  have  the  privilege 
of  taking  and  removing  from  the  right 
of  way  of  this  District  such  stone  as  shall 
be  suitable  for  fluxing  purposes,  from  the 
stone  excavated  from  that  part  of  the 
Main  Channel  of  this  District  which  lies 


within  said  Section  thirty-five  (35).  The 
amount  of  stone  so  taken  is  not  to  ex- 
ceed 20,000  tons  per  month,  and  this 
privilege  is  to  terminate  with  the  termin- 
ation of  the  contract  now  existing  be- 
tween said  Bruce  and  the  Illinois  Steel 
Company  for  the  delivery  by  him  to  it  of 
fluxing  stone,. to-wit;  On  or  about  the 
1st  day  of  October,  A.  D.  1894,  and  is 
subject  to  the  rights  of  the  contractors, 
Mason,  Hoge  & Co.,  under  their  contract 
with  this  District,  with  whom  said  Bruce 
is  to  make  such  arrangements  as  he  may 
be  able  and  shall  deem  desirable  for  the 
separation  of  the  stone  suitable  for  his 
purposes  from  the  other  stone  and  dirt 
taken  from  said  excavation,  and  for  the 
taking  of  the  same  in  such  manner  and 
at  such  time  as  shall  not  interfere  with 
the  work  of  said  contractors.’ 

He  is  also  to  have  the  privilege  of  re- 
moving frohi  the  above  described  land 
within  forty  (40)  days  from  the  date 
hereof,  all  the  buildings  and  improve- 
ments thereon. 

Your  Committee  also  recommend  that 
the  President  and  Cleric  be  authorized 
and  directed  to  execute  on  the  part  of 
the  District  a contract  with  said  Bruce 
containing  such  of  the  above  provisions 
as,  in  the  opinion  of  the  Attorney,  may 
more  properly  be  contained  in  a contract, 
than  reserved  in  the  deed  herein  pro- 
vided for. 

Respectfully  submitted, 

(Signed)  B.  A.  Eckhart, 

Chairman. 
Thomas  Kelly, 

L.  E.  Cooley, 

Wm.  Boldenweck, 

W.  H.  Russell. 

John  J.  Altpeter. 

Joint  Committee  on  Finance  and  Engin- 
eering.” 

CONSIDERATION  OF  ROUTE— -ASHLAND  AV- 
ENUE TO  SUMMIT. 

Mr.  Cooley,  Chairman,  presented  a re- 
port from  the  Joint  Committee  on  En- 
gineering and  Finance,  with  reference  to 
a reconsideration  of  the  route  of  the 
Main  Channel  between  Ashland  avenue 
and  Summit;  and  the  report  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Bolden- 
weck, moved  that  the  report  be  ordered 
printed  and  placed  on  file. 

The  motion  prevailed  unanimously, 
and  it  was  so  ordered. 
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The  following  is 

THE  REPORT : 

To  the  Honorable  the  Board  of  Trustees  o) 

the  Sanitary  District  of  CliicaQO: 

‘■‘Chicago,  May  17,  1893. 

Gentlemen — In  view  of  the  present 
condition  of  affairs  in  relation  to  the 
route  of  the  Main  Channel  from  the 
waters  of  the  Chicago  River  to  Summit, 
the  Joint  Committee  deems  it  proper  to 
report  back  without  recommendation 
such  matters  as  have  been  referred  to  it, 
and  call  the  attention  of  the  Board  to  the 
subject  for  such  further  action  as  may 
seem  proper.  In  so  doing,  the  Commit- 
tee will  present  briefly  the  various  steps 
taken  by  the  Board  and  by  the  Commit- 
tee, up  to  this  time. 

On  June7th,  1892, (page 542  of  the  Pro 
ceedings),  the  Chief  Engineer  presented 
a report,  covering  all  routes  deemed 
feasable,  between  Chicago  and  Willow 
Springs,  which  was  referred  to  this  Com- 
mittee. After  certain  borings  had  been 
so  far  completed  as  to  enable  a recom- 
mendation to  be  made,  the  Committee 
reported  "back  a definite  location  between 
Summit  and  Willow  Springs  on  August 
10th  (page  670),  and  the  same  was  adopted 
by  the  Board  and  contracts  advertised 
therefor  and  subsequently  let.  On  that 
portion  of  the  route  between  Chicago  and 
Summit,  the  Committee  made  a provi- 
sional recommendation  in  the  following 
language: 

“The  Committee  deems  the  canal  route 
to  be  expedient  under  all  the  circum- 
stances, on  the  supposition  that  to  pro- 
cure the  necessary  right  of  way  will  pre- 
sent no  special  difficulties.  In  order  to 
settle  this  question  beyond  doubt,  the 
Committee  has  already  entered  upon  the 
necessary  negotiations,  and  will  report 
finally  in  the  premises  as  soon  as  conclu- 
sions are  reached. 

The  Committee  had  repeated  confer- 
ences with  railway  officials  with  a view 
to  such  railway  changes  as  would  render 
the  route  more  available  and  received 
two  reports  upon  the  subject  from  the 
Chief  Engineer  under  date  of  August  20 
and  September  27th.  No  conclusion  had 
been  reached  when,  by  instruction  of  the 
Board,  this  Committee  reported  on  the 
subject  of  temporary  relief  on  October 
12  (page  792).  The  immediate  utility  of 
an  enlargement  of  the  canal  in  conjunc- 
tion with  pumping  works  near  Summit, 
appealed  so  strongly  to  several  of  the 


members  that  the  President,  by  message 
of  same  date  (page  783)  urged  definite 
action  with  a view  to  contracting  the 
work  at  the  earliest  practicable  date. 

A report  on  the  subject  matter  of  the 
message  was  received  from  the  Chief  En- 
gineer on  October  24  (page  822),  and  re- 
ferred to  this  Committee,  which  was  re- 
ported back  bn  November  2 (page  851), 
■with  a specific  recommendation  for  the 
adoption  of  the  route  and  the  preparation 
of  an  ordinance  for  right  of  way  and 
specifications  for  work,  all  of  which  was 
concurred  in  by  the  Board. 

On  November  9 (page  864)  the  ordi- 
nance was  submitted  and  adopted.  This 
was  framed  to  cover  the  Canal  and  a 
right  of  way  on  either  side,  according  as 
it  might  be  found  most  practicable  to 
shift  the  Santa  Fe  or  the  Alton  railway. 

On  November  16  (page  874)  the  Chief 
Engineer  submitted  specifications  for  en- 
larging the  Canal  to  a capacity  of  100,000 
cubic  ieet  per  minute,  between  Bridge 
port  and  t Summit.  These  were  referred 
to  this  Committee,  and  reported  back  and 
adopted  on  November  23  (page  908). 

The  work  was  at  once  advertised  in 
conjunction  with  the  work  re-advertised 
between  Summit  and  Willow  Springs, 
and  bids  received  on  January  25th,  1893", 
which  were  referred  to  this  Committee 
on  January  26th,  (pages  1018  and  1024). 
Oil. February  1st,  (page  1033)  the  Commit- 
tee reported  on  bids  below  Summit.  The 
bids  for  the  canal  enlargement  were  not 
reported,  owing  to  the  question  then 
pending  with  the  Canal  Commissioners 
in  regard  to  the  possession  of  the  canal,  a 
matter  still  undecided.  The  lowest  bid 
on  alternative  propositions  was  $777,380, 
and  $668,300  for  the  removal  of  1.800,000 
cubic  yards  of  earth,  in  enlarging  the 
canal  prism. 

Meantime,  this  Committee  continued 
the  railway  investigation  and  negotia- 
tions, and  certain  alternative  propositions 
were  submitted  to  the  Santa  Fe  Railway 
for  estimate,  on  January  14,  1893. 

To  these  no  reply  was  received,  and  all 
matters'  under  consideration  were  vir- 
tually suspended  until  a recent  date, 
owing  to  the  death  of  Mr.  Manvel,  the 
President  of  the  Santa  Fe  system. 

As  early  as  February  10,  1892,  (page 
355)  and  prior  to  any  determination  of 
route,  an  order  was  passed  for  a confer- 
ence with  the  Commissioners  of  the  Illi- 
nois and  Michigan  Canal,  with  a view  to 
a determination  of  our  rights  in  the 
Canal  and  the  attitude  of  the  Canal 


May  17,1 


—1232  — 


|1893. 


Board,  and  a special  committee  was  ap- 
pointed on  March  30th,  (page  465).  The 
conference  was  held  on  April  9th,  and 
subsequently  certain  legal  questions  were 
formulated  for  the  consideration  of  the 
Attorney  of  the  Canal  Board,  to  which 
no  reply  was  ever  received. 

On  November  9tl*  (page 867),  the  Presi- 
dent was  directed  to  arrange  a conference 
between  the  Commissioners  of  the  Illi- 
nois and  Michigan  Canal  and  the  Board, 
for  the  purpose  “of  acquiring  legal  pos- 
session of  the  Canal  and  the  Canal  Re- 
serve.” This  conference  was  held  on 
November  18  (page  883),  and  on  Novem- 
ber 30  (page  927)  the  Board  passed  a reso- 
lution reouesting  the  Canal  Commission- 
ers “to  take  such  action  or  proceedings 
as  they  may  deem  advisable  or  proper 
preparatory  to  the  District  entering  upon, 
using,  widening  and  deepening  that  por- 
tion of  the  Illinois  and  Michigan  Canal 
mentioned  in  the  preamble  to  this  reso- 
lution, in  accordance  with  the  provis- 
ions of  and  for  the  purpose  specified  in 
the  act  under  which  the  Sanitary  Dis- 
trict of  Chicago  is  incorporated.”  By 
letter  of  December  10  (page  948)  the 
Board  is  advised  that  the  Canal  Commis- 
sioners will  submit  the  subject  matter  to 
the  Attorney  General  “for  his  opinion 
and  advice  in  the  matter.” 

Owing  to  a change  of  administration, 
the  matter  was  not  promptly  considered. 
On  invitation  of  the  Attorney  General, 
the  Attorney  and  President,  with  several 
of  the  Trustees,  visited  Springfield  on 
January  23,  1893,  for  a conference,  and 
subsequently  the  Attorneys  and  General 
Counsel  filed  briefs.  The  Attorney  Gen- 
eral’s opinion  was  given  out  on  February 
28,  and  the  Canal  Commissioners  by  let- 
ter of  March  15  (page  1 1 J 1)  advised  the 
Board  that  they  accept  the  opinion  “as 
expressive  of  the  reciprocal  rights  and 
powers  of  our  respective  bodies.” 

A conference  with  the  Canal  Commis- 
sioners was  held  on  March  18,  in  which 
the  legal  points  are  fully  presented  by 
our  Attorney  and*  General  Counsel,  and 
by  letter  of  the  25th  (page  1130),  the 
Canal  Board  transmit  the  opinion  of 
their  Attorneys  as  their  further  conclus- 
ion, and  request  that  the  plans  &nd  speci- 
fications be  submitted  for  their  in- 
spection. By  resolution  of  March  29 
(page  1132),  the  President  is  authorized 
and  directed  to  present  all  needful  infor- 
mation, but  the  legal  position  of  the 
Canal  Commissioners  is  not  conceded. 
Several  informal  conferences  were  held 
and  the  matter  fully  discussed  between 
members  of  the  t ivo  Boards,  and  finally 
the  President  of  the  Canal  Board  ap- 


peared by  special  attorney  with  further 
legal  objections.  As  definite  results 
seemed  improbable,  the  Board,  on  April 
26,  (page  1 195)  called  for  a definite  reply 
by  April. 29^  and  in  the  absence  of  such 
answer  assumes  that  the  Canal  Commis- 
sioners “deny  the  right  of  the  District 
to  use  said  portion  of  the  Canal,  and  will 
resist  any.  attempt  on  the  part  of  the  Dis- 
trict to  take  possession  of  any  part  of  the 
Canal.”  No  satisfactory  reply  being  re- 
ceived, the  Attorney  and  General  Coun 
sel  are  directed  on  April  29th,  (page  1199) 
to  submit  for  record  “their  opinion  here- 
tofore furnished  to  this  Board.”  This 
was  submitted  on  May  10th,  (page  1217). 

Meantime,  the  Committee,  acting 
through  a sub-Committee,  on  May  5th, 
received  through  the  authorized  agent  of 
the  Santa  Fe  Railway,  a general  proposi- 
tion, covering  the  entire  route  from  a 
point  west  of  Halsted  street,  in  the  City 
of  Chicago,  to  the  City  of  Joliet.  At  a 
meeting  of  the  Committee  on  May  6th,  the 
Chief  Engineer,  in  conjunction  with  the 
Chief  Engineer  of  the  Santa  Fe  Railway, 
and  the  two  right  of  way  experts  of  the 
District,  is  instructed  to  submit  various 
estimates  of  cost  under  the  proposition. 
A memorandum  by  the  Chief  Engineer, 
bearing  upon  part  of  the  information 
called  for,  was  submitted  to  the  Commit- 
tee on  May  15.  The  foregoing  review 
brings  down  to  date  the  entire  efforts  of 
the  Board  and  of  this  Committee  to  secure 
possession  of  the  Canal  and  to  remove 
railway  complications.  In  view  of  de- 
velopments of  both  a legal  and  engineer- 
ing character,  the  Committee  has  taken 
under  advisement  the  whole  question  of 
policy  in  respect  to  the  route  between 
Bridgeport  and  Summit. . The  considera- 
tion has  turned  on  adhering  to  the 
adopted  route  or  changing  to  a line  a few 
hundred  feet  north  and  independent  of 
the' canal  right  of  way. 

If  the  adopted  line  is  adhered  to,  it  will 
be  necessary  at  once  to  instruct  the  Law 
Department  to  go  on  with  the  legal  pro- 
ceedings on  the  basis  of  a friendly  suit  as 
arranged  with  the  Canal  Commissioners 
and  the  Attorney  General,  and  further 
instructions  should  be  given  in  regard  to 
railway  negotitation. 

On  the  other  hand,  should  it  be  con- 
cluded to  change  the  line,  tile  ordinance 
of  November  9, 1892,  should  be  rescinded, 
the  bids  received  for  the  enlargement  of 
the  canal  on  January  25th  rejected,  and 
the  necessary  action  taken  to  determine 
a new  ordinance  and  final  location. 

The  Committee  is  unable  to  reach  an 
agreement,  and  has  concluded  to  report 
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the  entire  subject  matter  back  to  the 
Board  without  recommendation. 

Very  respectfully  submitted, 

(Signed)  L.  E.  Cooley, 

Chairman. 
Thos.  Kelly, 

Wm.  Bolden weck, 

B.  A.  Eckhart, 

W.  H.  Russell, 

John  J.  Altpeter, 

Joint  Committee  on  Engineering  and  Fi- 
nance.” 

PURCHASE  OF  STEEL  RAILS  ON  “SWIFT 
PLANT.” 

The  Clerk  presented  a communication 
from  Messrs.  Ricker,  Lee  & Co.,  offering 
to  purchase  the  steel  rails  on  the  Swift  & 
Co.  ice  plant;  and  the  same  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Bolden- 
week,  moved  that  the  communication  be 
ordered  printed  and  referred  to  the  Joint 
Committee  on  Finance  and  Engineering, 
with  power  to  act. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenyveck,  Cooley, 
Eckhart,  Gilmore,  Kelly*,  Russell  and 
Wenter — eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  com- 
munication ordered  printed  and  referred 
to  the  Joint  Committee  on  Finance  and 
Engineering,  with  power  to  act. 

The  following  is 

THE  COMMUNICATION: 

“Chicago,  May  11,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — In  accordance  with  the 
suggestion  of  members  of  your  Com- 
mittee on  Finance,  we  make  the  follow- 
ing proposition  for  the  purchase  of  the 
old  rails  in  the  two  spur  tracks,  project- 
ing northward  from  the  end  of  the 
“ Swift”  bridge  over  the  Illinois  & Mich- 
gan  Canal.  These  tracks  are  800  feet 
in  length,  and  contain  about  25  tons  of 
steel  raii;  about  60  per  cent  of  these  rails 
are  in  condition  to  be  used  again.  If  the 
Trustees  will  sell  them  to  us,  we  will 
take  such  of  {he  rails  as  are  in  condition 
to  be  used,  at  the  rate  of  $26.00  per  ton. 

The  above  price  is  the  present  market 
value  of  old  steel  rail. 

Very  respectfully  yours, 

(Signed)  Ricker,  Lee  & Co. 

W.” 


LEASE  WITH  a.  M.  MUNSON  TO  BE  PRE- 
PARED. 

Mr.  Kelly  presented  an  ordar*  instruct- 
ing the  Attorney  to  prepare  a lease  with 
Annie  M.  Munson  for  land  and  building 
at  Mt.  Forest,  for  the  use  of  the  Engi- 
neering Department,  and  authorizing 
and  directing  the  President  and  Clerk  to 
execute  the  same  as  provided  in  the  or- 
der; and  the  order  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Cooley, 
moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Bolden  week,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Russell  and 
Wenter — eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  the  Attorney  instructed  and  the 
President  and  Clerk  authorized  and  di- 
rected in  accordance  with  same. 

The  following  is 

THE  ORDER  I 

“ Ordered , That  the  President  and 
Clerk  be  authorized  and  directed  to  exe- 
cute on  the  part  of  the  District  a lease, 
to  be  prepared  by  the  Attorney,  leasing 
for  the  use  of  the  Engineering  Depart- 
ment from  Annie  M.  Munson,  a portion 
of  Lot  eight  (8),  in  Block  twenty-six  (26) 
in  Mount  Forest,  Cook  County,  Illinois, 
described  as  follows,  to- wit: 

Saventy-five  feet  front  on  Oak  wood 
avenue  by  one  hundred  (100)  feet  on 
Vine  wood  avenue,  together  with  one  and 
one-half  story  frame  building  thereon. 
Said  lease  to  bear  date  April  1 , 1893,  aud 
to  be  for  a term  of  one  year  at  a rental 
of  twenty  ($20)  dollars  per  month  for 
said  term.” 

ADOPTION  OF  “NORTH  ROUTE”  FROM 
ASHLAND  AVENUE  TO  SUMMIT. 

Mr.  Cooley  presented  a resolution,  re- 
pealing the  ordinance  adopting  the  Canal 
Route,  rejecting  the  bids  received  on 
same,  and  directing  the  return  of  checks 
deposited  with  said  bids,  the  prepara- 
tion of  an  ordinance  for, the  North  Route 
and  the  stoppage  of  all  pending  negotia- 
tions with  the  Canal  Commissioners  and 
the  Santa  Fe  Railway;  and  the  resolution 
was  read. 

Mr.  Cooley,  seconded  by  Mr.  Gilmore, 
moved  the  adoption  of  the  resolution, 
and  the  orders  therein  contained. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Cooley,  Gilmore,  Rus 
sell  and  Wenter — five  (5.)  Nays — Messrs. 
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Boldenweck,  Eckhart  and  Kelly  — three 

(3). 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  reso- 
tion  and  the  orders  therein  contained 
adopted. 

The  following  is 

THE  ORDER: 

•‘Whereas,  The  Canal  route  and  the, 
use  of  the  Illinois  and  Michigan  Canal,  in 
conjunction  therewith  and  as  a part  of 
the  Main  Channel  of  the  Sanitary  Dis- 
trict between  Bridgeport  and  Summit, 
has  been  under  constant  advisement  by 
this  Board  and  by  its  Committees  since 
August  10,  1892,  and  no  conclusion  has 
yet  been  reached  in  regard,  to  the  occupa- 
tion of  said  Canal  or  in  regard  to  the 
railway  complications  that  pertain  to  this 
route;  and 

Whereas,  No  understanding  can  be 
reached  with  the  Board  of  Canal  Com- 
missioners in  regai  d to  the  occupation 
and  use  of  said  Canal  except  through 
legal  proceedings  against  the  Sanitary 
District,  carried  to  the  Supreme  Court  by 
the  Canal  Board  and  by  the  Attorney 
General  of  the  State,  and  the  latter  part 
of  June  or  the  first  part  of  July  will  be 
the  earliest  date  at  which  a decision  can 
be  expected  on  the  basis  of  a friendly 
suit,  and  said  decision  may  be  delayed  to 
the  October  term ; and  it  also  appears  that 
should  the  opinions  of  our  Attorneys  be 
fully  sustained,  the  use  of  said  Canal 
will  be  subject  to  conditions  and  State 
control  for  certain  purposes,  and,  further- 
more, it  appears  doubtful  if  the  question 
of  ownership  and  control  of  the  banks 
and  the  dockage  incident  thereto  will  be 
decided;  and 

Whereas,  The  railway  complications 
are  of  such  a character  as  to  make  it 
necessary  to  reach  a friendly  agreement 
in  regard  to  certain  changes,  and  if  these 
changes  cannot  be  made,  it  will  be  neces- 
sary to  greatly  restrict  the  right  .of  way 
which  will  add  to  the  cost  of  executing 
the  work  and  be  of  great  detriment  to 
future  developments;  and  it  does  not  ap- 
pear that  a proper  and  equitable  under- 
standing is  probable  in  the  near  future; 
and 

Whereas,  The  right  of  way  and  the 
work  between  Summit  and  Lockport  is 
now  provided  for,  and  the  executive  de- 
partments are  now  free  to  undertake  and 
carry  on  expeditiously  all  proceedings 
necessary  to  acquire  the  right  of  way  and 
inaugurate  the  work  between  Bridgeport 
and  Summit,  and  that  the  beginning  of 


construction  should  not  be  delayed 
beyond  this  season  in  order  " to 
keep  this . portion  of  the  Main  Chan- 
nel abreast  of  jthat  now  under 
way;  and,  also,  that  the  same  proceed- 
ings and  the  same  time  will  be  required 
along  the  Canal  line  in  acquiring  right  of 
way  after  matters  in  controversy  in  re- 
gard to  the  use  of  the  Canal  and  in  regard 
to  railway  changes  are  settled  as  will 
be  required  to  procure  the  entire  right  of 
way  on  an  independent  route;  and, 
furthermore,  that  contracts  now  under 
way  will  be  delayed  on  account  of  the 
uncertainties  of  the  use  of  the  Canal; 
and 

Whereas,  It  appears  that  a route  is 
available  immediately  north  of  arid 
parallel  to  the  Canal,  which  will  involve 
no  increase  of  cost  to  the  District,  about 
which  there  can  be  no  question  of  owner- 
ship and  control,  and  which  leaves  the 
District  free  to  adjust  its  differences  with 
railway  corporations  by  mutual  agree- 
ment or  by  court  proceedings  as  may  be 
expedient  when  the  time  to  settle  such 
questions  arrives;  and,  moreover,  which 
can  be  entered  upon  and  prosecuted 
without  the  delay  attending  canal  or 
railway  controversies;  and 

Whereas,  The  proposed  enlargement 
of  the  Illinois  & Michigan  Canal,  with 
pumping  works  at  Summit,  for  purposes 
of  temporary  relief,  involves  a large  ex- 
tra cost  and  the  benefit  therefrom  is 
problematical,  especially  in  view  of  the 
very  short  use  which  could  be  made  of 
any  such  wmrks  before  the  opening  of 
the  Main  Channel,  and  the  legal  propri- 
ety of  this  work  has  been  questioned; 
therefore,  be  it 

Resolved,  That  this  Board  rescinds  and 
repeals  the  ordinance  of  November  9th, 
1892,  and  all  action  had  in  regard  to  the 
adoption  of  the  Illinois  & Michigan  Ca- 
nal as  a route,  and  as  a part  of  the  Main 
Channel. 

2.  That  this  Board  rejects  all  bids  for 
the  enlargement  of  the  canal  between 
Bridgeport  and  Summit,  received  Janu- 
ary 25th,  and  directs  the  Clerk  to  return 
the  checks  deposited  on  account  of  the 
same. 

3.  That  the  Attorney  and  Chief  En- 
gineer, under  the  supervision  of  the  Joint 
Committee  on  Engineering  and  Finance, 
are  directed  to  prepare  forthwith  an  or- 
dinance for  the  necessary  right  of  way 
for  the  Main  Channel,  north  of  the  Illin- 
ois and  Michigan  Canal,  and  between  the 
range  line  of  Summit  and  the  west  fork 
at  Robey  street,  said  ordinance  to  include 
all  of  Section  7,  north  of  the  Canal,  near 
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the  range  line,  and  to  be  bounded  on  the 
north  generally,  east  of  said  Section  7,  by 
a line  (1100  feet)  eleven  hundred  feet 
from  and  parallel  to  the  northerly  reserve 
line  of  the  Illinois  and  Michigan  Canal. 

4.  That  the  Attorney  is  hereby  in- 
structed to  drop  all  action  looking  to  a 
legal  contest  in  respect  to  the  possession 
of  the  Illinois  and  Michigan  Canal,  and 
that  the  Chief  Engineer  is  likewise  in- 
structed to  cease  all  negotiations  looking 
to  an  adjustment  of  railway  questions. 

5.  That  the  President  notify  the  Board 
of  Canal  Commissioners  and  the  Santa 
Fe  Railway  of  the  action  taken.” 

REPORT  ON  NEW  ROUTE  AT  NEXT  MEET- 
ING. 

Mr.  Eckliart  presented  an  order,  di- 
recting the  Joint  Committee  on  Engin- 
eering and  Finance  to  report  at  the  next 
meeting  op  the  new  North  Route  in  ac- 
cordance with  the  resolution  just  adopt- 
ed; and  the  order  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Russell, 
moved  the  adoption  of  the  order. 

The  motion  prevailed  unanimously  and 
the  Joint  Committee  on  Engineering  and 
Finance  was  instructed  in  accordance 
with  the  order. 


accordance  with  the  resolution  just 
adopted.” 

SATURDAY  CLOSING  OF  OFFICES. 

* 

Mr.  Russell  presented  an  order,  direct- 
ing the  closing  of  the  offices  of  the  Dis- 
trict at  noon  on  Saturday,  from  May  20th 
to  October  28th,  1893;  and  the  same  was 
i*ead. 

•Mr. .Kelly,  seconded  by  Mr.  Bolden- 
weck,  moved  that  the  order  be  referred 
to  the  Joint  Committee  on  Engineering 
and  Rules. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore  and  Kelly  — six  (6). 
Nays— Messrs.  Russell  and  W enter  — 
two  (2). 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  order 
referred  to  the  Joint  Committee  on  En- 
gineering and  Rules. 

The  following  is 

the  order: 

“Ordered,  That  the  offices  of  the  Dis- 
trict be  and  they  are  hereby  ordered 
closed  at  12  o’clock  noon  on  every  Satur- 
day from  May  20  to  October  28*  1893.” 


The  following  is 

the  order: 

“Ordered,  That  the  Joint  Committee 
on  Engineering  hnd  Finance  report  at  the 
next  meeting  on  the  new  North  Route  in 


ADJOURNMENT. 

On  motion  of  Mr.  Eckhart,  seconded 
by  Mr.  Boldenweck,  the  Board  then  Ad- 
journed. 

Thomas  F.  Judge, 
Clerk. 
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PROCEEDINGS 

—OF  THE— 

Board  of  Trustees, 

—OF  THE — 

Sanitary  District  of  Chicago. 


MAY  24,  1893. 


OFFICIAL  RECORD. 


REGULAR  MEETING. 

The  one  hundred  and  seventy-first  reg- 
ular meeting  of  the  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago  was  held 
in  their  rooms,  Rialto  Building,  Wednes- 
day, May  24,  1893,  at  2 o’clock  P.  M. 

President  Wenter  called  the  Board  to 
order. 

On  roll-call  Messrs.  Altpeter,  Bolden- 
weck,  Cooley,  Eckhart,  Kelly,  Prender- 
gast,  Russell  and  Wenter— eight  (8)  mem- 
bers were  present. 

MINUTES. 

The  minutes  of  the  regular  meeting, 
held  May  17,  1893,  were  approved  as 
printed,  on  motion  of  Mr.  Kelly,  seconded 
by  Mr.  Bolden  week. 


VOUCHERS. 

The  Clerk  presented  the  following 
vouchers: 

PA.Y  ROLLS. 

Eng.  Dept.,  Div.  No.  1, 


week  ending  May 
20,  1893 

$1,108  00 

Eng.  Dept.,  Div.  No.  2, 
week  ending  May 

20,  1893. 

Eng.  Dept.,  Div.  No.  3, 
week  ending  May 
20.  1893. 

171  60 

316  50 

Eng.  Dept.,  Div.  No.  4, 
week  ending  May 
20,  1893 

49  20 

Clerical  Dept.,  office 
roll,  week  ending 
May  20,  1893 

$ 1,645  90 
39  00 

Law  Dept.,  office  roll, 
week  ending  May 
20,  1893 

33  00 

Total 

$ 1,717  90 
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ENGINEERING  DEPARTMENT. 
Construction  Account— 


McArthur  Bros.  (Sec. 

2,  May  16,  ’93) $1,396  60 

McArthur  Bros.  (Sec. 

3,  May  16,  ’93) 921  38 

McArthur  Bros.  (Sec. 

4,  May  16.  ’93) 1,134  00 

Agne w & Co.  (Sec.  6, 

May  16, ’93) 686  13 

Agnew  & Co.  (Sec.  6, 

May  16.  ’93; 1,181  25 

Agnew  & Co.  (Sec.  7, 

May  16, ’93) 623  83 

Agnew  & Co.  (Sec.  8, 

May  15. ’93) 1,857  24 

Agnew  & Co..  (Sec.  9, 

May  16,  ’93) 1,836  95 

E.  D.  Smith  & Co.  (Sec. 

10,  May  15,  ’93) 2,408  00 


Mason,  Hoge  & Co. 

(Sec.  11,  May  15,  ’93) . 5,984  37 

Mason,  Hoge  & Co. 

(Sec.  12,  May  15, ’93)  6 795  69 

Mason,  Hoge  & Co. 

(Sec.  13,  May  15,  ’93)  6,540  62 

McCormick  Const.  Co. 

(Sec.  14,  May  15, ’93).  1,859  37 
Streeter  & Kenefick 
(Sec.  E,  May  15,  ’93).  1,161  74 

$34,386  07 

ENGINEERING  DEPARTMENT. 

Will  J.  Jones  & Co. 

(lumber,  Willow 

Springs  bridge) $205  36 

CLERICAL  DEPARTMENT. 


Kelly,  moved  that  the  vouchers  as  read 
and  shown  above,  be  approved  and  or- 
dered paid. 

On  roll-call  the  vote  stood:  Yeas— * 
Messrs.  Altpeter,  Boldenweck,  Cooley; 
Eckhart,  Kelly,  Prendergast.  Russell  and 
Wenter — eight  (8).  Nays — None. 

(Mr,  Prendergast  voted  “yea”  on  all 
vouchers  except  those  for  “Construc- 
tion,” on  which  he  was  excused). 

Upon  which  result,  the  President  de- 
clared the  motion  carried,  and  the  vouch- 
ers as  read  and  shown  above,  approved 
and  ordered  paid. 

REQUISITIONS. 

The  Clerk  presented  the  following 
requisitions: 

No.  334,  Engineering  Department , 

(vault  fittings,  room  513) $100  00 

No.  335,  Engineering  Department, 

(stationery). 8 15 

No.  336,  Engineering  Department, 

(electric  buzzers) 17  25 

No.  337,  Engineering  Department, 

(typewriting) 3 90 

No.  338,  Engineering  Department, 

(plumbing  changes) 6 55 

No.  339,  Engineering  Department* 
(electric  light  changes) 45  10 


Total $180  95 


Thos.F. Judge  (postage 
stamps  and  cards) ...  25  00 

LAW  DEPARTMENT. 


Ossian  Guthrie  (expert 


services) 

Charles  Kern  (expense, 
jury  and  witnesses, 
Columbia  Park  case) 
Orrin  N.  Carter  (post- 

755 00 

134  25 

age  stamps) 

Ilaynie  R.  Pearson  (ex- 

10 00 

pense) 

14  28 

GENERAL  ACCOUNT. 


The  Chicago  Carpet  Co. 
(carpet,  etc.,  Board 


room ) 

John  Morris  Co.  (ink- 

159 66 

wells,  Board  room  > . . 
Chicago  Edison  Co. 

4 00 

(electric  light) 

19  87 

The  Chicago  Deposit 
Vault  Co. (janitor  ser- 

vice, April,  1893) 

80  00 

Grand  total 

Mr.  Kelly,  seconded  by  Mr.  Cooley, 
moved  that  Requisition  No.  334,  for  the 
Engineering  Department,  as  read  and 
shown  above,  be  referred  to  the  Com- 
mittee on  Rules,  with  power  to  act. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell 
and  Wenter — eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  Requi- 
sition No.  334,  for  the  Engineering  De- 
partment, as  read  and  shown  above,  re- 
ferred to  the  Committee  on  Rules,  with 
power  to  act. 

Mr.  Cooley,  seconded  by  Mr.  Bolden- 
weck, moved  that  Requisitions  Nos.  335 
and  337,  for  the  Engineering  Depart- 
ment. as  read  and  shov  n above,  be  al- 
lowed. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast.  Russell  and 
Wenter — eight  (8).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  Requi- 
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sitions  Nos.  33o  and  337,  for  (ho  Engi- 
neering Department,  as  read  and  shown 
above,  allowed. 

Mr.  Coolly,  seconded  by  Mr.  Boiden- 
weck,  moved  that  Re(juisitions  Nos.  336, 
338  and  339,  for  the  Engineering  De- 
partment, as  read  and  shown  above,  be 
referred  to  the  Committee  on  Rules, 
with  power  to  act. 

On  roll-call  the  vote  stood:  Xeas— 
Messrs.  Altpeter,  Bolden  week,  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell 
and  Wenter— eight  (8  ) Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  Requi- 
sitions Nos.  336,  338  and  339,  for  the 
Engineering  Department,  as  read  and 
shown  above,  referred  to  the  Committee 
on  Rules,  with  power  to  act. 

WEEKLY  REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report,  in  ac- 
cordance with  the  rules,  showing  the 
number  of.  persons  in  the  employ  of  the 
District  for  the  week  ending  May  20, 
1893. 

The  same  was  read  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT: 

'‘Chicago,  May  24,  1893. 
To  the  Honorable  the  Board  of  Trustees 

o]  the  Sanilari/  District  of  Chicago: 

Gentlemen — I beg  leave  to  report  here- 
\\  ith  the  number  of  employes  in  each 
department  for  the  week  ending  May 
20,  1893,  as  the  same  have  been  reported 


to  me  : 

Engineering  Department 90 

Clerical  Department 3 

Treasury  Department 1 

Law  Department 6 

Total  employes 100 


Respectfully  submitted, 

(Signed)  Thomas  F.  Judge, 

Clerk." 

REVISION  OF  RULES. 

Under  the  head  of  “Unfinished  Busi- 
ness’* the  report  of  the  Committee  on 
Rules,  transmitting  the  entire  rules  of 
the  Board,  presented  and  ordered 
printed  and  laid  over  at  the  meeting 
held  May  10,  1893  (page  1220  of  the  Pro 


ceedings),  action  on  which  was  deferred 
at  the  last  meeting  of  the  Board,  was 
then  taken  up. 

Mr.  Kelly,  seconded  by  Mr.  Bolden- 
weqk,  moved  that  the  entire  rules  of  the 
Board,  as  presented  by  the  Committee 
on  Rules  (page  1220  of  the  Proceedings  , 
be  adopted,  except  those  referring  to  the 
Chief  Engineer,  Nos.  37-  to  41  inclusive, 
action  on  which  was  deferred  pending 
further  consideration  by  the  Committee 
on  Rules. 

On  roll  call  the  vote  stood:  Yeas  - 
Messrs.  Altpeter,  Bolden  week,  Coole  r, 
Eckhart.  Kelly,  Prendergast,  Russe  l 
and  Wenter— eight'(8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  en- 
tire rules  of  the  Board,  as  presented  by 
the  Committee  on  Rules  (page  1220  of 
the  Proceedings)  adopted,  except  those 
referring  to  the  Chief  Engineer,  Nos.  37 
to  41  inclusive,  action  on  which  was  de- 
ferred pending  further  consideration  by 
the  Committee  on  Rules. 

purchase  of  powder  company  leases. 

Mr.  Eckhart,  Chairman,  presented  a 
a report  from  the  Joint  Committee  on 
Finance  and  Engineering,  with  refer- 
ence to  the  purchase  from  John  T.  Alli- 
son, Agent  of  the  American  Forcite 
Powder  Manufacturing  Company,  and 
William  I.<*ronin,  agent  of  the  Inde- 
pendent Powder  Company,  of  certain 
leaseholds  on  right ^of  way  lands  in  Cook 
County,  and  authorizing  and  directing 
the  Clerk  to  pay  for  said  leaseholds  on 
the  vouchers  of  the  Attorney,  as  provided 
in  the  report;  and  the  report  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  adopted,  or- 
dered printed  and  placed  on  file,  the 
recommendations  made  therein  con- 
curred in,  and  the  Clerk  authorized  and 
directed  to  pay  John  T.  Allison,  agent  of 
the  American  Forcite  Powder  Manufac- 
turing Company,  and  William  I.  Cronin, 
agent  of  the  Independent  Powder  Com- 
pany, on  the  vouchers  of  the  Attorney, 
for  said  leaseholds,  as  provided  in  the 
report. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell 
ahd  Wenter — eight  (8).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  the  recommendations  made  therein 
concurred  in,  and  the  Clerk  authorized 
and  directed  to  pay  John  T.  Allison, 
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agent  of  the  American  Forcite  Powder 
Manufacturing  Company,  and  William 
I.  Cronin,  agent,  of  the  Independent 
Powder  Company,  on  the  vouchers  of 
the  Attorney,  for  said  leaseholds,  as  pro- 
vided in  the  report.. 

The  following  is 

THE  REPORT  : 

“Chicago,  May  24,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— The  Joint  Committee  on 
Finance  and  Engineering  have  reached 
an  agreement  with  John  T.  Allison, 
agent  of  the  American  Forcite  Powder 
.Manufacturing  Company  for  the  cancel- 
lation and  surrender  by  said  company  of 
its  lease  of  certain  land  hereinafter  de- 
scribed for  the  sum  of  thirteen  hundred 
and  seventy -five  ($1375)  dollars. 

Also  with  William  I.  Cronin,  agent  of 
the  Independent  Powder  Company  for 
the  cancellation  and  surrender  by  said 
company  of  its  lease  to  certain  land  here- 
inafter described,  for  the  sum  of  thirteen 
hundred  and  seventy-five  ($1375;  dollars. 

Your  Committee  recommend  that  the 
Clerk  of  this  District 1 be  directed  to  pay 
on  the  vouchers  of  the  Attorney  to  said 
John  T.  Allison,  agent  as  aforesaid,  the 
sum  of  thirteen  hundred  and  seventy- 
five  ($1,375)  dollars  in  full  payment  for 
all  the  interest  of  said  American 
Forcite  Powder  Manufacturing  Company 
in  and  to  the  use  and  occupation  of  any 
part  of  that  portion  of  the  east  half  ( £)  of 
the  southeast  quarter  (£)  of  Section  four- 
teen (14),  Township  thirty-eight  (38) 
North,  Range  twelve  (12)  east  of  the 
third  Principal  Meridian,  lying  north- 
westerly of  the  northwesterly  reserve 
line  of  the  Illinois  and  Michigan  Canal 
and  northerly  of  the  right  of  way  of  the 
Chicago  & Calumet  Terminal  Railroad 
Company,  in  Cook  County,  Illinois. 

To  William  I.  Cronin,  the  sum  of  thir- 
teen hundred  and  seventy-five  ($1,375) 
dollars  in  full  payment  for  all  the  inter- 
est,of  the  Independent  Powder  Company 
in  and  to  the  use  and  occupation  of  any 
part  of  that  portion  of  the  east  half  (£) 
of  the  southeast  quarter  (D  of  Section1 
fourteen  (14),  Township  thirty-eight  (38)( 
North,  Range  twelve  (12)  east  of  the 
third  Principal  Meridian,  lying  north- 
•weSterly  of  the  northwesterly  ^reserves 
line  of  the  Illinois  and  Michigan  Canal 
and  northerly  of  the  right  of  way  of  the 
Chicago  & Calumet  Terminal  Railroad 
Company,  in  Cook  County,  Illinois. 

Said  parties  agree  to  remove  from  the 


powder  houses  belonging  to  said  re- 
spective powder  companies  all  the 
powfier  stored  therein,  and  to  deliver  up 
to  this  District  the  full  and  free  posses- 
sion pf  said  land  on  or  before  June  9, 
1893,  and  they  may  at  their  option,  by 
said  date,  remove  said  powder  houses 
from  said  land. 

Respectfully  submitted, 

(Signed)  B.  A.  Eckhart, 

Chairman. 
W.  H.  Russell. 
Thomas  Kelly, 

John  J.  Altpeter. 
Wm.  Boldenweck, 

L.  E.  Cooley, 

Joint  Committee  on  Finance  and  Engin- 
eering.” 

report  on  requisitions  nos.  322  to 
326  and  330  to  332. 

Mr.  Cooley,  Chairman,  presented  a re- 
port from  the  Committee  on  Engineering, 
with  reference  to  Requisitions  Nos.  322  to 
326  inclusive,  and  Nos.  330  to  332,  inclus 
ive,  referred  to  that  Committee  at  the 
meetings  held  April  19  and  May  3,  1893 
(pages  1171  and  1203  of  the  Proceedings); 
and  the  report  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Bolden- 
weck, moved,  that  the  report  be  adopted, 
ordered  printed  and  placed  on  file,  the 
recommendations  made  therein  con- 
curred in  and  the  action  of  the  Commit- 
tee approved. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell  and 
Wenter — eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  the  recommendations  made  therein 
concurred  in,  and  the  action  of  the  Com- 
mittee approved. 

The  following  is 

the  report  : 

“Chicago,  May  24,  1893. 

To  the  Honorable  the  Board  of  Trustees  oj 

the  Sanitaru  District  of  Chicago: 

Gentlemen — In  regard  to  Requisitions 
Nos.  322  to  326,  inclusive,  of  April  19. 
referred  to  this  Committee  with  power  to 
act,  and  in  regard  to  Requisition  No.  331, 
of  May  3,  referred  to  this  Committee 
also,  with  povyer  to  act,  and  in  regard  to 
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Requisitions  Nos.  330  and  332,  of  May  3, 
referred  to  this  Committee,  the  Com- 
mittee reports  back  as  follows: 

Requisitions  Nos.  322  to  325,  inclusive, 
have  been  allowed. 

Requisition  No.  326  has  been  denied. 

Requisition  No.  331,  for  repairs  for 
typewriting  machine,  has  been  allowed, 
after  the  requisition  has  been  modified  so 
as  to  substitute  a new  machine-  for  the 
old  one  at  the  same  cost  as  estimated  for 
repairs. 

Requisitions  Nos.  330  and  332,  are  re- 
ported back  with  the  recommendation 
that  they  be  allowed. 

Very  respectfully  submitted, 

(Signed)  L.  E.  Cooley, 

Chairman. 
Wm.  Bolden weck, 
Thos.  Kelly, 

W.  H.  RtJSSELL, 

John  J.  Altpeter, 
Committee  on  Engineering." 

(Eight  (8)  requisitions  accompanying). 

SATURDAY  CLOSING  OF  OFFICES. 

Mr.  Cooley,  Chairman,  presented  a re- 
port from  the  Joint  Committee  on  En- 
gineering and  Rules,  (accompanied  by 
amended  order,)  with  reference  to  the 
order  directing  the  closing  of  the  offices 
of  the  District  at  noon  on  Saturdays 
from  May  20th  to  October  28th,  1893, 
presented  and  referred  to  that  Commit- 
tee at  the  meeting  held  May  17th,  1893, 
(Page  1235  of  the  Proceedings);  and  the 
report  and  amended  order  were  read. 

Mr.  Cooley,  seconded  by  Mr.  Russell, 
moved  that/  the  report  be  adopted,  or- 
dered printed  and  placed  on  file,  the  re- 
commendations made  therein  concurred 
in  and  the  order  passed. 

On  roll  call  the  vote  stood:  Yeas — 

Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast.  Russell  and 
Wenter-  eight  (8).  Nays— None. 

Upon  which  result  the  President  de 
dared  the  motion  carried,  the  report 
adopted,  ordered  printej  and  placed  on 
file,  the  recommendations  made  therein 
concurred  in  and  the  order  passed. 

The  following  is 

THE  REPORT  AND  ACCOMPANYING  ORDER: 

“Chicago,  May  24,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— Your  Joint  Committee 


on  Engineering  and  Rules,  to  whom  was 
referred  the  order  closing  the  offices  of 
the  District  on  Saturdays  from  May 
20th  to  October  28th,  1893,  presented 
at  the  meeting  held  May  l7th,  1893,  (page 
1235  of  the  Proceedings)  respectfully  re- 
port that  they  have  considered  the  same, 
and  return  herewith  the  said  order  as 
amended,  with  the  recommendation  that 
it  do  pass. 

Respectfully  submitted, 

- (Signed)  L.  E.  Cooley, 

Chainnan. 
John  J.  Altpeter, 

W.  H . Russell, 
Thomas  Kelly, 

Wm.  Boldenweck, 

B.  A.  Eckhart. 

Joint  Committee  on  Engineering  and 
Buies.’’' 


“ Ordered , That  the  offices  "of  this  Dis- 
trict be  and  they  are  hereby  ordered 
closed  at  12  o’clock  noon  on  every  Satur- 
day, from  June  1st  tp  October  1st,  1893, 
and  that  the  said  half  holiday  is  extended 
to  all  the  employes  of  the  District.” 

RIGHT  OF  WA  YORDINANCE— BRIDGEPORT 
TO  SUMMIT. 

Mr.  Cooley,  Chairman,  presented  from 
the  Joint  Committee  on  EDgineering'and 
Finance,  a report  with  certain  recom- 
mendations concerning  the  right  of  way 
for  the  Main  Channel  from  Bndgepoit 
to  Summit,  accompanied  by  an  ordinance 
laying  out  and  establishing  said  right  of 
way;  and  the  report  and  accompanying 
ordinance  were  read. 

Mr.  Cooley,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  adopted,  and, 
with  accompanying  ordinance,  be  ordered 
printed  and  placed  on  file,  the  recom- 
mendations made  therein  be  concurred 
in,  and  that  the  ordinance  do  pass. 

Mr.  Prendergast,  seconded  by  Mr.  Alt- 
peter. moved  as  an  amendment  to  the 
report  that  the  width  of  the  right  of  way 
be  increased  to  1000  feet. 

On  roll-call  on  the  amendment  the 
vote  stood:  Yeas — Messrs.  Altpeter  and 
Prendergast— two  (2)  Nays — Messrs. 
Boldenweck,  Cooley,  Eckhart.  Kelly, 
Russell  and  Wentir — six  (6) 

Upon  which  result  the  President  de- 
clared the  amendment  lost. 

Mr.  Prendergast,  seconded  by  Mr  Alt- 
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peter,  then  moved  that  farther  consider- 
ation of  the  report  and  ordinance  be  de- 
ferred until  the  Law  and  Engineering 
Departments  be  prepared  to  present  a 
complete  report  on  all  damages  and  rail- 
road difficulties  on  the  proposed  line. 

On  roll-call  the  vote  stood:  Yeas — 

None.  Excused  and  not  voting — Messrs. 
Altpeter  and  Prendergast — two  (2). 
Nays — Messrs . Boldenweck,  Cooley,. Eck- 
harfc,  Kelly,  Russell  and  Wenter — six 
(0). 

Upon  which  result  the  President  de- 
clared the  motion  lost. 

Mr.  Cooley,  seconded  by  Mr.  Bolden- 
weck, then  moved  the  previous  question. 

The  motion  prevailed  unanimously, 
and  the  previous  question  was  then 
ordered. 

On  roll-call  on  the  original  motion  of 

Mr.  Cooley,  the  vote  stood:  Yeas — 

Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast,  _ Russell 
and  Wenter — eight  (8).  Nays — None. 

(By  unanimous  consent,  Mr.  Prender- 
gast  explained  his  vote  as  follows: 

“On  the  motion  for  the  adoption  -of. 
the  last  mentioned  ordinance,  I voted 
‘aye’ for  the  repeal  of  the  former  ordi- 
nance, locating  the  so-called  Canal 
route,  for  the  reason  that  the  so-called 
Ogden  Ditch  route  is  the  better,  and  as 
the  advantages  of  economy  and  prompt- 
ness urged  in  support  of  the  Canal 
route  are  not  now  attainable,  I think, 
the  Ogden  Ditch  route  has  the  most 
merit  among  all  the  routes  considered. 

I vote  ‘no’  on  the  adoption  of  the  re- 
mainder of.  the  ordinance  for  the  addi- 
tional reasons  that  the  width  of  the  pro- 
posed route  is  insufficient  and  that  the 
City  of  Chicago  ife  now  pushing  the  Chi- 
cago River  to  Corwith.”) 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  and  with  accomp  tnying  ordi- 
nance, -ordered  printed  and  placed  on 
file,  the  recommendations  made  therein 
concurred  in,  and  the  ordinance  passed. 

The  following  is 

THE  REPORT  WITH  RIGHT  OF  WAY  ORDI- 
NANCE ACCOMPANYING: 

“Chicago,  May  24,  1893. 

To  the  Honorable , the  Board  of  Trustees 

oj  the  Sanitary  District  of  Chicago: 

■ Gentlemen — By  order  of  the  Board  of 
May  17th,  (page  1234  of  the  Proceedings) 
the  Attorney  and  Chief  Engineer  were 
directed  to  prepare,  under  the  supervis- 


ion of  this  Committee,  an  ordinance  for 
the  necessary  right  of  way  for  the  Main 
Channel,  north  of  the  Illinois  and  Michi- 
gan Canal,  between  the  range  line  at 
Summit  and  the  west  fork  at  Robey 
street;  said  ordinance  to  include  all  of 
Section  7 north  of  the  Canal,  near  the 
range  line,  and  to  be  bounded  on  the 
north  generally,  east  of  said  section,  by 
a line  1,100  feet  from  and  parallel  to  the 
northerly  reserve  line  of  the  Illinois  and 
Michigan  Canal.  In  accordance  with 
these  instructions,  an  ordinance  has  been 
prepared  and  submitted  to  this  Commit- 
tee, and  is  hereby  transmitted  to  the 
Board.  This  ordinance  provides  for  a 
clear  right  of  way  of  about  800  feet 
throughout,  north  of  the  Santa  Fe  Rail 
way. 

In  considering  this  matter,  the  Com- 
mittee finds  that  800  feet  is  the  very 
least  upon  which  it  is  practicable  to  work 
out  the  channel  of  the  full  capacity  re- 
quired by  law. 

The  Committee  concludes  that  the 
centerline  of  the  Main  Channel,  when 
developed  to  full  capacity,  should  be 
located  on  the  center  line  of  the  right  of 
way  and  parallel  with  the  north  bound- 
ary of  the  same  from  a point  at  or  near 
Western  avenue  to  the  point  of  curve, 
joining  the  straight  line  below  Summit, 
and  that  the  southern  portion  of  said 
Main  Channel  be  now  excavated,  so  that 
the  future  enlargement  to  full  capacity 
shall  be  on  the  north. 

The  center  line  will  thus  be  located  400 
feet  from  the  north  boundary  of  the 
right  of  way. 

The  ordinance  prepared  in  accordance 
with  the  instructions  of  the  Board  is  sub- 
mitted herewith. 

Very  respectfully, 

(Signed)  L.  E.  Cooley, 

* Chairman- 
B.  A.  Eckhart, 

Thos.  Kelly, 

Wm.  Boldenweck. 

W.  H Russell, 

Joint  Committee  on  Engineer  inq  and 

Finance 

I believe  that  the  needs  of  the  District- 
demand  a right  of  way  of  one  thousand 
feet,  as  recommended  by  the  Chief  Engi- 
neer. 

(Signed)  John  J.  Altpeter. 
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The  following  is 

THE  ORDINANCE: 

“Be  it  ordained  by  Ike  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Section  1 . That  the  Main  Channel  or 
outlet  of  the  District  be  and  the  same  is 
hereby  ordered  to.  be  constructed  and 
maintained  from  the  easterly  end  of  that 
part  of  said  Main  Channel  heretofore 
laid  out  and  established  by  said  Board  by 
its  ordinance  of  August  10th,  1892,  to  the 
north  and  south  center  line  of  Section 
thirty  (30),  Township  thirty-nine  (39), 
North,  Range  fourteen  (14),  East  of  the 
Third  Principal  Meridian,  in  the  City  of 
Chicago,  over,  across  and  upon  the  fol- 
lowing described  lands,  situated,  lying 
and  being  in  the  County  of  Cook  and 
State  of  Illinois,  to-wit: 

Beginning  at  the  intersection  of  the 
center  thread  of  the  current  of  the  West 
Fork  of  the  South  Branch  of  the  Chicago 
River,  in  said  Cook  County,  with  a 
straight' line  running  in  a southwesterly 
direction,  through  a point  on  the  east 
line  of  Section  twenty-five  (25),  Town- 
ship thirty-nine  (39)  North,  Range  thir- 
teen (13),  East  of  the  Third  Principal 
Meridian,  five  hundred  twelve  (512) 
feet  north  of  the  southeast  corner  of 
said  Section  twenty -five  (25)  and  through 
a point  on  the  west  line  of  Section  five 
(5).  Township  thirty-eight  (38)  North, 
Range  thirteen  (13)  East  of  the  Third 
Principal  Meridian,  five  hundred 
forty-one  (541)  feet  north  of  the  southwest 
corner  of  said  Section  five  (5);  thence 
running  southwesterly  in  a direct  line 
on  said  straight  line,  passing  across  Sec- 
tion thirty  (39),  Township  thirty-nine 
(39)  North,  Range  fourteen  (14),  East  of 
the  third  Principal  Meridian,  Sections 
twenty-five  (25),  thirty-six  (36),  thirty- 
five  (35)  and  thirty-four  (34),  Township 
thirty-nine  (39),  North,  Range  thirteen 
(13),  East  of  the  Third  Principal  Meridian, 
and  Sections  three  (3),  four  (4),  five  (5) 
and  six  (6),  Township  thirty-eight  (38) 
North,  Range  thirteen  (13),  East  of  the 
Third  Principal  Meridian,  through  the 
said  points  on  the  said  east  line  of  Sec- 
tion twenty-five  (25),  Township  thirty- 
nine  (39)  North,  Range  thirteen  (13),  East 
of  the  Third  Principal  Meridian,  five 
hundred  twelve  (512)  feet  north  of 
the  southeast  corner  of  said  Section 
twenty-five  (25)  and  on  said  west  line  oP 
Section  five  (5),  Township  thirty-eight 
(38)  North,  Range  thirteen  (13)  East  of 
the  Third  Principal  Meridian,  five 
hundred  forty-one  (541)  feet  north 
of  the  southwest  corner  of  said  Section 
five  (5)  and  to  the  intersection  of  the 
said  straight  line  with  the  north  line  of 


Section  seven  (7),  Township  thirty- 
eight  (38)  North,  Range  thirteen  (13), 
East  of  the  Third  Principal  Meridian; 
thence  west  in  a direct  line  to  the  north- 
west corner  of  said  Section  seven  (7); 
thence  south  on  said  west  line  of  said 
Section  seven  (7)  to  its  intersectiop  with 
the  northerly  reserve  line  of  the  Illinois 
and  Michigan  Canal;  thence  northeast- 
erly on  said  northerly  reserve  line 
through  Sections  seven  (7),  eight  (8)  and 
five  (5),  Township  thirty-eight  (38)  North, 
Range  thirteen  (13),  East  of  the  Third 
Principal  Meridian,  to  the  north  and 
south  quarter  line  of  said  Section  five  (5); 
thence  north  on  said  quarter  line  to  its 
intersection  with  the  northerly  line  of 
the  right  of  way  occupied  by  the  main 
line  of  the  Chicago,  Santa  Fe  & Cali- 
fornia Railway ; thence  north- 
easterly  on  the  said  northerly  line  of  the 
said  right  of  way  of  said  main  line 
through  Sections  five  (5),  four  (4)  and 
three  (3),  Township  thirty-eight  (38) 
North,  Range  thirteen  (13),  East  of  the 
Third  Principal  Meridian,  and  Sections 
thirty-four  (34)  and  thirty-five  (35),  Town- 
ship thirty-nme  (39)  North,  Range  thir- 
teen (13),  East  of  the  Third  Principal 
Meridian,  to  its  intersection  with  the  east 
line  of  the  west  half  of  the  southwest 
quarter  of  said  section  thirty- five  (35); 
thence  north  on  the  east  line  of  said  west 
hklf,  eighteen  and  three-tenths  (18.3) 
feet:  thence  northeasterly  in  a direct  line 
to  the  intersection  of  vthe  northerly  line 
of  the  right  of  way  occupied  by  the  main 
line  of  the  Atchison,  Topeka  & Santa  Fe 
Railroad  in  Chicago,  with  the  north  and 
south  quarter  line  of  said  Section  thirty- 
five  (35);  thence  northeasterly  on  said 
northerly  line  of  the  right  of  way  occu- 
pied by  the  main  line  of  the  Atchison, 
Topeka  & Santa  Fe  Railroad  in  Chicago 
in  said  Section  thirty-five  (35)  to  the  east 
line  of  said  section;  thence  northeasterly 
in  a direct  line  to  a point  on  the  north 
and  south  quarter  line  of  Section  thirty 
six  (36),  Township  thirty-nine  (39)  North, 
/Range  thirteen  (13),  East  of  the  Third 
Principal  Meridian,  said  point  being  fifty- 
seven  (57)  feet  south  of  the  northeast 
corner  of  the  southeast  quarter  of  the 
, northwest  quarter  of  said  Section  thirty- 
six  (36);  thence  northeasterly  in  a direct 
line  to  a point  on  the  East  line  of  said 
Section  thirty-six  (36),  said  point  being 
three  hundred  thirty-five  and  three- 
tenths  (335  3-10)  feet  south  of  the  north- 
east corner  of  said  Section  thirty -six  (36); 
thence  northeasterly  in  a direct  line  to  a 
point  two  hundred  ninety  (290)  feet 
east  of  the  west  line  of  said  Section 
thirty-one  (31),  Township  thirty-nine  (39) 
North,  Range  fourteen  (14),  east  of  the 
Third  Principal  Meridian,  measured  on  a 
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line  parallel  to  the  north  line  of  said 
Section  thirty -'one  (31)  and  one  hundred 
eighty-six  (186)  feet  south  of  the 
harth  line  of  said  Section  thirty-one  (31), 
measured  on  a line  parallel  to  the  west 
line  of  said  Section  thirty-one  (31);  thence 
northeasterly  in  a direct  line  to  a point 
on  the  east  line  of  the  west  half  of  the 
southwest  quarter  of  Section  thirty  (30), 
Township  thirty-nine  (39)  North,  Range 
fourteen  (14),  East  of  the  Third  Principal 
Meridian,  said  point  being  seventy -two 
(72)  feet’  north  of  the  south  line  of  said 
Section  thirty  (30),  thence  to  a point 
which  is  eight  hundred  twenty- seven 
and  six-tenths  (827  6-10)  feet  west  of  the 
south  quarter  corner  of  said  Section 
thirty  (30),  measured  on  the  south  line  of 
said  Section  thirty  (30)  and  two  hundred 
one  (201)  feet  north  of.  the  said  south 
line  of  said  Section  thirty'(30),  measured 
on  a line  at  right  angles  to  said  south  line; 
thence  to  a point  on  the  north  and  south 
quarter  line  of  said  Section  thirty  (30), 
said  point  being  five  hundred  thirty 
(530)  feet  north  of  the  south  quarter 
corner  of  said  Section  thirty,  (30),  thence 
north  on  said  north  and  south  quarter 
line  of  said  Section  thirty  (30)  to  the 
center  thread  of  the  cqrrent  of  the  west 
fork  of  the  South  Branch  of  the  Chicago 
River;  thence  westerly  up  said  center 
thread  of  the  current  to  the  point  of  be- 
ginning. 

Sec.  2.  That  all  of  the  lands  described 
in  Section  one  (1)  of  this  ordinance  are 
required  for  the  construction  and  main- 
tenance of  that  portion  of  said  channel 
described  in  said  section,  and  that  the 
same  shall  be  appropriated  and  acquired 
by  said  Sanitary  District  for  the  purposes 
aforesaid,  and  that  the  cost  of  said  im- 
provement shall  be  paid  for  in  part  by 
general  taxation  and  in  part  by  special 
assessment. 

Sec.  3.  As  to  any  of  said  lands  the 
right  to  use  which,  as  aforesaid,  shall  not 
be  acquired  by  purchase,  cession  or  other- 
wise, the  Attorney  of  the  Sanitary  Dis- 
trict of  Chicago  shall  he  and  he  is  hereby 
directed  to  file  petitions  in  the  Circuit  or 
County  Court  of  the  County  of  Cook  in 
the  name  of  the  Sanitary  District  of  Chi- 
cago, praying  that  the  just  compensation 
to  be  made  for  property,  to  be  taken  or 
damaged  for  said  improvement  or  pur- 
pose, as  specified  in  this  ordinance,  shall 
be  ascertained  by  a jury. 

Sec.  4.  That  an  ordinance  establishing 
a portion  of  the  Main  Channel  or  outlet 
of  the  District,  adopted  by  the  Board  of 
Trustees  of  the  Sanitary  District,  No- 
vember 9th,  1892,  be  and  the  same  is 
hereby  repealed. 
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Sec.  5.  This  ordinance  shall  be  in 
force  from  and  after  its  passage.” 

explanation  of  votes  to  be  recorded. 

Mr.  Prendergast,  seconded  by  Mr. 
Altpeter,  moved  that  any  member  de- 
siring to  explain  his  vote  with  reference 
to  the  repoft  and  ordinance  just  passed, 
be  permitted  to  have  the  same  incorpo- 
rated in  the  record. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Kelly,  Prendergast  and 
Russell— four  (4).  Excused  and  not 
voting— Messrs.  Cooley,  Eckhart,  and 
Wenter— three  (3).  Nays— Mr.  Bolden- 
weck — one  (1). 

Upon  which  resuit  the  President  de- 
clared the  motion  carried,  and  any  mem- 
ber desiring  to  explain  his  vote  with 
reference  to  the  report  and  ordinance 
just  passed,  permitted  to  have  the  same 
incorporated  in  the  record. 

RIGHT  OF  WAY  ORDINANCE  FOR  LEMONT 
BRIDGE. 

Mr.  Cooley  presented  an  ordinance 
laying  out  and  establishing  a right  of 
way,  being  lands  necessary  for  the  con- 
struction of  a fixed  bridge  over'  the 
River  Diversion  near  Lemont,  as  pro- 
vided in  the  ordinance;  and  the  same 
was  read. 

Mr.  Cooley,  seconded  by  Mr.  Bolden- 
weck,  moved  the  passage  of  the  ordi- 
nance. 

On  roll-call  the  vote  stood:  Yeas — 

Messrs.  Altpeter,  Bolden  week,  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell  and 
Wenter— eight  (8).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried  and  the  ordi- 
nance passed. 

The  following  is 

THE  ORDINANCE*. 

“Be  it  ordained  by  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Section  1.  That  there  shall  be  ac- 
quired for  the  corporate  purposes  of  said 
District,  land  in  the  County  of  Cook,  in 
the  State  of  Illinois,  described  as  fol- 
lows : 

Commencing  at  the  southwest  corner 
of  the  northeast  quarter  (£)  of  the  north- 
west quarter  (i)  of  Section  twenty  (20)  in 
Township  thirty-seven  (37)  North,  Range 
eleven  (11)  East  of  the  Third  Principal 
Meridian,  and  running  thence  north- 
easterly in  a straight  line  to  a point  on 
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the  north  line  of  said  section,  which  is 
one  thousand  and  six  and  twelve  one- 
hundredths  (1006.12)  feet  east  of  the 
quarter  (1)  corner  of  said  north  line  of 
said  section;  thence  east  on  said  north 
line  of  said  section  to  the  northeast 
corner  of  said  section;  thence  south- 
westerly in  a straight  line  to  the  south- 
east corner  of  the  northeast  quarter  (1) 
of  the  northwest  quarter  (1)  of  said  sec- 
tion ; thence  along  the  south  line  of  said 
northeast  quarter  (£)  of  said  northwest 
quarter  (J)  of  said  section  to  the  place  of 
beginning;* which  said  land  is  required 
and  is  hereby  appropriated  for  the 
proper  construction  and  maintenance  of 
the  works  of  said  District. 

Sec.  2.  That  all  of  the  lands  de- 
scribed in  Section  one  (1)  of  this  ordi- 
nance are  required  for  the  construction 
and  maintenance  of  the  works  of  said 
Sanitary  District,  and  that  the  same 
shall  be  appropriated  and  acquired  by 
said  Sanitary  District  for  the  purposes 
aforesaid,  and  that  the  cdst  of  said  im- 
provement shall  be  paid  for  in  .part  by 
general  taxation  and  in  part  by  special 
assessment. 

Sec.  3.  • As  to  any  of  s$id  lands  the 
right  to  use  which,  as  aforesaid,  shall  not 
be  acquired  by  purchase,  cession,  or 
otherwise,  the  Attorney  of  the  Sanitary 
District  of  Chicago  shall  be  and  he  is 
hereby  directed  to  file  petitions  in  the 
Circuit  or  County  Court  of  the  County 
of  Cook  in  the  name  of  the  Sanitary  Dis- 
trict of  Chicago,  praying  .that  the  just 
compensation  to  be  made  for  property  to 
be  taken  or  damaged  for  said  improve- 
ment or  purpose,  as  specified  in  this  or- 
dinance, shall  be  ascertained  by  a jury. 

Sec.  4.  This  ordinance  shall  be  in 
force  from  and  after  its  passage.” 

TRUSTEES’  ILLINOIS  VALLEY  TRIP. 

The  Clerk  presented  a communication 
directed  to  President  Wenter  by  C.  L. 
Stinson,  City  Clerk  of  Marseilles,  111 . , 
urging  that  the  Trustees  of  the  District 
make  a trip  by  boat  down  the  Illinois 
Valley;  and  the  same  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Eckhart, 
moved  that  the  communication  be  re- 
ferred to  the  Committee  on  Federal  Re- 
lations. 

The  motion  prevailed  unanimously, 
and  the  communication  was  so  referred. 

The  following  is 

THE  COMMUNICATION: 

“Marseilles,  111.,  May  15,  1893. 
Frank,  Wenter,  President  Board  of  Trus- 
tees, Chicago , 111.: 

Dear  Sir— At  an  adjourned  regular 


meeting  of  the  City  Council  of  the  City 
of  Marseilles,  held  on  May  5,  the  follow-, 
ing  resolutions  were  adopted: 

Whereas,  The  Sanitary  District  of 
Chicago  has  now  entered  upon  the  con- 
struction of  a large  canal  across  the  Chi- 
cago divide,  to  connect  Lake  Michigan 
with  the  Desplaines  River;  and 

Whereas,  The  primary  object  of  the 
said  Sanitary  District  is  to  telieve  the 
City  of  Chicago  of  the  enormous  quantity 
of  disease-  breeding  sewage  which  at 
present  accumulates  in  the  Chicago  River 
and  along  the  Lake  Front;  and 

Whereas,  The  primary  object  of  the 
people  of  the  State  in  consenting  to  the 
enactment  of  the  necessary  laws  creating 
Sanitary  Districts  was  to  bring  about  the 
construction  of  a great  navigable  water- 
way to  connect  Lake  Michigan  with  the 
Mississippi  River;  and 

Whereas,  The  completion  of  said 
waterway  will  be  of  immense  benefit  to 
the  people  of  said  Sanitary  District*  as 
well  as  to  the  people  of  the  State  and  of 
the  United  States;  therefore, 

Resolved , By  the  City  Council  of  the 
City  of  Marseilles,  That  the  Board  of 
Trustees  of  the  said  Sanitary  District  of 
Chicago  be  and  they  are  hereby  urged 
to  make  a trip  by  boat  down  the  Illinois 
Valley,  at  as  early  a date  as  practicable, 
for  the  purpose  of  becoming  personally 
acquainted  with  the  condition  of  the 
valley  so  far  as  it  relates  to  the  Sanitary 
District  and  the  complete  fulfillment  of 
the  waterway  project. 

Resolved,  That  the  Clerk  be  and  he  is 
hereby  instructed  to  forward  a copy  of 
these  resolutions  to  the  President  of  the 
Board  of  Trustees  of  said  Sanitary  Dis- 
trict of  Chicago. 

Respectfully, 

(Signed)  C.  L.  Stinson, 

City  Clerk.”. 

' united  states  engineer  on  filling  of 

CHICAGO  RIVER. 

The  Clerk  presented  a communication 
(accompanied  by  five  enclosures)  di- 
rected to  President  Wenter,  as  the  result 
of  a conference,  Lv  Captain  W.  L. 
Marshall,  Corps  of  Engineers,  U.  S.  A., 
with  reference  to  the  encroachments^on 
the  Chicago  River:  and  tue  communica- 
tion was  read. 

Mr.  Boldenweck,  seconded  by  Mr. 
Cooley,  moved  that  the  communication 
be  ordered  printed,  and  with  enclosures, 
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referred  to  the  Committee  on  Engineer- 
ing. 

The  motion  prevailed  unanimously, 
and  the  communication  was  ordered 
printed,  -and  with  enclosures,  referred  to 
the  Committee  on  Engineering. 

The  following  is  the 

COMMUNICATION: 

“United  States  Engineer  Office.  { 
Chicago,  111.,  May  23,  1893.  \ 

Hon.  Frank,  Wenter , President  Board  of 

Trustees , Sanitary  District  of  Chicago , 

Chicago,  III. 

SIR— I have  to  return  herewith  the 
tracing  loaned  me  bv  you  this  afternoon, 
showing  the  encroachments  upon  the 
navigable  channel  of  Chicago  River,  near 
Van  Buren  street,  which  tracing  I have 
had  copied. 

1 have  to  say  for  the  information  of 
your  Honorable  Body,  that  however  I 
may  differ  from  the  local  authorities  as 
to  the  methods  adopted  by  them  for  the 
amelioration  or  care  of  their  defective 
sewerage  and  water  supply,  that  I recog- 
nize their  right  and  the  authority  and 
capacity  of  the  commonwealth  of  Illinois 
and  the  municipality  of  Chicago  to  deal 
with  their  local  matters  in  their  own 
way,  and  that  having  declared  their 
choice,  United  States  officers  ' shall 
place  full  faith  and  credence  in  their  acts. 
This  office  then,  as  far  as  not  called 
by  law  to  express  opinions,  etc.,  shall 
work  in  accord  with  local  laws  to  further, 
rather  than  obstruct,  their  ends  and  ob- 
jects, as  expressed  clearly  by  the  laws  of 
the  locality . 

As  far  as  the  obstructions  to  naviga- 
tion in  Chicago  River  are  concerned,  we 
will  deal  with  them  under  United  States 
laws,  but  in  case  these  laws  are  silent,  or 
where  questions  arise  where  under  these 
laws  things  may  be  done  that  may  not 
be  done  uuder  state  and  local  laws,  the 
custom  of  this  office  has  always  been  to 
respectfully  suggest  to  the  Secretary  of 
War  that  no  action  be  taken  until  the 
local  authorities  expressed  their  assent, 
apd  that  in  no  case  should  a permit  be 
granted  by  the  War  Department  until  it 
be  shown  that  the  authorities  of  the  State 
of  Illinois  expressed  their  concurrence  in 
such  action. 

I have  to  enclose  herewith  copies  of 
some  endorsements  relating  to  this  mat- 
ter of  the  Pennsylvania  Railroad  Com- 
pany filling  in  in  this  vicinity,  made  on 
the  various  applications  of  this  road  for 
authority  to  encroach  on  the  limits  of 
the  Chicago  River. 


I have  to  say  that  I desire  the  backing 
and  co-operation  of  the  Trustees  of  the 
Sanitary  District  of  Chicago  to  prevent 
any  encroachments  whatever  upon  the 
present  channel  of  Chicago  River,  and 
to  express  to  the  Trustees  of  the  Sanitary 
District  my  disinclination  to  recom- 
mend to  the  Secretary  of  War 
any  restriction  by  bridges,  filling  or 
otherwise  upon  the  capacity  of  the  Chi- 
cago River,  except  where  imperatively 
demanded  by  the  people  5f  Chicago  in 
crossing  the  river  by  bridges. 

An  examination  of  the  locality  in  ques- 
tion will  be  made  at  the  earliest  practic- 
able date,  and  if  it  be  found  that  it  comes 
within  the  purview  of  the  instructions 
issued  to  the  United  States  District  At- 
torney to  stop  by  injunction  from  an 
United  States  Court  such  encroachment 
this  action  will  undoubtedly  be  taken  on 
my  application,  by  the  District  Attorney. 

Very  respectfully, 

(Signed)  W.  L.  Marshall. 

Captain , Corps  .of  Engineers .” 

(Five  enclosures). 

joint  committee  on  finance  and  en- 
gineering TO  purchase  right 
of  way  lands. 

Mr.  Eckhart  presented  an  order,  au- 
thorizing the  Joint  Committee  on  Finance 
and  Engineering  to  purchase  all  right  of 
way  lands  necessary  for  the  corporate 
purposes  of  the  District  under  the  ordi- 
nance just  adopted,  and  directing,  the 
Attorney  to  institute  condemnation  pro- 
ceedings for  such  lands  as  cannot  be 
purchased;  and  the  order  was  read. 

Mr.  Eckhart.  seconded  by  Mr.  Boiden- 
weck,  moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood  : Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell  and 
Wenter— eight  (8).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  order 
adopted,  the  Joint  Committee  on  Finance 
and  Engineering  and  the  Attorney  au- 
thorized in  accordance  with  the  order. 

The  following  is 

THE  ORDER  : 

“ Ordered , Hiat  the  Joint  Committee 
on  binance  and  Engineering  be  and  it  is 
hereby  authorized  forthwith  to  pur- 
chase, at  such  prices  as  said  Joint  Com- 
mittee may  deem  just  and  fair,  all  lands 
necessary. for  the  corporate  purposes  of 
this  District  included  within  the  bound 
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aries  of  right  of  way  fixed  by  ordinances 
this  day  adopted,  and  that  the  Attorne  y 
be  and  he  is  hereby  authorized  and  di- 
rected to  institute  and  prosecute  con- 
demnation proceedings  for  the  purpose 
of  acquiring  such  portion  of  said  lands 
as  said  Joint  Committee  may  be  unable 
to  purchase  under  the  authority  hereby 
conferred  on  said  committee.” 


By  unanimous  consent  Mr.  Russell  was 
excused  from  the  meeting. 

RULE  FOR  RECORDING  EXPLANATION  OF 
VOTES. 

Mr.  Eckhart  gave  notice  that  at  the 
next  meeting  he  would  present  an  amend- 
ment to  the  rules,  providing  that  no  ex- 
planation of  the  vote  of  any  Trustee  be 
recorde  d in  the  minutes. 

ATTORNEY  TO  .CONTRACT  FOR  OPINIONS 
OF  TITLE. 

Mr.  Kelly  presented  an  order,  author- 
izing and  directing  the  Attorney  to  con- 
tract with  the  Title  Guarantee  and  Trust 
Co. , for  opinions  of  title  for  all  right  of 
way  lands  necessary  for  the  corporate 
purposes  of  the  District  Under  the  ordi- 
nances just  adopted;  and  the  order  was 
read. 

Mr.  Kelly,  seconded  by  Mr  Bolden- 
weck,  moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart.  Kelly,  Prendergast  and  Wenter 
—seven  (7).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and -the  Attorney  authorized  to 
contract  for  opinions  of  title  in  accord- 
ance with  the  order. 

The  following  is 

THE  ORDER: 

“ Ordered , That  the  Attorney  be  author- 
ized • to  enter  into  contract  with  the 
Title  Guarantee  and  Trust  Company  to 
furnish  opinions,  in  the  same  form  as 
those  heretofore  furnished  this  District 
by  said  company,  on  titles  to  all  lands 
necessary  for  the  corporate  purposes  of 
this  District  and  included  within  the 
boundaries  of  the  right  of  way  as  laid 
out  and  established  by  ordinances  this 
day  adopted,  on  such  terms  as  said  At- 
torney may  deem  just  and  fair.” 

RE-LOCATION  OF  MAIN  CHANNEL  ON  SEC- 
TIONS E AND  F. 

Mr.  Cooley  presented  an  order  direct- 


ing the  Chief  Engineer  to  re-locate  the 
line  of  the  Main  Channel  in  Sections  E 
and  F,  in  accordance  with  the  order,  and 
the  Clerk  to  notify  contractors  of  such 
action  of  the  Board;  and  the  order  was 
read. 

Mr.  Cooley,  seconded  by  Mr.  Bolden- 
weck, moved  the  adoption  of  the  order. 

On  roll-call  the  vote'  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast  and  Wenter 
—seven  (7).  Nays — None. 

Upon  which  result  the  President  de-. 
dared  the  motion  carried,  the  order 
adopted,  and  the  Chief  Engineer  and 
Clerk  directed,  in  accordance  with  the 
same. 

The  following  is, 

the  order: 

“ Ordered . : That  the  Chief  Engineer  re- 
locate the  Main  Channel  in  Sections  E. 
and  F.,  at  and  near  Summit,  so  as  to  join 
the  straight  line  as  now  located  below 
Summit  and  the  straight  line  as  deter- 
mined by  the  Board  from  a point  near 
Summit  to  a point  at  or  near  Western 
avenue,  said  straight  line  being  four 
hundred  (40Q)  feet  from  and  parallel  to 
the  northerly  boundary  of  the  right  of 
way  from  the  range  line  at  Summit  to 
Robey  street,  as  this  day  established  by 
ordinance;  said  straight  lines  or  tangents 
to  be  joined  by  an  easy  curve,  of  a curva'- 
ture  conforming  to  that  for  the  curves 
on  the  other  portion  of  the  main  line, 
and  not  exceeding  a curvature  of  thirty- 
six  minutes  for  each  100  feet;  and  that 
the  Clerk  be  directed  to  notify  the  con- 
tractors of  the  action  of  the  Board  in  re- 
gard to  said  change  of  plans.” 

PROJECT  FOR  TEST  Plfs. 

Mr.  Boldenweck  presented  an  order, 
directing  the  Chief  Engineer  to  submit 
at  the  next  meeting  a project  for  test  pits 
on  the  right  of  way  between  Robey  street 
and  Summit;  and  the  order  was  read. 

Mr.  Boldenweck,  seconded  by  Mr. 
Kelly,  moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast  and  Wenter 
— seven  (7),  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted  and  the  Chief  Engineer  directed 
in  accordance  with  the  same. 

The  following  is 

THE  ORDER: 

“ Ordered , That  the  Chief  Engineer 
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submit  at  the  next  regular  meeting  a pro- 
ject for  such  test  pits  as  may  be  necessary 
to  fully  test  the  character  of  the  material 
to  be  excavated  on  the  Main  Channel  be- 
tween the  west  fork  at  Robey  street  and 
the  range  line  at  Summit.” 

OFFICES  TO  .BE  CLOSED  OX  “DECORA- 
TION DAY.” 

Mr.  Altpeter,  on  behalf  and  in  the  ab- 
sence of  Mr.  Russell,  presented  an  order 
directing  that  the  offices  of  the  District 
be  closed  on  May  30,  1893,  (Decoration 
Day);  and  the  order  was  read. 

Mr.  Altpeter,  seconded  by  Mr.  Bolden- 
weck,  moved  the  adoption  of  the  order. 

On  roll  call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Bolden  week,  Cooley, 
Eckhart,  Kelly,  Prendergast  and  Wenter 
— seven  (7).  Nays — None.  0 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  offices  of  the  District 
ordered  closed  on  May  30,  1893,  (Decora- 
tion Day). 

The  following  is 

THE  ORDER: 

“ Ordered , That  the  offices  of  this  Dis- 
trict be  and  they  are  hereby  ordered 
closed  on  Tuesday,  May  30th,  1893,  the 
same  being  Decoration  Day,  a legal  holi- 
day.” 

LEVEE  TO  BE  BUILT  Oil  SECTIONS  D,  E, 
AND  F. 

Mr.  Cooley  presented  an  order,  author- 
izing and  directing  a levee  to  be  built  on 
the  north  side  of  the  River  Diversion  on 
Sections  D,  E and  F,  as  provided  m the 
order;  and  the  order  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Bolden- 
week,  moved  the  adoption  of  the  order. 

On  roli-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast  and  Wenter 
— seven  (7).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried  and  the  order 
adopted 

The  following  is 

THE  ORDER: 

"Ordered,  That  a levee  be  built  on  the 
north  side  of  the  newriver  channel,  be- 
ginning with  the  high  ground  on  the  east 
end  of  Section  **D,”  extending  through- 
out Sections  “E”  and  “F,”  and  joining 
the  high  ground  north  of  the  Chicago, 
Santa  Fe  & California  Railway  and  west 


of  the  Desplaines  River.  .Said  levee  to 
be  built  parallel  with  the  new  channel 
and  120  feet  north  of  the  same  measured 
to  the  foot  of  the  slope.  Said  levee  to  be 
20  feet  wide  on  top  with  slopes  of  H to  1 
on  the  outside  and  2 to  .1  on  the  inside. 
Its  grade  to  be  20  feet  above  datum  at  its 
lower  end,  and  is  to  rise  thence  with  a 
uniform  grade  to  the  Chicago,  Santa  Fe 
& California  Railway,  when  its  elevation 
is  to  be  24  feet  above  datum,  and  thence 
it  is  to  rise  To  a height  of  2o  feet  above 
datum  at  its  upper  end.  On  the  outside 
of  said  levee  a ditch  3 feet'  deep  and  6 
feet  wide  on  the  bottom  with  slopes  of 
H to  1 is  to  be  cut,  and  that  so  much  of 
said  levee  as  falls  within  the  respective 
contract  sections  be  built  by  the  contrac- 
tors for  the  work  on  said  sections  respec- 
tively, in  accordance  with  the  provisions 
of  the  contracts  for  the  work  on  said 
sections;  and,  be  it  further 

“ Ordered , That  the  Clerk  be  instructed 
to  notify  the  respective  contractors  on 
said  Sections  “D,”  “E”  and  “F”  of  this 
action  by  the  Board.” 

NO  DYKES  TO  BE  CONSTRUCTED  BETWEEN 

SECTIONS  22  AND  33,  T.  38  N.,  R.  12  E. 

Mr.  Cooley  presented  an  order,  direct- 
ing that  no  dykes  be  constructed  between 
Sections  22  and  33,  Township  38  North, 
Range  12  East,  as  provided  in  the.  order; 
and  the  order  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Kelly, 
moved  the  adoption  of  the  order 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast  and  Wenter 
— se v en  (7 ) . N ays — N on e. 

Upon  which  result  the  President  de- 
clared tlie  motion  carried,  and  the  order 
adopted. 

The  following  is 

THE  ORDER: 

“ Ordered , That  no  dyke  or  dykes  be 
constructed  by  this  District  northwesterly 
of  the  Desplaines  River  Diversion,*  be- 
tween the  north  line  of  Section  twenty- 
two  (22),  Townshipthirty-eight(38)  North, 
Range  twelve  (12),  East  of  tiie  Third 
Principal  Meridian,  Cook  County,  Illinois, 
and  the  west  line  of  Section  thirty-three 
(33)  in  the  same  township.” 

ADJOURNMENT. 

On  motion  of  Mr.  Eckhart,  seconded 
by  Mr.  Boldenweck,  the  Board  then  ad- 
journed. 

Thomas  F.  Judge, 
Clerk. 
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PROCEEDINGS 

— OF  THE — 

Board  of  Trustees, 

—or  THE— 

Sanitary  District  of  Chicago. 


MY  31.  1893. 


OFFICIAL  RECORD. 


REGULAR  MEETING. 

The  one  hundred  and  seventy- second 
regular  meeting  of  the  Board  of  Trus- 
tees of  the  Sanitary  District  of  Chicago 
was  held  in  their  rooms,  Rialto  Building, 
Wednesday,  May  31,  1893,  at  2 o’clock 
P.  M. 

President  Wenter  called  the  Board  to 
order. 

On  roll-call  Messys.  Altpeter,  Bolden- 
weck,  Cooley,  Eckhart,  Gilmore,  Kelly, 
Russell  and  Wenter — eight  (8)  members, 
were  present. 

MINUTES. 

The  minutes  of  the  regular  meeting, 
held  May  24,  1893,  were  approved  as 
printed,  on  motion  of  Mr.  Kelly,  seconded 
by  Mr.  Altpeter. 


VOUCHERS. 


The  Clerk  presented  the  following 
vouchers: 


PAY  ROLLS. 


Eng.  Dept.,  Chief  En- 
gineer’s roll,  May, 

1898... 

Eng.  Dept.,  Div.  No.  1, 
week  ending  May 

27,  1893 

Eng.  Dept.,  Div.  No.  2, 
week  ending  May 

97  18Q3 

Eng’.  Dept.,  Div.  No.  8, 
week  ending  May 

27, 1898 

Eng.  Dept.,  Div.  No.  4, 
week  ending  May 

27,  1893 

Eng.  Dept.,  discharged 
men’s  roll,.  May,  1893 


$ 2,560  00 

1,221  20 

60  00 

428  10 

49  20 
6 00 


Clerical  Dept.,  Clerk’s 

roll,  May,  1893 $ 504  85 

Clerical  Dept.,  office 


$ 4,313  50 
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roll,  week  ending 

May  27,  1893 $ 30  00 

$ 643  86 

Treasury  Dept.,  Treas- 
urer’s roll,  May, 

1893 166  67 

Law  Dept.,  Attorney’s 

roll,  May,  1893 $ 1,608  33 

Law  Dept.,  Joliet  roll, 

May,  1893 333  33 

Law  Dept.,  office  roll, 
week  ending  May 

27,  1893 40  50 

$ 1,882  16 

General  Account,  Sani- 
tary Inspector’s  roll. 

May,  1893 $ 200  00 

General  Account,  Trus- 
tee’s roll,  May,  1893. . 2 383  33 

$ 2,633  33 


Total $ 9,439  61 

ENGINEERING  DEPARTMENT. 

Charles  MacRitchie, 

(drawing  table) $ 10  00 

Trevor  Spring  Water 

• Co.  (ice) 9 00 

L.  C.  Howard,  (type- 
writing)  3 90 

$ 22  90 

LAW  DEPARTMENT. 


Cameron,  Am  berg  & 
Co.  (stationery) $ 

7 03 

John  Morris  Co.  (sta- 
tionery)  

3 26 

Joseph  Donnersberger, 
(expert  services,  right 
of  way) 

250  00 

$ 260  28 


Grand  total $ 9,722  69 

Mr.  Bolden  week,  seconded  by  Mr. 
Kelly,  moved  that  the  vouchers  as  read 
ancl  shown  above,  be  approved  and  or- 
dered paid. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Russell  and 
Wen  ter — eight  (8).  Nays — None. 

Upon  which  result,  the  President  de- 
clared the  motion  carried,  and  the  vouch- 
ers as  read  and  shown  above,  approved 
and  ordered  paid. 


Mr.  Kelly,  seconded  by  Mr.  Cooley, 
moved  that  Requisitions  Nos.  341,  342 
and  343, for  the  Engineering  Department, 
as  read  and  shown  above,  be  allowed. 

On  roll-call  the  vote  stood : Yeas — 
Messrs.  Altpeter,  Boidenweck,  Cooley, 
Eckhart,  Gilmore  Kelly,  ^Russell  and 
Wenter — eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  Requi- 
sitions Nos.  341,  342  and  343,  for  the  En- 
gineering Department,  as  read  and  shown 
above,  allowed. 


WEEKLY  REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report,  in  ac- 
cordance with  the  rules,  showing  the 
number  of  persons  in  the  em  j Joy  of  the 
District  for  the  week  ending  May  27, 
1893. 

The  same  was  read  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

the  report: 

“Chicago,  May  31,  1893. 

7 o the  Honorable  the  Board  of  Trustees 

oj  the  Sanitary  District  of  Chicago: 

Gentlemen— I beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  May 
27,  1893,  as  the  same  have  been  reported 
to  me  : 


Engineering  Department. 104 

Clerical  Department ; 3 

Treasury  Department 1 

Law  Department....  7 

Total  employes . 115 


Respectfully  submitted, 

(Signed)  Thomas  F.  Judge, 

Clerk.” 

project  for  test  pits. 


requisitions. 

The  Clerk  presented  the  following 


requisitions: 

No.  341,  Engineering  Department, 

(printing  gauge  cards) $ 23  00 

No.  342,  Engineering  Department, 

(furniture.  Summit  office) 81  50 

No.  343,  Engineering  Department, 

(pine  and  oak  stakes) 52  50 


Total $157  00 


The  Clerk  presented  a report  from  the 
Chief  Engineer,  with  reference  to  the 
submission  of  a project  for  test  pits  on 
the  right  of  way,  between  Robey  street 
and  Summit,  as  directed  by  an  order 
passed  at  the  meeting  held  May  24,  1893, 
(page  1246  of  the  Proceedings);  and  the 
report  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Eckhart, 
moved  that  the  repbrt  be  ordered  printed 
and  placed  on  file. 
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The  motion  prevailed  unanimously, 
and  it  was  so  ordered. 

The  following  is 

THE  REPORT : 

“Chicago,  May  31, 1893. 

To  the  Honorable  the  Board  of  the  Trus- 
tees of  the  Sanitary  District  of  Chicago: 

Gentlemen— The  order  of  the  Board 
passed  on  the  34th  inst.  that  “The  Chief 
Engineer  submit  at  the  next  regular 
meeting  a project  for  such  test  pits  as 
may  be  necessary  to  properly  test  the 
character  of  the  material  to  be  excavated 
on  the  Main  Channel  between  the  West 
Fork  at  Robey  street  and  the  range  line 
at  Summit”  has  had  consideration,  but 
there  has  not  been  time  to  prepare 
proper  recommendations  therefor.  This 
subject  will  receive  immediate  attention* 
Respectfully  submitted, 

(Signed)  Benezette  Williams, 
Chief  Engineer.” 

DEPOSIT  FOR  “NAGLE  LA.NDS”  RETURNED. 

"fhe  Clerk  presented  a report  from  the 
Attorney,  enclosing  check  from  Messrs. 
Gary  & Wheaton,  for  John  and  George 
Nagle’s  portion  of  the  money  deposited 
with  Gary  & Wheaton  under  order  of 
September  7,  1892,  (page  719  of  the  Pro- 
ceedings). in  the  suit  of  the  District  vs. 
John  H.  Tedens,  et  ah',  for  right  of  way 
lands  in  Du  Page  County,  the  said  land 
having  been  purchased  by  the  District 
since  judgment;  and  the  report  was  read. 

Mr.  Eckhart.  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  adopted, 
ordered  printed  and  placed  on  file,  and 
the  Clerk  directed  to  deposit  the  enclosed 
check  with  the  Treasurer  to  the  credit  of 
the  District. 

On  roll-call  the  vote  stood:  Yeas— 

Messrs.  Altpeter,*  Bolden  week,  Cooley, 
Eckhart,  Gilmore.  Kelly,  Russell  and 
Wenter— eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  and  the  Clerk  directed  to  deposit 
the  enclosed  check  with  the  Treasurer  to 
the  credit  of  the  District. 

The  following  is 

the  report  : 

“Chicago,  May  31,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— I enclose  you  herewith  a 


check  payable  to  the  order  of  the  Sani- 
tary District  of  Chicago  for  $310.00, 
being  the  amount  of  the  judgment  in 
favor  of  John  Nagle  and  George  Nagle 
in  the  ca*e  of  the  Sanitary  District  vs. 
John  H.  Tedens,  et  al  , in  DuPage  Coun- 
ty, Illinois.  These  judgments  were  sold 
and  assigned  to  the  Sanitary  District  on 
last  September  for  $2 1 0.00,  which  amount 
was  paid  to  said  Nagles  as  shown  by  an 
expense  voucher  frorr)  this  department, 
allowed  September  21, 1892.  Theamount 
of  the  judgments  in  the  Tedens’  suit, 
including  the  $310.00  in  favor  of  John 
Nagle  and  George  Nagle,  was  deposited 
under  the  order  of  court  with  Gary  & 
Wheaton,  baukers,  at  Wheaton,  111.,  by 
an  order  which  passed  this  Board  Sep- 
tember 7,  1892-.  The  said  $310  00  in  the 
enclosed  check  has  been  ordered  paid 
back  to  the  District  by  the  court  in 
accordance  with  said  assigned  judgment. 

Respectfully  submitted, 

(Signed)  Orrin  N.  Carter, 

Attorney .” 

(Enclosing  check.) 

REVISION  OF  RULES. 

Mr.  Russell,  for  the  Committee  on 
Rules  and  the  Joint  Committee  on  Rules 
and  Engineering,  prps  nted  a report, 
transmitting  the  revised  rules  governing 
the  Chief  Engineer  and  the  Superinten- 
dent of  Construction,  which  were  re- 
ferred to  said  committees  at  the  meet 
ings  held  May  24,  1893,  (page  1238  of  the 
Proceedings)  and  April  12.  1893,  (page 
1142  of  the  Proceedings);  and  the  report 
and  accompanying  rules  were  read. 

Under  the  rules  the  report  and  accom- 
panying rules  were  ordered  printed  and 
laid  over  until  the  next  meeting. 

The  following  is 

tiie  report: 

“Chicago,  May  31,  1893. 

To  the  Honorable  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago: 

Gentlemen — Your  Committeeon  Rules 
have  had  under  consideration  the  Rules 
of  the  Board  concerning  the  Chief  En- 
gineer and  the  Superintendent  of  Con- 
struction, in  conjunction  with  the  Com- 
mittee on  Engineering  (action  on  said 
rules  having  been  deferred  for  further 
consideration  by  this  Cnmraitte  at  the 
meeting  held  May  24,  1893,  page  1238  of 
the  Proceedings),  and  submit  herewith 
the  rules  referring  to  the  Chief  Engineer 
and  the  Superintendent  of  Construction, 
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as  amended,  with  the  recommendation 
that  same  be  adopted. 

Respectfully  submitted, 

(Signed)  Frank  Wenter, 

Chairman. 

, W.  H.  Russell. 

Committee  on  Hides. 

The  Joint  Committee  on  Rules  and  En- 
gineering concurs  in  regard  to  the  Su- 
perintendent of  Construction,  referred  to 
this  Committee  April  12, 1893  (page  1142). 

(Signed)  Frank  Wenter, 

Chairman. 
Wm.  Boldenweck. 

B.  A.  Eckhart, 

L.  E.  Cooley, 

W.  H.  Russell, 

John  J.  Altfeter. 
Thos.  Kelly, 

Joint  Committee  on  Bides  and  Enqineer- 
ing 


'‘CHIEF  ENGINEER. 

37.  The  Chief  Engineer  shall  have 

charge  of  all  engineering  work  and  shall 
devote  his  time  to  the  Sanitary  District. 
He  shall  do  all  surveying  and  civil  engi- 
neering necessary  or  ordered  by  the 
Board,  and  shall  perform  such  other  du- 
ties as  may  be  imposed  upon  him  from 
time  to  time  by  ordinances,  Orders  or 
resolutions  of  the  Board,  and  shall  attend 
the  meetings  of  the  Board  when  required. 
His  salary  shall  not  exceed  the  sum  of 
seventy-two  hundred  ($7,200)  dol’ars  per 
annum, and  his  bond  shall  be  in  the  sum 
of thousand  ( .)  dollars. 

38.  The  Chief  Engineer  shall  have  en- 
tire charge  of  the  work  of  the  Engineer- 
ing Department,  and  shall  organize  and 
administer  the  same  so  as  to  secure  a full 
record  of  the  nature  and  cost  of  all  op- 
erations, and  full  responsibility  of  all 
employes. 

39.  The  Chief  Engineer  by  the  advice 
and  consent  of  the  Board,  shall  select  the 
following  assistants,  as  needed  by  him, 
subject  to  confirmation  by  the  Board: 

One  Superintendent  of  Construction, 
at  a salary  not  exceeding  the  rate  of 
fifty-four  hundred  ($5,400)  dollars  per 
annum,  who  shall  give  a bond  in  the 
sum  of ($..._. ) dollars. 

One  First  Assistant  Chief  Engineer  at  a 


salary  not  exceeding  the  rate  of  thirty- 
six  hundred  ($3,600)  dollars  per  annum. 

One  Second  Assistant  Chief  Engineer 
at  a salary  not  exceeding  the  rate  of 
twenty- seven  hundred  ($2,700)  dollars 
per  annum. 

One  Record  Clerk. at  a salary  not  ex- 
ceeding the  rate  of  fifteen  hundred 
($1,500)  dollars  per  annum. 

The  Superintendent  of  Construction 
shall  have  administrative  charge  of  all 
the  work  of  cohstruction,  and  all  em- 
ployes engaged  therein  shall  report  to 
him  and  be  subject  to  his  orders.  He 
shall  perform  such  other  duties  as  may 
be  assigned  to  him  by  the  Chief  En- 
gineer. He  shall  see  that  all  contracts 
entered  into  by  the  District  with  various 
parties  are  efficiently  carried  out,  and  he 
shall  make  a report  to  the  Chief  Engineer 
at  least  once  every  two  weeTss,  giving  in 
detail  the  condition  of  the  work  in  pro- 
cess of  construction  by  the  District,  the 
progress  made  therein,  and  the  manner 
in  which  same  is  being  executed.  A 
copy  of  the  report  shall  be  transmitted  to 
the  Board  by  the  Chief  Engineer,  with 
such  recommendations  as  the  Chief 
Engineer  considers  proper  to  make  rela- 
tive thereto. 

The  First  Assistant  Chief  Engineer 
shall  have  direct  charge  of  the  Division 
of  Surveys,  shall  conduct  all  general  and 
special  surveys,  and  perform  such  duties 
as  assigned  to  him  by  the  Chief  Engineer. 
He  shall  be  Acting  Chief  Engineer  in  the 
absence„of  the  Chief  Engineer  and  by  his 
authority,  or  when  authorized  by  the 
Board. 

The  Second  Assistant  Chief  Engineer 
shall  have  direct  charge  of  the  Division 
of  Drafting  and  Records,  and  shall  make 
and  record  all  maps  and  plats,  and  file 
all  note  books  and  be  custodian  of  the 
same,  and  shall  conduct  all  land  surveys 
as  required  by  the  Attorney,  and  gener- 
ally shall  be  in  charge  of  all  platting  and 
engineering  except  that  which  may  per- 
tain to  and  be  necessarily  confined  to  the 
other  two  Divisions,  all  under  the  gen- 
eral direction  of  the  Chief  Engineer. 

The  work  of  the  Record  Clerk  shall  be 
in  direct  charge  of  the  Chief  Engineer. 
In  this  Division  shall  be  kept  all  admin- 
istrative n,nd  financial  records,  and  all 
reports  from  the  several  divisions. 

40.  The  Chief  Engineer  shall  nominate 
for  the  confirmation  of  the  Board  seven 
Assistant  Engineers,  at  a salary  of 
eighteen  hundred  ($1,800)  dollars  to 
twenty-four  hundred  ($2,400)  dollars  per 
annum,  who  shall  be  assigned  to  the  sev- 
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eral  divisions,  with  the  concurrence  of 
the  Chiefs  thereof,  and  at  such  rates  of 
pay  as  may  be  fixed  by  order  of  the  Board 
as  follows: 

Five  Assistant  Engineers  on  Division 
of  Construction,  who  shall  act  as  resi- 
dent Engineers,  whose  nomination  must 
be  concurred  in  by  the  Superintendent 
of  Construction. 

Two  Assistant  Engineers  for  such 
duties  as  they  may  be  assigned. 

41.  The  Chief  Engineer  shall  appoint 
such  employes  as  the  needs  of  the  service 
may  require. 


Rate 

per  month. 

Sub- Assistant  Engineers $125  to  $150 

Instrument  men 100  to  125 

Sub- instrument  men 75  to  100 

Draftsmen 75  to  150 

Rod  men,  not  to  exceed - 75 

Flagmen,  Chainmen  and  Axe- 
men, not  to  exceed 66 

Laborers,  not  to  exceed 54 

Sub-Assistant  Engineers,  Instrument 


men,  Sub-Instrument  men  and  Drafts- 
men shall  be  men  of  technical  compe- 
tence and  training  for  the  duties  assigned 
them. 

All  changes  of  grade,  promotion  and 
fixing  of  pay  is  to  be  done  with  the  con- 
currence of  the  President  and  Committee 
on  Engineering. 

41a.  The  Chief  Engineer  may  employ  an 
Assistant  Record  Clerk  at  the  rate  of  not 
over  one  hundred  ($100)  dollars  per 
month,  a typewriter  at  the  rate  of  not 
over  seventy-five  ($75)  dollars  per  month, 
and  an  office  boy  at  not  over  forty  ($40) 
dollars  per  month. 

415.  For  any  special  service  of  limited 
duration  and  for  which  the  regular  force 
is  not  available,  employes  are  to  be  had 
by  requisition  on  "the  Board,  and  any 
such  requisitions  shall  state  the  number, 
grade,  rate  of  compensation  and  duration 
of  service  required.  All  such  employ- 
ment shall  be  designated  “Special”  on 
vouchers  and  returns. 

4lc.  All  changes  of  plans,  whatso- 
ever, by  which  any  work  is  to  be  carried 
out  in  any  manner  different  from  that 
provided  in  any  contracts,  shall  be  de- 
termined and  authorized  by  the  Board, 
and  proper  specifications  and  plats  there- 
for shall  be  filed  for  record  with  the 
Clerk,  and  the  President  shall  issue 
notice,  attested  by  the  Clerk,  to  the  par- 
ties in  interest. 

41  d.  Before  authorizing  or  allowing 
any  extra  work  or  fixing  any  price  there- 


for or  directing  or  passing  upon  any 
work  not  specifically  described  and  pro-’ 
vided  for  in  any  contracts,  the  Chief 
Engineer  shall  submit  all  matters  in  re- 
lation thereto  to  the  Board  or  its  duly 
authorized  committees,  sitting  in  an  ad- 
ministrative capacity. 

41  e.  All  current  estimates  of  work 
done  under  any  contract  and  the  certifi- 
cate therefor  shall  be  made  by  the  resi- 
dent engineer,  and, the  same  shall  be  cer- 
tified by  the  Superintendent  of  Construc- 
tion and  by  the  Chief  Engineer. 

41/.  The  employes  confirmed  by  the 
Board  shall  at  all  times  be  subject  to  call 
before  the  Board  and  its  authorized  com- 
mittees, and  it  is  made  part  of  their  duty 
to  fully  advise  the  Board  through  the 
President,  or  said  committees,  of  any 
matters  of  administration,  or  engineer- 
ing, which  may  be  for  the  good  of  the 
District,  when  requested  so  to  do.” 


REPORT  ON  REQUISITIONS  NOS.  334,  336 
338  AND  339. 

Mr.  Russell,  for  the  Committee  on 
Rules,  presented  a report  on  Requisitions 
Nos.  334,  336,  .338  and  339,  referred  to 
that  committee  with  power  to  act,  at  the 
meeting  held  May  24,  1893,  (page  1237  of 
the  Proceedings);  and  the  report  was 
read. 

Mr.  Russell,  seconded  by  Mr.  Cooley, 
moved  that  the  report  be  adopted, 
ordered  printed  and  placed  on  file,  and 
the  action  of  the  committee  with  refer- 
ence to  the  said  Requisitions  approved. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Russell  and 
W enter— eight  (8).  Nays— None. 

Upon  which  result  the  President  de 
dared  the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  the  recommendations  made  therein 
concurred  in,  and  the  action  of  the  Com- 
mittee, with  reference  to  the  said  Requisi- 
tions, approved. 

The  following  is 

THE  REPORT: 

“Chicago,  May  31,  1893. 

To  the  Honorable,  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— Your  Committee  on 

Rules,  to  whom  were  referred  Requisi- 
tions Nos.  334,  386,  338  and'339,  for  the 
Engineering  Department  with  power  to 


May  81,] 


—1253— 


[1898. 


act,  at  the  meeting  held  May  24,  1893, 
(page  1237  of  the  Proceedings)  respect- 
fully report  that  they  have  allowed  the 
same,  and  request  the  approval  of  their 
action. 

Respectfully  submitted, 

(Signed)  Frank  Wenter, 

Chairman.  , 
W.  H.  Russell, 

B.  A.  Eckhart, 
Committee  on  Buies. 

“CONGLOMERATE  ROCK ” IN  M* ARTHUR 
SECTIONS. 

The  Clerk  presented  a communication 
from  McArthur  Bros.,  contractors  on 
Sections  2,  3 and  4,  with  reference  to 
“Conglomerate  Rock”  found  on  their 
Sections,  in  the  line  of  the  Main  Chan-  ' 
nel,  and  asking  a re  classification  of  the 
said  material;  and  the  communication 
was  read. 

Mr.  Kelly,  seconded  by  Mr.  Eckhart, 
moved  that  the  communication  be  or- 
dered printed  and  referred  to  the  Joint 
Committee  on  Engineering  and  finance. 

Mr.  Cooley,  seconded  by  Mr.  Gilmore, 
moved  to  amend  by  substituting  the 
• word  “Judiciary'’  in  place  of  “Finance.” 

On  roll-call  on  the  amendment,  the 
vote  stood:  Yeas— Messrs.  Bolden  week, 
Cooley,  Gilmore,  Russell  and  Wenter^— 
five  (5)  Nays — Messrs.  Altpeter,  Eck- 

hart and  Kelly — three  (3). 

Upon  which  result  the  President  de- 
clared the  motion  carried  and  the 
amendment  adopted. 

On  roll-call  on  the  original  motion  as 
amended,  the  vote  stood:  Yeas— Messrs. 
Altpeter,  Boldenweok,  Cooley,  Gilmore, 
Russell  and  Wenter — six  (6).  Nays — ' 
Messrs.  Eckhart  and  Kelly — two  (2). 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  com- 
munication ordered  printed  and  referred 
to  the  Joint  Committee  ou  Engineering 
and  Judiciary. 

The  following  is 

THE  COMMUNICATION: 

“Chicago,  May  31,  1893. 

To  the  Board  of  I'rustces  0}  the  Sanitary 

District  of  Chicago: 

Gentlemen — In  opening  our  work  on 
Sections  2,  3 and  4 of  the  Main  Drainage 
Channel,  we  have  encountered  and  exca- 
vated a cemented  conglomerate » rock, 


lying  in  its  original  bed,  requiring  blast- 
ing for  its  removal.  This  conglomerate 
rock  directly  overlies  the  lime  rock,  and 
is  here  the  “bed  rock/’ 

This  material  has  been  returned  in  the 
estimates  as  “Glacial  Drift  ” This  work, 
in  our  judgment,  has  not  been  properly 
estimated,  but  should  be  estimated  and 
paid  for  as  “Solid  Rock.” 

We  cannot  excavate  and  remove  this 
rock  as  “Glacial  Drift,”  for  it  is  not 
“Glacial  Drift,”  as  contracted  for,  and 
costs  more  than  three  times  the  price  of 
“Glacial  Drift.” 

Therefore,  we  respectfully  ask  that 
your  Board  take  early  action,  directing 
your  engineer  to  re-e6timate  and  classify 
this,  and  any  other  material  requiring 
blasting  for  its  economical  removal,  as 
“Solid  Rock,”  where  it  properly  belongs. 

Very  respectfully  yours, 
(Signed)  McArthur  Bros.” 

ADDITIONAL  CLERK  FOR  LAW  DEPART- 
MENT. * 

By  unanimous  consent,  Mr.  Kelly  pre- 
sented a report  from  the  Law  Depart- 
ment, making  requisition  for  authority 
to  employ  one  clerk,  as  provided  in  the 
report!  and  the  report  was  read 

Mr.  Kelly,  seconded  by  Mr.  Russell, 
moved  that  the  report  be  adopted,  or- 
dered printed  and  placed  on  file,  and  the 
requisition  allowed. 

On  roll  call  the  vote  stood:  Yeas-^ 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore.  Kelly  and  Russell — 
seven  (7).  Nays — Mr.  Wenter — one  (1) 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  and  the  requisition  allowed. 

The  following  is 

THE  REPORT: 

“Chicago,  May  31, 1893. 

To  dhe  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— Mr.  S.  M.  Dickson  has 
been  in  the  employ  of  the  District  as 
Clerk  of  the  Law  Department  since  last 
August.  He  is  receiving  pay  at  the  rate 
of  $3  00  per  day,  while  similar  work  in 
the  other  departments  of  the  District  is 
being  paid  from  $ 100.00  to  $125.00  per 
month.  Mr.  Dickson  thinks  he  ought  to 
receive  the  same  pay  as  the  others  who 
are  doing  the  same  class  of  work,  and  I 
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think  there  ia  justice  in  his  claim.  I 
therefore  make  requisition  for  authority 
to  employ  one  clerk  for  this  department 
at  a salary  not  to  exceed  $125.00  per 
month.  This  position  to  be  in  place  of 
the  one  occupied  by  Mr.  Dickson. 

Respectfully  submitted, 

(Signed)  Orrin  N.  Garter, 

Attorney” 

STATEMENT  CONCERNING  EXTENSION  OF 
CHICAGO  RIVER. 

Mr.  Cooley,  seconded  by  Mr.  Russell, 
moved  that  Mr.  Bolden  week  be  allowed 
to  have  inserted  in  the  record  a state- 
ment in  answer  to  the  assertion  of 
Mr.  Prendergast,  “ that  the  City  of  Chi- 
cago is  now  pushing  the  Chicago  River 
to  Corwith,”  used  in  the  explanation  of 
his  vote  at  the  meeting  held  May  24, 
1893,  (page  1241  of  the  Proceedings). 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Cooley,  Eckhart,  Kelly,  Russell 
and  Wenter — five  (5).  Nays— Messrs. 
Altpeter,  Boldenweck  and  Gilmore- 
three  (3). 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  Mr. 
Boldenweck  allowed  to  have  inserted  in 
tfie  record  a statement  in  answer  to  the 
assertion  of  Mr.  Prendergast,  “that 
the  City  of  Chicago  is  now  pushing  the 
Chicago  River  to  Corwith,”  used  in  the 
explanation  of  his  vote  at  the  meeting 
held  May  24,  1893,  (page  1241  of  the  Pro- 
ceedings). 

RULE  ON  RECORDING  EXPLANATION  OF 
VOTES. 

Mr . Eckhart  presented  an  amendment 
to  Rule  9 of  Rules  of  Order,  providing 
that  no  explanation  of  tho  vote  of  any 
Trustee  be  recorded  in  the  minutes,  no- 
tice of  which  amendment  was  given  at 


the  meeting  held  May  24,  1893,  (page 
1246  of  the  Proceeding^), 

The  amendment  was  read  and  is  as  fol 
lows: 

Amend  Rule  9,  of  “Rules  of  Order”  by 
adding  the  following: 

“By  unanimous  consent  any  Trustee 
may  explain  his  vote  when  his  nkme  is 
called,  but  no  explanation  of  the  vote  of 
any  Trustee  will  be  recorded  in  the 
minutes.” 

Mr.  Eckhart,  seconded  by  Mr.  Gilmore, 
moved  the  adoption  of  the  amendment. 

On  roll-call  the  vote  stood  : Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Russell  and 
Wenter — eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the 
amendment  adopted. 

The  following  is 

RULE  9 OF  “ RULES  OF  ORDER,”  AS 
AMENDED. 

“Rule  9.  Every  member  who  shall  be 
present  when  a question  is  stated  from 
the  Chair  shall  vote  thereon  unless  ex- 
cused by  the  Board,  and  no  member  shall 
be  recorded  as  voting  unless  present 
when  the  roll  is  called.  By  unanimous 
consent,  any  Trustee  may  explain  his 
vote  when  his  name  is  called;  but  no  ex- 
planation of  the  vote  of  any  Trustee  will 
be  recorded  in  the  minutes,” 

ADJOURNMENT. 

On  motion  of  Mr.  Cooley,  seconded 
by  Mr.  Russell,  the  Board  then  ad- 
journed. 

Thomas  F.  Judge,- 
Clerk. 
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PROCEEDINGS 

—OF  THE— 

Board- of  Trustees, 


—OF  THE— 


Sanitary  District  of  Chicago. 


JUNE  7,  1893. 


OFFICIAL  RECORD. 

Published  by  authority  of  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago.) 


REGULAR  MEETING. 

The  one  hundred  and  seventy-third 
regular  meeting  of  the  Board  of  Trus- 
tees of  the  Sanitary  District  of  Chicago 
was  held  in  their  rooms,  Rialto  Building, 
Wednesday,  June  7,  1893,  at  2 o’clock 
P.  M. 

President  Wenter  called  the  Board  to 
order. 

On  roll-call  Messrs.  Altpeter,  Bolden- 
weck,  Cooley,  Eckhart,  Kelly,  Russell 
and  Wenter — seven  (7),  and  subsequently 
Mr.  Gilmore,  making  a total  of  eight  (8) 
members,  were  present. 

MINUTES. 

The  minutes  of  the  regular  meeting, 
held  May  31,  1893,  were  approved  as 


printed,  on  motion  of  Mr.  Kelly,  seconded 
by  Mr.  Boldepweck. 


VOUCHERS. 

The  Clerk  presented  the  following 
vouchers: 

PAY  ROLLS. 


Eng.  Dept.,  Div.  No.  1, 
week  ending  June 

8 18Q3 

Eng.  Dept.,  Div.  No.  2, 
week  ending  June 
3, 1893... 

. 1,313  20 

60  00 

Eng.  Dept.,  Div.  No.  3, 
week  ending  June 
3.  1893 

428  10 

Eng.  Dept.,  Div.  No.  4, 
week  ending  June 
8,  1893 

49  20 

Clerical  Dept.,  office 
roll,  week  ending 
June  3,  1893 

$ 1,860  60 

39  00 

Law  Dept.,  office  roll, 
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week  ending  June 

3,  1893. 39  00 


Total ..  $ 1,928  50 

ENGINEERING  DEPARTMENT. 

Construction  Account-* 

McArthur  Bros.  (Sec. 

3,  June  1,  ’93). $ 614  25 

McArthur  Brrts.  (Sec. 

4,  June  1,  ’93).  . 808  25 

Agnew  & Co.  (Sec.  5, 

June  1,  ’93) 1,748  25 

Agnew  & Co.  (Sec.  6, 

J une  1, ’93)., 1,4^112 

Agnew  & Co.  (Sec.,7, 

May 31,. ’93) 1,363  42^ 

Agnew  & Co.  (Sec.  8. 

May  31. ’93) 4,751  34 

Agnew  & Co.  (Sec.  9, 

May  31,  ’93) 3,339  39 

E.  D.  Smith  & Co.  (Sec. 

10,  May  31,. ’93) 4,096  75 

Mason,  Hoge  & Co. 

(Sec.  11,  May  31, ’93).  4,985  81 

Mason,  Hoge  & Co. 

(Sec.  12.  May  31, ’93)  6.780  13 
Mason,  Hoge  & Co. 

(Sec.  13,  May  31,  ’93)  .13,539  10 
McCormick  Const.  Co. 

(Sec.  14,  June  1,  ’93)  3,213  00 

h.  D,  Conner  <&  Co. 

(Sec.  B.,  May  31,  ’93)  526  60 

Western  JDredgiug 
and  Impt.  Co.(Sec.  C., < 

May  31,  ’93) 670  54 

Streeter  & Kenefick 
(Sec.  E,  May  31,  ’93  ) 3,000  36 

Bicker,  Lee  <fc  Co. 

(Sec.  F.,  May  15, ’93)  746-04 

Bicker,  Lee  & Co. 

(Sec.  F.,  May  31, '93)  1.351  41 

$52,970  76 

ENGINEERING  DEPARTMENT. 


Cameron,  Am  berg  & 

Co.  (stationery) $ 4 66 

E.  Diet zgen Co., (draft- 
ing material) 59  94 

F.  Mayer  & Co.  (blue 

prints) 121  66 

The  Polygraph  Print 
Co  i blue  prints) 19  67 

Geo.  H.  Benedict  & Co. 
(hektograoh  prints)  10  80 

Humphrey  & Hinckley 
( ty  pe  writ  er  exchang- 


Henry  Gebhardt, 

(tables  and  chest) ...  42  60 

Hibbard.  Spencer,  Bart- 
lett & Co.  (hardware)  3 30 

Hibbard.  Spencer, Bart- 
lett & Co.  (hardware)  5 35 

A.  J.  O’Leary,  (repair 
ing  boring  machine)  55  88 

Thos.  Clark  & Sons, 
(alterations  to  rooms)  340  00 

Thos.  Clark  & Sons, 

( alterations  and  plat- 
form)  426  05 

Chicago  Edison  Co. 


(changing  electric 

wires) 45  10 

E.  Baggot,  (changes  in 

plumbing!.- 6 65 

Orne  Electric  Const. 

Co.  (call  bell  system)  17  25 
D.  C.  Dunlap,  (horse 

and  buggy),. 46  00 

A.  M.  Munson,  (rent, 

‘Mt.  Forest) 20  00 

H.  S.  Norton,,  (rent, 

Lemont) 18  00 

O.  W.  Moon,  (rent, 

Lockport) 20  00 

Geo.  Brainard,  (gauge 

reading). 10  00 

Wm.  Kirkham,  (gauge 

reading). 10  00 

Patrick  Me  Ginnis, 

(gauge  reading) 10  00 

Mary  Busk,  (gauge 

reading) 10  00 

Chicago  Toilet  Supply 

Co.  (toweling) 5 40 

Seelig  & Kandler,  (re- 
pairing machine) 2 60 

Thos.  Bagley,  (repair- 
ing row- boat) 3 50 

Alex.  E.  Kastl,  (ex- 
pense)  26  26 

J,  B.  Bohrer,  (expense. 

Sag  Bldg  ).... 42  90 

D.  C.  Dunlap,  (travel- 
ing)  84  77 

A.  C.  Schrader,  (trav- 
eling)  23  95 

G.  W. wood,  (expense)  15  28 
J.  B.  Bohrer, (traveling)  6 34 

Hiram  A.  Miller,  (trav- 
eling)   2 15 

E.  J.  Murphy,  (emer- 
gency).  29  00 

Alex.  E.  Kastl,  (emer- 
gency)  44  13 

Alex.  E.  Kastl,  (emer- 
gency)  41  30 

A.  C.  Schrader,  (emer- 
gency)...-.  6150 

A.  C.  Schrader,  (emer- 
gency)  64  36 

A.  C.  Schrader,  (emer- 
gency)  30  75 

T.  Byan,  (coal,  sum- 
mit office) 1125 


CLERICAL  DEPARTMENT 


Trevor  Spring  Water 


Co.  (ice) 

Warner’s  Towel  Sup- 

$  8 00 

ply  (toweling) 

Hibbard,  Spencer, Bart- 
lett & Co.  (step  lad- 

1  50 

ders) 

S.  D.  Childs  & Co.  (sta- 

1  54 

tionery)  

Cameron,  Amberg.  & 

75 

Co.  (stationery)...., .' 

9 50 

Law  DEPARTMENT. 

S.  A.  Moffett  Co.  (liv- 
ery)  12  00 


$1,810  95 


16  29 
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M.  C.  Coveil  & Sons, 

(livery) 30  00 

Henry  Gebhardt,(  vault 

fittings) 26  50 

$ 68  50 

LAW  DEPARTMENT. 


Land  Account— 

Orrin  N . Carter,  (taxes 
Cook  Co.  acquired 
land) $ 605  06 

GENERAL  ACCOUNT. 

XJhicaqo  Daily  News 
Co.  (advertising 
hldgs.and  machinery)  $ 12  60 

Grand  total $57,412  66 


Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
■weck,  moved  that  the  vouchers,  as  read 
and  shown  above,  be  approved  and  or- 
dered paid. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Russell  and 
Wen  ter — eight  (8).  Nays — None. 

Upon  which  result,  the  President  de- 
clared the  motion  carried,  and  the  vouch- 
ers as  read  and  shown  above,  approved 
and  ordered  paid. 

REQUISITIONS. 

The  Clerk  presented  the  following 
requisition: 

No.  1046,  Clerical  Department, 

(Numbering  Machine  and  Vault 

Fitting) $46  00 

Mr.  Boldenweck,  seconded  by  Mr. 
Eckhart,  moved  that  Requisition  No. 
1046,  for  the  Clerical  Department,  as 
read  and  shown  above,  be  allowed. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Russell  and 
Wenter — eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  Requi- 
sition No.  i046,  for  the  Clerical  Depart- 
ment, as  read  and  shown  above,  allowed. 

WEEKLY  REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report,  in  ac- 
cordance with  the  rules,  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  June  3, 
1893. 

The  same  was  read  and,  by  unanimous  _ 
consent,  was  ordered  printed  and  placed 
on  file. 


The  following  is 

THE  REPORT: 

“Chicago.  June  7,  1893. 

Jo  the  Honorable  the  Board  of  Trustees 
oj  the  Sanitary  District  of  Chicago: 

Gentlemen — I beg  leave  to  report  here- 
with the  number  of  employes  in  each, 
department  for  the  week  ending  June 
3,  1893,  as  the  same  have  been  reported 
to  me  : 


Engineering  Department 108 

Clerical  Department 3 

Treasury  Department. 1 

Law  Department 7 

Total  employes 119 

Respectfully  submitted, 

(Signed)  Thomas  F.  Judge, 


Clerk.” 

MONTHLY  REPORT  FROM  CLERICAL  DE- 
PARTMENT. 

The  Clerk  presented  a report  from  the 
Clerical  Department  for  the  month  of 
May,  1893. 

The  same  was  read,  and  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

THE  REPORT: 

“Chicago,  June  7, 1893. 

To  the  Honorable  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago: 

Gentlemen — I have  the  honor  to  here- 
with report  that  the  total  amount  ex- 
pended on  account  of  and  charged  to  the 
Clerical  Department  during  the  month  of 
May,  was  $1,278.13,  divided  as  follows: 


Salaries $1,188.18 

Stationery.... 27.95 

General  expenses 67.00 


Total $1,278.13 


There  are  no  outstanding  liabilities,  and 
the  expenses  for  the  present  month  will, 
from  present  indications,  be  about  $250. 

The  total  amount  expended  and 
charged  to  the  General  Account  during 
the  month  of  May  was.  $5,708.64, 
divided  as  follows: 


Salaries $5,066.67 

Fittings  Board  Room 163.66 

Printing  and  Stationery ....  246.97 

J anitor Service 80.00 

General  expenses 151.34 


Total $5,708.64 
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There  are  outstanding  liabilities  against 
the  General  Account  to  the  amount  of 
about  §1,000,  and  the  expenses  for  the 
present  month  will  not  exceed  $1,500. 

The  above  figures  include  for  both 
Clerical  and  General  accounts,  the  pay- 
rolls for  both  April  and  May,  which  ac- 
counts for  the  apparent  increase. 

Respectfully  submitted, 

(Signed)  Thos.  F.  Judge, 

Clerk” 


MONTHLY  REPORT  FROM  ENGINEERING 
DEPARTMENT. 

The  Clerk  presented  a report  (ac- 
companied by  classified  statement)  from 
the  Engineering  Department  for  the 
month  of  May,  1893. 

The  same  was  read  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT,  WITH  ENCLOSURES: 

“Chicago,  June  7,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen  — I herewith  transmit  the 
reports  of  Divisions  1,  2 and  3,  showing 
the  detailed  operations  of  the  Engineer- 
ing Department  for  the  month  Of  May, 
including  a table  giving  the  rate  of  prog- 
ress on  the  several  contracts;  also  a clas- 
sified statement  of  expenses  in  the  usual 
form. 

Expenses  for  the  month  of  May  were 
as  follows : 


Contrac tors  estimates $61 , 896. 29 

Pay  rolls. 10.094.05 

Material,  etc 1,163.90 


Total, $73,154.24 


I estimate  that  . the  expenses  of  the 
Department  for  the  month  of  June,  in- 


cluding contractors  estimates,  will  be* 
$85,000. 

Respectfully  submitted. 

(Signed)  Benezette  Williams, 
Chief  Engineer .” 
(Enclosing  classified  statement. ) 


“Chicago,  June  6,  1893. 
Mr.  Benezette  Williams , Chief  Engineer . 

Dear  Sir  — I submit  the  following  re- 
port for  the  month  of  May : 


Pay  rolls $ 6,141.20 

Contractor’s  estimates 61,896.29 

Total .§68,037.49- 


Amount  of  work  done  to  June  1,  1893. 


Sections. 

CUBIC  YARDS. 

Glacial 

Drift. 

Solid 

Rock. 

B,  River  Diversion 

2,22w 

3,261 

17,297 

10.098 

1.000 

27.600 

29.500 

65.500 

39.700 

42.100 
44  200 
19  700 
11,800 

7,500 
48  100 
11.000 

37.700 

19.100 
27  400 

32.600 
2 600 

18,900 
32, *22 
21.000 

C,  River  Diversion 

E,  Main  Channel 

F,  River  Levee 

1,  Main  Channel 

2,  Main  Channel 

*2,  River  Diversion 

3,  Main  Channel 

4,  Main  Channel 

5,  Mam  Channel 

6,  Main  Channel 

7,  Main  Channel 

3.020 

7,640 

3.350 

46.430 

13.800 
4.690 

15,180 

38,240 

56,990 

4.810 

91.800 
114,400 

33,200 

7,  River  Diversion 

8,  Main  Channel 

8,  River  Diversion 

9,  Main  Channel 

9,  River  Diversion 

10,  Main  Channel 

10,  River  Diversion 

11,  Main  Channel 

11,  River  Diversion 

12,  Main  Channel 

13,  Main  Channel 

14,  Main  Channel 

Totals 

572.702 

433,550 

Total  amount  of  material  moved  to 
June  1,  1893: 

Cubic  Yards. 

Main  Channel,  Glacial  Drift 400,019 

Main  Channel,  Solid  Rock 331,749 

River  Diversion,  Glacial  Drift. . . 172,683 
River  Diversion,  Solid  Rock 101,810 

Total  amount  of  estimates 
paid  previous  to  June  1,  ’93. $873, 02 1.24 
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CONDITION  OF  WORK  JUNE  1,  1893. 


Section. 


1.. 

2.. 

3.. 

4.. 

5.. 

6.. 

7.. 

8.. 

9.. 
10.. 
11.. 

12.. 

13.. 

14.. 


Contractor. 

Total  amount  ! 
done  June  1,  ! 
1893. 

Av.  monthly 
amt.  called  1 
for  in  con- 
tract. 

Total  amount  i 
required  to  1 
be  done 
June  1,  1893. 

1 Amount  short 
as  per  c on- 
tract  June  1, 
| 1893. 

Alfred  Harlev 

$ 270 

$ 20.867 

$ 57.384 

$ 57,114 

McArthur  Bios’ 

15,988 

15,611 

62,445 

46,457 

McArthur  Bros 

17.685 

18,983 

113  898 

96,213 

McArthur  Bros 

10,719 

15,780 

78,902 

68,183 

Agnew  & Co 

11,367 

12,476 

56,142 

44,775 

Agnew  <fc  Co 

11.934 

14,233 

64,050 

52,116 

Agnew  & Co 

16,025 

17.816 

80,173 

64,148 

Agnew  & Co 

51.667 

22,760 

136,561 

84,894 

Agnew  & Co 

26,881 

19.348 

116.088 

89,207 

E.  D.  Smith  & Co 

64,361 

23,291 

139.748 

85,387 

Mason,  Hoge  & Co 

59.625 

19.395 

116.372 

56.747 

Mason,  Hoge  & Co....  : 

8,469 

18,781 

112  688 

34.219 

Mason,  Hoge  & Co 

94,048 

18,461 

110,768 

16J20 

McCormick  Constr’n  Co. 

28,436 

19,846 

119,078 

90,642 

Totals 

$ 477,475 

$1,364,297 

$ 886.822 

Total  amount  required  to  be  done  June  1st,  1893 $1,864,297 

Total  amount  done  June  1st,  1893 477,475 

Amount  short  as  pet  contract  June  1st,  1893 $ 886  822 


FORCE  REPORT— DAILY  AVERAGE. 


Section  A . 
Section  B. 
Section  C. . 
Section  D . 
Section  E . 
Section  F. 
Section  1 . 
Section  2. 
Section  3. 
Section  4 . 
Section  5. 
Section  6. 
Section  7. 
Section  8. 
Section  9 
Section  10, 
Section  11 
Section  12 
Section  13, 
Section  14 


Section. 


2 

21 

19 

60 

82 

8 

29 

4 

80 

28 

17 

17 

87 

126 

96 

218 

161 

169 

233 

62 


1419 


Teams. 

Bteam 

Shovel. 

Locomo- 
tives. | 

Steam 

Pumps. 

GO 

a3 

S g 

!! 

CO 

Clian- 

nelers. 

Steam 

Drills. 

co 

.2 

dji-M 

$ 

n 

1 Oable- 
| ways. 

1 Cantilever 
| Derrick.  1 

1 Air  Com  ; 
pressor,  j 

.15 

1 

1 

l 

39 

10 

6 

1.4 

.8 

.2 

2 

.8 

9 

.4 

3 

4 
4 

6 

14 

11 

19 

9 

.5 

.5 

.8 

2 

3 

.4 

2 

2 

4 
1 
2 
1 

.5 

.... 

2 

i 

2 

1 

2 

3 

3 
5 

4 

.8 

4 

2 

4 

4 

7 

7 

8 
3 

1 

2 

.9 

2 

1 

2 

2 

.8 

“is 

.9 

.3 

1 

1.5 

138.95 

1.3 

.7 

20.2 

2 

20.8  39 

18.0'  .8 

.9 

2.8 

Total  8. 
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Besides  the  usual  routine  work  of  the 
Divisions — such  as  cross-sectioning,  run- 
ning grades  and  levels,  copying  and 
checking  notes,  making  semi-monthly  es- 
timates and  superintending  work — the 
Summit  Division  has  been  engaged  on 
the  location  of  the  new  route  between 
Summit  and  Robey  street,  and  survey  of 
the  drainage  area  running  into  the  Des- 
piaines  River  • north  of  Sections  D,  E 
and  F. 

Land  survey  by  the  Sag  Division  and 
continuation  of*  the  cross-sectioning  for 
glacial  drift  and  rock  on  the  west  route 
between  Lockport  and  Joliet  by  the 
Lockport  Division.  This  division  in- 
cludes the  Schrader  party  and  additional 
temporary  help.  It  will  probably  take 
to  the  middle  of  June  to  complete  the 
west  route  field  work. 

The  plants  of  the  contractors  although 
having  been  increased  during  the  month 
are  now  far  from  sufficient,  on  most  sec- 
tions, to  carry  out  the  conditions  of  the 
contract. 

The  number  of  men  and  teams  have 
been  doubled,  and  a great  many  build- 
ings erected  on  Section  F.  The  main 
force  is  at  work  on  levee  north  of  the 
Santa  Fe  Railway  and  west  of  the  Des- 
plaines  River;  the  balance  is  making 
grade  for  track  from  the  Alton  Road 
across  the  section . Several  cars  of  ma- 
terial and  one  locomotive  for  this  section 
are  on  side-track  at  Summit. 

On  Section  E the  work  so  far  is  being 
done  by  wheel  scrapers. 

On  May  31  one  steam  shovel  began 
work  on  Section  D,  attended  by  two  loco- 
motives. There  is  also  one  steam  shovel 
and  two  locomotives  on  the  work  besides, 
not  in  operation. 

On  Section  C work  is  being  done  on 
River  Diversion  by  one  steam  shovel. 

On  Section  B work  is  being  done  by 
wheel-barrows,  while  the  plant  consist- 
ing of  one  steam  shovel  and  cable- way  is 
being  placed  in  position. 

No  work  is  being  done  on  Section  A, 
as  it  is  mostly  under  water. 

On  Section  1 a levee  is  being  built;  con- 
nection is  being  *nade  with  the  Canal  for 
drainage  purposes,  and  plant  is  arriving. 

No  work  done  on  Section  2 and  but 
little  work  has  been  done  on  Sections  3 
and  4 with  the  plant  at  hand. 

An  improvement  has  been  made  on 
Sections  5 to  9 inclusive  in  the  way  of 
plant  and  force. 


The  work  on  Section  10  has  been  large- 
ly increased  during  the  month. 

Mason;  Hoge  & Co.  are  reducing  the 
amount  short  in  quantity  of  work. 

, Additional  machinery  is  reported  on 
the  way  in  shape  of  cantilever  material. 

Section  14  doubled  the  amount  of  work 
in  May  over  the  month  of  April.  A cable- 
way  for  handling  material  is  being; 
erected. 

Very  truly  yours, 

(Signed)  D.  C.  Dunlap, 

Assistant  Chief  Engineer” 


“Chicago,  June  6,  1893. 
Mr.  Benezette  Williams , Chief  Engineer: 

Dear  Sir— 1 he  work  of  Division  2 for 
the  month  of  May  was  as  follows: 

Progress  was  made  on  arrangement  of 
papers  pertaining  to  Illinois  river  floods. 

The  work  of  reducing  notes  and  per- 
fecting plats  pertaining  to  the  survey  of 
street  lines  adjacent  to  Chicago  River 
was  continued. 

The  study  and  preparation  of  plans 
pertaining  to  regulating  works  in  Main 
Channel  near  Lockport  was  undertaken. 

A survey  was  made  of  a line  extending 
from  the  Desplaines  Rivqr  to  the  North 
Branch  of  Chicago  River,  westward  from 
the  junction  of  the  two  forks  of  the  North 
Branch. 

The  maintenance  and  records  of.  the 
water  gauges  were  continued. 

The  preliminary  plat  of  the  survey 
near  head  waters  of  the  North  Branch 
was  finished. 

The  work  for  June  will  be  a continua- 
tion of  that  for  May,  and  the  expense- 
will  be  at  about  the  same  rate. 

Respectfully, 

(Signed)  Thos.  T.  Johnston, 

First  Principal  Assistant  Engineer.” 


“ Chicago,  June  5, 1893. 
Benezette  Williams,  Esq.,  Chief  Engineer!' r 
Dear  Sir  — I herewith  submit  the  re- 
port of  Division  3 for  the  month  of  May, 
1893. 

Maps  were  prepared  for  the  new  right 
of  way  between  Summit  and  Chicago, 
and  descriptions  of  the  boundaries  of  the 
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ordinance  defining  the  new  location  were 
made. 

The  land  survey  party,  which  was 
transferred  from  Division  2,  began  the 
location  of  the  corners  of  the  tracts  of 
land  in  the  right  of  way  between  the 
range  line  at  Summit  and  Robey  street. 

The  platting  of  the  street  lines  on  the 
Chicago  River  maps  was  continued,  all  of 
the  survey  notes  locating  these  lines  hav- 
ing been  received. 

Platting  on  the  Sanitary  District  map, 
and  platting  and  inking  on  the  water- 
shed map  were  continued.  The  main 
part  of  the  platting  on  these  two  maps 
has  been  done. 

The  inking  was  finished  on  the  sewer- 
age map,  and  the  platting  on  the  topo- 
graphical maps  from  Lake  Michigan  to 
Joliet  was  continued. 

During  the  month  of  June  it  is  pro- 
posed to  locate  the  land  corners  east  of 
Summit,  to  make  the  descriptions  for  the 
new  right  of  way,  and  to  continue  the 
platting  and  inking  on  the  several  maps 
which  are  being  drawn. 

Very  respectfully, 

(Signed)  Edgar  Williams, 

Second  Principal  Assistant  Engineer” 

MONTHLY  REPORT  FROM  TREASURY  DE- 
PARTMENT. 

The  Clerk  presented  a report  from  the 
Treasury  Department  for  the  month  of 
May,  1893. 

The  same  was  read,  and  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT : 

“Balance  on  hand  at  date 
ot  last  report - $2,594,195.06 

Received  from  County 
Treasurer,  Tax  Ac- 


count  1892 

150,000  00 

Received  from  Engi- 
neering Department, 
Maps  sold 

93  00 

Received  from  National 
Bank  of  Illinois,  inter- 
est for  May 

1,100  20 

Received  from  Metro- 
politan National  Bank, 
interest  for  May 

1.068  11 

Received  from  Ft.  Dear- 
born National  Bank, 
interest  for  May 

1,063  99 

Received  from  Chicago 
National  Bank,  inter- 
est for  May 

1,115  38 

I Received  from  Ameri- 
can Trust  and  Savings 
Bank,  interest  for 
May $1,349  70 


Total  cash  received  for 
month 

Total  cash  disbursed 
during  month  as  per 
annexed  schedules, 
viz: 


Clerical  Department $ 643  78 

Treasury  Department.  166  66 

Engineering  Departm’t.  11,260  00 

Engineering  —Construc- 
tion-Department   58,742'  25 

Law  Department 4,203  24 

Law  Departments— Land 
Account 49,959  75 

General  Account 4,811  78 


5 155,789  38 


$2,749,984  43 


$129,787  46 


Balance  this  date,  in 
banks  as  per  schedule 

endorsed  hereon  $2,620,196  97 


(Signed)  MELVLLLE  E.  STONE, 

Treasurer . 

Chicago,  June  3, 1893.” 

SCHEDULE : 


Fort  Dearborn  National  Bank $ 501,122  08 

Chicago  National  Bank ‘525,638  08 

Metropolitan  National  Bank 503,859  95 

National  Bank  of  Illinois 501,962  61 

American  Trust  and  Savings  Bank.  587,614  25 


Total .82,620,196  97 


MONTHLY  REPORT  FROM  SANITARY  IN- 
SPECTOR. 

The  Clerk  presented  a report  from  the 
Sanitary  Inspector  for  the  month  of 
May,  1893. 

The  same  was  read  and,  by  unanimous 
consent,  was  ordered  printed  and.  placed 
on  file. 

The  following  is 

THE  REPORT: 

“Chicago,  June  6,  1893. 

To  the  Honorable  the  Board  of  Trustees ' 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — During  the  month  of  May 
the  new  camps  along  the  drainage  chan- 
nel have  been  located,  extending  from 
the  Summit  to  Willow  Springs.  The 
sites  selected  are  on  the  banks  of  the  old 
canal  where  we  are  able  to  get  sufficient 
elevation  1 6 insure  most  thorough  drain- 
age. Building  is  progressing  rapidly, 
and  the  contractors  are  paying  strict  at- 
tention to  the  requirements  of  the  law  in 
regard  to  making  ample  provision  for 
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sufficient  air-space  and  ventilation  in  the 
sleeping  apartments.  Wells  are  being 
sunk  of  sufficient  depth  to  insure  an 
abundant  supply  of  wholesome  water, 
and  various  suggestions  in  regard  to  the 
proper  sanitation  of  the  camps  are  being 
complied  with.  The  health  of  the  em- 
ployes has  been  exceptionally  good,  and 
although  the  hospital  has  been  open  dur- 
ing the  past  month  for  the  reception  of 
all  cases  that  require  medical  or  surgical 
treatment,  there  has  been  but  a small 
number  that  required  attention,  and 
those  cases  not  of  a serious  character.. 
Owing  to  numerous  causes  of  delay  the 
working  force  on  the  several  sections  has 
not  been  up  to  its  full  capacity.  In  con- 
sequence of  this  condition,  I have  de- 
layed revaccinating  the  employes,  deem- 
ing it  best  to  wait  until  the  force  em- 
ployed is  much  larger  than  at  present 
when  it  can  be  done  in  a more  thorough 
manner  than  doing  it  at  this  time  would 
insure.  I expect  to  accomplish  it  during 
the  month  of  July. 

Most  respectfully  submitted, 
(Signed)  Wm.  Martin,  M.  D. 

. Sanitary  Inspector .” 

RESIGNATION  OF  CHIEF  ENGINEER. 

The  Clerk  presented  a communication 
from  Chief  Engineer  Williams,  tender- 
ing his  resignation  as  Chief  Engineer  of 
of  the  District;  and  the  same  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Bolden- 
weck,  moved  that  the  resignation  of  Mr. 
Benezette  Williams,  as  Chief  Engineer 
of  the  District,  just  read,  be  accepted, 
to  take  effect  at  once. 

On  roll-call  the  vote  stood:  Yeks — 
Messrs.  Altpeter,  Bolden  week,  Cooley, 
Eckhart,,  Gilmore,  Kelly,  Russell  and 
Wenter — eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  resig- 
nation of  Mr.  Benezette  Williams,  as 
Chief  Engineer  of  the  District,  just  read, 
accepted,  to  take  effect  at  once. 

The  following  is 

THE  COMMUNICATION: 

“Chicago,  June  7,  1893. 

To  the  Board  of  Trustees  oj  the  Sanitary 

District  of  Chicaqo: 

Gentlemen — I hereby  tender  my  resig- 
nation as  Chief  Engineer  of  the  Sanitary 
District. 

Respectfully  submitted, 

(Signed)  Benezette  Williams, 
Chief  Engineer” 


SUSPENSION  OF  RULES  FOR  THE  APPOINT- 
MENT OF  CHIEF  ENGINEER. 

Mr.  Kelly,  seconded  by  Mr.  Bolden- 
week,  moved  that  the  rules  of  the  Board 
be  suspended,  in  order  to  proceed  to  the 
election  of  a Chief  Engineer. 

On  roll- call  the  wote  stood:  Yeas — 
Messrs.  Altpeter,  Bolden  week,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Russell  and 
Wenter— eight  (8).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  rules 
of  the  Board  suspended,  in  order  to  pro- 
ceed to  the  election  of  a Chief  Engineer. 

ELECTION  OF  CHIEF  ENGINEER. 

Mr.  Kelly,  seconded  by  Mr.  Bolden- 
week,  moved  that  Mr.  Isham  Randolph 
be  appointed  Chief  Engineer  of  the  Sani- 
tary District  of  Chicago,  vice  Mr.  Bene- 
zette Williams,  resigned,  said  appoint- 
ment to  take  effect  at  once. 

On  roll-call  the  vote  stood  : Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Russell  and 
Wenter— eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  Mr. 
Isham  Randolph  duly  appointed  Chief 
Engineer  of  the  Sanitary  District  of  Chi- 
cago, vice  Mr.  Benezette  Williams  re- 
signed, said  appointment  to  take  effectat 
once. 

ANNUAL  REPORT  OF  CHIEF  ENGINEER  FOR 

1892. 

Mr.  Cooley,  Chairman,  presented  a 
report  from  the  Joint  Committee  on 
Engineering  and  Finance,  with  reference 
to  and  accompanied  by  the  annual  re- 
port of  the  Chief  Engineer  for  1892,  pre- 
sented and  referred  to  that  Committee  at 
the  meeting  held  January  25th,  1893, 
(page  1007  of  the  Proceedings) ; and  the 
report  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  adopted,  or- 
dered printed  and,  with  enclosure,  placed 
on  file. 

On  roll-call  the  vote  stood:  Yeas— 

Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Russell  and 
Wenter— eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  report 
adopted,  ordered  printed  and,  with  en- 
closure, placed  on  file. 
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June  7,J 

The  following  i£ 

THE  REPORT : 

“Chicago,  June  7,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago." 

Gentlemen — In  regard  to  the  Annual 
Report  of  the  Chief  Engineer,  referred 
to  the  Joint  Committee  on  Engineering 
and  Finance  on  January  25,  1«93,  your 
Committee  reports  as  follows: 

The  report  for  the  most  part  is  in  the 
nature  of  information.  Several  matters 
are  therein  discussed  which  have  since 
been  disposed  of  by  the  Board,  and  sev- 
eral other  questions  have  been  specially 
referred  to  Committees. 

The  question  of  certain  surveys  for 
maps  was  reported  by  this  Committee  on 
February  8,  1893  (page  1048),  and  the 
surveys  authorized.  The  route  and  the 
treatment  thereof  between  Chicago  and 
Summit  has  been  determined  and  the 
matter  of  the  disposition  of  the  water  be- 
tween Lockport  and  Joliet  awaits  alter- 
native plans.  The  question  of  change  of 
grade  of  channel  has  been  referred  to 
the  Joint  Committee  on  Engineering  and 
Judiciary,  and  certain  matters  pertain- 
ing to  floods  to  the  Engineering  Com- 
mittee. 

The  question  of  organization  has  been 
taken  under  advisement  by  the  Joint 
Committee  on  Rules  and  Engineering, 
and  it  is  recommeiided  that  it  be  contin- 
ued in  the  charge  of  this  Committee  until 
•conclusions  are  reached . 

As  the  several  matters  contained  in  the 
annual  report  are  virtually  disposed  of, 
■or  otherwise  provided  for,  this  Commit- 
tee returns  the  same  with  the  recommen- 
dation that  it  be  placed  on  file. 

Very  respectfully  submitted, 
^Signed)  L.  E.  Cooley, 

Chairman. 
W.  H.  Russell, 
Thomas  Kelly, 

B.  A.  Eckhart, 

Wm.  Bolden weck, 
John  J.  Altpeter. 

■Joint  Committee  on  Engineering  and 

Fin<mce.‘> ’ 

-ASSISTANT  * ENGINEERS  NOT  CONFIRMED. 

Mr.  Cooley,  Chairman,  presented  a re- 
port from  the  Joint  Committee  on  En- 
gineering and  Finance,  with  reference  to 


the  nomination  of  Messrs.  L.  J.  Myers 
and  T.  F.  Richardson  as  Assistant  En- 
gineers, presented  to  the  Board  for  con- 
firmation and  referred  to  that  Committee 
at,  the  meeting  held  March  8th,  1893, 
(page  1090  of  the  Proceedings);  and  the 
report  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  adopted,  or- 
dered printed  and  placed  on  rile,  and 
the  recommendations  made  therein  con- 
curred in. 

The  motion  prevailed  ‘unanimously, 
and  it  was  so  ordered. 

The  following  is 

the  report: 

“Chicago,  June  7,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — In  regard  to  Assistant 
Engineers  L.  J.  Myers  and  T.  F.  Rich- 
ardson, whom  the  Chief  Engineer  I'omi- 
nated  to  the  Board  for  confirmation  on 
March  8th,  1893,  (page  1090  of  the  Pro- 
ceedings) said  nominations  being  referred 
to  this  Committee,  and  which  the  Com- 
mittee failed  to  report  back  on  March 
15th,  1893,  (page  1104  of  the  Proceed- 
ings) the  Committee  reports  back  as  fol- 
lows: 

In  view  of  the  fact  that  the  Chief  En- 
gineer withdrew  the  names,  presumably 
by  consent  of  the  Board,  by  letter  of  May 
10th,  1893,  (page  1216)  and  substituted 
other  names  which  were  referred  to  an- 
other Committee,  there  ^eerns  to  be  no 
occassion  for  any  further  action  in  the 
premises. 

Very  respectfully  submitted, 

(Signed)  L.  E.  Cooley, 

Chairman. 

B.  A.  Eckhart, 

Wm.  Boldenweck, 
Thomas  Kelly, 

W.  H.  Russell, 

John  J.  Altpeter, 

Joint  Committee  on  Engineering  and 

Finance .” 

monthly  report  of  engineering  de- 
partment FOR  DECEMBER,  1892. 

Mr.  Cooley,  Chairman,  presented  a re- 
port from  the  Committee  on  Engineering 
with  reference  to  and  accompanied  by 
the  monthly  report  of  the  Engineering 
Department,  for  the  month  of  December, 
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1892,  presented  and  referred  to  that  Com- 
mittee at  the  meeting  held  January  25, 

1893,  (page  1000  of  the  Proceedings);  and 
the  report  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Bolden- 
weck,  moved  that  the  report  be  adopted, 
ordered  printed  and  placed  on  file,  and 
the  recommendations  made  therein  con- 
curred in. 

The  motion  prevailed  unanimously 
and  it  was  so  ordered. 

The  following  is 

THE  REPORT : 

“Chicago,  June  7, 1893. 

To  the  Honorable  the  Board  of  the  Trus- 
tees of  the  Sanitary  District  of  Chicago: 

Gentlemen— In  the  matter  of  the 
monthly  report  of  the  Engineering  De- 
partment, referred  to  this  Committee  on 
Japuary  25th,  1893,  (page  1000  of  the 
Proceedings)  the  same  is  herewith  re- 
turned without  recommendation. 

The  occasion  of  its  reference  has  been 
fully  covered  in  subsequent  orders  and 
reports.  The  report  is  herewith  returned 
for  filing. 

Very  respectfully  submitted, 

(Signed)  L.  E.  Cooley, 

Chairman . 
Wm.  Bolden weck, 
Thos.  Kelly, 

W.  H.  Russell, 

John  J.  Altpeter, 
Committee  on  Engineering 

general  form  for  contract,  adver- 
tisement AND  PROPOSAL. 

Mr.  Cooley,  Chairman,  presented  a re- 
port from  the  Committee  on  Engineer- 
ing, with  reference  to  and  accompanied 
by  a general  form  of  contract,  advertise- 
ment and  proposal,  presented  and  re- 
ferred to  that  Committee  and  the  Attor- 
ney, at  the  meeting  held  March  15,  1893, 
(page  1101  of  the  Proceedings);  and  the 
report  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Bolden- 
weck,  moved  that  the  report  be  adopted, 
ordered  printed  and,  with  enclosures, 
placed  on  file  and  the  recommendations 
made  therein  concurred  in. 

The  motion  prevailed  unanimously, 
and  it  was  so  ordered. 


The  following  is 

the  report  : 

“Chicago,  June  7,  1893. 

To  the  Honorable  the  Board  of  Trustees- 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — In  regard  to  a “general! 
form  for  contract,  as  also  general  form, 
for  advertising  for  proposals,  and 
blank  proposals  themselves,  to  be- 
used  in  contracting  miscellaneous- 
work  for  the  Sanitary  District,5' 
submitted  by  the  Chief  Engineer  on 
March  15  (page  1101  of  the  Proceedings)., 
and  referred  to  the  Committee  on  Engi- 
neering, in  conjunction  with  the  Attor- 
ney, the  Committee  reports  as  follows: 

The  Attorney  has  examined  the  form 
proposed.  It  is  concluded  that  the  mat- 
ter will  be  useful  for  reference  and 
should  be  filed,  but  that  there  is  not,  at 
the  present  time,  such  a prospect  for  a 
number  of  small  contracts  as  to  require 
the  printing  of  a general  form  or  such 
likelihood  of  their  similarity  as  to  make 
such  a form  of  general  applicability. 

The  proposed  form  is  returned  here- 
with for  filing. 

Very  respectfully  submitted, 
(Signed)  L.  E.  Cooley, 

Chairman.. 
Wm.  Bolden weck^ 
Thos.  Kelly, 

W.  H.  Russell. 

John  J.  Altpeter, 
Committee  on  Engineering." 

assistant  engineers  not  confirmed.. 

Mr.  Cooley,  Chairman,  presented  a re- 
port from  the  Committee  on  Engineering 
with  reference  to  the  nomination  of 
Messrs.  G.  \V.  Wood  and  J.  B.  Rohrer  as 
Assistant  Engineers,  presented  to  the 
Board  for  confirmation  and  referred  to 
that  Committee  at  the  meeting  held  May 
10,  1893,  (page  1216  of  the  Proceedings);-, 
and  the  report  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Russell., 
moved  that  the  report  be  adopted,  or- 
dered printed  and  placed  on  file,  and  the 
recommendations  made  therein  con- 
curred in. 

The  motion  prevailed  unanimously, 
and  it  was  so  ordered. 
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The  following  is 

the  report: 

“ Chicago,  June  7, 1893. 

To  the  Honorable  the  Board  of  Imstees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— In  regard  to  the  confirm- 
ation of  Sub-Assistant  Engineers  G.  W. 
Wood  and  J.  B.  Rohrer,  nominated  for 
the  position  of  Assistant  Engineer  by  the 
Chief  Engineer  on  May  10th,  (page  1216 
of  the  Proceedings)  and  referred  to  the 
Committee  on  Engineering,  the  Commit- 
tee reports  back  as  follows: 

The  matter  of  reorganizing  the  Engin- 
eering Department  has  been  pending  for 
some  time,  and  the  Committee  on  Rules 
and  the  Joint  Committee  on  Rules  and 
Engineering  have  made  certain  recom- 
mendations which  are  now  before  the 
Board.  Your  Committee  concludes  that 
any  action  looking  toward  the  confirma- 
tion of  Assistant  Engineers  at  this  time 
might  be  a source  of  further  embarass- 
ment,  and  therefore  recommends  that  the 
names  be  referred  back  to  the  Engineer- 
ing Department  without  prejudice 

The  Committee  is  persuaded  that  the 
interests  of  the  service  will  not  suffer 
thereby,  and  furthermore,  that  appoint- 
ments should  be  governed  by  the  new 
rules  now  pending,  after  the  same  shall 
be  adopted.  It  occurs  to  the  Committee 
that  men  of  the  greatest  maturity  and 
experience  should  be  assigned  to  duty  as 
resident  engineers  on  construction  and 
that  the  work  about  the  office,  being  un- 
der the  immediate  eye  of  superiors  can 
be  done  with  men  of  lower  grade. 

Very  respectfully  submitted, 
(Signed)  L.  E.  Cooley, 

Chairman . 
Wm.  Boldenweck, 
Thomas  Kelly, 

W.  H.  Russell, 

John  J.  Altpeter, 
Committee  on  Engineering .” 

FILLING  OF  CHICAGO  RIVER  AT  JACK- 
SON  STREET. 

Mr.  Cooley,  Chairman,  presented  a re- 
port from  the  Committee  on  Engineering, 
(accompanied  by  a letter  from  City  Engi- 
neer Artingstall)  with  reference  to  and 
accompanied  by  a report,  with  enclosures, 
from  the  Chief  Engineer  and  letter,  with 
enclosures,  from  Captain  Marshall,  U.  S. 
A.,  concerning  the  filling  of  the  Chicago 
River  near  Jackson  stree.t  bridge,  pre- 


sented and  referred  to  that  Committee  at 
the  meetings  held  April  29th,  May  3rd 
and  May  24th,  1893,  (pages  1198,  1206  and 
1244  of  the  proceedings);  and  the  report 
and  the  accompanving  letter  of  the  City 
Engineer  were  read. 

Mr.  Cooley,  seconded  by  Mr.  Kelly., 
moved  that  the  report  be  adopted,  and, 
with  the  accompanying  letter  of  the  City 
Engineer,  ordered  printed,  and , with  all, 
enclosures  placed  on  file. 

On- roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley* 
Eckhart,  Gilmore,  Kelly,  Russell  and 
Wenter — eight  (8).  Nays— None. 

Upon  which  result  the  President  de- 
dared  the  motion  carried,  the  report 
adopted,  and  with  the  accompanying  let- 
ter of  the  City  Engineer,  ordered  printed 
and  with  all  enclosures  placed  on  file. 

The  following  is. 

the  report  with  accompanying  let- 
ter: 

“Chicago,  June  7,  1893, 

To  the  Honorable , the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago  : 

Gentlemen— In  respect  to  the  filling 
at  the  Jackson  street  bridge,  to  wliich 
the  attention  of  the  Board  was  called  on 
April  29th,  1893,  (page  1198  of  the  Pro- 
ceedings) by  the  Chief  Engineer,  and 
which  was  referred  to  this  Committee 
with  power  to  act,  and  in  regard  to 
which  the  Committee,  in  conjunction 
with  the  Engineer  and  Attorney,  were 
further  instructed  on  May  3rd,  (page 
1208),  the  Committee  reports  as  follows: 

The  site  of  the  filling  has.  been  exam- 
ined by  members  of  the  Committee  and 
the  Assistant  Engineer,  who  examined 
and  reported  in  the  premises,  has  been 
heard.  By  request  of  the  Chairman, 
Capt.  Dunham,  of  the  Vessel  Agents  As- 
sociation, has  examined  the  situation. 
The  Chairman  has  also  received  a letter 
from  Samuel  G.  Artingstall,  City  Engi- 
neer. which  is  transmitted  herewith. 

From  all  the  information,  it  appears 
that  the  pier,  or  draw  rest,  and  the 
ground  enclosed  thereby,  were  removed 
during  the  time  the  tunnel  was  under 
construction  between  Jackson  and  Van 
Bur*n  streets,  and  that  the  present  work 
is  designed  to  restore  the  condition  exist- 
ing prior  to  the  construction  of  said  tun- 
nel. 

It  is  understood  that  the  use  of  the 
draw  spaces  at  Jackson  and  Van  Buren 
streets  is  the  subject  of  an  agreement 
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between  the  city  and  the  Pennsylvania 
Railway  Company,  which  grew  out  of 
the  construction  of  the  bridges  at  these 
two  streets. 

The  President  has  called  the  attention 
of  Capt.  W.  L.  Marshall,  U.  S.  Engineer 
Corps,  to  the  matter,  and  his  reply  was 
received  on  May  24th,  (see  page  1245)  arid 
referred  to  this  Committee.  It  appears 
that  the  removal  of  the  pier,  and  the 
subsequent  restoration,  now  going  on,  is 
without  his  official  cognizance  and  sanc- 
tion. 

It  is  doubtful  if  the  Sanitary  District 
has  any  proper  6ccasion  for  action  at  this 
time,  or  that  the  present  legal  status  of 
the  matter  is  materially  different  from 
what  it  was  before  the  pier  was  removed, 
or  from  what  it  will  be  when  fully  re- 
stored. The  U.  S.  Engineer  Office  has 
taken  the  matter  under  advisement,  in 
the  interests  of  navigation,  and  can  be 
relied  on  to  do  whatever  may  be  expedi- 
ent at  this  time.  The  Committee  con- 
cludes therefore  to  report  the  matter 
back  without  action. 

As  the  letter  of  the  City  Engineer,  the 
report  of  the  Assistant  Engineer  and  the 
enclosures  with  Capt.  Marshall’s  letter 
contain  matter  of  public  interest,  they 
are  appended  hereto. 

Very  respectfully  submitted, 
(Signed)  L.  E.  Cooley, 

Chairman. 
Wm.  Boldenweck, 

W.  H.  Russell. 
Thomas  Kelly, 

John  J.  Altpeter, 
j Committee  on  Engineering .” 

“ Chicago,  June  5,  1893. 

L.  E.  Cooley , Esq.,  Sanitary  District  of 

Chicago : 

Dear  Sir  — In  reply  to  yours  relating 
to  the  filling  now  being  done,  under  pro- 
tection, south  of  Jackson  street  bridge, 
the  filling  does  not  cover  any  new 
territory.  When  the  Tunnel  Company 
opened  a temporary  channel  on  the  west 
side  of  the  river  in  the  fall  of  1891,  the 
City  of  Chicago  required  them  to  replace 
this  filling  and  the  protection  exactly  as 
it  existed  before  work  was  commenced, 
and  exacted  a bond,  (which  is  in  ex- 
istence) for  the  faithful  performance  of 
this  work. 

Yours  truly, 

(Signed)  Samuel  G.  Artingstall, 
City  Engineer.” 


COST  OF  SERVICE  BOAT. 

Mr.  Cooley,  Chairman,  presented  a re- 
port from  the  Committee  on  Engineering, 
accompanied  by  enclosure  from  the  Chief 
Engineer,  in  response  to  an  order  adopted 
at  the  meeting  held  May  3,  1893,  (page 
1206  of  the  Proceedings),  directing  that 
Committee  and  the  Chief  Engineer  to 
ascertain  and  report  the  cost  of  a ‘‘Serv- 
ice Boat”  for  the  use  of  the  District;  and 
the  report  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Bolden- 
weck, moved  that  the  report  be  adopted, 
ordered  printed  and  placed  on  file,  and 
the  recommendations  made  therein  con- 
curred in. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Gilmore,  Russell  and  Wenter — six  (6). 
Nays— Messrs.  Eckhart  and  Kelly-two  (2). 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  prijited  and  placed  on 
file,  and  the  recommendations  . made 
therein  concurred  in. 

The  following  is 

THE  REPORT  WITH  ENCLOSUERE : 

“Chicago,  June  7,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago  ;j 

Gentlemen— In  regard  to  a suitable 
service  boat,  referred  to  this  Committee 
in  conjunction  with  the  Chief  Engineer 
with  instructions  to  ascertain  and  report 
the  cost  of  same  at  the  meeting  held  May 
3,  1893  (page  1206  of  the  Proceedings),  the 
Committee  reports  as  follows: 

The  Engineering  Department  has  in- 
vestigated the  matter,  -and  the  informa- 
tion to  date  is  contained  in  the  letter 
transmitted  herewith.  It  appears  that  a 
boat  adapted  to  the  uses  required  of  it 
can  be  had  inside  of  five  thousand  ($5,000) 
dollars,  and  that  it  can  be  delivered  in 
four  or  five  weeks  after  an  order  is  given. 

The  Committee  recommends  that  spe- 
cific plans  and  estimates  be  received  with 
a view  to  the  purchase  of  a suitable  boat, 
and  that  the  same  be  reported  to  the 
Board  as  soon  as  practicable,  and  that 
meantime  the  Committee,  in  conjunction 
with  the  Chief  Engineer,  continue  the 
same  under  advisement. 

Very  respectfully  submitted, 
(Signed)  L.  E.  Cooley, 

Chairman 
W.  H.  Russell, 

Wm.  Boldenweck, 
John  J.  Altpeter, 
Committee  on  Engineering” 
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(ENCLOSURE.) 

“Chicago,  June  6,  1893. 
Mr.  Benezette  Williams,  Chief  Engineer: 

Dear  Sir — I herewith  submit  a report 
of  the  information  I have  gathered  con- 
cerning a service  boat  for  the  District.  I 
have  communicated  with  all  the  boat 
builders  in  this  vicinity  and  find  that 
they  generally  agree  that  the  dimensions 
should  be  50  feet  in  length  by  10  foot 
beam,  with  a draft  of  about  32  to  34 
inches.  A boat  of  this  character  would 
be  secure  enough  for  Lake  Michigan,  and 
yet  light  enough  to  make  investigations 
on  the  rivers  and  streamsconnected  with 
the  work  of  the  Sanitary  District. 

I have  had  in  mind  the  fact  that  such 
investigations  might  take  place  in  bad 
weather,  and  therefore  some  protec- 
tion from  r&in  and  storms  should  be  pro- 
vided for  passengers.  The  boat  should 
therefore  have  a cabin  entirely  enclosed, 
and  as  a matter  of  economy  the  machin- 
ery should  also  be  protected  from  the 
weather.  In  all  particulars  the  element 
of  service  and  durability  have  been  con- 
sidered of  first  importance,  and  speed 
rather  than  freight  capacity  has  been 
sought  for.  A boat  of  this  character  can 
be  obtained  for  $3,500  to  $5,000.  The 
higher  price  being  for  boats  of  regular 
shipbuilding  construction,  strong  and 
thoroughly  made,  the  lower  price  cover- 
ing the  regular  style  of  stock  pattern, 
made  for  a short  term  of  service,  and  by 
carpenters  rather  than  shipbuilders; 
otherwise  the  two  classes  of  boats  would 
appear  to  be  much  the  same.  The  speed 
would  average  about  10  to  12  miles  an 
hour,  and  promises  are  made  by  different 
makers  that  they  would  finish  complete 
and  ready  to  deliver  in  four  or  five  weeks 
from  the  time  the  order  was  given. 

Thinking  that  it  might  be  well  also  to 
look  for  any  second-hand  boats  that 
might  be  for  sale,  I found  that  very  few 
of  this  character  were  to  be  seen,  and 
none  of  them  Avere  known  to  be  for  sale. 
Even  the  boats  now  in  use  on  the  World’s 
Fair  Lagoon  did  not  fill  the  requirements, 
even  if  they  could  be  bought  in  time  to 
suit  the  needs  of  the  Board. 

Within  the  next  few  days  I will  have 
such  specifications  ready  as  will  cover 
nearly  all  important  details  and  be  able 
to  submit  exact  figures  and  specifications, 
if  desired. 

Respectfully  submitted, 

(Signed)  Robert  H.  Cowdrey. 

Received  from  Mr.  Cowdrey,  by  direc- 
tion of  the  Chief  Engineer. 

(Signed)  L.  E.  Cooley, 

Chairman 


By  unanimous  consent  Mr.  Bolden- 
•week  was  excused  from  the  meeting. 

REVISION  OF  RULES. 

Mr.  Russell,  for  the  Committee  on 
Rules,  submitted  a report  recommending 
amendments  to  the  rules  governing  the 
Chief  Engineer  and  the  Superintendent 
of  Construction,  as  presented  in  the  re- 
port of  said  Committee  at  the  meeting 
held  May  31.  1893,  (page  1250  to  1252  ot 
the  Proceedings)  and  ordered  printed  and 
laid  over;  and  the  report  was  read. 

Mr.  Russell,  seconded  by  Mr.  Eckhart, 
moved  that  the  amending  report  be 
adopted,  ordered  printed  and  placed  on 
file,  the  recommendations  made  therein 
concurred  in  and  the  amendments  pro- 
posed adopted. 

On  roll-call  the  vote  stood:  Yeas— - 
Messrs.  Altpeter,  Cooley,  Eckhart,  Gil- 
more, Kelly,  Russell  and  Wenter — seven 
(7).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  amending 
report  adopted,  ordered  printed  and 
placed  on  file,  the  recommendations 
made  therein  concurred  in,  and  the 
amendments  proposed  adopted. 

The  following  is 

the  report; 

“Chicago,  June  7,  1893. 

To  the  Honorable , the  Board  of  Trustees' 
of  the  Sanitary  District  of  Chicago: 

Gentlemen  — Your  Committee  on 
Rules,  having  further  considered  the- 
rules  with  reference  to  the  Chief  Engi- 
neer and  the  Superintendent  of  Con- 
struction, presented,  ordered  printed  and. 
laid  over  at  the  last  meeting,  held  May 
31,  1893,  (pages  1250  to  1252  of  the  Pro- 
ceedings), recommend  the  following 
amendments  thereto: 

Rule  37.  Amend  by  inserting  m the 
12th  line  of  said  rule,  “$6,000”  in  place 
of  “$7,200.” 

By  inserting  in  the  14th  line  of  said 
rule,  “$20,000.” 

Rule.  39.  Amend  by  inserting  in  the 
7th  line  of  said  rule,  “$5,000”  in  place  of 
“$5,400.” 

Bv  inserting  in  the  9th  line  of  said  rule, 

$10,000.” 

By  inserting  after  the  9th  line  of  said 
rule,  the  following: 

“One  Assistant  Superintendent  of  Con- 
struction, at  a salary  not  exceeding  the 
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rate,  of  thirty-six  hundred  ($3,000)  dollars 
per  annum.”' 

By  inserting  in  the  12th  line  of  said 
rule,  §3,000”  in  place  of  “$3,800.” 

By  inserting  after  the  40th  line  of  said 
rule,  the  following: 

“.The  Assistant  Superintendent  of  Con- 
struction shall  assist  the  Superintendent 
of  Construction  in  the  administrative 
charge  of  all  work  of  construction,  and 
perform  such  other  duties  as  may  be 
assigned  to  him.  He  shall  be  acting 
Superit  tendent  of  Construction  in  the 
absence  of  the  Superintendent,  or  wh’en 
authorized  by  the  Chief  Engineer  or  the 
Board.” 

By  inserting  in  the  44th*  line'  of  said 
rule,  the  words  “may  be”  after  the  word 
<4as.” 

Rule  40.  Amend  bv  inserting  in  the 
5th  line  of  said  rule,  ‘'$2,100”  in  place  of 
“$2,400.” 

By  striking  out  in  the  17th  line  of  said 
rule,  the  word  “they,”  and  inserting  the 
words  "to  them”  after  the  word  “as- 
signed ” 

Rule  41.  Amend  by  inserting  in  the 
1st  line  of  said  rule,  the  words  “as  au- 
thorized by  the  Board”  after  the  word 
“appoint.” 

By  inserting  in  the  19th  line  of  said 
rule,  the  word  “appointments”  after  the 
word  “all.”  and  by  striking  out  in  the 
same  line  of  said  rule  the  word  “promo- 
tion.” 

Rule  41c.  Amend  by  inserting  in  the 
4th  line  of  said  rule,  the  word  “for” 
after  the  word  “provided.” 

By  inserting  in  the  5tli  line  of  said 
rule  the  word  “upon”  after  the  word 
“determined.” 

Rule  41c.  Substitute  for  Rule  41c.  the 
following: 

“All  current  estimates  of  the  work 
done  under  any  contract  and  the  certifi- 
cates therefor,  6hall  be  made  by  the  re- 
spective Resident  Engineers  and  the  same 
shall  be  certified  by  the  Superintendent 
of  Construction  or  the  Assistant  Super- 
intendent of  Construction  and  approved 
by  the  Chief  Engineer.” 

All  designation  of  lines  by  number  in 
the  foregoing  report  refers  to  the  printed 
copy  of  the  rules  as  submitted  by  the 
Committee  on  Rules  and  the  Joint-Com- 
mittee on  Rules  and  Engineering  at  the 
meeting  held  May  31,  1893,  (page  1250  to 
1252  of  the  Proceedings). 


The  adoption  of  these  rules  as  amended 
is  respectfully  recommended  by  the  Com- 
mittee. 

Respectfully  submitted, 

(Signed)  Frank  Wenter, 

Chairman. 
W.  H.  Russell, 

B.  A.  Eckhart, 
Committee  on  Rules."1 

REVISED  RULES  ADOPTED. 

Mr.  Kelly,  seconded  by  Mr.  Eckhart, 
then  moved  that  the  rules  governing  the 
Chief  Engineer  and  the  Superintendent 
of  Construction,  as  presented  and  as 
amended  by  the  reports  of  the  Commit- 
tee on  Rules,  be  adopted  as  a whole. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpetor,  Cooley,  Eckhart,  Gil- 
more, Kelly,  Russell  and  Wenter — seven 
(7).  Nays — None- 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  rules 
governing  the  Chief  Engineer  and  the 
Superintendent  of  Construction,  as  pre- 
sented and  as  amended  by  the  reports  of 
the  Committee  on  Rules,  adopted  as  a 
whole. 

The  following  are 

RULES  37  TO  4lf  AS  AMENDED  AND 
ADOPTED  : 

“CHIEF  ENGINEER. 

37.  The  Chief  Engineer  shall  have 
charge  of  all  engineering  work  and  shall 
devote  his  time  to  the  Sanitary  District, 
He  shall  do  all  surveying  and  civil  engi- 
neering necessary  or  ordered  by  the 
Board,  and  shall  perform  such  other  du- 
ties as  may  be  imposed  upon  him  Trom 
time  to  time  by  ordinances,  orders  or 
resolutions  of  the  Board,  and  shall  attend 
the  meetings  of  the  Board  when  required. 
His  salary  shall  not  exceed  the  sum  of 
six  thousand  ($6,000)  dollars  per  annum, 
and  his  bond  shall  be  in  the  sum  of 
twenty  thousand  ($20,000)  dollars. 

38.  The  Chief  Engineer  shall  have  en- 
tire charge  of  the  work  of  the  Engineer- 
ing Department,  and  shall  organize  and 
administer  the  same  so  as  to  secure  a full 
record  of  the  nature  and  cost  of  all  op- 
erations, and  full  respdnsibility  of  all 
employes. 

39.  The  Chief  Engineer  by  the  advice 
and  consent  of  the  Board,  shall  select  the 
following  assistants,  as  needed  by  him, 
subject  to  confirmation  by  the  Board: 
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One  Superintendent  of  Construction, 
at  a salary  not  exceeding  the  rate  of 
five  thousand  ($5,000)  dollars  per  annum, 
who  shall  give  a bond  in  the  sum  of 
ten  thousand  (§10,000)  dollars. 

One  Assistant  Superintendent  of  Con- 
struction, at  a salary  not  exceeding  the 
rate  of  thirty-six  hundred  ($3,600)  dollars 
per  annum. 

One  First  Assistant  Chief  Engineer  at  a 
salary  not  exceeding  the  rate  of  three 
thousand  (§§,000)  dollars  per  annum. 

One  Second  Assistant  Chief  Engineer 
at  a salary  not  exceeding  the  rate  of 
twenty-seven  hundred  ($2,700)  dollars 
per  annum. 

One  Record  Clerk  at  a salary  not  ex- 
ceeding the  rate  of  fifteen  hundred 
($1,500)  dollars  per  annum. 

The  Superintendent  of  Construction 
shall  have  administrative  charge  of  all 
the  work  of  construction,  and  all  em- 
ployes engaged  therein  shall  report  to 
him  and  be  subject  to  his  orders.  He 
shall  perform  such  other  duties  as  may 
be  assigned  to  him  by  the  Chief  En- 
gineer. He  shall  see  that  all  contracts 
•entered  into  by  the  District  with  various 
parties  are  efficiently  carried  out,  and  he 
shall  make  a report  to  the  Chief  Engineer 
at  least  once  every  two  weeks,  giving  in 
detail  the  condition  of  the  work  in  pro; 
•cess  of  construction  by  the  District,  the 
progress  made  therein,  and  the  manner 
in  which  same  is  being  executed.  A 
copy  of  the  report  shall  be  transmitted  to 
the  Board  by  the  Chief  Engineer,  with 
such  recommendations  as  the  Chief 
Engineer  considers  proper  to  make  rela- 
tive thereto. 

The  Assistant  Superintendent  of  Con- 
struction shall  assist  the  Superintendent 
of  Construction  in  the  administrative 
charge  of  all  work  of  construction  and 
perform  such  other  duties  as  may  bo  as- 
signed to  him.  He  shall  be  Acting  Su- 
perintendent of  Construction  in  the  ab- 
sence of  the  Superintendent,  or  when  au- 
thorized by  the  Chief  Engineer  or  the 
Board. 

The  First  Assistant  Chief  Engineer 
shall  have  direct  charge  of  the  Division 
of  Surveys,  shall  conduct  all  general  and 
special  surveys,  and  perform  such  duties 
as  may  be  assigned  to  him  by  the  Chief 
Engineer.  He  shall  be  Acting  Chief  En- 
gineer in  the  absence  of  the  Chief  En- 
gineer and  by  his  authority,  or  when 
authorized  by  the  Board. 

The  Second  Assistant  Chief  Engineer 
shall  have  direct  charge  of  the  Division 


of  Drafting  and  Records,  and  shall  make 
and  record  all  maps  and  plats,  and  file 
all  note  books  and  be  custodian  of  the 
same,  and  shall  conduct  all  land  surveys 
as  required  by  the  Attorney,  and  gener- 
ally shall  be  in  charge  of  all  platting  and 
engineering  except  that  which  may  per-' 
tain  to  and  be  necessarily  confined  to  the 
other  two  Divisions,  all  under  the  gen- 
eral direction  of  the  Chief  Engineer. 

The  work  of  the  Record  Clerk  shall  be 
in  direct  charge  of  the  Chief  Engineer. 
In  this  Division  shall  be  kept  all  admin- 
istrative and  financial  records,  and  all 
reports  from  the  several  divisions. 

40.  The  Chief  Engineer  shall  nominate 
for  the  confirmation  of  the  Board  seven 
Assistant  Engineers,  at  a salary  of 
eighteen  hundred  ($1,800)  dollars  to 
twenty-one  hundred  ($2,100)  dollars  per 
annum,  who  shall  be  assigned  to  the  sev- 
eral divisions,  with  the  concurrence  of 
the  Chiefs  thereof,  and  at  such  rates  of 
pay  as  may  be  fixed  by  order  of  the  Board, 
as  follows: 

Five  Assistant  .Engineers  on  Division 
of  Construction,  who  shall  act  as  resi- 
dent Engineers,  whose  nomination  must 
be  concurred  in  by  the  Superintendent 
of  Construction. 

Two  Assistant  Engineers  for  subh 
duties  as  may  be  assigned  to  them. 

41.  The  Chief  Engineer  shall  appoint, 
as  authorized  by  the  Board,  such  em- 
ployes as  the  needs  of  the  service  may  re- 


quire. 

Rate 

per  month. 

Sub- Assistant  Engineers $125  to  $150 

Instrument  men 100  to  125 

Sub-instrument  men 75  to  100 

Draftsmen  75  to  150 

Rodmen,  not  to  exceed 75 

Flagmen,  Chainmen  and  Axe- 
men, not  to  exceed 66 

Laborers,  not  to  exceed 54 


Sub-Assistant  Engineers,  Instrument 
men>  Sub-Instrument  men  and  Drafts- 
men shall  be  men  of  technical  compe- 
tence and  training  for  the  duties  assigned 
them. 

All  appointments,  changes  of  grade 
and  fixing  of  pay  is  to  be  done  with  the 
concurrence  of  the  President  and  Com- 
mittee on  Engineering. 

41a.  The  Chief  Engineet  may  employ  an 
Assistant  Record  Clerk  at  the  rate  of  not 
over  one  hundred  ($100)  dollars  per 
month,  a typewriter  at  the  rate  of  not 
over  seventy-five  ($75)  dollars  per  month, 
and  an  office  boy  at  not  over  forty  ($40) 
dollars  per  month. 


June  7.J 


—1271— 


[1898. 


4 ib.  For  any  special  service  of  limited 
duration  and  for  which  the  regular  force 
is  not  available,  employes  are  to  be  had 
by  requisition  on  the  Board,  and  any 
such  requisitions  shall  state  the  number, 
grade,  rate  of  compensation  and  duration 
of  service  required.  All  such  employ- 
ment shall  be  designated  “Special”  on 
vouchers  and  returns, 

41  c.  All  changes  of  plans,  whatso- 
ever, by  which  any  work  is  to  be  carried 
out  in  any  manner  different  from  that 
provided  for  in  any  contracts,  shall  be 
determined  upon  and  authorized  by  the 
Board,  and  proper  specifications  and  plats 
therefor  shall  be  filed  for  record  with 
the.  Clerk,  and  the  President  shall  issue 
notice,  attested  by  the  Clerk,  to  the  par- 
ties in  interest. . 

41d.  Before  authorizing  or  allowing 
any  extra  work  or  fixing  any  price  there- 
for or  directing, or  passing  upon  any 
work  not  specifically  described  "and  pro- 
vided for  in  any  contracts,  the  Chief 
Engineer  shall  submit  all  matters  in  re- 
lation thereto  to  the  Board  or  its  duly 
authorized  committees,  sitting  in  an  ad- 
ministrative capacity. 

41c.  All  current  estimates  of  the  work 
done  under  any  contract  and  the  certifi- 
cates therefor  shall  be  made  by  the  re- 
spective Resident  Engineers, and  the  same 
shall  be  certified  by  the  Superintendent 
of  Construction  or  the  Assistant  Superin- 
tendent of  Construction,  and  approved 
by  the  Chief  Engineer. 

41/.  The  employes  confirmed  by  the 
Board  shall  at  all  times  be  subject  to  call 
before  the  Board  and  its  authorized  com- 
mittees, and  it  is  made  part  of  their  duty 
to  fully  advise  the  Board  through  the 
President,  or  said  committees,  of  any 
matters  of  administration,  or  engineer- 
ing, which  may  be  for  the  good  of  the 
District,  when  requested  so  to  do.” 

DISEASE  MAPS  FOB  HEALTH  DEPART- 
MENT. 

The  Clerk  presented  a communication 
from  Dr.  Arthur  R.  Reynolds,  Commis- 
sioner of  Health,  directed  to  President 
Wenter,  requesting  a copy  of  the  Zymotic 
Disease  Maps  made  by  the  District;  and 
the  communication  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Eckhart, 
moved  that  the  communication  be  ordered 
printed  and  placed  on  file,  the  request 
made  therein  granted,  and  the  Chief 
Engineer  directed  to  furnish  the  maps 
required. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Cooley,  Eckhart,  Gil- 


more, Kelly,  Russell  and  Wenter— seven 
(7).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  com- 
munication ordered  printed  and  placed 
on  file,  the  request  made  therein  granted, 
and  the  Chief  Engineer  directed  to  fur- 
nish the  maps  required. 

The  following  is  the 

COMMUNICATION: 

“Chicago,  May  31,  1893. 

Mr.  Frank  Waxier , President  Dminajc 

Board,  Rialto  Building,  City: 

My*  Dear  Sir — Some  time  ago  your 
Board  made  some  spot  maps  showing  the- 
location  of  Zymotic  Diseases  in  the  City 
of  Chicago  fiom  data  received  from  this 
Department.  If  I could  get  from  you  a 
copy  of  those  maps  to  hang  in  my  office 
it  would  be  a great  service  to  me,  and  I 
would  be  under  many  obligations  to 
yourself  and  your  Honorable  Board. 

Yours  very  truly, 

(Signed)  Arthur  R.  Reynolds,  M.  D. 

Commissioner  of  Health.’’* 

PROTECTION.  OF  MEN  ON  MAIN  CHANNEL. 

The  Clerk  presented  a communication 
from  the  McCormick  Construction  Com- 
pany, Contractors  on  Section  14  of  the- 
Main  Channel  with  reference  to  protec- 
tion from  outside  interference  of  men  on 
the  work  of  construction  of  the  Main 
Channel;  and  the  communication  was 
read. 

Mr.  Cooley,  seconded  by  Mr.  Kelly  r 
moved  that  the  communication  be  re- 
ferred to  the  Committee  on  Judiciary 
with  instructions  to  report  back  to  the 
Board. 

The  motion  prevailed  unanimously r 
and  it  was  sc  ordered. 

The  following  is 

the  communication: 

“ Lockport,  111.,  June  5,  1893. 

To  the  Honorable  Board  of  Trustees.  San- 
itary District  of  Chicago,  Rialto  Build- 
ing, Chicago , 111: 

Gentlemen  — Since  Friday  last  our 
work  has  been  stopped  by  force  and  vio- 
lence. 

We  have,  twice  by  letter  and  twice  by 
telegram,  applied  to  Thos.  Hennebry, 
Sheriff  of  Will  County,  Illinois,  to  pro- 
tect our  men  against  violence,  which.men 
are  ready  and  willing  to  resume  work. 
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The  above  named  Sheriff  of  Will  County 
has  not  replied  to  any  of  our  letters  or 
telegrams,  nor  has  he  rendered  us  any 
assistance  to  resume  work,  under  the 
laws  of  this  State . 

We  respectfully  request  that  your  Hon- 
orable Board  will  take  such  action  as  may 
be  necessary  to  conform  with  the  laws  of 
the  State  of  Illinois  to  protect  men  em- 
ployed on  this  work  from  violence  and 
allow  us  to  resume  operations. 

Mailed  by  registered  letter. 

Respectfully, 

McCormick  Construction  Co. 
(Signed)  Per  R.  P.  McCormick,  Pres.” 

APPROPRIATION  ORDINANCE. 

Mr.  Eckhart,  Chairman,  presented  for 
the  Committee  on  Finance,  an  ordi- 
nance appropriating  funds  of  the  District 
for  the  general  corporate  purpose  of  the 
District;  and  the  ordinance  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  J^elly-, 
moved  the  passage  of  the  ordinance. 

On  roll  call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Cooley,  Eckhart,  Gil- 


more, Kelly,  Russell  and  Wenter— seven 
(7).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  ordi- 
nance passed. 

The  following  is 

THE  ORDINANCE: 

“Beit  ordained  by  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Section  1.  That  there  is  hereby  ap- 
propriated out  of  the  funds  of  this  Dis- 
trict the  sum  of  three  million,  one  hun- 
dred and  ninetv-two  thousand  seven 
hundred  and  eighty- six  dollars  and  fifty 
cents  for  the  general  corporate  purposes 
of  this  District. 

Sec.  2.  This  ordinance  shall  be  in 
force  from  and  after  its  passage.” 

adjournment. 

On  motion  of  Mr.  Eckhart,  seconded 
by  Mr.  Kelly,  the  Board  then  ad- 
journed. 

Thomas  F.  Judge, 
Clerk. 
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PROCEEDINGS 

—OF  THE— 

Board  of  Trustees, 

—OF  THE— 

Sanitary  District  of  Chicago. 


JUNE  14. 1893. 


OFFICIAL  RECORD. 

( Published  hy  authority  of  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago.) 


REGULAR  MEETING. 

The  one  hundred  and  seventy-fourth 
regular  meeting  of  the  Board  of  Trus- 
tees of  the  Sanitary  District  of  Chicago 
was  held  in  their  rooms,  Rialto  Building, 
Wednesday,  June  14,  1893,  at  2 o’clock 
P.  M. 

President  Wenter  called  the  Board  to 
order. 

On  roll-call  Messrs.  Altpeter,  Cooley, 
Eckhart,  Kelly,  Russell  and  Wenter — six 
(6),  and  subsequently  Mr.  Gilmore,  mak- 
ing a total  of  seven  (7)  members,  were 

present. 

MINUTES. 

The  minutes  of  the  regular  meeting, 
held  June  7,  1893,  were  approved  as 


rinted,  on  motion  of  Mr.  Kelly,  seconded 
y Mr.  Eckhart. 

VOUCHERS. 

The  Clerk  presented  the  following 
vouchers: 

PA.Y  ROLLS. 

Eng.  Dept.,  Div.  No.  1, 
week  ending  June 

10,  1898 $1,094  40 

Eng.  Dept.,  Div.  No.  2, 
week  ending  June 

10,  1898 60  00 

Eng.  Dept.,  Div.  No.  3, 
week  ending  June 

10, 1893 428  10 

Eng.  Dept.,  Div.  No.  4, 
week  ending  June 

10,  1898 49  20 

$ 1,681  70 

Clerical  Dept.,  office 
roll,  week  ending 

June  10,  1893  89  00 

Law  Dept.,  office  roll, 
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week  ending  June 

10,  1893. 30  00 


Total $1.700  70 

CLERICAL  DEPARTMENT. 

Bates  Mfg.  Co.  (num- 
bering machine) $16.00 

LAW  DEPARTMENT. 

S.  W.  Norton,  (expert 

services) $2,000  00 

U.  W.  Weston,  (ex- 
pense)   48  05 

O.  N.  Carter,  (expense)  57  62 

— $2,105  67 

GENERAL  ACCOUNT. 

John  F.  Higgins, 

(printing  proceed- 
ings)  $115  34 

Thos.  F.  Judge,  (pay- 
roll and  sundry  ex- 
pense)  14  12 

$129  46 

Grand  total. * $3,951  83 

Mr.  Kelly,  seconded  by  Mr.  Eckhart, 
moved  that  the  vouchers,  as  read 
and  shown  above,  be  approved  and  or- 
dered paid. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Cooley,  Eckhart,  Kelly, 
Russell  and  Wen  ter — six  (C).  Nays — 
None. 

Upon  which  result,  the  President  de- 
clared the  motion  carried,  and  the  vouch- 
ers, as  read  and  shown  above,  approved 
and  ordered  paid. 

REQUISITIONS. 

The  Clerk  presented  the  following 
requisitions: 


No.  344,  Engineering  Department, 

(office  furniture) $ 10  26 

No.  345,  Engineering  Department, 

(drafting  material) 22  92 

No.  346,  Engineering  Department, 

(printing) 29  80 

No.  347,  Engineering  Department, 

(stationery) 1 50 

No.  348,  Engineering  Department, 
(printing) 85  50 


Total: 8149  98 


Mr.  Kelly,  seconded  by  Mr.  Eckhart, 
moved  that  Requisitions  Nos.  344  to  348 
inclusive,  for  the  Engineering  Depart- 
ment, a 8 read  and  shown  above,  be  re- 
ferred to  the  Committee  on  Engineering 
with  power  to  act,  and  instructions  to  re- 
port back  at  the  next  meeting. 


On  roil-cdll  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Cooley,  Eckhart,  Gil- 
more, Kelly,  Russell  and  Wenter— seven 
(7).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  Requi- 
sitions Nos.  344  to  348  inclusive,  for  the 
Engineering  Department,  as  read  and 
shown  above,  referred  to  the  Committee 
on  Engineering  with  power  to  actand  di- 
rections to  report  back  at  the  next  meet- 
ing. 

WEEKLY  REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report,  in  ac- 
cordance with  the  ruies,  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  June  10, 
1893. 

The  same  was  read  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  i3 

THE  REPORT: 

“Chicago,  June  14,  1893. 

lo  the  Honorable  the  Board  of  Trustees 

oj  the  Sanitary  District  of  Chicago: 

GrENTLEMEN— I beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  June 
10,  1893,  as  the  same  have  been  reported 
to  me  : 


Engineering  Department 108 

Clerical  Department 3 

Treasury  Department 1 

Law  Department, 7 

Total  employes 119 


Respectfully  submitted. 

(Signed)  Thos.  F.  Judge, 

Clerk.” 

RETURN  OF  EMERGENCY  FUND. 

The  Clerk  presented  a report,  accom- 
panied by  check  returning  the  Emer- 
gency Fund  of  $1,000  placed  in  the 
hands  of  Mr.  Benezette  Williams  as 
Chief  Engineer,  by  order  of  the  Board 
of  February  3,  1892,  (page  347  of  the 
Proceedings);  and  the  report  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Russell, 
moved  that  the  report  be  adopted, 
ordered  printed  and  placed  on  file,  and 
the  enclosed  check  ($1,000)  be  ordered 
deposited  with  the  Treasurer  to  the  credit 
of  the  District. 
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On  roll  call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Cooley,  Eckharfc,  Gil- 
more. Kelly,  RusselJ  and  Wenter — seven 
(7).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  and  the  enclosed  check  ($1,Q00) 
ordered  deposited  with  the  Treasurer  to 
the  credit  of  the  District 

The  following  is 

THE  REPORT: 

“Chicago,  June  14,  1893. 

To  the  Honorable , the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — I enclose  herewith  check 
drawn  by  Mr.  Bemaette  Williams,  to 
my  order  as  Clerk,  in  the  sum  of  one 
thousand  ($1,000)  dollars,  the  same  hav- 
ing been  tendered  to  me  as  a return  of 
the  emergency  fund  of  one  thousand 
($1,000)  dollars,  which  your  Honorable 
Board  on  February  3rd,  1892,  (page  347 
of  the  * Proceedings)  ordered,  deposited 
with  Mr.  Benezette  Williams  as  Chief 
Engineer  of  this  District 

Respectfully  submitted, 

(Signed)  Thos.  F.  Judge, 

CleJk” 

(Enclosing  check,  $1,000). 

EMERGENCY  FUND  FOR  ENGINEERING 
DEPARTMENT. 

The  Clerk  presented  a report  from  the 
Chief  Engineer,  making  requisition  for 
the  appropriation  of  a fund  of  one  thou- 
sand ($1,000)  dollars,  for  Emergency  pur- 
poses for  the  use  of  the  Engineering  De- 
partment, in  place  of  the  amount  just 
returned  and  re-deposited;  and  the  report 
was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  adopted, 
ordered  printed  and  placed  on  file,  the 
requisition  made  therein  allowed,  and 
the  Clerk  authorized  and  directed  to 
draw  a warrant  on  the  Treasurer  for  one 
thousand  ($1,000)  dollars  in  favor  of  the 
Chief  Engineer,  for  the  purposes  stipu- 
lated in  the  report. 

On  roll-call  the  vote  stood:  Yeas — 

Messrs.  Altpeter,  Cooley,  Eckhart,  Gil- 
more. Kelly,  Russell  and  Wenter— seven 
(7).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 


file,  the  requisition  made  therein  allowed, 
and  the  Clerk  authorized  and  directed  to 
draw  a warrant  on  the  Treasurer  for  one 
thousand  ($1,000)  dollars  in  favor  of  the 
Chief  Engineer,  for  the  purposes  stipu- 
lated in  the  report. 

The  following  is 

the  report: 

“Chicago,  June  14,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gkntlf^ien — The  emergency  fund  of 
$1,000  which  has  been  at  the  disposal  of 
the  Chief  Engineer,  has  been  turned  into 
the  Treasurer  by  my  predecessor;  I re- 
respoctfully  ask  that  this  fund  of  $1,000 
be  placed  to  my  credit  to  be  used  as  here- 
tofore in  the  work  of  the  department. 

Respectfully  submitted, 

(Signed)  Isham  Randolph, 

Chief  Engirt  er.” 

NOMINATION  OF  ASSISTANTS  TO  CHIEF 
ENGINEER. 

The  Clerk  presented  a report  from  the 
Chief  Engineer  nominating  Messrs.  U. 
W.  Weston,  D.  C.  Dunlap,  Thos.  T. 
Johnston  and  Edgar  Williams  as  Super- 
intendent and  Assistant  Superintendent 
of  Construction  and  First  and  Second 
Chief  Engineers,  respectively;  and  the 
report  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Russell, 
moved  that  the  report  of  the  Chief  Engi- 
neer be*  adopted,  ordered  printed  and 
placed  on  file,  and  the  nominations  made 
therein  confirmed. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Cooley,  Eckhart,  Gil- 
more, Kelly,  Russell  and  Wenter— seven 
(7).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  and  the  nominations  made,  therein 
confirmed. 

The  following  is 

the  report: 

‘•Chicago,  June  14,  1893, 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  Of  Chicago: 

Gentlemen— Under  the  rules  govern- 
ing the  Engineering  Department,  as  ac- 
cepted June  7th  by  your  Honorable 
Board,  I desire  to  make  the  following 
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nominations  for  positions  in  the  Engi- 
neering Department: 

Superintendent  of  Construction,  U.  W. 
Weston. 

Assistant  Superintendent  of  Construc- 
tion, D.  C.  Dunlap. 

First  Assistant  Qhief  Engineer,  T.  T. 
Johnston. 

Second  Assistant  Chief  Engineer,  Ed- 
gar Williams. 

Respectfully  submitted, 

(Signed)  Isham  Randolph, 

Chief  Engineer.” 

SALARIES  OF  ASSISTANTS  TO  CHIEF 
ENGINEER  FIXED. 

Mr.  Cooley,  seconded  by  Mr.  Russell, 
moved  that  the  salaries  of  the  Superin 
tendent  and  Assistant  Superintendent  of 
Construction  and  of  the  First  and  Second 
Assistant  Chief  Engineers,  just  confirmed 
by  the  Board,  be  fixed  at  the  limits  pro- 
vided by  the  Rules. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Cooley,  Eckhart,  Gil- 
more, Kelly,  Russell  and  Wenter — seven 
(7).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the 
salaries  of  the  Superintendent  and  Assist- 
ant Superintendent  of  Construction  and 
of  the  First  and  Second  Assistant  Chief 
Engineers,  just  confirmed  by  the  Board, 
fixed  at  the  limits  provided  by  the  Rules. 

REPORT  ON  UNFILLED  ORDERS. 

The  Clerk  presented  a report  from  the 
Chief  Engineer,  with  reference  to  the 
condition  and  state  of  progress  on  various 
unfilled  orders  of  the  Board;  and  the  re- 
port was  read. 

Mr.  Kelly,  seconded  by  Mr.  Altpeter, 
moved  that  the  report  be  adopted,  ordered 
printed,  and  placed  on  file. 

The  motion  prevailed  unanimously 
and  it  was  so  ordered. 

The  following  is 

THE  REPORT : 

“Chicago,  June  14, 1893. 
To  the  Honorable  the  Board  of  the  Trus- 
tees of  the  Sanitary  District  of  Chicago: 

Gentlemen — Reporting  on  the  various 
orders  of  the  Board  I find  that  in  Order 
821  the  map  is  nearly  finished  and  sur- 
vey completed ; that  in  order  of  Septem- 
ber 21  (page  758  of  the  Proceedings)  the 


map  is  finished  and  ready  to  be  turned 
into  the  Board. 

The  order  of  November  16th,  (page  884 
of  the  Proceedings)  map  showing  the  dis- 
tribution of  population  is  just  about  com- 
pleted; the  water  shed  map  is  under  way 
and  will  take  considerable  time  to  finish. 
No.  3,  the  topographical  map,  is  in  the 
same  condition.  No.  4,  showing  the  lo- 
cation of  sewers  in  Chicago  and  suburbs, 
is  finished  except  coloring.  No.  5 is  fin- 
ished complete  and  ready  to  be  turned  in 
when  the  others  are  ready.  No.  6 is  also 
finished.  No.  7,  the  topographical  map 
of  uniform  scale,  to  show  the  location  of 
all  the  work  that  has  been  determined 
upon,  is  under  way,  the  triangulation 
lines  having  been  marked  in,  but  to  finish 
it  will  take  several  months.  No.  8 is  fin- 
ished and  ready  to  be  turned  in  with  the 
others  when  completed.  No.  9 will  take 
some  little  time  yet. 

Your  order  of  November  8th  (page  890 
of  the  Proceedings)  relates  to  Order  884 
to  such  an  extent  that  the  repoit  upon 
that  will  suffice  as  a report  upon  this. 

Your  order  of  November  23rd,  (page 
917  of  the  Proceedings)  has  been  com- 
plied with,  with  the  exception  of  ques- 
tion one,  which  is  still  under  considera- 
tion. 

Your  order  of  February  1st,  (page  1031 
of  the  Proceedings)  concerning  the  foot 
bridge  across  the  Illinois  and  Michigan 
Canal  at  Mt.  Forest  has  been  referred  to 
the  Canal  Commissioners  with  plans  and 
specifications  and  they  have  not  replied 
up  to  this  time. 

Your  order  of  May  23rd,  (page  1206  of 
the  Proceedings)  in  relation  to  a general 
service  boat  is  under  consideration  and 
the  specifications  for  the  same  have  been 
drawn  and  placed  in  the  hands  of  the 
Committee. 

Your  order  of  May  3rd,  (page  1207  of 
the  Proceedings),  in  relation  to  the  fill- 
ing of  the  Chicago  River  at  Jackson 
street  has  been  reported  on  to  the  Com- 
mittee and  left  in  their  hands. 

Your  order  of  May  24th,  (page  1246  of 
the  Proceedings)  in  relation  to  the  join- 
ing of  the  line  of  the  channel  in  Sections 
E and  F with  the  newr  line  north  of  the 
canal  has  been  complied* with. 

This  completes  the  unfinished  orders 
up  to  this  date,  and  is 

Respectfully  submitted, 

(Signed)  Isham  Randolph, 

Chief  Engineer” 
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PROJECT  FOR  TEST  PITS. 

The  Clerk  presented  a report  from  the 
Chief  Engineer,  made  in  respoi  se  to  an 
order  passed  at  the  meeting  held  May  24, 
1893,  (page  1246  of  tho  Proceedings),  with 
reference  to  a project  for  test  pits  on  the 
right  of  way  between  Robey  Street  and 
Suqimit,  and  stating  that  a proposition 
for  the  work  of  making  same  would  be 
presented  in  a few  days;  and  the  report 
was  read. 

Mr.  Kelly,  seconded  by, Mr.  Cooley, 
moved  that  the  report  be  adopted,  or- 
dered printed  and  placed  on  file. 

The  motion  prevailed  unanimously, 
and  it  was  so  ordered. 

The  following  is 

the  report: 

“ Chicago,  June  14,  1893. 

To  the  Honorable  thb  Board  of  Irustees 

of  the  Sanitatjj  District  of  Chicago: 

Gentlemen  — Referring  to  your  in- 
structions of  May  24th  to  the  Chief  Engi- 
neer to  submit  a scheme  for  test  pits 
between  Summit  and  Robey  street,  I de- 
sire to  state  that  I find  among  the  records 
of  the  Engineering  Department  reports 
on  a series  of  soundings  very  nearly  on 
the  line  of  the  proposed  channel  between 
the  points  named,  made  by  the  Govern- 
ment Engineers;  and  also  soundings 
made  by  direction  of  the  Sanitary  Dis- 
trict. These  boiings  should  be  supple- 
mented by  test  pits  or  wells,  and  I 
have  asked  for  a proposition  from  Mr. 
Thomas  Osborne  on  this  work.  He  says 
it  will  be  impossible  for  him  to  submit  a 
proposition  in  time  for  this  meeting  of 
the  Board,  but  that  he  will  present  one 
to  morrow,  when  it  will  be  submitted  for 
your  consideration. 

Very  respectfully, 

(Signed)  Isham  Randolph, 

Chief  Engineer." 

SECOND  SUPPLEMENTAL  RONl)  OF 
TREASURER. 

The  Clerk  presented  a report  from 
Treasurer  Stone,  accompanied  by  his 
second  supplemental  l>ond  in  the  sum  of 
one  million  ($1. 000,000)  dollars  (making 
in  all  three  million  ($3,000,000)  dollars), 
with  Messrs.  Oscar  D.  Wetherell,  Edson 
Keith,  Robert  L.  Henry,  El  bridge  G. 
Keith,  Gilbert  B.  Shaw,  Franklin  H. 
Head,  John  A.  King,  John  H.  Witbeck, 
John  R.  Walsh,  Adolph  Loeb,  George 


Schneider  and  Walter  L.  Peck  as  sure- 
ties; and  the  report  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  this  second  supplemental 
bond  be  accepted,  the  report  adopted, 
ordered  printed,  and,  with  accompanying 
bond,  placed  on  file. 

On  roll  call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Cooley,  Eckhart,  Gil- 
more, Kelly,  Russell  and  Wenter— seven  . 
(7).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  this  second 
supplemental  bond  approved  and  ac 
cepted,  the  report  adopted,  ordered 
printed,  and,  with  accompanying  bond, 
placed  on  file. 

The  following  is 

THE  REPORT : 

“Chicago,  June  13,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — The  funds  in  the  hands 
of  your  Treasurer  at  this  time  exceed 
$2,000,009.1)0,  the  amount  of  bond  filed 
with  you,  and  I take  pleasure  therefore 
in  sending  herewith  a second  supplement 
tal  bond  for  the  sum  of  $1,000,000.00, 
making  $3,000,000  00  in  all. 

Trusting  this  will  be  satisfactory,  I am 
Sincerely  yours, 

(Signed)  Melville  E.  Stone, 

Treasurer.” 

(Accompanied  by  Bend.) 

Supplemental  emergency  funh  for 

LAW  DEPARTMENT. 

The  Clerk  presented  a report  from  the 
Attorney,  making  requisition  for  a sup- 
plemental emergency  fund  of  $2,000,  for 
use  of  the  Law  Department ; and  the  re- 
port was  read. 

In  connection  with  the  report,  Mr. 
Kelly  presented'  an  order,  authorizing 
and  directing  the  Clerk  to  draw  a war- 
rant for  two  thousand  ($2,000)  dollars. on 
the  Treasurer  in  favor  Of  the  Attorney, 
for  the  purposes  stipulated  in  the  report. 

Mr.  Kelly,  seconded  by  Mr.  Eckhart, 
moved  that  the  report  be  adopted, 
ordered  printed  and  placed  on  file,  the 
requisition  made  therein  allowed,  the 
order  passed,  and  the  Clerk  directed  fb 
accordance  with  the  same. 

On  roll- call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Cooley,  Eckhart,  Gil- 
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more,  Kelly,  Russell  and  Wenter — seven 
(7).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  the  requisition  made  therein  allowed, 
the  order  passed,  and  the  Clerk  directed 
in  accordance  with  the  same. 

The  following  is 

THE  REPORT: 

“Chicago,  June  14,  1893. 

7'o  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago : 

Gentlemen — I frequently  find  it  neces- 
sary in  making  contracts  for  the  pur- 
chase of  lands  for  the  District  to  pay  a 
certain  amount  of  money  on  the  contract 
from  the  emergency  fund  placed  at  my 
disposal.  The  amount  of  a thousand 
dollars  now  in  that  fund  is  not  large 
enough  for  this  purpose,  as  several  con- 
tracts are  often,  pending  at  the  same 
time.  I think  it  would  be  to  the  advant- 
age of  the  District  to  have  the  amount 
increased. 

I therefore  request  that  two  thousand 
dollars  additional  to  the  amount  now  in 
tny  hands  be  placed  at  my  disposal  in  the 
emergency  fund,  making  the  total  three 
thousand  dollars. 

Respectfully  /submitted, 

(Signed)  Orrin  N.  Carter, 

Attorney.’' 

The  following  is 

THE  ORDER: 

“ Ordered , That  the  Clerk  be  and  he  is 
hereby  directed  to  draw  a warrant  for 
two  thousand  ($2,000)  dollars  on  the 
Treasurer  in  favor  of  the  Attorney,  the 
same  io  be  advanced  to  the  Law  Depart- 
ment for  emergency  purposes. 

MONTHLY  REPORT  FROM  LAW  DEPART- 
MENT. 

The  Clerk  presented  a report  from  the 
Law  Department  for  the  month  of  May, 

1893. 

The  same  was  read,  and  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is  , 

the  report: 

“Chicago,  June  14,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen  — I herewith  submit. the 


monthly  report  of  the  Law  Department, 
for  May,  1893.  The  total  amount  paid 
out  during  the  month  is  as  follows: 

Salaries. 

Attorneys $1,425  00 

Right  of  way  force 461  67 

Office  force 195  00 

$2,081  67 

Expenditures. 

Right  of  way $1  228  00 

Court  costs 152  25 

Legal  services 833  33 

Stationery 15  41 

Furniture.... 28  50 

Sundries 28  83 

— $2,286  32 

Land  Account. 

Right  of  way  (land) $48  211  25 

Taxes 206  00 

$48,417  25 


Total $52  785  24 


Negotiations  for  right  of  way  this  side 
of  Summit  are  in  progress  and  it  is  prob- 
able that  the  expenses  for  June  will  in- 
clude some  expenditures  on  account  of 
right  of  way. 

Three  suits  have  been  begun  for  the 
condemnation  of  parcels  of  land  found 
necessary  for  the  uses  of  the  District,  and 
the  Department  has  given  considerable 
time  to  the  proper  transfer  on  the  Asses- 
sor’s books  of  the  lands  of  the  District 
from  the  names  of  the  previous  owners 
to  the  corporate  name  of  the  District, 
and  in  connection  therewith  to  the  pay- 
ment of  taxes  for  1892,  for  which  the 
District  was  liable. 

One  of  my  assistants  has  been  in  at- 
tendance for  about  a week  before  the 
Master  in  Chancery  at  the  taking  of  the 
testimony  in  the  suit  of  Guilford  against 
Agnew  & Company  and  the  District, 
soon  to  be  beard  in  the  United  States 
Court.  During  the  present  month  the 
Department  will  be  engaged  in  negotia- 
tions for  land  to  be  acquired  under  the 
recent  ordinance,  and  in  the  preparation 
of  condemnation  proceedings  therefor. 

Respectfully  submitted, 
(Signed)  Orrin  N.  Carter, 

Attorney .” 

PURCHASE  OF  “OTIS  GRAVES  LEASE.” 

Mr.  Eckhart,  Chairman,  presented  a re* 
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port  from  the  Joint  Committee  on  Fi- 
nance and  Engineering,  with  reference 
to  the  purchase  from  Otis  Graves  of 
leasehold  on  right  of  way  lands  in  Cook 
County,  and  authorizing  and  directing 
the  Clerk  to  pay  for  said  leasehold,  on 
the  voucher  of  the  Attorney,  as  provided 
in  the  report;  and  the  report  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  adopted,  ordered 
printed  and  placed  on  tile,  the  recommen- 
dations made  therein  concurred  in,  and 
the  Clerk  authorized  and  directed  to  pay 
said  Otis  Graves,  on  the  voucher  of  the 
Attorney,  for  said  leasehold,  as  provided 
in  the  report. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpoter,  Cooley,  Eckhart,  Gil- 
more, Kelly,  Russell  and  Wenter — seven 
(7).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  and  the  recommendations  made 
therein  concurred  in,  and  the  Clerk  auth- 
orized and  directed  to  pay  said  Otis 
Graves,  on  the  voucher  of  the  Attorney, 
for  said  leasehold,  as  provided  in  the 
report. 

The  following  is 

THE  REPORT: 

“Chicago,  June  7,  1893. 

To  the  Honorable , the  Board  of  Trustees 

o 1 the  Sanitary  District  of  Chicago: 

Gentlemen— The  Joint  Committee  on 
Finance  and  Engineering  have  reached 
an  agreement  with  Otis  Graves  for  the 
cancellation  and  surrender  by  him  of  his 
lease  of  certain  land  hereinafter  described 
for  the  sum  of  one  hundred  and  seventy- 
six  and  50-100  dollars. 

Your  Committee  recommend  that  the 
Clerk  of  this  District  be  directed  to  pay 
on  the^  voucher  of  the  Attorney  to  the 
said  Otis  Graves  the  sum  of  one  hundred 
and  seventy-six  and  50-100  dollars  in  full 
payment  for  all  his  interest  in  and  to  the 
use  and  occupation  of  any  part  of  that 
portion  of  the  southeast  quarter  of  Sec- 
tion 12,  -Township  38  North,  Range  12 
East  of  the  Third  Principal  Meridian, 
lying  north  of  the  northwesterly  reserve 
line  of  the  Illinois  and  Michigan  Canal, 
situated  in  the  County  of  Cook,  in  the 
State  of  Illinois,  acquired  by  him  under 
a lease  to  him  by  Moses  J.  Wentworth, 
trustee,  dated  December  1,  1888,  and  ex- 
piring March '1,  1891,  and  in  full  payment 


for  all  his  interest  of  whatsoever  nature 
in  and  to  said  land  or  any  part  thereof. 

Respectfully  submitted, 

(Signed)  B.  A.  Eckhart, 

Chairman. 

1..  E.  Cooley, 

Thomas  Kelly, 

W.  H Russell, 

John  J.  Altpeter, 

Joint  Committee  on  Finance  and  Engi- 
neering.” 

“CONGLOMERATE”  ROCK  on  MCARTHUR 
SECTIONS. 

The  Clerk  presented  a communication 
from  McArthur  Bros,  contractors  on 
Sections  2,  3 and  4,  with  reference  to 
“Conglomerate  Rock”  found  on  their  sec- 
tions in  the  line  of  the  Main  Chanfiel, 
and  again  asking  a re-classification  of  the 
said  material,  as  requested  in  a previous 
communication,  presented  at  the  meet- 
ing held  May  31,  1893,  (page  1253  of  the 
Proceedings);  and  .the  communication 
was  read.  . 

Mr.  Kelly,  seconded  by  Mr.  Cooley, 
moved  that  the  communication  be  or- 
dered printed  and  referred  to  the  Joint 
Committee  on  Engineering  and  J udiciary . 

The  motion  prevailed  unanimously, 
and  the  communication  was  ordered 
printed  and  so  referred. 

The  following  is 

THE  COMMUNICATION: 

“Chicago,  June  12,  1893. 
To  the  Doard  of  Trustees  of  the  Sanitary 

District  of  Chicago: 

GENTLEMEN-dh  May  31  we  delivered  to 
you  a communication  in  reference  to  the 
estimating  by  your  engineers  of  certa  in 
“conglomerate  rock”  encountered  on 
Sections  2,  3 and  4 of  tlie  Drainage  Chan- 
nel, claiming  that  the  same  ought  to  be 
estimated  and  paid  for  as  “solid  rock” 
and  not  as  “glacial  drift.” 

Since  then  we. have  received  other  es* 
timates  from  the  District,  and  find  the 
material  in  question  is  still  estimated  as 
“glacial  drift.”  We  respectfully  renew 
our  objection  to  these,  returns  and  esti- 
mates, as  improper  and  inequitable  under 
our  contract,  and  protest  against  their 
correctness. 

Considering  the  large  amount  involved, 
we  again  ask  for  such  action  on  the  part 
of  your  Honorable  Body  as  will  correct 
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the  wrong  and  injury  done  us,  and  settle 
the  question  for  the  future.  In  view  of 
these  estimates  as  still  returned  we  have 
felt  compelled  to  suspend  work  pending 
a consideration  and  adjustment,  of  the 
matter.  We  would  be  pleased  to  meet 
the  Board  or  a committee  at  any  time  in 
consultation. 

Trusting  that  early  action  will  be 
taken,  we  remain 

Very  respectfully, 

(Signed)  McArthur  Bros.” 

TRUSTEES’  ILLINOIS  VALLEY  TRIP. 

The  Clerk  presented  communications, 
addressed  to  President  Wenter,  from 
Jason  T.  Richardson,  Jr.,  City  Clerk  of 
Ottawa,  Illinois,  and  John  E.  Morrissey, 
Clerk  of  the  Village  of  Seneca,  Illinois, 
urging  that  the  Trustees  of  the  District 
make  a trip  by  boat  down  the  Illinois 
Valley;  and  the  communications  were 
read. 

Mr.  Cooley,  seconded  by  Mr.  Eckhart, 
moved  that  the  communications  be 
ordered  printed  and  referred  to  the  Com- 
mittee on  Federal  Relations.. 

The  motion  prevailed  unanimously, 
and  the  communications  were  ordered 
printed  and  so  referred. 

The  following  are  the 

the  communications: 

“Seneca,  June  6,  1893. 
Hon.  Frank  Wenter , President  Trustees 

Sanitary  District , Chicago , III.: 

Dear  Sir— Enclosed  please  find  copy 
of  resolution  passed  by  President  and 
Board  of  Trustees  of  Seneca,  Illinois, 
June  5th. 

Yours  truly, 

(Signed)  John  E.  Morrissey, 

Clerk.” 


(Enclosure. ) 

‘‘Seneca,  Ills.,  June  6,  1893. 

Preamble  and  resolutions  adopted  by 
the  President  and  Board  of  Trustees  of 
the  Village  of  Grotty  at  their  regular 
meeting,  held  in  the  Village  Hall,  June 
5th,  1893. 

Whereas,  Work  upon  the  large  canal 
across  the  Chicago  Divide,  which  has 
been  undertaken  by  the  Sanitary  District 
of  Chicago  is  now  well  under  way ; and 

Whereas,  The  ultimate  object  sought 


tl893. 

by  the  State  Legislature. in  enacting  the 
law  under  which-the  said  Sanitary  Dis- 
trict is  operating  was  the  construction  of 
a great  water-way  to  connect  Lake  Michi- 
gan and  the  Mississippi  River,  via  the 
Illinois  River;  and 

Whereas,  It  seems  that  the  next  ses- 
sion of  Congress  will  be  a most  propitious 
one  to  bring  before  the  proper  national 
authorities,  the  urgent  necessity  of  be- 
ginning work  in  and  along  the  Illinois 
River  in  line  with  the  joint  resolutions 
passed  by  our  general  assembly  relating 
to  said  water-way;  therefore, 

Resolved,  By  the  President  and  Board 
of  Trustees  of  the  Village  of  Crotty,  corn- 
only  known  as  Seneca,  that  the  Trustees 
of  said  Sanitary  District  of  Chicago  be 
and  that  they  hereby  are  urgently  re- 
quested to  make  a trip  down  the  Illinois 
Valley  for  the  purpose  of  consulting 
with  our  people,  and  personally  investi- 
gating the  condition  of  the  valley  so  far 
as  it  relates  to  the  fulfillment  of  the 
water-way  project. 

Resolved,  That  the  Clerk  be  and  is 
hereby  instructed  to  forward  a copy  of 
these  resolutions  to  the  President  of  the 
Board  of  Trustees  of  said  Sanitary  Dis- 
trict of  Chicago. . 

(Signed)  Alex.  Vaughey, 

President. 

(Signed)  John  E.  Morrissey, 

Clerk .’ 


Whereas,  The  construction  of  the 
canal  across  the  Chicago  Divide,  upon 
which  the  Sanitary  District  of  Chicago 
is  now  engaged  will  by  no  means  connect 
Lake  Michigan  and  the  Mississippi  with 
a navigable  waterway,  as  desired  by  the 
people  of  the  State  of  Illinois;  and, 

Whereas,  In  order  to  bring  about 
this  much  needed  inland  improvement,  a 
great  deal  of  work  must  be  done  in  and 
along  the  Illinois  Kiver;  and, 

Whereas,  The  benefit  to  be  derived 
from  such  a waterway  is  far  reaching 
and  will  extend  to  the  entire  United 
States;  and, 

Whereas,  the  work  in  the  Illinois 
River  can  be  done  at  a less  expense  be- 
fore water  from  Lake  Michigan  is  turned 
into  this  valley,  than  afterward:  there- 
fore, 

Resolved,  By  the  Council  of  the  City 
of  Ottawa  that  the  trustees  of  said  Sani- 
tary District  of  Chicago  be  and  they 
hereby  are  urged  to  make  a trip  down 
the  Illinois  Valley  for  the  purpose  of 
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personally  inspecting  the  same  with  a 
view  to  ascertaining  what  steps  will  be 
necessary  to  most  efficiently  and  intelli- 
gently set  before  the  next  Congress  the 
matter  of  the  urgent  necessity  of  making 
an  early  beginning  on  the  work  of  pre- 
paring the  Illinois  River  for  the  reception 
of  the  proposed  additional  water  from 
Lake  Michigan ; 

j Resolved,  That  the  City  Clerk  be,  and 
he  hereby  is  instructed  to  forward  a copy 
of  these  resolutions  to  the  President  of 
the  Board  of  Trustees  of  said  Sanitary 
District  of  Chicago. 


[1893. 

(Passed  the  City  Council  the  6th  day  of 
June,  A.  D.  1893.) 

(Signed)  Jason  T.  Richardson,  Jr., 
City  Clerk” 

(Corporate  Seal.) 

ADJOURNMENT. 

On  motion  of  Mr.  Eckhart,  seconded 
by  Mr.  Kelly,  the  Board  then  ad- 
journed. 

Thos.  F.  Judge, 
Clerk . 
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PROCEEDINGS 

—OF  THE— 

Board  of  Trustees, 

—OF  THE— 

Sanitary  District  of  Chicago. 


JUNE  21, 1893. 


OFFICIAL  RECORD. 

( Published  fry  authority  of  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago.) 


REGULAR  MEETING. 

The  one  hundred  and  seventy-fifth 
regular  meeting  of  the  Board  of  Trus- 
tees of  the  Sanitary  District  of  Chicago 
was  held  in  their  rooms,  Rialto  Building, 
Wednesday,  June  21,  1893,  at  2 o’clock 
P.  M. 

President  Wenter  called  the  Board  to 
order. 

On  roll-call  Messrs.  Altpeter,  Cooley, 
Gilmore,  Kelly,  Russell  and  Wenter— six 
(6),  and  subsequently  Messrs.  Eckhart 
and  Prendergast — two  (2),  making  a 
total  of  eight  (8)  mehibers,  were'present. 

MINUTES. 

The  minutes  of  the  regular  meeting, 


held  June  14,  1893,  were  approved  as 
printed,  on  motion  of  Mr.  Kelly,  sec- 
onded by  Mr.  Russell. 

VOUCHERS. 

The  Clerk  presented  the  following 
vouchers: 

ENGINEERING  DEPARTMENT. 

Construction  Account — 


McArthur  Bros.  (Sec. 

3,  June  15,  ’93) $ 307  12 

McArthur  Bros.  (Sec. 

4,  June  15,  ’93) 1,063  12 

Agnew  & Co.  (Sec.  5, 

June  15,  ’93) 1,393  87 

Agnew  & Co.  (Sec.  6, 

June  15. ’93) 14175 

Agnew  & Co.  (Sec.  7, 

June  16,  ’93) 983  98 

Agnew  & Co.  (Sec.  8, 

June  16.  ’93) 1,847  30 

Agnew  & Co.  (S6c.  9, 

June  16,  ’93) 1,722  56 
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E.  D.  Smith  & Co.  (Sec. 

10,  June  16, ’93) $2,830  63 

Mason,  Hoge  & Co. 

(Sec.  11, -June  16, ’93).  3,259  16 

Mason,  Hoge  & Co. 

(Sec.  12,  June  15, .’93)  3,536  53 

Mason,  Hoge  & Co. 

* (Sec.  13,  June  15,  ’93)  5,036  28 

McCormick  Const;.  Co. 

(Sec.  14,  June  15,  ’93)  1,786  88 

Western  Dredging 
and  Impt.  Co.(Sec.  C., 

June  15, '93).., 642  17 

E.  D.  Smith  & Co.  (Sec^ 

D,  June  15, ’93) 1,787  01 

$26,288  35 

ENGINEERING  DEPARTMENT. 

Tobey  Furniture  Co. 

(furniture) $ 120  15 

LAW  DEPARTMENT. 

Land  Account— 

Orrin  N.  Carter,  (taxes 
on  acquired  land) $ 528  56 

GENERAL  ACCOUNT. 

Chicago  Edison  Co. 

(electric  lighting). . . $ 12  88 

Tbe  Chicago  Deposit 
Vault  Co.  ( janitor  ser- 
vice. May,  1893) 80  00 

The  Bureau  of  Press 
Clippings,  (press 

clippings) 44  25 

$ 137  13 

Grand  total ...  $27.074  19 


Mr.  Kelly,  seconded  by  Mr.  Russell, 
moved  that  the  vouchers,  as  read 
and  shown  above,  be  approved  and  or- 
dered paid. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter.  Cooley,  Gilmore,  Kelly, 
Russell  and  Wenter — six  (6).  Nays — 
Node. 

Upon  which  result,  the  President  de- 
clared the  motion  carried,  and  the  vouch- 
ers. as  read  and  shown  above,  approved 
and  ordered  paid. 

REQUISITIONS. 

The  Clerk  presented  the  following 
requisitions: 

No.  349,  Engineering  Department,' 

(maps) § 21  00 

No.  350,  Engineering  Department, 

(profile  books) 13  00 


Total $ 34  00 


Mr.  Kelly,  seconded  by  Mr.  Russell, 
moved  that  Requisitions  Nos.  349  and 
350.  for  the  Engineering  Department, 
as  read  and  shown  above,  be  allowed. 


On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Cooley,  Gilmore,  Kelly, 
Russell  and  Wenter — six  (6).  Navs — 
None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  Requi- 
sitions Nos.  349  and  350  inclusive,  for  the 
Engineering  Department,  as  read  and 
shown  above,  allowed. 

WEEKLY  REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report,  in  ac- 
cordance with  the  rules,  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  June  17, 
1893. 

The  same  was  read  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT: 

“Chicago,  June  21,  1893. 

Jo  the  Honorable  the  Board  of  Trustees 

oj  the  Sanitary  District  of  Chicago: 

Gentlemen — I beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  June 
17,  1893,  as  the  same  have  been  reported 
to  me  : 


Engineering  Department 85 

Clerical  Department 3 

Law  Department. 6 

Treasury  Department. 1 

Total  employes 95 


Respectfully  submitted, 

(Signed)  Thos.  F.  Judge, 

Clerk." 

REPORT  ON  M’ ARTHUR  BROTHERS’  CLAIM. 

The  Clerk  presented  a report  from  the 
Chief  Engineer  with  reference  to  the 
condition  of  the  work  on  McArthur 
Brothers’  Sections.  2,  3,  and  4,  and  their 
claim  for  a reclassification  of  the  mater- 
ial on  said  Sections;  and  the  same  was 
read. 

By  unanimous  consent  the  report  was 
ordered  printed  and  placed  on  file. 

The  following  is 

the  report: 

“ Chicago,  June  16.  1S93. 

To  the  Honorable  the  Board  of  Jrustees 
of  the  Sanitary  District  of  Chicago: 

Gentlemen — I made  as  full  an  inves- 


June  31,  J 


— 1286— 


[1893. 


tigation  of  the  situation  on  Section  3,  in 
the  matter  Qf  the  claim  of  McArthur 
Brothers,  as  the  existing  conditions 
would  admit  of.  We  found  that  all 
work  on  McArthur  Brothers’  Section  had 
been  suspended.  The  steam  shovel  had 
been  taken  out  of  the  cut  between  Sta- 
tions 886  and  890;  the  tracks  torn  up, 
and  the  pit  filling  up  with  water.  The 
stratum  complained  of  was  pointed  out 
to  me,  but  there  were  no  adequate  facil- 
ities at  hand  for  testing  its  character. 

Yours  truly, 

(Signed)  Isham  Randolph, 

Chief  Engineer .” 

CHANGES  IN  RIVER  DIVERSION. 

The  Clerk  presented  a report  from  the 
Chief  Engineer  with  reference  to  changes 
in  the  River  Diversion  from  the  west  line 
of  Section  21,  in  Cook  County,  to  near 
the  center  of  Section  15,  in  Du  Page 
County;  and  the  same  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Altpeter, 
moved  that  the  report  be  ordered  printed 
and  referred  to  the  Committee  on  Engi- 
neering. in  conjunction  with  the  Chief 
Engineer  and  Attorney 

The  motion  prevailed  unanimously, 
and  the  report  was  ordered  printed  and 
so  referred. 

The  following  is 

THE  REPORT : 

“Chicago,  June  16, 1893. 

To  the  Honorable  the  Board  of  the  Trus- 
tees of  the  Sanitary  District  of  Chicago : 

Gentlemen — After  an  examination  of 
the  ground  coupled  with  information  ob- 
tained from  my  assistants  and  from  the 
maps  of  the  Sanitary  District,  I would 
respectfully  urge  that  the  line  of  River 
Diversion  be  made  continuous  from  the 
west-line  of  Section  2l  in  Cook  county  to 
intersection  with  existing  channel  near 
the  center  of  Section  15  in  Du  Page 
county.  My  reasons  for  this  are  these; 
The  proposed  extension  will  make  the 
improvement  more  symmetrical ; the  flow 
of  water  will  be  facilitated,  as  will  con- 
struction of  the  Main  Channel  Should 
the  diversion  be  followed  out  on  the 
lines  now  shown  upon  the  Sanitary  Dis- 
trict maps,  it  will  become  necessary  for 
the  contractors  to  dump  waste  material 
on  the  south  side  of  the  channel  for  a 
considerable  distance.  To  do  this^ would 
involve  quite  a delay  in  the  execution  of 
the  work  by  redson  of  the  necessary 
shifting  of  machinery  and  reorganization 


of  the  scheme  of  the  work.  The  District 
would  consequently  have  to  give  an  ex- 
tension in  time  of  completing  the  work 
and  to  compensate  the  contractors  for 
the  cost  or  shifting  and  reorganizing 
their  plant.  Hoping  for  your  favorable 
action,  I remain 

Yours  very  respectfully, 

(Signed)  Isham  Randolph, 

Chief  Engineer .” 

means  of  transportation  along  the, 
channel. 

The  Clerk  presented  a report  from  the 
Chief  Engineer  with  reference  to  ve- 
hicles for  transportation  over  a proposed 
continuous  road  along  the  Main  Chan- 
nel; and  the  same  was  read. 

Mr.  Gilmore,  seconded  by  Mr.  Cooley, 
moved  that  the  report  be  ordered'  printed 
and  laid  over  for  future  action. 

The  motion  prevailed  unanimously, 
and  it  was  so  ordered. 

The  following  is 

the  report : 

“Chicago,  June  16,  1893. 

To  the  Honorable  the  Boqrd  of  Trustees 

of  the  Sanitary  District  of  Chicago : 

Gentlemen— In  the  matter  of  trans- 
portation along  the  lines  of  our  work,  I 
wish  to  offer  a suggestion : The  District 
should  own  a strong,  servicable,  light 
draught  team  and  two  vehicles.  One  of 
these  vehicles  should  be  of  the  surrey 
type  for  four  people,  the  other  of  the 
wagonette  type  with  seats  for  about  ten 
persons.  Such  an  outfit  as  this  would 
prove  very  servicable  for  the  use  of  the 
Trustees  and  of  the  heads  of  depart- 
ments. In  this  connection  the  question 
of  a. continuous  road  upon  the  limits  of 
the  right  of  way  ought  to  be  considered. 
By  joint  action  on  the  part  of  the  Dis- 
trict and  the  contractors  such  a road 
could  be  provided  at  small  cost. 

Yours  very  respectfully, 

(Signed)  Isham  Randolph, 

Chief  Engineer 

semi-monthly  report  on  condition  of 

WORK. 

The  Clerk  presented  a report  from  the 

I Chief  Engineer  enclosing  the  first  semi- 
monthly report  from  the  Superintendent 
of  Construction,  with  reference  to  the 
condition  of  work:  and  the  report  and 
enclosure  were  read. 
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Mr.  Cooley,  seconded  by  Mr.  Altpeter, 
moved  that  the  report  and  enclosure  be 
ordered  printed  and  referred  to  the  Joint 
Committee  on  Engineering  and  Finance. 

The  motion  prevailed  unanimously, 
and  the  report  and  enclosure  were  or- 
dered printed  and  so  referred. 

The  following  is 

THE  REPORT,  WITH  ENCLOSURE : 

“Chicago,  June  20,  1893. 

To  the  Honorable , the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago : 

Gentlemen — I submit  herewith  the  re- 
port of  Mr.  U.  W.  Weston,  Superintend- 
ent of  Construction,  covering  the  con- 
dition of  the  work.  This  report  is  borne 
out  by  my  own  investigations  extending 
from  Summit  to  Section  10,  beyond 
which  point  I have  been  unable  to  go 
since  assuming  charge  of  the  Engineer- 
ing Department. 

Section  1 makes  a worse  showing  than 
any  that  I saw  on  which  any  attempt 
had  been  made  to  do  work.  The  visible 
equipment  being  two  boilers  upon  skids 
in  the  midst  of  a pool  of  water,  and  one 
hoisting  machine  which  is  being  utilized 
for  pulling  stumps. 

Respectfully  submitted, 

(Signed)  Isham  Randolph, 

Chief  Engineer .” 


(Enclosure.) 

“Chicago,  June  20,  1893. 
Isho.m  Randolph,  Esq.,  Chief  Engineer 

Sanitary  District : 

Dear  Sir— In  response  to  your  inquiry 
in  reference  to  the  resumption  of  work 
by  our  contractors,  will  say  that  I have 
just  returned  from  a trip  over  the  line  of 
the  canal  and  found  that  the  adjustment 
of  the  differences  between  the  striking 
quarrymen'and  their  employers  has  en- 
abled our  contractors  to  resume  work, 
and  that  no  further  trouble  is  anticipa- 
ted. 

On  Sections  14,  13,  12,  11  and  10,  the 
conditions  are  favorable  for  the  effective 
prosecution  of  the  work  up  to  the  full 
progress  requirements  when  the  ad- 
ditional machinery  ordered  shall  have 
been  put  in  .place;  this  the  contractors 
say  they  will  have  in  working  order  in  a 
few  weeks.  Some  of  it  is  now  being  de- 
livered. 


North  of  this  point  high  water  has- 
prevented  the  completion  of  the  River 
Diversion,  which  has  doubtless  retarded, 
progress  somewThat  on  the  Main  Chan- 
nel. 

On  Sections  9 to  5 inclusive,  the  con- 
tractors are  increasing  their  forces  and 
plant  with  the  expressed  intention  of 
bringing  same  up  to  the  rate  of  progress 
required. 

No  work  is  being  done  on  Sections  4 to 
2 inclusive.  Tracks,  tools  and  machinery 
have  been  taken  from  the  pits,  and  the 
latter  permitted  to  fill  with  water. 

But  very  little  has  been  accomplished 
on  Section  1,  and  there  is  no  encouraging 
indication  of  much  immediate  improve- 
ment. No  estimate  has  been  given  on- 
this  section  since  February  15th. 

Yours  very  truly, 

(Signed)  U.  W.  Weston, 

Supt.  of  Construction .” 

JUDICIAL  DECISION  ON  ElGHT-HOUR  DAY. 

The  Clerk  presented  a report  from  the 
Attorney,  enclosing  an  opinion  from 
Hon.  Thomas  A.  Moran,  concerning  the 
steps  necessary  to  obtain  a judicial  de- 
cision with  reference  to  the  enforcement 
of  the  eight-hour  clause  of  the  Sanitary 
District  law,  made  in  response  to  an 
order  passed  at  the  meeting  held  Febru- 
ary 15,  1893  (page  1053  of  the  Proceed- 
ings); and  the  report  and  enclosure  were 
read. 

With  reference  to  the  same  matter, 
.Mr.  Altpeter  presented  a communication 
from  the  “United  Carpenters’  Council  of 
Chicago.”  directed  to  the  Board  of  Trus- 
tees, and  the  same  was  read. 

Mr.  Altpeter,  seconded  by  Mr.  Kelly, 
moved  that  the  report  and  enclosure,  to- 
gether with  the  communication,  be  or- 
dered printed  and  referred  to  the  Com- 
mittee on  Judiciary. 

After  discussion,  Mr.  Prendergast, 
seconded  by  Mr.  Altpeter,  moved,  as  an 
amendment,  that  the  “Trades  and  La- 
bor Assembly  of  the  City  of  Chicago*’  be 
requested  to  submit  to  the  Board  of  Trus- 
tees the  names  of  two  competent  attor- 
neys to  represent  the  Sanitary  District 
of  Chicago  in  the  matter  of  securing  a 
judicial  decision  on  the  enforcement  of 
the  eight-hour  clause  of  the  Sanitary  Dis- 
trict law. 

On  roll-call  on  the  amendment  the  vote 
stood:  Yeas — Messrs.  Altpeter  and  Pren- 
dergast— two  (2).  Nays— Messrs.  Cooley, 
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Eckhart,  Gilmore,  Kelly,  Russell  and 
Wenter— six  (6). 

Upon  which  result  the  President  de- 
clared the  amendment  lost. 

On  roll-call  on  the  original  motion  of 
Mr.  Altpeter,  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Cooley,  Eckhart,  Gil- 
more, Kelly,  Prendergast,  Russell  and 
Wenter — eight  (8).  Nays — None- 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  report 
and  enclosure,  together  with  the  com- 
munication, ordered  printed  and  referred 
to  the  Committee  on  Judiciary. 

The  following  is 

THE  REPORT,  WITH  ENCLOSURE: 

“Chicago,  June  20,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  Distnct  of  Cliicaqo: 

Gentlemen— On  February  15th,  1893, 
an  order  was  passed  by  the  Board  direct- 
ing me  “to  take  the  necessary  steps 
to  obtain  a judicial  decision  upon  the 
power  of  this  Board  to  restrain  contrac- 
tors in  doing  work  for  the  District  from 
requiring  or  permitting  their  employes 
to  work  more  than  eight  hours  per  day.” 

As  Mr.  John  P.  Wilson,  General  Coun- 
sel of  the  Board,  and  myself  had  some- 
time previously  given  an  opinion  in  sub- 
stance that  the  Board  did  not  have  this 
power,  I did  not  feel  as  if  I ought  to  take 
charge  of  such  a case.  Mr.  Wilson  con- 
curred with  me  in  this  view.  After  con- 
sultation with  the  Judiciary  Committee 
and  other  Trustees,  together  with  Mr. 
Wilson,  it  was  thought  advisable  to  ask 
Judge  Thomas  A.  Moran  to  take  charge 
of  tjie  matter.  1st  accordance  with  this 
plan  a communication,  of  which  the  fol- 
lowing is  a copy,  was  sent  him: 

“Chicago,  March  4,  1893. 
Hon.  Thomas  A.  Moran: 

Dear  Sir— Enclosed  you  will  find  a 
copy  of  a clause  inserted  in  the  contracts 
entered  into  by  the  Sanitary  District  for 
the  digging  of  its  channel.  The  con- 
tractors are  employing  men  by  the  hour 
who  work  more  than  eight  hours  per  day. 
The  Sanitary  District  is  desirous  of  bring- 
ing suit  to  restrain  the  contracts  from  re- 
quiring or  permitting  their  employes  to 
work  more  than  eight  hours  per  day  and 
of  securing  your  services  to  that  end 

If  agreeable  to  you  to  act  in  the  matter, 
1 wohld  be  pleased  to  have  you  report  at 
your  earliest  convenience,  what  proceed- 
ings in  your  opinion  would  best  enable 
the  Sanitary  District  to  obtain  a judicial 


[1893. 

decision  as  to  its  rights  and  powers  in 
the  premises. 

Yours  very  truly, 

Orrin  N.  Carter,' 
Attorney. 
John  P.  Wilson, 
General  Counsel /’ 

“In-  response  to  this  communication 
Judge  Moran  yesterday  sent  me  the  en- 
closed opinion  on  the  questions  submitted 
to  him.  He  informs  me  that  owing  to 
great  pressure  of  business,  he  was  unable 
to  give  the  opinion  at  an  earlier  date . 

Respectfully  submitted, 

(Signed)  Orrin  N.  Carter, 

Attorney.'* 

(Enclosing  opinion.) 


(Enclosure.) 

“Chicago,  June  19,  1893. 

To  the  Sanitary  District  of  Chicaqo: 

My  opinion  has  been  asked  as  to  the 
right  of  the  Sanitary  District  to  restrain 
contractors  who  are  working  under  con- 
tracts with  said  District  in  the  digging 
of  the  channel,  from  employing  men  by 
the  hour  for  more  than  eight  hours  per 
day,  and  what  proceedings  would  best 
enable  the  Sanitary  District  to  obtain  a 
judicial  decision  as  to  its  rights  and 
powers  in  the  premises. 

To  the  first  question — that  is.  the  right 
of  the  Sanitary  District  to  restrain  con- 
tractors from  employing  men  by  the 
hour  for  more  than  eight  hours  per  day, 
I am  of  opinion  that  the  Sanitary 
District  has  no  standing  under  the  law  to 
restrain  such  contractors.  A form  of  the 
contract  entered  into  between  the  Sani- 
tary District  and  its  contractors  has  been 
furnished  to  me  and  said  contract  con- 
tains the  following  clause: 

“The  said  contractor  hereby  agrees  to 
“ carry  on  all  the  work  provided  for  in 
“this  contract  in  strict  conformity  to  the 
“requirements  of  the  law  under  which 
“the  Sanitary  District  of  Chicago 
“ is  organized,  entitled  ‘An  act  to 
“create  sanitary  districts  or  to 
“remove  obstructions  from  the 
“ Desplaines  apd  Illinois  Rivers,  ap- 
“ proved  May  29th,  1889,  in  force  July  1, 
“ 1889,’  which  provides  in  Section  11, 
“ among  oilier  things,  that  no  person 
“ shall  be  employed  on  said  work  unless 
“ he  be  a citizen  of  the  United  States  or 
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“has  in  good  faith  declared  his  inten- 
sions to  become  such  citizen;  in  all 
“ cases  where  an  alien  after  making  his 
“declaration  of  intention  to  become  a 
“ citizen  of  the  United  States,  shall  for 
“the  space  of  three  months  after  he 
“ could  lawfully  do  so,  fail  to  take  nut 
“ his  final  papers  and  complete  his  citU 
“ zenship  such  failure  shall  be  prima 
“ facie  evidence  that  his  declaration  of 
4 ‘ intention  was  not  made  in  good  faith ; 

‘ 4 and  that  eight  hours  shall  constitute  a 
44  days  work/’ 

This  clause  of  the  contract  requires  the 
contractor  to  carry  on  the  work  in  con- 
formity with  the  requirements  of  the 
law.  The  contract  is  as  strong  and  broad 
as  the  law  is  and  conformity  with  the 
law  in  respect  to  its  provisions  is  con- 
formity writh  the  contract.  If  the  con- 
tractor, in  employing  persons  by  the 
hour  for  more  than  eight  hours  a day  is 
not  violating  the  law,  then  he  is  not  vio- 
lating the  contract  and  it  must  neces- 
sarily follow  that  the  other  party  to  the 
contract,  to- wit:  The  Sanitary  District, 
has  no  basis  for  complaint  against  the 
contractor.  There  is  nothing  in  this 
law  which  forbids  a contractor  to  employ 
laborers  by  the  hour  to  work  for  as 
many  hours  out  of  the  twenty-four  as  he 
and  they  can  agree  upon.  The  total 
effect  of  the  law,  in  my  opinion,  is  to  fix 
the  number  of  hours  that  shall  upon  work 
done  in  pursuance  of  the  organization  of 
the  Sanitary  District,  constitute  a legal 
day’s  work;  that  is  to  say,  where  a 
laborer  bargains  with  a contractor  to 
work  for  him  by  the  day  then  it  must  be 
held  that  both  parties  intended  the  legal 
day  provided  by  this  law,— that  is,  a day 
of  eight  hours.  The  act  does  not  prevent 
the  laborer  from  contracting  by  the  hour 
for  more  or  less  than  eight  hours  out  of 
the  twenty- four  nor  prescribe  any  amount 
of  compensation  for  eight  hours  or  for 
any  other  number  of  hours  of  labor.  If 
the  Sanitary  District  was  itself  to  em- 
ploy labor  by  the  day,  then  eight  hours 
would  measure  the  day  under  this  law, 
but  the  law  does  not  even  forbid  the 
Sanitary  District  from  employing  labor 
by  the  hour  and  for  a number  of  hours 
more  or  less  than  eight  hours  on  the 
same  day.  That  such  is  the  effect  of 
such  a provision  in  a -law  is  expressly 
determined  by  the  Supreme  Court  of  the 
United  States,  in  United  States  vs.  Mar- 
tin, 94  U.  S.,  400.  Thereby  the  Act  of 
Congress  of  June  25,  1808,  it  was  de- 
clared “that  eight  hours  shall  con- 
stitute a day's  work  for  all  labor- 
ers, ■workmen  and  mechanics  who 
may  be  employed  by  or  on  behalf  of  the 
Government  of  the  United  States.”  The 


Supreme  Court  said  that  such  a provision 
of  the  law  amounts  only  to  a direction 
to  the  officers  of  the  United  States  that 
eight  hours  would  constitute  a day’s 
work  for  a laborer,  but  that  the  statute 
did  not  provide  that  the  employer  and 
the  laborer  might  not  agree  with  each 
other  as  to  what  time  should  constitute 
a day's  work. 

I have  been  unable  to.finc^any  case 
which  announces  a different  doctrine  and 
on  reason  and  principle  I am  unable  to 
see  how  any  different  construction  of 
this  provision  of  the  law  that  eight  hours 
shall  constitute  a day’s  work  can  be  ar- 
rived at . 

On  the  assumption  # that  the  Sanitary 
District  is  not  content  to  rest  upon  the 
view  -which  I have  expressed  with  refer- 
ence to  the  construction  of  the  law  and 
its  right  to  restrain  contractors. from  em- 
ploying men  by  the  hour  for  more  than 
eight  hour’s  per  day,  and 'desires  to  insti- 
tute proceedings  to  obtain  a judicial  de- 
cision as  to  the  rights  of  the  Sanitary 
District  in  that  regard,  I have  to  say  that 
the  only  proceeding  that  seems  to  me  to 
be  at  all  tenable  is  a proceeding  in  equity 
to  enjoin  the  contractor  from  employing 
men  in  any  other  way  than  by  the  day 
and  for  the  day  of  eight  hours,  treating 
the  provision  in  the  contract  which  I 
have  quoted  as  an  agreement  on  the  part 
of  the  contractors  that  they  will  not  em- 
ploy the  men  except  by  the  day  and  for 
an  eight  hour  day;  that  is,  treating  said 
clause  in  the  agreement  as  a negative 
covenant  or  promise  on  the  part  of  the 
contractor.  A bill  to  restrain  a violation 
of  such  negative,  promise  or  covenant  is 
a proceeding  that  has  frequently  received 
the  approval  of  the  Chancery  Courts.  A 
judicial  determination  of  the  question 
could  therefore  be  obtained  by  filing  a 
bill  setting  out  the  contract  and  praying 
for  an  injunction  against  the  contractors 
as  above  indicated.  All  the  questions 
could  be  raised  on  demurrer  to  the  bilL 
In  such  cases  if  the  contract  is  clear  and 
the  violation  of  it  is  apparent,  the  fact 
that  no  injury  is  done  to  the  complainant 
by  its  violation  will  rqake  no  difference 
in  a court  of  equity.  Proof  of  actual 
damage  to  the  complainant  in  such  cases 
is  not  required. 

Dickinson  v.  Grand  June.  Canal  Co.,. 
15  Beav.  270. 

Also  on  this 'general  doctrine. 

Lumley  v.  Wagner,  1 de  Gex.  N.  & G.,, 

604. 

Stewart  v.  Winters,  4 Sanf.  Chy.  Rep.,. 
2S7. 
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Metropolitan  Exhibition  Co.  v.  Ewing, 
42  Fed.  Rep.  198 

Cort  v.  Lasar,  18  Ore.,  221. 

Hahn  v.  Concordia  Society,  42  Mo., 
465. 

See  2 Beach  on  Mod.  Eq.  Jur.,  Secs. 
604,  605,  606  and  cases  there  cited. 

Also  2 High  on  Inj.,  Sec.  1134  et  seq. 

I feel  bound  to  say  that  while  I have 
examined  a very  large  number  of  au- 
thorities in  which  the  right  to  enforce 
observance  of  a negative  covenant  in  a 
court  of  equity  has  been  considered,  I 
have  found  no  case  whatever  that  would 
justify  me  in  saying  that  a favorable 
decision  on  such  a bill  as  I have  herein 
indicated  might  be  filed,  could  be  hoped 
for. 

Respectfully, 

(Signed)  T.  A.  Moran. 


The  following  is 

THE  COMMUNICATION: 

“Chicago,  June  14, 1893. 
Board  of. Sanitary  Trustees: 

Gentlemen  — We,  the  undersigned 
pommittee  have  been  deputized  by  Car- 
penter's Union  No.  1 U.  B.  of  Chicago, 
to  await  upon'  your  Honorable  Body  for 
the  purpose  of  makitig  inquiries  regard- 
ing the  enforcement  of  certain  sections 
of  the  Drainage  Act.  More  particularly 
are  we  instructed  to  inquire, 

First— Whether  the  said  act  provides 
for  an  eight-hour  work  day. 

Second — "Whether  the  contracts  made 
betwe.en  the  contractors  for  the  drainage 
channel  and  the  Board  of  Trustees  specify 
that  eight  hours  shall  constitute  a legal 
day’s  work. 

Third— (If  the  foregoing  are  answered 
affirmatively);  Why  is  this  section  (the 
only  one  contained  in  the  Drainage  Act 
that  directly  affects  the  working  classes) 
totally  disregarded  by  the  contractors  of 
the  drainage  channel  and  also  by  the 
Honorable  Board  of  Drainage  Trustees. 

In  connection  herewith  we  take  the 
liberty  of  stating  that  we  largely  ascribe 
the  disastrous  troubles  that  have  of  late 
taken  place  along  the  drainage  channel 
to  the  fact  that  the  employes  are  com- 
pelled to  work  a long  number  of  hours 
per  day  for  the  smallest  possible  recom- 
pense 

We  therefore  address  you  not  alone  in 
name  of  the  organized  carpenters  of  this 
city,  but  also  in  behalf  of  all  who  are 


humane,  to  alleviate  if  in  your  power, 
the  condition  of  the  unhappy  laborers 
employed  in  the  construction  of  the 
drainage  channel. 

Respectfully  submitted, 

(Signed)  Jas.  Morahan, 

W.  J.  Whitehurst, 
Jos.  Stewart, 

P.  F.  Parish, 

Chas.  Witt, 

A.  L.  Dintaman, 

W.  J.  Logsdon, 

J.  C.  Booth, 

Wm.  Coulter, 

J.  Kabitzki, 

Hy.  W.  Skinner, 
cAdolph  Stamm.” 

PURCHASE  OF  “DONNERSBERGER  LAND.” 

Mr.  Eckhart,  Chairman,  presented  a re- 
port from  the  Joint  Committee  on  Fi- 
nance and  Engineering,  with  reference 
to  the  purchase  from  Joseph  Donners- 
berger  of  certain  right  of  way  lands  in 
Cook  County,  and  authorizing  and  direct- 
ing the  Clerk  to  pay  for  said  right  of 
way  land 8,  on  the  voucher  of  the  Attor- 
ney, as  provided  in  the  report;  and  the 
report  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  adopted,  ordered 
printed  and  placed  on  file,  the  recommen- 
dations made  therein  concurred  in,  and 
the  Clerk  authorized  and  directed  to  pay 
said  Joseph  Donnersberger,  on  the 
voucher  of  the  Attorney,  for  said  right 
of  way  lands,  as  provided  in  the  report. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpet^r,  Cooley,  Eckhart,  Gil- 
more, Kelly,  Prendergast,  Russell  and 
Wenter — eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed 
on  file,  the  recommendations  made 
therein  concurred  in,  and  the  Clerk  auth- 
orized and  directed  to  pay  said  Joseph 
Donnersberger,  on  the  voucher  of  the 
Attorney,  for  said  right  of  way  lands,  as 
provided  in  the  report. 

The  following  is 

THE  REPORT: 

“Chicago,  June  21,  1893. 

To  the  Honorable , the  Board  of  Trustees 

ot  the  Sanitary  District  of  Chicago 

Gentlemen — The  Joint  Commit  lee  ou 
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Finance  and  Engineering  have  reached 
an  agreement  with  Joseph  Donnersberger 
for  the  purchase  from  him  for  the  cor- 
porate purposes  of  this  District  of  the 
land  hereinafter  described  for  the  sum 
of  sixty-eight  thousand  six  hundred  and 
four  ($68, GO 4)  dollars. 

Your  Com  mittee  recommend  that  the 
Clerk  of  this  District  be  directed  to  pay 
on  the  vouc  her  of  the  Attorney  to  said 
Joseph  Donnersberger  the  sum  of  sixty- 
eight  thousand  six  hundred  and  four 
($68,604)  dollars,  in  full  payment  for  the 
following  described  land,  to-wit: 

That  part  of  the  southwest  quarter  (J) 
of  the  northwest  quarter  (i)  of  Section 
thirty-six  (36),  Township  thirty-nine  (39) 
North,  Range  thirteen  (13)  East  of  the 
Third  Principal  Meridian,  lying  northerly 
of  the  northerly  boundary  line  of  the 
right  of  way  of  the  Atchison,  Topeka 
and  Santa  Fe  Railroad  Company,  ex- 
cepting that  part  thereof  conveyed  by 
said  Donnersberger  to  the  Chicago,  Mad- 
ison and  Northern  Railroad  Company  by 
deed  dated  August  27,  1889,  ■ and  de- 
scribed therein  as  the  north  one  hundred 
(100)  feet  except  the  west  thirty-three 
(33)  feet  of  the  southwest  quarter  (1)  of 
the  northwest  quarter  (1)  of  "said  Section 
thirty-six  (36),  said  land  lying  and  being 
situate  in  the  County  of  Cook,  in  the 
State  of  Illinois. 

The  deed  is  to  be  made  subject  to  all 
taxes  and  assessments  subsequent  to  the 
year  1893,  and  subject  also  to  whatsoever 
easement  now  exists  in  the  public  over 
and  upon  the  west  thirty-three  (33)  feet 
of  the  premises  conveyed. 

Respectfully  submitted, 

(Signed)  B.  A.  Eckhart, 

Chairman. 
Thomas  Kelly, 

W.  H.  Russell, 

John  J.  Altpeter, 

L.  E.  Cooley, 

Joint  Committee  on  Finance  and  Engi- 

neenmj” 

REPORT  ON  REQUISITIONS  XOS.  344  TO 
848  INCLUSIVE. 

Mr.  Cooley,  Chairman,  presented  a re- 
port from  the  Committee  on  Engineer- 
ing, with  reference  to  Requisitions  Nos. 
344  to  348  inclusive,  for  the  Engineering 
Department,  presented  and  referred  to 
that  Committee  with  power  to  act,  at  the 
meeting  held  June  14,  1893  (page  1275  of 
the  Proceedings);  and  the  report  was 
read. 


Mr.  Cooley,  seconded  by  Mr.  Kelly, 
moved  that  the  report  ' be  adopted, 
ordered  printed  and  placed  on  file. 

The  motion  prevailed  unanimously 
and  it  was  so  ordered. 

The  following  is 

THE  REPORT: 

“Chicago,  June  21, 1893. 

To  the  Honorable  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago: 

Gentlemen — With  reference  to  Requi- 
sitions Nos.  344  to  348,  inclusive,  for  the 
Engineering  Department,  presented  and 
referred  to  this  Committee  with  power  to 
act  at  the  meeting  held  June  14,  1893, 
(page  1275  of  the  Proceedings)  respect- 
fully report  that  it  has  considered  and 
allowed  the  same. 

Respectfully  submitted, 

(Signed)  L.  E.  Cooley, 

Chairman. 

Thos.  Kelly, 

W.  H.  Russell, 

John  J.  Altpeter, 
Committee  on  Engineering 

CHANGES  IN  PLANS  BETWEEN  WILLOW 
SPRINGS  AND  LOCKPORT. 

Mr.  Cooley,  Chairman,  presented  a re- 
port from  the  Committee  on  Engineer- 
ing, accompanied  by  four  orders,  with 
reference  to  certain  changes  from  plans 
and  contracts  for  the  work  between 
Willow  Springs  and  Leckport;  and  the 
report  and  accompanying  orders  were 
read. 

Mr.  Cooley,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  adopted,  or- 
dered printed  and  placed  on  file,  the  re- 
commendations made  therein  concurred 
in,  and  the  accompanying  orders  passed. 

On  roll  call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Cooley,  Eckhart.  Gil- 
more, Kelly.  Prendergast.  Russell  and 
W enter — eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
. dared  the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
tile,  the  recommendations  made  therein 
; concurred  in,  and  the  accompanying  or- 
I ders  passed. 

The  following  is 

THE  REPORT  WITH  ACCOMPANYING  ORDERS: 
“Chicago,  June  21, 1893. 

To  the  Honorable  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago: 

Gentlemen  — In  view  of  certain 
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changes  by  which  the  plans  and  descrip- 
tions submitted  and  tiled  by  the  Chief 
Engineer  on  April  19,  1893,  (Page  1172 
of  the  Proceedings)  differ  from  the  plans 
and  contracts  as  authorized  by  the  Board, 
for  the  work  between  Willow  Springs 
and  Lockport,  and  in  further  view  of  the 
fact  that  the  work  is  in  process  of  execu- 
tion and  that  said  changes  seem  to  be  of 
a character  to  be  approved,  the  Commit- 
tee, after  consultation  with  the  Engineer 
and  Attorney,  submits  herewith  several 
orders  which  cover  all  changes  made  to 
date,  for  the  approval  of  the  Board,  viz: 

First— An  order  covering  alljchanges 
in  alignment  and  division  of  sections,  of 
the  Main  Channel . 

Second — An  order  in  relation  to  changes 
in  the  grade  of  the  River  Diversion  on 
Sections  1 and  2. 

Third— An  ofder  for  a River  Diversion 
in  Sections  4 and  5. 

Fourth— An  order  in  relation  to  changes 
in  location  and  grade  of  River  Diversion 
between  the  line  of  DuPage  County  and 
Lemont  Township  and  Goose  Lake. 

Very  respectfully  submitted, 
(Signed)  L.  E.  Cooley, 

Chairman. 
Thos.  Kelly, 

W.  H.  Russell, 

John  J.  Altpeter, 

Committee  on  Engineering.” 


(Enclosures.) 

•‘Whereas,  The  location  of  the  Main 
Channel  between  the  Willow  Springs 
highway  and  the  middle  of  Section  14, 
of  Lockport  township,  and  the  several 
sections  thereof,  as  defined  in  the  specifi- 
cations and  in  the  order  of  June  29,  1892, 
(page  607)  has  been  changed  in  certain 
particulars,  as  follows: 

1.  A change  in  location  in  Section  1, 
between  the  highway  and  the  first  bend 
in  the  line  of  the  said  channel  for  the 
purpose  of  a better  alignment  with  the 
work  above  said  highway  and  to  better 
accommodate  the  River  Diversion. 

2.  A change  in  the  location  of  the 
curve  in  Sections  10  and  11,  by  which  the 
line  is  thrown  farther  away  from  the 
canal  and  railway  and  occupies  lower 
ground. 

3.  Certain  changes  by  which  Section 
1 is  made  to  begin  at  the  lower  side  of 


the  Willow  Springs  highway  and  the 
divisions  of  the  several  sections  are 
shifted,  and  the  lower  end  of  Section  14 
is  shifted  northward  to  a point  some  1,200 
feet  above  the  middle  of  Section  14,  of 
Lockport  township,  and  as  more  particu- 
larly set  forth  in  the  report  of  the  Com- 
mittee on  Engineering  on  November  2, 
1892  (page  850);  therefore,  be  it 

Ordered,  That  the  several  changes  in 
location  as  herein  set  forth  are  hereby 
authorized,  and  that  the  location  of  the 
Main  Channel  as  now  staked  out  on  the 
ground  and  as  described  under  head  of 
“ Location,”  (page  1173  of  the  Proceed- 
ings) is  hereby  adopted  as  the  final  loca- 
tion of  said  channel  and  the  several  sec- 
tions thereof/’ 


“Whereas,  A change  in  the  grade  of 
the  River  Diversion  in.  Sections  1 and  2 
has  been  found  desirable;  and, 

Whereas,  It  has  been  stipulated  in  an 
agreement  with  the  Columbia  Park  Com- 
pany (see  page  806  of  the  Proceedings), 
that  said  river  diversion  opposite  the 
park  of  said  company  shall  be  one  foot 
deeper  than  the  depth  specified  for  River 
Diversion  in  general;  therefore  be  it 

Ordered,  That  the  grade  of  the  River 
Diversion  beginning  at  Station  790,  oppo- 
site the  lower  end  of  Columbia  Park,  be 
established  at  an  elevation  of  six  feet 
above  Chicago  datum;  and  be  it 

Ordered , Further,  that  the  grade  of 
said  diversion  above  said  Station  790  to 
the  pool  at  or  near  Station  770,  be  made 
one  foot  lower.” 


“Whereas,  A diversion  of  the  river  in 
Sections  4 and  5 is  necessary  between 
Stations  920  and  960  or  thereabouts, 
therefore  be  it 

Ordered,  That  said  River  Diversion  be 
located  with  its  southeasterly  boundary 
not  less  than  eight  hundred  feet  from  the 
northwesterly  edge  of  the  Main  Channel 
and  parallel  thereto,  and  that  the  bottom 
grade  thereof  shall  be  at  the  plevation  of 
five  feet  or  thereabouts  above  Chicago 
datum.” 


“Whereas,  A change  in  location  of 
the  River  Diversion  in  Sections  10  and  11 
has  been  found  expedient  on  account  of 
right  of  way,  and 

Whereas,  It  has  been  found  desirable 
to  change  the  grade  of  the  River  Diver- 
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sion  between  Sag  and  Goose  Lake,  there- 
fore be  it 

Ordered , That  the  change  in  location 
of  said  River  Diversion,  beginning  at 
Station  1236-}-50  ip  Section  10,  and 
curving  southerly  to  Goose  Lake  in  such 
manner  as  to  bring  the  guard  bank  575 
feet  or  thereabouts  from  the  west  line 
of  the  Main  Channel  as  now  located,  and 
as  particularly  described  on  Page  1175  of 
the  Proceedings,  be  authorized,  and  be  it 
further 

Ordered,  That  the  grade  of  said  River 
Diversion  shall  be  established  at  5.04  feet 
above  Chicago  datum  at  Station  1070  in 
Section  7,  and  that  said  grade  descend 
thence  at  the  rate  of  0.12  feet  in  1000 
feet  to  Goose  Lake,  and  terminate  at 
Station  1290  at  an  elevation ' of  2.40  feet 
above  Chicago  datum." 

WESTERN  STONE.  COMPANY  AND  STEPH- 
EN/* STREET  BRIDGES,  ETC., 
REFERRED  BACK. 

Mr.  Cooley,  Chairman,  presented  a re- 
port from  the  Joint  Committee  on  En- 
gineering and  Finance,  with  reference 
to  the  Western  Stone  Company  and 
Stephens  street  bridges,  and  special  or- 
ders on  various  subjects,  recommending 
that  same  be  referred  back  to  the  Chief 
Engineer  for  further  consideration;  and 
the  report  was  read. 

Mr,  Cooley,  seconded  by  Mr.  Russell, 
moved  that  the  report  be  adopted,  ordered 
printed,  and  placed  on  file,  and  the  re- 
commendations made  therein  concurred 
in. 

On  roll-call  the  vote  stood:  Yeas — 

Messrs.  Altpeter,  Cooley,  Eckhart,  Gil- 
more. Kelly,  Prendergast,  Russell  and 
Wenter— eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  and  the  recommendations  made 
therein  concurred  in. 

The  following  is 

the  report: 

“Chicago,  June  7,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen-- In  regard  to  the  bridge 
for  the  Western  Stone  Company's  rail- 
way across  the  River  Diversion  near  the 
line  of  Cook  and'Will  Counties,  the  spec- 
ifications for  which  were  referred  to  this 
Committee  on  March  22nd,  (page  1112) 
and  wThich  was  referred  to  in  report  of 


April  5th,  (page  1140);  and  in  regard  to 
specification  for  bridge  over  River  Diver- 
sion at  Stephens  street,  referred  to  this 
Committee  on  May  10th  (page  1215),  the 
Committee  reports  as  follows: 

It  appears  desirable  to  reconsider  the 
whole  question  of  River  Diversion  and 
improvement  between  the  high  ground 
above  the  Santa  Fe  Railway  at  Summit 
and  the  Lockport  road,  in  respect  to 
bridges,  spillway,  culverts,  height  of 
levees,  and  any  other  matters  which  re- 
quire early  determination.  It  is  the 
further  opinion  of  the  Committee  that 
the  Chief  Engineer  should  report  to  what 
extent  it  may  be  practicable  to  restrain 
flood  waters  down  the  valley  of  the  Des- 
•plaines,  and  what  additional  works  will 
be  required  and  the  cost  thereof. 

It  is  therefore  recommended  that  the 
specifications  for  the  Western  Stone 
Company’s  bridge  and  the  highway 
bridge  at  Stephens  street,  Lemont,  be  re- 
ferred back  to  the  Chief  Engineer.  This 
will  also  dispose  of  the  instructions  in 
regard  to  the  Santa  Fe  crossing  at  Le- 
mont, as  contained  in  report  of  April  5th, 
(page  1140.) 

Special  orders  in  regard  to  spillway  at 
or  near  Summit  and  in  regard  to  river 
improvement  at  and  near  Romeo  are 
covered  in  the  above  general  recommen- 
dations, (see  Proceedings,  September  21, 
1892,  page  758;  August  10,  1892,  page 
677,  and  September  21,  1892,  page  753.) 

Very  respectfully  submitted. 
(Signed)  L.  E.  Cooley, 

Chairman. 
Thomas  Kelly, 

W.  H.  Russell, 

John  J.  Altpeter. 

B.  A.  Eckhart, 

Joint  Committee  on  Engineering  and 

Finance''’ 

CHANGE  OF  GRADE  IN  MAIN  CHANNEL. 

Mr.  Cooley.  Chairman,  presented  a re- 
port from  the  Joint  Committee  on  En- 
gineering and  Judiciary,  with  reference 
to  the  change  of  grade  in  the  rock  cut  on 
the  Main  Channel,  as  proposed  in  the  re- 
port of  the  Chief  Engineer,  presented 
and  referred  to  that  Committee  at  the 
meeting  held  March  1,  1893  (page  1066  of 
the  Proceedings;  and  the  report  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  adopted, 
ordered  printed  and  placed  on  file,  and 
the  recommendations  made  therein  con- 
curred in. 
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The  motion  prevailed  unanimously, 
and  it  was  s<)  ordered. 

The  following  is 

the  report: 

“ Chicago,  June  1,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— In  regard  to  the  report  of 
the  Chief  Engineer  of  March  1,  1893, 
(page  1066)  recommending  that  the  grade 
of  the  Main  Channel  be  .changed  in  the 
rock,  and  referred  to  this  Committee,  the 
Committee  reports  as  follows: 

The  proposed  change  of  grade  will 
raise  the  bottom  of  the  channel  at  the 
lower  end  some  two  feet,  and  reduce  the 
slope  in  the  rock  from  six  to  four  feet. 
The  effect  of  this  is  to  diminish  the 
capacity  about  twenty  per  cent.  The 
saving  in  cost  is  about  one  and  a half 
per  cent,  of  the  total  estimate  of  the 
Main  Channel  between  Bridgeport  and 
Joliet. 

It  is  argued  that  the  channel  will  carry 
the  minimum  volume  required,  by  law 
with  the  lessened  grade,  but  as  doubts 
have  been  expressed,  it  is  thought  wise 
to  be  entirely  safe,  especially  as  any 
extra  capacity  that  may  be  provided  costs 
so  little  in  proportion  to  the  entire  cost 
of  the  work. 

If  a change  of  grade  be  desirable  at  the 
lower  end  with  a view  to  the  better  con- 
struction of  regulating  works,  it  should 
be  obtained  in  some  other  way  than  by 
diminishing  the  capacity  of  the  channel 
now  provided  for  and  under  contract. 

-Your  Committee  therefore  recommends 
that  the  proposition  to  change  the  grade 
be  referred  back  to  the  Engineering  De- 
partment with  instructions  to  report 
what,  if  any,  changes  of  grade  should 
be  made,  the  channel  to  be  fully  equiva- 
lent in  capacity  to  that  now  specified. 

Very  respectfully  submitted, 
(Signed)  L.  E-.  Cooley, 

Chairman. 
Thomas  Kelly, 

W.  H.  Russell, 

John  J.  Altpeter, 

Joint  Committee  on  Engineering  and 

Judiciary 

RETORT  ON  M7  ARTHUR  CLAIM. 

Mr.  Cooley,  Chairman,  presented  a re- 
port from  the  Joint  Committee  on  Engi- 


neering and  Judiciary,  accompanied  by 
an  order,  with  reference  to  the  communi- 
cations from  McArthur  Bros.,  concern- 
ing “Conglomerate  Rock”  found  on  Sec- 
tions 2,  3 and  4 of  the  Main  Channel,  and 
asking  a reclassification  of  the  same,  pre- 
sented and  referred  to  that  Committee  at 
the  meetings  held  May  31, 1893,  and  June 
14,  1893  (pages  1253  and  1280  of  the  Pro- 
ceedings); and  the  report  and  accom- 
panying order  were  read. 

Mr.  Cooley,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  adopted,  or- 
dered printed  and  placed  on  file,  the  re- 
commendations made  therein  concurred 
in,  and  the  accompanying  order  passed. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Cooley,  Eckhart,  Gil- 
more,. Kelly,  Prendergast,  Russell  and 
Wenter^eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  the  recommendations  made  therein 
concurred  in,  and  the  accompanying  or- 
der passed. 

The  following  is 

THE  REPORT,  WITH  ACCOMPANYING  ORDER: 

“Chicago,  June  21,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago : 

Gentlemen— The  Joint  Committee  on 
Engineering  and  Judiciary,  to  whom 
was  referred  the  communications  of 
McArthur  Bros,  to  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago  under 
date  of  May  31st,  1893,  and  June  12th, 
1893,  having  considered  the  same,  beg 
leave  to  report  as  follows: 

The  Committee  is  unable  to  agree  with 
the  position  of  McArthur  Bros,  on  the 
question  raised  by  said  letters,  and 
recommend  that  the  Board  of  Trustees 
call  on  the  Chief  Engineer  of  the  Sani- 
tary District  of  Chicago  to  decide  the 
question  raised  by  said  communications 
from  McArthur  Bros.,  as  provided  in  the 
contracts  between  ‘the  Sanitary  District 
and  said  McArthur  Bros. 

(Signed)  L,  E.  Cooley, 

Chairman. 
Thomas  Kelly, 

W.  H.  Russell, 

John  J.  Altpeter, 

Joint  Committee  on  Engineering  and 

Judiciary .” 

(Enclosing  order  and  communications. 
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The  following  is 

THE  ORDER: 

“ Ordered , That  the  question  raised  by 
the  letters  of  McArthur  Bros,  to  the 
Board  of  Trustees  of  the  Sanitary  Dis-' 
trict  of  Chicago,  dated  May  31st,  1893, 
and  June  12th,  1893,  be  and  the  same  is 
hereby1  referred  to  the  Chief  Engineer  of 
the  District  for  his  decision  under  the 
provisions  of  the  contracts  between  Mc- 
Arthur Bros,  and  the  Sanitary  District, 
the  Board  of  Trustees  being  unable  to 
agree  .with  McArthur  Bros,  in  regard  to 
the  question  so  raised  by  them,  and  that 
the  Clerk  be  directed  to  furnish  said 
Chief  Engineer  with  a copy  of  said  let- 
ters and  of  this  order,  and  also  to  furnish 
McArthur  Bros,  with  a copy  of  this  or- 
der.*’ 

TRUSTEES’  ILLINOIS  VALLEY  TRIP 

The  Clerk  presented  a communication 
from  Geo.  McHuse,  Mayor,  and  Bernhard 
Wolters,  City  Clerk,  of  the  City  of  Ha- 
vana, urging  that  the  Trustees  of  the 
District  make  a trip  by  boat  down  the 
Illinois  Valley;  and  the  communication 
was  read. 

Mr’.  Cooley,  seconded  by  Mr.  Russell, 
moved  that  the  communication  be  or- 
dered printed  and  referred  to  the  Com- 
mittee on  Federal  Relations. 

The  motion  prevailed  unanimously, 
and  the  communication  was  ordered 
printed  and  so  referred. 

The  following  is 

THE  COMMUNICATION: 

“At  a regular  meeting  of  the  City 
Council  of  the  City  of  Havana,  in  the 
State  of  Illinois,  on  June  3,  1893,  among 
other  things,  the  following  resolutions 
were  unanimously  adopted: 

Be  it  resolved  by  the  City  Council  of  the 
City  of  Havana , That  heretofore,  for  the 
improvement  of  the  navigation  of  the 
Illinois  River,  the  government  of  the 
United  States  and  that  of  the  State  of 
Illinois  constructed  and  placed  in  that 
river  a system  of  dams  and  locks,  but 
that  the  benefits  therefrom  to  the  navi- 
gation is  not  perceptible  and  the  stagna- 
tion caused  thereby  has  produced  sick- 
ness and  disease,  and  hence,  that  system 
is  worse  than  a mere  failure;  that  really 
for  the  said  improvement  and  to  avoid 
the  perpetual  source  of  sickness,  disease 
and  death  that  will  surely  be  caused  by 
the  lodging  and  accumulating  against 
and  above  the  said  dams  of  the  immense 
sewerage  soon  to  flow  from  Chicago  into 
the  said  river,  the  said  dams  ought  to  be 


removed,  and  in  their  stead  a system  of 
wing  dams  and  dredging  adopted,  which 
would  also  aHow  a quLk  and  unob- 
structed passage  of  . the  said  sewage; 
that  the  improvement  of  the  Illinois  and 
Desplaines  Rivers  and  the  construction 
of  a canal,  so  as  to  make  a Davigable 
waterway  from  the  Mississippi  to  Lake 
Michigan  has  already  been  much  dis- 
cussed, agitated  and  favored  by  all  the 
people,  and  to  which  Congress  has  given 
attention  and  caused  surveys  and 
reports  thereof  to  be  made?  that  for  re- 
lieving the  City  of  Chicago  of  its  im- 
mense disease  breeding  sewage,  the 
Sanitary  District  of  that  city  is  now 
constructing  a large  canal  from  the  said 
lake  to  the  Desplaines  river  through  which 
from  said  lake  300.000  cubic  feet  of  wa- 
ter per  minute  will  flow,  carrying  the 
said  sewage  into  the  Desplaines  and 
thence  into  the  Illinois,  thereby  remov- 
ing the  cause  of  sickness  and  disease 
from  Chicago  and  distributing  it  along 
the  valleys  of  said  rivers,  but  mainly  at 
and  above  the  said  dams.  It  cannot, 
hovrever,  be  believed  the  people  of  Chi- 
cago or  the  Trustees  of  said  district  in- 
tentionally desire  to.  thus  send  disease 
and  death  to  the  people  of  those  valleys 
—that  the  law  under  which  said  Sanitary 
District  was  organized  contemplates  the 
construction  of  the  said  waterway  in 
connection  with  said  Sanitary  Canal  and 
the  removal  of  said  dams,  and  that  said 
-work  would  be  a great  aid  to  the  purpose 
of  the  said  district  and  a great  benefit  to 
all  the  people, ' and  that  the  influence  of 
said  Trustees,  properly  directed  and 
exercised,  connected  as  they  are  with 
their  great  Sanitary  scheme,  is  persua- 
sive and  well  calculated  to  secure  and 
hasten  the  said  waterway,  and  the 
• removal  of  said  damsr  Therefore  be  it 

Resolved,  That  to  enable  them  to  more 
intelligently  carry  out  their  great  Sani- 
tary project  in  connection  with  said 
rivers  and  more  effectually  use  their  in- 
fluence in  securing  and  hastening  the 
said  waterway  and  the  removal  of  said 
dams,  the  said  Trustees  are  hereby  re- 
quested and  urged  to  proceed  dowm  the 
Illinois  River  by  boat  on  the  subsidence 
of  the  present  high  water  therein,  and 
by  actual  inspection  to  become  better 
acquainted  with  the  said  river  and  the 
condition  of  the  valley  thereof,  and  the 
pernicious  effects  of  said  dams. 


(Signed) 

Attest: 


George  E.  McHuse, 
Mayor. 

Bernhard  Wolters, 


(Corporate  Seal.) 


City  Clerk” 
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USE  OF  STONE  BY  TOWN  OF  LEMONT.  | 

The  Clerk  presented  a communication, 
directed  to  the  Board  of  Trustees,  by  the 
Highway  Commissioners  of  the  Town  of 
Lemont,  asking  permission  to  obtain 
stone  excavated  from  the  Main  Channel 
of  the  District  for  grading  a road;  and 
the  communication  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Eckhart, 
moved  that  the  communication  be 
ordered  printed  and  referred  to  the  Joint 
Committee  on  Finance  and  Judiciary, 
with  power  to  act. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Cooley,  Eckhart,  Gil- 
more, Kelly,  Prendergast,  Russell  and 
Wenter — eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  com- 
munication ordered  printed  and  so  re- 
ferred. 

The  following  is  the 

the  communication: 

“Lemont,  June  21,  1893. 

To  the  Board  of  Sanitary  Trustees,  Sani- 
tary District  of  Cliicayo: 

Gentlemen— The  undersigned,  the  ; 


| Board  of  Highway  Commissioners  of  the 
Town  of  Lemont,  desire  to  arrange  with 
you,  whereby  it  may  be  permitted  to 
obtain  stone  from  the  pile  near  the  high- 
way north  of  the  Desplaines  River,  in 
Lemont. 

The  Board  intends  to  grade  a small 
piece  of  road,  and  can  obtain  stone  more 
readily  and  conveniently  from  the  large 
pile  along  the  highway  than  from  any 
other  point  here. 

Any  arrangement  which  you  may  see 
fit  to  make  with  our  Attorney,  J.  W, 
McCarthy,  will  be  satisfactory  to  us. 
We  would  like  to  know  as  soon  as  pos- 
sible. 

Yours,  etc., 

(Signed)  D.  B.  Murphy, 

Neil  Harkins, 
Lawrence  Kirk, 

Hiyh  way  Commissioners. 

adjournment.. 

On  motion  of  Mr.  Eckhart,  seconded 
by  Mr,  Kelly,  the  Board  then  ad- 
journed. 

Thos.  F.  Judge, 
Clerk , 
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PROCEEDINGS 

— OF  THE— 

Board  of  Trustees, 

—OF  THE— 

Sanitary  District  of  Chicago, 


JUNE  28, 1893. 


OFFICIAL  RECORD. 

(Published  by  authority  of  the  Board  of  Trustees 
of  <he  Sanitary  District  of  Chicago .) 


REGULAR  MEETING. 

The  one  hundred  and  seventy -sixth 
regular  meeting  of  the  Board  of  Trus- 
tees of  the  Sanitary  District  of  Chicago 
was  held  in  their  rooms,  Rialto  Building, 
Wednesday,  June  28,  1893,  at  2 o’clock 
P.  M. 

, President  Wenter  called  the  Board  to 
order. 

On  roll-call  Messrs.  Altpeter,  Bolden- 
wecE  Cooley,  Eckhart,  Russell  and  Wen- 
ter—six  (6),  and  subsequently  Messrs. 
Gilmore  and  Prendergast— two  (2),  mak- 
ing a total  of  eight  (8)  members,  were 
present. 

MINUTES. 

The  minutes  of  the  regular  meeting, 


held  June  21,  1893,  were  approved  as 
printed,  on  motion  of  Mr.  Russell  sec- 
onded by  Mr.  Boldenweck. 

VOUCHERS. 

The  Clerk  presented  the  following 
vouchers: 


ENGINEERING  DEPARTMENT. 

Construction  Account — 

Streeter  <fc  KeDefick/ 

(Sec.  E..  June  15.  ’93)  $6,791  15 
Ricker,  & Co. 

(Sec.  F.,  June  15, ’93)  2.270  77 

$9,061  92. 

ENGINEERING  DEPARTMENT. 


Cameron,  Amberg  & 

Co.  (stationery).....  $ 23  25 

John  Morris  Co.  ( sta- 
tionery ) 126  23 

S.  D.  Childs  & Co.  (sta- 
tionery)  2188 
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Rand,  McNally  & Co. 
(maps) 

$21  00 

E.  Dietzgen  Co.,  (draft- 
ing material) 

3 00 

John  T.  Allison,  (rent, 
Summit) 

20  00 

Estate  of  Richard 
Peters,  (vault  fittings 
and  changes) 

86  88 

E.  R.  Shnable,  (trav- 
eling)  

8 62 

Robert  H.  Cowdrey, 
(emergency) 

27  67 

$ 838  53 

LAW  DEPARTMENT. 

Thomas  Burke.( livery)  $ . 15  00 
Haley  & O’Donnell, 


(expense) 8 00 

O.  N.  Carter,  (expense)  28  18 

$ 46  18 


LAW  DEPARTMENT. 

Land  Account — 

Orrin  N.  Carter,  ( taxes 


on  acquired  land) $ 871  65 

Grand  total $9  818  28 


Mr,  Bolden  week,  seconded  by  Mr. 
Russell,  moved  that  the  vouchers,  as 
read  and  shown  above,  be  approved  and 
ordered  paid. 

On  roll  call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Russell  and  Wenter— six  (6). 
Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  vouch- 
ers, as  read  and  shown  above,  approved 
and  ordered  paid. 

REQUISITIONS, 

The  Clerk  presented  the  following 
requisition: 

No.  456,  Law  Department,  (station- 
ery, etc.) $9  35 

Mr.  Boldenweck,  seconded  by  Mr.  Alt- 
peter, moved  that  Requisition  No.  456 
for  the  Law  Department,  as  read  and 
shown  above,  be  allowed. 

On  roll-call  the  vote  stood : Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Russell  and  Wenter — six  (6). 
Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  Requi- 
sitions No.  456  for  the  Law  Department, 
as  read  and  shown  above,  allowed. 

WEEKLY  REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report,  in  ac- 
cordance with  the  rules,  showing  the 
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number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  June  24, 
1893. 

The  same  was  read  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT: 

“Chicago.  June  28,  1893. 

To  the  Honorable  the  Board  of  Trustees 
oj  the  Sanitary  District  of  Chicago: 

Gentlemen — I beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  June 
24,  1893,  as  the  same  have  been  reported 
to  me  : 


Engineering  Department 85 

Clerical  Department 3 

Treasury  Department 1 

Law  Department 6 

Total  employes 95 


Respectfully  submitted, 

(Signed)  Thos.  F.  Judge, 

* Clerk” 

DECISION  ON  MCARTHUR  CLAIM. 

The  Clerk  presented  a report  from  ,tlie 
Chief  Engineer,  being  a decision  on  the 
claim  of  McArthur  Brothers,  as  set  forth 
in  their  communications  of  May  31st  and 
June  12. 1893-,  concerning  “Conglomerate 
Rock”  found  on  Sections  2,  3,  and  4 of 
the  Main  Channel,  and  asking  a reclassi- 
fication of  the  same,  the  said  report  of 
the  Chief  Engineer  being  presented  in 
response  to  a report  of  the  Joint  Com- 
mittee on  Engineering  and  Judiciary, 
and  accompanying  order,  presented  and 
adopted  at  the  meeting  held  June  21, 
1893,  (page  1294  of  the  Proceedings);  and 
the  report  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
weck, moved  that  the  report  be  ordered 
printed  and  referred  to  the  Joint  Com- 
mittee on  Engineering  and  Judiciary, 
with  instructions  to  report  back  as  soon 
as  possible. 

The  motion  prevailed  unanimously, 
and  the  report  was  ordered  printed  and 
so  referred. 

The  following  is 

the  report: 

“ Chicago,  June  26,  1893. 

To  the  Honorable  the  Board  of  Irustees 

of  the  Sanitaru  District  of  Chicago: 

Gentlemen— Acting  under  your  reso- 
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lution  of  the  21st  inst.,  calling  upon  me 
to  exercise  the  power  delegated,  by  the 
contract,  to  the  Chief  Engineer  to  decide 
questions  arising  between  the  contractor 
and  the  Board,  irT  the  case  of  the  claim 
made  by  McArthur  Brothers  for  solid 
rock  classification  on  certain  material 
encountered  upon  their  work,  I have  to 
report  as  follows:  In  response  to  my  re- 
quest that  the  firm  would  submit  the 
arguments  upon  which  they  base  their 
claim,  for  my  information.  Mr.  Archi- 
bald McArthur  met  me  on  Saturday  last 
and  stated  verbally  the  substance  of  their 
claim  as  contained  in  their  communica- 
tion of  May  31st. 

After  carefully  considering  this  ques-% 
tion,  I am  unable  to  admit  their  claim 
for  the  following  reasons: 

The  terms  of  the  contract  defining 
Glacial  Drift  are  not  geologically  correct, 
but  the  definition  therein  set  forth  is 
arbitrary  and  was  adopted  by  the  Sani- 
tary District  and  accepted  by  the  con- 
tractor as  a basis  of  estimating  the 
material  overlying  the  solid  rock  for  the 
purposes  of  settlement.  That  the  ma- 
terial encountered  is  very  tough  and 
difficult  to  handle  cannot  be  denied,  but 
that  the  last  clause  of  the  arbitrary  defi- 
nition of  Glacial  Drift,  namely,  “any 
other  material  that  overlies  the  bed  rock*’ 
covers  and  includes  it  fully,  is  to  my 
mind  perfectly  evident. 

Respectfully  submitted, 

(Signed)  Isham  Randolph, 

Chief  Engineer .” 

PROJECT  FOR  TEST  PITS. 

The  Clerk  presented  a report  from  the 
Chief  Engineer,  enclosing  bids,  made  in 
response  to  an  order  passed  at  the  meet- 
ing held  May  24.  1893,  (page  1246  of  the 
proceedings)  with  reference  to  a project 
for  test  pits  on  the  right  of  way  between 
Robey  street  and  Summit;  and  the  re- 
port was  read. 

'Mr.  Cooley  presented  an  order  with 
reference  to  the  same,  accepting  the  prop- 
osition of  J.  R.  Davis  & Son;  and  the 
order  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Bolden- 
. week,  moved  that  the  report  be  adopted, 
ordered  printed , and  with  enclosed  bids 
placed  on  file,  the  recommendations  made 
therein  concurred  in,  and  the  order 
adopted. 

On  roll-call  the  vote  stood:  Yeas— 

Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore.  Prendergast,  Russell 
and  Wen  ter— eight  (8).  Nays— NonA 


Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  with  en- 
closed bids  placed  on  file,  the  recommen- 
dations made  therein  concurred  in,  and 
the  order  adopted. 

The  following  is 

THE  REPORT : 

“Chicago,  June  27,  1893. 

To  the  Honorable  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago: 

Gentlemen— I am  in  receipt  of  proposi- 
tions from  Wm.  Harlev  & Son,  J.  R. 
Davis  & Son  and  S.  B.  Geiger,  for  digging 
the  test  pits  which  are  needed  between 
Summit  and  Robey  street. 

From  H.  B,  Herr  & Co.  I had  a verbal 
proposition  to  do  the  work  under  our 
supervision,  we  paying  them  cost  plus  15 
per  cent. 

The  proposition  of  Wm.  Harlev  & Son 
is  $363  for  each  test  pit,  they  to  keep 
them  pumped  dry  during  the  time  of  the 
work. 

The  Geiger  proposition  figures  $403.84 
per  pit. 

J.  R.  Davis  & Son  submits  two  proposi- 
tions, one  to  bore  with  a pod  auger  6 
inches  in  diameter,  bringing  up  speci- 
mens of  each,  strata  of  material  passed 
through,  the  full  depth  of  such  strata, 
for  ilie  sum  of  $1.25  per  foot  depth. 
Their  alternative  proposition  is  a well 
three  feet  square,  curved  throughout, 
with  spaces  left  to  show  character  of 
material,  for  $2.50  per  foot,  including 
ladder.  Taking  the  average  depth  of 
wells  as  35  feet,  the  first  Davis  proposi- 
tion figures  out  $43.75,  the  second,  for 
larger  wells,  $87.50.  The  proposition 
does  not  contemplate  keeping  the  wells 
pumped  out  any  longer  than  is  necessary 
to  determine  the  character  of  the  ma- 
terial. I think  the  Davis  proposition 
meets  all  the  requirements  fully. 

Respectfully  submitted, 

(Signed)  Isham  Randolph, 

Chief  Engineer  ” 
(Enclosing  five  (5)  communications  > 


The  following  is 

THE  ORDER: 

“Whereas,  The  Chief  Engineer  lias 
this  day  submitted  certain  propositions 
for  test  pits  on  the  line  of  the  Main 
Channel  between  Robey  street  and  the 
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range  line  at  Sumnjit,  in  accordance 
with  order  of  May  24,  (pages  1246  and 
1250  of  the  Proceedings)  therefore  be  it 

Ordered,  That  the  sinking  of  said  test 
pits  be  authorized  in  such  number  as  the 
Chief  Engineer  may  deem  sufficient  to 
properly  disclose  the  nature  of  the  ma- 
terial to  be  excavated,  and  that  the 
proposition  of  J.  R.  Davis  & Son  be 
accepted,  the  work  to  be  done  under  the 
direction  of  the  Chief  Engineer.” 

SPECIFICATIONS  FOR  SERVICE  BOAT. 

The  Clerk  presepted  a report  from  the 
Chief  Engineer,  accompanied  by  specifi- 
cations, concerning  a general  service  boat, 
and  recomniending  the  sale  of  the  scow 
owned  by  the  District;  and  the  same  was 
read. 

Mr.  Cooley  presented  an  order  direct- 
ing the  Comfnittee  on  Finance,  in  con- 
junction with  the  Clerk,  to  dispose  of  the 
scow  mentioned  in  the  report  of  the 
Chief  Engineer;  and  the  order  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Bolden- 
weck, moved  that  the  report  be  adopted, 
ordered  printed  and,  with  enclosed  spec- 
ifications, placed  on  tile,  the  recommenda- 
tions made  therein  concurred  in,  and  the 
order  adopted. 

On  roll  call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley* 
Eckhart.  Gilmore,  Prendergast,  Russell 
and  VV enter — eight  (8).  Nays — Non.e. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed,  and,  with  en- 
closed specifications,  placed  on  file,  the 
recommendations  made  therein  con- 
curred in,  and  the  order  adopted. 

The  following  is 

THE  REPORT : 

“Chicago,  June  28, 1893. 

To  the  Honorable  the  Board  of  the  Trus- 
tees of  the  Sanitary  District  of  Chicago  : 

Gentlemen— I submit  herewith  the 
revised  specifications  for  General  Service 
Boat,  which  seem  to  meet  our  require- 
ments. 

In  this  connection,  I beg  to  call  atten- 
tion to  the  scow  that  is  owned  by  the 
District  which  is  seemingly  a source  of 
expense,  without  any  prospect  of  its  ever 
becoming  useful.  I am  advised  that  it 
costs  $ > per  month  to  store  it,  and  that  it 
is  constantly  giving  trouble,  requiring  to 
be  pumped  out,  etc.  I would  suggest 
that  it  might  be  well  to  dispose  of  it  if  a 
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reasonable  figure  can  be  obtained  for  it. 

Respectfully  submitted, 

(Signed)  Isham  Randolph, 

Chief  Engineer .” 
(Enclosing  specifications.) 


The  following  is 

the  order: 

“ Ordered , That  the  Committee  on  Fi- 
nance, in  conjunction  with  the  Clerk,  be 
and  they  are  hereby  instructed  to  dis- 
pose of  the  scow  which  is  reported  as 
.without  any  prospect  for  usefulness  in 
report  of  the  Chief  Engineer  of  this 
date.” 

PAYMENT  FOR  “ KEIG  ET  AL.  LANDS.” 

Mr.  Boldenweck  presented  an  order, 
authorizing  and  directing  the  Clerk  to 
pay  on  the  voucher  of  the  Attorney,  to 
the  County  Treasurer  of  Will  County, 
Illinois,  a certain  sum,  as  a deposit  for 
payment  for  right  of  way  lands  in  Will 
County,  Illinois,  owned  by  John  J.  Keig 
et  al.,  as  provided  in  said  order;  and  the 
order  was  read. 

Mr'.  Boldenweck,  seconded  by  Mr. 
Eckhart,  moved  that  the  order  be  adopted, 
and  the  Clerk  authorized  and  directed  to 
pay  the  County  Treasurer  of  Will  County, 
Illinois,  on  the  voucher  of  the  Attorney, 
for  said  lands  as  provided  in  the  order. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Prendergast,  Russell 
and  Wenter — eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the 
Clerk  authorized  and  directed  to  pay  the 
County  Treasurer  of  Will  County,  Illi- 
nois, on  the  voucher  of  the  Attorney,  for 
said  lands  as  provided  in  the  order. 

The  following  is 

the  order: 

“ Ordered , That  the  Clerk  of  this  Dis- 
trict be  authorized  and  directed  to  pay, 
on  the  voucher  of  the  Attorney,  to  the 
County  Treasurer  of  Will  county,  Illi- 
nois, the  sum  of  nine  hundred  ($900)  dol- 
lar for  the  use  and  benefit  of  the  owners 
of  or  persons  interested  in  that  part  of 
the  northwest  quarter  of  Section  two  (2), 
in  Township  thirty-six  (36)  North,  and  of 
Range  ten  (10),  East  of  the  Third  Princi- 
pal Meridian,  in  Will  county,  Illinois, 
thus  bounded  and  described: 

Beginning  at. a point  on  the  north  line 
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of  said  northwest  quarter  (!)  four  hun- 
dred and  twenty- nine  (429)  feet  west  cf 
the  westerly  reserve  line  of  the  Illinois 
and  Michigan  Canal;  thence  west  along 
the  said  north  line  of  said  northwest 
quarter  one  hundred  and  five  and  six- 
tenths  (105  6-10)  feet;  thence  southerly 
along  a line  parallel  to  the  said  westerly 
reserve  line  of  the  canal  four  hundred 
and  forty-five  and  five-tenths  (445  5-10) 
feet;  thence  east  along  a line  parallel  to 
the  said  north  line  of  the  said  northwest 
quarter  one  hundred  and  five  and  six- 
tenths  (105  6-10)  feet;  thence  northerly 
along  a line  parallel  to  the  said  westerly 
reserve  line  of  the  canal  to  the  point  of 
beginning;  containing  one  and  seven 
one-liundredths  (1.07)  acres  more  or  less. 

Said  amount  being  the  aggregate  of 
the  sums  awarded  to  tne  owners  of  or 
persons  interested  in  the  said  above  de- 
scribed land  by  the  verdict  of  the  jury 
and  the  final  order  and  decree  entered  in 
the  Circuit  Court  of  Will  county,  Illinois, 
in  the  case  of  the  Sanitary  District  of 
Chicago  vs.  John  J.  Keig,  et  al.,  general 
number  14,103,  on  the  23rd  day  of  June 
A.  D.,  1893.”- 

PURCHA6E  OF  “GEO.  H.  MERRICK  LANDS.” 

Mr.  Eckhart,  Chairman,  presented  a re- 
port from  the  Joint  Committee  on  Fi- 
nance and  Engineering,  recommend- 
ing the  purchase  from  George  H.  Mer- 
rick of  certain  right  of  way  lands  in 
Cook  County,  and  authorizing  and  direct- 
ing the  Clerk  to  pay,  on  the  voucher  of 
the  Attorney,  for  said  right  of  way  lands, 
as  provided  in  the  report;  and  the  report 
was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Boldon- 
w,eck,  moved  that  the  report  be  adopted, 
ordered  printed  and  placed  on  file,  the 
recommendations  made  therein  concurred 
in,  and  the  Clerk  authorized  and  directed 
to  pay  said  Geo.  H.  Merrick  on  the 
voucher  of  the  Attorney,  for  said  right 
of  way  lands,  as  provided  in  the  report. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Prendergast,  Russell 
and  Wenter — eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  arid  placed 
on  file,  the  recommendations  made 
therein  concurred  in,  and  the  Clerk  auth- 
orized and  directed  to  pay  said  George 
H.  Mefrick,  on  the  voucher  of  the 
Attorney,  for  said  right  of  way  lands,  as 
provided  in  the  report. 


The  following  is 

THE  REPORT  : 

“Chicago,  June  28,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — The  Joint  Committee  on 
Finance  and  Engineering  has  reached  an 
agreement  with  George  H.  Merrick  for 
the  purchase  from  him  for  the  cor- 
porate purposes  of  this  District  of  the 
land  hereinafter  described  for  the  sum 
of  ten  thousand  ($10,000)  dollars. 

Your  Committee  recommend  that  the 
Clerk  of  this  District  be  directed  to  pay 
on  the  voucher  of  the  Attorney  to  the  said 
George  H.  Merrick  the  sum  of  ten  thous- 
and ($10,000)  dollars  in  full  payment  for 
the  following  described  land,  to-wit: 

The  north  half  (!)  of  the  north  half  (!) 
of  the  southwest  quarter  (!)  of  the  north- 
east quarter  (!)of  Section  four  (4),  Town- 
ship thirty-eight  (38)  North,  Range  thir- 
teen (13),  East  of  the  Third  Principal 
Meridian;  said  land  lying  and  being 
situate  in  the  County  of  Cook,  in  the 
State  of  Illinois. 

Respectfully  submitted, 

(Signed)  B.  A.  Eckhart, 

Chairman . 
John  J.  Altpeter, 
Wm.  Boldenweck, 

W.  H.  Russell, 

L.  E.  Cooley 

Joint  Committee  on  Finance  and  Engi- 
neering.” 

USE  OF  STONE  BY  TOWN  OF  LEMONT. 

Mr.  Eckhart,  Chairman,  presented  a 
report  from  the  Joint  Committee  on 
Finance  and  Engineering,  with  reference 
to  the  communication  from  the  Highway 
Commissioners  of  the  Town  of  Lemont, 
asking  permission  to  use  stone  excavated 
from  the  Main  Channel  of  the  District 
for  grading  a road,  presented  and  re- 
ferred to  that  Committee  at  the  meeting 
held  June  21,  1893,  (page  1296  of  the 
Proceedings);  and  the  report  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
weck, moved  that  the  report  be  adopted, 
ordered  printed,  and  placed  on  file,  and 
the  recommendations  made  therein  con- 
curred in. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Prendergast,  Russell  and  Wen 
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ter — seven  (7).  Excused  and  not  voting 
— Mr.  Gilmore — one  (1).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  and  the  recommendations  made 
therein  concurred  in. 

The  following  is 

THE  REPORT: 

“Chicago,  June  28,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago : 

Gentlemen— Your  Committee  on  Fi- 
nance and  Judiciary,  to  whom  was  re- 
ferred the  request  of  the  Board  of  High- 
way Commissioners  of  the  Town  of 
Lemont  for  permission  to  take  stone 
from  the  spoil  bank  near  the  highway 
north  of  the  Desplaines  River  in  Lemont, 
for  the  purpose  of  grading  a road,  having 
considered  the  matter,  recommend  that 
said  Board  of  Highway  Commissioners 
be  granted  permission  to  take  stone  as 
requested,  not  to  exceed  two  hundred 
(200)  wagon  loads;  provided,  however, 
that  they  take  only  such  stone  as  is  non- 
merchantabie,  and  that  said  stone  be 
taken  under  the  direction  of  the  Chief 
Engineer,  his  agents  and  assistants,  as 
to  kind  taken  and  the  place  from  which 
same  shall  be  removed. 

(Signed)  B A.  Eckhart, 

Chairman. 
John  J.  Altpeter, 
Wm.  Boldenweck, 

W.  H.  Russell, 

Joint  Committee  on  Finance  and  Engi- 
neering 

SERVICE  boat  to  be  advertised. 

Mr.  Cooley,  Chairman,  presented  a 
report  from  the  Committee  on  Engineer- 
ing with  reference  to  a service  boat, 
and  directing  the  Chief  Engineer  to  re- 
ceive propositions  for  the  construction  of 
the  same  in  accordance  with  the  specifi- 
cations this  day  submitted;  and  the  re- 
port was  read. 

Mr.  Cooley,  seconded  by  Mr.  Bolden- 
weck, moved  that  the  report  be  adopted, 
ordered  printed  and  placed  on  file,  and 
the  recommendations  made  therein  con- 
curred in. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Gilmore,  Prendergast,  Russell  and  W en- 
ter— seven  (7).  Nays— Mr.  Eckhart— 
one  (1). 


Upon  which  result,  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  the  recommendations  made  therein 
concurred  in,  and  the  Chief  Engineer 
instructed  in  accordance  with  the  same. 

The  following  is 

THE  REPORT: 

“Chicago,  June  28, 1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — In  regard  to  a service 
boat,  reported  upon  by  the  Committee 
on  June  7,  1893,  (page  1267  of  the  Pro- 
ceedings) and  which  the  Committee,  in 
conjunction  with  the  Chief  Engineer, 
has  continued  under  advisement,  the 
Committee  recommends  that  the  Chief 
Engineer  be  instructed  to  receive  propo- 
sitions for  the  construction  of  a suitable 
boat,  as  specified  in  the  specifications 
this  day  submitted  by  the  Chief  Engi- 
neer, said  propositions  to  state  cost  and 
time  of  delivery  after  the  order  is  given. 

Respectfully  submitted, 

(Signed)  L.  E.  Cooley, 

Chairman. 
Wm.  Boldenweck, 
John  J.  Altpeter, 

W.  H.  Russell. 

Committee  on  Engineering .” 

refort  on  condition  of  work. 

Mr.  Cooley,  Chairman,  presented  a re- 
port from  the  Joint  Committee  on  Engi- 
neering and  Finance,  with  reference  to 
and  accompanied  by  the  report  of  the 
Chief  Engineer  enclosing  the  first  semi- 
monthly report  of  the  Superintendent  of 
Construction,  with  reference  to  the  con- 
dition of  work,  presented  and  referred 
to  that  Committee  at  the  meeting  held 
June  21,  1893  (page  1286  of  the  Proceed- 
ings); and  the  report  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Bolden- 
weck, moved  that  the  report  be  adopted, 
ordered  printed  and,  with  accompany- 
ing report,  placed  on  file. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart.  Gilmore,  Prendergast,  Russell 
and  Wenter— eight  (8).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  re- 
port adopted,  ordered  printed  and,  with 
accompanying  report,  placed  on  file. 
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The  following  is 

the  report: 

“Chicago,  June  28,  1893. 
To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — In  regard  io  the  report 
of  the  Chief  Engineer  and  the  Superin- 
tendent of  Construction,  referred  to  this 
Committee  on  June  21st,  your  Committee 
reports  as  follows: 

The  Committee  called  in  Alfred  and 
William  Harlev,  and  they  gave  assur- 
ances Of  progress  and  of  preparation  and 
disposition  to  push  the  work.  Your  Com- 
mittee is  not  prepared  to  advise  tiny 
harsher  measures  until  further  opportun- 
ity is  furnished  to  test  their  ability  to 
prosecdte  the  work  vigorously.  There 
seems  to  be  no  occasion  for  any  action  in 
regard  to  the  contracts  in  general  further 
except  on  Sections  two  (2)  three  (3)  and 
four  (4)  than  is  now  being  taken  by  the 
Superintendent  of  Construction  and  the 
Chief  Engineer. 

Very  respectfully, 

(Signed)  L.  E.  Cooley, 

Chairman. 
Wm.  Boldenweck. 
John  J.  Altpeter, 

B.  A.  Eckhart, 

W.  H.  Russell, 

Joint  Committee  on  Engineering  and 

Finance 

(Two  (2)  enclosures.) 

OFFICES  TO  BE  CLOSED  JULY  4. 

Mr.  Russell  presented  an  order,  direct- 
ing that  the  officts  of  the  District  be 
closed  on  Tuesday,  July  4,  1893;'  and  the 
order  was  read. 

Mr.  Russell,  seconded  by  Mr.  Altpeter, 
moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Prendergast,  Russell 
and  Wenter — eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  offices  of  the  District 
ordered  closed  Tuesday,  July  4,  1893. 

The  following  is 

the  order: 

“ Ordered , That  the  offices  of  the  San- 
itary District  of  Chicago  be  and  they  are 


hereby  order°d  closed  on  Tuesday,  July 
4,  1893,  the  same  being  a legal  holiday.” 

ADJOURNMENT  TO  SPECIAL  TIME. 

Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
weck, moved  that  when  the  Board  ad- 
journ, it  do  adjourn  to  meet  Saturday, 
July  1,  1893,  at  11  o’clock  A.  M. 

The  motion  prevailed  unanimously, 
upon  which  the  President  declared  that 
when  the  Board  adjourn,  it  do  adjourn 
to  meet  Saturday  July  1,  1893,  at  11 
o’clock  A.  M. 

By  unanimous  consent,  the  Board  then 
took  a ten- minute  recess. 

OGDEN  DITCH  INFLOW. 

On  reassembling  at  the  close  of  the  re- 
cess, the  Clerk  presented  a report  from 
the  Chief  Engineer,  accompanied  by  two 
enclosures  w ith  two  (2)  tables,  concern- 
ing the  condition  of  the  Chicago  River, 
and  the  inflow  from  the  Ogden  Ditch; 
and  the  report  and  enclosures  were  read. 

Mr  Cooley,  seconded  by  Mr.  Bolden- 
weck, moved  that  the  report  and  enclo- 
sures with  two  (2)  tables  be  ordered 
printed  and  placed  on  file- 

The  motion  prevailed  unanimously 
and  it  was  so  ordered. 

The  following  is 

THE  REPORT,  WITH  ENCLOSURES : 

“Chicago,  June  28,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — Herewith  I submit  report 
bearing  upon  the  relatiou  of  the  vrork  of 
the  Sanitary  District  to  the  present 
offensive  condition  of  the  Chicago  River, 
going  to  show  very  conclusively  that  up 
to  this  time  no  work  done  on  the  line  of 
the  Drainage  Channel  has  contributed 
either  directly  or  indirectly  to  the  deplor- 
able condition  of  said  river.  Report  No. 
1 is  from  Mr.  E.  R.  Shnable  and  relates 
to  the  physical  conditions  now  existing 
in  the  region  lying  south  of  the  village 
of  Lyons,  bounded  on  the  south  by  the 
I.  & M.  Canal,  on  the  West  by  the  Lyons 
Road,  and  on  the  east  by  the  range  line, 
Township  38  North,  Range  12,  East, 
which  conditions  have  not  been  changed 
by  anything  which  we  have  caused  to 
be  done. 

Report  No.  2 is  submitted  by  Mr.  T.  T 
Johnston,.  First  Assistant  Chief  Enginee 
and  is,  with  the  tabulations  which  h 
has  made,  a valuable  contribution  to  th 
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fund  of  information  bearing  upon  the 
causes  which  unite  to  produce  the  un- 
wholesome condition  of  the  river. 

Table  No.  1 shows  that  for  given  flood 
heights  at  Riverside  the  flood  heights  at 
Willow  Springs  in  1893  have  ranged 
slightly  below  rhe  heights  of  1892. 

lable  No.  2 giving  the  flow  into  the 
Chicago  River  from  five  of  the  sources 
indicated  shows  that  the  inflow  is  greatly 
in  excess  of  the-working  capacity  of  the 
Bridgeport  pumps,  without  considering 
the  6th  source  or  the  inflow  from  the 
Ogden  Ditch  This  inflow  for  the  cur- 
rent month  was  greatest  on  the  12th  inst. 
but  on  that  day  the  Fullerton  avenue 
conduit  was  idle  and  the  Bridgeport 
pumps  discharged  39,600  cubic  feet,  so 
that  the  outflow  to  the  lake  was  reduced 
from  147,089  cubic  feet  on  the  11th  to 
112,200  cubic  feet.  But.  as  the  tables 
submitted  tell  the  story  of  the  situation 
in  concise  form,  further  comment  is 
unnecessary. 

Respectfully  submitted, 

(Signed)  Isham  Randolph, 

Chief  Engineer .” 


“Summit,  Ills.,  June  27,  1893. 

Mr.  Ishdm  Randolph,  Chief  Engineer , 

; Sanitary  District  of  Chicago,  Chicago , 
III.: 

My  Dear  Sir— In  reply  to«your  favor 
of  even  date,  will  sav  that  our  contract- 
ors have  not  cut  or  broken  the  levee 
which  follows  the  east  and  south  side  of 
the  Desplaines  River  from  the  high 
ground  south  of  the  Village  of  Lyons 
towards  the  Village  of  Summit.  This 
levee  has  an  opening  about  1.400  feet 
north  of  the  Santa  Fe  Railway  bridge 
over  the  Desplaines,  which  opening  has 
been  there  long  before  our  contractors 
arrived  on  the  ground.  It  was  there  last 
January. 

The  only  levee  disturbed  by  contract- 
ors is  the  one  enclosing  what  was  until 
recently  Swiftis  ice  pond.  In  its  place 
they  have  built  a railroad  embankment 
2 feet  higher  and  10  feet  wider.  How- 
ever, this  levee  takes  no  part  in  pre- 
venting the  Desplaines  Valley  flood 
water  from  reaching  the  Chicago  River. 

The  flood  waters  of  the  Desplaines 
overflow  its  banks  between  the  Ogden 
dam  and  the  'Summit- Riverside  road 
filling  up  the  low  ground  between  the 
river  on  the  north,  the  Illinois  and  Michi- 
gan Canal  spoil  bank  on  the  south,  the 
Summit  road  on  the  west,  and  are  then 


drained  into  a large  ditch  along  the 
range  line  Township  38  North,  Range  12 
East.  This  ditch  passes  the  Ogden  dam 
to  the  east  and  thus  the  flood  waters 
reach  the  Chicago  River. 

The  contractors  are  now  at  wnrk 
building  a levee  6 to  7 feet  high  and  12 
feet  wide  on  top  which  will  prevent  this 
overflow. 

Yours  respectfully, 

(Signed)  E.  R.  Shnable, 

Assistant  Engineer .” 


(Enclosure^.) 

“Chicago,  June  28,  18937 
Mr.  Isham  Randolph,  Chief  Engineer : * 

Dear  Sir — The  following  statement, 
somewhat  hastily  compiled,  though  be- 
lieved to  be  essentially*  correct,  pertains 
to  the  conditions  of  flow  in  the  Chicago 
River  during  June,  1893. 

The  sources  of  flow  into  the  river  are: 

First — Water  supply,  which  is  the 
sewage. 

. Second — North  Branch  above  Fuller- 
ton avenue. 

Third— Through  Fullerton  avenue  con- 
duit. 

Fourth — Storm  water  from  city  area. 

Fifth— From  the  lake  through  main 
river . 

Sixth— From  the  Ogden  Ditch. 

The  outflow  is: 

First — By  way  of  the  Illinois  and  Mich- 
igan Canal  in  dry  weather. 

Second — By  way  of  canal  and  main 
river  in  wet  weather. 

The  most  salient  question  at  present  is 
as  to  the  inflow  by  way  of  Ogden  Ditch, 
especially  as  influenced  by  any  works  of 
the  Sanitary  District.  A letter  addressed 
to  you  by  Assistant  Engineer  Shnable, 
which  you  showed  me  this  day,  states 
that  the  Sanitary  District  has  done  no 
work  in  the  vicinity  of  Summit  which 
would  permit  a more  free  flow  of  water 
toward  Chicago.  Therefore,  the  question 
would  turn  on  the  merits  of  any  works 
which  would  restrict  flow  down  the  Des- 
plames  toward  Joliet.  That  some  works 
supposed  to  have  such  a tendency  have 
I been  constructed  at  some  distance  below 
1 Summit  is  true,  and  the  data  are  at  hand 
1 to  determine  whether  they  have  had  any 
\ effect  of  the  kind  supposed.  The  accom- 
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panying  table  No.  1 shows  the  effect  of 
floods  from  the  upper  Desplaines  at 
Riverside  on  the  height  of  river  surface 
at  Willow  Springs  both  for  1893  and 
1892,  thatris,  both  before  and  after  the 
works  in  question  were  constructed.  If 
appears  that  within  a limit  of  less  than 
two  and  one-half  inches  the  same  effects 
were  produced  at  Willow  Springs,  in 
both  years,  by  floods  of  magnitude  equal 
to  those  of  June,  1893.  Owing  to  the 
more  flooded  state  of  the  river  in  1892 
the  Willow  Springs  water  surface  was 
slightly  higher  in  1892  than  in  1893,  but 
not  more  than  two  and  one-half  inches. 
The  deduction  is  direct  and  conclusive 
that  the  Sanitary  District  works  have 
not  had  the  supposed  effect.  In  fact, 
the  conditions  are  essentially  unchanged. 

The  existing  state  of  the  Chicago  River 
which  is  unusually  offensive  in  the  cen- 
tral part  of  the  city  may  be  readily  ex- 
plained. The  accompanying  table  No.  2 
shows  an  approximation  to  the  condi- 
tions of  flow  in  the  rivers  in  May  and 
June,  1893. 

The  w^ter  supply  is  taken  approxim- 
ately at  15,000  cubic  feet  per  minute, 
which  is  considered  to  be  the  volume  of 
the  sewage.  This  is  believed  to  be  a low 
estimate.  There  has  not  been  time  to 
fully  verify  this  amount,  but  it  is  not  in 
excess  of  the  sewage  for  1891. 

The  tabulated  flow  from  the  North 
Pranch  is  a close  estimate,  rather  small 
if  anything. 

The  flow  through  Fullerton  avenue  is 
from  the  city  records.  No  estimate  is 
made  of  city  storm  water,  though  the 
data  shows  that  nearly  all  of  it  must 
have  gone  into  the  lake. 

The  flow  in  the  main  river  from  the 
lake  is  deduced  from  the  other  data,  but 
in  such  manner  that  it  is  certainly  under- 
estimated. The  flow  into  the  lake,  ex- 
cept for  a few  days  at  its  maximum,  is 


not  overestimated.  Minus  quantities  in-' 
dicate  flow  into  the  lake  ana  plus  quanti- 
ties the  .flow  from  the  lake. 

The  flow  from  the  Ogden  Ditch  has 
been  exagerated  intentionally,  and  is 
probably  20  per  cent,  too  great.  This 
has  been  done  in  order  that  the  conclus- 
ions drawn  may  certainly  be  in  error  on 
the  safe  side. 

The  flow  toward  Joliet  is  assumed  to 
be  45,000  cubic  feet  per  minute,  which  is 
the  smallest  volume  it  could  possibly 
have  been.  It  is  small  to  just  the  extent 
that  the  Ogden  Ditch  flow  is  large. 

The  pumpage  into  the  Illinois  and 
Michigan  Canal  is  deduced  from  the 
Sanitary  District  discharge  curve  and 
gauge  readings  at  the  canal  lock.  It  is. 
believed  to  be  a very  close  approzima- 
tion,  and  is  an  overestimate  when  in 
error.  An  examination  of  the  tables 
shows  that  there  has  been  a small  pump- 
age  at  Bridgeport,  and  quite  a continuous 
flow  from  the  Upper  North  Branch. 
That  the  overflow  from  the  Desplaines 
to  the  Ogden  Ditch  has  been  small  and  of 
short  duration,  compared  with  many 
previous  floods.  » 

It  is  to  be  remembered  that  no  account 
is  taken  of  the  storm  water  from  the  city 
area,  the  effect  of  which  has  been  to  in- 
crease the  tendency  of  flow  toward  the 
lake. 

The  conclusion  to  be  drawn  with  refer- 
ence to  the  present  State  of  the  river  is 
that  (1st)  the  small  pumpage  at  Bridge- 
port has  permitted  an  accumulation  of 
filth  by  sedimentation,  and  (2nd)  that 
owing  to  the  moderate  nature  of  recent 
floods  there  has  been  nothing  to  cleanse 
the  rivers. 

Very  respectfully, 

(Signed)  Thos.  T.  Johnston, 

First  Assistant  Chief  Engineer .” 
(Accompanied  by  two  tables.) 


TABLE  NO.  1. 

RELATIVE  EFFECTS  OF  DESPLAINES  RIVER  FLOODS  AT  WILLOW  SPRINGS  1892-93. 


1892. 

1893. 

Date  at  Willow 
Springs. 

Riverside 

Gauge. 

Willow 

Springs 

Gauge. 

Date  at  Willow 
Springs. 

Riverside 

Gauge. 

Willow 

Springs 

Gauge. 

June  4 

15.1 

11.94 

March  25  

15.7 

12.05 

June  9. . . . 

16.7 

12.42 

A pril  23 

16  6 

12.26 

June  15 

16.8 

12.51 

May  2 

15.9 

12.12 

July  3 

15.4 

12.16 

J une  18 

15.9 

12.02 

June 23 

15.6 

12.07 

Compiled  from  Sanitary  District  gauge  readings  ana  cnecked. 

(Signed)  Thos.  T.  Johnston,  First  Assistant  Chief  Engineer. 
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APPROXIMATE  FLOWS  PERTAINING  TO  THE  CHICAGO  RIVER.— 1893. 
Quantities  expressed  in  cubic  feet  per  minute. 


Date. 

1893. 

Upper  N.  Branch 
above  Boman- 
ville. 

Fullerton  avenue.  J 

Total  N.  Branch 
except  water 
supply. 

Water  supply  at 
Bridgeport. 

Total  N.  Branch 
and  water  supply. 

1 

I.  and  M.  Canal 
(pumped. ) 

Main  river  toward 
Bridgeport. 

Smith  Branch  at 
Brrdgeport  to- 
ward BridgepT. 

Ogden  Ditch. 

1 Riverside. 

Desplaines  at  Sum- 
mit. 

May  1. .. 

87,200 

37,200 

15,000 

52,200 

45,900 

_ 

113,400 

159,300 

107,100 

152,100 

45,000 

Ma>v  2. . . 

31,800 

31,800 

15,000 

46  800 

43,200 

— 

115,600 

158,800 

112.000 

157,000 

May  8. . . 

18,600 

18,600 

15,000 

33,600139,600 
29.400  37,800 

__ 

69,600 

109,200 

75,600 

120,600 

May  4... 

14,400 

14.400 

15,000 

— 

34,200 

72,000 

42,600 

87,600 

May  5. . . 

14,700 

14,700 

15,000|29,700  33,300 

— 

21,000 

54,300 

24.600 

69,6001 

May  6... 

15,600 

15,600 

15,000  30,600  35.100 

— 

22.500 

57,600 

27,000 

72,000  

May  7... 

10,800 

10,800 

15,000125,800  36,900 

— 

9,300 

46/00 

20,400 

65,400 

May  8. . . 

7,800 

7,800 

15,000 

22,800]  33, 300 

+ 

2,700 

30,600 

7,800 

62,800 



May  9. . . 
May  10.. . 
May  11. . . 
May  12. . . 

6,800 

5,100 

4,500 

5,100 

11.917 

6,300 

5,100 

4,500 

17,017 

15,000  21,300  36.000 

15.000  '20,100  j38. 700 
15,000 119,500132,400 

15.000  32.017 j35, 100 

<( 

14,700 
18,600 
12  900 
3,0*3 

21,300 

20,100 

19.500 

32,017 

39.000 
31.800 
25.300 

27.000 

■d 

; 5 

May  18. . . 

4,600 

4,500 

15.000]  19,600  82.400 

“ 

12,900 

19,500 

*3 

34,500 

a 

May  14.., 

4,500 

4,500 

15,000  !19  500  30  600 

“ 

11,100 

19.500 

a 

CJ 

30,600 

May  15. . . 

8,600 

3,600 

15,000 ! 18. 600:80,600 

tt 

12,000 

18.600 

o 

30,600 

! £ 

May  16. . . 

8,000 

3 000 

15,000  18,000186,000 

“ 

18,000 

18,000 

f~> 

9 

33.600 

May  17. . . 

2,700 

2,700 

15,000 117,700 

40,500 

“ 

22.800 

17,700 

A 

37,500 

May  18. . . 

2,100 

2,100 

15  000 ! 17,100 

86  900 

“ 

19,800 

17,100 

S 

35,200 

» 

May  19. . . 

1.800 

1,800 

15.000  16  800 

39,600 

“ 

22.800 

16,800 

31.80Q 

A 

May  20. . . 

1,500 

1,500 

15.000116  500 

39  600 

“ 

23,100 

16.500 

2 

26,900 

o 

May  21. . .. 

1,200 

1,200 

16,000 1 16. 200 

38.700 

“ 

22,500 

16,200 

« i 

21.700 

5 

May  22. . 

1,200 

i3,129 

14,829 

15.000  29.329 

40,500 

“ 

11,171 

29,329 

© 

16,300 

c 

May  28.  , 

1,500 

12,972 

14,472 

15.000  29,472 

41,400 

“ 

11,928 

29,472 

(h 

14.700 1 

& 

May  24..-. 

4,600 

4,600 

15,000  19.500 

85,100 

it 

15,600 

21,300 

19,500 

18,300 

14,700 1 

1 to 

May  25.. . 

8.300 

8,800 

£,400 

15.000  18  300 

39,600 

“ 

14,700! 

O 

May  26. . . 

2,400 

15,000!  17, 40Q 

39.600 

ft 

22.200 

17,400 

-m 

18,800 

<D 

May  27. . . 

2,400 

2.400 

15  000  ] 17,400 

39  600 

22  200 

17,400 

g 

12,000: 

5 

May  28. . . 

1.800 

1,800 

15,000  16.800 
15,000  29,772 

36,000 

“ 

> 19,200 

16.800 

11,400; 

CS 

May  29.. . 

1,800 

12  972 

14,772 

40  500 

“ 

10,728 

29,772 

Is 

10/00; 

£ 

May  30  . . 

1.200 

13,284 

14,484 

15  000  29.4«4 

36,900 

“ 

7.416 

29,484 

S-, 

8.400 

May  81... 

1,200 

13,689 

14,839 

15 .000  29,839 

38,700 

it. 

8,861 

29,839 

9 

> 

7/00 

P 

June  1.. 

1,800 

7.609 

9,409 

15.000  24,409 

38,700 

“ 

14  291 

24,409 

o 

7.200 | 

O 

a 

C3 

June  2.. 

8,300 

18,129 

J6.429 

15,000 

31,429 

41,400 

it 

9,971 

31,429 

7,800 

June  8.. 

6,000 

18  284 

19,284 

15,000  34,284 

39.600 

tt 

5,316 

84,2*4 

19  800 

05  + 

June  4.. 

7,200 

13.058 

20,258 

15.000  35,258 

42.300 

“ 

7,042 

35,258 

25.800 

a 

June  5.. 

7/00 

13.284 

21,084 

15  000  36,084 

42.800 

“ 

1,116 

41/84 

5,100 

50,100 

cs 

Vi 

June  .6.. 

6.000 

13438 

19,488 

15.000 134,438 

43.200 

“ 

8.762 

34  438 

30.100 

C5 

June  7.. 

4,200 

13,438 

17.638 

15.000  32,638 

43,200 

lt 

10,562 

32,638 

24.900; 

June  8.. 

8,600 

13.488 

17,038 

16  000  32,038 

40  500 

•* 

8,462 

32  038 

18.000 

June  9.. 

8,000 

18,284 

16,284 

15,000  81,284 

38,700 

“ 

7,416 

31284 

15,100, 

05 

June  10. . 

20,700 

13,438 

34,188 

15  000  [49, 138 

42,300 

— 

6,838 

49.138 

19.600: 

cS 

a 

June  11. . 

58.800 

13  689 

72.389 

15,000]87,389 

37,800 

— 

147,089 

184, 8S9 

97,500 

142,500 

149,400 

S 

June  12. . 

32.400 

32,400 

15.000  47  400 

39.600 

— 

112,200 

151,800 

104,400 

57.300 

a3 

June  13. . 

19,800 

19, 8( 0 

15.000  34,800  40.600 

15.000  28,200  37.800: 

— 

64  600 

95,100 

102,300 

M 

June  14.. 

13,200 

13.200 

— ■ 

13.200 

51.000 

22,800 

67,800 

9 

June  15. . 

8.700 

is.129 

21,829 

15,000  36  829139,600 

— 

1,429 

41,029* 

4,200 

49,200' 

"2 

June  16.. 

6 600 

13.284  19,884 1 15,000  34,884 ,37,800 ' + 

2,916 

34,884 

38,200 

D 

June  17  . . 

5,700 

13,438  19,138 ! 15,000  34,1 38  39  600 

“ 

5.462 

34113* 

31,800 

June  18. . 
June  19. . 

5,100 

5,100 

13,284 ! 18,384  j 15  000  83-381  39.600 
13  438 1 18,538 ! 15. 000  33,538  37,800  i 

“ 

6.215 
4,262 1 

33.384 

33.538 

25,100 

19.600) 

June. 20. . 4 500 
June  21.  .116,800 

13,284!  17,784  15,000  : 
13.284  80.084  15,000 

32,784 1 
45,084 

35.1001 

37,800 

2,316 
44,484 
84  829 

32,784 

82.284 

37  2001 

19  500 
82.200 

June  22..  12,000 

13.129 125.129  15,000  - 

40,129 

38.700  • 

123,529 

*3,400  i 

128  400 

June  23. 

7,800 



7,800 ; 15  000  : 

22,800  38.700! 

30  000 

68,700 

45  900  j 

90.900 

June  24  ! 

6.300 

6 300  15.000 1: 

21  300  37.800 

8.700  • 

29.100 

7.8001 

52  800 
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ADJOURNMENT. 

On  motion  of  Mr.  Eckhart,  seconded 
by  Mr.  Boldenweck,  the  Board  then  ad- 
journed to  Saturday,  July  1,  1893,  at  11 
o’clock  A.  M.,  pursuant  to  motion. 

Thos,  F.  Judge, 
Clerk. 


ADJOURNED  MEETING* 

The  adjourned  sessioA  of  the  one  hun- 
dred^and  seventy-sixth  regular  meeting 
of  the  Board  of  Trustees  of  the  Sanitary 
District  of  Chicago  was  held  in  their 
rooms,  Rialto  Building,  Saturday,  July 
1,  1893,  at  11  o’clock  A.  M.,  pursuant  to 
motion. 

President  Wenter  called  the  Board  to 
order. 

On  roll-call  Messrs.  Altpeter,  Bolden— 
week,  Cooley,  Eckhart,  Russell  and  Wen- 
ter — six  (6)  members,  were  present. 


VOUCHERS 


The  Clerk  presented  the  following 
vouchers: 

PAY  ROLLS. 


Eng.  Dept.,  Chief  En- 
gineer’s roil,  June, 

1898. 

Eng.  Dept.,  Div.  No.  1, 
(20  days  ending  June 

30,  1893) 

Eng.  Dept.,  Div.  No.  2, 
(20  days  ending  June 

30, 1890) 

Eng.  Dept.,  Div.  No.  3, 
(20  days  ending  June 

30, 1898)....,.. 

Eng.  Dept.,  Div.  No.  4, 
(20  days  ending  June 

30,  1893) 

Eng.  Dept.,  discharged 
men’s  roil,  June,  1893 


$ 2,189  18 

2,755  79 

186  67 

1,627  60 

143  34 
452  00 


Clerical  Dept..  Clerk’s 

roll,  June,  1893 $ 566  68 

Clerical  Dept.,  office, 

(20  days  ending  June 

80, 1893  y. .........  11000 


Treasury  Dept.,  Treas- 
urer’s roll,  June, 

1893.... 

Law  Dept.,  Attorney’3 


roll,  June,  1893 $1,608  83 

Law  Dept.,  Joliet  roil, 

June,  1893 333  33 

Law  Dept.,  office  roll, 

(20  days  ending  June 

80,  1893) 99  66 


General  Account, Sani- 
tary Inspector’s  roil, 

June  6,  1893 $ 200  00 


$ 7,344  58 


$ 676  66 
166  67 


$ 2,041  32 


General  Account,  Trus- 
tee’s roll,  June,  1898  2,333  33 

$ 2,533  33 


Grand  total $12,762  56 


Mr.  Eckhart  seconded  by  Mr.  Bolden- 
weck, moved  that  the  vouchers,  as  read 
and  shown  above,  be  approved  and  or- 
dered paid. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Russell  and  Wenter — six  (6). 
Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  vouch- 
ers, as  read  and  shown  above,  approved 
and  ordered  paid. 

OGDEN  DITCH  INFLOW. 

The  Clerk  presented  a further  report 
from  the  Chief  Engineer,  accompanied 
by  one  enclosure,  with  reference  to  the 
condition  of  the  Chicago  River  and  the 
Ogden  Ditch  inflow  ; and  the  report  and 
enclosure  were  read. 

Mr.  Cooley,  seconded  by  Mr.  Bolden- 
weck, moved  that  the  report  and  encio* 
sure  be  ordered  printed  and  placed  on 

file. 

The  following  is 

THE  REPORT  WITH  ENCLOSURE: 

‘'Chicago,  July  1,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — Owing  to  the  very  brief 
period  within  which  the  materials  for 
my  report  on  the  causes  affecting  the 
condition  of  the  Chicago  River  submitted 
on  the  28th  ult.  had  to  be  collected  and 
prepared,  some  salient  points  were  passed 
over  without  remark.  I therefore  re- 
quested Mr.  Johnson  to  follow  out  the 
lines  indicated  in  his  communication 
already  submitted  and  develope  the  in- 
fluence which  the  North  Branch  has 
upon  the  condition  of  the  main  river  and 
the  South  Branch  under  fluctuations  of 
flow  induced  by  flood  waters  and  Ful- 
lerton avenue  pumpage.  His  letter  to 
me  fs  so  clear  upon  these  points  that  I 
feel  sure  you  will  be  glad  to  have  it  go 
into  the  record  along  with  the  balance  of. 
the  facts  and  I therefore  submit  it  here-' 
with. 

Yours  very  respectfully, 

(Signed)  Isham  Randolph, 

Chief  Engineer 
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(Enclosure.) 

Mi  . Isham  Randolph , Chief  Engineer: 

Dear  Sir — There  is  an  object  lesson  in 
the  existing  state  of  the  Chicago  River 
in  the  central  part  of  the  city,  involving 
the  polluting  power  of  the  North  Branch, 
the  nature  of  which  seems  to  be  worthy 
of  study. 

A discussion  submitted  to  you  on  the 
28th  inst.,  closed  with  the  conclusion: 
“That (1st)  the  small  pumpage  at  Bridge 
port  has  permitted  an  accumulation  of 
filth  by  Sedimentation,  and  (2nd)  that 
owing  to  the  moderate  nature  of  recent 
floods  there  has  been  nothing  to  cleanse 
the  river  ” * 

This  conclusion,  while  correct,  is  gen- 
eral. A mote  detailed  examination  re- 
veals at  least  one  interesting  fact,  in 
that  the  main  source  of  the  filth  in  the 
central  part  of  the  city  is  found  in  the 
flow  from  the  North  Branch.  The  flow 
of  the  North  Branch  ib  always  southward, 
and  when  it  reaches  the  head  of  the  main 
river  it  goes  either*  into  the  Sout  h Branch 
or  the  main  liver,  or  partly  into  both. 
In  dry  weather,  with  the  Bridgeport 
pumps  in  even  partial  operation,  it  goes 
into  the  South  Branch  mingled  with 
more  or  less  clear  lake  water  from  Lake 
Michigan  by  way  of  the  main  river,  with 
the  result  that  the  main  river  ih  much 
less  offensive  than  at  present.  In  times 
of  moderate  rains,  its  flow  goes  partly 
into  the  South  Branch  and  partly  into 
the  main  river  toward  the  lake,  with  the 
result-  that  the  onain  river  becomes 
very  offensive,  as  at  present,  and  the 
South  Branch  more  offensive  than  in 
dry  weather.  In  times  of  greater  floods 
the  flow  in  the  South  Branch  turns 
toward  the  lake,  joining  with  that  of  the 
North  Branch  at  its  junction  with  the 
main  river,  with  the  result  that  all  of  the 
flow  goes  into  the  lake.  At  such  times, 
while  offensive  enough,  the  condition  in 
the  river  is  not  as  bad  as  at  present, 
there  being  a large  proportion  of  storm 
water  mingled  with  the  sewage.  Furth- 
ermore, the  river  receives  a cleaning, 
though  at  the  unfortunate  expense  of 
polluting  the  lake. 

This  order  of  events  being  understood, 
it  must  be  clear  that  it  is  the  sewage  of 
the  North  Branch  that  is  at  present 
mainly  responsible  for  the  offensive  state 
of  the  river  in  the  central  part  of  the 
city,  especially  the  condition  of  the  main 
river.  There  have  been  but  very  few  days 
that  the  Bridgeport  pumps  have  not 
taken  care  of  the  flow  from  the  Ogden 
ditch  and  the  South  Fork  combined. 
Consequently  the  flow  in  the  South 


Branch,  though  moderate  at  all  times, 
has  been  mainly  to  the  south,  except 
perhaps  at  its  north  end.  It  must  be 
noted  that  sewers  empty  into  the  South 
Branch  from  both  sides  frequently.  If, 
in  connection  with  other  flows,  the 
Bridgeport  pumps  can  take  care  of  only 
a part  of  the  flow  into  the  South  Branch, 
then  tire  flow'  in  the  south  end  of  the 
South  Branch  will  be  toward  Bridgeport, 
and  the  flow  in  the  north  end  toward  the 
main  river.  Furthermore,  the  flow  will 
be  with  an  inappreciable  velocity,  and 
sedimentation  will  exist  under  favorable 
circumstances.  There  is  a greateror  less 
approximation  to  this  state  of  affairs  as 
the  pumpage  at  Bridgeport  is  diminished 
and  the  weather  rainy.  The  situation  is 
more  forcibly  described  when  it  is  stated 
that,  with  no  sewage  coming  from  the 
North  Branch,  that  is,  with  only  the 
water  from  the  upper  North  Branch  and 
Fullerton  avenue,  theu  under  existing 
circumstances  the  main  river  would  be 
in  comparatively  good  condition  and  the 
South  Branch  ceriainly  better. 

The  population  draining  into  the  North 
Branch  was,  in  1880,  222.500,  and  in  1892 
417,500 

It  lias  been  a usual  thing,  especially  in 
in  storm  times,  when  the  rivers  looked 
bad,  to  attribute  the  trouble  to  the  condi- 
tion of  t lie  South  Fork,  iuto  which  the 
Stock  Yards  and  neighboring  packing 
houses  drain.  It  is  true  the  South  Fork 
is  more  highly  polluted  than  any  other 
portion  of  the  river.  But  the  Bridgeport 
pumping  station  is  so  located  that  if  the 
pumps  are  in  operation  at  all  they  inter- 
cept the  flow  from  the  Fork.  It  is  there- 
fore, only  in  times  of  extreme  floods  that 
any  South  Fork  filth  gets  to  the  central 
part  of  the  city,  for  the  reason  that  it  is 
only  in  times  of  extreme  floods  that  the 
pumps  cannot  be  operated. 

The  important  significance  of  the  ex- 
isting state  of  the  river  is,  that  the  North 
Branch  forms  an  important  factor  in  t*he 
city's  sanitary  affairs,  and  attention  is 
directed  toward  a closer  study,  not  only 
of  the  sewage  entering  it,  but  also  of  the 
floods  originating  at  its  head  waters. 

The  present  state  of  affairs  suggests  a 
utility  that  may  be  accomplished  by 
augmenting  the  pumping  capacity  at 
Bridgeport,  in  a manner  quite  distinct 
and  forcible.  If  80,000  cubic  feet  per 
minute  had  been  pumped  at  Bridgeport 
recently  the  effect  would  have  been  to 
draw  in  through  the  main  river  40,000 
cubic  feet  per  minute  more  than  did  come 
in,  which  varied  from  less  than  nothing 
to  not  more  than  10,000  cubic  feet  per 
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minute.  The  result  would  doubtless  have 
been  a condition  not  more  than  ordinarily 
offensive  in  the  down  town  districts,  par- 
ticularly in  the  main  river,  and  possibly 
better.  1 here  would  have  been  at  least 
four  times  as  much  clear  water  mingled 
with  the  seyvage.  Speaking  generally  and 
having  the  dry  weather  periods  in  view, 
the  effluent  from  the  North  Branch 
would  have  been  mingled  with  nearly 
twi^e  its  volume  of  clear  water,  whereas 
it  was  not  mingled  with,  at  most,  more 
than  one-third  (£}  its  volume. 

From  another  point  of  view,  the  river 
would  have  been  in  a very  much  better 
state,  though  still  offensive,  in  those 
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parts  where  thousands  of  people  are  daily 
congregated  and  where,  at  its  very  best, 
the  air  would  be  bad  enough  anyhow. 

Very  respectfully, 

(Signed)  Thos.  T.  Johnston, 

First  Assistant  Chief  Engineer*7 

ADJOURNMENT. 

On  motion  of  Mr.  Boldenweck,  sec- 
onded by  Mr.  Cooley,  the  Board  then  ad- 
journed. 

Thos.  F.  Judge, 
Clerk* 


July  1,] 


July  5,J 


—1312— 


[1'8ML 


PROCEEDINGS 

—OF  THE— 

Board  of  Trustees, 

—OF  THE— 

Sanitary  District  of  Chicago. 


JULY  5, 1893. 


OFFICIAL  RECORD. 

Published  by  authority  of  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago.) 


REGULAR  MEETING. 

The  one  hundred  and  seventy-seventh 
regular  meeting  of  the  Board  of  Trus- 
tees of  the  Sanitary  District  of  Chicago 
was  held  in  their  rooms,  Rialto  Building, 
Wednesday,  Julv  5,  1893,  at  2 o’clock 
P.  M. 

President  Wenter  called  the  Board  to 
order. 

On  roll-call  Messrs.  Altpeter,  Cooley/ 
Eckhart,  Gilmore,  Kelly,  Prendergast, 
Russell  and  Wenter— eight  (8),  and  sub- 
sequently Mr.  Boldenweck,  making  a 
total  of  nine  (9)  members,  were  present. 

MINUTES* 

The 'minutes  of  the  regular  meeting, 


held  June  28,  1893,  and  of  the  adjourned 
session  of  the  same  meeting,  held  July 
1,  1893,  were  approved  as  printed,  on 
motion  of  Mr.  Kelly,  seconded  by  Mr. 
Cooley. 

VOUCHERS 

The  Clerk  presented  the  following  vouch* 
ers : 

ENGINEERING  DEPARTMENT. 

Construction  Account— 

Alfred  Harlev,  (Sec.  1, 

June  28, ’93), $ 2,284  77 

Agnew  & Co. ' (Sec.  6, 

July  1, ’93)..... 1,323  00 

Agnew  & Co.  (Sec.  7, 

Julv  1,  ’93) 1,324  84 

Agnew  & Co.  (Sec.  8, 

July  1,  ’93) 3,214  01 

Agnew  & Co.  (Sec,  9, 

July  1,  ’93) 1,265  00 

E.  D.  Smith  & Co.  (Sec. 

10,  July  1‘, ’93) 6,608  00 
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Mason,  Hoge  & Co. 

(Sec.  11,  July  1,  ’98). . $ 7,031  45 
Mason.  Hoge  & Co. 

(Sec.  12,  July  1,’93). 

Mason,  Hoge  & Co. 

(Sec.  13,  July  1,’93)  . 
McCormick  Const.  Co. 

(Sec.  14,  July  1,  ’93) 
Western  Dredging 
and  Irnpt.  Co. (Sec.  C., 

June  30,  ’93) 

Streeter  & Kenefick, 

(Sec.  E.,  June  30, ’93)  12,709  81 
Ricker,  Lee  & Co. 

(Sec.  F.,  June  30,  ’93)  2,369  06 


7,697  15 
15,435  87 
3,696  00 

629  89 


$65,488  86 


CLERICAL  DEPARTMENT. 


REQUISITIONS. 

The  Clerk  presented  the  following 
requisition- 

No.  458, 'Law  Department,  (book 
case,  etc.) . . $18  90 

Mr.  Eckhart,  seconded  by  JVlr.  Russell, 
moved  that  Requisition  No.  458.  for  the 
Law  Department,  as  read  and  shown 
above,  be  allowed. 

On  roll-eall  the  vote  stood : Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Prendergast, 
Russell  and  Wenter — nine  (9).  Nays — 
None. 


Cameron,  Amberg  & 

Co.  (stationery) $4  42 

Trevor  Spring  Water 

Co.  (ice) 3 00 

W a ukesha  Hygeia 
Mineral  Springs  Co. 

(water) 5 00 

Warner’s  Towel  Sup- 
ply (toweling) 160 

Henry  GebharcdJ  vault 
fittings) 34  00 


Upon  which  result  the  President  de- 
clared the  motion  carried,  and  Requi- 
sition No.  458,  for  the  Law  Department, 
as  read  and  shown  above,  allowed. 


WEEKLY  REPORT  ON  EMPLOYES. 


$47  92 


The  Clerk  presented  a report,  in  ac- 
cordance with  the  rules,  showing  the" 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  July  1, 

1893. 


LAW  DEPARTMENT. 


John  P.  Wilson,  (legal 

services) 

T.  A.  Moran,  (legal 
services) 


$833  34 
600  00 


$1,333  34 


The  same  was  read  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT: 


GENERAL  ACCOUNT. 

Henry  Gebhardt,  (hat- 

rack,  etc) $ 5 73 

Wm.  Martin,  (expense, 

traveling) 30  00 

The  Chicago  Denosit 
Vault  Co.  (rent,  April 

to  June,  1898) 2.036  00 

The  Chicago  Deposit 
Vault  Co. (janitor ser- 
vice, June,  4893) 80  00 

$2,150  73 

Grand  total $69,020  85 


Mr.  Russell,  seconded  by  Mr.  Eckhart, 
moved  that  the,  vouchers,  as  read  and 
shown  above,  be  approved  and  ordered 
paid. 

On  roll  call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Cooley,  Eckhart,  Gil- 
more, Kelly,  Prendergast,  Russell  and 
Wenter— eight  (8).  Excused  and  not 
voting— Mr.  Boldenweck— one  (1).  Nays 
— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  vouch- 
ers, as  read  and  shown  above,  approved 
and  ordered  paid. 


“Chicago,  July  5,  1893. 

2 o the  Honorable  the  Board  of  Trustee's 
oj  the  Sanitary  District  of  Chicago: 

Gentlemen — I beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  July 
1,  1893,  as  the  same  have  been  reported 
to  me  : 


Engineering  Department 85 

Clerical  Department.  3 

. Treasury  Department 1 

Law  Department . $ 

Total  employes 97 


Respectfully  submitted. 

(Signed)  Thos.  F.  Judge, 

Clerk” 

NOMINATION  OF  ASSISTANT  ENGINEER. 

The  Clerk  presented  a report  from  the 
Chief  Engineer,  transmitting  the  name 
of  A.  C.  Schrader,  nominated  as  Assist- 
ant Engineer,  the  said  nomination  being 
concurred  in  by  the  Superintendent  of 
Construction;  and  the  report  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Cooley, 
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moved  that  the  report  be  adopted,  ordered 
printed,  and  placed  on  file,  and  the  recom- 
mendation made  therein  concurred  in. 

On  roll-call  the  vote  stood:  Yeas— 

Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore.  Kelly,  Prendergast 
and  Wen  ter— eight  (8).  Excused  and 
not  voting — Mr.  Russell — one(l).  Nays 
—None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  and  the  recommendation  made 
therein  concurred  in. 

The  following  is 

THE  REPORT  : 

“Chicago,  June  30, 1893. 

To  the  Honorable  the  Board  of  the  Trus- 
tees of  the  Sanitary  District  of  Chicago : 

Gentlemen — I hereby  recommend  to 
your  Honorable  Body  the  promotion  of 
Mr.  A.  C.  Schrader  from  the  grade  of 
Sub-Assistant  Engineer  to  the  vacancy 
now  existing  in  the  grade  of  Assistant 
Engineer. 

Respectfully  submitted, 

{Signed)  Isham  Randolph, 

Chief  Engineer. 

I concur  in  the  above  recommendation. 
{Signed)  U.  W.  Weston, 

Supt.  of  Construction 
BOND  OF  CHIEF  ENGINEER. 

The  Clerk  presented  the  bond  of  Isham 
Randolph,  as  Chief  Engineer,  in  the  sum 
of  twenty  thousand  (§20,000.00)  dollars, 
with  Eugene  S.  Pike  and  Andrew  Craw- 
ford as  sureties. 

Mr.  Eckhart,  seconded  by  Mr.  Cooley, 
moved  that  the  bond  of  Isham  Randolph, 
as  Chief  Engineer,  be  accepted,  approved 
and  ordered  placed  on  file. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart.  Gilmore,  Kelly,  Prendergast, 
Russell  and  Wenter — nine  (9).  Nays — 
None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  bond 
of  Isham  Randolph,  as  Chief  Engineer, 
accepted,  approved  and  ordered  placed 
on  file. 

.BOND  OF  SUPERINTENDENT  OF  CONSTRUC- 
TION. 

The  Clerk  presented  the  bond  of  Uri 


W.  Weston,  as  Superintendent  of  Con- 
struction, in  the  sum  of  ten  thousand 
($10,000.00)  dollars,  with  J.  S.  Heckling, 
Harry  Hargis  and  Frederick  M.  Kantzler 
as  sureties. 

Mr.  Russell,  seconded  by  Mr.  Kelly, 
moved  that  the  bond  of  Uri  W.  Weston, 
as  Superintendent  of  Construction,  be  ac- 
cepted, approved  and  ordered  placed  on 
file. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Prendergast, 
Russell  and  Wenter — nine  (9).  Nays — 
None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  bond 
of  Uri  W.  Weston,  as  Superintendent  of 
Construction,  accepted,  approved  and 
ordered  placed  on  file. 

MONTHLY  REPORT  FROM  SANITARY  IN- 
SPECTOR. 

The  Clerk  presented  a report  from  the 
Sanitary  Inspector  for  the  month  of 
June,  1898;  and  the  report  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Bolden- 
weck, moved  that  the  report  be  ordered 
printed  and  referred  to  the  Committee 
on  Health  and  Public  Order. 

The  motion  prevailed  unanimously, 
and  the  report  was  ordered  printed  and 
so  referred. 

The  following  is 

THE  REPORT: 

“Chicago,  July  5, 1893.. 
To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago 

Gentlemen — During  the  month  of 
June,  nothwithstanding  the  latter  portion 
of  it  was  quite  warm,  there  has  been  no 
marked  change  taken  place  in  the  un- 
usually healthy  condition  that  has  pre- 
vailed in  the  various  camps  up  to  the 
present  time.  There  has  been  a number 
of  mild  cases  in  the  hospital,  but  only 
one  of  a fatal  character,  attributable  to 
the  hot  weather.  This  was  a case  of  sun- 
stroke occurring  in  the  Harlev  Camp, 
which  was  brought  to  the  hospital  in  a 
dying  condition,  and  survived  but  a short 
time. 

This  case  has  brought  up  the  question 
of  making  some  provision  for  the  burial 
of  the  laborers  who  sicken  and  die  while 
engaged  at  'work  on  the  Drainage  Chan- 
nel. The  majority  of  workmen  are 
wanderers  that,  in  case  of  death,  would 
have  no  friends  to  claim  the  remains. 
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The  town  authorities  are  not  required  to 
do  anything  in  such  cases,  as  the  men 
are  not  paupers  and  a charge  on  the 
town.  Consequently  there  is  in  my 
opinion  but  one  thing  to  do,  and  that  is 
for  the  Board  ot  Trustees  of  the  Sani- 
ajry  District  to  make  application  to  the 
Town  Board  of  Willow  Springs  to  set 
apart  a small  space  in  their  cemetery  for 
these  particular  cases.  *A  proper  record 
of  all  such  deaths  will  be  kept  at  the 
hospital.  The  graves  marked,  so  that  if 
any  question  of  identification  should 
ever  arise  in  the  future,  there  would  be 
no  difficulty  whatever  in  establishing  the 
fact,  should  friends  or  relatives  of  the 
parties  wish  to  do  so.  The  expense  for 
the  amount  of  space  required  would  not 
be  very  much,  and  I have  no  doubt  that 
this  Board  would  willingly  assume  this 
obligation. 

Most  respectfully  submitted, 

(Signed)  Wm.  Martin,  M.  D. 

So  nitary  Inspector 

MONTHLY  REPORT  FROM  TREASURY' DE- 
PARTMENT. 

The  Clerk  presented  a report  from  the 
Treasury  Department  for  the  month  of 
June,  1893. 

The  same  was  read,  and  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT ! 

‘•'Balance  on  hand  at  dale 

ot  last  report $2,620,196.97 


Received  from  Law  De- 
partment, Land  Ac- 
count, (Nagle  land  de- 
posit returned)  ..  .. 

§310  00 

Received  from  Law  De- 
partment, Land  Ac- 
count, (ice  plantengiue 
and  boiler  sold)  

300  00 

Received  from  County 
Treasurer,  Tax  Ac- 
count  

150,000  00 

Received  from  Engi- 
neering Department. 
Emergency  Fund 

1,000  00 

Received  from  McAr- 
thur Bros.,  rent 

150  00 

Received  from  National 
Bank  of  Illinois,  inter- 
est for  Juiie.. 

1,031  43 

Received  from  Metro- 
politan National  Bank, 
interest  for  June 

1.033  50 

Received  from  Ft.  Dear- 
born National  Bank, 
interest  lor  June 

1,029  65 

Received  from  Chicago 


National  Bank,  inter- 
est for  Juno.. $ 1,080  01 

Received  from  Ameri- 
can Trust  and  Savings 
Bank,  interest  for 

June 1,322  79 

: 5 157,257  38 


Total  cash  received  for 

month 

Total  cash  disbursed 
during  month  as  per 
annexed  schedules, 
viz: 

$2,777,454  a5 

Clerical  Department  . 

$ 724  89 

Treasury  Department 

166  67 

Engineering  Departm’t. 
Engineering  -Construc- 

10,894 82 

tion—  Department 

76,522  87 

Law  Department  .r.  . 

Law  Department—  Land 

6,506  56 

Account  .... 

81,943  12 

General  Account 

2.766  80 

Balance  this  date,  in 
banks  as  per  schedule 

$179,525  53 

endorsed  hereon  . . . 

$2,597,928  82 

(Signed)  MELVILLE  E.  STONE, 


Treasurer. 

Chicago,  July  3,  1893.” 

SCHEDULE  : 


Fort  Dearborn  National  Bank $ 501.122  08 

Chicago  National  Bank 525,638  08 

Metropolitan  National  Bank 503,859  95 

National  Bank  of  Illinois 501,962  61 

American  Trust  and  Savings  Bank.  . 565,346  10 


Total 62,597,928  82 


REPORT  ON  .JUDICIAL  DECISION  ON  EIGHT- 
HOUR  DAY. 

Mr.  Kelly,  Chairman,  presented  a ma- 
jority report  from  the  Committee  on 
Judiciary,  with  reference  to  and  accom- 
panied by  the  report  from  thp  Attorney, 
enclosing  an  opinion,  from  Hon.  Thomas 
A.  Moran,  concerning  the  steps  neces- 
sary to  obtain  a judicial  decision  with 
reference  to  the  enforcement  of  the 
eight- hour  clause  of  the  Sanitary  District - 
Law,  which  report  was  presented  and 
referred  to  that  Committee  at  the  meet-' 
ing  held  June  81.  1893,  (page  1287  of  the 
Proceedings);  and  the  report  was  read. 

Mr.  Altpeter  presented  a minority  re- 
port, directing  that  the  Committee  on 
Judiciary  employ  two  Attorneys,  to  be 
recommended  by  the  Trades  and  Labor 
Assembly  and  the  Central  Labor  Union, 
of  Chicago,  to  test  and  enforce  the  pro- 
visions of  the  eight-hour  clause  as  pro- 
vided in  the  report;  and  the  report  was 
read. 

Mr.  Kelly,  seconded  by  Mr.  Bolden- 
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week,  moved  that  the  majority  report  be 
adopted,  ordered  printed  and  with  ac- 
companying report  placed  on  file,  and 
the  recommendations  made  therein  con- 
curred in. 

Mr.  Altpeter,  seconded  by  Mr.  Pren- 
dergast,  moved  as  a substitute  that  the 
minority  report  be  adopted,  ordered 
printed  and  placed  on  file,  and  the  rec- 
ommendations made  therein  concurred 
in. 

On  roll-call,  on  motion  of  Mr.  Alt- 
peter on  the  minority  report,  the  vote 
•stood:  Y.eas — Messrs.  Altpeter  and  Pren- 
dergast— two  (2).  Nays — Messrs.  Bolden- 
week,  Cooley,  Eckhart,  Gilmore,  Kelly, 
Russell  and  Wen  ter — seven  (7). 

Upon  which  result  the  Presidedt  de- 
clared the  motion  lost. 

On  roll-call  on  the  original  motion  of 
Mr.  Kelly,  the  vote  stood:  Yeas— Messrs. 
Altpeter,  Boldenweck,  Cooley,  Eckhart, 
Gilmore.  Kelly,  Russell  and  Wenter— 
eight  (8).  Nays— Mr.  Prendergast— 

one  (1). 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  majority 
Teport  adopted,  ordered  printed,  and 
with  accompanying  report  placed  on  file, 
and  the  recommendations  made  therein 
■concurred  in.. 

The  following  is 

THE  MAJORITY  REPORT: 

“ Chicago,  July  5,  1893. 

To  the  Honorable  the  Board  of  hmstees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen  — Your  Committee  on 
Judiciary  have  considered  the  report  of 
the  Attorney  enclosing  opinion  of  Judge 
Thomas  A.  Moran  on  the  enforcement  of 
the  eight-hour  clause  of  the  Sanitary 
District  law  and  the  securing  of  a judicial 
^decision  on  the  same. 

After  conferring  with  Judge  Moran, 
together  with  the  Attorney  of  the  Board, 
they  are  of  the  opinion  that  the  Board  of 
Trustees  have  fully  complied  with  the 
provisions  of  the  law  in  letting  contracts, 
and  that  ifwould  be  useless  for  the  Board 
to  commence  legal  proceedings. 

They  therefore  recommend  that  the 
opinions  of' Judge  Moran  and  the  At- 
torney and  General  Counsel  of  the  Dis- 
trict be  concurred  in,  and  that  the  At- 
torney t>e  instructed  to  take  no  further 


steps  to  obtain  a judicial  decision  on  this 
question. 

Respectfully  submitted. 

(Signed)  Thomas  Kelly, 

Chairman. 
Wm.  Boldenweck. 
Committee  on  Judiciary 


The  following  is 

THE  MINORITY  REPORT: 

“Chicago,  July  5,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago : 

Gentlemen — I submit  the  following 
order  as  a fninority  report,  and  recom- 
mend its  adoption: 

Ordered,  That  the  Committee  on  Judic- 
iary employ  two  (2)  attorneys  to  be  recom- 
mended by  the  Trades  and  Labor  As- 
sembly and  the  Central  Labor  Union  of 
Chicago  to  institute  and  carry  to  the 
Supreme  Court  a case  to  test  and  enforce 
the  provisions  of  the  eight-hour  clause 
of  the  Sanitary  District  Law,  at  an  ex- 
pense not  to  exceed  five  hundred  ($500) 
dollars. 

(Signed)  John  J.  Altpeter, 

Of  Committee  on  Judiciary.” 

REPORT  ON  COMMUNICATION  FROM  “ CAR- 
PENTERS’ COUNCIL  OF  CHICAGO.” 

Mr.  Kelly,  Chairman,  presented  a re- 
port from  the  Committee  on  Judiciary, 
with  reference  to  and  accompanied  by 
the  communication  from  the  “United 
Carpenter’s  Council  of  Chicago,”  con- 
cerning a judicial  decision  with  refer- 
ence to  the  enforcement  of  the  eight- 
hour  clause  of  the  Sanitary  District  Law, 
which  communication  was  presented  and 
referred  to  that  Committee  at  the  meet- 
ing held  June  21,  1893,  (page  1287  of  the 
Proceedings);  and  the  repbrt  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Altpeter, 
moved  that  the  report  be  not  received. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter  and  Cooley — two  (2). 
Nays — Messrs.  Boldenweck,  Eckhart. 

Gilmore,  Kelly,  Prendergast,  Russell 
and  Wenter— seven  (7). 

Upon  which  result  the  President  de- 
clared the  lost. 

Mr.  Kelly,  seconded  by  Mr.  Bolden- 
weck, moved  that  the  report  be.  adopted, 
ordered  printed  and  placed  on  file,  and 
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the  recommendations  mdde  therein  con- 
curred in. 

After  a general  discussion,  Mr.  Eck- 
hart,  seconded  by  Mr.  Boldenweck, 
moved  the  previous  question. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,*  Gilmore,  Kelly,  Russell  and 
Wenter — eight  (8).  Nays— Mr.  Prender- 
gast — one'(l). 

Upon  which  result,  the  President  de- 
clared the  motion  carried,  and  the  pre- 
vious question  ordered. 

On  roll-call,  on  the  motion  of  Mr.  Kelly, 
the  vote  stood:  Yeas— Messrs.  Bolden- 
weck, Eckhart,  Gilmore,  Kelly,  Prender- 
gast,  Russell  and  Wenter — seven  (7). 
Nays — Messrs.  Altpeter  and  Cooley  — 
two  (2). 

Upon  which  result  the  „ President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and,  with  ac- 
companying communication,  placed  on 
file,  and  the  recommendations  made 
therein  concurred  in. 

The  following  is 

THE  REPORT: 

“Chicago,  July  5,  1893. 

To  the  Honorable , the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— Your  Committee  on  Judi- 
ciary have  met  representatives  of  the 
United  Carpenters’  Council  of  Chicago, 
in  conference  with  Judge  Moran  and  the 
Attorney  of  the  District,  on  the  subject 
of  the  enforcement  of  the  eight-hour 
•clause  of  the  Sanitary  District  Law,  and 
after  a full  discussion  it  was  understood 
that  the  recognized  representatives  of 
labor  organizations  should  prepare  and 
submit  a clause  such  as  in  their  opinion 
should  be  inserted  in  future  contracts  of 
the  District  (covering  the  distance  be- 
tween Summit  and  Bridgeport)  provid- 
ing for  an  eight-hour  day  and  the 
enforcement  thereof. 

While  your  Committee  believe  that  the 
Board  has  fully  complied  with  the  law 
in  the  letting  of  its  contracts,  they  rec- 
ommend that  your  Honorable  Body 
agree  to  receive  and  consider  such  a 
clause  when  so  submitted. 

Respectfully  submitted, 

(Signed)  Thos.  Kelly, 

Chairman. 

Wm.  Boldenweck, 
Committee  on  Judiciary." 


changes  in  river  diversion. 

Mr.  Cooley,  Chairman,  presented  a 
report  from  the  Committee  on  Engineer- 
ing, accompanied  by  a form  of  agree- 
ment, with  reference  to  the  changes  in 
the  river  diversion  from  the  west  line  of 
Section  21,  in  Cook  County,  to  near  the 
center  of  Section  15,  in  DuPage  County, 
as  recommended  in  the  report  of  the 
Chief  Engineer,  presented  and  referred 
to  that  Committee  at  the  meeting  held 
June  21,  1893,  (page  1286  of  the  Proceed- 
ings); and  the  report  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Bolden- 
weck, moved  that  the  report  be  adopted, 
ordered  printed  and,  with  enclosure, 
placed  on  file,  and  the  recommendations 
made  therein  concurred  in. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly.  Prendergast. 
Russell  and  Wenter — nine  (9).  Nays— 
None 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and,  with  en- 
closure, placed  on  file,  and  the  recom- 
mendations made  therein  concurred  in. 

The  following  is 

the  report: 

“ Chicago,  July  3,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— In  regard  to  the  diversion 
of  the  river,  as  recommended  by  the 
Chief  Engineer  in  a communication  to 
this  Board  on  June  21,  (page  1286  of  the 
Proceedings)  and  referred  to  this  Com- 
mittee, your  Committee  reports  as  fol- 
lows: 

The  proposed  river  diversion  is  in  Sec- 
tions 6 and  7 of  the  contracts,  from  a 
point  opposite  Sag  to  the  line  of  Du  Page 
County  and  Lemont  Township,  and  was 
left  for  later  determination  in  the  order 
of  June  29,  1892,  (page  607)  said  order 
being  made  part  of  the  contracts.  The 
execution  of  this  work  seems  desirable 
as  an  improvement  ot.  the  present  project 
and  as  facilitating  the  spoiling  of  material 
from  the  Main  Channel  and  as  avoiding 
the  delay  on  ^account  of  the  agreement 
in  regard  to  the  quarry  of  the  Western 
Stone  Company  in  Section  r 

In  consideration  of  this  work.  Agnew 
& Co.  agrees  to  release  any  claim  for 
damages  aiid  unearned  profits  on  ac- 
count of  said  agreement  with  the  West- 
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ern  Stone  Co. , and  also  to  construct  the 
levee  adjacent  to  the  river  on  the  east  to 
the  standard  height  of  eleven  feet  above 
the  established  grade  of  the  river  diver- 
sion through  the  rock,  or  said  grade  pro- 
longed, throughout  all  of  their  Sections 
from  5 to  9 inclusive,  said  levee  to  con- 
form to  the  general  alignment  and  treat- 
ment already  prescribed  for  the  rock 
sections. 

The  agreement  with  Agnew  & Co.  is 
transmitted  herewith  for  the  approval  of 
the  Board,  and  it  is  recommended  that 
the  President  and  the  Clerk  be  directed 
to  execute  the  same  on  the  part  of  the 
Sanitary  District. 

V ery  respectfully  subm  itted , 
(Signed)  L.  E.  Cooley, 

Chairman. 
Thomas  Kelly, 

John  J.  Altpeter, 

W.  H.  Russell, 

Wm.  Bolden weck, 
Committee  on  Engineerinq 

(Enclosing  agreement.) 

appointment  of  marshal  of  the 

DISTRICT. 

Mr.  Gilmore,  Chairman,  presented  a 
majority  report  from  the  Committee  on 
Health  and  Public  Grder,  recommending 
that  Edward  Williams  be  elected  as 
Marshal  of  the  Sanitary  District  at  a sal- 
ary of  three  thousand  ($3,000.00)  dollars 
per  annum;  and  the  report  was  read. 

Mr.  Gilmore,  seconded  by  Mr.  Kelly, 
moved  that  the  majority  report  be 
adopted,  ordered  printed  and  placed  on 
file,  and  the  recommendation  made 
therein  concurred  in. 

Mr.  Boldenweck,  of  the  Committee  on 
Health  and  Public  Order,  moved,  as  a 
minority  report,  to  amend  the  report 
presented,  by  substituting  the  name  of 
“Frederick  Ebersold”  in  place  of  “Ed- 
ward Williams,”  and  “twenty-five  hun- 
dred ($2,500.00)  dollars,'”  in  place  of 
“three  thousand  ($3,000.00)  dollars.” 

Mr.  * Boldenweck,  seconded  by  Mr. 
Eckhart,  moved  the  adoption  of  the 
minority  report. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck  and  Eckhart — two 
(2).  Nays — Messrs.  Altpeter,  Cooley, 
Gilmore,  Kelly,  Prendergast,  Russell 
and  Wenter — seven  (7). 

Upon  which  result  the  President  de- 
clared the  motion  lost. 


On  roll-call  on  the  original  motion  of 
Mr.  Gilmore,  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Prendergast, 
Russell  and  Wenter— nine  (9).  Nays— 
None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  the  recommendation  made  therein 
concurred  in.  and  Edward  Williams 
duly  elected  as  Marshal  of  the  Sanitary 
District"  at  a salary  of  three  thousand 
($3,000.00)  dollars  per  annum. 

The  following  is 

THE  REPORT: 

“Chicago,  July  5,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicaqo: 

Gentlemen  — Your  Committee  on 
Health  and  Public  Order  respectfully 
submit  the  following  recommendation: 

That  Mr.  Edward  Williams  be  elected 
as  Marshal  of  the  Sanitary  District,  at  a 
salary  of  three  thousand  ($3,000)  dollars 
per  annum. 

Respectfully  submitted, 

(Signed)  A.  P.  Gilmore, 

Chairman. 

John  J.  Altpeter. 

Committee  on  Health  and  Public  Order.'7 

PROJECT  FOR  ROAD  ALONG  THE  MAIN 
.CHANNEL. 

Mr.  Cooley,  presented  an  order,  di- 
recting the  Chief  Engineer  to  submit  a 
project  for  a road  along  the  Main  Chan- 
nel, as  proposed  in  his  report,  presented 
at  the  meeting  held  June  21,  1893,  (page 
1286  of  the  Proceedings);  and  the  order 
was  read. 

Mr.  Cooley,  seconded  by  Mr.  Russell, 
moved  the  adoption  of  the  order. 

The  motion  prevailed  unanimously, 
the  order  was  adopted,  and  the  Chief 
Engineer  was  instructed  in  accordance 
with  the  same. 

The  following  is 

the  order  : 

* “ Ordered,  That  the  Chief  Engineer 
submit  a project  for  a road  along  the 
works  of  the  District,  as  suggested  in  his 
communication  of  June  21,  1893,  (page 
1286  of  the  Proceedings)  said  road  to 
make  use  of  the  tow-path  of  the  canal  so 
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far  as  available,  or  such  other  route  shall 
be  followed  as  may  in  the  judgment  of 
the  Engineer  be  most  expedient.” 

RULES  FOR  DEPARTMENT  OF  POLICE. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  the  matter  of  preparing  and 
submitting  the  rules  for  the  government 
of  the  Department  of  Police  be  referred 
to  the  Joint  Committee  on  Rules  and 
Health  and  Public  Order,  together  with 
the  Attorney  and  the  Marshal. 


The  motion  prevailed  unanimously., 
and  the  matter  of  preparing  and  submit- 
ting the  rules  for  the  government  of  the 
Department  of  Police  was  so  referred. 


ADJOURNMENT. 

On  motion  of  Mr.  Boldenweck,  sec- 
onded by  Mr.  Eckhart,  the  Board  then 
adjourned. 

Thos.  F.  Judge, 
Clerk. 
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PROCEEDINGS  • 

—OF  THE— 

Board  of  Trustees, 

—OF  TRE— 

Sanitary  District  of  Chicago, 


JULY  12,  1893. 


OFFICIAL  RECORD. 

(Published  by  authority  of  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago.) 


REGULAR  MEETING. 

The  on©  hundred  and  seventy-eighth 
regular  meeting  of  the  Board  of  Trus- 
tees of  the  Sanitary  District  of  Chicago 
was  held  in  their  rooms,  Rialto  Building, 
Wednesday,  July  12,  1893,  at  2 o’clock 
P.  M. 

President  Wenter  called  the  Board  to- 
order. 

On  roll-call  Messrs.  Altpeter,  Bolden- 
week,  Eckhart,  Kelly,  Prendergast,  Rus- 
sell and  Wenter— seven  (7),  and  subse- 
quently Mr.  Cooley,  making  a total  of 
eight  <8)  members,  were  present. 

MINUTES. 

The  minutes  of  the  regular  meeting, 


held  July  5,  1893,  were  approved  as 
printed,  on  motion  of  Mr.  Kelly,  sec- 
onded by  Mr.  Boldenweck. 

VOUCHERS. 

The  Clerk  presented  the  following  vouch- 
ers : 

ENGINEERING  DEPARTMENT. 

Construction  Account— 

E.  D.  Smith  & Co.  (Sec. 

D,  June  30, ’93) 2.040  55 

LAW  DEPARTMENT. 

Chicago  Telephone  Co. 

(telephone  to  Oct.  1, 

’93) 31  25 

U.  S.  Desk  and  Office 
Fitting  Co.  (book 

case) 18  00 

O.  N.  Carter,  (expense)  233  26 

$ 282  51 

GENERAL  ACCOUNT. 

Chicago  Telephone  Co. 
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( telephone  to  Oct.  1, 

’93) $31,25 

John  F.  Higgins, 

(printing  proceed- 
ings, June,  1898) 136  31 

„ $167  56 

Grand  total $2,490  62 


Mr.  Bolden  week,  seconded  by  Mr. 
Kelly,  moved  that  the  vouchers,  as  read 
and  shown  above,  be  approved  and 
ordered  paid. 

On  roll  call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Eckhart, 
Kelly,  Prendergast,  Russell  and  Wen  ter 
—seven  (7).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  vouch- 
ers, as  read  and  shown  above,  approved 
and  ordered  paid. 

REQUISITIONS. 

The  Clerk  presented  the  following 
requisition: 

No.  351,  Engineering  Department, 

(sundries) $6  70 

Mr.  Boldenweck,  seconded  by  Mr. 
Kelly,  moved  that  Requisition  No.  35 1* 
for  the  Engineering  Department,  as  read 
and  shown  above,  be  allowed. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Eckhart, 
Kelly,  Prendergast,  Russell  and  Wenter 
— seven  (7).  Nays— None 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  Requisi- 
tion No.  351,  for  the  Engineering  De- 
partment, as  read  and  shown  above,  al- 
lowed. 

WEEKLY  REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report,  in  ac- 
cordance with  the  rules,  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  July  8, 
1893. 

The  same  was  read  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 


to  me3*  ^ the  Same  have  been  reported 

Engineering  Department. ...  84 

Clerical  Department  ’ o 

Treasury  Department.  ? 

Law  Department !.!!.* .*.'!  7 

Total  employes 95 

Respectfully  submitted,  =r 

(Signed)  thos.  F.  Judge, 

Clerk.” 


MONTHLY  REPORT  FROM  CLERICAL  DE- 
PARTMENT. 


The  Clerk  presented  a report  from  the 
Clerical  Department  for  the  month  of 
June,  1893. 


The  same  was  read,  arid  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 


The  following  is 

THE  REPORT: 

“Chicago,  July  12, 1893. 
To  the  Honorable  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago: 

Gentlemen — I have  the  honor  to  here- 
with report  that  the  total  amount  ex- 
pended on  account  of  and  charged  to  the 
Clerical  Department  during  the  month  of 
June,  1893,  was  $110.29,  divided  as  fol- 
lows: 


Salaries ..........  $ 

Stationery ’/ 

General  expenses 


78.00 

10.25 

22.04 


Total $110.29 


There  are  no  outstanding  liabilities,  and 
the  expenses  for  the  present  month  will, 
from  present  indications,  be  about  $850. 

The  total  amount  expended  and 
charged  to  the  General  Account  during 
the  month  of  June,  1893,  was  $279.19; 
divided  as  follows: 


Advertising $ 12.6O 

Printing  and  Stationery. 115.84 

Janitor  Service 80.00 

General  expenses 71.25 

Total $ 279.19 


THE  REPORT: 

“Chicago.  July  12,  1893. 

To  the  Honorable  the  Board  of  Trustees 
0]  the  Sanitary  District  of  Chicago: 

Gentlemen — I beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  July 


There  are  no  outstanding  liabilities 
against  the  General  Account,  and  the 
expenses  for  the  present  month  will  be 
%bout  $5,000. 

Respectfully  submitted, 

(Signed)  Thos.  F.  Judge, 

Clerk.”' 
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MONTHLY  REPORT  FlfcOM  ENGINEERING 
DEPARTMENT. 

The  Clerk  presented  a report  (ac- 
companied by  classified  statement)  from 
the  Engineering  Department  for  the 
month  of  June,  1893. 

The  report  was  read  and,  by  unanimous 
consent,  was  ordered  printed,  and,  with 
the  accompanying  classified  statement, 
placed  on  file. 

The  following  is 

TEE  REPORT: 

“Chicago,  July  12,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago : 

Gentlemen  — I herewith  transmit  the 
reports  of  Divisions  1,  2 and  3,  showing 
the  detailed  operations  of  the  Engineer- 
ing Department  for  the  month  of  June, 
including  a table  giving  the  rate  of  prog' 
res3  on  the  several  contracts;  also  aolas- 
sified  statement  of  expenses  in  the  usual 
form. 

Expenses  for  the  month  of  June  were 
as  follows : 


Contractors  estimates $87,574.99 

Pay  rolls 9,887.53 

Material,  etc $,094.92 


Total $99,537.44 


I estimate  the  expense  for  July  will  be 
$130,009. 

Respectfully  submitted. 

^Signed)  Isham  Randolph, 

• Chief  Engineer .” 


“Chicago,  July  12, 1893. 
Isham  Randolphi  ESq Chief  Engineer : 

Dear  Sir  — I herewith  submit  the  fol- 
lowing report  for  the  month  of  June: 


Payrolls $ 5,734.47 

Contractor’s  estimates 87,574.99 


Total $93,309.46 

Yours  respectfully, 

(Signed)  D.  C.  Dunlap^ 

Assistant  Superintendent  of  Construc- 
tion. 


Amount  of  work  done  to  July  1,  1893: 


Sections. 

CUBIC  YARDS. 

Glacial 

Drift. 

Solid 

Rock. 

B,  River  Diversion 

2,229 

8,961 

16,546 

98.340 

32,420 

6,718 

8,953 

27.600 

29.600 
66,800 

44.200 

48.000 

60.400 

19.700 
11.800 

7.600 
48,900 

11.000 

87.700 

20.200 

27.400 

82.600 

2.600 
18,800 
82,822 

25.400 

C,  River  Diversion ........ 

D,  Main  Channel 

E,  Main  Channel,.... «... 

F,  River  "Levee 

1,  Main  Channel  

1,  River  Diversion. 

2,  Main  Channel 

9.  River  Diversion 

S,  Main  Channel 

4,  Main  Channel 

B ]Vfam  Channel  .... 

B,  Main  Channel 

7,  Main  Channel 

5.260 

8.980 

6,120 

51,120 

18.240 
4.6S0 

28.820 

88.240 
71,880 

4,810 

108,000 

145.700 

40,500 

7,  River  Diversion 

8,  Main  Channel 

8,  River  Diversion 

9,  Main  Channel 

9,  River  Diversion 

10,  Main  Channel 

1QS  River  Diversion 

11,  Main  Channel. 

11,  River  Diversion 

12,  Main  Channel 

IB,  Main  Channel 

14,  Main  Channel. .... 

Totals..... 

732,189 

581,820 

Total  amount  of  material  moved  to 
July  1,  1893: 

Cubic  Yards. 

Main  Channel,  Glacial  Drift 526.726 

Main  Channel,  Solid  Rock 423,970 

River  Diversion,  Glacial  Drift. . . 205,463 

River  Diversion,  Solid  Rock 107,850 

Total  amount  of  estimates 
paid  previous  to  July  1,  ’93. $460, 596. 23 
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Section. 


Contractor. 


5=2  © 


S u U 
> 0 
< 


©xs  ©«> 

£ 0-0  r> 

eS  >-> 

^'p  >» 

es  ST  ©"3 

O **•©'“3 

H 


1, 

2, 

3. 

4, 
6. 
6, 

7. 

8. 
ft 

10 

11 

12 

13 

14 


Alfred  Harlev.*. 

McArthur  Bros 

McArthur  Bros 

McArthur  Bros 

Agnew  & Co 

Agnew  &,  Co 

Agnew  & Co 

Agnew  & Co,... 

Agnew  & Co 

E.  D.  Smith  & Co 

Mason,  Hoge  & Co 

Mason,  Hoge  & Co....  : 

Mason,  Hoge  & Co 

McCormick  Constr’n  Co. 


$ 2,881 
15,988 
18,036 
11,934 
12,960 
13,608 

18.644 
57,451 
30,295 
■67.148 
71,385 
91,307 

117,444 

34.645 


$ 20.867 
15,611 
18,983 

15.780 
12,476 
14,233 
17,816 
22,760 
19,348 
23,291 
19,395 

18.781 
18,461 
19,846 


$ 78,251 
78,056 
132,881 
94,682 
68,618 
78.283 
97,989 
159,321 
135,436 
163.039 
135,767 
131.469 
129,229 
138,924 


$ 75.870 
62,068 
114,845 
82,748 
65,658 
64,675 
79.325 
101,870 
105,141 
97,891 
64,382 
40.162 
11,785 
* 104,279 


Totals.. $ 561,726 


$1,621,945 


$1,060,199 


Total  amount  required  to  he  done  July  1st,  1893 $1,621,945 

Total  amount  done  July  1st,  1898... 561,726 

Amount  short  as  per  contract  July  1st,  1893 .$1,060  219 


FORCE  REPORT— DAILY  AVERAGE  JUNE,  1893. 


Section. 

d 

© 

S 

Teams. 

© 

> 

Tj 

1 Locomo- 
l fives. 

Steam  and 
Air  Pumps. 

j Steam 
| Scrapers. 

1 Chan- 
neled. 

1 Steam  and 
I Air  Drills. 

Steam  and 
Air  Hoists. 

1 Cable- 
| ways. 

1 Cantilever 
| Derricks.  | 

Air  Com- 
pressors. j] 

Section  A 

4 

25 

84 

99 

47 

38 

80 

No 

9 

9 

12 

13 

63 
98 
49 

168 

158 

153 

208 

64 

Section  B 

6 

.8 

.6 

88 

28 

9 

force 

.2 

Seetion  c.  . . 

1 

1,. 

1 

Section  D 

Spf»t.ir>n  fr,  

1 

Section  F 

Sf*ct'  on  1 

Section  2 

S«p.tion  3 

4 

.1 

.3 

.1 

ma  4. 

Section  n 

3.0 
.1 

1 

2.0 
2 

2 

14 

3 

7 

10 

.05 

.05 

.8 

.1 

1.9 

.6 

1.9 

3.2 

6.5 

8 

5 

2 

.05 

Spot, ion  6 

2 

Section  7 

1.5 

.9 

.8 

3.4 

2.9 

4.3 
3,7 

1.3 

2.5 

.2.8 

1.9 
3.3 

6.9 
5.8 
7.2 
2.7 

1 

1.8 

.5 

2. 

.7 

2.2 

2.2 

.8 

Section  8 

Section  9 

Section  10 

Section  11 

Section  12 

.... 

.7 

.7 

.8 

.9 

1. 

1. 

Section  13 

Section  14 

Totals 

1331 

176.7 

2.15 

.15 

26.8 

2 

18.8 

33.1 

11.35 

.7 

.7 

3.7 
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“Chicago,  July  12,  1893. 
Mi . Jsham  Randolph,  Chief  Engineer: 

Dear  Sir — The  work  of  Division  2 fbr 
the  month  of  June  was: 

Plans  pertaining  to  regulating  works 
to  vicinity  of  Lockport. 

Reducing  notes  and  making  plat  of 
survey  extending  from  Desplaines  River 
to  forks  of  the  North  Branch. 

The  preparation  of  a set  of  “zymotic 
disease  maps”  for  the  Commissioner  of 
Health  of  the  City  of  Chicago. 

Reduction  of  notes  pertaining  to  Illi- 
nois river  floods  was  again  taken  up  and 
continued. 

Maintenance  and  records  of  water 
gauges,  including  the  establishment  of  a 
water  gauge  at  Morris,  Ills, 

Copies  of  water  gauge  readings  at  Wil- 
low Springs  and  Summit  were  made  for 
the  Law  Department. 

Miscellaneous  calculations  were  made 
for  channels  of  various  dimensions. 

Some  work  was  done  with  reference  to 
the  proposed  change  of  grade  of  Main 
Channel. 

An  investigation  was  made  with  refer- 
ence to  present  unusual  pollution  of  the 
Chicago  river,  and  the  results  made  a 
subject  of  report. 

Comparative  high  water  profiles  of 
Desplaines  river  for  1892  and  1893  were 
made. 

Specifications  for  service  boat  were 
made. 

The  work  pertaining  to  street  line  sur- 
veys adjacent  to  Chicago  river  was  done. 

Tabulations  of  water  gauge  readings 
were  made  for  use  of  the  Division  of 
Construction. 

The  work  for  July  will  be  a continu- 
ance of  that  of  June,  with  the  addition 
of  such  general  and  special  surveys  as 
may  be  ordered. 

The  expense  for  July  will  approximate 
two  thousand  ($2,000)  dollars. 

Very  respectfully, 

(Signed)  Thos.  T.  Johnston, 

First  Assistant  Chief  Engineer.” 


“Chicago,  July  12, 1893. 
Isliam  Randolph,  Esq.,  Chief  Engineer : 

Dear  Sir — I herewith  submit  the  re- 
port of  Division  3 for  the  month  of  June, 
1893: 

One  land  survey  party  was  engaged  on 


the  surveys  of  the  right  of  way  between 
Summit  and  Bridgeport  up  to  the  10th 
of  June,  after  which  date  an  additional 
party  from  Division  1 was  assigned  to 
the  work.  As  soon  as  the  notes  of  the 
right  of  way  surveys  were  received  in 
the  office,  the  preparation  of  plats  to  a 
large  scale  for  the  use  of  the  land  de- 
partment was  commenced. 

Nearly  ail  of  the  land  corners  between 
the  range  line  near  Summit  and  Western 
avenue  have  been  located. 

Good  progress  was  made  on  the  plan- 
ting of  the  Sanitary  District  and  Water- 
shed maps,  the  work  having  been  carried 
on  through  the  month  without  any  inter- 
ruption. 

The  lettering  of  the  street  names  on 
the  Chicago  River  Sur  vey  maps  was  con- 
tinued. 

The  force  which  was  engaged  on  tfye 
topographical  maps  from  Lake  Michigan 
to  Joliet  the  first  part  of  the  month,  was 
transferred  to  work  on  the  right  of  way 
plats  the  latter  part  of  the  month. 

Work  was  also  done  in  making  the 
land  descriptions  and  platting  the  loca- 
tion of  the  line  of  the  Main  Channel 
below  Section  14,  in  tracing  the  profiles 
of  the  Main  Channel  and  river  diversions 
from  Summit  to  Lockport,  and  in  draw- 
ing miscellaneous  maps  for  the  law  and 
engineering  departments. 

During  the  next  month  it  is  proposed 
to  finish  the  land  surveys  and  the  right 
of  way  maps  between  Summit  and  Robey 
street,  and  to  continue  the  platting  of 
the  several  topographical  maps. 

Yours  respectfully, 

Edgar  Williams, 
Second  Assistant  Chief  Engineer .” 

(Enclosing  classified  statement.) 

MONTHLY  REPORT  FROM  LAW  DEPART- 
MENT. 

The  Clerk  presented  a report  from  the 
Law  Department  for  the  month  of  June, 
1893. 

The  same  was  read,  and  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT: 

“Chicago,  July  12,  1893. 
To  the  Honorable  the  Board  of  the  Trus- 
tees of  the  Sanitary  District  of  Chicago : 
. Gentlemen  — I herewith  submit  the 
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monthly  report  of  the -Law  Department, 
for  June,  1893.  The  total  amount  paid 
out  is. as  follows: 

Salaries. 

Attorneys §1,425  00 

Eight  of  way  force 416  66 

Office  force 168  66 

— 82,010  32 

Expenditures. 

Right  of  way.. §2,390  12 

Court  costs 86  35 

Stationery 2 40 

Sundries 4148 

—82,470  85 

Land  Account. 

Eight  of  way  (land) $79,680  50 

Taxes. . . 1,505  27 

$81,185  77 


Total $85,666  44 


Since  the  last  report  several  pieces  of 
land  have  been  purchased  on  the  right  of 
way  between  Summit  and  Bridgeport, 
and  negotiations  are  pending  for  other 
piece  s.  The  surveys  have  been  finished 
for  a large  part  of  the- right  of  way  east  of 
Sum  mi  t,  and  opinions  as  to  title  are  being 
obtained  a s rapidly  as  possible. 

It  is  hoped  that  the  trial  of  the  suit  to 
obtain  a crossing  under  the  Santa  Fe 
Rai  Iroad  for  the  river  diversion  at  Le- 
mont  will  be  begun  this  month;  all 
arr  angements  are  being  made  to  that  end. 
During  the  present  month  this  depart- 
ure nt  will  give  much  of  its  time  to  look- 
ing af  ter  this  suit,  and  to  preparing  for 
condemnation  proceedings  on  the  right 
of  way  east  of  Summit. 

Respectfully  submitted, 
(Signed)  Qrrxn  N.  Caj&ter, 

Attorney 

PURCHASE  OF  “WILSHIRE',  OATES,  DON- 
NERSllEIiGER  AND  UNION  SAFE 
DEPOSIT  COMPANY  LANDS.” 

Mr.  Eckhart,  Chairman,  presented  a 
re  port  from  the  Joint  Committee  on 
Fi  nance  and  Engineering,  with  reference 
to  the  purchase  from  the  estate  of  George 
W ilshire,  deceased;  William  B.  Gates, 
Joseph  Donnersberger  and  the  Union 
Sa  fe  Deposit  Company,  of  certain  right 
of  way  lands  in  Cook  County,  and  auth- 
orizing and  directing  the  Clerk  to  pay 
fo  r the  said  right  of  way  lands  on  the 
vouchers  of  the  Attorney,  as  provided  in 
the  report;  and  the  report  was  read. 

Mr.  Eckhart.  seconded  by  Mr.  Kelly, 


moved  that  the  report  be  adopted,  ordered 
printed  and  placed  on  file,  the  recom- 
mendations made  therein  concurred  in, 
and  the  Clerk  authorized  and  directed  to 
pay  the  said  estate  of  George  Wilshire, 
deceased;  William  B.  Gates,  Joseph  Don- 
nersberger and  the  Union  Safe  Deposit 
Company,  on  the  vouchers  of  the  Attor- 
ney, for  said  right  of  way  lands  as  pro- 
vided in  the  report. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart.  Kelly,  Prendergast,  Russell 
and  Wenter — eight  (8).  Nays — None. 

Upon  which  result  tho  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed 
on  file,  the  recommendations  made 
thereih  concurred  in,  and  the  Clerk  auth- 
orized and  directed  to  pay  the  said 
estate  of  George  Wilshire,  deceased; 
William  B.  Gates,  Joseph  Donnersberger 
and  the  Union  Safe.  Deposit  Company,  on 
the  vouchers  of  the  Attorney,  for  said 
right  of  way  lands,  as  provided  in  the 
report. 

The  following  is 

THE  REPORT  : 

“Chicago,  July  13,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — The  Joint  Committee  on 
Finance  and  Engineering  has  reached  an 
agreement  with  George  P.  Wilshire  and 
Alexander  McDonald,  executors  of  and 
trustees  under  the  last  will  and  testament 
of  George  Wilshire,  deceased,  for  the 
purchase  from  them  for  the  corporate 
purposes  of  this  District,  of  the"  land 
hereinafter  described  for  the  sum  of 
Forty -one  thousand  and  one  hundred 
dollars  ($41,100.00).. 

From  William  B.  Gates,  for  the  pur- 
chase from  him,  for  the  corporate  pur- 
poses of  this  District,  of  the  land  herein- 
after described  for  the  sum  of  thirty-two 
thousand  dollars  ($32,000). 

From  Joseph  Donnersberger,  for  the 
purchase  from  him,  for  the  corporate 
purposes  of  this  District,  of  the  land 
hereinafter  described,  for  the  sum  of 
twenty-one  thousand  four  hundred  and 
forty- tli ree  and  twenty  one-hundredths 
dollars  ($21,443.20). 

From  the  Union  Safe  Deposit -Com- 
pany, for  the  purchase  from  it,  for  the 
corporate  purposes  of  this  District,  of  the 
land  hereinafter  described,  for  the  sum 
of  twenty-one  thousand  three  hundred 
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abd  twenty-four  and  eighty  one-hun- 
dredths dollars  ($21,324.80). 

Your.  Committee  recommend  that  the 
Clerk  of  this  District  be  directed  to  pay 
on  the  vouchers  of  the  Attorney  to  said 
George  P.  Wilshire  and  Alexander  Mc- 
Donald, executors  of  and  trustees  under 
the  last  will,  and  testament  of  George 
Wilshire,  deceased,  the  sum  of  forty-one 
thousand  and  one  hundred  dollars 
($41,100.00),  in  full  payment  for  the  fol- 
ipvving  described  land,  to- wit: 

That  part  of  the  east  six  hundred  and 
thirteen  (618)  feet  of  the  "North west 
quarter  (i)  of  the  Northwest  quarter  (£) 
of  Section  thirty-six  (36),  Township  thir- 
ty-nine (39)  North.  Range  13  East  of  the 
Third  Principal  Meridian,  lying  north  of 
a line  parallel  with  and  sixty  (60)  feet 
northwesterly  at  right  angles  from  the 
center  line  of  the  original  right  of  way 
of  the  Atchison,  Topeka  and  Santa  Fe 
Railroad  Company  in  Chicago,  (said 
center  line  being  a line  parallel  with  and 
two  hundred  and  sixty  (260)  feet  north- 
westerly at  right  angles  from  the  north- 
westerly reserve  line  of  the  Illinois  and 
Michigan  Canal). 

To  William  B.  Gates,  the  sum  of  thirty- 
two  thousand  dollars  ($32,000),  in  full 
payment  for  the  following  described 
land,  to-wit: 

That  part  of  the  West  half  (4)  of  the 
Southwest  quarter  (£)  of  Section  thirty - 
fire  (35)7  Township  thirty-nine  (39)  North 
of  Range  13  East  of  the  Third  Principal 
Meridian,  lying  north  of  the.  northerly 
boundary  line  of  the  right  of  way  of  the 
Chicago,  Santa  Fe  & California  Railway- 
Company  and  south  of  a line  drawn  from 
a point  in  the  west  line  Of  said  section, 
one  thousand  and  twenty-five  and  sixty 
one- hundredths  (1,025.60)  feet  south  of 
the  West  quarter  (*)  corner  of  said  sec- 
tion to  a point  in  the  east  line  of  said 
West  half  (i)  of  said  Southwest  quarter 
(})  four  hundred  and  ninety-five  and 
eighty-three  one-hundredths  (495.83)  feet 
south  of  the  east  and  west  center  lihe  of 
said  section,  excepting  that  portion 
thereof  known  as  Lot  two  (2)  of  the 
Superior  Court  Partition  of  said  West 
half  (£)  of  said  Southwest  quarter  (i). 

To  Joseph  Donnersberger,  the  sum  of 
twenty-one  thousand  four  hundred  and 
forty-three  and  twenty  one-hundredths 
dollars  ($21,443.20),  in  full  payment  for 
the  following  described  land,  to-wit: 

That  part  of  the  West  half  (i)  of  the 
East  half  (4)  of  the  Southwest  quarter  (i) 
of  Section  thirty-five  (35)  Township 
thirty-nine  (39)  North  of  Range  thirteen 
(13,  East  of  the  Third  Principal  Meridian, 


lying  north  of  the  - northerly  boundary 
line  of  the  right  of  way  of  the  Atchi- 
son, Topeka  & Santa  Fe  Railroad 
Company  in  Chicago,  and  south, 
of  a line  drawn  from  a point 
in  the  west  line  of  said  section,  one 
thousand  and  twenty-five  and  sixty  one- 
hundredths  (1.025.60)  feet  south  of  the 
West  quarter  (£)  corner  of  said  section 
to  a point  in  the  east  line  of  the  North- 
west  quarter  (£)  of  said  section,  thirty- 
three  and  ninety-four  one-hundredths 
(33.94)  feet  north  of  the  center  of  said 
section. 

To  the  Union  Safe  Deposit  Company, 
the  sum  of  twenty-one  thousand  three 
hundred  and  twenty-four  and  eighty  one- 
hundredths  dollars  ($21,324.80),  in  full 
payment  for  the  following  described 
land,  to-wit: 

All  that  part  of  the  East  half  (D  of  the 
East  half  ( j)  of  the  Southwest  quarter  (£) 
of  Section  thirty-five  (35),  Township 
thirty-nine  (39)  North,  Range  thirteen 
(13)  East  of  the  Third  Principal  Meridian, 
^ying  west  and  north  of  the"  lands  of  the 
Atchison,  Topeka  & Santa  Fe  Railroad 
Company  in  Chicago,  containing  thir- 
teen and three  hundre<Land  twenty-eight- 
one-thousandths  (13  328-1000)  acres,  more 
or  less. 

All  of  said  land  lying  and  being  situate 
in  the  County  of  Cook,  State  of  Illinois. 

Respectfully  submitted, 

(Signed)  B.  A.  Eckhart, 

Chairman . 
Thomas  Kelly, 

- John  J.  Altpeter, 

L.  E.  Cooley. 

Wm.  Bolden weck, 
W.  H.  Russell, 

Joint  Committee  on  Finance  ,a nd  Frigid 

neering 

ACTION  ON  MCARTHUR  CLAIM. 

Mr.  Kelly,  for  the  Joint  Committee  on 
Engineering  and  Judiciary,  presented  a 
report  and  order,  with  reference  to  and 
accompanied  by  the  report  of  the  Chief 
Engineer,  presented  and  referred  to  that 
Committee  at  the  meeting  held  June  28, 
1893,  (page  1299  of  the  Proceedings),  de- 
ciding the  claim  of  McArthur  Brothers 
for  a re-classification  of  material  exca- 
vated on  Sections  2,  3 and  4 of  the  Main 
Channel  of  the  District,  as  set  forth  in 
their  communications  of  May  31  and 
June  12,  1893,  (pages  1253  and  1280  of  the 
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Proceedings);  and,  the  report  and  order 
were  read. 

Mr.  Kelly,  seconded  by  Mr.  Bolden- 
weck,  moved  that  the  report  be  adopted, 
ordered  printed  and,  with  enclosure, 
placed  on  rile,  the  recommendations 
made  therein  concurred  in,  and  the  order 
passed. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Eckhart,  Kelly, 
Prendergast,  Russell  and  Wenter — six 
(6).  Excused  and  not  voting — Mr  Alt- 
peter— one  (1).  JMays  — Mr.  Cooley  — 
one  (1). 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and,  with  en- 
closure, placed  on  file,  the  recommenda- 
tions made  therein  concurred  in,  and  the 
order  passed. 

The  following  is 

THE  REPORT,  WITH  ACCOMPANYING  ORDER: 

“ Chicago,  July  12,  1893. 

To  the  Honorable  the  Board  of  Irustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— The  Joint  Committee  on 
Engineering  and  Judiciary,  to  whom 
was  referred,  on  June  28,  1893,  the  com- 
munication of  Isham  Randolph,  Chief 
Engineer,  with  reference  to  the  claim  of 
McArthur  Brothers  to  have  certain  ma- 
terial excavated  by  them  classified  as 
“solid  rock,”  beg  leave  to  report: 

That  they  have  considered  the  subject 
matter  and  McArthur  Brothers’  claim  at 
great  length  and  at  various  times  since 
the  first  communication  of  Ale  Arthur 
Brothers  to  the  Board  on  this  subject 
May  31  last. 

Your  Committee  are  of  the  opinion 
that  the  decision  of  the  Chief  Engineer 
on  this  subject  should  be  accepted  as 
final  by  this  Boards  and  that  the  Chief 
Engineer  should  not  be  instructed  or  di- 
rected to  change  the  classification  of  said 
material. 

Your  Committee  recommend  the  adop- 
tion of  the  order  hereto  attached. 

Respectfully  submitted, 

(Signed)  W,  H.  Russell, 

Wm.  Boldenweck, 
Thomas  Kelly, 

Joint  Committee  on  Engineering  and  Ju- 
diciary.” 


accept  as  final  the  decision  of  Isham 
Randolph,  Chief  Engineer  of  the  Dis- 
trict, upon  the  claim  of  McArthur 
Brothers  to  have  certain  material  exca- 
vated by  them  classified  as  “solid  rock” 
under  their' contracts  with  the  District, 
and  that  the  Board  declines  to  instruct 
or  direct  said  Engineer  to  change  the 
classification  of  said  material:  and, 

Ordered  further , That  the  Clerk  of  the 
District  be  and  he  is  hereby  directed  to 
serve  .a  notice  upon  said  McArthur 
Brothers  that  uni£s9  they  resume  work 
under  each  of  their  contracts  within  ten 
days  they  will  be  considered  as  having 
dbandoued  the  work  under  their  said 
contracts,  and  that  the  District  will  pro- 
ceed to  have  said  work  completed  as  pro- 
vided in  said  contracts  and  to  charge  the 
cost  thereof  to  said  McArthur  Brothers 
in  accordance  with  the  provisions  of 
their  said  contracts.” 

(Enclosure.) 

ORDINANCE  CREATING  DEPARTMENT  OF 
POLICE. 

Mr.  Russell,  for  the  Joint  Committee 
on  Rules  and  Health  and  Public  Order, 
presented  a report,  transmitting  an  ordi- 
nance, creating  a Department  of  Police 
of  the  Sanitary  District;  and  the  report 
and  ordinance  we^e  read. 

Mr.  Russell,  seconded  by  Mr.  Kelly, 
moved  that  the  report  and  ordinance  be 
adopted,  ordered  printed,  and  placed  on 
file. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell  and 
Wenter — eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  report 
and  ordinance  adopted,  ordered  printed 
and  placed  on  file. 

The  following  is 

THE  REPORT  WITH  ACCOMPANYING  ORDI- 
NANCE : 

“ Chicago,  July  12,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— The  Joint  Committee  on 
Rules  and  Health  and  Public  Order,  in 
conjunction  with  the  Marshal  and  At- 
torney of  the  District,  to  whom  was 
referred  the  question  of  the  organization 
of  a Police  Force  along  the  line  of  the 
Main  Channel  of  the  Sanitary  District, 
have  had  the  matter  under  consideration, 
and  beg  leave  to  submit  herewith  to  the 


tlOrdered,  That  the  Board  of  Trustees 
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Board  an  Ordinance  creating  such  a 
Police  Force,  and  recommend  its  passage 
by  your  Honorable  Body. 

Respectfully  submitted, 

(Signed)  . Frank  Wenter, 

Chairman. 
W.  H.  Russell, 

B.  A.  Eckhart, 

Wm,  Boldenweck, 
John  J.  Altpeter, 

Joint  Committee  on  Buies  and  Health  and 
Public  Order.” 


The  following  is  the 

ordinance  : 

‘Be  it  ordained  by  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Section  1 . That  there  be  and  is  hereby 
established  a police  force  for  the  Sanitary 
District  of  Chicago,  which  shall  consist 
of  a marshal,  and  such  number  of  ser- 
geants and  patrolmen  as  may  from  time 
to  time  be  authorized  by  the  Board  of 
Trustees  of  said  District. 

Sec.  2.  # Said  Marshal  shall  be  ap- 
pointed by  the  Board  of  Trustees,  and 
shall  hold  his  office  at  the  pleasure  of 
said  Board. 

He  shall,  before  entering  upon  the 
duties  of  his  office,  enter  into  a bond  to 
the  Sanitary  District  of  Chicago,  in  the 
sum  of  ten  thousand  ($10,000)  dollars, 
with  such  sureties  as  the  Board  shall  ap- 
prove, conditioned  for  the  faithful  per- 
formance of  the  duties  of  his  office. 

He  shall  appoint  all  sergeants  from 
members  serving  as  patrolmen.  He 
shall  submit  to  the  Board  for  its  approval 
rules  prescribing  the  physical  and  mental 
qualifications  required  of  applicants  for 
positions  on  the  police  force. 

Sec.  3.  Said  Marshal  is  hereby  au- 
thorized, in  cases  of  emergency,  to  ap- 
point special  policemen,  and  such  police- 
men shall  have  the  same  power  and 
authority  as  the  regular  police  force; 
proyided,  that  such  appointments  shall 
in  no  case  continue  for  more  than  one 
week  unless  same  shall  be  confirmed  by 
the  Board. 

He  shall  also  have  power,  on  the  appli- 
cation of  apy  citizen  showing  the  neces- 
sity thereof,  to  appoint  any  additional 
number  of  special  patrolmen  of  the 
police  force  to  do  duty  at  any  fixed  place 
within  the  limits  within  which  police 
powers  are  conferred  upon  the  District 


by  statute,  at  the  charge  and  expense  of 
the  ipitizen  by  whom  the  application  is 
made,  and  shall  keep  a correct  list  of  all 
persons  so  appointed  and  report  same  to 
the  Board. 

Such  special  patrolmen  shall  conform 
to  and  be  subject  to  all  rules  and  regula- 
tions governing  the  police  force  of  the 
District  and  to  such  special  rules  and 
regulations  as  the  Marshal  may  make 
concerning  such  special  patrolmen.  They 
shall  possess  all  the  powers,  privileges 
and  duties  of  the  regular  patrolmen  of 
the  District,  at  the  places  for  which  they 
were  respectively  appointed,  and  may  be 
removed  or  discharged  from  service  at 
any  time  by  the  Marshal  without  assign- 
ing any  cause  therefor. 

Sec.  4.  Said  Marshal  shall  make  and 
promulgate  such  orders,  rules  and  regu- 
lations as  he  may  deem  necessary  for  the 
regulation,  government  and  discipline  of 
said  force,  and  shall  make  suitable  regu- 
lations under  which  the  officers  and  men 
shall  be  required  to  wear  any  appro- 
priate uniform  and  badge,  by  which  at  all 
time,  the  authority  and  relations  of  such 
officers  and  men  on  said  force  may  be 
known  as  the  exigency  of  their  duties 
may  require. 

Sec.  5.  Said  Marshal  shall  have  the 
power,  in  case  of  violation  of  any  police 
rule,  regulation  or  order,  or  other  breach 
of  discipline,  to  punish  the  offending 
party  by  reprimand,  suspension  without 
pay  for  a specified  time,  or  by  dismissal 
fromi  the  force . 

Sec.  6.  Said  Marshal  shall  make 
monthly  reports  to  the  Board  of  Trus- 
tees, in  writing,  of  the  state  of  the  pDlice 
force  with  such  suggestions  from  time  to 
time  as  he  may  deem  advisable  for  the 
improvement  of  the  force,  its  discipline 
and  government. 

Sec.  7.  The  salar^  of  the  Marshal 
shall  not  exceed  three  thousand  ($3,000) 
dollars  per  annum.  Ihe  Marshal  may 
appoint  a First  Sergeant*  who  shall  re- 
receive a salary  not  to  exceed  twelve 
hundred  ($1,200)  dollars  per  annum, 
whose  duties  shall  be  prescribed  by  the 
Marshal,  and  who  shall  be  Acting 
Marshal  when  authorized  by  the  Marshal 
and  in  his  absence.  The  salaries  of  the 
sergeants  shall  not  exceed  the  rate  of  one 
thousand  ($1,000)  dollars  per  annum. 
The  salaries  of  the  patrolmen  shall  not 
exceed  ‘ seventy- five  ($75.00)  per  month. 

Sec.  8.  The  President  and  Clerk, 
together  with  the  Marshal,  shall  consti- 
tute a Board  to  which  all  applications 
for  positions  on  the  police  force  shall  be 
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referred,  and  under  whose  direction  such 
examination  shall  be  made  as  shall  be 
prescribed  under  the  rules  adopted  by  the 
Board  of  Trustees.  Applicants  having 
passed  a satisfactory  examination  shall 
be  placed  on  a list  of  eligibles  f rom  which, 
only,  appointments  to  the'  force  shall  be 
made.” 

FURTHER  DECISION  ON  MC’ ARTHUR  CLAIM. 

By  unanimous  consent  the  Clerk  pre- 
sented a report  from  the  Chief  Engi- 
neer, accompanied  by  a communication 
from  McArthur  Brothers,  being  a sup- 
plemental decision  (in  answer  to  the  com- 
munication on  their  claim)  with  reference 
to  a rock  classification  for  material  exca- 
vated on  Sections  2,  3 and  4 of  the  Main 
Channel;  and  the  report  and  enclosure 
were  read. 

Mr.  Boldenweck,  seconded  by  Mr. 
Kelly,  moved  that  the  report  with  en- 
closure be  ordered  printed  and  placed  on 
file. 

The  motion  prevailed  unanimously, 
and  it  was  so  ordered. 

The  following  is 

THE  REPORT,  WITH  ENCLOSURE  : 

“Chicago,  July  12,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago  : 

Gentlemen — I herewith  transmit  a 
communication  received  from  Me  Arthur 
Brothers  objecting  to  my  decision  on  the 
classification  of  certain  hard  material 
encountered  by  them  in  the  prosecution 
of  their  work  of  excavating  for  the  Main 
Channel  under  their  contract  with  this 
District. 

I am  unable  to  admit  the  validity  of 
the  arguments  advanced  by  McArthur 
Brothers,  and  must  adhere  to  my  decis- 
ion of  the  question  at  issue  as  submitted 
to  your  Honorable  Board  under  date  of 
June  26  last. 

The  specifications  for  solid  rock, 
which  form  a part  of  the  contract 
between  this  District  and  McArthur 
Brothers,  define  solid  rock  as  follows: 
“Solid  rock  shall  comprise  all  rock  found 
in  its  original  bed,  even  though  it  may 
be  so  loosened  from  the  adjacent  under- 
lying rock  that  it  can  be  removed  with- 
out blasting.”  If  the  hard  stratum 
overlying  the  lime  rock,  which  is  now 
under  discussion,  were  rock  at  all,  it 
would  come  within  the  terms  of  this 
agreed,  arbitrary  definition,  but  inas- 
much as  it  is  not  a rock  but  rather  a hard 
j,  .m  or  indurated  clay  formation  with 


imbedded  gravel,  it  does  not  come  within 
the  solid  rock  classification. 

Respectfully  submitted, 

(Signed)  Isham  Randolph, 

Chief  Engineer. 


(Enclosure.) 

“Chicago,  July  10,  1893. 

Mr.  Isham  Randolph , Chief  Engineer , 

Sanitary  District  of  Chicago: 

Dear  Sir — Your  favor  of  June  27th 
accompanied  by  a report  to  the  Board  of 
Trustees  of  the  Sanitary  District  of  Chi- 
cago, is  duly  received.  We  cannot  con- 
cede that  your  report  is  correct,  if  it  is 
to  be  concluded  from  the  report,  that 
the  material  in  question  is  not  “solid 
rock” -as  defined  in  our  contract. 

While  under  the  clause  in  the  specifica- 
tions defining  “glacial  drift,”  you  may 
be  correct  in  your  conclusion  that  this 
substance  is  “glacial  drift,”  if  it  is  ad- 
mitted, that  the  lime  rock  in  place,  is 
the  “bed  rock,”  and  if  the  “solid  rock” 
definition  is  wholly  ignored;  yet  in  our 
opinion,  it  is  improper  to  assume  that 
the  lime  rock  is  the  “bed  rock.” 

The  Century  Dictionary  defines  “bed 
rock”  as  a mining  term,  and  adds: 
“The  term  is  beginning  to  be  used  else- 
where, to  designate  solid  rock,  lying 
under  loose,  detrital  masses,  such  as 
sand  and  gravel.”  We  find  this  “solid 
rock”  in  its  original  bed,  overlying  the 
lime  rock,  and  is  here,  as  we  claimed  in 
our  letter  of  May  31st,  the  “bed  rock.” 
We  claimed  that  the  material  in  question 
should  be  classed  as  “solid  rock”  under 
the  specifications  of  the  contract,  where 
it  is  defined  as  “All  rock  found  in  its 
original  bed,”  which  is  broad  enough  in 
its  term  to  include  loose  rock  and  shale. 

You  appear  to  have  drawn  an  arbitrary 
line  for  the  “bed  rock,”  between  the 
upper  line  of  the  Lime  Rock  and  the 
material  immediately  overlying.  “Solid 
Rock”  in  the  contract  is  not  defined  as 
“lime  rock,”  but  it  shall  include  all  rock 
found  in  its  original  bed.  We  maintain 
that  ihe  material  in  question  is  “solid 
rock,”  well  defined  in  the  sense  in  which 
the  definition  for  rock  is  geologically 
and  commonly  accepted;  that  it  lies  in 
its  original  bed,  and  is  therefore  “bed 
rock.” 

Overlying  the  Niagara  Group,  (of 
which  the  Joliet  limestone,  which  you 
assume  to  be  the  “bed  rock”  is  a member) 
come  many  formations  of  well  defined 
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rock,  commonly  accepted  and  geo 
logically  considered  as  such,  to-wit: 
Shales,  which  would  be  found  to  be 
more  easily  extracted  than  the  material 
we  have  encountered,  and  yet  one  would 
not  seek  to  penetrate  through  them  down 
to  the  Niagara  limestone  to  find  his  defi- 
nition of  “bed  rock.” 

If  it  were  true  that  this  material  could 
be  classed  under  either  definition  in  the 
specifications,  then  the  determination  of 
the  one  under  which  it  should  be  placed', 
should  be  governed  by  equitable  and 
commonly  understood  rules,  and  all 
material  that  requires  rock  methods  for 
its  economical  removal,  should  be  classed 
as  “solid  rock.” 

Webster  defines  “rock”  as  follows: 
“First,  a large  mass  of  stony  material; 
the  solid  material  of  the  earth’s  crust. 
Second  (geologically),  any  natural  de- 
posit of  stony  material  whether  consoli- 
dated or  not;  thus  including  sand,  earth 
or  clay  when  in  natural  beds.” 

Your  report  is  silent  regarding  the 
‘ ‘solid  rock”  definition.  In  urging  these 
suggestions,  we  do  not  admit  the  power 
of  the  Chief  Engineer  under  our  contract 
to  arbitrarily  classify  “solid  rock”  as 
^‘glacial  drift,”  nor  to  compel  an  accept- 
ance by  us  of  the  price  of  “glacial  drift 
work”  for  “solid  rock  work,”  but  we 
address  you  in  the  hope  of  arriving  at  an 
amicable  adjustment  of  this  controversy. 
We  respectfully  urge  that  you  give  the 
Board  a supplementary  report,  which 
shall  more  fully  state  your  position,  and 
whether  or  not  the  material  in  question 
is  “solid  rock,”  as  described  in  the  clause 
of  our  contract  defining  “solid  rock.” 

Very  respectfully  yours, 

(Signed)  McArthur  Bros.” 

COMMUNICATION  FROM  MC’ ARTHUR  BROTH- 
ERS. 

The  Clerk  presented  a communication 
from  McArthur  Brothers,  asking  an 
opportunity  to  address  the  full  Board, 
with  reference  to  their  claim  for  a re- 
classification, of  material  excavated  on 
Sections  2,  3 and  4 of  the  Main  Channel; 
and  the  communication  was  read. 

Mr.  Boldenweck,  seconded  by  Mr. 
Kelly,  moved  that  the  communication 
be  ordered  printed  and  placed  on  file. 

The  motion  prevailed  unanimously 
and  it  was  so  ordered. 


The  following  is 

the  communication: 

“Chicago,  July  12,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— We  have  been  informed 
through  the  public  press  that  the  Joint 
Committee  on  Engineering  and  Judiciary 
were  about  to  report  to  you  unfavorably 
upon  our  request  of  May  31  for  a rock 
classification  of  certain  material  encoun- 
tered upon  our  work,  and  for  a correc- 
tion of  certain  estimates  rendered  upon 
said  material,  and  referred  to  in  our  let- 
ter of  June  10  to  your  Honorable  Body, 
and  to  all  the  propositions  made  for  the 
purpose  of  settlement  under  date  of  July 
1,  1893,  and  we  respectfully  request  an 
opportunity  to  state  to  the  full  Board 
our  views  upon  the  matter  in  question, 
and  the  reasons  why  we  believe  no  arbi- 
trary and  peremptory  action  should  be 
taken  by  this  Board  looking  to  an  at- 
tempt to  cancel  our  contract  with  the 
Board.  We  would  be  pleased  to  be 
now  heard  in  the  proper  course  of  busi- 
ness before  your  Board. 

Very  respectfully  yours, 

(Signed)  McArthur  Bros., 

Contractors  on  Sections  2,  3 and  4 of  the 

Main  Drainage  Channel 

(Note— Following  a suggestion  made  dur- 
ing the  meeting,  after  adjournment  Mr.  A. 
McArthur,  representing  McArthur  Bros.,  ad- 
dressed th6  members  of  the  Board  present,  on 
the  subject  indicated  in  the  communication.) 

BOND  OF  MARSHAL  OF  POLICE  FORCE. 

The  Clerk  presented  the  bond  of  Ed- 
ward Williams,  as  Marshal  of  the  Police 
Force  of  the  District,  in  the  sum  of  ten 
thousand  ($10,000)  dollars,  with  George 
K.  Williams  and  Joseph  E.  Bid  will  as 
sureties. 

Mr.  Prendergast,  seconded  by  Mr. 
Kelly,  moved  that  the  bond  of  Edward 
Williams  as  Marshal  of  the  Police  Force 
of  the  District  be  accepted,  approved  and 
ordered  placed  on  file. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell  and 
Wenter— eight  (8).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  bond 
of  Edward  Williams,  as  Marshal  of  the 
Police  Force  of  the  District,  accepted,  ap- 
proved and  ordered  placed  on  file. 

IMPROVEMENT  OF  SOUTH  FORK, 

Mr.  Kelly  presented  an  order  directing 
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the  Chief  Engineer  to  recommend  action 
for  the  immediate  improvement  of  the 
present  condition  of  the  South  Fork,  as 
provided  in  the  order;  and  the  order  was 
read. 

Mr.  Kelly,  seconded  by  Mr.  Russell, 
moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell  and 
Wenter— eight  (8).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Chief  Engineer  in- 
structed in  accordance  with  the  same. 

The  following  i3 

THE  ORDER: 

“Whereas,  The  South  Fork  of  the 


South  Branch  of  the  Chicago  river  is  a 
serious  menace  to  the  health  of  the  city 
and  should  receive  the  earliest  relief 
practicable,  therefore  be  it 

Ordered,  That  the  Chief  Engineer  take 
under  advisement  at  an  early  day  plans 
for  the  improvement  of  the  condition  of 
the  South  Fork,  in  harmony  with  the 
general  plans  for  the  works  of  the  Dis- 
trict, and  that  meanwhile  he  recommend 
any  action  which  may  be  properly  taken 
for  the  immediate  improvement  of  the 
present  condition.” 

ADJOURNMENT. 

On  motion  of  Mr.  Eckhart,  seconded 
by  Mr.  Boldenweck,  the  Board  then 
adjourned. 

Thos.  F.  Judge, 
Clerk. 
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PROCEEDINGS 

—OF  THE— 

Board  of  Trustees, 

—OF  THE— 

Sanitary  District  of  Chicago, 


JULY  19  AND  21,  1893. 


OFFICIAL  RECORD. 

Published  by  authority  of  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago.) 


REGULAR  MEETING. 

The  one  hundred  and  seventy-ninth 
regular  meeting  of  the  Board  of  Trus- 
tees of  the  Sanitary  District  of  Chicago 
was  held  in  their  rooms,  Rialto  Building, 
Wednesday,  Julv  19,  1893,  at  2 o’clock 
P.  M. 

President  Wenter  called  the  Board  to 
order. 

On  roll-call  Messrs.  Altpeter,  Bolden- 
weck,  Cooley,  Eckhart,  Kelly,  Russejl 
and  Wenter — seven  (7),  and  subsequently 
Mr.  Prendergast,  making  a total  of  eight 
(8)  members,  were  present. 

MINUTES. 

The  minutes  of  the  regular  meeting, 


held  July  12,  1893,  were  approved  a$ 
printed,  on  motion  of  Mr.  Kelly,  seQ» 
onded  by  Mr.  Boldenweck. 

VOUCHERS. 

The  Clerk  presented  the  following  voucU» 
ers : 

PAY  ROLLS. 

Eng.  Dept.,  Div.  No.  1, 

(halt  month,  ending 

July  15,  1893) 2,089  10 

Eng.  Dept.,  Div.  No.  2, 

(half  month,  ending 

July  15,  1893) 436  70 

Eng.  Dept.,  Div.  No.  3, 

(half  month,  ending 

July  15.  1893) 859  05 

Eng.  Dept.,  Div.  No.  4,  . 

(half  month,  ending  ' 

July  15,  1893) 107  60 

$ 8,492  65 

Clerical  Dept.,  office 
roll, (half  month, end- 
ing July  15,  1893).... 

Law  Dept.,  office  roll, 


87  50 
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(half  month,  ending 

July  15,  1893) $ 97  50 


Total $ 8,677  65 


ENGINEERING  DEPARTMENT. 

Construction  Account— 

Alfred  flarlev,  (Sec.  1, 

July  15,  ’93; $ 2,315  25 

Agnew  & Co.  (Sec.  5, 

July  15, ’93) 779  63 

Agnew  & Co-  (Sec.  6, 

July  15.  ’93) 874  13 

Agnew  & Co.  (Sec.  7, 

July  16,  ’93) 2,068  00 

Agnew  & Co.  (Sec.  8, 

July  16.  ’93) 3,760  86 

Agnew  & Co.  (Sec.  9, 

July  16,  ’93) 1,937  88 

E.  D.  Smith  & Co.  (Sec. 

10,  July  16, ’93) 7.2L0  00 

Mason,  Hoge  & Co. 

(Sec.  11,  July  16,  ’98).  8,470  00 

Mason.  Hoge  & Co. 

-(Sec.  12,  July  15,  ’93) . 7,974  54 

Mason,  Hoge  & Co. 

(Sec.  13,  July  15, ’93).  11,773  13 
McCormick.  Const.  Co. 

(Sec.  14,  July  15,  ’93  ) 2,927  75 

Western  Dredging 
and  Impt.  Co. (Sec.  C., 

July  15.  ’93) 1,361  24 

E.  D.  Smith  & Co.  (Sec. 

D,  July  16,  ’93) 2.544  37 

Streeter  & Kenefick, 

(Sec.  E..  July  16, ’93)  8 605  23 
Kicker.  Lee  & Co. 

(Sec.  F.,  July  16, ’93)  2.341  01 

$64,933  02 

* ENGINEERING  DEPARTMENT. 


Keogh  & Scjiroeder, 

Co.  (stationery)......  $ 5 25 

E.  Dieizgeu  Co,,  (draft- 
ing material) 20  60 

F.  Mayer  & Co.  (blue 

prints) 56  67 

The  Polygraph  Print 
Co  (polygraphs) — 8 78 

W.  A. Olmsted,  (mount- 
ing maps) 3 00 

Crane  Company,  (iron 

pipe) 29  74 

Tobey  Furniture  Co. 

(furniture) 62  00 

'Hibbai  d,  Spencer,  Bart- 
lett &Co:  (hardware)  9 84 

Henry  Gebhardt,( vault 

filings.) 115  00 

J.  E.  Robinsou  & Co., 

(nickel  plating). ..  . . 145 

Ed  Maguire,  (drills)..  3 00 

Chicago  Toilet  Supply 

Co.  (toweling) 5 40 

M c A ri  hur  Bros. , ( coal ) 76 

George  W.  Adelman, 

(livery) ,..  3 00 

Wagner  Bros.,  (livery)  29  60 

Win.  Kirkham,  (gauge 

reading) 10  00 

Geo.  Brainard,  (gauge 
reading) . ....  10  00 


Patrick  McGinnis, 

(gauge  reading) $ 10  00 

Mary  Rusk,  (gauge 

reading) 10  00 

E.  Hastings,  (gauge 
reading) 3 66 

D.  C.  Dunlap,  (horse 

and  buggy) 45  00 

A.  M.  Munson,  (rent, 

Mt.  Forest).. 20  90 

H.  S.  Norton,  (rent, 

Lemont) 18  00 

G.  W.  Moon,  (rent, 
Lockport) 20  00 

E.  R.  Shnabie,  (travel- 
ing)  18  92 

W T.  Keating,  (travel- 
ing)  14  33 

G,  W.  Wood,  (travel- 


J.  B.  Rohrer,  (travel- 


J.  B.  Rohrer.  (traveling, 

Sag  Bldg.) 1140 

Hiram  A.  Miller,  (trav- 
eling)..,  2 30 

Chas.  L.  Harrison,  (trav- 
eling)  ... 5 60 

A.  R.  Benson,  (travel- 
ing),  2 20 

Alex.  E.  Kastl,  (travel- 
ing)   6 00 


$ 


575  26 


DAW  DEPARTMENT. 


Frank  Vander  Bogart, 
Clerk  Circuit  Court, 
Will  County,  (court 

costs) 

Frank  Vander  Bogart, 
Clerk  Circuit  Court, 
Will  County,  (court 

costs) 

S.  A.  Moffett  Co.,  (liv- 
ery).....  


$ 42  60 

41  50 
24  00 

— $108  10 


Grand  total 


$69,294  03 


Mr.  Kelly,  seconded  by  Mr.  Bolden- 
weck,  moved  that  the  vouchers,  as  read 
and  shown  above,  be  approved  and 
ordered  paid. 

On  roll  call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck.  Cooley, 
Eckhart,  Kelly,  Russell  and  Wenter— 
seven  (7).  Nays--None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  vouch- 
ers, as  read  and  shown  above,  approved 
and  ordered  paid. 


REQUISITIONS. 

The  Clerk  presented  the  following 
requisitions: 

No.  352,  Engineering  Department, 
(window  shades) $16  00 
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No.  353,  Engineering  Department, 


(profile  paper) .$  16  00 

No.  354,  Engineering  Department, 

(axe  handles) • 3 80 

No.  355,  Engineering  Department, 

(map  rack) 15  00 

No.  356,  Engineering  Department, 

(postage  stamps) 20  00 

No.  1047,  General  Account,  (furn- 
iture, etc.) 93  00 


Total 8163  80 


Mr.  Couley,  seconded  by  Mr.  Bol- 
denweck,  moved  that  Requisitions  Nos. 
352.  355  and  356.  for  the  Engineering  De- 
partment, and  No.  1047,  for  the  General 
Account,  as  read  and  shown  above,  be  al- 
lowed. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Russell  and  Wenter — 
seven  (7).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried , and  Requisi- 
tions Nos.  352,  355  and  356,  for  the  En- 
gineering Department,  and  No.  1047,  for 
the  General  Account,  as  read  and  shown 
above,  allowed. 

Mr.  Cooley,  seconded  by  Mr.  Bolden- 
weck, moved  that  Requisitions  Nos.  353 
and  354,  for  the  Engineering  Depart- 
ment, as  read  and  shown  above,  be  re- 
ferred to  the  Committee  on  Engineering. 

The  motion  prevailed  unanimously, 
and  Requisitions  Nos.  353  and  354,  for 
the  Engineering  Department,  as  .read  and 
shown  above,  were  referred  to  the  Com- 
mittee on  Engineering. 

ACT  CONFESSING  POLICE  POWES. 

The  Clerk  presented  a message  from 
the  President,  transmitting  a certified 
copy  of  the  Act  passed  by  the  last  Leg- 
islature, conferring  police  power  on  the 
District,  with  the  recommendation  that 
the  same  be  spread  on  the  minutes;  and 
the  message  was  read. 

Mr.  Boldenweck,  seconded  by  Mr. 
Cooley,  moved  that  the  message  and  en- 
closure be  ordered  printed  and  placed  on 
file. 

The  motion  prevailed  unanimously, 
and  it  was  so  ordered. 

v The  followfng  is 

THE  REPORT,  WITH  ENCLOSURE: 

“Chicago,  July  18,  1893, 
The  Honorable  the  Board  of  Trustees  of 

the  Sanitary  District  of  Chicago : 

Gentlemen— I transmit  herewith  a 


certified  copy  of  the  Act,  passed  by  t},ie 
recent  Legislature,  conferring  Police 
Powers  on  the  Sanitary  District  of  Chi- 
cago, and  recommend  that  the  same  be 
spread  on  the  records. 

Respectfully  submitted. 

(Signed)  Frank  Wenter, 

President .” 


“An  Act  conferring  police  power  upon  the 
Sanitary  District  of  Chicago . 

Section  1.  Be  if  enacted  by  the  people 
of  the  State  of  Illinois,  represented  in 
the  General  Assembly,  That  the  Sanitary 
District  of  Chicago  shall  have  the  right 
and  power  to  appoint  and  support  a 
dice  force,  the  members  of  which  may 
a^e,  and  exercise  police  powers  over 
and  within  its  right  of  way,  and  for  a dis- 
tance of  one  and  one-half  miles  on  each 
side  of  its  Main  Drainage  Channel,  such 
police  powers  as  are  conferred  upon  and 
exercised  by  the  police  of  organized 
cities  and  villages;  but  such  police  force 
when  acting  within  the  limits  of  such 
city  or  village  shall  act  in  aid  of  the 
regular  police  force  of  such  city  or 
village  and  shall  then  be  subject  to  the 
direction  of  its  chief  of  police,  city  or 
village  marshals,  or  other  head  thereof. 

Clayton  E.  Crafts, 
Speaker  of  the  House. 
Joseph  B.  Gill, 
President  of  the  Senate, 
Approved  June  16,  1893. 

John  P.  Altgeld, 

Governor. 

Filed,  June  17,  1893. 

W.  H.  Hinrichsen, 
Secretary  of  State .” 


“United  States  of  America,  ) 

State  of  Illinois.  >■  SS. 

office  of  the  secretary.  ) 

I,  William  H.  Hinrichsen,  Secretary 
of  State  of  the  State  of  Illinois,  do  hereby 
certify  that  the  foregoing  is  a true  copy 
of  An  Act  conferring  police  power  upon 
the  Sanitary  District  of  Chicago,  the 
original  of  which  is  nOw  on  file  in  this 
office. 

In  witness  whereof  I hereto  set  my 
hand,  and  affix  the  Great  Seal  of  State, 
at  the  City  of  Springfield,  this  22nd  day 
of  June,  A.  D.  1893.  ( 

(Signed)  W.  H.  Hinrichsen, 

Secretary  of  State.” 


[Seal] 
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AGREEMENT  ON  RIVER  DIVERSION 
CHANGES. 

The  Clerk  presented  a message  from 
the  President,  transmitting  the  completed 
agreement  with  Messrs.  Agnew  & Com- 
pany, with  reference  to  changes  m the 
river  diversion  from  the  west  line  of 
Section  21,  in  Cook  County,  to  near  the 
center  of  Section  15,  in  Du  Page  bounty, 
with  the  recommendation  that  the  same 
be  spread  on  the  minutes  apd  placed  on 
file;  and  the  message  was  read. 

Mr.  Bolden  week,  seconded  by  Mr, 
Cooley,  moved  that  the  message  and  en- 
closure be  ordered  printed  and  placed  on 
file. 

The  motion  prevailed  unanimously, 
and  it  was  so  ordered. 

The  following  is 

THE  REPORT  WITH  ACCOMPANYING  AGREE- 
MENT: 

“Chicago,  July  19,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago : 

Gentlemen — I herewith  transmit  the 
completed  agreement  with  Messrs. 
Agnew  & Compahy,  which  was  sub- 
mitted to  your  Honorable  Body  by  the 
Committee  on  Engineering  at  the  meet- 
ing held.  July  5,  1893,  (page  1317  of  the 
Proceedings)  with  reference  to  changes 
in  the  river  diversion  from  the  west  line 
of  Section  21,  in  Cook  County,  to  near 
the  center  of  Section  15.  in  DuPage 
County,  and  recommend  that  the  agree- 
ment be  spread  on  the  record  and  placed 
on  file. 

Respectfully  submitted, 

Frank  Wenter. 

President .” 

(Enclosure.^ 


The  following  is 

the  agreement: 

“This  agreement , made  this  5th  day  of 
July,  A.  D.  1893,  between  the  Sanitary 
District  of  Chicago,  a corporation,  party 
of  the  first  part,  and  Francis  Agtiew 
John  P.  Agnew  and  John  McGiHen  doing 
business  under  the  firm  name  and  style 
of  Agnew  & Co.,  party  of  the  second 
part,  witnesseth,  that  * 

Whereas,  Second  party  have  made 
ceitain  claims  for  compensation  under 
their  contract  with  first  party  for  exca- 
vation upon  contract  Section  7 of  first 
party,  by  reason  of  first  party  having 
permitted  the  Western  Stone  Company 


to  take  out  stone  from  a portion  of  the 
line  of  the  Main  Channel  on  said  section 
whereby  second  party  claim  that  their 
prospective  profits  are  diminished;  and 

Whereas,  First  party  has  planned  and 
laid  out  a new  River  Diversion  across  said 
contract  section  extending  in  a direct 
line  from  the  river  diversion  in  contract 
Section  eight  (8)  into  and  through  said 
contract  Section  seven  (7)  and  a portion 
•of  contract  Section  six  (5)  to  the  east  arid 
west  center  line  of  Section  15,  Township 
37  North,  Range  11,  East  of  the  Third 
Principal  Meridian,  and  first  party 
wishes  said  River  Diversion  to  be  exca- 
vated and  a levee  built  in  conformity 
with  the  plans  of  its  Chief  Engineer  and 
uniform  with  the  River  Diversion  and 
levee  or  railroad  embankment  in  contract 
Sections  eight  (8)  and  nine  (9);  now 

Therefore , in  consideration  of  the 
premises,  and  of  the  reciprocal  promises 
herein  contained,  the  parties  hereto  do 
hereby  covenant  and  agree  as  follows: 

First — Second  party  hereby  abandons 
and  relinquishes  all  claim  to  compensa- 
tion by  reason  of  stone  having  been  tak- 
en out  of  any  portion  of  the  Main  Chan- 
nel or  River  Diversion  on  said  contract 
Section  seven  (7)  by  the  Western  Stone 
Company,  or  that  shall  hereafter  be  taken 
therefrom  by  said  Western  Stone  Com- 
pany under  its  agreement  with  the  first 
party  of  July  27,  1892,  and  makes  no 
claim  against  first  party  by  reason  of 
delay  by  it  in  acquiring  possession  of  its 
right  of  way  on  the  contract  Sections  five 
(5),  six  (6),  seven  (7)  and  nine  (9)  of -second 
party. 

Second— It  is  agreed  that  second  party 
shall  do  all  the  work  required  on  the  new 
River  Diversion  in  said  Sections  six  (6) 
and  seven  (7)  in  accordance  with  plans 
and  speci  h'cat ions  prepared  by  the  Chief 
Engineer  of  first  party. 

And  the  second  party  agrees  to  exca- 
vate said  new  River  Diversion  under  the 
direction  of  said  Chief  Engineer  carrying 
the  same  in  a direct  line  from  the  point 
where  the  present  River  Diversion  cuts 
the  boundary  line  between  the  Counties 
of  Cook  and  Du  Page,  through  contract 
Section  seven  (7)  and  a portion  of  con- 
tract Section  six  (6)  to  the  east  and  west, 
center  line  of  Sec  ion  15,.  Township  37 
North,  Range  11,  East  of  the  Third  Prin- 
cipal Meridian,  and  agrees  to  spoil  the 
material  from  said  River  Diversion  on. 
the  easterly  side  thereof;  and  also  to 
construct  the  levee  adjacent  to  the  river 
on  the  east  to  a height  of  not  less  than 
eleven  feet  above  the  established  grade 
of  the  River  Diversion  through  the  rock. 
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or  said  grade  prolonged,  throughout  all 
of  their  contract  Sections  from  live  (5)  to 
nine  (9)  inclusive,  said  levee  to  conform 
to  the  general  alignment  and  treatment 
already  prescribed  for  the  rock  sections. 
All  said  work  to  be  done  under  the  super- 
vision and  direction  of  and  in  accordance 
with  the  plans  and  specifications  fur- 
nished by  said  Chief  Engineer  and  at  the 
several  rates  specified  in  the  original 
•contracts  for  the  respective  contract 
sections. 

In  witness  whereof,  on  the  day  and 
year  first  above  written,  the  said  Sanitary 
District  of  Chicago  has  caused  this  agree- 
ment to  be  signed  by  its  President  and 
attested  by  its  Clerk,  and  its  corporate 
^eal  to  be  hereto  affixed,  and  the  said 
party  of  the  second  part  have  hereunto 
set  their  hands  and  seals . 

< Signed) 

Sanitary  District  of  Chicago, 
By  Frank  Wenter, 

Attest:  President. 

Thos.  F.  Judge, 

Clerk. 

[Corporate  Seal.] 

[Seai]  Francis  Agnew, 

[SeaiJ  John  P.  Agneav, 

[Seal]  John  McGillen.” 

WEEKLY  REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report,  in  ac- 
cordance with  the  rules,  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  July  15, 
1893. 

The  same  was  read,  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on.  file. 

The  following  is 

THE  REPORT: 

“Chicago,  July  19,  1893. 

To  the  Honorable  the  Board  of  Trustees 
oj  the  Sanitary  District  of  Chicago: 

Gentlemen — I beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  July 
15,  1893,  as  the  same  have  been  reported 


to  me  : 

Engineering  Department .... 88 

Clerical  Department 3 

Treasury  Department 1 

Law  Department 7 

Total  employe's 99 


Respectfully  submitted. 

(Signed)  Thos.  F.  Judge, 

Clerk.” 


sale  of  buildings  and  machinery  on 

RIGHT  OF  WAY. 

The  Clerk  presented  a report,  accom- 
panied by  two  receipts  from  the  Treas- 
urer, with  reference  to  the  sale  of  build- 
ings and  machinery  on  the  right  of  way 
owned  by  the  District,  said  sale  being 
made  under  the  direction  of  the  Com- 
mittee on  Finance,  in  pursuance  of  an 
order  passed  at  the  meeting  held  March 
22,  1893,  (page  1118  of  the  Proceedings); 
and  the  report  and  enclosed  receipts 
were  read. 

Mr.  Boldenweck,  seconded  by  Mr.  Kelly 
moved  that  the  report  be  adopted,  and, 
with  enclosures,  ordered  printed  and 
placed  on  file. 

On  roll-call  the  \ote  stood:  Yeas — 
Messrs.  Altpeter,  BoldCnweck,  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell  and 
Wenter — eight  (8).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  and,  with  enclosures,  ordered 
printed  and  placed  on  file. 

The  following  is 

''THE  REPORT,  WITH  ACCOMPANYING  RE- 
CEIPTS : 

“ Chicago,  July  18,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— In  pursuance  of  an  order 
passed  by  your  Honorable  Body  at  the 
meeting  held  March  22,  1893,  (page  1118 
of  the  Proceedings),  directing  that  the 
Clerk  advertise  and  sell,  under  the  direc- 
tion of  the  Committee  on  Finance,  build- 
ings and  machinery  on  the  right  of  way 
and  owned  by  the  District,  as  described 
in  the- order,  I have  to  report  that  under 
the  direction  of  the  Committee  on 
Finance  I advertised  the  said  property 
for  sale,  and  disposed  of  all  of  the  same 
to-  the  highest  bidders,  the  Western 
Dredging  and  Improvement  Company 
and  the  Globe  Wrecking  and  Salvage 
Company,  for  the  sums  of  Three  Hun- 
dred ($300)  dollars  and  Six  Hundred 
($600)  dollars  respectively 

I herewith  transmit  receipts  from  the 
Treasurer,  under  dates  of  June  1 and 
July  14,  1893,  for  the  said  amounts  of 
Three  Hundred($300)  dollars  and  Six  Hun- 
dred ($600)  dollars  respectively,  they  be- 
ing in  full  of  the  amounts  received  from 
the  highest  bidders  for  the  3aid  property. 

All  of  which  is 

Respectfully  submitted, 
(Signed)  Thos.  F.  Judge, 

Clerk:' 
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“Chicago,  June  1, 1893. 

Received  of  Thomas  F.  Judge,  Clerk 
of  the  Sanitary  District  of  Chicago,  check 
on  the  Globe  National  Bank  for  three 
hundred  ($300)  dollars,  drawn  by  the 
Western  Dredging  & Improvement  Com- 
pany, in  favor  of  Orrin  N.  Carter,  Attor- 
ney, and  endorsed  to  the  Sanitary  Dis- 
trict of  Chicago,  same  being  money 
received  on  account  of  Brownell  engine 
and  boiler  on  the  Piper  Ice  Plant,  eold  to 
said  company,  to  be  deposited  to  the 
credit  of  the  Sanitary  District  of  Chicago. 

(Signed)  Melville  E.  Stone, 

> Treasurer,  Sanitary  District  of  Chicago. 

By  W.  G.  Stanford, 
Assistant  Ifeasurer. 


“Chicago,  July  14,  1893. 

Received  of  Thomas  F.  Judge,  Clerk  of 
the  Sanitary  District  of  Chicago,  for 
deposit  to  the  credit  of  the  Sanitary  Dis- 
trict of  Chicago,  the  Sum  of  six  hundred 
($600)  dollars,  being  the  full  amount 
received  from  the  Globe  Wrecking  & 
Salvage  Company,  for  all  the  buildings 
and  machinery  offered  for  sale  on  the 
right  of  way  between  Summit  and'  Wil- 
low Springs,  the  said  buildings  and 
machinery  being  those  advertised  and 
sold  by  the  Clerk,  under  the  direction  of 
the  Committee  on  Finance,  as  directed 
by  order  of  the  Board  of  Trustees,  passed 
March  22,  1893,  (page  1118  of  the  Pro- 
ceedings.) 

(Signed)  Melville  E.  Stone, 

Treasurer , Sanitary  District  of  Chicago. 

By  W.  G.  Stanford, 
Assistant  Treasurer .” 

CONDITION  OF  WORK  ON  “AGNEW  SEC- 
TIONS.” 

The  Clerk  presented  a report  from  the 


Chief  'Engineer,  accompanied  by  tabu- 
lated statement,  with  reference  to  the 
. condition  of  work  on  Sections  5,  6,  7,  8 
and  9,  for  which  Messrs.  Agnew  & Co. 
are  contractors;  and  the  report  and  en- 
closure were  read. 

Mr.  Bolden w'eck,  seconded  by  Mr. 
Cooley,  moved  that  the  report  and  en- 
closure be  ordered  printed  and  referred 
to  the  Joint  Committee  on  Engineering 
and  Finance. 

The  motion  prevailed  unanimously, 
and  the  report  and  enclosure  wTere  or- 
dered printed  and  so  referred. 

The  following  is 

THE  REPORT,  WITH  ACCOMPANYING  STATE- 
MENT: ' 

“ Chicago,  July  19,  1893. 

To  the  Honorable  the  Board  of  Irustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — I desire  to  call  your  at- 
tention to  the  state  of  progress  made  by 
Agnew  & Co.  on  Sections  5,  6,  7,  8 and  9, 
up  to  the  15th  of  the  present  month. 

The  estimated  quantities  of  these  sec- 
tions aggregate  5,859,732  cubic  yards — 
l,999,68ti  cubic  yards  of  glacial  drift  and 
3,860,046  cubic  yards  of  solid  rock.  Of 
this  amount  only  242,000  cubic  yards  of 
glacial  drift  and  106,250  cubic  yards  of 
solid  rock,  or  a total  of  348,250  cubic 
yards  has  been  removed;  whereas,  under 
the  terms  of  the  contract,  Agnew  & Co. 
should  have  removed  about  857,500  cubic 
yards.  They  have,  therefore,  run  behind 
their  contracted  rate  of  progress  59  4-10 
per  cent.  See  detailed  statement  here- 
with. 

Respectfully  submitted, 

(Signed)  Isham  Randolph, 

Chief  Engineer. 
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Section. 

Classification. 

Estimated 

Quantity. 

Amount 

Finished. 

Amount 

Unfinished. 

Section  5 

Main  Channel,  solid  rock 

Main  Channel,  glacial  drift:. 
River  Diversion,  glacial  drift 

Total 

223.525 

978,985 

10,350 

61,300 

223,525 

927.685 

10,350 

1,212,860 

61,800 

1,161,560 

Section  6 

Main  Channel,  solid  rock 

Main  Channel,  glacial  drift.. 
River  Diversion,  glacial  drift 

Total 

517.809 

576,714 

31,100 

54,100 

517,809 

522,614 

31,100 

1,125,623 

64,100 

1,071,523 

Section  7 

Main  Channel,  solid  rock — 
Main  Channel,  glacial  drift.. 
River  Diversion,  solid  rock. . 
River  Diversion,  glacial  drift 

Total 

882,036 

143,908 

41,9*1 

40.414 

7,080 

19,700 

10,370 

11,800 

874.956 
124.208 
31.621 
28  614 

1,108,849 

48,950 

1,059,399 

Sectiob  8 

Main  Channel,  solid  rock 

Main  Channel,  glacial  drift. . 
River  Diversion,  solid  rock.. 
River  Diversion,  glacial  drift 

Total 

1,114.843 
38,051 
92  591 
67,627 

8.790 
7.600 
54  200 
48,900 

1,106.053 

30,551 

38.391 

18,727 

1,313,112 

119,390 

1,193,722 

Section  9 • 

Main  Channel,  solid  rock 

Main  Channel,  glacial  drift. . 
River  Diversion,  solid  rock. . 
River  Diversion,  glacial  drift 

Total 

966.362 
74,534 
20  889 
38,003 

21.120 
11,000 
_ 4.690 

37,700 

945,242. 

63,534 

16,199 

303 

1,099,788 

74  510 

1,025,278 

RECAPITULATION. 


Sections. 

GLACIAL  DRIFT. 

SOLID  ROCK. 

Total  to  be 
Excavated. 

Amount 

Removed. 

Total  to  be 
Excavated. 

Amount 

Removed. 

Number  5 

989,335 
607,814 
184  322 
105,678 
112,537 

51,300 

54,100 

31.500 

56,400 

48,700 

223,525 

517.809 

924,027 

1,207,434 

987.251 

Number  6 

Number  7 

Number  8 

Number  9 

17,450 
62,990 
25  810 

Totals 

1,999,686 

242,000 

3,860,046 

106,250 

Total  yards  to  be  removed 5 869,732 

Total  yards  removed 348,250 


Total  yards  to  be  removed 5 869,732 

Total  yards  removed 348,250 


Total  balance  to  be  removed, 


5 511.482 
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SPECIFICATIONS  FOR  WESTERN  STONE 

COMPANY’S  BRIDGE  AND  PROJECT 
FOR  DRAINING  GOOSE  LAKE 

The  Clerk  presented  a report  from  the 
Chief  Engineer,  enclosing  specifications 
and  plans  for  the  Western  Stone  Com- 
pany’s bridge  on  Section  10,  and  also 
project,  with  plat  and  pfofile,  concerning 
the  draining  of  Goose  Lake;  and  the 
report  was  read. 

Mr.  Boldenweck,  seconded  by  Mr. 
Kelly,  moved  that  the  report  and  enclosed 
project  be  ordered  printed,  and,  with 
specifications,  plans,  plat  and  profile,  be 
referred  to  'the  Joint  Committee  on 
Engineering  and  Finance. 

The  motion  prevailed  .unanimously 
and  it  was  so  ordered. 

The  following  is 

THE  REPORT,  WITH  ENCLOSURE: 

“Chicago,  July  19,  1893. 

To  the  Honorable  the  Board  of.  Trustees 

oj  the  Sanitary  District  of  Chicago: 

Gentlemen — I submit  herewith  speci- 
* fications  and  plans  for  the  trestle  cross- 
ing the  river  diversion,  to  be  used  by  the 
Western  Stone  Company's  railroad  track. 

I also  submit  plat  and  profile  covering 
the  project  for  draining  Goose  Lake. 
This  work  is  purely  sanitary  in  its  aims, 
as  the  flood  waters  will  be  but  little 
affected  by  it.  Goose  Lake  now  acts  as 
a sort  of  settling  basin  in  which  the 
sewage  from  the  Desplaine3  River  col- 
lects and  decays.  It  is  therefore  a 
menace  to  the  health  of  the  surrounding 
region  with  its  population  of  laborers 
and  others  engaged  in  carrying  out  the 
work  of  the  Sanitary  District,  and  for 
this  reason  the  project  has  a valid  claini 
to  your  consideration. 

Very  respectfully  submitted, 
(Signed)  Isham  Randolph, 

Chief  Engineer. 

P.  S, — The  report  made  to  me  by  As- 
sistant Chief  Engineer  Johnston  is  sub- 
mitted herewith,  and  it  goes  so  fully  into 
the  Goose  Lake  project  that  it  leaves 
little  else  to  be  said.” 

(One  (1)  enclosure  with  specifications, 
plat  and  profile ) 


(Enclosure.) 

“Chicago,  July  19,  1893. 
Mr.  Isham  Randolph,  Chief  Engineer. 
Dear  Sir — A correction,  or  “River 


[1898. 

Diversion”  of  the  Des  Plaines  River  from  j 
the  head  of  Goose  Ltike  to  the  foot  of  I 
Romeo  Island  has  properties  as  follows : J 

The  Goose  Lake  is  a flat  place  some- 
thing over  a mile  in  length  in  the  course 
of  the  river.  Its  margins,  through  a 
width  of  more  than  1,500  feet,  are  at  all 
times  in  a marshy  state,  and  when  any* 
small  increase  in  the  volume  of  flow 
takes  place  the  water  spreads  over  the 
whole  surface,  forming  first  a bog  and 
then  a lake. 

The  river  water?  at  the  low  stages 
which  are  generally  continuous  through 
the  summer  and  fall,  is  essentially  sew- 
age. This  impregnates  the  extensive 
marsh  area  and  constitutes  it  a menace 
to  health,  and  a nuisance  such  as  should 
not,  perhaps,  be  maintained  in  the  prop- 
erty of  the  Sanitary  District. 

The  accompanying  map,  plat  No.  1, 
shows  the  region  in  question.  As  indi- 
cated, two  locations  have  been  considered 
for  a channel  which  will  remedy  the 
evils  above  stated.  One  follows  the 
sinuosities  of  the  river  and  is  designated 
as  line  2,  and  the  other,  while  generally 
following  the  river,  has  a smoother 
alignmenfc«and4S  designated  as  line  1. 

The  profiles  of  these  two  locations  are 
on  plat  No.  2 accompanying,  as  is  also  a 
profile  of  the  existing  channel  west  of 
Romeo  Island. 

The  estimates  contemplate: 

First— A channel  200  feet  wide  on  line 

1,  with  a slope  of  .00012. 

Second— A channel  75  feet  wide  on  lins 
1 with  a slope  of  .0002. 

Third— A channel  75  feet  wide  on  line 

2,  with  a slope  of  .0002. 

Fourth — A channel  50  feet  wide  on  line 
2,  with  a slope  of  .0002. 

The  narrow  channel  is  excavated  more 
than  a foot  deeper  than  the  wider  chan- 
nel and  on  that*  account  will  have  the 
effect  of  drawing  the  ground  water  lower 
and  draining  the  marshy  land  more 
effectively.  Furthermore,  the  narrow 
channel  has  a steeper  slope,  so  that  for 
the  same  elevation  of  water  surface  the 
50  foot  channel  will  carry  more  water 
than  the  200  foot  channel,  when  the 
latter  is  flowing  one  foot  deep.  Also  the 
75  foot  phannel  will  carry  more  water 
than  the  '200  f,oot  channel  when  the  latter 
is  flowing  two  feet  deep. 

An  examination  of  the  habits  of  the 
Desplaines  River  shows  that  when  its 
flow  is  as  much  as  12,000  cubic  feet  per 
minute  it  is  generally  considerably  in 
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excess  of  that  amount,  so  that  a river 
diversion  would  have  little  or  no  effect 
in  draining  this  marshy  region.  Also 
when  the  flow  is  less  than  12,000  cubic 
feet  per  ‘minute,  which  is  by  far  the 
greater  part  of  the  time,  it  is  generally 
considerably  less,  so  that  a diversion* 
channel  having  a capacity  of  about  12,000 
cubic  feet  per  minute  at  the  elevation  of 
present  low  water  level,  would  have 
essentially  as  good  an  effect  as  any  that 
could  be  constructed.  This  flow  w^ould 
be  attained  either  by  the  200  foot  wide 
channel  with  a slope  of  .00012,  or  by  the 
To  foot  channel  with  slope  .0002.  The 
latter*'  would,  however,  be  the  'more 
effective,  because  it  would  more  readily 
drain  to  a lower  level  and  maintain  at. 
the  lower  level  the  ordinary  low  water 
flow  which  is  less  than  3000  cubic  feet 
per  minute. 

A.channel  only  50  feet  wide  would  have 
a decidedly  beneficial  effect,  and  in  fact 
would  be  fully  as  effective  during  more 
than  half  of  each  year,  as  would  the  wider 
channels.  Its  capacity  at  the  elevation, 
of  existing  low  water  would  be  about 
7,500  cubic  feet  per  minute.  It  would 
have  the  effect  of  concentrating  in  a 
higher  degree  the  ordinary  low  water 
flow,  which  would  be  of  some  advantage. 

The  excavations  involved  are  indicated 
in  the  following  table: 

TiBLE  OF  ELEMENTS  OF  PROPOSED 

* RIVER.  DIVERSION’1  CHANNEL  BE- 
TWEEN HEAD  OF  GOOSE  LAKE  AND 

FOOT  OF  ROMEO  ISLAND. 


w 

55 

Width  in  ft.  I 

1 

a) 

a 

o 

55 

| Cap’city  at  el 
1 evation  of  ex- 
isting low  wa  j 
ter  in  cu.  ft.  i 
per  min.  | 

’ « Tj 

> >> 
0} 

a 3 
V a 
| a 

Approximate  s 
proportion  oil 
total  excava-i 
(ion  that  isl 
glacial  ' drift! 
in  cu.  yds.  j 

1 

20o!o.  00012 

12.000 

62,000 

8,000 

i 

75 

0.0002 

12.000 

60  000 

3 000 

2 

75 

'0.0002 

12.000 

60.000 

2 

50 

10.0002 

7.500 

40  000 

Note— The  data  are  not  sufficiently  accurate 
to  state  definitely  what  proportion  of  the  ex- 
cavation is  rock  and  what  proportion  is  elacial 
drift,  hut  a tolerably  close  approximation  is 
stated  for  Line  1. 

Very  respectfully, 

(Signed)  Thos.  T.  Johnston, 

F irst  Assistant  Chief  Engineer 

EQUIPMENT  OF  DEPARTMENT  OF  POLICE. 

The  Clerk  resented  a report  from  the 
Marshal,  submitting  recommendations, 
concerning  the  equipment  of  the  Depart- 
ment of  Police;  and  the  report  was  read. 
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Mr.  Boldenweck,  seconded  by  Mr* 
Cooley,  moved  that  the  report  be  ordered 
printed  and  referred  to  the  Joint  Com- 
mittee on  Health  and  Public  Order  and 
Finance. 

The  motion  prevailed  unanimously  and 
it  was  so  ordered. 

The  following  is 

THE  REPORT: 

“Chicago,  July  19,  1893. 

To  the  Honorable  tlic  B<)ard  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — After  careful  investiga- 
tion and  consideration  of  the  conditions 
and  matters  pertaining  to  the  proper 
policing  of  the  District,  I beg  to  submit 
the  following  recommendations: 

First — That  the  building  erected  and 
now  owned  by  the  District  at  Sag  be 
taken  for  police  purposes,  and  that  the 
central  or  headquarter  station  be  located 
at  that  point  for  the  present. 

Second — That  four  additional  police 
stations  be  built,  one  to  be  located  at  or 
near  Romeo,  one  at  or  near  Lemont,  one 
at  or  near  Willow  Springs,  and  one  at  or 
near  Summit,  and  that  in  each  case  the 
station  be  located  on  the  District  right  of 
tvay,  or  as  near  thereto  as  practicable. 

Third— That  the  Board  appoint,  at  the 
earliest  practicable  time,  35  patrolmen. 

Fourth — That  a contract  be  made  for 
the  ‘necessary  summer  uniforms,  and 
that  the  men  when  appointed  be  required 
to  purchase  the  same  at  their  own  ex- 
pense under  said  contract. 

Fifth — That  the  Board  purchase,  at 
its  own  expense  the  necessary  stars,  belts, 
and  other  equipage  for  the  Police  De- 
partment, the  same  to  alwaysremain  the 
property  of  the  District. 

Sixth — That  the  Board  provide  an  iron 
cot,  a mattress  and  necessary  b adding 
for. each  member  of  the  police  force. 

Seventh— That  the  Board  provide  a 
pair  of  horses  and  a suitable  covered 
wagon  capable  of  conveying  six  persons, 
such  wagon  being  so  constructed  as  to  be 
readily  adapted  to  any  ordinary  police 
use,  and  keep  the  same  at  police  head- 
quarters; that  a man  be  employed  or 
detailed,  whose  duty  it  shall  be  to  care 
for  the  team  and  any  other  hprses  which 
the  District  may  own  or  keep  at  head- 
quarters, and  whose  further  duty  shall 
be  to  act  as  driver  whenever  it  shall  be 
necessary  for  the  use  of  the  Police  De- 
partment, Members  of  the  Board  of 
| Trustees  or  the  Paymaster. 
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Eighth— That  a suitable  saddle  horse 
with  necessary  equipage  be  provided  for 
the  use  of  the  Marshal,  and  kept  and 
cared  for  at  the  Central  Station. 

Ninth— That  pending  the  building  of 
the  stations,  tents  be  provided  by  rental 
for  the  lodgment  and  protection  of  the 
men  at  points  where  stations  are  being 
built. 

Tenth— That  provision  be  made  for  the 
purchase  of  an  iron  lock-up  for  each 
police  station,  and  for  brooms,  brushes, 
mops,  buckets,  stoves,  stationery,  and 
all  necessary  station  furnishings. 

I further  recommend  that  an  appropri- 
ation be  made,  and  the  proper  person  be 
instructed  to  immediately  repair  and  put 
in  proper  condition  for  use,  the  railroad 
bridge  over  the  Illinois  & Michigan 
Canal  at  Sag,  to  the  end  that  it  may  be 
adapted  to  police  and  other  District  pur- 
poses. 

- Most  respectfully  submitted, 

(Signed)  Edward  Williams, 

Marshal. 

I herewith  submit  a rough  sketch  of 
proposed  police  stations,  24x3')',  the  cost 
of  which  should  not  exceed  fifteen  hun- 
dred ($1,500)  dollars  each. 

Respectfully  submitted, 

(Signed)  Edward  Williams, 

Marshal .” 

TRUSTEES  ILLINOIS  .VALLEY  TRIP. 

Mr.  Boldenweck,  Chairman,  presented 
a report  from  the  Committee  on  Feder- 
al Relations,  with  reference  to  and  ac- 
companied by  communications  received 
from  the  Valley  Towns,  urging  that  the 
Trustees  make  a trip  by  boat  down  the 
Illinois  Valley;  a,nd  the  report  was  read. 

Mr.  Boldenweck,  seconded  by  Mr.  Rus- 
sell, moved  that  the  report  be  adopted, 
ordered  printed,  and,  with  enclosures, 
placed  on  file,  and  the  recommendations 
made  therein  concurred  in. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley. 
Eckhart,  Kelly,  Prendergast,  Russell 
and  Wenter — eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed,  and  with  en- 
closures, placed  on  file,  and  the  recom- 
mendations therein  concurred  in. 

The  following  is 

THE  REPORT  : 

“ Chicago,  July  14,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — In  regard  to  the  several 


resolutions  from  the  valley  towns,  re- 
ferred to  this  Committee,  to- wit: 


Name. 

DiTE-  II  a 

Beardstown,  Illinois.. 

Marseilles,  Illinois 

Seneca,  Illinois 

Ottawa,  Illinois 

Havana.  Illinois 

Hennepin,  Illinois 

May  4.  1893..  

May  15,  1893.  1244 
.June  8,1833. . i 128L 
1 June  8, 1893. . 128 L 
June  3, 1893.  .!  1295 
'July  13,  1893.  

Your  Committee  reports  as  follows: 
The  sentiments  of  these  several  reso- 

lutions  are  all  of  a similar  character,  and 
express  the  desire  of  the  people  of  the 
Illinois  Valley  that  the  Sanitary  District 
shall  co-operate  in  the  mutual  purpose  of 
the  extension  of  deep  navigation  from 
Lake  Michigan  to  the  Mississippi  River. 

Specifically,  they  call  upon  the  Trus- 
tees of  the  Sanitary  District  to  make  a 
personal  examination  of  the  Illinois  Val- 
ley, and  meet  citizens  thereof,  with  a 
view  of  crystalizing  some  specific  action 
in  regard  to  the  problem  between  Joliet 
and  the  Mississippi. 

These  resolutions  also  urge  a policy 
which  will  secure  an  early  removal  of 
the  locks  and  dams  in  the  Illinois  River 
below  the  City  of  La  Salle,  and  the  in- 
auguration of  a general  scheme  for  the 
dredging  of  the  stream  to  greater  capac- 
ity, in  anticipation  of  an  increased  flow 
of  water  from  Lake  Michigan,  through 
the  channel  of  the  Sanitary  District. 

It  is  sufficient  to  say  that  the  Sanitary 
District  law  entails  obligations  on  the 
District  in  regard  to  over  flowed  lands 
between  Joliet  and  the  Mississippi  River 
in  certain  contingencies,  and  that  the 
District  is  obligated  to  remove  the  locks 
and  dams  at  Henry  and  at  Copperas  Creek 
before  this  flow  of  water  is  turned  into 
the  Illinois  River. 

The  theory  of  the  law,  as  expressed  in 
the  joint  resolution  passed  by  the  same 
Legislature,  and  also  by  a similar  resolu- 
tion passed  by  the  House  of  Representa- 
tives in  the  session  of  1893,  is  that  the 
District  and  the  people  of  the  Illinois 
Valley  shall  co-operate  in  bringing  about, 
through  the  United  States  Government 
or  other  agencies,  the  completion  of  a 
waterway  to  the  Mississippi. 

The  Committee  is  of  the  opinion  that 
the  work  of  improving  the  Illinois  River 
on  the  section*  below  the  City  of  La  Salle 
cannot  be  too  soon  undertaken,  and  that 
every  opportunity  should  be  taken  to 
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bring  the  matter  to  the  attention  of  the 
people  of  the  State,  and  to  Congress,  and 
we  are  strongly  of  the  opinion  that  it  will 
be  wise  for  the  Trustees  of  the  Sanitary 
District,  in  the  season  of  low  water,  to 
take  a trip  by  boat  over  the  river  below 
the  City  of  La  Salle,  and  spend  such  time 
in  the  valley  as  may  be  necessary  to  fully 
understand  the  nature  of  the  problem. 

Your  Committee  therefore  recommend 
that  the  Trustees  of  this  District  shall 
take  such  a trip  during  the  fail  mouths,  at 
such  time  as  may  be  convenient,  the  date 
thereof  to  be  determined  by  the  Board  at 
some  future  time,  and  that  the  Clerk  of 
the  District  be  instructed  to  notify  the 
town  officials  from  whom  the  resolutions 
were  received  of  the  action  of  this  Board 
in  regard  to  same. 

The  resolutions  are  returned  herewith 
for  filing. 

Respectfully  submitted, 

(Signed)  Wm.  Boldenweck, 

Chairman. 
John  J»  Altpeter, 
W.  H.  Russell, 

L.  E.  Cooley, 

Committee  on  Federal  Relations.” 

(Four  (4)  enclosures.) 

SAG  BUILDING  TURNED  OVER  TO  DE- 
PARTMENT OF  POLICE. 

Mr.  Wenter,  Chairman,  presented  a 
report  from  the  Joint  Committee  on 
Rules  and  Health  and  Public  Order,  ac- 
companied by  requirements  of  applicants 
for  positions  on  the  Police  Force  of  the 
District,  and  recommending  that  the 
Sag  Building  be  turned  over  to  the  De- 
partment of  Police,  and  the  appropria- 
tion,of  five  hundred  ($500)  dollars  addi- 
tional, for  necessary  changes,  and 
transmitting  an  order  for  the  same;  and 
the  report  and  enclosures  were  read. 

Mr.  Boldenweck,  seconded  by  Mr. 
Kelly,  moved  that  the  report  be  adopted, 
ordered  printed  and  placed  on  file,  the 
recommendations  made  therein  con- 
curred in  and  the  accompanying  re- 
quirements and  order  adopted. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart.  Kelly,  Prendergast,  Russell 
and  Wenter — eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  the  recommendations  made  therein 
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concurred  in,  and  the  accompanying 
requirements  and  order  adopted. 

The  following  is 

THE  REPORT,  WITH  ACCOMPANYING  ORDER 
AND  REQUIREMENTS: 

“Chicago,  July  18,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — Your  Joint  Committee  on 
Rules  and  Health  and  Public  Order  re- 
port, with  reference  to  the  Department  of 
Police  of  the  District,  that  the  Sag  Build- 
ing, now  in  charge  of  the  Engineering 
Department,  be  turned  over  to  the  De- 
partment of  Police,  for  its  use,  and  that 
the  additional  sum  of  five  hundred  ($509) 
dollars  be  appropriated  for  such  changes 
as  may  be  necessary  to  re-arrange  same 
for  the  purposes  of  that  Department,  the 
said  sum  to  be  expended  under  the  di- 
rection of  the  Joint  Committee  on  Rules 
and  Health  and  Public  Order. 

An  order,  making  such  an  appropria- 
tion, is  attached  herewith,  with  the  rec- 
ommendation that  the  same  be  adopted. 

The  Committee  also  transmits  here- 
with a set  of  requirements  of  applicants 
for  positions  on  the  police  force,  and  rec- 
ommend that  the  same  be  approved. 

Respectfully  submitted, 

(Signed)  Frank  Wenter, 

Chairman. 
W.  H.  Russell, 

B.  A.  Ecxhart, 

Wm.  Boldenweck, 
John  J.  Altpeter, 

Joint  Committee  on  Rules  and  Health  and 

Public  Order.” 


Ordered , That  there  be  and  there  is 
hereby  appropriated  and  ordered  set  aside 
to  the  credit  of  the  Sag  Building  the  sum 
of  five  hundred  ($500)  dollars,  the  said 
sum  to  be  expended  under  the  direction 
of  the  Joint  Committee  on  Rules  and 
Health  and  Public  Order.” 


“ Requirements  of  Applicants  for  Posi- 
tions on  the  Police  Force  of  the  Sant  tar]/ 
District  of  Chicago : 

1.  The  applicant  shall  fill  out  in  his 
own  hand  writing  an  examination  blank 
containing  his  personal  history,  and  shall 
answer  such  questions  as  are  therein  pro- 
pounded. 

2.  To  be  eligible  to  appointment  he 


July  19,] 


■1343 — 


[1893. 


must  be  a citizen  of  the  United  States, 
have  been  a resident  of  the  State  of  Illi- 
nois for  two  years  next  preceding  the 
date  of  his  appointment  and  never  have 
been  convicted  of  any  crime. 

3.  He  must  be  of  good  moral  charac- 
ter and  temperate  habits,  in  good  health 
and  of  sound  physical  constitution. 

4.  He  must  be  able  to  read,  write  and 
converse  in  the  English  language  under- 
standing^. 

5.  He  must  not  be  over  3f>  years  of 
age*,  not  less  than  5 feet  8 inches  in 
height,  and  shall  not  weigh  less  than  160 
pounds'. 

6.  He  shall  present  an  application  in 
euch  form  as  may  from  time  to  time  be 
adopted,  which  shall  be  signed  by  not 
less  than  five  citizens  of  good  character 
and  habits,  and  verified  by  the  affidavit 
of  one  of  them,  which  application  shall 
be  endorsed  by  the  Examining  Commit- 
tee. 

7.  He  shall  submit  himself  to  such 
examination  by  the  Sanitary  Inspector 
of  the  District  as  the  latter  may  deem 
neces-ary  to  enable  him  to  reach  a con- 
clusion as  to  the  possession  by  the  appli- 
cant of  the  foregoing  physical  require- 
ments. 

8.  He  shall  submit  to  an  examination 
tinder  oath  by  the  Examining  Board  as 
to  the  foregoing  qualifications,  and  as  to 
any  other  matters  relative  to  his  practi- 
cal fitness  for  a position  on  the  police 
force.” 

CLAIM  OF  RET  AUNO  CHEMICAL  COMPANY. 

The  Clerk  presented  a communication 
from  the  Repauno  Chemical  Company 
of  New  Jersey,  with  reference  to  money 
claimed  to  be  due  them  from  the  McCor- 
mick Construction  Company,  contractors 
for  Section  14,  for  blasting  material  used 
on  the  work  on  the  Main  Channel;  and 
the  communication  was  read. 

Mr.  Boldenweck,  seconded  by  Mr. 
Kelly,  moved  that  the  communication 
be  ordered  printed  and  referred  to  the 
Committee  on  Judiciary. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart.  Kelly,  Prendergast,  Russell  and 
Wenter — eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  com- 
munication ordered  printed  and  referred 
o the  Committee  on  Judiciary. 


The  following  is 

.the  communication: 

“July  19th,  1893. 

To  the  Honorable  Board  of  Trustees  of  the 

Sanitary  District  of  Chicaqo: 

The  undersigned,  the  Repauno  Chemi- 
cal Company,  of  New  Jersey,  respect- 
fully represents  that  heretofore,  to- wit, 
on  the  10th  day  of  October,  1892,  it 
entered  into  a contract  with  the  McCor- 
mick Construction  Company,  of  Lock- 
port,  Illinois,  whereby  the  undersigned 
agreed  to  furnish  said  construction  com- 
pany with  such  high  explosives  and 
other  materials  as  said  construction 
company  would  require  in  its  work  in 
excavating  the  Drainage  Channel  under 
the  charge  of  your  Honorable  Board, 
and  would  call  for  at  the  hands  of  the 
undersigned. 

The  undersigned  further  represents 
that,  upon  the  day  aforesaid,  in  pur- 
suance of  said  contract,  it  furnished  said 
construction  company  wdth  a supply 
of  blasting  materials,  and,  during  the 
time  from  said  day  until  and  including 
the  6th  day  of  July,  1893,  the  under- 
signed, on  divers  days  and  at  various 
times  furnished  said  construction  com- 
pany additional  supplies  of  blasting 
materials  and  other  materials  necessary 
to  said  work,  which  materials  so  fur- 
nished were  used  by  said  construction 
company  in  the  prosecution  of  its  work 
upon  said  channel. 

The  undersigned  further  represents 
that  the  total  amount  of  indebtedness 
due  it  from  said  construction  company 
is  §2,945.77,  an  account  of  which  in- 
debtedness is  attached  hereto,  and  veri- 
fied by  affidavit. 

The  undersigned  further  represents 
that  it  has  never  received  a dollar  upon 
the  account  of  said  construction  company 
with  itr  and  that,-  unless  action  is  taken 
by  this  Honorable  Board  to  protect  the 
interests  of  the  undersigned,  nothing 
will  ever  be  received  upon  said  account. 

Therefore,  the  undersigned  respectfully 
petitions  this  Honorable  Board  to  retain, 
out  of  any  moneys  under  its  Control  and 
due  to  said  construction  company,  an 
amount  sufficient  to  pay  the  said  indebt- 
edness due  the  undersigned,  and  to  apply 
the  amount  so  retained  in  satisfaction  of 
said  account. 

(Signed)  Repauno  Chemical  Co. 

By  Charles  L.  Patterson. 

Subscribed  and  sworn  to  before  me 
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this  19th  day  of  July,  A.  D.  189*3,  by 
Charles  L.  Patterson. 

(Signed)  Chas.  S.  Thornton, 

Notary  Public." 

[Seal  ] 


State  of  Illinois,  ) q 

COUNTY  OF  COOK,  f bb' 

Charles  L.  Patterson,  being  first  duly 
sworn,  deposes  and  says  that  he  is  a 
general  sales  agent  for  the  Repauno 
Chemical  Company;  that  he  is  familiar 
with  the  debit  and  credit  account  between 
said  company  and  the  McCormick  Con- 
struction Company,  of  Lockport,  Illinois; 
and  he  says  that  the  statement  appended 
hereto  is  a correct  copy  of  said  account 
between  said  companies,  and  that  said 
construction  company  is  indebted  to  said 
chemical  company  the  sum. of  $2,945.77 
for  merchandise  heretofore  sold  and 
delivered  by  the  latter  to  the  former, 
such  account  allowing  all  credits  and  set- 
offs.due  said  construction  company;  and 
further  affiant  sayeth  not. 

(Signed)  Charles  L.  Patterson. 

Subscribed  and  sworn  to  before  me 
this  19th  day  of  July,  A.  D.  1893. 

(Signed)  Chas.  S.  TiiorntOn, 

Notary  Public. 

[Seal.] 

(Enclosing  itemized  statement.) 

RECONSIDERATION  OF  VOTE  ON  AP- 
PROVAL OF  VOUCHERS, 

Mr.  Cooley,  seconded  by  Mr.  Kelly, 
moved  a reconsideration  of  the  vote  by 
which  the  vouchers  this  day  presented 
including  the  voucher  for  the  McCormick 
Construction  Company  , for  $2,927  75.  for 
work  done  on  Section  14  of  the  Main 
Channel,  were  approved. 

On  roll -call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Cooley,  Eckhart,  Kelly, 
Prendergast,  Russel)  and  Wenter — seven 
(7).  Nays — Mr.  Boldenweck— one  (1). 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  vqte 
by  which  the  vouchers  this  day  presented', 
including  the  voucher  for  the  McCormick 
Construction  Comp  my,  for  §2.927  75,  for 
work  done  on  Section  14  of  the  Mam 
Channel,  were  approved,  reconsidered. 

m’cormick  company  voucher  re- 
ferred. 

Mr.  Cooley,  seconded  by  Mr.  Kelly, 
then  moved  that  the  voucher  this  day 
presented  for  the  McCormick  Construc- 
tion Company,  for  $2,927.75.  for  work 


done  on  Section  14  of  the  Main  Channel, 
be  referred  to  the  Committee  on  Judici- 
ary, in  connection  with  the  claim  of  the 
Repauno  Chemical  Conipany  just  pre- 
sented. 

The  motion  prevailed  unanimously  and 
it  was  so  ordered. 

approval  of  vouchers. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
then  moved  that,  all  the  vouchers  this 
day  presented,  with  the  exception  of  that 
for  the  McCormick  Construction  Com- 
pany, for  $2,927.75,  for  work  done  on 
Section  14  on  the  Main  Channel,  just 
referred  to  the  Committee  on  Judiciary, 
be  approved  and  ordered  paid. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley v 
Eckhart,  Kelly,  Prendergast,  Russell  and 
"Wenter — eight  (8).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  all  the 
vouchers  this  day  presented,  with  the 
exception  of  that  for  the  Met  ormick 
Construction  Company  for  $2,927.75,  for 
work  done  on  Section  14  of  the  Main 
Channel,  just  referred  to  the  Committee 
on  Judiciary,  approved  and  ordered  paid, 

communication  from  m’arthur  pros. 

The  Clerk  presented  a communication 
from  McArthur  Brothers,  contractors 
on  Sections  2,  3 and  4 of  fhe  Main  Chan- 
nel, with  reference  to  the  order  passed 
at  the  meeting  held  July  12,  1893,  (page 
1327  of  the  Proceedings),  directing  them 
to  proceed  with  the.  work  on  their  Sec- 
tions; and  the  communication  was  re&d, 

Mr.  Boldenweck,  seconded  by  Mr, 
Kelly,  moved  that  the  communi- 
cation be  received  without  prejudice  to 
to  the  rights  of  the  District,  and  placed 
on  file  without  being  printed. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter.  Boldenweck,  Eckhart, 
Kelly,  Prendergast,  Russell  and  Wenter 
— seven  (7).  Excused  and  not  voting— 
Mr'.  Cooley — one(l).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  communi- 
cation  received  without  prejudice  to  the 
rights  of  the  District,  and  placed  on  file 
without  being  printed. 

By  unanimous  consent  Mr.  Russell  was 
excused  from  the  meeting. 

SPECIFICATIONS  FOR  STEPHENS  STREET 
BRIDGE. 

• By  unanimous  consent,  the  Clerk  pre- 
sented a report  from  the  Chief  Engineer, 
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transmitting  plans  and  specifications  for 
a bridge  over  the  river  diversion  at  Ste- 
phens street,  Lexnont;  and  the  report  was 
read. 

Mr.  Kelly,  seconded  by  Mr.  Bolden- 
weck,  moved  that  the  report  be  ordered 
printed,  and  with  enclosed  plans  and 
specifications  be  referred  to  the  Joint 
Committee  on  Engineering  and  Finance. 

The  motion  prevailed  unanimously, 
and  it  was  so  ordered. 

The  following  is 

the  report: 

“Chicago,  July  19,  1893. 
To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitai'y  District  of  Chicago: 

Gentlemen — I submit  herewith  plans 
and  specifications  for  a bridge  across  the 
proposed  river  diversion  under  Stephens 
street,  Lemont.  The  cost  of  such  struct- 
ure is  estimated  at  $8.25  per  lineal  foot, 
or  $4,125.00.  The  masonry  in  abutments 
and  piers  figures  up  394  cubic  yards,  esti- 
mated at  $8.00  per  cubic  yard,  equals 
$3,152.00.  Cost  of  superstructure  and 
masonry,  $7,277.00. 

Respectfully  submitted, 

(Signed)  Isham  Randolph, 

Chief  Engineer 

(Enclosing  pl&n  and  specifications.) 

DIRECTIONS  TO  ATTORNEY  IN  PROCEED- 
ING FOR  “SANTA  FE  ” CROSSING 
NEAR  LEMONT. 

Mr.  Kelly  presented  an  order  directing 
the  Attorney  to  take  certain  steps,  as 
provided  in  the  order,  in  the  proceedings 
instituted  for  acquiring  a right  of  way 
across  the  main  line  of  the  “Santa  Fe,” 
near  Lemont;  and  the  order  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Bolden- 
week,  moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter.  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast  and  Wenter 
— seven  (7).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Attorney  directed  in  ac- 
cordance with  the  same. 

The  following  is 

THE  ORDER: 

“ Ordered,  That  in  the  proceedings  in- 
stituted for  acquiring  the  right  of  way 
for  the  new  river  diversion  across  the 
right  of  way  of  the  main  line  of  the ’Chi- 
cago, Santa  Fe  and  California  Railway 


Company  in  Section  20,  Township  37 
North,  Range  11  East  of  the  Third  Prin- 
cipal Meridian,  Cook  County,  Illinois, 
entitled  Sanitary  District  of  Chicago  vs. 
Farmers’  Loan  and  Trust  Company,  et 
al.,  in  the  Circuit  Court  of  Cook  County, 
General  Number  116,049,  the  Attorney  of 
the  District  be  and  he  is  hereby  directed 
to  so  frame  the  proceedings  and  take  the 
necessary  steps  as  to  acquire,  for  the  Pis* 
trict  only  the  right  to  construct  and  main- 
tain a channel  across  said  right  of  way 
in  accordance  with  the  plans  and  specifi- 
cations prepared  by.  the  Chief  Engineer 
of  this  District,  a copy  of  which  is  filed 
with  the  Clerk  of  the  District,  leaving 
the  owners  of  said  right  of  way  the  right 
to  use  said  right  of  way  for  railroad  pur- 
poses at  said  crossing  above  the  level  of 
the  banks  of  said  channel  as  shown  upon 
said  plans,  with  the  right  to  support  the 
tracks  of  said  railroad  from  the  bed  of 
said  channel  by  piers  or  other  supports 
which  will  occupy  in  the  aggregate  not 
more  than  ten  (10)  per  cent  of  the  cross 
section  of  said  channel  beneath  said  rail- 
road tracks  used  for  crossing  said  chan- 
nel— said  channel  at  the  place  of  said 
crossing  to  be  of  the  width  of  five  hun- 
dred (500)  feet,  measured  at  right  angles 
to  the  center  line  of  said  channel.” 

ORDINANCE  FOR  TAX  LEVY  OF  1893. 

Mr.  Eckhart,  Chairman,  presented 
from  the  Committee  on  Finance,  an  or- 
dinance levying  the  taxes  for  the  year 
1893,  for  the  corporate  purposes  of  the 
District;  and  the  same  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
weck, moved  the  passage  of  the  ordi- 
nance. 

On  roll  call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast  and  Wenter 
—seven  (7).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  ordi- 
nance passed. 

The  following  is  the 

ORDINANCE  : 

“!Be  it  ordained  by  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago: 

Section  1.  That  the  sum  of  one  million 
five  hundred  thousand  ($1,500,000)  dollars 
be  and  the  same  is  hereby  levied  and  as- 
sessed on  the  real  and  personal  property 
within  the  Sanitary  District  of  Chicago, 
subject  to  taxation  according  to  the  val- 
uation of  said  property,  as  the  same  is 
assessed  and  equalized  for  State  and 
County  purposes'  for  the  year  1893:  the 
taxes  levied  and  assessed  under  this  ordi- 
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nance  being  for  the  corporate  purposes  of 
the  Sanitary  District  of  Chicago. 

Sec.  2.  The  Clerk  of  this  District  is 
hereby  directed  to  certify  on  or  before  the 
second  Tuesday  of  August,  1893,  to  the 
County  Clerk  of  Cook  County,  the  amount 
required  to  be  raised  by  tax,  pursuant  to 
this  ordinance,  and  to  that  end  to  file 
with  the  said  County  Clerk  a copy  of  this 
ordinance  duly  certified  by  the  Clerk  of 
said  District. 

Sec.  3.  This  ordinance  shall  take  ef- 
fect and  be  in  force  from  and  after  its 
passage.” 

ADJOURNMENT  TO  SPECIAL  TIME. 

Mr.  Kelly,  seconded  by  Mr.  Eckhart, 
moved  that  when  the  Board  adjourn,  it 
do  adjourn  to  meet  Friday,  July  21, 1893, 
at  2 o’clock  P.  M. 

On  roll  call  the  vote^stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kellv,  Prendergast  and  Wenter 
— seven  (7).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  that  when 
the  Board  adjourn,  it  do  adjourn  to  meet 
Friday,  July  21,  1893,  at  2 o'clock  P.  M. 

ADJOURNMENT. 

On  motion  of  Mr.  Eckhart,  seconded 
by  Mr.  Kellv,  the  Board  then  adjourned, 
to  meet  Friday,  July  21, 1893,  at  2p’clock 
P.  M.,  pursuant  to  motion. 

Thos.  F.  JtJDGE, 
Clerk. 


ADJOURNED  MEETING. 

The  adjourned  session  of  the  one  hun- 
dred and  seventy-ninth  regular  meeting 
of  the  Board  of  Trustees  of  the  Sanitary 
District  of  Chicago  was  held  in  their 
rooms,  Rialto  Building,  Friday,  July  21, 
1893,  at  2 o’clock  P.  M.,  pursuant  to 
motion. 

President  Wenter  called  the  Board  to 
order. 

On  roll-call  Messrs.  Altpeter,  Bolden- 
weck, Cooley.  Kelly,  Prendergast.  Russell, 
and  Wenter— seven  (7)  members  were 
present. 

EQUIPMENT  OF  DEPARTMENT  OF  POLICE. 

Mr.  Boldenweck,  for  the  Joint  Com- 
mittee on  Health  and  Public  Order  and 
Finance,  presented  a report,  with  refer- 
ence to  and  enclosing  the  report  of  the 
Marshal,  submitting  recommendations 
concerning  the  equipment  of  the  Depart- 
ment of  Police,  presented  and  referred 
to  that  Committee  at  the  meeting  held 


July  19,  1893,  (page  1340  of  the  Proceed- 
ings); and  the  report  was  read. 

Mr.  Boldenweck,  seconded  by  Mr. 
Russell,  moved  that  the  report  be  adopt- 
ed, ordered  printed,  and,  with  enclosure, 
placed  on  file,  and  the  recommendations 
made  therein  concurred  in. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter.  Boldenweck,  Cooley, 
Kelly,  Prendergast,  Russell  and  Wenter 
— seven  (7/.  Nays— none. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adapted,  ordered  printed,  and,  with 
enclosure,  placed  on  file,  and  the  recom- 
mendations made  therein  concurred  in. 

The  following  is 

THE  REPORT: 

“Chicago;  July  21,  1893. 

To  the  Honorable  the  Board  of  the  Trus- 
tees of  the  Sanitary  District  of  Chicago  : 

Gentlemen — Your  Joint  Committee  on 
Health  and  Public  Order  and  Finance,  to 
whom  was  referred  the  report  of  the 
Marshal,  making  recommendations  con- 
cerning the  equipment  of  the  Department 
of  Police  of  the  District,  presented  at  the 
meeting  held  July  19,  1893,  (Page  1340  of 
the  Proceedings)  respectfully  report  that 
they  have  considered  the  same,  and  re- 
turn it  herewith  with  the  recommenda- 
tion that  your  Honorable  Body  concur  in 
the  Suggestions  made'  therein,  and  that 
the  Clerk,  in  conjunction  with  the  Mar- 
shal, be  directed  to  secure  propositions 
and  make  arrangements  for  the  purchase 
of  the  necessary  uniforms,  equipage  and 
articles  of  all  kinds  as  required  for  the 
proper  equipment  6f  the  Department  of 
Police  of  the  District,  and  for  the  con- 
struction of  four  (4)  police  stations,  as  set 
forth  in  the  said  recommendations  of  the 
Marshal’s  report,  and  report  such  action 
to  the  Board. 

The  Committee  further  recommend, 
that  the  Chief  Engineer  be  directed  to 
proceed  at  once  to  repair  and  put  in  good 
order  the  railroad  bridge  over  the  Illinois 
& Michigan  Canal  at  Sag*  as  suggested 
by  the  Marshal,  at  an  expense  not  to  ex- 
ceed $500.  All  of  which  is 

Respectfully  submitted, 
(Signed)  * A.  P.  Gilmore, 

Chairman. 
Wm.  Boldenweck, 
John  J.  Altpeter,  . 
W.  H.  ' Russell, 
Thomas  Kelly, 

Joint  Committee  on  Health  and  Public 

Order  and  Finance .” 
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CLERK  AND  MARSHAL  TO  ARRANGE  FOR 
PURCHASE  OF  EQUIPMENT  OF  DE- 
PARTMENT OF  POLICE. 

Mr.  Boldenweck  presented  an  order  di- 
recting the  Clerk,  in  conjunction  with 
the  Marshal,  to  obtain  propositions  and 
make  arrangements  for  the  purchase  of 
equipment,  as  provided  in  the  order,  for 
the  Department  of  Police  of  the  District, 
and  further  directing  the  Chief  Engineer 
to  repair  the  Canal  bridge  at  Sag.  as  pro- 
vided in  the  order;  and  the  order  was 
read. 

Mr.  Boldenweck,  seconded  by  Mr.  Rus- 
sell, moved  the  adoption  of  the  order.' 

On  roll  call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Kelly,  Prendergast,  Russell  and  Wenter 
— 6even  (7).  Nays — None. 

Upon  which  result  the 'President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Clerk  and  Chief  Engi- 
neer instructed  in  accordance  with  same. 

The  following  is  * 

the  order: 

“ Ordered , That  the  Clerk  of  the  Dis- 
trict, in  conjunction  wiih  the  Marshal 
of  the  District,  be  and  he  is  hereby  di- 
rected to  secure  propositions  and  make 
arrangements  for  the  purchase  of  the 
necessary  uniforms,  equipage  and  articles 
of  all  kinds  as  required  for  the  proper 
equipment  of  the  Depart inent  of  Police 
of  the  District,  and  for  the  construction 
of  four  (4)  police  stations,  as  set  forth  in 
the  recommendations  of  the  report  of 
the  Marshal,  presented  at  the  meeting 
beld  July  19,  1893,  (Page  1340  of  the 
Proceedings);  and  be  it  further 

Ordered,  That  the  Chief  Engineer  be 
and  he  is  hereby  directed  to  proceed  at 
once  to  repair  and  put  in  good  order  the 
railroad  bridge  over  the  Illinois  & Michi- 
gan Canal  at  Sag,  at  an  expense  not  to 
exceed  $500.” 

RETORT  ON  REQUISITIONS  NOS.  353  AND 
354. 

Mr.  Cooley,  Chairman,  presented  are- 
port  from  the  Committee  on  Engineering 
with  reference  to  and  accompanied  by 


Requisitions  Nos.  353  and  354,  for  the 
Engineering  Department,  presented  and 
referred  to  that  Committee  at  the  meet- 
ing held  July  19,  1893,  (Page  1334  of  the 
Proceedings)  and  recommending  that 
the  same  be  allowed;  and  the  report  was 
read. 

Mr.  Cooley,  seconded  by  Mr.  Altpeter, 
moved  that  the  report  be  adopted,  or- 
dered printed  and  placed  on  file,  and  the 
accompanying  Requisitions  Nos.  333  and 
354,  for  the  Engineering  Department,  al- 
lowed. 

On  roll  call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Kelly,  Prendergast,  Russell  and  Wenter 
—seven  (7).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed 
on  file;  and  the  accompanying  Requisi- 
tions Nos.  353  and  354,  for  the  Engineer- 
ing Department,  allowed. 

The  following  is 

the  report: 

“Chicago,  July  21,  1898. 

To  the  .Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— We  report  back  Requisi- 
tions Nos  353  and  354.  from  the  Engi- 
neering Department,  referred  to  this 
Committee  on  July  19th,  and  recommend 
that  the  same  be  allowed 

(Signed)  L.  E.  Cooley, 

Chairman. 
Wm.  Boldenweck, 
John  J.  Altpeter,  • 
W.  H.  Russell, 
Thomas  Kelly, 
Committee  on  Engineering.” 
adjournment. 

On  motion  of  Mr.  Boldenweck,  sec- 
onded by  Mr.  Russell,'  the  Board  theA 
adjourned. 

Thos.  F.  Judge, 

Clerk. 


July  26,] 


—1348— 


[189$. 


PROCEEDINGS 

—OF  THE— 

Board  of  Trustees, 

—OF  THE— 

’ Sanitary  District  of  Chicago. 


JULY  26,  18S3. 


OFFICIAL  RECORD. 

Published  by  authority  of  the  Board  of  Trustees 
o'f  the  Sanitary  District  of  Chicago.) 


REGULAR  MEETING. 

The  one  hundred  and  eightieth 
regular  meeting  of  the  Board  of  Trus- 
tees of  the  Sanitary  District  of  Chicago 
was  held  in  their  rooms,  Rialto  Building, 
Wednesday,  July  26,  1893,  at  2 o’clock 
P.  M. 

President  Wenter  called  the  Board  to 
order. 

On  roll-call  Messrs.  Altpeter,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Prendergast, 
Russell  and  Wenter — eight  (8)  members, 
were  present. 

MINUTES. 

The  minutes  of  the  regular  meeting, 
held  July  19,  1893,  and  of  the  adjourned 


session  of  the  same  meeting,  held  July 
21,  1893,  were  approved  as  printed,  on 
motion  of  Mr.  Kelly,  seconded  by  Mr, 
Eckhart. 

VOUCHERS. 

The  Clerk  presented  the  following  vouch- 
ers : 

CLERICAL  DEPARTMENT. 


Mineral  Springs  Co. 

(water) $8  7$ 

LAW  department. 

Orrin  N.  Carter,  (ex- 
pense)  $ 89  13 

Orrin  N.  Carter,  (ex- 
pense).  78  36 

$ 167  49 


GENERAL  ACCOUNT. 

Chicago  Edison  Co. 

(electric lighting, etc.)  $ 68  92 
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Tobey  Furniture  Co. 

(Board  room  furni- 
ture)  .$298  00 

Green’s  Dredging  Co. 

(tug.  Trustees’  trip,, 

May  1,  1898)...'.......  50  00 

Thos.  F.  Judge,  (pay- 
roll and  sundry  ex- 
pense)  27  77 


$ 444  69 


Grand  total 


$ 620  98 


Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  the  vouchers,  as  read  and 
rthown  above,  be  approved  and  ordered 
paid. 

On  roll  call  the  vote  stood;  Yeas — 
Messrs.  Altpeter,  Cooley,  Eckhart,  Gil- 
more, Kelly,  Prehdergast,  Russell  and 
Wen  ter — eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  vouch- 
ers, as  read  and  shown  above,  approved 
aDd  ordered  paid. 

REQUISITIONS. 

The  Clerk  presented  the  following 
requisitions: 

No.  1048,  Clerical  Department  and 

General  Account(  stationery,  etc.  )$21  15 

Mr.  Kelly,  seconded  by  Mr.  Eckhart, 
moved  that  Requisition  No.  1048,  for 
the  Clerical  Department  and  General 
Account,  as  read  and  shown  above,  be  al- 
lowed. 

On  roll-call  the  vote  stood:  Y eas — 
Messrs.  Altpeter,  Cooley,  Eckhart,  Gil- 
more, Kelly,  Prendergast,  Russell  and 
Wenter — eight  (8).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  Requi- 
sition No.  1048,  for  the  Clerical  Depart- 
ment and  General  Account,  as  read  and 
shown  above,  allowed. 

WEEKLY  REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report,  in  ac- 
cordance -with  the  rules,  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  July  22, 
1893. 

The  same  was  read,  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT: 


with  the  number  of  employes  in  each 
department  for  the  week  ending  July 
22,  1893,  as  the  same  have  been  reported 
to  me  : 

Engineering  Department 89 

Clerical  Department 3 

Treasury  Department. . 1 

Law  Department 7 

Total  employes 100 


Respectfully  submitted, 

(Signed)  Thos.  F.  Judge, 

Clerk” 

CONDITION  OF  WORK  ON 'MAIN  CHANNEL. 

The  Clerk  presented  a report  from  the 
Chief  Engineer,  transmitting  a report 
from  the  Superintendent  of  Construction, 
showing  the  condition  a*t  that  date  of 
the  work  on  all  the  sections  of  the  Main 
Channel  under  contract;  and  the  report 
and  enclosure  were  read. 

Mr.  Kelly,  seconded  by  Mr.  Eck- 
hart, moved  that  the  report  and  en- 
closure be  ordered  printed  and  referred 
to  the  Joint  Committee  on  Engineering 
and  Finance. 

The  motion  prevailed  unanimously, 
and  the  report  was  ordered  printed  and 
so  referred. 

The  following  is 

THE  REPORT,  WITH  ENCLOSURE: 

“Chicago,  July  26,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago : 

Gentlemen — I submit  herewith  a re- 
port made  to  me  by  the  Superintendent 
of  Construction,  Mr.  U.  W.  Weston, 
showing  conditions  prevailing  upon  each 
of  the  sections  now  under  contract.  This 
report  is  a fair  presentation  of  the  facts 
as  they  exist  and  it  clearly  demonstrates 
the  importance  of  promptly  using  all  of 
our  powers  under  our  several  contracts 
to  enforce  more  vigorous  work  upon 
those  sections  on  which  the  oufcput  of 
material  is  shown  to  be  largely  in  arrears 
of  the  rate  of  progress  called  for  by  the 
contracts  covering  same. 

Respectfully  submitted, 

(Signed)  Isham  Randolph, 

Chief  Engineers 


(Enclosure.) 


“Chicago,  July  26,  1893. 

lo  the  Honorable  the  Board  of  Trustees 
oj  the  Sanitanj  District  of  Chicago: 

Gentlemen— I beg  leave  to  report  here- 


“Chicago, ( July  26,  1893. 

Isham  Randolph , Esq.,  Chief  Engineer, 
Sanitary  District: 

Dear  Sir— I beg  herewith  to  submit 
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my  report  as  to  the  progress  of  the  work 
under  contract  as  follows: 

Commencing  with  Section  “F”  $t  the 
Summit,  or  upper  end,  the  contractors 
have  made  reasonable  progress,  consid- 
ering the  stage  of  water,  with  their  pre- 
liminary work  of  dyking  and  the  con- 
struction of  the  necessary  railway  track 
to  enable  them  to  hadl  the  material  from 
the  Main  Channel  which  they  are  about 
commencing.  Their  River  "Diversion  is 
well  along  and  the  general  character  and 
conduct  of  their  proceedings  thus  far 
indicate  that  they  will  fulfill  their  con- 
tract requirements. 

On  the  next  Section  (“E”)  the  oop- 
tractprs  are  doing  nicely.  They  are  now 
working  between  200  and  300  head  of 
mules  and  have  excavated  nearly  200,000 
yards,  which  is  considerably  in  excess  of 
the  required  rate  of  progress.  Their  sec- 
tion has  been  opened  its  entire  length 
which  will  soon  be  excavated  to  such 
depth  that  teams  will  have  to  be  sup- 
planted by  steam  shovels,  which  are  now 
being  put  in  place.  The  condition  of 
this  section  is  at  present  very  favorable. 

Section  “D” — While  the  amount  done 
upon  this  section  is  not  yet  up  to  the 
required  rate  of  progress,  the  contractors 
•have  been  opening  up  the  work  in  good 
shape  and  provided  a plant,  including 
two  steam  shovels,  four  locomotives  with 
the  necessary  cars  and  between  two  and 
three  miles  of  standard  gauge  railway 
track.  The  indications  thus  far,  together 
with  the  well  known  character  of  the 
contractors  warrant  the  belief  that  they 
will  complete  their  section  within  their 
contract  time  if  not  before. 

Section  “CT — This  section  contains 
about  1,800.000  cubic  yards  of  excavation 
in  the  Main  Channel  and  176.000  cubic 
yards  of  River  Diversion.  In  aceordance 
with  the  terms  of.  their  contract  the 
River  Diversion  must  be  finished  by  De- 
cember 1st,  1893,  and  before  any  work  is 
done  on  the  Main  Channel.  This  must 
necessarily  be  completed  before  any  tiling 
can  bfe  done  on  the  Main  Channel  on 
Sections  \‘B”  and  “A,”  immediately  be- 
low it,  and  hence  it  is  of  prime  import- 
ance that  this  River  Diversion  be  pushed 
to  completion  during  the  present  season 
of  low  water,  which-is  of  such  uncertain 
duration  as  to  render  its  expedition  im- 
perative. Thus  far  this  season  (year)  they 
have  employed  one  steam  shovel  with  an 
incline  tramway  to  dispose  of  the  waste 
material,  and  up  to  the  15th  inst.  they, 
have  removed  but  15,581  cubic  yards  of 
the  176,000  cubic  yards  contained  in  the 
River  Diversion,  or  about  8 per  cent,  of 
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the  amount  required  to  be  done  before 
December  1st  next.  They  are  about  to 
double  their  present  capacity  by  the  ad- 
dition of  another  steam  shovel  and  the 
erection  of  another  incline  tram  wav;  but 
this,  in  my  opinion,  will  be  wholly  in- 
adequate to  complete  this  part  of  the 
work  this  season,  and  inasmuch  as  the 
prosecution  of  any  work  upon  the  sec- 
tions above  referred  is  wholly  contingent 
upon  the  completion  of  this  work,  im- 
mediate action  should  be  taken  to  ex- 
pedite this  work  which  can  be  done  by 
the  $id  of  teams  and  wheel  scrapers  and 
d£h^aiixiliary  forces.  There  is  about 
two-fift'hsl  of  ,tbp-  .Main  Channel  of  this 
settiop  whidh  l plight  now  be  opened, 
provided  thtpcon erectors  be  permitted  to 
waste  the  .material  excavated  within  the 
.tynps  designated,  upon  the  original  plans, 
vwkijpj>;  1 would  - respectfully  recommend  . 
be  ^p(idi/j©d  accordingly  and  directions 
given  to  pr&Sesd  with  the  work  on  such 
part  of  the  Maip  Channel  forthwith. 

Sections  “A”  and  “B” — These  sections 
contain  about  840,000  cubic  yards  of 
River  Diversion  which  must  necessarily 
be  done  before  work  can  proceed  upon 
the  corresponding  Main  Channel  Un- 
fruitful experiments  and  disagreements 
retarded  progress  on  these  sections  until 
recently,  when,  after  receiving  proper 
notice,  the  contractors  are  making  com- 
mendable efforts  to  complete  this  part  of 
the  work  by  December  1st,  in  which  it 
now  seems  probable  that  they  will  be 
successful.  In  this  connection  1 would 
recommend  that  in  all  cases  where  it 
would  tend  to  expedite  the  work  of  River 
Diversion,  that  the  contractors  be  per- 
mitted to  exceed  (or  increase)  the  pre- 
scribed slope  of  H to  1,  maintaining  the 
same  area  in  cross  section. 

Section  1 — The  contractors - on  this 
Section  are  making  more  determined  ef- 
forts to  open  up  this  work,  and  evince  a 
disposition  to  do  all  in  their  power  to 
comply  with  their  contract. 

Sections  2,.  3 and  4 — Work  was  sus- 
pended upon  these  sections  about  June 
1,  with  the  apparent  intention  on  the 
part  of  the  contractors  to  force  the  Board 
of  Trustees  to  accept  their  construction 
or  interpretation  of  their  contract  rela- 
tive to  the  proper  classification  of  the 
material  excavated;  and,  although  the 
said  contractors  recently  expressed  their 
intention  to  resume  work,  there  is  no 
real  evidence  thereof  up  to  this  time. 

Section  5— This  section  contains  over 
1,200,000  cubic  yards  of  material,  about 
one-fourth  of  which  is  rock.  Of  this 
amount  there  has  been  excavated  some 
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55.000  yards,  being  only  about  five  per 
cent.  The  plant  consists  of  one  steam 
shovel,  the  out-put  of  which  is  conveyed 
to  the  spoil  bank  by  means  of  a derrick 
which  is  wholly  inadequate  to  handle 
the  capacity  of  the  shovel.  Even  by 
this  slow  method,  in  my  opinion,  the 
waste  is  deposited  in  too  close  proximity 
to  the  main  channel,  and  will  greatly  in- 
terfere with  the  disposition  of  the  work 
found  in  the  lower  half  of  the  channel, 
as  well  as  imperiling  the  integrity  of  the 
main  channel  from  the  possible  slough- 
ing or  sliding  of  the  banks  thereof,  which 
trouble  was  experienced  fn  tbo  deepen- 
ing of  the  present  I.  M.  Oau&l  nearly 
opposite  this  point.  In  addition  to  the  r 
above  mentioned  plant  there  is  now  in  u 
course  of  construction,  .what  Is  .called  ei . 
clam  shell  dredge (on  derrick)  with  a 
reach  of  about  ninety  feet*  While  ouch 
an  apparatus  will  work  in  some  kinds’  of 
material,  1 very  much  doubrifcs  efficien- 
cy here,  for  the  reason  that  the  material 
is  too  plastic  and  gummy  to  be  readily 
discharged,  and,  though  this  could  bp 
done,  it  could  not  be  deposited  a suitable 
distance  from  the  channel  to  properly 
and  economically  execute  the  work. 
Much  of  the  55,000  yards  above  stated  as 
excavated  on  this  section  was  done  with 
teams  and  scrapers.  During  the  first 
half  of  this — one  of  the  best  months  of 
the  season — but  3,300  yards  were  exca- 
vated, and  it  is  my  deliberate  opinion 
that  as  to  both  present  method  and  man- 
ner there  is  no  probability  of  the  success- 
ful execution  of  the  contract  on  this  sec- 
tion. 

Section  6.— In  this  section  are  about 

1.100.000  cubic  yards,  about  one-half 
being  rock.  There  has  been  about  the 
same  amount  of  material  excavated 
as  in  the  preceeding  section,  and,  al- 
though different  methods  are  employed, 
the  spoil  is  similarly  deposited  and  the 
same  condition  of  inefficiency  prevails  in 
every  respect . 

Sections  7,  8 and  9 —These  sections  are 
all  inexcusably  behind  the  contract  re- 
quirements— the  first  and  last  named 
<7  and  9)  especially  so.  Delay  in  getting 
special  machinery  and  appliances  has 
been  set  forth  in  mitigation  of  this  de- 
linquency, whereas  no  extraordinary 
machinery  is  at  present  required.  The 
work  can  readily  be  opened  at  a number 
of  different  points  on  each  section  and 
the  first  cut  of  about  twelve  feet  off  the 
top  taken  out  with  cars,  inclines,  carts, 
etc.,  methods  that  are  readily  available 
and  economical,  and  in  successful  oper- 
ation upon  other  sections.  There  is  no 
reason  whatever  why  all  these  sections 


should  not  now  be  equipped  with  more 
of  the  available  ana  successful  appli- 
ances herein  suggested  and  the  work 
speedily  brought  up  to  the  progress  re- 
quirements of  the  contracts.  There  has 
been  recently  added  one  of  these  car 
system^  on  Section  7,  but  there  should 
be  one  or  two  more  of  them  in  order  to 
catch  up,  The  equipment  of  Sections  8 
and  9 shoiild  also  be  similarly  strength- 
ened. 

Sections  10,  11,  12  and  13.— These 
sections  are  all  well  equipped  and  rapidly 
nearing  their  full  quota  which  will 
doubtless  soon  be  exceeded.  The  upper 
cjuf/3  on  these  sections  have  all  been  re- 
moved by  the  methods  above  suggested 
, — viz:  cars,  inclines  and  carts.  These 
are  being  followed  in  the  lower  cuts  by 
Cantilever  derricks-  of  which  there  is 
now  one  in  operation,  three  in  course  of 
erection,  and  six  more  under  contract. 
These  are  all  solid  rock  sectiot.s  and  there 
is  every  indication  now  that  they  will  be 
completed  on  time  if  not  before. 

Section  14. — This  section  is  largely  in 
arrears  owing  to  complications  which  I 
am  now  assured  have  been  overcome, 
and  that  the  contracting  company  has 
now  been  placed  in  such  financial  condi- 
tion as  will  enable  them  to  properly 
equip  the  work  and  bring  same  up  to 
progress  requirements. 

Yours  very  truly, 

(Signed)  U.  W.  Weston, 

Supt.  of  Construction .” 

BIDS  FOR  SERVICE  BOAT. 

The  Clerk  presented  a report  from  the 
Chief  Engineer,  transmitting  two  bids 
for  service  boat,  secured  as  directed  in 
the  report  presented  to  the  Board  and 
concurred  in  at  the  meeting  held  J une 
28,  1893,  (page  1303  of  the  Proceedings): 
and  the  report  was  read. 

Mr.  Cooley,,  seconded  by  Mr.  Russell, 
moved  that  the  report  be  ordered  printed, 
and,  with  enclosures,  referred  to  the 
Committee  on  Health  and  Public  Order. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  as  a substitute  that  the  report  be 
ordered  printed,  and  with  enclosures, 
placed  on  file. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Eckhart,  Gilmore, 
Kelly,  Prendergast  and  Russell — six  (6). 
Nays — Messrs,  Cooley  and  Wenter — two 

(2). 

* Upon  which  result  the  President  de- 
clared the  substitute  carried,  and  the 
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report  ordered  printed,  and  with  enclos- 
ures, placed  on  file. 

The  following  is 

THE  REPORT: 

“Chicago,  July  20, 1893. 

Tq  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

GentlemeN— I submit  herewith  a let- 
ter from  Rice  & Whjtacre  Manufactur- 
ing Co.  proposing  to  furnish  a ‘'service 
boat”  for  the  sum  of  $4,985,  which  will 
conform  to  our  specifications  heretofore 
submitted  to  you;  also  proposals  from 
Chas.  P.  Willard  & Co.  for  the  same 
boat,  based  upon  the  same  specifications, 
for  the  sum  of  $4,985. 

The  Willard  bid  does  not  include  sta- 
tionary wash  bowl,  seats,  cushions,  etc. 
for  the  cabin,  and  they  make  an  addi- 
tional price  of  $250  to  cover  these  items, 
so  that  their  total  bid  would  be  $5,235. 
Neither  one  of  the  bidders  submit  draw- 
ings of  any  kind  for  the  boat,  which 
drawings  are  called  for  by  our  specifica- 
tions. 

The  Willard  Co.  will  deliver  the  boat 
(and  they'  guarantee  a speed  of  12  miles 
an  hour)  within  45  days  after  the  accept- 
ance of  their  proposition. 

Rice  & Whitacre  will  not  guarantee 
the  speed  and  cannot  deliver  the  boat 
under  90  days,  hence  the  Willard  propo- 
sition is  the  best  for  us  if  either  is  ac- 
cepted. 

Respectfully  submitted, 

(Signed)  Isham  Randolph, 

Chief  Engineer.” 

(Three  (3)  enclosures. ) 

PROJECT  FOR  ROAD  ALONG  THE  MAIN 
CHANNEL. 

The  Clerk  presented  a report  from  the 
Chief  Engineer,  submitting  a project  for 
a road  along  the  Main  Channel,  presented 
in  response  to  an  order  passed  at  the 
meeting  held  July  5,  1893,  (page  1318  of 
the  Proceedings);  and  the  report  was 
read. 

Mr.  Kelly,  seconded  by  Mr.  Eckhart, 
moved  that  the  report  be  ordered  printed, 
and  referred  to  the  Joint  Committee  on 
Engineering  and  Finance,  with  direc- 
tions to  report  back  at  the  next  meeting. 

The  motion  prevailed  unanimously, 
and  the  report  was  ordered  printed  and 
so  referred. 


The  following  is 

THE  REPORT*. 

“Chicago,  July  26, 1893. 

To  the  Honorable  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago: 

Gentlemen — Referring  to  your  order 
of  the  5th  inst.,  calling  for  a project  for 
a road  along  the  works  of  the  District  I 
have  to  advise  you,  as  the  result  of  in- 
vestigations which  I have  made,  that  the 
most  favorable  and  economical  road 
which  I can  recommend  is  along  the 
tow-path  of  the  Illinois  and  Michigan 
Canal.  My  .recommendation  is  that  the 
existing  roadway  be  repaired  and  wid- 
ened to  eighteen  (18)  feet.  The  expense 
involved  would  be,  in  my  judgment, 
about  $300  per  mile.  As  to  the  execution 
of  the  work  I recommend  that  so  much 
of  it  as  is  parallel  with  our  sections  now 
under  contract,  be  done  by  the  contract- 
ors in  lengths  corresponding  to  the 
lengths  of  their  respective  sections, 
under  the  provisions  of  their  contract 
governing  extra  work. 

Respectfully  submitted,  • 
(Signed)  Isham  Randolph, 

Chief  Engineer .” 

SURVEY  BETWEEN  LEAVITT  AND  ROBEY 
STREETS. 

The  Clerk  presented  a report  from  the 
Chief  Engineer,  making  requisition  for 
authority  to  employ  S.  S.  Greeley  for 
the  survey  of  fourteen  blocks  in  the  right 
of  way  between  Leavitt  and  Robey 
streets;  and  the  report  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Eckhart 
moved  that  the  report  be  ordered  printed 
and  placed  on  file,  the  requisition  made 
therein  allowed,  and  the'  Chief  Engi- 
neer authorized  to  employ  S.  S.  Greeley 
for  the  survey  proposed  in  the  report. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Cooley,  Eckhart,  Gil- 
more, Kelly,  Prendergast,  Russell  and 
Wenter — eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
ordered  printed  and  placed  orf  file,  the 
requisition  made  therein  allowed,  and 
t[ie  Chief  Engineer  authorized  to  employ 
S.  S.  Greeley  for  the  survey  proposed  in 
the  report. 

The  following  is 

THE  REPORT  : 

“ Chicago,  July  24,  1893. 

To  the  Honorable  the  Board  of  Trustees 
of  the  Sanita.ry  District  of  Chicago : 

Gentlemen — I hereby  make  requisition 
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for  authority  to  employ  S.  S.  Greeley  to 
make  survey  of  fourteen  blocks  in  the 
Canalport  Subdivision,  bounded  by 
Leavitt  and  Robey  streets  and  by  the 
north  and  south  ordinance  lines  of  our 
Sanitary  Channel.  The  original  notes 
in  this  subdivision  are  in  possession  of 
Greeley,  Carlson  & Co.  and  they  decline 
to  give  copies  of  them.  I will  make  the 
best  arrangement  with  them  for  the  sur- 
vey that  I can  as  to  terms. 

We  shall  need  this  survey  in  procuring 
right  of  way. 

Respectfully  submitted, 

Signed)  Isham  Randolph, 

Chief  Engineer .” 

APPOINTMENT  £)F  SPECIAL  ASSISTANT 
ENGINEER. 

The  Clerk  presented  a report  from-the 
Chief  Engineer  asking  authority  to  em- 
ploy Frank  Ewald  as  Special  Assistant 
Engineer  as  provided  in  the  report;  and 
the  report  was  read . 

Mr.  Cooley,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  ordered  printed 
and  placed  on  file,  and  the  Chief  Engi- 
neer authorized  to  employ  Frank  Ewald 
as  Special  Assistant  Engineer,  as  pro- 
vided in  the  report. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Cooley,  Eckhart,  Gil- 
more, Kelly,  Prendergast,  Russell  and 
Wenter — eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
ordered  printed  and  placed  bn  file,  and 
the  Chief  Engineer  authorized  to  em- 
ploy Frank  Ewald  as  Special  Assistant 
Engineer,  as  provided  in  the  report. 

The  following  is 

THE  REPORT: 

“Chicago,  July  26,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— I respectfully  ask  to  em- 
ploy Mr.  Frank  Ewald,  Civil  Engineer, 
as  special  assistant,  at  a salary  of  two  (2) 
hundred  dollars  per  month,  said  appoint- 
ment to  date  from  Juty  20th. 

Respectfully  submitted. 

(Signed)  Isham  Randolph, 

Chief  Engineer .” 

CONDITION  OF  RIVER  DIVERSION  AND 
PROTECTION  WORK. 

Mr.  Kelly,  Chairman,  presented  a re- 


port from  the  Committee  on  Judiciary, 
with  reference  to  and  accompanied  bv 
a report  from  the  Chief  Engineer,  con-< 
cerning  progress  on  the  River  Diversion 
and  protection  work,  presented  and  re- 
ferred to  that  Committee  at  the  meeting 
held  November  16,  1892  (page  880  of  the 
Proceedings);  and  the  report  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Cooley, 
moved  that  the  report  be  ordered 
printed,  and  with  enclosure,  placed  on 
file. 

The  motion  prevailed  unanimously  and 
it  was  so  ordered. 

The  following  is 

THE  REPORT: 

“ Chicago,  July  26,  1893. 

To  the  Honorable  the  Board  of  Irustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — Your  Committee  on  Ju- 
diciary, to  whom  was  referred,  in  con- 
junction with  the  Attorney -and  the  En- 
gineer, the  report  of  the  Chief  Engineer 
(with  enclosure)  on"  the  progress 
of  river  diversion  and  protection  work 
between  Willow  Springs  and  Lfockport, 
presented  at  the  meeting  held  November 
16,  1892  (page  880  of  the  Proceedings), 
respectfully  return  the  same  herewith 
with  the  recommendation  that  it  be 
placed  on  file. 

The  report  was  simply  one  of  informa- 
tion, and  needs  na  further  action  at  the 
hands  of  the  Board. 

Respectfully  submitted, 

(Signed)  Thomas  Kelly, 

Chairman . 
John  J.  Altpeter, 
Committee  on  Judiciary." 

(Enclosure) 

PLACE  OF  INTERMENT  FOR  UNCLAIMED 
DEAD. 

Mr.  Gilmore,  Chairman,  presented  a 
report  from  the  Committee  on  Health* 
and  Public  Order,  transmitting  reports 
of  the  Sanitary  Inspector  for  the  months 
of  February  and  June,  1893,  concerning 
the  securing  of  a plaoe  of  interment  for 
unclaimed  dead  and  sundry  other  mat- 
ters, presented  and  referred  to  that  Com- 
mittee at  the  meetings  held  March  8 and 
July  5,  1893  (pages  1090  and  1314  of  the 
Proceedings);  and  the  report  was  read. 

Mr.  Gilmore,  seconded  by  Mr.  Alt- 
peter, moved  that  the  report  be  adopted, 
ordered  printed,  and  with  enclosures, 
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placed  on  file,  and  the  recommendations 
made  therein  concurred  in. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Cooley,  Eckhart,  Gil- 
more, Kelly,  Prendergast,  Russell  and 
Wenter — eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed,  and  with  en- 
closures, placed  on  file,  and  the  recom- 
mendations made  therein  concurred  in.. 

The  following  is 

the  report: 

“Chicago,  July  26, 1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Vhicaqo: 

Gentlemen — Your  Committee  on 
Health  and  Public  order,  to  whom  were 
referred  the  reports  of  the  Sanitary  In- 
spector of  February  and  June,  1893,  pre- 
sented at  the  meetings  held  March  8 and 
July  5,  1893,  (pages  1090  and  1314  of  the 
Proceedings)  respectfully  return  the 
same,  after  due  consideration,  with  the 
recommendation  that  both  reports  be 
placed  on  file. 

With  reference  to  the  suggestion  of 
the  Sanitary  Inspector  in  the  report  for 
June,  1893,  concerning  the  securing  of  a 
burial  place  for  unknown  men  who  die  on 
the  works,  the  Committee  have  carefully 
considered,  the  same,  and  recommend 
that  the  Clerk  and  Sanitary  Inspector  be 
directed  to  communicate  with  the  author- 
ities at  Willow  Springs  f and  make  ar- 
rangements, subject  to  the  approval  of 
the  Board,  looking  toward  the  setting 
aside  of  a portion  of  the  local  cemetery 
for  such  unknown  persons  who  die  on 
the  work,  and  the  payment  by  the  Dis- 
trict of  a fixed  amount  for  cost  of  inter- 
ment therein,. 

The  recommendation  of  the  February 
report,  as  to  the  ventilation  of  sleeping 
apartments  and  the  regulations  of  the 
same  are  at  this  time  under  further  con- 
sideration by  the  Sanitary  Inspector. 
All  of  which  is 

Respectfully  submitted, 

(Signed)  A.  P.  Gilmore, 

Chairman. 

John  J.  Altpeter, 

Committee  on  Health  and  Public  Order  B 

ADJOURNMENT  TO  SPECIAL  TIME. 

Mr.  Kelly,  seconded  by  Mr.  Eckhart, 
moved  that  when  the  Board  adjourn,  it 


do  adjourn  to  meet  Monday,  July  31, 
1893,  at  10  o’clock  A.  M. 

The  motion  prevailed  unanimously, 
and  it  was  so  ordered. 

RECESS. 

The  Board  then  took  a recess,  during 
which  Messrs.  John  P.  Agnew  and  John 
McGillen,  representing  the  firm  of  Agnew 
<fc  Co.,  contractors  on  Sections  5 to  9 in- 
clusive, appeared  before  the  Board  with 
reference  to  progress  on  their  sections 
and  new  machinery  to  be  put  in  place 
thereon. 

REPORT  ON  CONDITION  OF  AGNEW  SEC- 
TIONS. 

On  re-assembling  at  the  close  of  the 
recess,  Mr.  Prendergast,  seconded  by 
Mr.  Gilmore,  moved  that  Agnew  & Co. 
be  requested  to  lay  before  the  Chief 
Engineer  for  his  consideration  the  draw- 
ings and  contracts  for  all  the  machinery 
to  be  placed  on  the  sections  contracted 
for  by  them,  and  that  the  Chief  Engi- 
neer report  on  same  to  the  Board  at  the 
next  meeting. 

The  motion  prevailed  unanimously, 
and  the  Chief  Engineer  was  so  instructed. 

BOND  FOR  COSTS  IN  “SANTA  FE”  CASE. 

Mr.  Kelly  presented  an  order,  author- 
izing and  directing  the  President  and 
Clerk  to  execute  a bond  in  the  Circuit 
Court  of  the  United  States  for  the  pay- 
ment of  all  costs  in  the  Santa  Fe  suit; 
and  the  same  was  read, 

Mr.  Kelly,  seconded  by  Mr.  Prender- 
gast, moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Cooley,  Eckhart,  Gil- 
more, Kelly,  Prendergast,  Russell  and 
Wenter — eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  President  and  Clerk 
authorized  and  directed  to  execute  a 
bond  in  the  Circuit  Court  of  the  United 
States  for  the  payment  of  all  costs  in  the 
“Santa  Fe”  suit,  as  provided  in  the  order. 

The  following  is 

THE  ORDER: 

“ Ordered , That  the  President  and 
Clerk  be  authorized  and  directed  in  the 
case  of  the  Sanitary  District  of  Chicago 
vs.  Farmers’  Loan  and  Trust  Company, 
et  al.,  commenced  in  the  Circuit  Court 
of  Cook  County,  Illinois,  transferred  on 
petition  of  one  of  the  defendants  to  the 
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Circuit  Court  of  the  United  States, 
Northern  District  of  Illinois,  and  also,  in 
the  case  of  the  Sanitary  District  of  Chi- 
cago vs.  Chicago,  Santa  Fe  and  California 
Railway  Company,  et  aJ.,  commenced 
in  the  Circuit  Court  of  Cook  County, 
Illinois,  and  transferred  on  petition  of 
one  of  the  defendants  to  the  Circuit 
Court  of  the  United  States,  Northern 
District  of  Illinois,  in  each  of  said  suits 
to  execute  a bond  of  this  District,  to  be 
filed  in  said  Circuit  Court  of  the  United 
States,  conditioned  for  the  payment  of 
all  costs  which  have  accrued  or  may 
hereafter  accrue  in  said  suits;  said  bond 
to  contain  all  other  conditions  as  required 
by  law,  and  that  the  matter  of  securing 
sureties  on  said  bond  be  referred  to  the 
Joint  Committee  on  Finance  and  Judi- 
ciary with  full  power  to  act  and  in  its 
discretion  to  secure  such  sureties,  either 
individuals  or  a surety  company.” 

ADJOURNMENT. 

On  motion  of  Mr.  Kelly,  seconded  by 
Mr.  Russell,  the  Board  then  adiourned  to 


[1893. 

meet  Monday,  July  31,  1893,  at  10  o’clock 
A.  M . , pursuant  to  motion. 

Thos.  F.  Judge, 
Clerk. 


ADJOURNED  MEETING. 

The  adjourned  session  of  the  one  hun- 
dred and  eightieth  regular  meeting 
of  the  Board  of  Trustees  of  the  Sanitary 
District  of  Chicago  was  held  in  their 
rooms,  Rialto  Building,  Monday,  July  31, 
1893,  at  10  o’clock  A.  M.,  pursuant  to 
motion. 

President  Wenter  called  the  Board  to 
order. 

On  roll-call  Messrs.  Prendergast  and 
Wenter— two  (2)  members  were  present. 

There  being  no  quorum  at  10:30  o’clock, 
the  meeting  stood  adjourned. 

Thos.  F.  Judge, 
Clerk. 
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PROCEEDINGS 

—OF  THE— 

Board  of  Trustees, 

—OF  THE— 

Sanitary  District  of  Chicago, 


AUGUST  2 AND-4,  1893. 


OFFICIAL  RECORD. 

Published  by  authority  of  the  Board  of  Trustees 
of,  the  Sanitary  District  of  Chicago .) 


printed,  on  motion  of  Mr.  Russell,  sec* 
ended  by  Mr.  Boldenweck. 

vouchers. 


REGULAR  MEETING, 

The  one  hundred  and  eighty-first 
.regular  meeting  of  the  Board  of  Trus- 
tees of  the  Sanitary  District  of  Chicago 
Was  held  in  their  rooms,  Rialto  Building, 
Wednesday,  August  2,  1893,  at  2 o’clock 
P.  M. 

President  Wenter  called  the  Board*  to 
order. 

On  roll-call  Messrs.  Altpeter,  Bolden- 
week,  Cooley,  Eckhart,  Kelly,  Prender- 
gast,  Russell  and  Wenter — eight  (8) 
members,  were  present. 

MINUTES. 

The  minutes  of  the  regular  meeting, 
held  July  26,  1893,  were  approved  as 


The  Clerk  presented  the  following^vouch- 
ers : 

PAY  ROLLS. 

Eng.  Dept.,  Chief  En- 
gineer’s roll,  July, 


1893 

$ 3,066  67 

Eng.  Dept.,  Diy.  No.  1, 
(half  month,  ending 
July  31,  1893) 

2,166  55 

Eng.  Dept.,  Div.  No.  2, 
(half  month,  ending 
July  31,  1893).., 

470  46 

Eng.  Dept.,  Div.  No.  3, 
(half  month,  ending 
July  31.  1893) 

809  43 

Eng.  Dept.,  Div.  No.  4, 
(half  month,  ending 
July  31,  1893):. 

107  60 

6,620  01 
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Clerical  Dept..  Clerk’s 

roll,  July,  1893 

Clerical  Dept.,  office 
roll, (half  month, end- 

• $ 566  67 

iug  July  31,  1893) 

87  50 

Treasury  Dept.,  Treas- 
urer’s roll,  July. 

$ 654  17 

1893 

166  66 

Law  Dept.,  Attorney's 

roll,  July,  1893 

$1,191  67 

Law  Dept.,  Joliet  roll, 

July,  1893. 

Law  Dept.,  office  roll, 
(half  month,  ending 

333  33 

July  31,  1893) 

Police  Dept.,  Marshal’s 

97  50 

1,622  50 

roll,  July,  1893 

General  Account, Sani- 
tary Inspector’s  roll, 

150  00 

July.  1893.^—. ;.. 

General  Account,  Trus- 

200  00 

tee’s  roll,  July,  1893.  . 

2 333  34 

2,533  34 

Total 

$11,747  28 

ENGINEERING  DEPARTMENT. 

Keuffel  & Esser  Co. 

(drafting  material).. 
A.  H.  Abbott  & Co., 

$14  50 

(drafting material). . 
Marshall  Field  & Co., 

13  00 

(curtains) 

F.  Mayer  & Co.  (blue 

15  50 

prints) 

Western  Stone  Co.,  (re- 
pairing boring  ma- 

23 08 

chine)  

Hibbard,  Spencer,  Bart- 

5  00 

lett#;  Co.  (hardware) 

4 60 

B.  Williams, ( map  rack } 
T.  E.  Copeiin,  (gauge 

15  00 

tin  tubes) 

Morrisson,  Plummer  <fc 
Co.  ( paint— Sag  build- 

3  60 

ing) 

Trevor  Spring  WaTer 

24  97 

Co.  (ice) 

D.  C.  Dunlap,  (horse 

12  00 

and  buggy) 

A.  M.  Munson,  (rent, 

45  00 

Mt.  Forest) 

Waukesha  Hygeia 
Mineral  Springs  Co, 

20  00 

(water) 

W.  T.  Keating,  (ex- 

21 25 

pense) 

J.  B.  Rohrer,  (travel- 

36 60 

ing) 

• 25  53 

$ 279  63 

CLERICAL  DEPARTMENT 

Trevor  Spring  Water 

Co.,  (ice). 

Warner’s  Towel  Sup- 

$3 00 

ply  (toweling) 

1 50 

$ 4 50 

LAW  DEPARTMENT. 


(iegal  services) $300  00 

R.  M.  Wing,  (legal  ser- 
vices).  350  00 


$ 850  00 

GENERAL  ACCOUNT. 


John  F.  Higgins, 

(printing  proceed- 
ings, July,  1893) 108  35 

Gpand  total $12,989  70 


Mr.  Boldenweck,  seconded  by  Mr.  Eck- 
hart, moved  that  the  voucliers,  as  read 
and  shown  above,  be  approved  and 
ordered  paid.  — ' 

On  roll  call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell  and 
Wen  ter— eight  (8).  Nays — None* 

Upon  which  result  the  President  de^ 
dared  the  motion  carried,  and  the  vouch- 
ers. as  read  and  shown  above,  approved 
and  ordered  paid. 

REQUISITIONS. 

The  .Clerk  presented  the  following 

requisitions: 

No  357,  Engineering  Department. 

(gauges  and  stakes) ■ $17  00 

No.  459,  Law  Department,  (sta 

tionery,  etc.) 33  00 

No.  1049,  Clerical-Department,  (sta- 
tionery, etc.) 27  50 

Total 877  50 


Mr.  Boldenweck,  seconded  by  Mr. 
Russell,  moved  that  Requisition  No.  357, 
for  the  Engineering  Department,  No. 
459,  for  the  Law  Department,  and  No. 
1049,  for  the  Clerical  Department,  as  read 
and  shown  above,  be  allowed. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter.  Boldenweck,  ( oolev, 
Eckhart,  Kelly.  Prendergast,  Russell  and 
Wenter — eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  Requisi- 
sition  No.  357,  for  the  Engineering  De- 
partment, No.  459,  for  the  Law  Depart- 
ment, and  No.  1049,  for  the  Clerical 
Department,  as  read  and  shown  above, 
allowed. 

WEEKLY  REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report,  in  ac- 
cordance with  the  rules,  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  July  29, 
1893. 


Adams  A.  Goodrich, 
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The  same  was  read,  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT: 

“Chicago.  August  2,  1893. 

To  the.  Honorable  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago: 

Gentlemen — I beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  July 
29,  1893,  as  the  same  have  been  reported 
to  me  : 


Engineering  Department 88 

Clerical  Department 3 

Treasury  Department 1 

Law  Department 7 

Total  employes 99 


Respectfully  submitted, 

(Signed)  Thos.  F Judge, 

Clerk," 

CONDITION  OF  WORK  ON  “m'ARTHUK 
SECTIONS/’ 

The  Clerk  presented  a report  from  the 
Chief  Engineer,  accompanied  by  a com- 
munication from  McArthur  Brothers, 
with  reference  to  the  condition  of  work 
on  Sections  2,  3 and  4 of  the  Main  Chan- 
nel: and  the  report  and  accompanying 
communication'  were  read. 

Mr.  Boldepweck,  seconded  bv  Mr  Rus- 
sell, moved  that  the  report  and  accotp- 
panying  communication  be,  ordered 
primed  and  placed  on  file. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs  Altpeter,  Bolden  week,  Cooley. 
Eckhart.  Kelly.  Prendergast,  Russell 
and  Wen  ter — eight  (8).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  re- 
port and  accompanying  communication 
ordered  printed  and  placed  on  hie. 

The  following  is 

THE  REPORT,  WITH  ENCLOSURE: 

“Chicago,  August  2.  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitaru  District  of  .Chicago : 

Gentlemen — l hereby  certify  that  1 am 
of  the  opinion  that  the  work  agreed  to  be 
performed  by  M c Art  bur  Brothers  under 
each  of  their  contracts  with  the  Sanitary 
District  of  Chicago  is  unnecessarily  and 
unreasonably  delayed,  and  that  thie  said 
contractors  are  willfully  and  persistently 
violating  the  conditions  and  covenants  of 
each  of  their  said  contracts  in  regard  to 


the  amount  of  work  to  be  done  by  them 
from  month  to  month  under  each  of  said 
contracts. 

This  certificate  is  made  under  and  in 
pursuance  of  a provision  therefor  con- 
tained in  each  of  said  contracts. 

Respectfully  submitted, 

(Signed)  Isham  Randolph, 

Chief  Engineer 


(Enclosure.) 

“Chicago,  July  28,  1893. 
Mr.  Isham  Randolph,  Chief  Engineer , 

* Sanitary  District  of  Chicago,  Rialto 

Building,  Chicago: 

Dear  Sir — Your  esteemed  favor  of 
July  26th  is  received.  We  regret  your 
impression  that  the  work  under  our  con- 
tracts has  been  ‘unnecessarily  and  un- 
reasonably delayed.  It  is  true  that 
tin- re  has  been  some  delay,  due  to  neglect 
on  the  part  of  the  District  to  pass  upon 
our  application  for  a just  and  proper 
classification  «»f  certain  ‘cemented  con- 
glomerate rock’  unexpectedly  met  with 
in  our  excavations;'  six  weeks  having 
elapsed  pending  a report  upon  that  ap- 
plication. Recently  we  have,  in  ac- 
cordance with  the  request  of  the  Board, 
resumed  operations  upon  each  of  our 
contracts.  You  can  be  assured  that  our 
sections  will  not  delay  thp  opening  of  the 
Channel,  if, we  receive  from  the  Board 
such  a classification  or  adjustment  of  the 
controversy  as  we  are  justly  entitledto, 
in  view  of  the  unexpected  material  en- 
countered. Had  the  proper  information 
been  given  to  us.  as  von  so  well  know 
should  have  been  given  by  the  Engineer 
and  the  District,  of  the  character  of  the 
material  to  be  met  within  excavarion,  at 
the  time  of  the  letting,  we  would  most 
certainly  have  had  our  section?  well  ad- 
vanced, so  as  to  insure  completion  at  the 
date  mentioned  in  our  contracts,  which 
which  may  iet  be  done  by  us  if  a proper 
and  just  classification  or  adjustment 
shall  he  made.  We  trust  that  you  will 
use  your  influence  with  the  Bpar.d  to  cor- 
rect the  errors  heretofore  made  in  classi- 
fication, and  to  obtain  for  us  just  com- 
pensation for  the  ‘ cemented  conglomer- 
ate rock’  already  excavated  by  us  at 
great  cost. 

You  will  kindly  notice  that  prior  to 
meeting  with  the  ‘ cemented  conglomer- 
ate’ we  were  in  preparatory  work  the 
most  advanced  contractors  on  the  line, 
for  which  preparatory  work  we  have  re- 
ceived no  pay  from  the  District,  and 
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which,  therefore,  does  not  appear  in  the 
District’s  records  of  work  performed. 

Yours  truly, 

(Signed)  McArthur  Bros.” 

CHANGE  IN  RIVER  DIVERSION. 

The  Clerk  presented  a report  from  the 
Chief  Engineer,  with  reference  to  a 
change  in  the  river  diversion  on  Sections 
E and  F,  which  matter  was  referred  back 
to  the  Chief  Engineer  at  the  meeting 
held  June  21,  1893  (page  1293  of  the  Pro- 
ceedings); and  the  report  was  read. 

Mr.  Boldenweck,  seconded  by  Mr.  Eck- 
hart,  moved  that  the  report  be  ordered 
printed  and  referred  to  the  Joint  Com- 
mittee on  Engineering  and  Finance. 

The  motion  prevailed  unanimously, 
and  the  report  was  ordered  printed  and 
so  referred. 

The  following  is 

THE  REPORT  : 

“Chicago,  August  2,  1893. 
To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — Referring  to  the  subject 
of  river  diversion  referred  back  to  this 
department  with  other  matters,  under 
your  order  of  June  21st  last,  1 desire  to 
make  a recommendation  covering  that 
portion  of  the  river  diversion  between 
the  Santa  Fe  bridge  and  the  Calumet 
Terminal  Railway,  which  is:  that  only  so 
much  of  the  proposed  river  diversion 
channel  be  excavated  as  is  necessary  for 
use  in  building  the  levee  which  has  been 
projected  along  the  northerly  limit  of  the 
right  of  way  of  the  District  provided  for 
in  the  contracts  with  land  owners,  and 
that  the  southerly  levee  be  made  with 
spoil  from  the  main  channel.  This  will 
result  in  a saving  of  about  forty-nine 
thousand  (§49,000)  dollars  to  the  District. 
I ask  that  this  be  ordered  in  advance  of 
any  comprehensive  report  upon  the 
whole  subject  of  river  diversion,  so  that 
the  work  may  be  confined  to  the  north 
levee. 

Respectfully  submitted, 

(Signed)  Isham  Randolph. 

Chief  Engineer .” 

report  on  condition  of  agnew  sec- 
tions. . 

The  Clerk  presented  a report  from  the 
Chief  Engineer  with  reference  to  the 
condition  of  work  and  the  proposed  ma- 
chinery to  be  used  by  Agnew  & Coue 
pany  on  Sections  5 to  9 of.  the  Main 


Channel,  said  report'  being  made  in  re- 
sponse to  an  order  passed  at  the  meeting 
held  July  26,  1893  (page  1354  of  the  Pro- 
ceedings); and  the  report  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  ordered  printed 
and  placed  on  file. 

The  motion  prevailed  unanimously  and 
it  was  so  ordered. 

The  following  is 

THE  REPORT: 

“Chicago,  August  2,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — In  the  matter  of  th6  work 
upon  the  Agnew  contracts,  I have  to  re- 
port that  there  now  seems  a reasonable 
ground  for  believing  that  good  progress 
will  be  made  upon  Sections  5 and  6 in  ex- 
cavating the  earth,  inasmuch  as  Messrs, 
Agnew  & Co.  have  arranged  to  put  in  a 
hydraulic  dredge  on  those  sections,  the 
capabilities  of  which  are  such  that  the 
rate  of  progress  which  we  require  can  be 
largely  exceeded.  I have  seen  Mr.  Bates, 
the  proprietor  of  this  dredge,  and  he  tells 
me  that  he  figures  that  it  will  take  him 
about  fifteen  days' to  get  his  dredge  down 
through  the  Illinois  and  Michigan  Canal 
and  cut  his  way  into  the  work  which  he 
has  undertaken  on  the  sections  named., 

As  to  the  xock  sections,  I am  assured 
by  Messrs.  Agnew  & Co.  that  beginning 
from  yesterday  they  would  increase  their 
forces  and  work  double  time,  and  that 
they  will  have  additional  machinery  in 
the  shape  of  liigli-power  derricks  in  plaee 
by  September  1st.  The  plans  of  these 
derricks  were  submitted  to  me  yesterday 
and  their  workings  explained.  There  are 
some  very  good  features  in  these  devices 
and  I am  of  the  opinion  that  they  will  do 
good  work,  in  fact  that  they  have  a ca-> 
pacity,  for  handling  material  faster  than 
it  ban  be  supplied  to  them  by  the  opera- 
tives in  the  pit.  The  contract  under 
which  these  machines  are  being  erected 
was  not  submitted  with  the  drawings,  so 
that  I am  not  in  position  to  state  the 
terms  or  guarantys  under  which  they  are 
being  furnished. 

To  remove  the  rock  remaining  upon 
Sections  7,  8 and  9 within  the  time  re- 
maining under  the  contracts,  about 
91JI00  cubic  yards  must  be  moved 
each  month,  or,  figuring  a month  as 
twenty-six  working  days,  about  3.500 
cubic  yards  per  day.  The  five  derricks 
ordered  for  the  work  would  tnerefore 
have  to  move  700  cubic  yards  per  day 
each.  They  are  rated  at  80  cubic  yards 
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er  hour.  It  would  seem  therefore  that 

v working  double  time  they  could  ac- 
complish what  we  require,  even  should 
they  prove  equal  to  only  half  the  work 
they  are  rated  at. 

Respectfully  submitted, 

(Signed)  ' Isham  Randolph. 

Chief  Engineer. 

TEST  PITS  ON  MAIN  CHANNEL. 

The  Cleric  presented  a report  from  the 
Chief  Engineer,  asking  authority  to  sink 
test  pits,  as  provided  in  the  report,  at  cer- 
tain points  on  the  line  of  the  Main  Chan- 
nel; and  the  report  was  read. 

Mr.  Boldenweck,  seconded  by  Mr. 
Eckhart.  moved  that  the  report  be  or- 
dered printed  and  referred  to  the  Joint 
Committee  on  Engineering  and  Finance. 

The  motion  prevailed  unanimously, 
and  the  report  was  ordered  printed  and 
so  referred. 

The  following  is 

THE  REPORT:  ' 

“Chicago,  August  1,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — As  it  is  important,  in 
vie’ty  of  the  conditions  which  now  pre- 
vail. that  fuller  knowledge  should  be  had 
of  the  character  of  material  overlying 
the  solid  rock  on  certain  portions  of  this 
work.  1 hereby  ask  for  authority  to  sink 
test  pits  sufficient  in  number  and  depth 
to  enable  reasonably  approximate  esti- 
mate to  be  made  as,  to  the  quantities  of 
the  different  kinds  of  material  to  be  en- 
countered in  prosecuting  the  work  of 
construction.  I propose  doing  this  work 
either  by  contract,  at  so  much  per  foot 
for  each  pit,  or  by  day's  labor,  whichever 
will  prove  best  for  the  District. 

Respectfully  submitted, 

(Signed)  Isham  Randolph, 

Chief  Engineer 

CHANGE  TN  GRADE  OF  MAIN  CHANNEL. 

The  Clerk  presented  a report,  accom- 
panied by  three  enclosures  and  drawing, 
from  the  Chief  Engineer,  with  reference 
to  the  change  in  grade  of  the  Main  Chan- 
nel, which  matter  was  referred  back  to 
the  Chief  Engineer  at  the  meeting  held 
June  21.  1893,  (page  1293  of  the  Proceed, 
ings);  and  the  report  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  printed,  and, 
with  enclosures  and  drawing,  be  referred 
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to  the  Joint  Committee  on  Engineering 
and  Finance. 

The  motion  prevailed  unanimously, 
and  the  report  was  ordered  printed  and 
with  enclosures  and  plat  so  referred. 

The  following  is 

The  report; 

“ Chicago,  August  2,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— As  the  time  is  fast  ap- 
proaching when  the  grade  of  the  chan- 
nel now  being  constructed  must  be  final- 
ly .determined,  it  seems  desirable  that 
you  should  consider  the  subject  in  its 
bearings  upon  capacity  and  cost.  • For 
my  own  enlightenment  upon  the  merits 
of  these  questions  I have  had  Mr.  John- 
ston make  the  calculations  necessary  for 
developing  the  comparative  merits  of 
the  'questions  involved,  and  I submit 
herewith  his  reports  to  me.  Guided  by 
this  information  I am  decidedly  opposed 
to.  a reduction  of  grade  to  .053,  as  rec- 
ommended by  my  predecessor,  without  a 
compensating  enlargement  of  channel, 
but  I recognize  the  advantage  of  raising 
the  grade  of  mean  low  water  at  Station 
1480,  as  urged  by  him.  This  result,  how- 
ever, can  be  accomplished,  as  shown  by 
Mr.  Johnston’s  report,  by  deepening  the 
channel  to  22  feet.  ' This  increased  depth 
between  Robey  street  and  Station  1480 
would  increase  the  cost  of  the  work 
about  §200,000,  or  less  than  1A  per  cent. 
This  excess  of' cost,  however,  will  be  di- 
minished by  an  amount  not  yet  ascer- 
tained in  the  cheapening  of  the  work  be- 
yond Station  1480,  by  reason  of  the  less- 
ened depth  of  cutting  required  in  mak- 
ing the  channel. 

Respectfully  submitted, 

(Signed)  Isham  Randolph, 

Chief  Enginee - ” 

.(Three  (3)  enclosures  and  drawing.) 
report  on  retaining  walls. 

The  Clerk  presented  a report  from  the 
Chief  Engineer,  with  reference  to 
changes  in  specifications  for  retaining 
walls  along  the  Main  Channel;  and  the 
report  was  read . 

Mr.  Kelly,  seconded  by  Mr.  J3olden- 
week.  moved  that  the  report  be  ordered 
printed  and  referred  to  the  Joint  Com- 
mittee on  Engineering  and  Finance. 

The  motion  prevailed  .Unanimously 
and  the  report  was  ordered  printed  and 
so  referred. 
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The  following  is 

the  report: 

“ Chicago,  July  31,  1893. 

To  the  Honorable  the  Board  of  Irustees 
of  the  Sanitaru  Distinct  of  Chicago: 

Gentlemen — The  progress  of  the  work 
on  the  rock  sections* has  brought  up  the 
question  of  retaining  walls,  and  we  find 
that  we  cannot  meet  the  provisions  of  the 
specifications  in  several  particulars.  The 
opening  up  of  the  rock  cuttings  shows  us 
that  we  cannot  rely  upon  an  adequate 
supply  of  suitable  stone  for  building  dry 
rubble  walls  in  courses  of  the  dimensions 
called  for.  The  requirement  which 
places  the  retaining  wall  flush  with  the 
channel  sides  at  base  and  batters  back  to 
a width  of  83  feet  at  top  is  not  proper  for- 
shallow  walls,  and  placing  such  walls 
flush  with  the  channel  sides  will  involve 
the  removal  of  a large  amount  of  shell 
rock  to  secure  foundations  which  will 
stand  exposure  to  frost  and  weather.  It 
seems  desirable ' that  these  conditions  be 
gone  into  pretty  carefully  and  conclu- 
sions reached  which  will  meet  them  be- 
fore any  building  is  done.  Bubble  walls 
laid  in  cement  will  have  to  be  resorted  to 
in  mapv  instances,  and  their  channel 
faces  should  be  carried  up  vertically  in 
the  same  plane  With  the  rock  as  cut  by 
channeling  machine. 

l am  of  the  opinion  that  very  low  walls 
may  be  dispensed  with  entirely  and 
levees  built  parallel  with  the  channel  at 
such  distance  from  its  sides  as  the  safety 
of  the  work  makes  advisable.  In  some 
cases  1 would  recommend  building  the 
retaining  walls  far  enough  back  from  the 
channel  to  be  beyond  the  line  of  probable 
slope  likely  to  be  assumed  by  the  upper 
layers  of  poor  rock  ur^der  the  process  of 
disintegration. 

Owing  to  the  varying  conditions  pre- 
vailing at  different  points  along  the  line 
there  should  be  more  latitude  allowed  in 
carrying  oa  the  work  than  the  specifica- 
tions admit  of. 

Respectfully  submitted, 
(Signed)  Isham  Randolph, 

Chief  Engineer .’ 

RE-LOCATIO^r  OF  MAIN  CHANNEL  ON 

SECTIONS  E AND  K. 

The  Clerk  presented  a report,  accom- 
panied by  plat  and  six  tracings,  from  the 
Chief  Engineer,  with  reference  to  the  re- 
location of  the  Main  Channel  on  Sections 
E and  E,  presented  in  response  to  an 
order  passed  at  the  meeting  held  May 


24,  1893,  (page  1246  of  the  Proceedings); 
and  the  report  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Eckbart, 
moved  that  the  report  be  ordered  printed 
and,  with  accompanying  plat  and  trac- 
ings, be  referred  to  the  Joint  Committee 
on  Engineering  and  Finance, 

The  motion  prevailed  undnimously,. 
and  the  report  was  ordered  printed  and, 
with  accompanying  plat  and  tracings, 
referred  to  the  Joint  Committee  oh  Engi- 
neering and  Finance. 

The  fbjlowing  is 

the  report': 

‘Chicago,  August  2,  1893. 

To  the  Honorable  the  Board  of  Trustees 
of  the  Sanitary:  District  of  Chicago: 
Gentlemen— I herewith  submit  a series 
of  plats  and  cross-sections  which  I have 
used  in  arriving  at  a conclusion  as  to  the 
proper,  location  of  the  main  channel  east 
of  Range  line  12  and  13,  east  of  Third 
Principal  Meridiah.  Three  of  these  plats-, 
illustrate  the  conditions  for  a channel 
with  20-foot  flow  and  three  for  a channel 
of  22-foot  flow.  I am  cf  the  Opinion  that 
the  proper  location  for  the  center  line  of 
the  main  channel  for  20-foot  flow,  width 
at  bottom  210  feet,  capacity  600,000  cubic 
feet  per  minute,  is  600  feet  from  the 
northerly  line  of  right  of  way  and  paral- 
lel therewith  (see  plan  No.  3,  case  No.  3), 
and  should  the  22-foot  channel,  width  at 
bottom  183  2-10  feet,  capacity  600,000  cu- 
bic leet  per  minute,  be  adopted  (see  plan 
No.  3,  case  No.  6)  the  proper  location 
would  still  be  600  feet  from  and  parallel 
with  the  northerly  line  of  right  of  way. 

I therefore  recommend,  and  urge,  that 
whatever  depth  of  channel  is  adopted  it 
be  so  located  that  its  center  line  for  600,- 
000  cubic  feet  per  minute  flow  be  located 
600  feet  from  and  parallel  with  the  north- 
erly limit  of  right  of  way. 

Inasmuch  as  wrork  is  now  under  way 
w;est  of  the  range  line  this  question  of 
location  should  be  speedily  determined 
and  the  line  on  Section  F adjusted  to  it. 

Respectfully  submitted , 
(Signed)  Isham  Randolph, 

Chief  Engineer  :: 

(Accompanied  by  six  (6)  tracings  and  one 

(1)  plat). 

SEMI-ANNUAL  PROPERTY  RETURN  FROM 
ENGINEERING  DEPARTMENT. 

The  Clerk  presented  a report  from  the 
Chief  Engineer,  transmitting  the  semi- 
annual property  return  frpm  the  Engi~ 
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neering  Department,  for  the  half  year 
ending  June  30,  1893;  and  the  report  was 
read. 

Mr.  Cooley,  seconded  by  Mr.  Bolden- 
weck,  moved  that  the  report  be  ordered 
printed  and,  with  accompanying  prop- 
erty return,  placed  on  file. 

The  motion  prevailed  unanimously, 
and  it  was  so  ordered.- 

The  following  is 

THE  REPORT: 

“Chicago,  July  27,  1893. 
To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — I herewith  transmit  the 
property  return  of  the  Engineering  De- 
partment for  the  half  year  ending  June 
30th,  1893. 

Youre  very  truly, 

(Signed)  Isham  Randolph, 

Chief  Engineer .” 
(Enclosing  semi-annual  return). 

MONTHLY  REPORT  FROM  SANITARY  IN- 
SPECTOR* 

The  Clerk  presented  a report  from  the 
Sanitary  Inspector  for  the  month  of  July, 
1893;  and  the  same  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Eckhart, 
moved  that  the  report  be  ordered  printed 
and  placed  on  file. 

The  motion  prevailed  unanimously  and 
it  was  so  ordered. 

The  following  is 

the  report; 

“Chicago,  August  2,  1893. 

To  the  Honorable  the  Board  of  Trustees  of 

the  Sanitary  District  of  Chicago : 

Gentlemen — The  usual  high  degree  of 
health  has  been  maintained  in  the  various 
camps  of  the  Sanitary  District  during 
the  month  of  July.  This  has  been  a very 
gratifying  fact,  as  the  temperature  has 
ranged  unusually  high,  and  was  well  cal- 
culated to  bring  out  any  sanitary  de- 
ficiencies did  any  exist.  My  attention 
having  been  called  to  complaints  made  to 
this  Board  in  regard  to  the  bad  quality  of 
food  served  to  the  men  on  Section  7,  I 
have  made  a special  investigation  of  this 
matter,  but  failed  to  find  any  good 
ground  for  the  charge.  The  material 
provided  was  of  good  quality,  meat  fresh 
and  untainted,  vegetables  sound  andldiey 
seem  to  be  well  cooked.  I have  been  in 
all  of  the  camps  at  various  times  when 


meals  were  being  served,  and  I don’t 
think  that  the  charge  of  inferior  poorly 
cooked  food  will  apply  to  any  of  them. 
What  is  served  to  the  men  will  compare 
favorably  in  every  respect  with  what 
they  receive  in  the* boarding  houses  that 
they  patronize  in  the  cities,  where  prices 
for  board  and  lodging  are  on  a similar 
scale.  The  contractors  are  men  of  suf- 
ficient, intelligence  to  know  that  a laborer 
cannot  do  his  best  on  poor  food,  and  self 
interest,  if  no  other  consideration,  will 
prompt  them  to  provide  good  material 
and  see  that  it  is  well  prepared. 

Most  respectfully  submitted, 
(Signed)  Wm.  Martin,  M.  D. 

Sanitary  Inspector 

MONTHLY  report  from  treasury  de- 
partment. 

The  Clerk  presented  a report  from  the 
Treasury  Department  for  the  month  of 
July,  1893;  and  the  same  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
weck.  moved  that  the  report  be  ordered 
orinted  and  placed  on  file. 

The  motion  prevailed  unanimously, 
and  it  was  so  ordered. 


The  following  is 

THE  REPORT  I 


“Bala nee  on  hand  at  date 
ot  last  report 

$3, 597, 928.82 

Received  trom  County 
Treasurer,  Tax  Ac- 
count  

§100,000  00 

Received  from  Countv 
Treasurer,  Tax  Ac- 
count  

25,000  00 

Received  from  Law  De- 
partment, Land  Ac- 
count. (buildings  and 
machinery  on  right  of 
way) 

600  00 

Received,  from  Engi- 
neering Department, 
(for  lost  freight) 

9 39 

Received  from  County 
Treasurer,  Tax  Ac- 
count  

25,000  00 

Received  from  Metro- 
politan National  Bank, 
interestfor  July 

1,037  19' 

Received  from  National 
Bank  of  Illinois,  inter- 
est for  July 

1,055  48 

Received  from  Ft.  Dear- 
born National  Bank, 
interest  for  July 

1,031  45 

Received  from  Chicago 
National  Bank,  inter- 
est for  July 

1,057  79 

Received  -from  Ameri- 
can Trust  and  Savings 
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Bunk,  interest 
July..... 


- 5 155,981  37 


Total  cash  received  for 
month 

Total  cash  disbursed 
during  month  as  per 
annexed  schedules. 
Viz : 

Clerical  Department  — 

Treasury  Department. 

Engineering  Departm’t. 

Engineering  — C'onstruc- 
tion-J-Department  — 

Law  Department 

Law  Department— Land 
Account 

General  Account  : 


$ 831  88 

166  67 
11,300  50 

142,379  60 
3.824  85 

117,139  65 
5,151  62 

— §280,694  72 


Balance  this  date,  in 
banks  as  per  schedule 

endorsed  hereon  $2,473,215  47 

(Signed)  MELVILLE  E.  STONE, 

Treasurer. 

Chicago,  August  2,  1893.” 

SCHEDULE : 

Fort  Dearborn  National  Bank $ 476.122  08 

Chicago  National  Bank. 475,638  08 

Metropolitan  National  Bank 478,859  95 

National  Bank  of  Illinois 476,962  61 

American  Trust  aud  Savings  Bank.  565,632  75 


Total. $2,473,215  j47 


SETTLEMENT  OF  REPAUNO  CHEMICAL 
COMPANY  CLAIM  AND  APPROVAL 
OF  M’CORMICK  COMPANY 
VOUCHER. 

Mr.  Kelly,  Chairman,  presented  a re- 
poit  from  the  Committee  on  Judiciary, 
with  reference  to  and  accompanied  by 
the  communication  and  statement  from 
the  Repauno  Chemical  Company  con- 
cerning money  claimed  to  be  due  them 
from  the  McCormick  Construction  Com- 
pany, and  transmitting  the  voucher  for 
the  McCormick  Construction  Company 
for  $2,927.75  for  work  done  on  Section  14 
of  the  Main  Channel,  with  the  recom- 
mendation that  the  same  be  approved 
and  ordered  paid,  said  cohimunicaticn 
and  voucher  having  been  referred  to  that 
Committee  at  the  meeting  held  July  19, 
1893  (pages  1343  and  1344  of  the  Proceed- 
ings); and  the  report  was  read. 

In  connection  with  the  report,  the 
Clerk  presented  a communication  from 
Messrs.  Thornton  & Chancellor,  attorn- 
eys for  the  Repauno  Chemical  Company, 
stating  that  the  claim  of  that  company 
against  the  McCormick  Construction 
Company  had  been  paid  in  full;  and  the 
communication  was  read. 
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Mr.  Kelly,  seconded  by  Mr.  Bolden- 
week,  moved  that  the  report  be  adopted, 
ordered  printed,  and,  with  accompany- 
ing communication  from  the  Repauno 
Chemical  Company,  placed  on  file,  the 
recommendations  , made  therein  con- 
curred in,  the  voucher  for  the  McCorm- 
ick Construction  Company,  for  $2,927.75, 
for  work  done  on  Section  14,  approved 
and  ordered  paid,  and  the  communica- 
tion from  Messrs.  Thornton  & Chancellor 
ordered  printed  and  placed  on  file. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter.  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell  and 
Wenter— eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed,  and,  with  ac- 
companying communication  from  the 
Repauno  Chemical  Company,  placed  on 
file,  the  recommendations  made  therein 
concurred  in,  the  voucher  for  the  Mc- 
Cormick Construction  .Company  for 
$2,927.75,  tor  work  done  on  Section  14, 
approved  and  ordered  paid,  and  the  com- 
munication from  Messrs.  Thornton  & 
Chancellor  ordered  printed  'and  placed 
on  Mle. 

The  following  is 

. THE  REPORT: 

‘Chicago,  August  2,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — Your  Committee  on  Ju- 
diciary, to  whom  was  referred  the  com- 
munication from  the  Repauno  Chemical 
Company,  by  Charles  L.  Patterson , dated 
July  19,  1893,  making  claim  against  the 
McCormitk  Construction  Company,  and 
also  the  estimate  of  the  McCormick  Con- 
struction Company,  'for  work  done  on 
Section  14,  return  the  same  herewith  and 
report  back  as  follows: 

The  claim  of  the  Repauno  Chehiical 
Company  has  been  paid  in  full,  as  shown 
by  the  communication  tins  day  presented 
to  the  Board. 

Your  Committee  is  advised  that  all 
claims  against  said  construction  compa- 
ny have  been  satisfactorily  adjusted,  and 
therefore  recommend  that  said  estimate 
be  approved  and  ordered  paid. 

Respectfully  submitted , 

(Signed)  Thomas  Kelly, 

Chairman. 
Wm.  Boldenweck, 
John  J.  Altpeter, 
Committee  on  Judiciary." 
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(Enclosing  communication  and  estimate 
voucher.) 

The  following  is 
L the  communication: 

“Chicago,  July  31,  1893. 

To  the  Honorable  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago: 

Gentlemen — The  claim  of  the  Repauno 
Chemical  Company  against  the  McCor- 
mick Construction  Company  has  been 
j»aid  in  full,  and  we  are  authorized  by 
the  former  company  to  withdraw  its  pe- 
tition lately  presented  to  you  for  the  pay- 
ment of  its  claim  out  of  the  proceeds  in 
your  hands  to  the  credit  of  the  Construc- 
tion Company. 

Very  respectfully  yours, 

(Signed)  Thornton  & Chancellor. 

Per  S.  S.” 

PURCHASE  OF  “O’CONNELL  LAND.” 

Mr.  Eckhart,  Chairman,  presented  a 
report  from,  the  Joint  Committee  on 
Finance  and  Engineering,  with  reference 
to  the  purchase  from  Thomas  O’Connell 
of  certain  right  of  way  lands  in  Cook 
County,  and  authorizing  and  directing 
the  Clerk  to  pay  for  said  right  of  way 
lands,  on  the  voucher  of  the  Attorney,  as 
provided  in  the  report;  and  the  report 
was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly,* 
moved  that  the  report  be  adopted, 
ordered  printed  and  placed  on  file,  the 
recommendations  made  therein  con- 
curred in,  and  the  Clerk  authorized  and 
directed  to  pay  said  Thomas  O'Connell, 
on  the  voucher  of  the  Attorney,  for  said 
right  of  way  lands,  as  provided  in  the 
report. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart.  Kelly,  Prendergast.  Russell  and 
Wenter— weight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  and  the  recommendations  made 
therein  concurred  in,  and  the  Clerk  au- 
thorized and  directed  to  pay  said  Thomas 
O’Connell,  on  the  voucher  of  the  Attor- 
ney, for  said  right  of  way  lands,  as  pro- 
vided in  the  report. 

The  following  is 

the  report: 

“Chicago,  August  2,1893. 

To  the  Honorable  the  Board  of  Trustees  of 
the  Sanitary  District  of  Ckicaqo: 
Gentlemen— -The  Joint  Committee  on 
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Finance  and  Engineering  has  reached  an 
agreement  with  Thomas  O’Connell  for  the 
purchase  .from  him  for  the  corporate  pur- 
poses of  this  District  of  the  land  herein- 
after described  for  the  sum  of  twenty- 
nine  hundred  (§2,900)  dollars. 

Your  Committee  recommend  that  the 
Clerk  of  the  District  be  directed  to  pay,  on 
the  voucher  of  the  Attorney,  to  the  said 
Thomas  O’Connell  the  sum  of  twenty- 
nine  hundred  (§2,900)  dollars  in  full  pay- 
ment for  the  following  described  lands, 
to- wit: 

That  part  of  Lot  five  (5)  of  a Subdivis- 
ion of  the  southeast  fractional  quarter 
(i)  of  Section  eleven  (11),  Township  thir- 
tj7 -eight  (38)  JSforth,  Range  twelve  (12) 
East  of  the  Third  Principal  Meridian,  as 
per  plat  recorded  in  the  Recorder’s  office 
of  Cook  County,  Illinois,  in  Book  173  of 
Maps,  page  27,  bounded  and  described 
as  follows.: 

Beginning  at  the  intersection  of  a line 
drawn  from  the  northeast  corner  of  said 
southeast  fractional  quarter  (P)  to  a point 
in  the  south  line  of  said  southeast  frac- 
tional quarter  (i),  900  feet  east  of  the 
southwest  corner  of  said  southeast  frac- 
tional quarter  (£)  with  the  north  line  of 
said  pot  five  (5),  and  running  thence 
east  On  said  north  line  to  the  westerly 
margin  of  the  Desplaines  River,  thence 
easterly  at  right  angles  with  the  general 
course  of  said  river  there  to  the  center 
thread  of  the  current  of  said  river, 
thence  southerly  down  said  center  thread 
to  its  intersection  with  a line  drawn  east- 
erly from  the  point  of  contact  of  the 
south  line  of  said  Lot  five  (5)  with  the 
westerly  margin  of  said  river  and  at 
right  angles  with  the  general  course  pf 
said  river  there,  thence  westerly  along 
said  line  to  said  westerly  margin,  thence 
west  on  said  south  line  to  its  intersection 
with  said  first  line  herein  described,-, 
thence  northeasterly  on  said  last  men- 
tioned line  to  the  point  of  beginning. 

Said  premises  lying  and  being  situate 
in  the  County  of  Cook,  in  the  State  of 
Illinois. 

(Signed)  B.  A.  Eckhart, 

Chairman. 

L.  E.  Cooley. 

Thomas  Kelly, 

W.  PI . Russell, 

John.  J..  Altpeter, 
Wm.  Boldenweck. 

Joint  Committee  on  Finance  and  Engi- 
neering.'' 
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PROJECT  FOR  DRAINING  GOOSE  LAKE. 

Mr.  Cooley,  Chairman,  presented  a re- 
port (accompanied  by  two  communica- 
tions from  the  Chief  Engineer)  from  the 
Joint  Committee  on  Engineering  and 
Finance,  with  reference  to  the  report  of 
the  Chief  Engineer  concerning  the  pro- 
ject for  draining  Goose  Lake,  presented 
and  referred  to  that  Committee  at  the 
meeting  held  Julv  19,  1893,  (page  1339  of 
Proceedings);  and  the  report  and  accom- 
panying communications  from  the  Chief 
Engineer  were  read. 

Mr.  Cooley,  seconded  by  Mr.  BoLden- 
weck,  moved  that  the  report  be  adopted, 
and  with  enclosures,  ordered  printed  and* 
placed  on  file,  and  the  recommendations 
made  therein  concurred  in. 

On  roll-call  the  vote  stood:  Yeas—  -j 
Messrs.,  Altpeter,  Bolden  week.  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell  and, 
Wenter— eight  (8).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  and  with  enclosures,  ordered 
printed  and  placed  on  tile,  and  the 
recommendations  made  therein  con- 
curred in. 

The  following  is 

THE  REPORT,  WITH  ENCLOSURES: 

“Chicago,  August  2,  1893. 

To  the  Honorable  the  Board  of-  Trustees 

of  the  Sanitary  District  (if  Chicago: 

Gentlemen— In  regard  to  the  project 
for  draining  (loose  Lake  and  improving 
the  Desplaines  River  along  the  east 
branch  at  Romeo  Island,  submitted  by 
the  Chief  Engineer  on  July  19, 1893,  your 
Committee  reports  as  follows: 

We  have  considered  the  subject  mat- 
ter, and  the  Chief  Engineer  has  submit- 
ted additiorial  estimates,  which  are 
submitted  herewith  for  a channel 
which  is  deemed, sufficient  to  drain  Goose 
Lake  during  the  season  of  low  water  and  - 
draw  down  the  level  thereof  so  as  to 
facilitate  the  completion  of  the  liver 
diversion  above,  and  the  construction  of 
the  embankment  opposite.. 

This  work,  to  the  extent  recorrimended 
in  the  accompanying  communication,  is 
deemed  of  immediate . importance,  and 
should  be  constructed  as  soon  as  practic- 
able in  order  to  facilitate  other  work 
which  must  be  completed  this  season. 

The  Committee  therefore  recommends 
that. the  Chief  Engineer  be  authorized 
and  directed  to  have  the  work  done  as 
soon  as  practicable,  under  the  provisions 


of  the  contract  governing  the  extra  work, 
and  that  he  carry  out  the  same  substan- 
tially as  recommended  in  his  communi- 
cation herewith,  subject  to  such  modifi- 
cations as  in  his  judgment  may  be 
required  during  the  progress  of  the  work. 

Respectfully  submitted, 

Signed)  E.  Cooley, 

Chairman. 
Thomas  Kelly, 

B.  A.  Eckhart, 

Wm.  Boldenweck, 
John  J.  Altpeter, 

Joint  Committee  cm  Engineering  o/nd 
Finance 


(Enclosures.) 

“Chicago,  August  1,  1893. 

To  the  Committee  on  Engineering  : 

Gentlemen— I submit  for  your  con- 
sideration a report  on  a revised  project 
for  draining  off  Goose  Lake  by -a  narrow 
channel.  This  work  amounts  to  but  a 
little  more  than  scalping  off  the  rock 
ledges  Which  now  obstruct  the  flow  of. 
water  at  low  stages.  Besides  the  favor- 
able results  to  be  attained  in  the  line  of 
sanitation,  the  execution  of  this  project 
would  accomplish  an  immediate  .good  in 
drawing  down  the  waters  which  are  now 
interfering  with  the  completion  of  .the 
river  diversion  as  far  back  as  Section 
No.  9.  This  back  water  was  pointed  out 
to  several,  of  the.  Trustees  when  they 
visited  this  portion  of  the  work  on  Tues- 
day last. 

Respectfully  submitted, 

(Signed)  Isham  Randolph, 

Chief  Engineer  ” 


“Chicago,  July  31,  1898. 

To  the  Committee  on  Engineering : 
Gentlemen— I submit  herewith  an 
approximate  estimate  of  the  amount  of 
material  which  must  be  removed  be- 
tween Stations  1318  and,  1390  to  give  a 
channel  twenty-five  feet  wide  for  the 
purpose  of  draining  Goose  Lake  at  stages 
of  low  water.  The  elevation  of  Station 
1318  to  be  +1.4;  rate  of  grade  0 12  per 
one  thousand  feet.  Elevation  of  Station 
1390,  +0.54. 

Rock  excavation 4600  cubic  yards. 

Earth  excavation 936  cubic  yards. 


Total 


5536  cubic  yards. 
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At  the  contract  prices  on  the  sections 
opposite,  this  improvement  would  cost 
$3,926.30. 

Respectfully  submitted, 

(Signed  > Isham  Randolph, 

Chief  Engineer.” 

VISITING  ENGINEERS  INSPECTION  OF 
THE  MAIN  CHANNEL. 

The  Clerk  presented  a communication, 
directed  to  President  Wenter,  from  O. 
Chanute,  Chairman  of  the  General  Com- 
mittee of  Engineering  Societies,  World’s 
Columbian  Exposition,  suggesting  an 
inspection  of  the  Mam  Channel  by  the 
visiiing  engineers  attending  the  Engi- 
neering Congress;  and  the  communica- 
tion was  read. 

Mr.  Kelly,  seconded  by  Mr.  Eckhart, 
moved  that  the  communication  be  ordered 
printed  and  referred  to  the  Joint  Com- 
mittee on  Finance  and  Engineering,  with 
power  to  act. 

On  roll- call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Eckhart, 
Kelly,  Prendergast,  Russell  and  Wenter 
— seven  (7).  Nays— Mr.  Cooley— one  (1). 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  com- 
munication ordered  printed  and  so  re- 
ferred. 

The  following  is 

THE  COMMUNICATION: 

“Chicago,, August  2, 1893. 
Hon.  Frank  Wenter , President , Board  of 

Sanitary  Trustees , Rialto  Building , 

Room  526,  Chicago , Illinois  : 

Dear  Sir— The  General  Committee  of 
Associated  Engineering  Societies  under- 
stands that  a number  of  the  foreign  en- 
gineers now  in  attendance  upon  the 
Engineering  Congress  have  expressed 
the  desire  to  make  an  inspection  of  the 
great  work  now  being  carried  on  by  your 
Board'between  here  and  Joliet.  It  has 
also  been  told  that  your  Board  would  be 
disposed  to  further  such  an  excursion. 

It  also  understands  that  the . Atchison, 
Topeka  & Santa  Fe  Railway  would  prob- 
ably be  willing  to  furnish  a special 
train  for  that  excursion,  if  advised  in 
time,  and  make  a very  small,  or  no, 
charge  therefor. 

Will  you  kindly  advise  me  whether 
such  an  excursion  can  be  arranged? 

I beg  to  suggest  that  it  would  be  pre- 
ferable that  such  an  excursion  should 
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take  place  next  Monday,  after  the  ad- 
journment of  the  Congress,  and  that  it 
plight  be  arranged  to  leave  at  10  o'clock 
in  the  morning,  returning  at  such  time 
as  would  enable  the  foreign  engineers  to 
see  your  works. 

The  details  as  to  time,  program,  etc., 
should  be  arranged  very  soon,  in  order 
that  notice  may  be  given  during  the 
Congress  to  all  engineers  who  desire  to  go, 
to  file  their  names  with  the  Secretary  of 
the  Associated  Engineering  Societies. 
Mr.  Max  E.  Schmidt,  10  Van  Buren 
street. 

Yours  respectfully, 

(Signed)  O.  Chanute, 

Chairman.” 

MC’ ARTHUR  BROTHERS  TO  DISCONTINUE 
WORK  ON  SECTIONS  2,  3 AND  4, 

Mr.  Kelly  presented  an  order  directing 
the  Clerk  to  notify  McArthur  Brothers 
to  discontinue  all  work  on  sections  2,  3 
and  4 of  the  Main  Channel,  under  their 
contracts  with  the*  District,  and  that  the 
District  will  proceed  to  haye  said  work 
completed,  as  provided  in  the  order;  and 
the  order  was  read . 

Mr.  Kelly,  seconded  by  Mr.  Eckhart,. 
moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Eckhart, 
Kelly,  Prendergast,  Russell-  and  Wenter 
— seven  (7).  Excused  and  not  voting — 
Mr.  Cooley — one  (1).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Clerk  directed  to  notify 
McArthur  Brothers  in  accordance  with 
the  same. 

The  following  is 

the  order: 

“The  Chief  Engineer  of  the  Sanitary 
District  of  Chicago  having  certified  to 
this  Board  that  the  work  called  for  by 
each  of  the  contracts  between  Mc- 
Arthur Brothers  and  the  Sanitary  Dis- 
trict of  Chicago  is  unnecessarily  and  un- 
reasonably delayed,  and  that  said  con- 
tractors are  willfully  and?  persistently 
violating  the  conditions  and  covenants  of 
each  of  their  said  contracts  in  regard  to 
the  quantity  of  work  done  thereunder 
from  month  to  month;  it  is,  therefore,. 

Ordered , That  the  Clerk  of  the  Sanitary 
District  of  Chicago  notify  the  said 
McArthur  Brothers  to  discontinue  all 
work  under  each  and  every  of  their  con- 
tracts with  the  Sanitary  District  of  Chica. 
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go,  and  that  the  District  will  proceed  to 
have  said  work  completed,  as  provided  in 
each  and  every  of  said  contracts,  and 
charge  the  cost  thereof  to  said  McArthur 
Brothers  in  accordance  with  the  provis- 
ions of  each  and  every  of  their  said  con- 
tracts; and* 

Ordered  f urther , . That  the  said  Clerk 
also  deliver  to  said  McArthur  Brothers  a 
certified  copy  of  this  order  and  a copy  of 
the  certificate  filed  with  this  Board  by 
the  Chief  Engineer  of  the  District  in  re- 
lation to  the  work  being  done  oy  said 
McArthur  Brothers  under  each  and  every 
of  their  Said  contracts.” 

ADJOURNMENT  TO  SPECIAL  TIME. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  wheh  the  Board  adjourn,  it 
do  adjourn  to  meet  Friday,  August  4, 
1893,  at  9:30  o’clock  A.  M. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldehweck,  Cooley, 
Eckhart,  Kelly,  Prendergast  and  Wenter 
— seven  (fy.  Excused  and  not  votibg — 
Mr.  Russell— one  (1).  Nays— None. 

.Upon  which  result  the  President  de- 
clared the  motion  carried,  and  that  when 
the  Board  adjourn,  it  do  adjourn  to  meet 
Friday,  August  4,  1893,  at  9:30  o’clock 
A.  M. 

adjournment. 

On  motion  of  Mr.  Eckhart,  seconded  by 
Mr.  Kelly,  the  Board  then  adjourned  to 
meet  Friday,  August  4,  1893,  at,  9:30 
o’clock  A.  M . . pursuant  to  motion. 

Thos.  F.  Judge, 
Clerk. 


" ADJOURNED  MEETING. 

The  adjourned  session  of  the  one  hun- 
dred and  eighty-first  regular  meeting 
of  the  Board  of  Trustees  of  the  Sanitary 
District  of  Chicago  Vvas  held  in  their 
rooms,  Rialto  Building,  Friday,  August 
4,  .1883.  at  9;30  o’clock  A.  M.,  pursuant  to 
motion 

President  Wenter  called  the  Board  to 

order. 

On  roll  call  Messrs.  Altpeter,  Bolden- 
weck,  Eckhart,  Kelly,  Prendergast,  Bus- 
sell and  Wenter— seven  (7)  members  were 
present. 

advertisement,  specifications,  bond 

AND  PROPOSALS  FOR  RE-LETTING 
OF  SECTIONS  2,  3 AND  4. 

Mr.  Kelly,  for  the  Joint  Committee  on 
Engineering  and  Judiciary,  presented  a 


report  transmitting  a form  of  advertise- 
ment, specifications,  bond  and  form  of 
proposals  for  the  re-letting  of  Sections 
2,  3 and  4 of  the  Main  Channel,  prepared 
in  pursuance  of  an ' order  passed  by  the 
Board  at  the  meeting  held  August  2, 
1893, (page  1366  of  the  Proceedings), direct- 
ing Mc  Arthur  Brothers,  present  contrac- 
tors for  said  Sections,  to  discontinue  all 
work  under  their  contracts,  and  deter- 
mining upon  the  completion  of  the  same 
by  the  District,  as  provided  in  the  order 
and  the  report  was  read. 

Mr.  Kelly,,  seconded  by  Mr.  Boplen- 
weck,  moved  that  the  report . be  adopted 
and,  with  enclosures,  ordered  printed  and 
placed,  on  file,  and  the  recommendations 
made  therein  concurred  in. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Eckhart, 
Kelly,  Prendergast,  Russell  and  Wenter 
—seven  (7).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  and  with  enclosures,  ordered 
printed  placed  on  file,  and  the  recom- 
mendations made  therein  concurred  in. 

The  following  is 

THE  REPORT,  WITH  ACCOMPANYING  SPECI- 
FICATIONS, ETC.: 

"‘Chicago,  August  4,  1898. 

To  the  Honorable  the  Hoard  of  Trustees  of 

the  Sanitary  District  of  Chicago  : 

Gentlemen — The  Joint  Committee  on 
Engineering  and  Judiciary  have  had 
under  advisement  the  form  of  advertise- 
ment for  bids,  proposals  and  specifica- 
tions for  re-letting  Sections  two,  three  and 
four,  known  as  the  McArthur  Brothers’ 
sections.  In  view  of  the  fact  that  the 
Board  at  its  last  meeting  ordered  said 
McArthur  Brothers  to  discontinue  all 
work  on  said  sections  and  instructed  the 
Clerk  to  notify  said  McArthur  Brothers 
of  said  order  and  said  Clerk  having  duly 
notified  the  said  McArthur  Brothers, 
in  accordance  with  the  said  instructions, 
your  Committee  recommend'  that  .con- 
tract Sections  two,  three  and  four  be  im- 
mediately advertised  for  re-letting  in 
accordance  with  the  terms  of  said  order 
passed  at  the  last  meeting  of  the  Board, 
and  further  recommend  that  the  inclosed 
form  of  advertisement,  form  of  proposal, 
contract  and  specifications  and  bond  for 
the  re-letting  of  said  Sections  two.  three 
and  four  be  adopted  by  the  Board. 

It  is  also  recommended  that  the  Clerk 
be  instructed  to  advertise  at  once  for 
proposals,  as  follows: 

One  insertion  daily  in  a paper  of  gen- 
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eral  circulation  from  August  5th,  1893, 
to  October  4th,  1893,  inclusive;  one  single 
insertion  in  each  of  the  twelve  Chicago 
daily  papers;  one  insertion,  weekly,  in 
each  of  the  four  technical  papers  for  the 
seven  weeks  prior  to  Oct  ober  4th,  1893. 

The  form  of  advertisement,  the  form 
of  proposal  for  bids  and  the  contracts 
and  specifications  herewith  submitted 
are  the  same  as  those  under  which  said 
contract  Sections  two,  three  and  four 
were  let  to  McArthur  Brothers.  The 
only  changes  are  those  rendered  neces- 
sary by  the  change  of  time. 

Respectfully  submitted, 

(Signed)  Thomas  Kelly, 

Wm.  Boldenweck, 
John  J.  Altpeter, 

W.  H.  Russell, 

Joint  Committee  on  Engineerinq  and 
Judiciary” 

The  following  is 

THE  ADVERTISEMENT: 

THE  SANITARY  DISTRICT  OF  CHICAGO. 

To  Contractors: 

Sealed  proposals  addressed  to  the  Board 
of  Trustees  of  the  Sanitary  District  of  Chi- 
cago, and  indorsed- 

“Proposal  for  excavating  a portion  of 
the  Main  Drainage  Channel”  will  be  re- 
ceived by  the  Clerk  of  the  said  Sanitary 
District  at  Room  H,  Rialto  Building,  Chi- 
cago, 111.,  until  12  M.  (standard  time)  of 
Wednesday,  the  4th  day  of  October,  1893, 
and  will  be  publicly  opened  by  the  said 
Board  of  Trustees  at  the  regular  meeting 
held  that  day,  or  at  a special  meeting  called 
for  that  purpose. 

The  work  for  which  the  said  tenders  are 
invited  is  the  excavation  of  that  portion  of 
the  Main  Drainage  Channel  for  the  said 
Sanitary  District  between  Willow  Springs 
and  Joliet,  111.,  known  as  contract  Sections 
two  (2),  three  (3)  and  four  (4)  and  consists 
in  all  of  about  1,484,800  cubic  yards  of  rock, 
of  about  2,179,500  cubic  yards  of  earth,  and 
the  building  of  about  76,406  cubic  yards  of 
dry  rubble  walls. 

Each  of  said  sections  will  be  treated 
as  a separate  contract  in  canvassing 
the  proposals  and  making  awards.  As  all. 
awards  will  be  made  by  individual  sections 
each  bidder  must  make  prices  for  each 
section,  separate  and  distinct  from  every 
other. 


Each  proposa]  must  be' accompanied  by 
a certified  check  or  cash  to  an  amount 
equal  to  $3,000  multiplied  by  the  number  of 
sections  bid  upon. 

All  certified  checks  must  be  drawn  on 
some  responsible  bank  doing  business  in 
the  City  of  Chicago  and  be  made  payable- 
to  the  order  of  the  Clerk  of  the  Sanitary 
District  of  Chicago.  * Said  amount  of  $3,000 
for  each  section  will  be  held  by  the  Sani- 
tary .District  until  all  of  said  proposals, 
have  been  canvassed  and  contracts  awarded 
and  signed,  the  return  of  said  check  or 
cash  being  conditioned  upon  any  bidder  to 
whom  an  award  of  any  portion  of  said 
work  may  be  made  appearing  within  ten 
days  after  notice  of  such  award  being 
given,  with  bondsmen,  and  executing  a 
contract  with  the  Sanitary  District  for  the 
section  or  sections  of  said  work  so  awarded, 
and  giving  a bond  satisfactory  to  the  said 
Board  of  Trustees  for  the  fulfillment  of  the 
same  in  the  amount  of  $100,000  for'  each 
section  of  work  awarded  him. 

All  proposals  must  be  made  upon  blank 
forms  furnished  byl  the  Sanitary  District 
and  must  give  the  price  for  each  separate 
item  of  work. 

The  bids  will  be  compared  on  thb  basis 
of  the  Engineer’s  approximate  estimate  of 
quantities,  which  will  be  furnished  with' 
copies  of  the  specifications. 

No  proposal  will  be  considered  unless 
the  party  making  it  shall  furnish  evidence, 
satisfactory  to  the  Board  of  Trustees  of  his 
ability  to  do  the  work,  and  that  he  has  the 
necessary  pecuniary  resources  to  fulfill  the 
conditions  of  the  contract,  provided  such 
contract  shall  be  awarded  him. 

Bidders  are  required  to  state  in  their 
proposals  their  individual  names  and 
places  of  residence  in  full . 

Specifications  and  plans  may  be  seen  at 
the  office  of  the  Chief  Engineer,-  Rialto 
Building,  Chicago,  111. 

The  said  Board  of  Trustees  reserves  the 
right  to  reject  any  and  all  bids . 

The  Sanitary  District  of  Chicago, 

By  Frank  Wenter, 
President  of  its  Board  of  Trustees ; 
Attest: 

Thos.  F.  Judge, 

Clerk. 

Chicago,  111,,  August  5, 1893. 
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August  4,] 

The  following  are 

THE  SPECIFICATIONS  : 

THE  SA NTTAJRY  DISTRICT  OF  CHICAGO. 

Contract  and  specifications  for  Sections 
two  (2),  three  (3)  and  four  (4) of  the  Main 
Drainage  Channel  in  the  Valley  of  the 
Desplaines  River  below  Willow  Springs, 
Illinois. 

This  Agreement , Made  and  entered  into 

this ’ day  of  A.  D. 

189  , by  and  between  the  Sanitary  District 
of  Chicago,  of  the  first  part,  and 


of 

in  . 

of  the  second  part. 

A— 

Witnesseth:  That  the  -said  party  of 
the  second  part  has  covenanted,  contracted 
and  agreed,  and.  by  these  presents  does 
covenant,  contract  and  agree  with  said 
party  of  the  first  part,  for  the  consideration 
of  the  payments  to  be  made  as  provided  for 
herein,  to  the  said  party  of  the  second  part, 
by  the  said  party  of  the  first  part,  and 
under  & penalty  expressed  in  a bond  bear- 
ing even  date  herewith,  at  his  own  proper 
■cost  and  expense  to  do  all  the  work,  and  to 
furnish  all  material,  tools,  explosives,  labor 
and  all  appliances  and  appurtenances 
called  for  by  this  agreement,  in  the  man- 
ner and  under  the  conditions  hereinafter 
stipulated,  that  are  necessary  to  the  com- 
plete excavation  and  entire  removal  of 
earth,  rock,  glacial  drift  and  other  material, 
from- that  portion  of  the  said  Main  Drain- 
age Channel,  known  and  distinguished  by 
the  specifications  herein  contained,  and  the 
plans  accompanying  them,  as  Section  — 


together  with  the  building  of  all  collateral 
works,  which  by  the  terms  of  this  contract 
are  included  in  the  same.  Said  section  to 
be  entirely  completed  and  prepared  ready 
for  inspection  as  provided  for  in  Section  27 
of  an  Act  of  the  Legislature  of  the  State  of 
Illinois,  entitled  “An  Act  to  create  Sanitary 
Districts  and  to  remove  obstructions  in  the 
Desplaines  aDd  Illinois  Rivers,”  approved 
May  29,  1889,  in  force  July  1,  1889. 

fl- 
it is  further  covenanted,  contracted  and 


agreed  that  the  work  shall  be  executed 
under  the  direction  and  supervision  of  the 
Chief  Engineer  of  the  Sanitary  District  of 
Chicago,  and  such  assistants,  superintend- 
ents and  inspectors  as  the  Chief  Engineer 
may  appoint,  and  by  whose  measurements 
and  calculations  the  quantities  and  amounts 
of  the- several  kinds  of  work  performed 
under  this  contract  shall  be  determined, 
and  on  whose  inspection  all  work  shall  be 
accepted  or  condemned.  The  said  Chief 
Engineer  and  his  assistants  and  inspectors 
shall  have  full  power  to  reject  or  condemn 
all  materials  iui Dished  or  work  performed 
under  this  contract  which  does  not  fully 
conform  to  its  spirit,  and  to  the  terms  and 
conditions  herein  expressed;  aDd-the  Chief 
Engineer  shall  decide  every  question  which 
may  arise  between  the  parties  hereto  rela- 
tive to  the  execution  thereof,  and  his  de- 
cision shall  be  final  and  binding  upon  both 
parties. 

C— 

Whenever  the  words  “Sanitary  District” 
are  used  in  this  contract  they  shall  be 
understood  to  mean  the  Sanitary  District 
of  Chicago  as  represented  byjhe  Hoard  of 
Trustees  or  their'  duly  authorized  and 
accredited  agents. 

Whenever  the  word  “Engineer”  is  used 
herein  it  shall  be  understood  to  mean  the 
Chief  Engineer  of  the  Sanitary  District  ot 
Chicago  or  his  properly  author  zed  avrents, 
limited  by  the  particular  duties  entrusted 
to  them. 

Whenever  the  word  “Contractor”  is  used 
herein  it  shall  be  understood  to  mean  the 
person  or  persons,  or  copartnership,  or  cor- 
poration entering  into  the  contra -t  as  party 
of  the  second  part. 

SPECIFICATIONS. 

D- 

1.  Location— The  work  covered  by  and 
included  iu  these  specifications  i t the  exca- 
vation of  that  part  of  the  Main  Drainage 
Channel  known  as  Sections  two  (2),  three 
(3)  and  foun(4)  and  the  building  of  certain 
collateral  works  for  the  Sanitary  District 
of  Cliicago,  located  below  the  Willow 
SpriDgs  road,  in  Cook  County.  Illinois^ 
and  north  and  west  of  the  Illinois  and 
Michigan  Canal,  approximately  as  shown 
on  the  accompanying  plans,  marked  “2  a,” 
‘•2  b”  and  “D,”  and  as  shall  be  located  by 
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the  Engineer.  The  total  length  is  approx- 
imately 15,000  feet. 

2.  Sections— Said  sections  form  three  of 
the  fourteen  sections  into  which  said  Main 
Drainage  Channel  below  Willow  Springs  is 
divided,  which  fourteen  (14)  sections  are 
described  as  follows:. 

Section  1.  Extending  from  the  station 
designated  740  to  the  station  designated 
800. 

Section  2 Extending  from  the  station 
designated  800  to  the  station  bes'gnated 
850. 

Section  8.  Extending  from  the  station 
designated  850  to  the  station  designated 

900. 

Section  4.  Extending  from  the  station 
designated  900  to  the  station  designated 
950. 

Section  5.  Extending  from  the  station 
designated  950  to  the  station  designated 
1000. 

Section  6.  Extending  from  the  station 
designated  1000  to  the  station  designated 
1050. 

Section  7.  Extending  from  the  station 
designated  1050  to  the  station  designated 
1097. 

Section  8.  Extending  from  the  station 
designated  1097  to  the  station  designated 
1155. 

Section  9.  Extending  from  the  station 
designated  1155  to  the  station  designated 
1208. 

Section  10.  Extending  from  the  station 
designated  1208  to  the  station  designated 
1268. 

Section  11.  Extending  from  the  station 
designated  1268  to  the  station  designated 
1820. 

Section. 12.  Extending  from  the  station 
’designated  1320  .to  the  station  designated 
1370. 

Section  18.  Extending  from  the  station 
designated  1370  to  the  station  designated 
1420. 

Section  14.  Extending  from  the  station 
designated  1420  to  the  station  designated 
1480. 

Sections  1,  2, 7,  8,  9 and  10  involve  certain 
changes*  in  the  Tiver  channel  opposite. 


Section  9 involves  a possibie  relocation  of 
the  Illinois  and  Michigan  Canal,  and  Sec- 
tions 8 to  14,  inclusive,  may  .require  railway 
changes.  The  Sanitary  District  reserves 
the  right  to  make  aiL  river,  canal  and  rail- 
way changes,  independent  of  the  main 
work. 

3.  Grade— The  grade  line  of  the  bottom 
of  said  Main  Channel  at  the  station  desig- 
nated 740  shall  be  at  an  elevation  of  24  feet 
below  the  datum  established  by  the  Illinois 
and  Michigan  Canal  Trustees  in  1847,  and 
shall  slope  thence  uniformly  at  the  rate  of 
0 08  of  a foot  vertical  to  1.000  feet  horizontal 
to  the  end  of  the  standard  excavation  at 
station  1480,  where  it  shall  have  an  eleva- 
tion of  29.92  feet  below  datum. 

The  Sanitary  District  reserves  the  right 
tochange  said  grade  by  raisingor  lowering 
it,  or  by  increasing  or  decreasing  the  slope, 
thereby  increa'sing  or  decreasing  the 
amount  of  excavation;  provided,  that  said 
change  shall  in  nowise  affectffhe  terms  of 
this  contract  as  to  price,  or  entitle  the  said 
contractor  to  any  compensation  additional 
to  the  rate  fixed  by  this  contract,  or  render 
the  Sanitary  District  liable  for  any  dam- 
ages whatsoever,  direct  or  indirect.  Pro<- 
vided,  further,  that  the  said  change  shall 
in  no  place  affect  the  grade  by  an  amount 
exceeding  four  feet;  and  that  the  Sanitary 
District  shall  notify  the  said  contractor  of 
any  such  change  before  any  portion  of  said 
channel  shall  have  been  finished  in  con- 
formity to  the  grade  as  hereinbefore  speci- 
fied. 

4.  Dimensions  of  Cross  Sections— The 
bottom  of  the  finished  channel  shall  have  a 
width  of  160  feet  in  the  clear;  where  the 
channel  is  in  rock  the  sides  of  said  channel 
shall  be  kept  vertical,  except  as  to  neces- 
sary offsets  occasioned  by  the  use  of  a 
, channeling  machine. 

The  sides  of  the  rock  channel  are  to  be 
worked  out  with  a channeling  machine 
from  top  to  bottom,  the  channels  being  cut 
ahead  of  the  blasting.  In  doing  this  the 
bottom  of  each  cut  of  the  machine  is  to  be 
made  to  a uniform  level  above  the  grade, 
and  each  succeeding  one  offset  six  inches 
from  the  one  just  preceding.  The  con- 
tractor will  be  allowed  to  work  the  rock  In 
one  or  more  stopes.  at  his  option,  so  far  as 
concerns  the  main  portion  of  the  width  of 
the  channel,  but  in  case  he  elects  to  work- 
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the  face  in  slopes  having  a greater  height 
than  the  reach  of  the  channeling  machine 
in  depth,  then  the  blast  holes  are  to  be  so 
disposed  as  to  effectually  prevent  any  blast 
from  breaking  or  shattering  the  rock  be- 
yond the  sides  of  the  prism  of  the  channel, 
which  are  to  be  left  as  smooth  and  solid  as 
can  be  obtained  with  a skillful  and  proper 
use  of  a channeling  machine. 

In  determining  the  width  of  the  channel 
at  the  top  of  the  rock,  the  necessary  offsets 
made  by  the  operation  of  the  machine  are 
to  be  allowed  for.  Provided,  that  where 
the  depth  of  the  rock  does  not  exceed  16 
feet  there  shall  be  but  one  reach  or  cut  of 
the  channeling  machine  made,  and  that 
when,  its  depth  is  over  16  feet,  and  not 
greater  than  21  feet,  there  shall  be  but  two 
cuts  made;  and  that  nowhere  is  there  to  be 
more  than  three  cuts  made  for  the  whole 
depth  of  the  rock  excavation. 

Where  the  channel  is  partly  in  earth  and 
partly  in  rock,  the  earth  shall  be  so  exca- 
vated as  to  leave  a berm  on  top  of  the  rock 
equal  to  three-eighths  (%)  of  the  depth  of 
the  rock  surface  below  a level  5 feet  above 
datum;  provided  that  the  berm  shall  be  in 
no  event  less  than  5 feet;  and  provided 
further,  that  where  the  section  is  entirely 
in  earth  the  additional  width  at  bottom 
shall  conform  to  the  above  rule:  and  pro- 
vided also*  that  at  the  level  of  5 ieet  above 
datum  the  berm  shall  not  be  less  than  10 
feet,  with  a slope  toward  the  channel  of 
one-half  foot.  In  all  cases  the  earth  shall 
be  taken  out  with  the  least  slope  which  it 
is  found  cam be  safely  maintained  until  the 
retaining,  walis  are  built,  and  as  may  be 
directed  by  the  Engineer  from  time  to 
time. 

6.-  Retaining  Walls— Wherever  the  top 
of  the  rook  at  the  sides  of  the  channel  is 
pelow  a level  of  five  (5)  feet  above  datum, 
the  sides  above  the  rock  are  to  bewailed 
with  dry  rubble  masonry  as  soon  as  practi- 
cable-after the  channel  is  opened. 

,If  the  bottom  of -the  channel  is  in  earth, 
or  glacial,  drift,  the  retaining  walls  shall 
be  founded  upon  a footing  made  in  a trench 
dug  not  less  than  one  foot  below  grade, 
and  as  much  deeper  as  may  be  directed  by 
the  Engineer,  said  footing  course  to  project 
12  inches  beyond  the  face  of  the  wall.  It 
the  bottom  of  the  channel  is  in  rock,  the 
retaining  walls  are  to  be  founded  upon  the 
surface  of  the  rock.  Before  beginning  the 


construction  of  the  wall  the  surface  of  the 
rock  is  to  be  cleared  of  earth  and  foreign 
substances,  and  all  loose  and  soft  rock  is 
to  be  removed  for  the  full  width  of  its  base,- 
that  the  wall  maybe  founded  upon  a clean, 
solid  stratum.  If  this  stratum  of  natural 
rock  inclines  towards  the  Main  Channel 
with  such  an  inclination  and  in  such  a 
manner  as,  in  the  opinion  of  the  Engineer, 
to  render  the  footing  of  the  wall  liable  to 
slip  on  the  same,-  then  the  contractor  shall 
excavate  the  top  surface  of  the  rock  parallel 
with  and  beneath  the  proposed  wall,  in 
accordance  with  the  directions  of  the  Engi- 
neer, so  as  to  effectively  remove  ail  liability 
of  slipping.  The  walls  in  all  cases  are  to 
be  built  to  a height  of  five  feet  above  datum. 
Their  thickness  at  the  top  shall  be  four  (4). 
feet,  and  at  the  bottom  they  shall  have  a 
thickness  equal  to  one-half  of  their  total 
height;  provided  that  their  thickness  at  the 
bottom  shall  never  be  less  than  their  top 
thickness  plus  their  total  batter.  At  no 
point  is  their  thickness  to  be  less  than  one- 
half  their  height.  The  back  of  each  wall 
is  to  be  built  in  vertical  planes  with  off- 
sets, as  shown  on  plans  marked  “D.” 

The.  bottoms  of  the  wails  shall  be  fair 
with  the. sides  of  the  channel.  The  tops  of 
the  walls  on  different  sides  of  the  channel 
are  to  be  83  feet  from  the  center  line  of  the 
channel,  making  a distance  apart  in  the 
clear  of  166  feet,  or  otherwise,  as  directed 
by  the  Engineer. 

The  retaining  walls  are  to  be  built  of 
stone  taken  out  of  the  excavation,  those  of 
the  largest  size  and  the  most  regular  rec- 
tangular shape  being  selected  for  the  faces 
and  for  main  binding  stones;  the  face  of 
each  wall  to  belaid  true  to  l;ne,  the  stones 
being  scabbled  and  carefully  placed  in  a 
firm  position  on  their  natural  quarry  beds 
without  the  use  of  spawls  or  small  stone  in 
their  joints.  The  walls  are  to  be  laid  in 
courses  not  less  than  12  inches  nor  more 
than  30  inches  in  thickness,  no  stone 
being  used  in  the  face  less  than  12  inches 
in  thickness,  and  whose  depth  and  width 
is  less  than  twice  its  thickness,  each  course 
being  carried  through  the  whole  thickness 
of  the  wall  before  another  course  is  begun. 
In  laying  each  course  the  larger  stones  are 
to  be  carefully  placed  in  position,  covering 
the  whole  surface  of  the  wall  in  such  man- 
ner as  to  break  joints  with  the  larger  Stones 
of  the  preceding  course,  thereby  thoroughly 
binding  the  wall  into  a solid  mass:  all 
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spaces  between  the  larger  stones  to  be  filled 
with  smaller  ones,  which  shall  be  reduced 
to  such  size  with  a hammer  that  all  the 
larger  interstices  and  uneven  places  shall 
be  entirely  filled,  and  an  even  and  uniform 
bed  prepared  for  the  succeeding  course. 
Only  selected  stones  of  a size  sufficiently 
large  to  cover  the  whole  thickness  of  the 
wall  are  to  be  used  for  the  top  course. 

The  spaces  between  the  back  of  the  walls 
and  the  slope  of  the  excavation  are  to  be 
filled  by  the  contractor  with  broken  rock  or 
gravel  taken  from  the  excavation.  The 
surface  of  the  back  filled  material  when 
finished  to  be  inclined  toward  the  wall  at 
the  rate  of  one  vertical  to  ten  horizontal, 
unless  otherwise  directed  by  the  Engineer. 
Where  the  Main  Channel  runs  through  the 
quarries  or  depressions  of  any  kind  which 
are  lower  than  the  top  of  the  walls,  the 
whole  space  shall  be  filled  from  the  retain- 
ing walls  to  the  sides  of  the  depressions. 

6.  River  Diversion— In  sections  herein- 
before specified,  the  contractor  is  to  change 
the  course*of  the  Desplaines  River  within 
the  limits  of  the  right  of  way  in  the  manner 
shown  on  plan  “2  a,”  the  south  boundary 
of  said  course  when  changed  to  be  nowhere 
hearer  to  the  center  line  of  the  channel 
than  360  feet. 

The 'diversion  channel  in  each  case  is  to 
be  excavated  to  one  foot  below  the  level  of 
low  water  in  the  river,  and  to  a width  of 
200  feet  with  slopes  of  one  to  one.  Ail 
the  material  from  the  excavation  in  each 
section  is  to  ,be  wasted  on  the  south  side  of 
the  new  river  channel  except  as  -otherwise 
permitted  by  the  Engineer.  That  portion 
of  the  river  diversion  channel  in  each  re- 
spective section  is  to  be  classed  as  belong- 
ing to  that  section. 

7.  Clearing  and  Grubbing — The  con- 
tractor will  be  required  to  remove  all  trees, 
stumps,  buildings,  fences,  or  other  incum- 
brances within  160  feet  of  the  center  line  of 
the  channel,  or  that  may  be  in  the  way  of 
any  collateral  or  subsidiary  work  herein 
specified.  All  such  material  of  value  shall 
be  the  property  of  the  contractor,  and  all 
worthless  material  shall  be  disposed  of  as 
directed  by  the  Engineer.  The  cost  of  this 
work  shall  be  included  in  the  prices  for 
excavation  as  hereinafter  stated.- 

8.  Levee— The  said  contractor  shall 
ouild  at  his  own  cost  and  expense  all  or  any 


levees  which  may  be  necessary  to  protect 
the  work,  provided  for  in  this  contract, 
during  the  progress  of  the  same.  And 
should  flooding  occur  either  before  or  after 
the  building  of  any  such  levees,  any  and  all 
expenses  and  damages  to  which  he  may  be 
put  shall  be  borne  by  the  said  contractor. 

9.  Disposition  of  Material— The  con- 
tractor, except  as  hereinbefore  specified,  is 
to  dispose  of  all  material  to  be  excavated 
under  the  terms  of  this  contract  at  his  own 
expense  and  m the  most  convenient  man- 
ner, in  waste  banks  on  the  right  of  way; 
provided,  that  the  foot  of  the  inner  slope  of 
said  banks  shall  not  be  nearer  to  the  edge 
of  the  Main  Channel  than  50  feet,  measured 
at  an  elevation  of  10  feet  above  datum,  and 
that  the  foot  of  the  outer  slope  shall  not 
approach  the  margin  of  the  right  of  way 
closer  than  10  feet,  nor  encroach  on  the 
channel  of  the  Desplaines  River  as  finally 
established,  and  so  as  to  materially  - inter- 
fere with  the  flow  thereof;  the  slopes  next 
the  channel  and  said  margin  of  river  to  be 
not  less  than  one  and  one-half  to  one,  and 
said  waste  banks  to  be  within  the  limits  of 
450  feet  from  the  edge  of  the  Main  Channel, 
and  provided  that  this  shall  not  be  con- 
strued to  prevent  any  other  disposition  of 
the  material  with  the  consent  of  the  Engi- 
neer. 

10.  Drainage— The  contractor  is  to  pro- 
vide all  pumping  machinery  and  operate 
the  same  at  his  own  cost  and  expense  dur- 
ing the  time  of  excavation,  and  until  the 
whole  work  is  fully  completed  and  in- 
spected, as  provided  for  m other  sections  of 
this  contract.  The  contractor  shall  dis- 
pose of  any  water  pumped  in  such  manner 
as  hot  to  interfere  with  the  operations  of 
other  contractors  for  the  Sanitary  District. 

11 . Classification  of  Material— A1 1 ma- 
terial excavated  under  the  provisions  of 
this  contract  is  to  be  classified  under  one  or 
the  other  of  two  heads,  viz. : “glacial  drift” 
and  “splid  rock.” 

Glacial  drift  shall  comprise  the  top  soil, 
earth,  muck,  sand,  gravel,  clay,  hard-pan, 
boulders,  fragmentary  rock  displaced  from 
its  original  bed,  and  any  other  material  that 
overlies  the  bed  rock. 

Solid  rock  shall  comprise  all  rock  found 
in  its  original  bed,  even  though  it  may  be 
so  loosened  from  the  adjacent  underlying 
rock  that  it  can  be  removed  without  blast- 
ing. 
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.12.  Quantity  of  Material—  A profile  of 
the  surface  of  the  ground  approximately 
on  the  line  of  the  Main  Channel,  and  also 
of  the  supposed  surface  of  the  bed  rock  is 
shown  on  plan  “2  b.’'  These  profiles, 
though  approximately  correct,  do  not  pur- 
port to  be  absolutely  so,  and  are  only  pre- 
sented as  approximations,  as  is  also  the 
schedule  of  quantities  attached  as  an  ap- 
pendix hereto.  The  contrac'or  is  to  take 
all  risk  as  to  variations  of  the  total  quantity 
of  material  excavated,  as  wpll  as  the  rela- 
tive amount  of  glacial  drift  and  solid  rock. 

13.  Efighiuays— All  public  roads,  cross- 
ing or  lyiDg- adjacent  to  the  Main  Channel, 
shall  be  kept  open  and  unobstructed  dur- 
ing the  progress  of  the  work-  No  inter- 
ference with  any  public  road  will  be  allow- 
ed until  a temporary  or  permanent  road, 
has  been  provided,  under  the  direction  of 
the  Engineer,  which- will  permit  safe  and 
free  travel  No  interference  will  be  al- 
lowed with  any  railway  or  canal  until  such 
time  as  other  and  proper  provision  for  the 
operation  of  such  railway  or  canal  has 
been  made. 

14.  Bridges  and  Structures— The  San- 
itary District  reserves  the  right  to  enter 
upon  the  said  Main  Channel.eand  right  of 
way,  at  apy  time  or  place,  after  or  before 
the  excavation  has  been  completed,  for 
the  purpose  of  erecting,  or  preparing  for 
the  erection,  of  any  bridge,  <>r  bridges,  or 
the  building  of  any  road  or  other  structure, 
provided  that  such  work  of  erection  or  pre- 
paration therefor  shall  not  interfere  with 
the  contractor  in  carrying  out  the  provis- 
ions of  this  contract.  To  this  end  the  con- 
tractor shall  make,  or  allow  the  Sanitary 
District  to  make,  at  the  expense  of  said 
Sanitary  District,  such  changes  in  railroad 
tracks,  buildings  or  structures  used  by  him 
as  will  not  interfere  with  the  operations  of 
said  contractor,  and  that,  in  the  opinion  of 
the  Engineer,  are  necessary  to  the  accom- 
plishment of  the  purpose  in  view. 

Said  contractor  is  to  make  all  necessary 
excavations  in  or  adjacent  to  the  Main 
Channel,  and  do  all  necessary  grading,  as 
directed  by  the  Engineer,  that  may  be 
needed  for  the  building  of  any  kind  of 
structure  which  the  Sanitary  District  may 
wish  to  erect,  and  he  is  to  be  paid  therefor 
at  the  rates  hereinafter  given  for  the  Main 
Channel;  provided,  that  in  case  a bridge  is 
to  be  built  having  a center  and  a protection 


pier,  the  said  contractor  is  to  widen  out  the 
sides  of  the  Main  Channel  as  may  be  di- 
rected by  the  Engineer,  ana  is  to  leave  a 
mass  of  rock  in  the  middle  of  the  channel 
to  serve  as  a protection  pier  of  the  dimen- 
sions and  shaprt  directed  by  the  Engineer, 
the  sides  of  said  mass  being  taken  out  with 
a channeling  machine  as  hereinbefore  spec- 
ified for  the  Main  Channel. 

15.  Explosives— The  contractor  is  to 
furnish  all  explosive  compounds  for  blast- 
ing the  material  provided  to  be  excavated 
under  this  contract:  and,  whereas,  the 
storing,  handling  and  use  of  so  large  an 
amouut  of  explosive  material  requires  the 
utmost  care  and  discrimination,  it  is  there- 
fore understood  and  agreed  thatthe  said  con- 
tractor shall  arrange  for  the  storage  of  ail 
explosive  materials  at  a distance  not  less 
than  600  feet  from  the  work,  or  from  any 
other  magazine,  or  from  any  dwelling  occu- 
pied for  a habitation,  and  that  not  more 
than  5,000  pounds  shall  be  kept  in  one  place. 
It  is  further  understood  and  agreed  that 
said  explosive  material  shall  in  no  case  be 
brought  onto  the  work  except  when  needed 
for  the  purpose  of  charging  the  blast  holes, 
and  then  only  in  such  quantity  as  is  ueeded 
for  the  particular  work  in  hand,  and  that 
none  but  skilled  and  careful  men  shall  be 
employed  in  the  handling  or  use  of  said 
explosives,  and  that  no  liquid  explosive 
shall  be  used. 

It  is  further  understood  and  agreed  that 
the  ground  surrounding  all  magazines  shall 
be  kept  free  of  vegetable  or  combustible 
materia!  for  a radius  of  one  hundred  feet* 
and  that  their,  walls  shall  be  made  bullet 
proof,  to  a height  of  one  foot  above  the  con- 
tained explosives,  and  that  in  no  case  shall 
they  be  made  of  brick  or  stone.  It  is  also 
understood  and  agreed  that  such  signals  of 
danger,  as  may  be  directed  by  the  Engineer 
shall  be  given  or  displayed  before  the  firing 
of  any  blast,  and  that  the  said  contractor 
shall  conform  his  acts  to  and  obey  all  rules 
and  regulations  relative  to  the  handling  of 
explosives  and  the  firing  of  blasts,  for  the 
protection  of  life  or  property,  which  may 
be  made  by  the  Engineer  from  time  to  time. 

16.  - Measurement— Measurement  for  all 
excavated  material  will  be  made  in  excava- 
tion by  the  cubic  yard  of  twenty -seven 
cubic  feet,  based  upon  the  survey  and  cross- 
section  notes  of  the  Engineer. 

All  “glacial  drift’’  excavated  under  the 
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direction  of  the  Engineer,  whether  in  or 
out  of  the  Main  Channel,  will  be  included 
in  the  measured  quantities. 

‘‘Solid  rock’’  excavated  within  the  limits 
of  the  dimensions  and  grade  of  the  Main 
Channel,  or  of  any  river  diversion  channel, 
or  fori  he  placing  of  any  bridge  or  other 
structure,  as  hereinbefore  specified,  or  that 
shall  be  taken  out  by  direction  of  the  Engi- 
neer, shall  be  included  in  the  measured 
quantities;  provided,  that  nothing  will  be 
included  for  rock  that  comes  out  below 
grade  in  the  excavation  of  any  channel.- 

“Retaining  walls’’  will  be  measured  by 
their  net  cubical  contents,  as  specified. 

The  prices  given  herewith  are  to  include 
all  wotk  herein  specified,  as  clearing  and 
grubbing,  leVees  for  protection,  pumping, 
roadways  for  working,  back  filling  of  re-* 
tainiug  walls,  and  generally  all  work  and 
material  found  necessary  in  prosecuting 
this  contract. 

17.  Extra  Work—A\\  claims  for  extra 
labor,  or  material  furnished  bv  the  con- 
tractor, or.  for  damages  from  any  cause 
whatever,  must  be  reported  to  the  Engi- 
neer at  the  time  such  labor  or  material  are 
furnished,  or  such  damages  occur,  and 
they  must  also  be  presented  to  him  in  writ- 
ing at  the  end  of  the  month;  provided  that 
nothing  shall  be  paid  for  as  extra  work 
that  can  be  classified  under  any  of  ihe 
heads  upon  which  prices  are  fixed  by  this 
contract. 

Whenever  work  is  required  to  be  done 
which  is  not  now  coDtempliated  or  covered 
by  the  prices  hereinafter  given,  the  Engi- 
neer shall  fix  such  prices  for  the-work  as 
he  shall  consider  just  and  (quitable,  and 
the  contractor  shall  abide  by  such  prices; 
provided  he  enters  upon  such  work  with 
full  knowledge  of  the  prices  so  fixed  by 
the  Engineer,  but  if  the  contractor  declines 
executing  said  work  at  the  prices  fixed  by 
the  Engineer  then  the  Sanitary  District 
may  enter  into  contract  with  any  person  or 
persons  for  its  execution,  the  same  as  if 
this  contract  had  never  existed;  and  if  extra 
work,  or  work  not  provided  for  in  this 
contract  is  performed  by  the  contractor  be- 
fore prices  have  been  fixed  for  such  work, 
then  the  Engineer  shall  estimate  the  same 
at  such  prices  as  he  shall  deem  just  and 
reasonable,  and  his  decision  shall  be  final, 
and  the  said  contractor  shall  accept  of 


said  prices  iu  full  satisfaction  of  all  de- 
mands against  the  Sanitary  District  for 
said  extra  work;  provided,  that  if  the  extra 
work  done  under  this  contract  is  of  such  a 
nature,  being  distinct  from  other  work 
being  done  by  said  contractor,  that  the 
aciual  cost  of  the  same  can  be  determined, 
then  the  said  contractor  shall  receive  and 
the  Sanitary  District  shall  pay,  in  lull  sat- 
isfaction lor  the  same,  the  actual  cost  of 
the  work  with  15  per  cent,  added.  Pro- 
vided furl  her,  that  nothing  shall  be  deerped 
extra  work,  which  can  be  measured  or  esti-.' 
mated  under  the  provisions  of  this  contract. 

18.  Responsibility  of  Contract'*—  All 
the  work  provided  for  in  this  contract  is  to 
be  done  under  the  direction  and  supervis- 
ion of  the  Ch  ef  Engineer  and  his  properly 
authorized  agents.  He  is  to  be  guided. by 
the  lines,  stakes,  marks  and  grades  given 
by  them,,  and  is  to  carefully  pres»  rve  the 
same  as  far  as  possible  duriug  the  progress 
of  the  work,  and  is  to  furnish  all  needed 
facilities,  without  charge  therefor,  to  en- 
able the  Chief  Engineer  to  properly  give 
lines  and  grades  anti  to  measure  the  work 
from  time  to  time. 

All  work  will  be  subject  to  inspection  by 
the  said  Engineer  and  his  said  agents, and  if 
not  in  accordance  with  the  requirements  of 
this  contract,  it  is  to  be  made  good  by  the 
contractor. 

The  contractor  will  be  responsible  for 
ihe  entire  work  until  completed  and  ac- 
cepted by  the  Sanitary  District.  The  con-^ 
tractor  will  be  required  to  give  his  per- 
sonal attention-  to  the  fulfillment  of  this 
contract  and  to  the  execution  of  the  work. 
He  is  to  keep  the  same  under  his  control, 
and  will  not  be  allowed  to  sub  let  all  or 
any  part  of  it,  it  being  distinctly  understood 
and  agreed  that  the  sub  letting  of  the  work 
covered  by  this  contract,  or  any  part  there- 
of, shall,  after  thirty  days’  notice,  work  a 
forfeiture  of  the  contract  at  the  option  of 
the  Sanitary  District. 

The  contractor  will  not.be  allowed  to  as- 
sign, by  power  of  attorney  or  otherwise, 
any  portion  of  the  moneys  that  ma,y  become 
due  through  the  workings  of  this  contract. 
In  case  the  contractor  fails  to  comply  with 
the  provisions  of  this  contract,  as  to  pro- 
gress and  character  of  work,  he  shall  be 
duly  notified  in  writing,  and  thirty  days 
after  the  giving  of  said  notice  the  party  of 
the  first  part  may  declare  this  contract  for 
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feited,  if  there  is  substantial  failure  to  com- 
ply with  its  provisions. 

19.  Changes  in  Plan— In  addition  to 
the  reservations  hereinbefore  made,  the 
Sanitary  District  reserves  the  right  to  make 
alterations  in  the  line,  grade,  plan,  form, 
dimensions*  or  material  of  the  work  herein 
provided  for,  either  before  or  after  the  be- 
ginning of  construction;  provided  that  if 
alterations  are  made  the  general  character 
of  the  work  as  a whole  is  not  thereby 
changed.  If  such  alterations  diminish  the 
quantity  of  work  to  be  done  they  shall 
not  constitute  a claim  for  damages,  or  for 
anticipated  profits  on  the  work  that  may  be 
dispensed  with;  if  they  increase  the  amount 
of  work,  such  increase  shall  be  paid  for  ac- 
cording to  the  quantity  of  work  actually 
done,  and  at  prices  and  rates  established 
for  such  work  under  this  contract,  Notice 
of  any  change  of  plan  must  be  given  the 
contractor  in  writing.  And  it  is  expressly 
agreed  that  no  alterations,  or  additions,  or 
extra  work  are  to  be  paid  for  unless  di- 
rected in  writing. 

20.  Tools— The  contractor  is  to  furnish 
all  the  tools  of  every  kind  and  description, 
including  pumps,  cars  and  track,  necessary 
to  the  full  and  complete  carrying  out  of 
this  contract,  and  on  completion  of  the 
work  is  to  remove  all  tools,  buildings  and 
material  of  all  kinds  from  the  right  of  way 
of  the  Main  Drainage  Channel . 

21.  precautions— Whatever  precautions 
may  be  necessary  to  render  any  portion  of 
the  work  more  secure  in  any  respect,  <pr  to 
decrease  the  liability  of  accident  from  any 
cause,  or  to  avoid  contingencies  which  are 
liable  to  delay  the  completion  of  the  work, 
shall  be  taken  by  the  contractor. 

22  Workmen — The  contractor  shall  em- 

ploy competent  foremen  and  laborers,  and 
shall  discharge,  at  the  request  of  the  Engi- 
neer, any  incompetent  or  unfaithful  men  in 
his  employ.  None  but  men  expert  in  their 
respective  branches  of  work  shall  be  em- 
ployed where  special  skill  is  required. 

E— 

Damages-Il  any  damages  shall  be  done 
by  the  contractor,  or  by  any  person  or  per- 
sons in  his  employ,  to  the  owner  or  Occu- 
pants of  lands,  or  to  any  property  adjoin- 
ing, or  in  the  vicinity  of  the  work  herein 
contracted  to  be  done,  or  to  a neighboring 
contractor,  for  which  the  contractor  herein 
is  legally  liable,  the  Engineer  shall  have 


the  right  to*  estimate  the  amount  of  said 
damage  and  to  cause  the  Sanitary  District 
to  pay  the  same  to  the  said  owner  or  occu- 
pant, and  the  amount  so  paid  foT  such  dam- 
age shall  be  deducted  from  the  money  due 
said  contractor  under  this  contract. 

Said  contractor  covenants  and  agrees 
to  pay  all  damage  for  any  • person- 
al injury  sustained  by  any  per- 
son, growing  out  of  any  act  or  doing 
of  himself  or  his  employes,  that  is  in  the 
nature  of  a legal  liability,  and  he  hereby 
agrees  to  indemnify  and  to  save  the  SanD 
tary  District  harmless  against  all  suits  or 
actions  of  every  name  and  description 
brought  against  the  said  Sanitary  District 
for  or  on  account  of  any  such  injuries  or 
such  damages  received  or  sustained  by  any 
person  or  persons  by  or  from  said  con- 
tractor, his  servants,  agents  or  employes, 
in  the  execution  of  said  work;  or  by  or  in 
consequence  of  any  negligence  in  guarding 
the  same;  or  by  or  on  account  of  any  act  or 
omission  of  said  contractor,  his  agents  or 
employes;  and  the  said  contractor  further 
agrees  that  so  much  of  the  money  due  to 
him,  under  and  by  virtue  of  this  contract, 
as  shall  be  considered  necessary  by  the 
Board  of  Trustees  of  the  Sanitary  District, 
may  be  retained  by  the  said  Sanitary  Dis- 
trict until  such  suits  or  claims  for  damages, 
as  aforesaid,  shall  have  been  settled,  and 
evidence  to  that  effect  furnished  to  the  sat- 
isfaction of  the  said  Board  of  Trustees. 

F— 

Sanitary  District  Law— The  said  con- 
tractor hereby  agrees  to  .carry  on  all  the 
work  provided  for  in  this  contract,  in  strict 
conformity  to  the  requirements  of  the  law 
under  which  the  Sanitary  District  of  Chi- 
cago is  organized,  entitled  “An  act  to 
create  Sanitary  Districts  and  to  remove  ob- 
structions from  the  Desplaines  and  Illinois 
Rivers.”  Approved  May  29,  1889,  in  force 
July  1,  1889,  which  provides  in  Section  11, 
among  other  things,  that  “No  person  shall 
be  employed  on  said  work  unless  he  be  a 
citizen  of  the  United  States  or  has  in  good 
faith  declared  his  intentions  to  become  such 
citizen.  In  all  eases  where  an  alien  after 
making  his  declaration  of  intention  to  be- 
come a citizen  of  the  United  States  shall, 
for  the  space  of  three  months  after  he  could 
lawfully  do  so,  fail  to  take  out  his  final 
papers  and  complete  his  citizenship,  such 
failure  shall  be  prima  facie  evidence  that 
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his  declaration  ol  intentions  was  not  made 
in  good  faith;  and  that  eight  hours  shall 
•constitute  a day  s work.” 

■G — 

Tin? c— The  contractor  agrees  to  begin 
work  within*  fifteen  days  after  the  execu- 
tion of  this  contract.  He  agrees  to  carry 
it  on  at  such  points,  and  in  such  order  of 
procedure  as  the  Cliiet  Engineer,  shall  di- 
rect. . 

All  the  work  provided  to  be  done  under 
this  contract  shall  be  completed  and  ready 
for  inspection  on  or  before  the  30th  day  of 
April,  of  the  year  1896;  provided,  that  if 
for  any  reason  the  contractor  is  not  per- 
mitted by  the  Sanitary  District  to  begin  the 
main  excavation  of  the  said  channel  on  or 
before  the  1st  day  of  November,  1898, 
or  is  otherwise  delayed  by  it,  then 
the  said  Sanitary  District  agrees  to  extend 
the  time  for  the  completion  of  this  contract 
as  much  beyond  the  time  specified  for  its 
completion  as  the  time  of  beginning  the 
main  work  shall  be  subsequent  to  the  1st 
day  of  November,  1893,  and  for  such  other 
time  as  he  may  otherwise  be  delayed  by 
first  party. 

The  work  dpne  each  month  shall  not  be 
less  than  such  proportion  of  the  whole  | 
work  as  one  month  bears  to  the  total  num-  ! 
ber  of  months  agreed  upon  for  the  comple- 


two  months  after  notice  to  begin  shall  be 
considered  as  one  month,  and  the  last  two 
months  before  date  of  completion  as  one 
month;  and,  provided  further,  that  this 
rate  shall  not  be  required  if  at  any  time  the 
aggregate  work  done  exceeds  the  total  pro- 
portion due  to  the  time  that  has  passed 
since  notice  to  begin  work;  and  always 
provided  that  the  Sanitary  District  shall 
not  be  obligated  to  make  payment  in  excess 
of  the  above  monthly  proportion. 

H — 

Prices  —In  consideration  of  the  said  work 
being  carried  on  and  completed  in  time  and 
manner  as  hereinbefore  specified  the  said 
party  of  the  first  part  agrees  to  pay 
to  the  said  party  of  the  second  part  the 
following  amounts  for  each  kind  of  work, 
respectively,  and  the  said  party  of  the-  se  c- 
ond  part  agrees  to  receive  and  accept  the 
same  as  full  compensation  for  the  perform- 
ance of  the  work  including  the  furnishing 
of  the  material,  tools,  labor,  etc,  to-wit: 

<L—  For  each  cubic  yard  of  “glacial  drift” 


excavated,  as  per  the  terms  of  this  con” 

tract,  the  sum  of 

dollars  ($ ). 

h— For  each  cubic  yard  of  “solid  rock” 
excavated,  as  per  the  terms  of  this  con- 

l tract,  the  sum  of.. * 

| dollars  ($ ). 

c— For  each  cubic  yard  of  “dry  rubble 
| masonry”  measured  in  the  wall  (actual 

j geometric  contents)  the  sum  of 

dollars  ($ ). 

I— 

Time  and  Manner  of  Payment— It  is 
agreed  by.  the  party  of  the  first  part,  that 
on  or  before  the  10th  and  25th  days  of  each 
month,  during  the  progress  of  the  work, 
and  subject  to  the  provisions  hereinbefore 
specified  under  the  head  of  “Time,”  that 
payment  will  be  made  to  the  said  party  of- 
the  second  part  to  the  amount  of  8734  per 
cent,  of  the  contract  price  of  the  approxi- 
mate amount  of  work  done  during  the' pre- 
vious half  month,  upon  written  certificates 
from  the  Engineer  that  such  approximate 
amount  of  work  has  been  done  during 
that  period,  12)4  per  cent-  being  reserved 
until  the  completion  and  acceptance  of  , the 
whole  work. 

J— 

Grading  of  Prices— Since  the  nature  of 
the  material  to  be  excavated  under  the 
provisions  of  this  contract  is  such  that  the 
portion  lying  nearest  the  surface  can  be 
mere  cheaply  excavated  than  that  lying 
near  the  bottom,  it  is  hereby  agreed  by  the 
said  party  ot  the  second  part  that  if  his 
manner  of  conducting  the  work  is  such  that 
at  the  time  of  making  any  progress  estimate 
a markedly  greater  proportion  of  the  top 
material  fias  -been  excavated  than  of  the 
bottom  material,  then  the  Engineer  shall, 
in  making  such  estimate*),  ascertain  what 
amount  that  has  been  excavated  up  to  that 
time  of  any  particular  class  of  material 
lies  above,  and  what  below,  a horizontal 
plane  dividing  the  mass  of  said  class  of 
material  into  equal  parts;  and  if  the  upper 
poition  exceeds  the  lower,  then  the  total 
amount  of  material  found  to  have  been  ex- 
cavated previous  to  the  time  of  making  the 
estimate  shall  be  reduced  by  10  per  cent  of 
said  excess,  and  estimates  or  certificates  is- 
sued on  the  remainder,  with  the  percent- 
age deductions  provided  for  in  the  preced- 
ing Section  I. 
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K— 

Liquidated  Damages— It  is  agreed  by  the 
said  party  of  the  second  part  that  should  he 
fail' to  prosecute  or  complete  the  work  in 
time  and  manner  as  specified  herein,  and 
in  full  accordance  with  the  terms  of  this 
con  tract, Then  after  notice  in  writing  and 
failure  by  second  party  for  30  days  there- 
after to  comply  with  the  terms  hereof, 
said  first  party  may  declare  this  contract 
forfeited  if  there  is  substantial  failure  to 
comply  with  its  provisions,  and  in  such 
case  said  first  party  may,  at  its  election, 
terminate  this  contract,  and  in  such  case 
the  said  reserve  of.  12’ t per  cent,  to  be  for- 
ever retained  by  the  said  party  of-  the  first 
part  as  liquidated  damages  for  his  failure  ; 
to  so  prosecute  or  complete  said  work. 

L- 

CerUfijiate— On  all  the  work  provided  j 
for  in  this  contract  being  completed,  in 
accordance  with . the  contract,  and  to  the  . 
full  satisfaction  of  the  Chief  Engineer,  and  j 
on  its  being  inspected  by  him  and  a eertifi-  | 
cate  made  by  him  setting  forth  the  amount  j 
of  said  work,  and  that  the  said  work  has  j 
been  completed,  the  said  party  of  the  first 
part  agrees  to  pay  to  the  said  party  of  the 
second  part  the  amount  shown  to  be  due  to 
said  second  party  by  the  said  certificate  of 
the  said  Chief  Engineer,  including  the  12 1 
per  cent,  reserve. 

M— 

Failure  to  Complete— It  is  further  agreed 
by  the  said  party  of  the  second  part  that  if 
the  work  to  be  done  under  this  contract 
shall  be  abandoned,  or  if  it  shall  be  as- 
signed by  him,  or  if  he  loses  control  of  the 
work  from  any  cause,  exceptiug  acts  or 
God  and  the  public  enemy,  or  if  the  rate  of 
progress  is  not  such  as  to  insure  its  comple- 
tion within  the  tnfle  specified,  or,  if  at  any 
time  the  Engineer  shall  be  of  the  opinion, 
and  shall  so  certify  irt  writiug  to  the  said 
party  ot  the  first  part  that  said  work,  or 
any  part  thereof,  is  unnecessarily  and  un- 
reasonably delayed,  or  that  the  contractor 
is  wilfully  and  persistently  violating  any 
of  the  conditions. or  covenants  of  this  con- 
tract, or  is  fulfilling  said  contract  iu  bad 
faith,  the  said  party  of  the  first  part  shall 
have  the  power  to  notil  v said  contractor  to 
discontinue  all  work,  or  any  part  thereof, 
as  may  he  designated  by  said  party  of  the 
first  part,  and  the  said  party  of  tlie  first 
part  shall  thereupon  have  the  power  either 


to  complete  said  work  by  contract  or  to 
employ  such  men  and  teams,  and  to  obtain 
such  machinery,  implements  and  tools,  and 
to  purchase  such  material  as  the  said  Engi- 
neer may.  deem  necessary  to  complete  the 
work  herein  described,  or  any  part  thereof. 
And  in  so  doing  said  Engineer  may  use 
such  tools,  implements,  and  materials  as 
may  be  found  upon  the  line  of  said  work. 
The  cost  of  doing  such  work  shall  be 
charged  to  the  said  contractor,  and  the  ex- 
pense so  charged  shall  be  deducted  and 
paid  by  the  said  party  of  the  first  part  out 
of  such  moneys  as  may  be  due,  or  may  at 
any  time  thereafter  become  due,  to  said  Con- 
tractor, under  and  by  virtue  of  this  contract, 
or  any  part  thereof,  and  the  balance,  if  any* 
shall  be  paid  by  said  contractor  on  demand. 
A— 

Failure  to  Pap  Laborers— If  at  any- 
time during  the  progress  of  said  work  the  , 
said  contractor  shall  fail  or  neglect  to  payj 
for  labor  performed  or  material  furnished! 
upon  said  work,  for  10  days  after  it  shall' 
become  due,  then  the  party  of  the  first  part 
shall  have  power  to  pay  for  such  ldbor  or; 
such  material  out  of  any  money  or  moneys' 
that  may  be  due  to  said  contractor,  and  said 
amount  so  paid  shall  be  retained  outof  any 
money  due  or  to  become  due  to  said  con- 
tractor. 

In  any  such  case  the  party  of  the  first 
part  is  hereby  authorized  and  empowered 
by  the  said  party  of  the  second  part  to  as- 
certain the  amount,  or  amounts,  due  or 
owing  to  any  laborer  or  laborers,  from 
said  contractor,  in  such  manner  and^upon 
such  proof  as  it  may  deem  sufficient  and 
without  giving  any  notice  of  such  proceed- 
ings to  said'  contractor,'  and  the  amount  or 
amounts  so  found  by  the  said  party  of  the 
first  part  to  be  due  and  owing  {o  said  la- 
borer, or  laborers,  shall  be  final  and  con- 
elusive  as  against  said  contractor*  and  may 
thereat  ter  be  paid -over  by  the  said  first 
party  to  such  laborer  or  laborers. 

Final  Payment  — The  said  party  ot 
the  second  part  further  agrees  that  he 
shall  not  be  entitled  to  demand  or 
receive  final  payment  tor  any  portion 
of  the  aforesaid  work  or  materials  except 
in  the  manner  set.  forth  in  this  agreement, 
nor  until  each  and  all  of  the.  stipulations, 
heieinbefore  mentioned  are  complied  with* 
and  the  said  Chief  Engineer  shall  have 
given  his  certificate  to  that  effect;  where- 
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upon  the  said  party  of  the  first  part  will,  at 
the  expiration  of  thirty  (80)  days  after 
such  completion  and  the  delivery  of  such 
certificate,  pay,  and  it  hereby  binds  itself 
to  pay  the  said  party  ot'  the  second  part,  in 
cash,  the  whole  amount  of  money  accruing 
to  said  second  narty  under  this  contract, 
excepting  such  sum  or  sums  of  money  as 
may  be  lawfully  retained  under  any  of  the 
provisions  of  this  contract  hereinbefore  set 
forth.  Provided,  that  nothing  herein  con- 
tained shall  be  construed  to  effect  the  right 
hereby  reserved  of  the  said  party  of  the 
first'part  to  reject  the  whole  or  any  portion 
of  the  aforesaid  work  should  the  said  cer- 
tificate be  found  to  be  inconsistent  with  the 
terms  of  this  agreement  or  otherwise  im- 
properly given. 

Health  Regulations^-  Said  party  of  the 
second  part  agrees  to  introduce  and  enforce 

among employes,  such  regulatidnsiu 

regard  to  cleanliness,  the  care  of  dwellings 
andpremises  and  the  disposition  of  garb- 
age and  offal,  as  shall  conduce  to  their 
'health  and  tend,  to  prevent  the  inception 
and  spread  of  contagions  and  infectious  ! 
diseases  Aatnong  them,  to  make  provision  ! 
for  an  ample  supply  of  suitable  drinking  ! 
water,  and  to  take  such  means  as  shall  ef- 
fectually7 preyentthe  creation  of  a nuisance 
on  any  part  of  the  right  of  way  of  said 
Sanitary  District,  or  adjacent  thereto. 

In  Witness  Whereof,  on  the  day  and 
year  first  above  written,  the  said  the  Sani- 
tary District  of  Chicago  has  caused  this 
agreement  to  be  signed  by  its  President 
and  attested  by  its  Clerk,  and  its  corporate 
seal  to  be  hereto  affixed,  and  the  said  party 

of  the  second  part  has  hereunto  set ; . . . 

hand. . . and  seal. . 

The  Sanitary  District  of  Chicago, 
[seal.] 

By President. 

Attest: .-Clerk. 

[seal.] 

[seal.] 

[SE  A.L.  ] 

[seal.] 


The  following  is  the 

CONTRACTOR'S  BOND: 

Know  all  men  by  these  presents.  That 
we, 


of 

are  held  and  firmly  bound  unto  the  Sanita- 
ry District  of  Chicago,  in  the  penal  sura  of 


dollars,  lawful  money  of  the  United  States, 
for  the  payment  of  which  sum  of  money 
well  and  truly  to  be  made,  we  bind  our- 
selves, our  heirs,  executors  and  administra- 
tors, jointly  and  severally,  firmly  by  these 
presents. 

Sealed  with  our  seals  and  dated  this. .... 

day  of 

A.  D.  189.. 

The  condition  of  the  above  obligation  is 
such , that  whereas,  the’aboye  bounden. . . ., 


ha — entered  into  a certain  contract  with 
the  Sanitary  District  of  Chicago,  bearing 

date  the day  of 

A.  D.  189. .,  for  ex- 
cavating Section of  the  .Main 

Drainage  Channel  of  the  Sanitary  District 
of  Chicago,  and  building  certain  collateral 
works  in  connection  therewith  between 
the  center  of  Willow  Springs  Road,  Cook 
Cook  County,  Illinois,  and  Joliet.  Will 
County,  Illinois,  as  set  forth  in  said  con- 
tract   


No.iv,  if  the  said 

shall  in  ali  respects,  well  and  truly  keep 

and  perform  the  said  contract  on part, 

in  accordance  with  the  terms  thereof,  and 
the  plans  and- specifications  therein  con- 
tained and  referred  to,  and  in  the  time  and 
manner  therein  prescribed,  and  further 
shall  indemnify,  keep  and  save  harmless 
the  Sanitary  District  of  Chicago  against 
all  liabilities,  judgments,  costs,  damages 
and  expenses,  which  may  in  anywise  come 
against  said  Sanitary  District,  in  conse- 
quence of  the  granting  of  such  contract,  or 
which  may  in  anywise  result  from  the  care- 
lessness' or  neglect  of  said 


agents,  employes  or  workmen,  in  any  re- 
spect whatever,  or  which  may  result  on  ac- 
count of  any  infringement  of  any  patent, 
by  reason  of  the  materials,  machinery,  de- 
vice or  apparatus  used  in  the  performance 
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of  said  contract,  and,  moreover,  shall  pay 
to  said  Sanitary  District  any  sum  or  sums 
of  money  determined  by  the  Chief  Engi- 
neer to  be  due  said  Sanitary  District,  by 
reason  of  any  failure  or  neglect  in  the  per- 
formance of  the  requirements  of  said  con- 
tract, and  shall  pay  ail  claims  and  demands 
whatsoever,  which  may  accrue  to  each  and 
every  person,  who  shall  be  employed  by 


in  or  about  the  performance  of  said  con- 
tract, then  this  obligation  to  be  null  and 
void,  otherwise  to  remain  in  full  force  and 
effect. 

And  it  is  hereby  expressly  understood 
and  agreed , and  made  a condition  hereof, 
that  any  judgment  rendered  against  said 
Sanitary  District,  as  aforesaid,  in  any  suit 
for  damages  occasioned  by  the  carelessness 

or  neglect  of  said 

or agents, 

employes  or  workmen,  in  the  premises, 
when  notice  of  the  pendency  of  such  suit, 

shall  have  been  given  said 

shall  be 

conclusive  against  each  and  ad  parties  to 
this  obligation,  as  to  amount,  liability,  and 
all  other  things  pertaining  thereto. 

[seal.] 

[seal.] 

[seal.] 

[seal.] 

Approved 189. . 


Clerk. 

The  following  is  the 

FORM  OF  PROPOSAL: 

“ 1 o the  Board  of  Trustees  of  the  Sanitary 

District  of  Chicago: 

Gentlemen— The  undersigned  hereby 

certify  that have  examined  the 

plans  on  file  in  the  office  of  the  Chief  Engi- 
neer of  the  Sanitary  District  ofJDhicago, 
the  annexed  apecifications  and  forms  of 
contract  for  the  excavation  of  Sections  2,3, 
and  4,  a portioh  of  the  main  drainage  chan- 
nel of  said  Sanitary  District  as  therein  de- 
scribed, and  propose  to  do  all  the  work  and 
to  furnish  all  material,  tools,  explosives, 
labor  aud  all  appliances  and  appurtenances 
necessary  to  the  full  completion  of  the 
same,  atlhe  rates  and  prices  for  the  sev- 


[1898. 

eral  sections  of  said  work,  as  follows, 
to- wit: 

Contractor  is  to  furnish  and  operate 
pumping  plant  and  to  provide  all  other  ap- 
pliances for  doing  the  work,  and  to  dispose 
. of  all  material  in  spoil  banks  located  by 
the  contractor. 


retaining  walls. 
II.  c. 

Price  per  cubic  yard. 

CENTS. 

II 

• 

SOLID  ROCK.  | 

H.  b. 

Price  per  cubic  yard. 

1 

GLACIAL  DRIFT. 
II.  a. 

i 

1 

s 

I 

I 

1 

|j 

'number  OF 
SECTION. 

Cv' 

1 « 

i ~rf 

The  above  proposals  are  based  upon  the 
conditions  and  stipulations  made  in.  the 
advertisements  inviting  propoals  for  said 
work,  and  in  accordance  with  the  contract, 
specifications  and  plans  for  the  same  on  file 
in  the  office  of  the  Chief  Engineer  of  the 
said  Sanitary  District,  and,  should  the  said 
Board  of  Trustees  award  any  of  said  sec- 
tions of  said  work  to  the  undersigned,  then 
we  agree  to  enter  into  contract  for  the  same 
and  to  do  the  work  as  specified. 

In  accordance  with  the  requirements  of 
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said  advertisement  there  is  deposited  here- 
with the  sum  of dollars,  which, 

under  the  terms  of  the  advertisement,  en- 
title us  to  bid  on sections  of 

said  work,  the  same  to  be  refunded  to  us 
upon  the  faithful,  performance  of  all  the 
conditions  stipulated  in  the  said  advertise- 
ment for  proposals. 

It  is  further  agreed  that  should  the 
within  proposal  for  excavating  certain  sec- 
tions of  3aid  Main  Drainage  Channel  be 
awarded  to  us,  and  we  should  fail  or  neg- 
lect to  enter  into  contract  with  the  said 
Sanitary  District  in  the  time  and  in  the 
manner  required  by  the  said  advertisement 
for  proposals,  and  to  furnish  bonds  as 
therein  required  to  the  satisfaction  of  the 
said  Board  of  Trustees,  then  the  said  sum 

of dollars,  deposited  herewith, 

shall  become  forfeited  to  the  Sanitary  Dis- 
trict as  liquidated  damages. 


Name 

Address 

Name 

Address 

Name 

Address 

Name 

Address 

Note— Companies  or  firms  bidding  must 
give  the  individual  names  and  addresses  of 
the  persons  comprising  such  firms. 


Received  from  the  Sanitary  District  of 
Chicago  the  sum  deposited  with  the  above 
proposal,  the  same  being dollars. 


Chicago, 189. 


APPROXIMATE  QUANTITIES  OF  WORK. 


Excavation*  (Cubic  Yards.) 

1 

Retain-  j 
ing 

Walls.  | 

Cubic 

Yards. 

Filling 

Behind 

Retaining 

Walls. 

Cubic 

Yards. 

MAIN  CHANNEL. 

RIVER 

DIVR’SN. 

TOTALS. 

Glacial 

Drift. 

Solid 

Rock. 

Glacial 

Drift. 

Glacial 

Drift. 

Solid 

Rock. 

Section  No.  2 — 

725,509 

375,168 

107,872 

838,381- 

375,168 

32,670 

42,696 

Section  No.  3. . . . 

312  826 

792,140 

812  826 

792,140 

6,304 

28.696 

Section,  No.  4 — 

913,317 

317,485 

120  Q00 

1,033,317 

317,485 

47,492 

37,711 

Totals. . . — 

1,951,652 

1,484,793 

227,872 

2,179,524 

1,484,798 

86,468 

109,108 

PROJECT  FOR  ROAD  ALONG  THE  MAIN 
CHANNEL. 

Mr.  Kelly,  for  the  Joint  Committee  on 
Engineering  and  Finance,  presented  a 
report,  with  reference  to  and  accom- 
panied by  the  report  from  the  Chief 
Engineer,  submitting  a project  for  a road 
along  the  Main  Channel,  presented  and 
referred  to  that  Committee  at  the  meet- 
ing held  July  26,  1893,  (page  1352  of  the 
Procaedings);  and  the  report  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Bolden 
week,  moved  that  the  report  be  adopted, 
ordered  printed,  and  with  ^ enclosure, 
placed  on  file,  and  the  recommendations 
made  therein  concurred  in. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenw^eck,  Eckhart, 
Kelly,  Prendergast,  Russell  and  Wenter 
— seven  (7).  Nays — none. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 


adopted,  ordered  printed,  and  with  en- 
closure, placed  on  file,  and  the  recom- 
mendations made  therein  concurred  in. 

The  following  is 

THE  REPORT: 

‘•Chicago,  August  4,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitctry  District  of  Chicago: 

Gentlemen— The  Joint  Committee  on 
Engineering  and  Finance,  to  whom  wTas 
referred  the  letter  of  the  Chief  Engineer 
of  the  26th  alt.  in  regard  to  a road  along 
the  Main  Channel,  with  instructions  to 
report  back  at  the  next  meeting,  submits 
its  report  as  follows: 

We  recommend  that  the  project  of  the 
Chief  Engineer  be  approved,  both  as  to 
the  width  of  roadway,  and  as  to  the 
manner . of  executing  the  .same  by  the 
several  contractors,  under  the  provisions 
of  their  contracts  governing  extra  work. 
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The  Committee  is  of  the  opinion  that  so 
much  of  the  road  as  lies  below  the 
city  of  Lemont  should  be  constructed 
on  the  right  of  way  of  the  District  and 
to  the  west  of  the  Santa  Fe  Railway,  and 
that  the  roadway  between  Summit  and 
Lemont  should  be  constructed  along  the 
tow-path  of  the  Canal  as  near  as  practic- 
able. with  inlets  at  each  section.  The 
use  of  the  tow-path  will  probably  require 
the  consent  of  the  Canal  authorities,  and 
it  is  recommended  that  the  President 
secure  the  same  at  once. 

It  is  also  recommended  that  the  Chief 
Engineer  take  immediate  steps  to  secure 
the  construction  of  this  road  as  soon  as 
practicable. 

Respectfully  submitted, 

(Signed)  Thomas  Kelly, 

Wm,  Bolpenweck, 

B.  A.  Eckhart, 

John  J.  Altpeter, 

W.  H.  Russell; 

Joint  Committee  on  Engineering  and 

Finance 

CONDITION  OF  WORK  ON  ALFRED  HARLEV 
SECTION. 

The  Clerk  presented  a report,  with  one 
enclosure,  from  the  Chief  Engineer,  with 
reference  to  the  condition  .of  work  on 
Section  1 of  the  Main  Channel,  for  which 
Alfred  Harlev  is  contractor:  and  the  re- 
port and  enclosure  were  read. 

Mr.  Bolden  week,  seconded  by  Mr. 
Kelly,  moved  that  the  report  and  enclos- 
ure be  ordered  printed  hnd  referred  to 
the  Joint  Committee  on  Engineering  and 
.Finance,  with  instructions  to  report  back 
as  soon  as  possible. 

The  motion  prevailed  unanimously, 
and  the  report  and  enclosure  were  order- 
ed printed  and  so  referred. 

The  following  is 

THE  REPORT,  WITH  ENCLOSURE: 

‘‘Chicago.  August  3,  1893. 

To  the  Honorable,  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — The  estimates  on  Section 
No.  1,  Alfred  Harlev,  contractor,  up  to 
Julp  31.  show  a practical  abandonment 
of  the  River  Diversion  and  a rate  of  pro- 
gress on  Main  Channel  barely  one- ha' f of 
what  it  should  be.  I append  a com  muni 


cation  which  I have  addressed  to  the  said 
Harlev, 

Respectfully, 

(Signed)  Ish^m  Randolph, 

Chief  Engineer .” 


“Chicago,  Aug.  2,  1893. 

Alfred  Harlev , Esq.,  90- ~>  Sawyer  avenue , 

City: 

Gentlemen — Your  estimates  to  July 
31st  show  a practical  abandonment  of 
vour  River  Diversion  work  and  a rate  of 
progress  on  Main  Channel  which  is  bare- 
ly one-half  of  what  it  should  be.  I am 
therefore  obliged  to  advise  the  Board  of 
the  facts,  and  to  notify  you  that  further 
delay  of  this  kind  will  work  a forfeiture 
of  your  contract,  as  therein  provided. 

Yours  respectfully, 

(Signed)  Isham  Randolph, 

C)iief  Engineer .” 

CONDITION  OF  WORK  ON  L.  D.  CONNER  & 
CO.  SECTIONS. 

The  Clerk  presented  a report,  with  one 
enclosure,  from  the  Chief  Engineer,  with 
reference  to  the  condition  of  the  work 
on  Sections  A and  B.  of  the  Main  Chan- 
nel. for  which  L.  D.  Conner  & Co.  are 
contractors;  and  the  report  and  enclosure 
were  read. 

Mr.  Boldenweck.  seconded  by  Mr. 
Altpeter,  moved  that  the  report  and  en- 
closure be  ordered  printed  and  referred 
to  the  Joint  Committee  on  Engineering 
and  Finance,  with  instructions  to  report 
back  as  soon  as  possible. 

The  motion  prevailed  unanimously, 
and  the  report  and  enclosure  were  or- 
dered printed  and  so  referred. 

The  following  is 

THE  REPORT,  WITH  ENCLOSE  RE : 

“Chicago,  August  3, 1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— The  rate  of  progress  made 
bv  Messrs.  L.  D.  Conner  & Co.  on  River 
Diversion  on  Sections  A and  B.  as  shown 
by  estimates  under  date  of  July  31st,  is 
not  what  it  should  be,  in  fact  for  the  last 
two  weeks  it  fell  nearly  30  per  cent,  be- 
hind the  required  output.  I attach 
hereto  a copy  of  a letter  which  1 have 
addressed  to  L.  D.  Conner  & Co. 

Respectfully  submitted’ 

(Signed)  Isham  Randolph. 

Chief  Engineer. 


August  4,] 

“Chicago,  August  3,  1893. 

Messrs.  L.  V.  Conner  & Co Willow 

Springs,  Illinois: 

Gentlemen — Yqur  estimates  for  river 
diversion  work  up  to  July  31st  make  a 
very  discouraging  exhibit  as  your  total 
output  on  Sections  A and  B is  only 
11,815  cubic  yards  for  fifteen  days’  work, 
whereas  it  should  have  been  nearly 
51,000  cubic  yards,  showing  that  your 
rate  of  progress  hardlv  reached  20  per 
cent,  of  what  it  should  be.  Unless  you 
can  give  us  such  evidences  of  your  imme- 
diate ability  to  meet  the  requirements 
which  are  necessary,  we  shall  have  to 
take  your  river  diversion  in  hand,  and 
prosecute  it  at  your  expense. 

Yours  respectfully. 

(Signed)  Isham  Randolph, 

Chief  Engineer." 

VISITING  ENGINEERS’  INSPECTION  OF  MAIN 
CHANNEL. . 

Mr.  Eckhart,  Chairman,  iViade  a verbal 
report  from  the  Joint  Committee  on  Fin- 
ance and  Engineering,  with  reference  to 
the  communication  from  O.  Chanute. 
Chairman  of  the  General  Committee  of 
Engineering  Societies,  World’s  Colum- 
bian Exposition,  suggesting  an  in- 
spection of  the  Main  Channel  by  the  vis- 
iting engineers  now  attending  the  Engi- 
neering Congress,  stating  that  the  Com- 
mittee had  appointed  a sub-committee, 
consisting  of  the  President.  Clerk  and 
Chief  Engineer,  who  had  made  arrange- 
ments and  sent  out  invitations  to  the  vis- 
iting engineers  for  the  trip  suggested 
over  the  “Santa  Fe  Route”  on  Monday, 
August  7,  1893,  at  10  o’clock  A.  M. 

RECESS. 

On  motion  of  Mr.  Prendergast.  sec- 
onded bv  Mr!  Boldenweck.  the  Board 
then  took  a recess  until  1:30  o’clock  P. 
M.  the  same  day. 

On  reassembling  at  the  close  of  the  re- 
cess at  1:30  o’clock  P.  M.,  on  roll-call 
Messrs.  Altpeter,  Boldenwpck.  Kelly, 
Russell  and  Wenter— five  (5)  members, 
were  present. 

On  motion  of  Mr.  Boldenweck,  sec- 
onded by  Mr.  Russell,  the  Board  then 
took  a further  recess  until  2 o’clock  P.  M. 

On  reassembling  at  the  close  of  the  re- 
cess at  2 o’clock  P.  M.,  on, roll-call  Messrs. 
Altpeter,  Boldenweck,  Kelly,  Russell 
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and  Wenter— five  (5)  members,  were 
present 

On  motion  of  Mr.  Kelly,  seconded  by 
Mr.  Russell,  the  Board  again  took  a 
recess  until  2:15  o’clock  P.  M. 

On  re-assembling  at . the  close  of  the 
recess  at  2:15  o’clock  P.  M.,  on  roll-call,, 
Messrs.  Altpetbr,  Boldenweck,  Kelly, 
Russell  and  Wenter — five  (5)  members, 
were  present. 

AGREEMENT  WITH  SANTA  FE  RAILWAY 
FOR  BRIDGE  AND  CROSSING 
NEAR  LEMONT. 

Mr.  Kelly  then  presented  an  order,-  ac- 
companied by  a form  of  agreement,  being 
a stipulation  with  the  Atchison,  Topeka 
& Santa  Fe' Railroad  Company  etal.,  with 
reference  to  a bridge,  and  the  crossing 
of  the  line  of  said  company  near  Le- 
mont  by  the  river  diversion:  and  the 
order  and  accompanying  agreement  were 
read. 

Mr.  Kelly,  seconded  by  Mr,  Bolden- 
weck, moved  that  the  order  be  adopted, 
and  with  accompanying  agreement,  be 
ordered  printed  and  placed  on  file,  and 
the  President  and  Clerk  authorized  and 
directed  to  execute  the  said  agreement 
with  the  Atchisbn,  Topeka  & Santa  Fe 
Railroad  Company  et  al. , as  provided  in 
the  order. 

On  roll  call  the  vote  stood:  Yeas— > 
Mbssrs.  Altpeter,  Boldenweck,  Kelly, 
Russell  and  Wenter— five  (5).  Nays — 
None. 

Upon  w’hich  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and,  with  accompanying  agree- 
ment, ordered  printed  and  placed  ,on 
file,  and  the  President  and  Clerk  author- 
ized and  directed  to  execute  said  agree- 
ment ivith  the  Atchison,  Topeka  & Santa 
Fe  Railroad  Company  et  al.?  as  provided 
in  the  order. 

The  following  is 

THE  ORDER: 

“ Ordered , That  the  President  and 
Clerk  of  the  Board  be  authorized  and  in- 
structed to  enter  into  the  stipulation  and 
agreement  hereto  attached  with  the 
Atchison,  Topeka  *&  Santa  Fe  Railroad 
Company  and  the  Chicago,  Santa  Fe  Sc 
California  Railway  Company  with  refer- 
ence  to  the  crossing  of  the  River  Diver- 
sion near  Lemont,  Illinois,  over,  through 
and  across  certain  property  in  which 
said  railway  companies  are  interested, 
and  with  reference  to  the  settlement  of 
certain  other  questions  between  said 
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Sanitary  District  and  said  railway  com- 
panies.’’ 


The  following  is 

THE  AGREEMENT: 

“Sanitary  District  of  Chicago 
vs. 

Chicago,  Santa  Fe  & Cali- 
fornia Railway  Company. 

Farmers’  L .an  and  Trust 
Company.  Boston  Safe  De- 
posit and  Trust  Company, 

Atchison,  Topeka  & Santa 
Fe  Railroad  Company. 

Whereas,  ThejSanitary  District  of  Chi- 
cago has  heretofore  filed  its  two  certain  pe- 
titions in  the  Circuit  Court  of  Cook  County 
in  cases  numbered  respectively  115,525  and 
116,049  for  the  condemnation  of  certain 
property  in  which  the  Chicago,  Santa  Fe 
& Californ  ia  Railway  Company,  the  Bos- 
ton Safe  Deposit  and  Trust  Company,  the 
Farmers’  Loan  and  Trust*  Company,  and 
the  Atchison,  Topeka  & Santa  Fe  Railroad 
Company  are  interested  and  made  defend- 
ants, in  which  s lid  petitions  the  Sanitary 
District  of  Chicago  seeks  to  condemn  the 
property  in  said  petitions  described  for  the 
uses  and  purposes  set  forth  in  said  petitions, 
and  asks  that  ihe  compensation  to  be  made 
to  the  owners  of,  or  persons  interested  in 
said  described  premises  on  accountof  the 
taking  thereof  by  the  Sanitary  District  of 
Chicago  for  said  purposes,  may  be  deter- 
mined, and  .such  further  proceedings  be 
had  therein  as  are  provided1  by  law. 

And  Whereas,  Said  causes  have  been 
removed  from  said  Circuit  Court  of  Cook 
County,  to  the  United  States  Circuit  Court 
for  the  Northern  Division  of  the  Northern 
District  of  Illinois,  on  petition  of  the  Atchi- 
son, Topeka  & Santa  Fe  Railroad  Com-, 
pany;  and, 

Where  as.  The  Sanitary  Districtof  Chi 
cago  by  reason  of  theneceessity  for  an  early 
construction  of  the  diversion  of  the  Des- 
plaines  River  through  said  property,  de- 
sires permission  to  enter  at  once  on  said 
property  for  the  purpose  of  constructing 
said  diversion  in  accordance  with  the  plans 
and  specifications  hereto  attached,  and 
marked  “Exhibit  A.’’  and  made  a part  of 
this  agreement;  and, 

Whereas.  The  Atchison,  Topeka  & 
Santa  Fe  Railroad  Company  is  now  in  pos- 


session of  all  of  said  premises,  and  is  oper- 
ating its  main  line  through  a portion  there- 
of, making  it  necessary  in  the  construction 
of  said  river  diversion  to  provide  for  the 
construction  of  the  bridge  and  road-bed 
shown  in  said  “Exhibit  A,”  in  such  man- 
ner as  not  to  cause  any  interruption  to  the 
use  by  said  railroad  company  of  said  main 
line. 

Nowr,  Therefore,  It  is  hereby  stipu- 
lated and  agreed  by  and  between  the  Sani- 
tary District  of  Chicago,  party  of  the  first 
part,  and  the  Atchison,  Topeka  & Santa 
Fe  Railroad  Company,  and  the  Chicago, 
Santa  Fe  & California.  Railway  Company, 
parties  of  the  second  part,  that  said  Sani- 
tary District  shall  have  immediate  posses- 
sion of  so  much  of  said  premises  as  is  neces- 
sary for  the  construction  of-  said  river  di- 
version, excepting,  however,  the  present 
road-bed  and  track  on  the  main  line  of  said 
railroad  company,  which  shall  not  be  dis- 
turbed until  the  completion  of  the  bridge 
and  road  bed,  together  with  the  tracks 
thereon  ready  for  use  by  said  railroad  com- 
pany, as  shown  by  said  “Exhibit  A;”  that 
such  possession  and  use  of  said  premises 
by  said  Sanitary  District  of  Chicago  is 
given  up  on  the  express  understanding  that 
the  same  shall  be  used  for  such  river  diver- 
sion only,  and  that  such  possession  and 
use  shall  be  full  and  compute  for 
such  purpose  within  the  limits  here- 
in specified  until  such  time  as 
said  Sanitary  District  shall  enter  upon  the 
trial  in  court  of  proceedings  /to  condemn 
oilier  portions  of  said  railroad  company’s 
right  of  way,  and  thereupon  the  rights  of 
the  parties  hereto  regarding  the  premises 
described  in  the  petitions  hereinabove  re- 
ferred to,  and  all  questions  arising  there- 
under, shall  be  determined  as  part  and 
parcel  of  such  further  proceedings  to  bo 
instituted  to  condemn  other  premises  of 
said  railroad  company,  and  that  all  said 
questions  regarding  the  premises  described 
in  the  two  petitions  herein  referred  to 
shall  be  heard  and  determined  as  though 
the  possession  herein  provided  for  had  not 
been  granted  or  had,  and  the  rights  of  both 
the  parties  hereto,  shall  be  determined 
without  any  prejudice  whatsoever  by  rea- 
son of  such  occupation  by  said  Sanitary 
District  and  the  construction  of  said  river 
diversion. 

It  is  further  hereby  mutually  agreed 
that  so  soon  as  the  said  Sanitary  District 
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of  Chicago  shall  determine  what  property 
belonging  to,  or  used  by  the  said  parties  of 
the  second  part,  it  will  be  necessary  for  the 
said  Sanitary  District  to  acquire  or  use  for 
the  complete  construction  of  the  channel 
and  other  works  .which  said  Sanitary  Dis- 
trict is  authorized  to  construct,  said  San- 
itary District  shall  submit  a.  description 
and  plat  thereof  to  said  parties  of  the  sec- 
ond part  with  a view  to  an  earnest  en- 
deavor being  made  by  all  the  parties  hereto 
to  adjust  said  matters  without  litigation, 
and  in  case-  of  failure  to  arrive  at  such 
adjustment,  that  then  and  in  that  case  all 
said  matters,  including  the  questions  in- 
volved with  reference  to  the  property 
described  in  the  two  above  mentioned  peti- 
tions, shall  be  heard  and  determined  in  one 
proceeding,  but  it  is  expressly  understood, 
that  nothing  herein  shall  prevent  the 
court  from  requiring  the  jury  to  make 
separate  findings  as  to  the  compensa- 
tion to  be  awarded  for  the  interest 
taken  by  the  said  Sanitary  District  as  to 
each  particular  portion  of  the  property  of 
said  parties  of'  the  second  part  that  may  be 
takeh  in  such  proceeding.  And  in  case 
the  court,  directs  separate  findings  each 
party  may  have  the  right  to  move  for  a new 
trial  as  to  any  one  or  more  of  said  particular 
portions,  for  which  separate  compensation 
has  been  found,  and  any  action  of  the 
court  on  any  such  motion  or  motions  shall 
not  affect  the  verdicts  or  findings  as  to  the 
other  particular  portions,  and  if  no  motion 
for  new  trial  is  made  by  either  party  as  to 
a given  portion  or  portions  or  being  made 
by  either  party  is  overruled’,  then  the  court 
may  enter  judgment  as  to  such  portion  or 
portions  and  the  rights  of  each  of  said 


parties  as  to  such  portion  shall  be  the  same 
as  if  there  was  a separate  proceeding'  to 
condemn  such  particular  portion. 

Said  Sanitary  District  of  Chicago  hereby 
agrees  at  its  own  cost  and  expense  to  con- 
struct the  bridge  and  roadbed  aforesaid,  with 
all  necessary  tracks  and  connections  com- 
plete and  ready  for  use  by  said  party  of  the 
second  part,  and  that  in  the  construction  of 
the  same  it  will  avoid  any  interference  with, 
or  interruption  of,  the  use  by  said  Atchison, 
Topeka  & Santa  Fe  Railroad  Company  of 
its  present  main  line  until  the  completion 
of  said  bridge  and  road-bed,  and  that  the 
interruption  necessary  to  make  the  connec- 
tion between  the  present  line  and  the  said 
railroad  on  said  bridge  and  road-bed,  shall 
be  made  in  a manner  and  at  a time  to 
cause  as  little  interruption  as  possible  of 
the  business  of  said  Atchison,  Topeka  & 
Santa  Fe  Railroad  Company;  the  detail 
plans  for  said  bridge,  road-bed  and  connec- 
tions to  be  submitted  to,  and  receive  the 
approval  of,  the  engineer  of  the  Atchison, 
Topeka  & Santa  Fe  Railroad  Company, 
and  said  work  to  be  done  subject  to  his 
approval. 

Ix  Witness  Whereof,  The  said  par- 
ties hereto  have  caused  these  presents  to  be 
signed  by  their  respective  officers  thereunto 

duly  authorized,  this  day  of 

August,  A.  D.,  1893.” 

ADJOURNMENT. 

On  motion  of  Mr.  Bolden  week,  sec- 
onded by  Mr.  Russell,  the  Board  then 
adjourued. 

Thos.  F.  Judge, 
Clerk . 
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PROCEEDINGS 

—OF  THE— 

Board  of  Trustees, 

—OF  THE— 

Sanitary  District  of  Chicago. 


AUGUST  9,  1893. 


OFFICIAL  RECORD. 

I Published  by  authority  of  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago.) 


REGULAR  MEETING. 

The  one  hundred  and  eighty*  second 
regular  meeting  of  the  Board  of  Trus- 
tees of  the  Sanitary  District  of  Chicago 
was  held  in  their  rooms,  Rialto  Building, 
Wednesday,  August  9,  1893,  at  2 o’clock 
P.  M. 

President  Wenter  called  the  Board  to 
order. 

On  roll-call  Messrs.  Altpeter,  Bolden- 
weck,  Cooley,  Eckhart,  Kelly,  Russell 
and  Wenter— seven  (7).  and  subsequently 
Mr.  Prendergast,  making  a total  of  eight 
(8)  members,  were  present. 

MINUTES. 

The  minutes  of  the  regular  meeting, 


held  August  2,  1893,  and  of  the  ad- 
journed session  of  the  same  regular 
meeting  held  August  4,  1893,  were  ap- 
proved as  printed,  on  motion  of  Mr. 
Kelly,  seconded  by  'Mr.  Boldenweck. 

MESSAGE  OF  THE  PRESIDENT  ON  POSSESS- 
ION OF  BRIDGEPORT  PUMPS. 

The  President  presented  a message 
with  reference  to  the  turning  over  of  the 
Bridgepart  pumps  by  the  city  to  the  Sani- 
tary District,  and  recommending  the  ap- 
pointment of  a CoYnmittee  to  confer  with 
the  Mayor  of  Chicago  on  that  subject; 
and  the  message  was  read. 

Mr.  Kelly  seconded  by  Mr.  Eckhart. 
moved  that  the  message  be  ordered 
printed  and  placed' on  file,  and  the  recom- 
mendations made  therein  concurred  in. 

The  motion  prevailed  unanimously, 
and  it  was  so  ordered. 

The  President  then  appointed  Mctsis. 
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Kelly,  Eckhart  and  Russell  as  the  Com- 
mittee to  wait  on  the  Mayor  of  Chi- 
cago on  the  subject  mentioned  in  the 
message. 

The  following  is 

THE  MESSAGE: 

“Chicago,  August  9,  1893. 
To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — During  the  month  of 
February,  in  1892,  your  Hororable  Board 
had  a special  commit  ee  appointed  to 
confer  with  the  city  auinonties  on  the 
subject  of  affording  temporary  relief  by 
having  the  capacity  of  the  pumping 
works  at  Bridgeport  increased,  and  if 
necessary  raising  the  banks  of  the  Illinois 
and  Michigan  Canal  at  various  points  be- 
tween Ashland  avenue  and  a point  about 
a mile  above  Lockport.  The  question 
was  discussed  at  said  conference  of  hav- 
ing the  city  authorities  turn  the  pumping 
works  over  to  the  Sanitary  District,  giv- 
ing us  the  power  to  run  skid  pumps  and 
increase  their  capacity,  thereby  some- 
what bettering  the  condition  of  the  Chi- 
cago River. 

That  special  committee,  so  appointed 
by  the  Board,  expressed  themselves  as 
willing  to  have  said  pumping  station 
turned  over  to  the  Sanitary  District. 
The  city  authorities,  however,  were  not 
quite  ready  to  do  so,  as,  shortly  thereafter, 
the  Common  Council  made  an  appropia- 
tion  of  a certain  sum  to  increase  the 
capacity  of  said  pumping  station.  The 
Commissioner  of  Public  Works  later  on 
sent  a number  of  communications  to  this 
Board  which  are  on  record  in  our  pro- 
ceedings, stating  that  said  authorities 
had  entered  into  a contract  with  certain 
parties  to  have  a number  of  new  pumps 
constructed,  and  that  all  of  said  pumps 
would  be  in  position  before  the  spring  of 
1893. 

On  receipt  of  these  communications, 
whereby _the  city  authorities  took  hold  of 
the  matter,  the  Sanitary  District  did 
nothing  further,  as  the  question  of  tem- 
porary relief  was  considered  settled 

The  bad  condition  of  the  Chicago  River 
during  the  spring  and  summer  has 
brought  about  an  agitation,  voiced  by 
the  public  press,  that  the  Sapitary  Dis- 
trict should  take  charge  of  said  pump- 
ing works  and  do  what  is  possible  to 
ameliorate  said  cendition. 

I would  therefore  recommend  to  your 
Honorable  Board  that  a committee  of 
three  be  appointed  to  call  upon  His 
Honor,  Mayor  Carter  11.  Harrison,  to  see 


what,  if  any,  arrangements  can  be  made 
to  have  said  pumping  station  turned  over 
to  the  Sanitary  District.  If  any  arrange- 
ments are  to  be  made  they  must  be  made 
within  a short  time  so  as  to  enable  the 
Sanitary  District  to  make  the  necessary 
preparation  for  the  increased  pumping 
capacity.  The  time  required  to  put  in 
additional  machinery  may  be  from  three 
to  five  months.  Consequently,  in  order 
to  be  ready  for  next  spring  action 
must  be  taken  at  once  to  accomplish 
that  end. 

Respectfully  submitted, 

(Signed)  Frank  Wenter, 

President.” 


vouchers. 

The  Clerk  presented  the  following  vouch* 
ers : 

ENGINEERING  DEPARTMENT. 

Construction  Account— 

Alfred  Harlev,  (Sec.  1, 

July  81,  ’93) $ 3,313  88 

Agnew  & Co.  (Sec.  5, 

August  l,  ’93) 1,299  37 

Agnew  & Co.  (Sec.  6, 

August  1,  ’93  j 3,582  87 

Agnew  & Co.  (Sec.  7, 

August  1,  ’93) 3,267  08 

Agnew  & Co.  (Sec.  8, 

August  1,  ’93) 3,904  75 

Agnew  & Co.  (Sec.  9, 

August  1,  ’93) 3 699  89 

E.  D.  Smith  & Co.  (Sec. 

10,  August  1,  ’93) 6,965  (50 

Mason,  Hoge  & Co. 

(Sec.  11,  Aug.  1,  ’93).  11,178  46 
Mason,  Hoge  & Co. 

(Sec.  12,  Aug.  1,  ’93) . 11,056  93 
Mason,  Hoge  & Co. 

(Sec.  13,  Aug.  1,  ’93).  13,866  12 
McCormick  Const.  Co. 

(Sec.  14,  Aug.  1,  ’93)  6,937  75 

L.  D.  Conner  & Co. 

(Sec.  A.,  Aug.  1, ’98)  1,667  30 
L.  D.  Conner  & Co. 

(Sec.  B.,  Aug.  1,  ’93/  1,321  85 
Western  Dredging 
and  Impt.  Co.(Sec.  C.t 

August  1, ’93) 1,936  78 

E.  D.  Smith  & Co.  (Sec. 

D.  August  1.  ’93) 3,935  36 

Streeter  & Kenefiek, 

(Sec.  E..  Aug.  1, ’93).  11.441  01 
Ricker.  Lee  & Co. 

(Sec.  F.,  Aug.  1,  ’93).  1,964  87 

$88,238  77 

ENGINEERING  DEPARTMENT. 

J.  R.  Davis  & Son, 

(test pits) $ 70  00 

J.  R.  Davis  & Son, 

(test  pits) 211  00 

.1.  R.  Davis  & Son, 

(test  pus). 255  40 


$ 536  40 
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CLERICAL  DEPARTMENT. 

John  Morris  Co.  (sta- 
tionery;  $ 3 50 

Bradner  Smith  & Co. 

(Stationery) 2 00 

J.  Underwood  & Co. 

(stationery) 9 90 

7—  $ 15  40 


I. AW  DEPARTMENT. 

Orrin  N.  Carter,  (ex- 
pense)  $ 39  65 

GENERAL  ACCOUNT. 


Arcade  Lunch  Co.  (ex- 
pense, engineers’ 

trip) 

The  Cigar  Supply 
Co.  (expense,  engi- 
neers’ trip).... 


$ 350  00 
72  00, 


$ 


422  CO 


Grand  total 


$89  252  22 


Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
weck, moved  that  the  vouchers,  as  read 
and  shown  above,  be  approved  and 
ordered  paid. 


On  rt)il  call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly.  Prendergast,  Russell  and 
Wen  ter — eight  (8).  Nays — None. 

Upon  which  result  the  Prfsident  de- 
clared the  motion  carried,  and  Requisi- 
sition  No.  358,  for  the  Engineering  De- 
partment, as  read  and  shown  above,  al- 
lowed. 

Mr.  Boldenweck,  seconded  by  Mr.  Kel- 
ly, moved  that  Requisitions  Nos.  902  to 
907,  both  inclusive,  for  the  Police  De- 
partment, as.  read  and  shown  above,  be 
allowed. 

On  roll  call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly-.  Prendergast,  Russell 
and  Wen  ter — eight  (8).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  Requisi- 
tions Nos.  903  to  907,  both  inclusive,  for 
the  Police  Department,  as  read  and  shown 
above,  allowed. 

WEEKLY  REPORT  ON  EMPLOYES. 


0 On  roll  call  .the  vote  stood:  Y"eas — 
Messrs.  Altpeter,  Boldenweck.  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell  and 
Wenter— eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  vouch- 
ers, as  read  and  shown  above,  approved 
and  ordered  paid. 


The  Clerk  presented  a report,  in  ac- 
cordance with  the  rules,  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  August  5, 
1893. 

The  same  was  read,  and,  by  unanimous 
consent,  wafe  ordered  printed  -and  placed 
on  file. 


REQUISITIONS. 

The  Clerk  presented  the  following 
requisitions: 

No,  358.  Engineering  Depart- 
ment, (lumber  and  nails  lor 

bridge  repairs).... $ 268  73 

No.  902,  Police  Department,  (gen- 
eral stationery) 91.20 

No.  903,  Police  Department,  (fur- 
niture for  stations) 351.32 

No.  904,  Police  Department,  (fur- 
niture for  stations) 322.00 

No.  905,  Police  Department, (feed 

for  horses). 36.70 

No.  9f  6,  Police  Department, 

(horses,  wagons  and  equip- 
ment)  482.50 

No.  907.  Police  Department, 

(stars,  belts  and  batons) 122.50 

Total 81.674.95 


The  following  is 

the  report: 

•‘Chicago.  August  2,  1893. 

7o  the  Honorable  the  Board  of  Trustees 
0]  the  Sanitary  District  of  Chicago: 

Gentlemen— I beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  August 
5,  1893.  as  the  same  have  been  reported 
to  me  : 


Engineering  Department 90 

Clerical  Department 3 

Treasury  Department 1 

Law  Department 7 

Total  employes 101 


Respectfully  submitted, 
(Signed)  Thos.  F.  Judge, 

Clerk." 


Mr.  Kelly,  seconded  by  Mr.  Coolev, 
moved  that  Requisition  No.  358,  for  the 
Engineering  Department,  as  read  and 
shown  above,  be  allowed. 


MONTHLY  R I4 PORT  FROM  CLERICAL  DE- 
PARTMENT. 

The  Clerk  presented  a report  from  the 
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Clerical  Department  for  the  month  of 
July,  1893. 

The  same  was  read  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

the  report: 

“Chicago,  August  9,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — I have  the  honor  to  here- 
with report  that  the  total  amount  ex- 
pended on  account  of  and  charged  to  the 
Clerical  Department  during  the  month  of 
July,  1893,  was  1820.83,  divided  as  fol- 
lows: 


Salaries $ 764.16 

Stationery 4.42 

General  expenses 62.25 


Total $820.83 


There  are  no  outstanding  liabilities,  and 
the  expenses  for  the  present  month  will, 
from  present  indications,  be  about  $800. 

The  total  amount  expended  and 
charged  to  the  General  Account  during 
the  month  of  July,  1893,  was  $5,296.31, 
divided  as  follows: 


Salaries $2,633  33 

Fittings  Hoard  Room 298  00 

Printing  and  Stationery 186  81 

Rent  and  Janitor  Service 2 115.00 

General  expenses 213.67 

Total  $5.296  31 


There  are  no  outstanding  liabilities 
against  the  General  Account,  and  the 
expenses  for  the  present  month  >vili  be 
about  $3,500. 

Respectfully  submitted, 

(Signed)  Thos.  F.  Judge, 

Clerk.” 

ADDITIONAL  MACHINERY  ON  AGNEW  & 
CO.’S  SECTIONS. 

The  Clerk  presented  a report  from  the 
Chief  Engineer  with  reference  to  the 
condition  of  work  and  additional  ma- 
chinery proposed  to  he  used  by  Agnew 
& Company  on  Sections  5 to  9 on  the 
Main  Channel,  being  supplemental  to  the 
report  on  the  same  subject  presented  at. 
the  meeting  held  August  2,  1893,  (page 
1359  of  the  Proceedings);  and  the  report 
was  read . 

Mr.  Kelly,  seconded  by  Mr.  Eckhart, 


moved  that  the  report  be  ordered 
printed  and  referred  to  the  Joint  Com- 
mittee on  Engineering  and  Finance. 

The  motion  prevailed  unanimously 
and  the  report  was  ordered  printed  and 
so  referred. 

The  following  is 

THE  report: 

“Chicago,  August  7,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — I have  to  inform  you  that 
I am  advised  the  negotiations  between 
Agnew  & Co.  and  Mr.  Bates  for  putting 
in  the  hydraulic  dredge  to  work  on  Sec- 
tions 5 and  6,  are  off,  and  so  far  as  I am 
advised  there  is  no  immediate  prospect  of 
better  progress  upon  these  two  sections 
than  has  been  made  heretofore.  This  is 
very  unfortiinate  for  the  work,  and  un- 
less it  is  soon  remidied  some  radical  ac- 
tion must  be  taken  to  bring  about  a bet- 
ter condition  of  affairs. 

Respectfully  submitted, 

(Signed)  Isham  Randolph, 

Chief  Engineer  ” 

MONTHLY  REPORT  tfROM  ENGINEERING 
DEPARTMENT# 

The  Clerk  presented  a report  (en- 
closing classified  statement)  from  the 
Engineering  Department  for  the  month 
of  July,  1893. 

The  same  was  read,  and,  by  unani- 
mous consent,  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT,  WITH  ENCLOSURES: 
“Chicago,  August  9,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen  — I herewith  transmit  the 
reports  of  Divisions  1,  2 and  3,.  showing 
the  detailed  operations  of  the  Engineer- 
ing Department  for  the  month  of  July, 
including  a table  giving  the  rate  of  prog- 
ress on  the  several  contracts;  also  a clas- 
sified statement  of  expenses  in  the  usual 
form. 

Expenses  for  the  month  of  July  were 
as  follows ; 


August  9,] 


—1390— 


[1893. 


Contractors  estimates $132,462  43 

Pay  rolls 10,113.26 

Material,  etc 1,007.63 

Total .$143,583.32 


I estimate  the  expenses  for  August  will 
be  $185,000,  including  contractor's  esti- 
mates. 

Respectfully  submitted. 

(Signed)  Thos.  T.  Johnston, 

Acting  Chief  Engineer. 


(Enclosures.) 

‘•Chicago,  August  8,  1893. 

I sham  Randolph , Esq.,  Chief  Engineer : 

Dear  Sir  — I herewith  submit  the  fol- 
lowing report  for  the  month  of  July: 


Payrolls $ 5,672.62 

Contractor’s  estimates 132,462.43 

Total $138,135.05 


AMOUNT  OF  WORK  DONE  TO  AUGUST  1,  1893: 


SECTION. 

Main  Channel. 

River  Diversion. 

River 

Levee. 

Glacial 

Drift 

Solid 

Rock. 

Glacial 

Drift. 

Solid 

Rock. 

Glacial  Drift. 

Section  A 

6,222 

7,822 

25,000 

Section  JB 

Section  C.  . 

Section  D 

44,557 
181,649 
12  219 
28.622 
27  600 
66,800 

44.200 

56.800 

60.800 
19.700 

7,500 

11,000 

20.200 
37  800 
21  900 
32,822 
30,800 

Section  E 

Section  F 

40  921 

Section  1 

6,876 

29,500 

Section  2 

Section  3 

Section  4 

Section  5 

Section  6 

Section  7 

10,340 

14760 

26,470 

48.570 

98,180 

184,300 

184,900 

52,900 

11,800 

48,900 

37,700 

27.400 

2,600 

12.190 

54,200 

4,690 

38,240 

4,810 

Section  8 . . . 

Section  9 

Section  10 

Section  11 

Section  12 

Section  13 

Section  14 

Totals 

704.969  1 570,420 

202,820 

114,130 

40.92]. 

Main  Channel,  glacial  drift 704,969 

Main  Channel,  solid  rock 570,420 

River  Diversion,  glacial  drift 202,820 

River  Diversion,  solid  rock 114.130 

River  Levee,  glacial  drift 40  921 

Total  amount  of  estimates  paid  previous  to  August  1, 18p3. $593  058  66 
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Sec. 


A. 

B. 

C. 

D. 

E. 

F. 
1. 
2. 

3. 

4. 

5. 

6. 

7. 

8. 
9. 
10. 
11. 
12. 

13. 

14. 


Contractor. 

Total  amount 
done  Aug.  1, 
1898.  • 

Av.  monthly 
amt  called 
for  in  con- 
tract. 

Total  amount 
required  to 
be  done 
Aug.  1, 1893. 

Amount  be- 
hind as  per 
contract 
Aug.  1,  1893. 

Amo’nt  ahead 
as  per  con- 
tract, Aug. 
1,  1893. 

L.  D.  Conner  & Co 

L.  D.  Conner  & Co 

Western  Dredg  & Imp  CO 

E.  D.  Smith  & Co ... 

Streeter  & Kenefick ...... 

Ricker,  Lee  & Co. 

Allred  llarlev 

McArlhur  Bros 

McArthur  Bros 

McArthur  Bros 

Agnew  & Co 

Agnew  & Co 

Agnew  & Co 

Agnew  & Co 

Agnew  & Co 

E.  D.  Smith  & Co 

Mason,  Jioge  & Co 

Mason,  Hoge  & Co 

Mason,  Hoge  & Co 

McCormick  Constr’n  Co. 

$ 1,905 

2,112 
5.875 
11,780 
49,953 
12.621 
,9,314 
■15.988 
18  036 
11,984 
15,386 
16,416 
24  750 
66,212 
36,624 
81.348 
93  841 
113  058 
146.746 
44,777 

$ 20.97 L 
12,736 
13.995 
14,685 
15  287 
J2  671 
20  867 
15.611 
18,983 
15.780 
12,476 
14,238 
17-816 
22,760 
19  348 
23,291 
19  305 
18  781 
18,461 
19,846 

$ 20  971 

12  736 

13  995 

14  685 

15  287 
12,071 
99.118 
93,667 

151  864 
110,462 
81.094 
92  616 
115.805 
182  081 
154  784 
186,330 
155,162 
150  250 
147,690 
168.770 

$ 19,066 
10,624 
8.120 
2,805 

89,801 
. 77.679 
133  828 
98.528 
65  758 
76  100 
91  055 
115  869 
118  160 
104  982 
61,32! 
37,192 
914 
113,993 

34,666 

550 

Totals. , 

$ 778  626 

$ 817.803 

$1  969  238 

$1,225  8281  $35,216 

Total  amount  required  to  be  done  August  1,-1893 $1,969,238 

Total  amount  done  August  1,  1893 778,626 


Amount  short  as  per  contract  August  1,  1893 $1.190  612 


FORCE  REPORT— DAILY  AVERAGE,  JULY,  1893. 


Sec. 

A.. . . 

B 

§ 

S 

49 

87 

42 
105 

60 

43 
124 

3 

CO 

3 

05 

<s 

H 

6 
11 

2 

T 

*> 

eS 

I” 

10 

'a 

1 

: j Locomo- 
: 1 fives. 

14 

“a 

It 

QQ  < 
.6 

: 1 Steam 
: 1 Scrapers. 

tn 

• 75 

x: 

o 

: 1 steam  and 
: | Air  Drills. 

: 1 Steam  and 
: | Air  Hoists 

; 1 Cable- 
: | ways. 

: | Camiiever 
: | Derricks. 

; 1 Air  Com- 
j pressors. 

c 

X 

> 

o 

X 

w 

: j Cars. 

: j Pile 
: | Drivers. 

s 

c 
_ u 
V Js 
3^,2 

X ~ 
£ 

22 

so 

0 

£ 

.5 

.8 

K 

a 

c. 

16 

s10 

3 

5 

Im 

a>- 

Ck 

il 

Q 

.5 

.5 

c 

3' 

1 

1 

8 

.9 

1.6 

1 

2 

29 

D ... 

E 

F 

1 

i.4 

119 

42 

35 

.3 

.2 

.2 

.5 

30 

1.8 

3 

17.5 

8.5 

2 

8 

6 

1 

4 

l 

1 

2.7 

5 

25 

.4 

.8 

.6 

.8 

6 

16 

1 3 

1.9 

7 

127 

5 

1.4 

1 7 

4.4 

2 8 

8 

166 

4 

1.8 

• 5.6 

2.2 

.8 

9 

81 

2 

1 9 

1.5 

2 8 

9 

10 

268 

8 

4 6 

5 8 

7 

2 9 

.8 

1.1 

11 ... . 

272 

; 24 

7 6 

3.4 

9 8 

1 9 

.6 

1 

12.... 

244 

2 

3.0 

5 

8.6 

8 

l 

18. 1 . . 

326 

i 13 

5 

4 9 

1 10  6 

8 

1 

L. 

1 . . . . 

14. . 

118 

1 19 

2 

9 7 

1 4 

l 

.... 

Total 

2112 

1288.4 

2.2 

1 8.3 

135.2 

1 1.9 

126.8  52.8 

1 18.2 

.9 

i l.H 

1 4.1 

>1.4 

31.2 

.2 

56.04.3 

1!25.5 

4.6 

Respectfully  submitted, 


(Signed)  D.  C.  Dunlap, 

Assistant  Superintendent  of  Construction .” 
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“Chicago,  Aug.  9,  1893. 
Mi  . Isham  Randolph,  Chief  Engineer: 

Dear  Sir— The  work  of  Division  2 for 
the  month  of  July  was  as  follows: 

flatted  cross  sections  of  territory  along 
line  of  proposed  river  diversion  between 
Summit  and  Willow  Springs. 

Miscellaneous  estimates  were  made 
with  reference  to  river  diversion  between 
Summit  and  Willow  Springs. 

Made  calculations  as  to  flow  of  water 
in  river  diversion  channel  through  pro- 
posed bridge  opening  at  Lemont. 

Made  comparative  table  of  Desplaines 
River  gauge  records — April,  May  and 
June,  18S2  and  1893 — for  Division  1. 
Made  copy  of  Desplaines  River  hydro- 
graphs for  Division  1. 

A comparative  estimate  of  excavation 
required  for  20  and  22  foot  channels  from 
Bridgeport  to  Lockport  was  made. 

Sketches  were  made  showing  four  po- 
sitions of  main  channel  between  Bridge- 
port and  Summit  and  showing  junctions 
of  main  channel  at  range  line,  Summit. 
Made  estimate  of  excavation  required  for 
main  channel,  Bridgeport  to  Summit. 

Computed  records  of  rainfall  at  Chica- 
go to  date.  A statement  was  prepared 
showing  water  pumped  by  city  1886-1892. 

A series  of  discharge  observations  was 
made  of  the  I.  & M.  Canal  in  Canal 
Pumping  Works  outlet,  the  results  re-, 
duced  and  platted. 

Some  further  topographical  work  be- 
tween Bridgeport  and  Summit  was  done. 

The  cross-sectioning  of  territory  along 
line  of  river  diversion  channel  in  vicinity 
of  Lemont  was  begun. 

A survey  of  the  Desplaines  River  and 
I.  & M.  Canal  from  Ruby  street  and 
through  Joliet  was  commenced 

The  maintenance  and  records  of  water 
gauges  was  continued. 

.Reduction  of  notes  pertaining  to  Illi- 
nois River  floods  was  continued 

The  sinking  of  test  pits,  between  Robey 
street  and  Summit  was  commenced. 

The  work  for  August  will  be  a contin- 
uation of  that  of  July,  with  such  addi- 
tional surveys  as  may  be  ordered. 

The  expense  for  August  will  approxi- 
mate to  the  expenses  for  July. 

Very  respectfully, 

(Signed)  Thos.  T.  Johnston* 

First  Assistant  Chief  Engineer.'' 


“Chicago,  August  9, 1893. 
Isham  Randolph , Esq.  , Chief  Engineer : 

Dear  Sir — I herewith  submit  the  re- 
port of  Division  3 for  the  month  of  July, 
1893: 

The  right  of  way  surveys  from  the 
range  line  near  Summit  to  the  Canalport 
Subdivision,  at  Leavitt  street,  were  fin- 
ished. The  party  at  Summit  was  trans- 
ferred to  Division  2 on  the  first  of  the 
month,  and  the  party  at  Bridgeport  on 
the  28 ch. 

The  main  right  of  way  maps,  and 
several  special  plats  between  Chicago 
and  Summit,  wefe  finished. 

Maps,  profiles,  and  estimates  for  three 
proposed  channels  of  the  river  diversion, 
from  Goose  Lake  to  the  south  end  of 
Romeo  Island,  were  made. 

Plans  were  drawn  of  the  Stephens 
street  bridge  and  the  crossing  of  the  Chi- 
cago, Santa  Fe  & California  Railroad 
tracks  at  Lemont,  and  of  ,the  crossing  of 
the  Western  Stone  Company’s  tracks  near 
the  Will  County  line. 

Three  progress  profiles  of  the  line, 
tracings  of  the  Chicago  River  maps  from 
Lake  to  Sixteenth  streets,  and  a con- 
densed map  and  profile  of  the  line  from 
Chicago  to  Joliet  were  commenced. 

It  was  necessary  to  transfer  the  force 
which  was  engaged  upon  the  topographi- 
cal and  Chicago  River  maps  to  other 
work,  during  the  latter  part  of  the 
month. 

It  is  proposed  to  continue  during  next 
month  the  work  now  on  hand. 

Yours  respectfully, 

(Signed)  Edgar  Williams, 

Second  Assistant  Chief  Engineer." 

(Enclosing  classified  statement.) 


MONTHLY  REPORT  FROM  LAW  DEPART- 
MENT. 

The  Clerk  presented  a report  from  the 
Law  Department  for  the  month  of  July, 
1893. 

The  same  was  read,  and  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT: 

“Chicago,  August  9, 1893. 
To  the  Honorable  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago: 
Gentlemen  — I submit  herewith  the 
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monthly  report  of  the  Law  Department, 
for  July,  1893.  The  total  amount  paid 
out  is  as  follows; 

Salaries. 

Attorneys — ... $1,424  99 

Right  of  way  force 416  67 

Office  force 295  00 

: $2,136  66 

Expenditures. 

Right  of  way $ 240  89 

Court  costs, 284  21 

Legal  services 1,333  34 

Stationery 9 05 

Furniture 19  00 

Sundries 54  95 

$1,891  44 

Land  Account. 

Right  of  way $115,888  00 

Total $119,896  10 


The  current  expenses  for  the  present 
month  will  be  practically  the  same  as  for 
July.  Negotiations  for  right  of  way 
east  of  Summit  are  being  carried  on  for 
a large  number  of  pieces  of  land.  A 
petition  to  condemn  all  of  the  land  in  the 
right  of  way— not  already  purchased — be- 
tween the  range  line.at  Summit  and  Ked- 
zie  avenue,  and  also  including  one  piece 
west  of  the  range  line,  Tvas  filed  in  the 
Circuit  Court  of  Cook  County  Monday  of 
this  week,  returnable  at  the  September 
term  of  said  court.  This  petition  con- 
tains about  fifty  separate  pieces  of  prop- 
erty and  makes  about  three  hundred 
persons  parties  defendant,  and  was  filed 
at  the  earliest  date  possible  after  the 
opinions  of  title  were  obtained  trom  the 
Guarantee  Company.  The  property  in 
the  right  of  way  east  of  Kedzie  avenue 
will  be  put  in  court  as  soon  as  opinions 
can  be  obtained  covering  same. 

A suit  to  condemn  a crossing  for  the 
river  diversion  through  property  of  the 
Santa  Fe  Railroad  near  Lemont  was  sec 
for  trial  in  the  Circuit  Court  on  July  19th, 
1893.  The  case  was  removed  to  the 
United  States  Court  on  the  petition  of  one 
of  the  defendants.  After  considerable 
difficulty  a judge  was  obtained  in  the 
United  States  Court  to  hear  a motion  to 
remand  the  same  to  the  Circuit  Court. 
The  motion  was  argued,  and  pending  the 
decision  an  agreement  was  reached  with 
the  Santa  Fe  interests  by  which  a cross- 
ing was  obtained,  and  the  question  of 
damages  left  for  future  adjustment. 
The  terms  of  agreement  were  reported  to 
the  Board  at  its  last  meeting. 

Respectfully  submitted, 
(Signed)  Orrin  N.  Carter, 

Attorney-'' 


APPOINTMENT  OF  PATROLMEN. 

The  Clerk  presented  a report  from  the 
Police  Board,  transmitting  to  the  Board 
the  names  of  thirty-five  (35)  patrolmen 
and  one  (1)  driver,  examined  and  ap- 
pointed to  the  Police  Department  of  the 
Sanitary  District,  and  also  an  additional 
list  of  eligibles ; and  the  report  was  read . 

Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
weck,  moved  that  the  report  be  received, 
concurred  in  and  placed  on  file  without 
being  printed. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Cooley,  Eckhart, 
Kelly,  Prendergast,  Russell  and  Wenter 
— seven  (7).  Excused  and  not  voting— 
Mr.  Altpeter— one  (1).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the 
report  received,  concurred  in  and  placed 
on  file  without  being  printed. 

COST  OF  POLICE  STATIONS. 

The  Clerk  presented  a report  from  the 
Clerk  and  the  Marshal,  made  in  response 
to  an  order  passed  by  the  Board  at  the 
meeting  held  July  21,  1893,  (page  1347  of 
the  Proceedings),  transmitting  the  low- 
est bid  received  for  building  four  (4)  po- 
lice stations,  as  provided  in  the  report; 
and  the  report  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Boiden- 
weck,  moved  that  the  report  be  adopted, 
ordered  printed  and  referred  to  the  Po- 
lice Board  with  power  to  act. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter.  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell  and 
Wenter— eight  (8).  Nays— None 

Upon  wffiich  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed,  and  referred 
to  the  Police  Board  with  power  to  act. 

The  following  is 

THE  report: 

“Chicago,  August  9,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— In  accordance  with  the 
instructions  of  an  order,  passed  by  this 
Board  at  its  meeting  on  July  21st,  1893, 
we  have  made  plans  and  secured  prop- 
ositions for  the  construction  of  four 
police  stations,  as  set  forth  in  the  rec- 
ommendations of  the  Marshal,  presented 
in  his  report  to  this  Board,  on  July  19, 
1893 

We  find  that  proper  police  stations 
can  be  built  at  a cost  of  forty-five  hun- 
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dred  ninety-foul-  and  fifty  one-hundredth 
($4,594.50)  dollars  for  all  labor  and  ma- 
terial for  said  four  stations. 

Respectfully  submitted. 

(Signed)  Thos.  F.  Judge, 

Clerk. 

Edward  Williams, 
Marshal 

LOCATION  AND  BUILDING  OF  POLICE 
STATIONS. 

Mr.  Kelly  presented  an  order  author  - 
izing and  empowering  the  Police  Board 
to  locate  and  build  four  police  stations, 
as  provided  in  the  order,  and  authoriz- 
ing and  instructing  the  President  and 
Clerk  to  sign,  all  necessary  contracts  for, 
the  same,  as  provided  in  the  order;  and 
the  order  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Bolden- 
weck,  moved  the  adoption  of  the  order. 

On  rolhcall  the  vote  stood;  Yeas — 
Messrs.  Alt  peter,  Bolden  week,  Cooley, 
Eckhart,  Kelly,  Prendergast.  Russell  and 
Wenter — eight  (8).  Nays— None. 

Upon  which  result  the  President  de 
dared  the  motion  carried,  the  order 
adopted  and  the  Police  BoaVd  authorized 
and  empowered  and  the  President  and 
Clerk  authorized  and  instructed  as  pro- 
vided in  the  order. 

The  following  is 

the  order; 

“ Ordered , That  the  Police  Board  be  au 
thorized  and  empowered  to  build  four 
police  stations,  one  at  or  near  Romeo,  one 
at  or  near  Lemont,  one  at  or  near  Willow 
Springs,  and  one  at  or  near  Summit,  to 
be  located  on  the  right  of  way  of  the  Dis- 
trict at  such  points  as  may  be  selected  by 
said  Police  Board.  The  entire  aggregate 
cost  for  all  labor,  work  and  material  used 
in  the  construction  of  said  four  police 
stations  not  to  exceed  $4,594.50. 

Ordered,  further,.  That  the  President 
and  Clerk  be  authorized  and  instructed 
to  sign  all  necessary  contracts  for  the 
construction  of  said  police  stations,  said 
contracts  to  be  drawn  by  the  Attorney.” 

MANNER  OF  PAYING  .WORKMEN  ON  THE 
MAIN  CHANNEL. 

Mr.  Altpeter  presented  a resolution 
with  reference  to  the  manner  and  method 
of  payment,  by  all  contractors,  of  men 
employed  on  the  main  channel;  and  the 
same  was  read. 

Mr.  Altpeter,  seconded  by  Mr.  Eck- 


hart,  moved  the  adoption  of  the  resolu- 
tion. 

On  roll  call  the  vote  stood;  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell  and 
Wenter— eight  (8).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried  and  the 
resolution  adopted  as  the  sense  of  the 
Board. 

The  following  is 

THE  RESOLUTION: 

“Whereas,  It  is  currently  reported 
that  the  workmen  on  som  of  the  contract 
sections  of  the  work  of  this  District  are 
paid  by  checks  or  due  bills  which  they 
find  trouble  in  getting  cashed,  and  for  the 
cashing  of  which  they  are  sometimes 
compelled  to  pay  exchange;  therefore, 
be  it 

Resolved , That  it  is  the  sense  of  this 
Board  that  all  contractors  pay  their  work- 
men in  legal  tender  currency,  and  at 
regular  stated  intervals,  at  least  as  often 
as  estimates  are  paid  contractors  by  the 
District— and  that  the  Clerk  be  directed 
to  transmit  a copy  of  this  resolution  to 
each  of  said  contractors.” 

COMMUNICATION  FROM  M’aRTHUR  BROS. 

The  Clerk  presented  a communication 
frotn  McArthur  Bros,  acknowledging 
receipt  Of  the  order  to  discontinue  work, 
and  stating  otper  matters  with  reference 
to  Sections  2,  3 and  4;  and  thecommuni 
cation  wasregd. 

Mr.  Boldenweck,  seconded  by  Mr 
Kelly,  moved  that  the  communication  be 
ordered  printed  and  placed  on  file. 

The  motion  prevailed  unanimously  and 
it  was  so  ordered. 

The  following  is 

THE  COMMUNICATION; 

“Chicago,  August  4,  1893. 

To  the  Hon  arable  the  Boardof  Trustees  of 

the  Sanitary  District  of  Chicago: 

Gentlemen — We  received  yesterday, 
through  your  Clerk,  an  order  of  the 
Board  of  the  2nd  of  August,  with  a copy 
of  the  letter  of  Mr,  Randolph,  Chief  En 
gineer. 

We  deny  being  in  default,  but  we  will 
obey  the  order  of  the  Board  to  discon linue 
the  work  as  directed,  under  protest;  and 
we  object  and  protest  against  any  aind  all 
action  by  the  District  towards  proceeding 
to  have  said  work  completed,  and  charg- 
ing the  cost  thereof  to  us.  We  respect- 
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fully  deny  the  right  and  power  of  the 
Board  to  thus  interfere  with  our  action, 
in  the  prosecution  of  the  wprk,  which  is 
believed  by  us  to  be  solely  because  we  do 
not  proceed  to  excavate  ‘solid  rock’  and 
accept  payment  therefor  as  ‘glacial  drift.’ 
We  now  notify  the  Board  that  we  shall 
hold  the  Sanitary  District  of  Chicago  re- 
sponsible to  us,  for  every  and  all  damages 
we  may  suffer  by  reason  of  this  or  other 
action  of  the  District  in  this  regard. 

We  respectfully  demand  the  balance 
due  us  for  all  the  ‘solid  rock’  excavated, 
for  which  we  have  only  been  paid  'glacial 
drift’  prices. 

Very  respectfully, 

(Signed)  McArthur  Bros.” 

APPLICATION  FOR  APPOINTMENT  AS  SUPER- 
INTENDENT OF  CONSTRUCTION. 

The  Clerk  presented  an  application,  ac- 
companied by  numerous  letters,  from  M. 
Haley  for  appointment  of  Superintend- 
ent of  Construction;  and  the  application 
was  read. 

Mr.  Bolden  week,  seconded  by  Mr. 
Altpeter,  moved  the  application,  with 
enclosures,  be  referred  to  the  Chief  En- 
gineer. 

Mr.  Cooley,  seconded  by  Mr.  Eckhart, 
moved,  as  a substitute,  that  the  applica- 


tion (with  enclosures)  be  received  and 
placed  on  file  without  being  printed. 

Mr.  Altpeter,  seconded  by  Mr.  Pren- 
dergast,  moved,  as  a further  substitute, 
that  the  application  (with  enclosures)  be 
received  and  referred  to  the  Committee 
on  Engineering. 

Upon  roll-call,  on  the  motion  of  Mr. 
Altpeter,  the  vote  stood:  Yeas — Messrs. 
Altpeter,  Prendergast  and  Wenter — three 
(8).  Nays— Messrs.  Boldenweck,  Cooley, 
Eckhart,  Kelly  and  Russell— five  (5). 

Upon  which  result  the  President  de- 
clared the  motion  lost 

Upon  roll-call,  on  the  motion  of  Mr. 
Cooley,  the  vote  stood:  Yeas — Messrs. 
Altpeter,  Cooley,  Eckhart,  Kelly,  Pren- 
dergast, Russell  and  Wenter— seven  (7). 
Nays — Mr-  Boldenweck — one  (1). 

Upon  which  result  the  President  de- 
clared the  motion  carried  and  the  appli- 
cation (with  enclosures)  received  and 
placed  on  file  without  being  printed. 

ADJOURNMENT. 

On  motion  of  Mr.  Eckhart,  seconded  by 
Mr.  Boldenweck,  the  Board  then  ad- 
journed. 

Thos.  F.  Judge, 

Clerk. 


August  16, J 


— 1396— 


[1893: 


PROCEEDINGS 

—OF  THE— 

Board  of  Trustees, 

—OF  THE— 

Sanitary  District  of  Chicago, 


AUGUST  16,  1893. 


OFFICIAL  RECORD. 

( Published  by  authority  of  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago .) . 


REGULAR  MEETING. 

The  one  hundred  and  eighty-third 
regular  meeting  of  the  Board  of  Trus- 
tees of  the  Sanitary  District  of  Chicago 
was  held  in  their  rooms,  Rialto  Building, 
Wednesday,  August  16,  1893,  at  2 o’clock 
P.  M. 

President  Wenter  called  the  Board  to 
order. 

On  roll-call  Messrs.  Altpeter,  Bolden- 
weck,  Cooley,  Eckharfc,  Kelly,  Russell 
and  Wenter — seven  (7).  and  subsequently 
Messrs.  Gilmore  and  Prendergast— two 
(2),  making  a total  of  nine  (9)  members, 
were  present. 

MINUTES. 

The  minutes  of  the  regular  meeting, 


held  August  9,  1893,  were  approved  as 
printed,  on  motion  of  Mr.  Boldenweck, 
seconded  by  Mr.  Kelly. 

vouchers. 

The  Clerk  presented  the  following  vouch- 

PA.Y  ROLLS. 

Eng.  Dept.,  Div.  No.  1, 

(half  month,  ending 

August  16,  1893) $2,159  00 

Eng.  Dept.,  Div.  No.  2, 

(half  month,  ending 
August  16,  1893)..... 

Eng.  Dept.,  Div.  No.  3, 

(half  month,  ending 

August  15,  1893) 

Eng.  Dept.,  Div.  No.  4, 

(half  month,  ending 
August  15,  1893) 


Clerical  Dept.,  office 
roll, (half  month, end- 
ing August  15,  18. *3  ) 87  60 


685  36 
6L6  42 
107  50 
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Law  Dept.,  office  roll,. 

(half  month,  ending 

August  15,  1893) 97  50 

Total $3,753  28 

ENGINEERING  DEPARTMENT. 


Cameron,  Amberg  & 

3 25 

Co.  (stationery) $ 

L.  Manasse,  (staff 

gauges).... 

R.  W.  Goodwillie  Box 

7 00 

Co.  (stakes) 

Est.  of  Richard  Peters, 

50  00 

(stakes) 

H.  S.  Norton,  (rent, 

10  00 

Lemont) 

O.  W.  Moon,  (rent, 

18  00 

Lockport) 

Douglas  Hall  Ass’n. 

20  00 

(rent,  Summit) 

J.  j.  McCaughey,  (rent, 

33  33 

Summit) 

J.  J . McCaughey, 

5 00 

(teaming) 

Kemfick&  Co.  (team- 

4  00 

ing)  

William  Cook,  (guard- 

4  75 

ing  scow) 

10.00 

Wagner  Bros.,  (livery) 
Chicago  Toilet  Supply 

88  00 

Co.  (toweling)... — 
Geo.  Brainard,  (gauge 

5 40 

reading). 

E.  Hastings,  (gauge 

10  00 

reading) 

Wm.  Kirkhara,  (gauge 

10  00 

reading) 

Mary  Rusk,  (gauge 

10  00 

reading) 

Patrick  McGinnis, 

10  00 

(gauge  reading) 

Alex.  E.  Kastl,  (ex- 

10 00 

pense  ) 

D.  C.  Dunlap,  (travel- 

21 14 

ing) 

Hiram  A.  Miller,  (trav- 

105 56 

eling) 

Chas  L. Harrison, (trav- 

6  06 

eling) 

Alex  E.  Kastl,  (emer- 

10  15 

gency) 

9 00 

$ 460  64 


machine) $ 200 

S.  A.  Moffett  Co.  (liv- 
ery)   9 00 

Orrin  N.  Carter,  (ex- 
pert witnesses) 650  00 

Orrin  N.  Carter;  (ex- 
pense)  84  68 

$2,477  68 

POLICE  DEPARTMENT. 

E.  S.  Rice,  (horses)..  $ 200  00 

GENERAL  ACCOUNT. 

The  Chicago  Deposit 
Vault  Co.  (janitor 
services,  July,  1893)  $ 80  00 


Grand  total $6,982  10 

Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
weck,  moved  that  the  vouchers,  as  read 
and  shown  above,  be  approved  'and 
ordered  paid. 

On  roll  call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,-  Bolden  week,  Cooley, 
Eckhart,  Kelly,  Russell  and  Wen  ter — 
seven  (7).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  vouch- 
ers, as  read  and  shown  above,  approved 
and  ordered  paid. 

REQUISITIONS. 

The  Clerk  presented  the  following 
requisitions: 

No.  908,  Police  Department,  (sta- 
tion tools,  etc.) * . . $224.00 

No.  909,  Police  Department,  (sup- 
plies)  10.25 

No.  910,  Police  Department, 
(stretchers  and  lock-ups) .......  522.50 

No.  911,  Police  Department, 

(station  and  stable  supplies). . . 25.62 


Total $ 782.37 


.CLERICAL  DEPARTMENT. 

Wm.  Friedman,  (sten- 
ographer)  $ 10  50 

LAW  DEPARTMENT. 

A.  II.  Wiant,  Recorder, 

(recording  deeds,  Du- 

Page  Coupty) $ 6 75 

M.  S.  Ellsworth.  Clerk, 

(court  costs,  DuPage 

County) 18  25 

Chas.  A.  Noble,  Re- 
corder. (recording 
deeds,  Will  County)  7 00 
T.  A.  Moran,  (legal 

services) 1,700  00 

Wyckoff,  Seamans  & 

Benedict,  (rent  of 


Mr.  Bolden  week,  seconded  by  Mr.  Kel- 
ly, moved  that  Requisitions  Nos.  908  to 
911  inclusive,  for  the  Police  Department, 
as  read  and  shown  above,  be  allowed.* 

On  roll-call  the  vote  stood:  Yeas— r 
Messrs  Altpeter,  Bolden  week,  Cooley, 
Eckhart,  Kelly,  Russell  and  Wenter— 
seven  (7).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  Requisi- 
tions Nos.  908  to  91 1 inclusive,  for  the 
Police  Department,  as  read  and  shown 
above,  allowed. 

WEEKLY  REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report,  in  ac 
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cordance  with  the  rules,  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  August  12, 
1893. 

The  same  was  read,  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT: 

“Chicago,  August  16.  1893. 
lo  the  Honorable  the  Board  of  Trustees 

oj  the  Sanitary  District  of  Chicago: 

Gentlemen — I beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  August 
12,  1893,  as  the  same  have  been  reported 
to  me  : 


Engineering  Department 88 

Clerical  Department 3 

Treasury  Department 1 

Law  Department 7 

Total  employes 99 


Respectfully  submitted, 

(Signed)  Thos.  F.  Judge, 

Clerk.” 

levee  heights  between  summit  and 

ROMEO. 

The  Clerk  presented  a report,  accom- 
panied bv  plan  r from  the  Chief  Engineer, 
with  reference  to  the  levee  heights  on 
i he  river  diversion  between  Summit  and 
Romeo,  and  asking  that  the  Board  au- 
thorize the  Chief  Engineer  to  have  the 
levees,  except  in  Sections  1 to  4 inclusive, 
constructed  in  accordance  with  accom- 
panying plan. 

The  report  was  read,  and,  by  unani- 
mous consent,  was  ordered  printed,  and 
with  accompanying  plan,  placed  on  file. 

The  following  is 

THE  REPQRT: 

“Chicago,  August  16,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Smitary  District  of  Chicago  : 

Gentlemen  — The  attention  of  the 
Board  is  respectfully  directed  to  the 
levee  heights  between  Summit  and  Romeo 
as  established  by  the  existing'  contracts 
for  work  between  these  places,  and  as 
indicated  on  the  accompanying  profile  of 
river  diversion.  These'heights  having  been 
determined  at  various  times,  it  has  hap-  1 
pened  that  they  do  not  forntta  grade  con-  ) 


sistent  with  the  profile  of  water  surface 
that  may  have  existence  at  times  of  high 
water.  Furthermore,  there  is  no  provis- 
ion at  all  for  levee  heights  in  Sections  1 
to  4,  inclusive,  of  main  channel. 

It  is  recommended  that  the  Board 
authorize  the  Chief  Engineer  to  have  the 
levees,  except  in  Sections  1 to  4,  inclusive, 
constructed  according  - to  heights  indi- 
cated on  the  accompanying  plan.  The 
levees  are  now  being  constructed  and 
it  is  therefore  asked  that  early  action  be 
taken  in  this  matter. 

Respectfully  submitted, 
(Signed)  Thomas  T.  Johnston, 
Acting  Chief  Engineer B 
(Enclosing  Plan) 

REPORT  ON  SALE  OF  SCOW  OWNED  BY 
THE  DISTRICT. 

Mr.  Eckhart,  Chairman,  presented  a 
report  from  the  Committee  on  Finance, 
accompanied  by  receipt  from  the  Treas- 
urer, with  reference  to  the  sale  of  the 
scow  owned  by  the  District,  said  sale 
having  been  made  by  the  Clerk  under 
the  direction  of  the  Committee  on  Fi- 
nance, in  pursuance  of  an  order  passed 
at  the  meeting  held  June  28,  1893,  (page 
1301  of  the  Proceedings);  and  the  report 
was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  adopted,  and 
with  accompanying  receipt,  ordered 
printed  and  placed  on  file. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Bolden  week,  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell  and 
Wenter— eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  and  with  accompanying  receipt, 
ordered  printed  and  placed  on  file. 

The  following  is 

THE  REPORT,  WITH  ACCOMPANYING  RE- 
CEIPT 1 

“Chicago,  August  16,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— In  response  to  an  order 
of  the  Board  passed  at  the  meeting  held 
June  28,  1893,  (page  1320  of  the  Proceed- 
ings) your  Committee  on  Finance,  in  con- 
junction with  the  Clerk,  disposed  of  the 
scow  “Roy  Corduroy,”  owned  by  the1 
District,  to  William  Curran  for  the  sum 
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of  seventy-five  ($75.00)  dollars,  that 
being  the  highest  bid  received. 

The  receipt  of  the  Treasurer  for  the 
said  amount  is  hereto  attached 

Respectfully  submitted, 

(Signed)  • B.  A.  Eckhart, 

Chairman. 

W.  H.  Russell, 
Thomas  Kelly, 
Committee  on  Finance. 

Thos.  F.  Judge, 

Clerk.” 


“Chicago,  August  12, 1893. 

Received  of  Thomas  F.  Judge,  Glerk 
of  the  Sanitary  District  of  Chicago,  for 
deiposit  to  the  credit  of  the  said  District, 
the  sum  of  seventy-five  ($75.00)  dollars, 
being  in  full  of  money  received  by  said 
Clerk  from  sale  of  the  scow  “Roy  Cordu- 
roy,” said  money  to  be  credited  to  the 
account  of  the  Engineering  Department. 

(Signed)  Melville  E.  Stone, 

Treasurer  of  the  Sanitary  District  of  Chi- 
cago. 

By  W.  G.  Stafford, 

Assistant  Treasurer  ” 

RE  LOCATION  OF  MAIN  CHANNEL  ON  SEC- 
TIONS E AND  F. 

Mr.  Cooley,  Chairman,  presented  a re- 
port from  the  Joint  Committee  on  Engi- 
neering and  Finance,  with  reference  to 
and  accompanied  by  the  report  of  the 
Chief  Engineer,  concerning  the  re-loca- 
tion  of  the  main  channel  on  Sections  E 
and  F,  presented  and  referred  to  that 
Committee  at  the  meeting  held  August  2, 
1893,  (page  1361  of  the  Proceedings),  rec- 
ommending that  no  change  be  made; 
and  the  report  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Eckhart, 
moved  that  the  report  be  adopted,  ordered 
printed  and,  with  accompanying  report, 
placed  on  file,  and  the  recommendation 
made  therein  concurred  in. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell  and 
Wenter — eight  (8).  Excused  and  not 
voting — Mr.  Gilmore — one  (1).  Nays — 
None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and,  wfith  ac- 
companying report,  placed  on  .file,  and 


the  recommendation  made  therein  con- 
curred in. 

The  following  is 

THE  REPORT: 

“ Chicago,  August  16,  1893. 

To  the  Honorable  the  Board  of  Irustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — In  regard  to  the  report  of 
the  Chief  Engineer  of  August  2,  (page 
1360  of  the  Proceedings)  recommending 
a change  in  the  location  of  the  main 
channel  on  the  right  of  way  between  the 
range  line  at  Summit  and  Robey  street, 
and  referred  to  this  Committee  on  the 
same  date,  we  report  as  follows: 

The  specific  location  of  the  center  line 
of  the  channel  in  respect  to  the  right  of 
way  was  determined  after  a full  con- 
sideration by  the  Committee,  and  adopted 
by  the  Board  on  May  24,  1893,  (page  1241 
of  the  Proceedings)  and  the  line  has  been 
staked  out  in  accordance  therewith.  The 
Committee  at  this  time  is  unable  to  reach 
a different  conclusion,  and  therefore 
recommends  that  no  change  be  made.  It 
is  understood  that  the  occasion  for  the 
recommendation  is  on  account  of  insuffi- 
cient room  upon  which  to  deposit  the 
spoil  when  the  channel  is  enlarged  to  its 
(lull  capacity.  The  Committee,  in  its 
former " consideration,  concluded  tliac 
there  would  be  sufficient  room  to  spoiL 
the  material  from  the  channel  now  to  be 
excavated,  and  that-any  encumbrance  on 
the  right  of  wa  v would  be  Removed  be* 
fore  enlargement  would  become  neces- 
sary. 

We  therefore  conclude  that  the  right 
of  way  is  sufficient  for  the  needs  of  the 
District,  and  that  a change  of  location  is 
unnecessary,  provided  the  Chief  Engi- 
neer spoils  the  material  without  regard  to 
the  question  of  enlargement,  leaving 
such  bermes  as  are  necessary  to  insure 
the  stability  of  the  channel. 

The  report  of  the  Chief  Engineer  is 
herewith  returned. 

Respectfully  submitted, 

(Signed)  L.  E.  Cooley, 

Chairman. 
W.  H.  Russell, 

Wm.  Boldenweck, 

B.  A.  Eckhart, 

John  J.  Altpeter, 
Thomas  Kelly, 

Joint  Committee  on  Engineering  ond 
Finance” 

(One  Enclosure) 
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REPORT  ON  RETAINING  WALLS. 

Mr.  Cooley,  Chairman,  presented  a re- 
port from  the  Joint  Committee  on  Engi- 
neering and  Finance,  with  reference  to 
and  accompanied  by  the  report  of  the 
Chief  Engineer,  concerning  changes  in 
specifications  for  retaining  wals  along 
the  main  channel,  presented  and  referred 
to  that  Committee  at  the  meeting  hpid 
August  2 1893,  'page  1360  of  the  Pro- 
ceedings); and  the  report  was  read. 

Mr-  Cooley,  seconded  by  Mr.  Russell, 
moved  that  the  report  be  adopted,  or- 
dered printed  and,  with  accompanying 
report,  placed  on  file,  and  the  recom 
mendations  made  therein  concurred  in. 

On  roll  call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Prendergast, 
Russell  and  VVenter — nine  (9).  Nays — 
None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and,  with  ac- 
companying report,  placed  on  file,  and 
the  recommendations  made  therein  con- 
curred in. 

The  following  is 

the  report: 

“ Chicago,  August,  16,  1893. 

To  the  Honorable  the- Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — In  regard  *to  the  report  of 
the  Chief  En  ineer  of  July  31,  making 
certain  recommendations  upon  retaining 
walls,  referred  to  this  Committee  on 
August  2,  (page  1360  of  the  Proceedings) 
your  Committee  recommends  as  follows: 

We  are  of  the  opinion  that  the  retain- 
ing walls  upon  the  rock  sections  where 
the  rock  is  practically  the  surface  of  the 
ground,  should  be  made  flush  with  the 
sides  of  the  channel;  and,  furthermore, 
that  very  low  walls  of  only  two  or  three 
feet  in  height  and  entirely  above  datum, 
or  the  ordinary  flow  line  of  the  channel, 
can  be  properly  omitted.  In  regard  to 
the  substitution  of  retaining  walls  of 
cement  masonry,  using  such  stone  as 
may  be  found  adjacent  and  within  the 
section,  we  are  of  the  opinion  that  a 
length  of  one  hundred  lineal  yards  of 
experimental  wall  should  be  constructed, 
and  a careful  account  kept  of  the  several 
items  of  cost;  said  wall  to  be  founded  on 
the  firm  rock,  and  to  cover  one  the 
pockets. 

We  therefore  recommend  that  the 
Chief  Engineer  be  permitted  to  omit  very 
low  walls  entirely,  and  use  a low  embank- 


Iment  back  from  the  edge  of  the  channel, 
where,  in  his  opinion,  this  may  be  done 
without  prejudice  to  the  work,  and  that 
the  walls  uoon  the  full  rock  cut  shall  be 
constructed  flush  with  the  sides  of  the 
channel,  and  that  he  shall  have  con-, 
structed  an  experimental  wall  of  cement 
masonry,  one  hundred  yards  in  length, 
under  such  specifications  as  he  may 
deem  proper,  and  that  he  shall  account 
for  the  several  items  of  cost  and  report 
the,  same  to  the  Board. 

Pending  the  final  determination  of  the 
question  of  retaining  walls,  the  request 
has  been  made  for  permission  to  place 
dimension  rock  suitable  for  walls  and 
structures  on  the  fifty  foot  berm,  leavihg 
a suitable  passage  way.  The  Committee 
sees  no  objection  to  the  exercise  of,  such 
discretion  by  the  Chief  Engineer. 

The  report  of  the  Chief  Engineer  is 
herewith  returned. 

Respectfully  submitted, 

(Signed)  L.  E.  Cooley, 

Chairman. 
W.  H.  Russell,. 

B.  A.  Eckhart, 

John  J.  Altpeter, 
Wm.  Boldenweck, 
Thomas  Kelly, 

Joint  Committee  on v Engineering  and 
Finance” 

(One  Enclosure) 

REPORT  ON  WESTERN  STONE  COMPANY 
AND  STEPHENS  STREET  BRIDGES  SAN- 
TA FE  CROSSING*  NEAR  LEMONT— 
AGREEMENT  WITH  WESTERN  DREDG- 
ING & IMPROVEMENT  COMPANY  AND 
CHANGE  IN  RIVER  DIVERSION. 

Mr.  Cooley,  Chairman,  presented  a re- 
port from  the  Joint  Committee  on  Engi- 
neering and  Finance,  transmitting  vari- 
ous reports  from  the  Chief  Engineer, 
presented  and  referred  to  that  Committee 
at  the  several  meetings  enumerated  in 
the  report,  accompanied  by  four  (4) 
orders,  with  reference  to  the  Western 
Stone  Company  and  Stephens  street 
bridges,  Santa  Fe  crossing  near  Le'mont, 
and  change  in  river  diversion,  and  also 
an  agreement  with  the  Western  Dredg- 
ing & Improvement  Companv,  with  ref- 
erence to  river  diversion  work;  and  th« 
report  and  accompanying  orders  and 
agreement  were  read. 

Mr.  Copley,  seconded  by  Mr.  Eckhart, 
moved  that  the  report  bd  adopted,  with 
) accompanying  orders  and  agreement, 
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ordered  printed,  and  with  enclosures 
placed  on  fi  e,  the  recommendations  made 
therein  concurred  in,  and  the  orders 
passed. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter.  Bolden  week,  Coole.v, 
Eckliart,  Gilmore*,  Kelly,-  Prendergast, 
Russell  and  Wenter— nine  (9).  Nays — 
None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  with  accompanying  orders  and 
agreement  ordered  printed,  and  with 
enclosures  placed  on  file,  the  recommend- 
ations made  therein  concurred  in,  and 
the  orders  passed. 

« 

The  following  is 

THE  REPORT,  ORDERS  AND  AGREEMENT: 

“Chicago,  August  16,  1893. 

To  the  Honor  >ble  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chico.go: 

Gentlemen — Your  Committee  has  had 
under  advisement  various  matters  per- 
taining t6  the  .completion  of  the  river 
diversion  in  the  Des  Plaines  Valley,  and 
reports  as  follows: 

In  regard  to  the  bridge  of  the  Western 
Stone  Company’s  switch  near  the  Will 
County  line  on  Section  10,  the  report  and 
specifications  for  which  were  referred  on 
July  19,  (page  1339  of  the  Proceedings), 
it  is  recommended  that  the  same  be  con- 
structed by  the  contractor  tor  Section  10, 
under  the  “extra”  clause  of  his  contract. 
The  order  and  specification  therefor  are 
submitted  herewith  for  the  approval  of, 
the  Board. 

In  regard  to  the  bridge  at  Stephens 
street,  Lemont,  on  Section  8,  the  report 
and  specifications  for  whith  were  referred 
on  July  19,  (page  1345  of  the  Proceedings) 
it  is  recommended  that  the  same  be  con- 
structed by  the  Engineering  Department. 
The  order  and  specifications  for  said 
bridge  and  approaches  are  /submitted 
herewith  for  the  approval  of  the  Board. 
The  agreement  with, the  Highway  Com- 
missioners in  regard  to  the  same  will  be 
transmitted  as  soon  as  it  can  be  formally 
cloeed. 

In  regard  to  the  Santa  Fe  crossing  near 
Lemont,  which  Js  the  subject  pf  an  agree- 
ment authorized  under  date  of  August 
4th,  (page  1383  of  the:  Proceeeings)  it  is 
recommended  that  the  same  be  con- 
structed by  the  Engineering  Department. 
The  order  and  specifications  for  said 
bridge  and  approaches,  as  prepared  by 
the  Engineering  Department,  are  trans- 


mitted herewith  for  the  approval  of  the 
Board. 

These  three  structures  are  all  that  are 
required  across  the  river  diversion,  be- 
tween Willow  Springs  : highway  and 
Romeo  road,  and  their  completion  is 
necessary  to  the  use  of  the  river  diversion. 
Said  slructures  are  all  to  be  placed  at  the 
uniform  hight  of  eleven  feet  in  the  clear 
above  the  bottom  grade  of  the  channel, 
and  are  to  be  500  feet  long,  measured  at 
right  angles  to  the  channel,  and  the  space 
beneath  the  structure  and  outside  the 
river  bed  proper  is  to  be  excavated  to  an 
average  level  of  two  feet  above  said  bot- 
tom grade,  to  better  accommodate  floods. 

It  is  important  that  these  structures  be 
completed  at  the  earliest  practicable  date, 
and  that  the  entire  river  diversion 
throughout  the  rock  sections  should  be 
finished  and  the  river  turned  therein  as 
soon  as  possible.  Your  Committee  there- 
fore recommends  that  the  Engineering 
Department  be  instructed  to  secure  the 
earliest  possible  completion  of  the  'eriiire 
work  of  river  correction,  structures  and 
embankment  throughout  Sections  6 to  12, 
inclusive. 

The  Committee  also  transmits  an 
agreement  with  the  Western  Dredging  & 
Improvement  Company  in  regard  to  the 
river  diversion  on  Section  C.,  which  pro 
vides  for  the  completion  of  the  same  on 
or  before  November  1,  1893,  and  recohi- 
mend  that  filename  be  approved. 

In  regard  to  the  river  diversion  on 
Sections  E and  F,  referred  to  the  Com- 
mittee on  August  2,  (page  1359  of  the 
Proceedings)  the  Committee  recommends 
that  the  grade  of  the  channel  be  raised 
so  as  to  conform  to  the  grade  as  specified 
for  Sections  A,  B and  C,  and  that  the 
south  levee  be  set  back  so  as  to  be  600 
feet  from  the  north  levee  as  now  estab- 
lished. This  change  will  better  accommo- 
date floods,  will  provide  a definite  chan- 
nel for  ordinary  water,  and  will  save  a 
large  part  of  the  amount  estimated  by 
the  Chief  Engineer.  An  order  covering 
specifically  the  changes  ■ proposed  is  sub- 
mitted herewith  for  the  approval  of  the 
Board. 

In  the  report  of  July  26.  (page  1350  of 
the  Proceedings)  transmitte  1 by  the  Chief 
Engineer,  the  Superintendent,  of  Con- 
struction suggests  that  the  river  diversion 
will  be  expedited  in  certain  cases  by 
allowing  a less  slope  than  1|  to  1 in  ex- 
cavation and  embankment,  the  same 
cross  section  to  be  preserved.  The  Com- 
mittee suggests  that  the  Chief  Engineer 
in’  his  discretion  be  permitted  to  make 
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alterations  of  this  character,  provided  no 
extra  cost  is  entailed  thereby. 

The  Committee  suggests  that  any 
changes,  required  in  existing  bridges  at 
and  above/  Willow  Springes,  shall  be 
taken  under  immediate  advisement,  and 
that  measures  be  taken  to  secure  com- 
pletion of  all  river  work  during  the 
present  season.  The  main  works  of  the 
District  are  not  free  from  serious  contin- 
gencies and  grave  men  ce  until  all  river 
work  is  done  in  the  most  thorough  and 
substantial  manner. 

The  several  reports  referred  to  the  Com- 
mittee are  herewith  returned  for  filing. 

Very  respectfully  submitted, 

(Signed)  L.  E.  Cooley, 

Chairman 
B.  A.  Eckhart, 

John  J.  Altpeter, 
Wm.  Boldenweck, 
Thomas  Kelly, 

W.  H.  Russell, 

Joint  Committee  on  Engineering  and 

Finance .” 

(Nine  (9)  Enclosures) 


“ Ordered , That  the  Chief  Engineer  be 
authorized  and  instructed  to  direct  E.  D. 
Smith  & Company  to  build  and  recon- 
struct, under  the  terms  providing  for  ex- 
tra work  in  Section  19  of  the  - contract 
with  E.  D.  Smith  & Company  for  contract 
Section  10„  the  railroad  embankment, 
track  and  bridge  on  the  Western  Stone 
Company’s  switch,  connecting  said  Com- 
pany’s stone  quarry,  in  Will  County,  near 
the  Cook  County  line,  and  the  Santa  f'e 
Railroad,  and  that  said  work  be  done  in 
acc  rdanqe  with  the  agreement  entered 
into  between  this  District  and  said  West- 
ern Stone  Company  on  Jnlv  27th  1892, 
and  also,  in  accordance  with  the  specifi- 
cations hereto  attached  and  marked  ‘Ex- 
hibit A,’  Western  Stone  Company  Rail- 
road.” 

(Enclosing  Specification) 


te Ordered,  That  the  Chief  Engineer  be 
authorized  and  instructed  to  build  a 
bridge  with  the  necessary  and  suitable 
approaches  thereto  over  the  new  river  di- 
version on  Stephens  street,  in  Section  20, 
Township  37  North,  Range  11  East  of  the 
Third  Principal  Meridian,  in  the  town  of 
Lemont,  Cook  County,  Illinois,  in  accord- 


ance with  the  specifications  hereto  at- 
tached marked  ‘Exhibit  A,  Stephens 
street  bridge,’  provided,  that  said  Ehgi-' 
neer  shall  first  secure  propositions  from 
responsible  and  experienced  men  for  the 
construction  of  such  bridge  and  its  ap- 
proaches, and  that  the  President  and 
Clerk  must  first  approve  one  of  said  prop- 
ositions before  said  Engineer  proceed  to 
erect  said  bridge  or  build  said  approaches 
in  accordance  with  the  same.” 

(Enclosing  Specification) 


“ Ordered , That  the  Chief  Engineer  be 
authorized  and  instructed  to.  build  and 
reconstruct  the  railroad  embankment, 
track  and  bridge  on  the  main  line  of 
Atchison,  Topeka  & Santa  Fe  Railroad 
over  and  across  the  new  river  diversion, 
in  Section  20,  Township  37  North,  Range 
11,  East  of  the  Third  Principal  Meridian, 
Cook  County,  Illinois,  and  in  Section  17, 
Township  37  North,  Range  11,  East  of  the 
Third  Principal  Meridian,  DuPage 
County,  Illinois,  in  accordance  with  the 
specifications  heretq  attached  marked 
Exhibit  A,  Santa  Fe  Railroad,’  pro- 
vided, that  said  Engineer  shall  first 
secure  propositions  from  responsible  and 
experienced  men  for  the  construction  of 
such  bridge  and  its  approaches,  and  that 
the  President  and  Clerk  must  first  ap- 
prove one  of  said  propositions  before  said 
Engineer  proceed  to  erect  said  bridge  or 
build  its  approaches  in  accordance  with 
the  same.” 

(Enclosing  Specifications) 


“It  is  hereby  agreed  by  the  Sanitary 
District  of  Chicago,  that  should  the 
Western  Dredging  & Improving  Com- 
pany, contractors  for  Section  C,  of  the 
Sanitary  Canal,  put  on  a sufficient  force  to 
complete  the  river  diversion  of  said  sec- 
tion on  or  before  November  1,  1893,  they 
shall  have  permission  to  fill  the  old  river 
channel  at  the  upper  end  of  said-  river 
diversion  and  divert  the  water  into  the 
new  channel.  And  in  case  the  river 
diversion  below  Section  C,  on  Sections  A 
and  B,  should  not  be  completed  at  that 
time,  they  are  hereby  granted  permission 
to  excavate  a tail  race  about  forty  (40) 
feet  wide  from  the  lower  end  of  Section 
C to  the  river,  for  which  they  are  to  re- 
ceive the  same  price  per  cubic  yard  as 
for  the  river  diversion. 

In  consideration  of  the  foregoing  con- 
ditions, the  Western  Dredging  & Im- 
provement Company  agree  to  put  on  an 
additional  force  and  push  the  river  di- 
version to  completion  at  the  earliest 
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practicable date,  and  not  later  than 
October  31,  1893. 

(Signed) 

Western  Dredging  & Improvement  Co, 
J.  O.  Wright. 
Chicago,  August  16,  1893.” 


“ Ordered , That  the  Chief  Engineer  be 
authorized  and  directed  to  change  the 
plans  for  River  Diversion  in  Sections  E 
and  F of  the  Main  Drainage  Channel  in 
such  a manner  that  the  grade  of  the  bot- 
tom of  the  River  Diversion  at  its  east  end 
shall  be  8 4 feet  above  the  established 
datum  and  at  its  west  end  7 6 feet  above 
the  same  datum,  and  that  the  grade  be- 
tween the  two  ends  be  uniform,  and  con- 
sistent with  the  elevation  and  grade  of 
the  River  Diversions  to  the  westward; 
and  be  it  further 

Ordered,  That  the  Chief  Engineer  be 
authorized  and  directed  to  change  the 
location  of  the  levee  south  of  the  Rivef 
Diversion  in  Sections  E and  F of  the 
Main  Drainage  Channel  in  such  manner 
that  the  location  of  the  levee  shall  be 
moved  southward  about  150  feet,  so  that 
the  distance  between  levees  north  and 
south  of  the  River  Diversion  shall  ]%ot  be 
less  than  600  feet.” 

COMMUNICATION  FROM  NAVY  DEPART- 
MENT. 

The  Clerk  presented  a communication, 
directed  to  President  Wenter,  from  Geo. 
P.  Blow,  of  the  United  States  Navy  De- 
partment, requesting  certain  information 
concerning  the  water  communication, 
locks,  canals,  etc. , between  Chicago  and 
the  Mississippi  River;  and  the  communi- 
cation was  read. 

Mr.  Eckhart,  seconded  by  Mr.  IjCelly, 
moved  that  the  communication  be  or- 
dered printed  and  referred  to  the  Joint 
Committee  on  Engineering  and  Federal 
Relations,  with  power  to  act  and  instruc- 
tions ta  report  back  to  the  Board. 

Mr.  Boldenweck,  seconded  by  Mr  Gil- 
more, moved  as  an  amendment  that  the 
communication  be  ordered  printed  and 
referred  to  the  Chief  Engineer  with 
power  to  act,  and  instructions  to  report 
back  to  the  Board. 

On  roll-call,  on  the  amendment,  the 
vote  stood:  Yeas — Messrs.  Boldenweck, 
Cooley  and  Gilmore — three  (3).  Nays— 
Messrs.  Altpeter,  Eckhart,  Kelly,  Pren* 
dergast,  Russell  and  Wenter — six  (6). 

Upon  which  result  the  President  de- 
clared the  amendment  lost. 


On  roll  call,  on  the  original  motion 
of  Mr.  Eckhart,  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Prendergast, 
Russell  and  Wenter — nine  (9).  Nays — 
None.- 

Upon  which  result  the  President  de- 
clared the  motion  carried  and  the  com- 
munication ordered  printed  and  referred 
to  the  Joint  Committee  on  Engineering 
and  Federal  Relations,  with  power  to  act 
and  instructions  to  report  back  to  the 
Board. 

The  following  is 

the  communication: 
“Chicago,  August  12,  1893. 

Sir— This  office  receives  frequent  inr-. 
quiries  concerning  the  water'  communi- 
cation, locks,  canals,  etc.,  between  this 
city  and  the  Mississippi  River.  In  order 
to  give  reliable  information  it  is  neces- 
sary to  have  some  authentic  and  official 
data.  Will  you  kindly  supply  us  with 
such  information  of  this  nature  a3  you 
think  may  be  of  service.  Charts,  blue- 
prints of  the  canal  and  proposed  changefe, 
and  such  information  a s may  enable  this 
office  to  answer  the  inquiries  received, 
will  be  greatly  appreciated. 

The  following  questions  are  submitted 
to  this  office  for  an  answer.  Will  you 
kindly  supply  the  necessary  data: 

(1)  Is  it  possible  for  a steamer  to  go 
from  Chicago,  to  the  Mississippi  River  ? 

(2)  What  is  the  maximum  length  of 
vessel  that  can  pass  through  the  locks? 

(3)  What  is  the  maximum  breadth  of 
beam  that  can  pass  through  the  locks? 

(4)  What  is  the  maximum  draft  of 
water  that  can  pass  through  the  locks? 

(5)  What  is  the  maximum  height 
which  can  pass  under  bridges  ? 

Thanking  you  for  the  required  inform- 
ation in  advance,  I remain, 

Very  respectfully, 

(Signed)  Geo.  P.  Blow, 

U.  S.  Navy , in  charge. 

President  of  the  Board  of  Drainage  Com  • 

missioners,  Chicago , 111.” 

LEVEE  HEIGHTS  BETWEEN  SUMMIT  AND 
ROMEO. 

Mr.  Cooley  presented  an  order,  estab- 
lishing a uniform  declivity  for  levees  on 
the  river  diversion  between  Summit  and 
Romeo,  and  authorizing  and  instructing 
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the  Chief  Engineer  to  make  certain 
changes  in  the  grade  of  the  same,  as 
provided  in  the  order;  and  the  order  was 
read. 

Mr.  Cooley,  seconded  by  Mr.  Eckhart^ 
moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood:  Yeas-^ 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Prendergast, 
Russell  and  Wenter— nine  (9).  Nays — 
None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  thp  Chief  Engineer  author- 
ized and  instructed  in  accordance  with 
the  same. 

The  following  is 

the  order: 

“Ordered,  That  the  Chief  Engineer  be 
authorized  and  instructed  to  so  change 
the  grade  of  the  top  of  the  levee  as  to 
make  a uniform  declivity  for  said  levee 
from  the  top  of  the  levee  as  now  estab- 
lished at  tiie  Santa  Fe  crossing  above 
Summit  to  the  top  of  ihe  levee  as  estab- 
lished at  Willow  Springs  Road,  said 
levee  being  24  feet  above  datum  at  said 
crossing  and  descending  to  20  feet  above 
datum  at  said  road;  and  be  it  further. 

Ordered,  That -the  grade  of  the  top  of 
the  embankment  from  the  Western 
Stone  Company’s  switch  near  the  Will 
County  line  to  the  Romeo  Road  be  estab- 
lished as  a uniform  grade  between  said 
points  as  heretofore  determined,,  said 
grade  being  11  feet  above  the  bottom  of 
the  River  Diversion  at  said  switch  and  8 
feet  above  datum  at  said  road'  provided, 
that  in  making  said  changes  no  extra 
cost  is  thereby  caused  to  the  District.” 

PROJECT  FOR  ROAD  ALONG  THE  MAIN 
CHANNEL. 

Mr.  Kelly  presented  an  order,  Rescind- 
ing the  action  of  the  Board  on  the  project 
for  a road  along  the  main  channel  as  set 
forth  in  the  report  of  the  Joint  Commit- 


tee on  Engineering  and  Finance,  pre- 
sented, adopted  and  concurred  in  at  the 
meeting  held  August  4,  189J,  (page  1380 
of  the  Proceedings),  and  directing  the 
Chief  Engineer  to  construct  said  road  as 
provided  in  the  order;  and  the  order  was 
read. 

Mr.  Kelly,  seconded  by  Mr.  Eckhart, 
moved  the  adoption  of  the  order t 

On  roll- call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Prendergast, 
Russell  and  Wenter — nine  (9).  Nays — 
None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Chief  Engineer  directed 
in  accordance  with  the  same. 

The  following  is 

the  order: 

“ Ordered , That  the  action  of  this 
Board  on  the,  project,  for  a road  along 
the  main  channel,  proposed  by  the  Chief 
Engineer  and  as  .set  forth  in  the  report 
of  the  Joint  Committee  on  Engineering 
and  Finance  presented,  adopted  and  con- 
curred in  at  the  meeting  held  August  4, 
1893,  (page  1380  of  the  Proceedings)  be 
and  the  same  is  hereby  rescinded;  and, 
be  it  further 

Ordered,  That  the  Chief  Engineer  be 
and  he  is  hereby  directed  to  construct 
said  road  along  the  tow-path  of  the 
Illinois  and  Michigan  Canal,  from  Sum- 
mit to  Romeo,  at  an  expense  for  the 
whole  line  not  to  exceed  the  average  of 
$150.00  per  mile.” 

adjournment. 

On  motion  of  Mr.  Eckhart,  seconded  by 
Mr.  Boldenweck,  the  . Board  then  ad- 
journed. 

Thos.  F.  Judge, 
Clerk. 


August  16,] 


-1405- 


[1893. 


August  23, J 


—1406— 


[1893. 


PROCEEDINGS 

—OF  THE— 

Board  of  Trustees, 

—OF  THE— 

Sanitary  District  of  Chicago. 


AUGUST  23,  1893. 


OFFICIAL  RECORD. 

( Published  by  authority  of  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago.) 


REGULAR  MEETING. 

The  one  hundred  and  eighty-fourth 
regular  meeting  of  the  Board  of  Trus- 
tees of  the  Sanitary  District  of  Chicago 
was  held  in  their  rooms,  Rialto  Building, 
Wednesday,  August  23, 1893,  at  2 o’clock 
P.  M. 

President  Wenter  called  the  Board  to 
order. 

On  roll-call  Messrs.  Altpeter,  Bolden- 
weck,  Cooley,  Eckhart,  Gilmore,  Kelly, 
Prendergast,  Russell  and  Wenter — nine 
(9)  members,  were  present. 

MINUTES. 

The  minutes  of  the  regular  meeting, 
held  August  16,  1893,  were  approved  as 


printed,  on  motion  of  Mr.  Bolden  week, 
seconded  by  Mr.  Kelly. 

MESSAGE  OF  PRESIDENT  REGARDING  WORK 

ON  MAIN  CHANNEL,  AND  COMMUNICA- 
TION FROM  TRADE  AND  LABOR  ASSEMBLY. 

The  President  presented  a message, 
with  reference  to  the  mode  of  operation 
and  the  additional  employment  of  men 
on  the  work  of  the  main  channel,  and 
recommending  the  appointment  of  a 
Committee  to  consider  the  subject  and 
report  at  the  nest  meeting  of  the  Board; 
and  the  message  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Gilmore, 
moved  that  the  message  be  ordered 
printed  and  placed  on  file,  and  the  recom- 
mendations made  therein  concurred  in. 

Mr.  Altpeter,  seconded  by  Mr.  Cooley, 
moved  as  an  amendment  that  the  mes- 
sage be  ordered  printed  and  referred  to 
the  Joint  Committee  on  Finance  and 
Engineering. 
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as  bearing  on  the  same  subject,  the 
President  presented  a communication, 
addressed  to  the  Board  by  the  Trade  and 
Labor  Assembly  of  Chicago,  asking  that 
a Committee  of  five  members  of  the 
Board  be  appointed,  to  meet  and  become 
a part  of  a Committee  of  citizens,  to 
devise  ways  and  means  of  aiding  the 
unemployed  of  Cook  County;  and  the 
communication  was  read. 

Mr.  Prendergast,  seconded  by  Mr.  Gril- 
more,  then  moved  as  a substitute  for 
both  of  the  foregoing  motions  that  the 
communication  be  ordered  printed  and 
laid  over  temporarily,  and  that  the  Presi- 
dent be  directed  to  appoint  a Committee 
of  five  members  of  the  Board,  as  re- 
quested in  the  communication. 

On  roll-call,  on  the  substitute,  the  vote 
stood:  Yeas— Messrs.  Gilmore,  Kelly, 

Prendergast,  Russell  and  Wen  ter — five 
(5).  Nays — Messrs-  Altpeter,  Bolden- 
weck,  Cooley  and  Eckhart—  four ’(4). 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  com- 
munication ordered  printed  and  laid  over 
temporarily,  and  the  President  directed 
to  appoint  a Committee  of  five  members 
of  the  Board,  as  requested  in  the  com- 
munication, 

Mr.  Prendergast,  seconded  by'  Mr. 
Kelly,  then  moved  that  the  message  of 
the  President  be  ordered  printed  and  re- 
ferred to  the  same  Committee  of  five, 
with  instructions  to  report  back  at  the 
next  meeting. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck.  Goolev, 
Eckhart,  Gilmore,  Kelly.  Prendergast, 
^Russell  and  We'nter— nine  (9).  Nays— 
.None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the 
message  of  the  President  ordered  printed 
and  referred  to  the  same  Committee  of 
five,  with  instructions  to  report  back  at 
the  next  meeting. 

The  following  is 

THE  MESSAGE: 

“ Chicago,  August  22,  1893. 
To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— The  matter  of  progress  on 
the  work  of  the  channel  in  charge  .of  this 
Board  is  one  of  very  great  importance. 
Every  effort  should  be  made  that  will  lead 
to  an  energetic  prosecution  ot  the  work. 
Every  firm  which  has  taken  contracts  from 
the  district  should  be  required  to  do  their 


proportionate  share  of  the  work  allotted  to 
them,  or,  in  other  words,  come  up  to  the  re- 
quired monthly  estimates,  which  mpans  the 
completion  of  the  work  in  the  spring  of 
1896. 

The  mode  of  construction  between  Sum- 
mit and  Lockport,  covering  a distance  of 
twenty  miles,  is  carried  on  by  contract,  and 
I believe  the  course  so  pursued  by  the  Board' 
of  Trustees  Was  wise  and  prudent.  The 
material  found  on  the  twenty  miles  is  rock, 
hard-pan,  boulders,  earth  and  muck,  where, 
with  the  assistance  of  the  proper  machinery, 
considerable  saving  can  be  attained  for  the 
District.  The.  line  of  operation  is  some- 
what remote  from  the  city,  and  the  men  at 
work  are  housed  in  buildings  erected  by 
the  contractors. 

Had  the  District  undertaken  the  work  by 
day  labor,  a great  outlay  would  have  been 
necessary  for  the  construction  , of  houses, 
preparations  to  board  the  men,  the  pur- 
chasing of  expensive  machinery,  plants, 
etc.  These  facts  convinced  the  Trustees 
that  such  a mode  of  operation  would  not  be 
for  the  best  interests  of  the  Sanitary  Dis- 
trict, hence  the  letting  of  the  work  by  con- 
tract. 

The  outlay  for  machinery  and  piants, 
taken  at  the  lowest  estimates,  amounts  to 
$60,000  per  section,  or  a total  of  $1,200,000 
for  the  line  on  which  contracts  were  let, 
and,  accepting  the  same  ratio  on  the  other 
sections  not  yet  let,  it  will  run  close  to 
$2,000,000. 

As  Trustees  of  the  District,  we  deem  it 
our  duty  to  build  the  channel  on  the  most 
economical, basis,  and  even  were  the  Board 
otherwise  inclined,  we  could  not  branch 
out  very  far  in  a liberal,  uncalled  for  ex- 
penditure, inasmuch  as  our  taxing  power 
limits  us  so  far  and  no  further.  The  money 
raised  for  the  purpose  provided  by  law,  is 
one  half  of  one  per  cent,  annually  on  the 
valuation  in  the  District,  which  amounted 
in  the  first  year  to  $900,000.  In  the  second 
year  to  $1,050,000.  In  the  third  yeay  to 
$1,400,000.  The  same  amount  for  the  com- 
ing three  years,  with  perhaps  a slight  in- 
crease, would  amount  to  a total  from  gen- 
eral taxation  of  $4,500,000  for  the  three 
years. 

The  District  is  allowed  by  law  to  issue 
bonds  to  the  amount  of  five  per  cent,  on  the 
valuation,  and  .at  no  time  shall  the  issue 
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exceed  $15,000,000.  At  the  present  time,  as 
the  valuation  stands,  we  can  issue  about 
$13,600,000  bonds,  as  the  valuation  is  about 
$275,000,000  annually. 

The  total  amount  that  can  be 

raised  by  general  taxation  is. . .$  7,850.000 
Bonds  (accepting  the  maximum)  15,000,000 

Making  a total  of $22,850,000 

The  Board  may  receive  some  money  from  1 
special  assessments. 

The  lowest  estimate  of  the  cost  of  the 
channel,  accepting  present  contract  prices 
as  a basis,  is  $22,000,000. 

These  figures  clearly  demonstrate  that 
economy  is  an  extreme  case  of  necessity. 

At  this  end,  from  Summit  to  the  City  of 
Chicago,  covering  a distance  of  seven  miles, 
the  topography  of  the  country  is  level,  the 
material,  at  least  the  upper  ten  feet  or 
more,  is  earth  and  clay,  and  it  is  claimed 
by  many  that  this  can  be  removed  econom- 
ically by  hand  work  to  a depth  of  five  feet 
from  the  top  without  aid  of  much  ma- 
chinery, and  possibly  without  requiring  the 
housing  of  men  on  the  ground,  as  they  can 
get  from  their  homes  in  the  city  to  the 
work. 

Considering  thq  situation  at  the  present 
time,  when  many  men  with  families  are  out 
of  work,  and  considering  that  if  the  Board 
should  conclude  to  let  this  work  by  con- 
tract, sixty  days  are  required  to  advertise 
the  same,  which  means  the  letting  of  the 
work  probably  not  earlier  than  November 
15th,  I believe  that  the  Board  should  do 
something  at  once,  if  possible,  to  relieve 
the  situation. 

I believe  in  employing  as  many  of  our 
home  people  as  it  i^  possible  to  do.  and  I 
believe,  also,  that  the  -Trustees  desire  to  do 
justice  to  the  laboring  people,  and  pay  them 
good  wages;  but  we  are  not  expending  our 
own  money;  it  is  the  peoples’— the  tax  pay- 
ers’ money. 

To  get  work  at  once,  for  as  many  of  these 
unemployed  men  as  possible,  is  the  ques- 
tion of  the  hour.  If  pending  land  ques- 
tions east  of  Summit  can  be  settled,  and  it 
is  found  that  the  work  can  be  done  econ- 
omically, I would  recommend  to  your  Hon- 
orable Body  the  direct  employment  of  men 
on  any  part  of  the  work  where  it  is  feas- 
ible. 

1 would  also  recommend  that  a Commit- 


tee of  three  be  appointed,  in  conjunction 
with  the  Chief  Engineer  and  Superintend- 
ent of  Construction,  to  consider  this  subject 
and  report  at  the  next  meeting  of  the  Board, 
if  possible,  some  feasible  and  practicable 
plan  for  the  immediate  employment  of 
additional  men  for  the  prosecution  of  the 
work. 

Respectfully  submitted, 

(Signed)  Frank  Wenter, 

President” 


The  following  is 

the  communication: 

“ Chicago,  August  21,  1893. 

The  Board  of  Drainage  Trustees,  Bialto 
Building , City: 

Gentlemen— You  are  requested  to  ap- 
point a Committee  of  five  of  your  Hon- 
orable Body  to  meet  with  and  become  a 
part  of  a committee  of  citizens,  compris- 
ing members  of  the  labor  organization, 
of  the  Common  Council,  of  the  Board  of 
County  Commissioners,  of  the  Park  Com- 
missioners, and  others  representing  the 
business  interests  of  Chicago  and  Cook 
County,  whose  purpose  it  will  be  to  de- 
vise ways  and  means  of  aiding  the  un- 
employed of  Cook  County. 

Yours  respectfully, 

Trade  and  Labor  Assembly  of  Chi- 
cago, 

Per  John,  Ryan,  Chairman. 

Wm.  C.  Pomeroy,  Acting  Secretary. 

Committee  of  Belief” 


VOUCHERS. 

The  Clerk  presented  the  following  vouch- 

engineering  department. 

Construction  Account— 

Alfred  Harlev,  (Sec.  1, 

August  15,  ’93; $ 4,937  63 

Agnew  & Co.  (Sec.  5, 

August  15,  ’93) 2,173  50 

Agnew  & Co.  (Sec.  6, 

August  15,  ’93; 1,275  75 

Agnew  & Co.  (Sec.  7, 

August  15,  ’93) 5,108  55 

Agnew  & Co.  (Sec.  8, 

August  15,  ’93) 4.630  76 

Agnew  & Co.  (Sec.  9, 

August  15.  ’93) 5,113  85 

E.  D.  Smith  & Co.  ( Sec. 

10,  August  15,  ’93) . . . 9,336  25 

Mason,  Hoge  & Co. 

(Sec.  11,  Aug.  15,  ’93)  14,718  46 
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Mason,  Hoge  & Co. 

(Sec.  12,  Aug.  15, ’93)  $12,040  44 
Mason,  Hoge  & Co. 

(Sec.  IB,  Aug.  15,  ’93)  14,520  19 
McCormick  Const.  Co. 

(Sec.  14,  Aug.  15,  ’93)  6,098  75 

L D Conner  & Co. 

(Sec.  A,  Aug;  15,  ’93)  5,359  38 
L.  D.  Conner  &'  Co. 

(Sec.  B,  Aug.  15.  ’93)  5,197  50 
TV  e s t e r n Dredging 
and  Impt.  Co.  (Sec.  C, 

August  115.  ’93) 2,056  25 

E-  D.  Smith  & Co.  (Sec. 

D,  August  15.  ’93)...  '3,287  40 
Streeter  & Kenefick, 

(Sec.  E,  Aug.  15,  ’93)  9,080  70 

Bicker,  Lee  & Co. 

(Sec.  F,  Aug.  15,  ’93).  4,325  20 

$109,280  56 

ENGINEERING  DEPARTMENT. 

J.  R.  Davis  & Son, 

(test pits) *175  40 

A.  C.  Schrader,  (trav- 
eling)  17  69 

A.  C.  Schrader,  (emer- 
gency)  71  50 

A.  C.  Schrader,  (emer- 
gency)  88  50 

A.  C.  Schrader,  (emer- 
gency)  85  00 

A.  C.  Schrader,  (emer- 
gency)...  12  75 

A.  C.  Schrader,  (emer- 
gency)   85  25 

A.  C.  Schrader,  (emer- 
gency)  15  20 

$ 401  29 

LAW  DEPARTMENT. 

S.  D.  Childs  & Co.  (sta- 
tionery)  16  84 

POLICE  DEPARTMENT. 

Frank  E.  Michaud,  (re- 
pairing Sag  building)  883  28 

Grand  total $110,01147 


Mr.  Kelly,  seconded  by  Mr.  Eckhart, 
moved  that  the  vouchers,  as  read  and 
shown  above,  be  approved  and  ordered 
paid. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  .Kelly,  P.rendergast, 
Russell  and  Wenter — nine  (9).  Nays — 
None. 

Upon  which  result  the  President  de- 
clared the  motion  carr  ied,  and  the  vouch- 
ers, as  read  and  shown  above,  approved 
and  ordered  paid. 

REQUISITIONS. 

The  Clerk  presented  the  following 
requisition: 

No.  1050,  Clerical  Department, 

(stationery) $11.00 


Mr.  Kelly,  seconded  by  Mr.  Russell, 
moved  that  Requisition  No.  1050,  for 
the  Clerical  Department,  as  read  and 
shown  above,  be  allowed. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Prendergast, 
Russell  and  Wenter — nine  (9).  Nays— 
None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  Requisi- 
tion No.  1050,  for  the  Clerical  Depart- 
ment, as  read  and  shown  above,  allowed. 

WEEKLY  REPORT  ON  EMPLOYES. 

The  Cl^rk  presented  a report,  in  ac- 
cordance with  the  rules,  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  August  19, 
1893. 

The  same  was  read,  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT: 

“Chicago,  August  23,  1893. 
To.  the  Honorable  the  Board  of  Trustees 

oj  the  Sanitary  District  of  Chicago: 

Gentlemen— I beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week-ending  August 
19,  1893,  as  the  same  have  been  reported 
to  me  : 

Engineering  Department 90 

Clerical  Department 3 

Treasury  Department 1 

Law  Department. . , * 7 

Total  employes ), 101 

Respectfully  submitted, 

(Signed)  Thos.  F.  Judge, 

Clerk” 

CHANGE  IN  LEVEES  OF  SECTIONS  E AND  F. 

The  Clerk  presented  a report  from  the 
Chief  Engineer, accompanied  by  an  order, 
rescinding  the  action  of  the  Board,  order- 
ing that  the  Chief  Engineer  be  author- 
ized, and  directed  to  change  the  location 
of  the  levee  south  of  the  river  diversion 
on  Sections  E and  F,  as  provided  in  the 
order  parsed  at  the  meeting  hela  August 
16,  1893,  (page  1403  of  the  Proceedings) 
and  authorizing  and  directing  the  Chief 
Engineer  to  change  the  location  of  the 
levee,  as  provided  in  the  order;  and  the 
report  and  accompanying  order  were 
read. 
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Mr.  Cooley,  seconded  by  Mr.  Bolden- 
weck,  moved  that  the  report  be  ordered 
printed  , and  placed  on  file,  the  recom- 
mendations made  therein  concurred  in, 
tjae  order  adopted,  and  the  Chief  Engi- 
neer authorized  and  directed  in  accord- 
ance with  the  same. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Bolden  week,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Prendergast, 
Russell  and  Wenter— nine  (9).  Nays— 
None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
ordered  printed  and  placed  on  file, 
the  recommendations  made  therein  con- 
curred in,  the  order  adopted,  and  the 
Chief  Engineer  authorized  and  directed 
in  accordance  with  the  same. 

The  following  is 

THE  REPORT,  WITH  ACCOMPANYING  ORDER: 

“Chicago,  August  23, 1893. 
To  the  Honorable  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago : 
Gentlemen— I would  respectfully  ask 
a modification  of  your  order  of  August 
16,  relative  to  the  location  of  the  south 
levee  of  the  river*  diversion  on  Sections 
E and  F,  in  accordance  with  the  form  of 
order  herewith  submitted, 

Respectfully  submitted, 
(Signed)  Isham  Randolph, 

Chief  Engineer.” 


“ Ordered , In  so  far  as  it  applies  to  Sec- 
tion “F,”  that  the  action  of  this  Board, 
at  its  meeting  August  16,  1893,  ordering 
that  the  Chief  Engineer  be  authorized 
and  directed  to  change  the  loca- 
tion of  the  levee  south  of  the 
river  diversion  in  Sections  E and  F of 
the  main  drainage  channel  in  such 
a manner  that  the  location  of  the  levee 
shall  be  moved  southward  about  150  feet, 
so  that  the  distance  between  levees  north 
and  south  of  the  river  diversion  shall 
not  be  less  than  600  feet  (page  1403  of  the 
Proceedings),  be  and  the  same  is  hereby 
rescinded;  and  be  it  further 

Ordered , That  the  Chief  Engineer  be 
authorized  and  directed  to  change  the 
location  of  the  levee  south  of  the  river 
diversion  in  Section  “F”  of  the  main 
drainage  channel  in  such  manner  that 
at  its  western  extremity  it  shall  be  a con- 
tinuation of  the  tangent,  or  straight  line, 
forming  the  line  of  said  levee  through 
the  central  part  of  the  work.” 


CONDTION  OF  WORK  ON  MAIN  CHANNEL. 

The  Clerk  presented  a report  from  the 
Chief  Engineer,  transmitting  a report 
from  the  Superintendent  of  Construction, 
showing  the  condition  at  that  date  of  the 
work  on  ail  sections  of  the  main  channel 
under  contract;* and  the  report  and  en- 
closure were  read, 

Mr.  Kelly,  seconded  by  Mr.  Cooley, 
moved  tha,t  the  report  and  enclosure  be 
ordered  printed  and  referred  to  the 
Joint  Committee  on  Engineering  and  Fi- 
nance, with  instructions  to  report  back 
at  the  next  meeting. 

The  motion  prevailed  unanimously, 
and  the  report  and  enclosure  were  order- 
ed printed  and  so  referred. 

The  following  is 

THE  REPORT,  WITH  ENCLOSURE: 

“Chicago,  August  23, 1898. 

To  the  Honorable  the  Board  of  Tnistees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— I herewith  transmit  the 
report  of  the  Superintendent  of  Construc- 
tion under  date  of  August  15,  showing  the 
conditions  prevailing  upon  each  section  of 
the  work  now  under  contract.  There  has 
been  no  material  change  in  conditions 
since  that  report  'closed,  except  upon  Sec- 
tion No.  1.  For  that  work  the  contractor, 
Alfred  H&rlev,  has  secured  two  steam 
shovels  which  have  actually  been  delivered, 
but  owing  to  delay  in  delivery  of  track  for 
dump  cars  they  have  not  gone  to  work. 
This  equipment  is  an  evidence  of  intention 
on  the  part  of  the  contractor  to  make  prog- 
ress and  I gladly  recognise  it  to  his  credit 

On  the  work  of  river  diversion,  Section 
No.  1,  there  is  no  change  since  the  15th]  inst 
The  contractor  declares  himself  unable  to 
prosecute  that  work  at  the  price  covered 
by  the  contract.  This  morning  his  Super* 
intendent  called  upon  me  to  sav  that  they 
were  ready  to  place  400  men  on  the  river 
diversion  and  push  it,  if  the  District  would 
pay  the  labor  rolls  with  10  per  cent,  added 
for  use  of  tools  and  superintendence. 

In  the  matter  of  the  Agnew  Sections,  a 
member  of  that  firm  submitted  for  my  in- 
spection copies  of  certain  contracts  which 
the  firm  has  entered  into  for  equipment. 
This  equipment  comprises  one  hydraulic 
dredge  for  Section  6 with  a guaranteed  ca- 
pacity of  2,500  cubic  yards  per  day.  It  is 
dated  August  8th,  and  under  its  terms  the 
machine  is  to  be  in  place  90  days  from  that 
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date.  They  do  not  purchase  this  machine, 
and  it  is  to  do  Work  on  a yardage  basis.  1 
do  not  know  where  the  machinery  for  this 
dredge  is  being  built,  nor  could  Mr.  Agnew 
tell  me;  he  said  he  v/ould  send  one  of  the 
contractors  to  me  with  full  particulars. 
The  contract  is  executed  by  M.  H.  Alberg- 
er,  President,  and  M.  Valandingham,  Sec- 
retary. 

For  Section  No.  7 the  contract  calls  for 
blank  machines,  high  power  derricks,  with 
a capacity  for  handling  1,000  to  1,200  cubic 
yards  per  day  of  ten  hours,  for  which  the 
party  doing  the  work  is  to  receive  15  cents 
per  cubic  yard.  Contract  dated  July  3rd, 
time  90  days. 

For  Section  No.  9 the  contract  is  drawn 
(as per  No.  7)  for  machines  (number  not 
specified)  capacity  to  be  from  twelve  to 
fifteen  hundred  yaYds  per  day,  but  the  con- 
tract only  requires  a rate  of  40  cubic  yards 
per  hour;  compensation  to  be  15  cents  per 
cubic  yard,  date  of  contract  June  12th,  time 
of  delivery  90  days.  Both  of  these  contracts 
are  with  the  McMyler  Manufacturing  Com- 
pany. 

1 heartily  concur  in  the  recommendation 
of  the  Superintendent  of  Construction  that 
the  Construction  Department  be  clothed 
with  authority  to  place  such  forces  as  may 
he  needed  upon  the  river  diversion,  in  am- 
ple time  to  insure  its  completion  before  the 
winter  sets  in. 

Respectfully  submitted, 

(Signed)  Isham  Randolph, 

Chief  Engineer .” 


(Enclosure) 

“Chicago,  August  15, 1893: 

Isham  Randolph , Esq.,  Chief  Engineer, 

Sanitary  District: 

Dear  Sir— Reporting  upon  the  general 
condition  of  the  work,  I will  say  that  with 
few  exceptions  there  has  been  a marked 
improvement  since  my  last  general  report, 
and  that  some  contractors  have  exceeded 
the  requirements  of  their  contracts,  of 
which  I beg  to  submit  the  following  brief 
summary: 

Section  “F.” 

This  section  is  estimated  to  contain 
1,598,500 cubic  yards,  and  work  was  ordered 
to  be  commenced  thereon  April  1st  last. 


The  average  monthly  amount  required  to 
be  done  on  this  section  is  46,920  cubic  yards,  • 
allowing  the  first  four  months  to  count  as 
one  month,  to  enable  the  contractors  to 
make  suitable  provision  for  carrying  on  t he- 
work.  Up  to  the  15th  inst.  tliere  has  been 
73,953  yards  handled,  which  is  3,573  yards 
in  excess  of  the  requirements.  . Meanwhile 
the  contractors  have  provided  an  extensive 
plant,  consisting  of  locomotives,  cars,  two 
steam  shovels  (and  another  ordered), 
pumps,  water  tank,  buildings,  and  other 
necessary  adjuncts  for  the  prosecution  of 
the  work.  They  have,  also,  in  addition  to 
the  yardage  above  stated*  constructed  em- 
bankments for  their  railway,  a railroad 
bridge  across  the  Desplaines  River,  and 
made  other  preliminary  arrangements  such 
as  at  present  indicate  satisfactory  progress 
on  this  section. 

Section  liE.” 

This  section  contains  about  1,821,200  cubic 
yards.  Work  was  ordered  commenced 
thereon  at  the  same  time  and  under  the  same 
conditions  as  on  the  proceeding  Section 
(“F” ).  It  should  be  stated,  however,  that 
high  water  prevented  doing  much  on  either 
of  these  sections  until  June.  The  average 
progress  required  on  this  section  is  55,200 
cubic  yards  per  month.  Allowing  four 
months  at  beginning  to  equal  one  month, 
there  should  have  been  82,800  cubic  yards 
excavated  up  to  the  15th  inst.  Their  esti- 
mate up  to  the  10th  In3t.  is  about  235,000 
cubic  yards,  or  about  152,000  yards 
more  than  required.  Since  my  last  gen- 
eral report  their  plant  has  been  increased 
by  the  addition  of  two  steam  shovels,  with 
the  necessary  locomotives*  cars,  tracks,  etc., 
required  for  their  operation,  which  places 
this  section  at  this  time  beyond  apprehen- 
sion as  to  progress. 

Section  “D.” 

This  section  contains  about  1,820  525  cubic 
yards,  of  which  the  contract  requires  the  re- 
moval of  about  55,160  yds.  monthly,  or  82,740 
yards  up  to  the  15th  inst.  The  estimates 
to  latter  date  show  68,768  cubic  yards  exca- 
vated, leaving  a deficiency  of  23  972  yards; 
or  about  two  weeks  behind.  I do  not,  how- 
ever, regard  this  as  a serious  lapse  as  the 
contractors  are  strengthening  their  plant 
and  rendering  the  same  more  efficient,  and 
getting  their  work  opened  up  in  such  man- 
ner as  to  be  more  expeditiously  done,  which , 
together  with  their  well  known  experience 
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as  contractors,  justifies  the  expectation  of 
full  progress  on  this  section. 

Section  “C.” 

This  section  embraces  1,965,270  cubic 
yards,  of  which  176,900  yards  is  river  diver- 
sion, requiring  a monthly  progress  of  59.550, 
or  89,325  yards  by  the  15th  inst.  Their  esti- 
mate shows  but  35,000  yards  excavated  on 
that  date,  owing,  partially,  to  the  fact  that 
originally  little  work  could  be  done  on  the 
main  channel  until  the  river  diversion  is 
completed.  Another  steam  shovel  with 
incline  tramway  has  recently  been  added  to 
this  work  which  has  now  so  dried  off  that 
the  greater  portion  of  it  may  also  he  worked 
with  teams  and  scrapers,  which  the  con- 
tractors have  promised  to  put  on.  If  this 
is  not  done  promptly,  owing  to  the  exi- 
gencies mentioned  in  my  report  of  the  26th 
ult.,  I urgently  recommend  that  immediate 
steps  be  taken  to  place  such  force  thereon 
as  will  insure  the  completion  of  the  river 
diversion  during  this  exceptionally  dry 
season . 

Section 

Contains  1,556,671  cubic  yards,  203,200  be- 
ing river  diversion.  The  requirement  on 
this  section  is  47,170  yards  per  month,  or 
70,755  yards  to  date,  of  which  but  29,822  had 
. been  done  up  to  the  15th  inst.  Of  this 
amount  22,000  yards  were  excavated  within 
the  lost  two  weeks  of  the  period  named, 
and  a large  force  is  now  engaged  thereon. 

Section  “A.” 

On  this  section  are  2,179,190  cubic  yards 
of  which  135,800  are  river  diversion.  The 
monthly  progress  requirement  is  about 
66,000  yards,  or  about  99,000  yards  to  this 
date  (August  15th).  Their  estimate  shows 
but  26,222  yards,  of  which  amount  20,000 
were  taken  out  during  the  last  two  weeks, 
and  a strong  force  is  now  engaged  thereon. 
This  and  the  preceding  section  belong  to 
th«  same  contractors,  who  seem  to  be  mak- 
ing an  effort  to  expedite  the  river  diversion 
part  of  their  work,  which  must  be  com- 
pleted on  both  these  sections  before  any 
work  can  be  done  on  the  main  channel. 
Owing  to  these  conditions  I would  also 
recommend  that,  in  case  of  any  doubt  of 
their  ability  to  finish  such  work  this  sea- 
son, the  Construction  Department  be  au- 
thorized to  put  on  such  lorce  as  to  secure 
its  completion.  1 am  advised  that  a hy- 
draulic dredge  has  been  engaged  for  these 


sections,  with  an  estimated  capacity  of 

100.000  cubic  yards  per  month,  and  that  it 
is  expected  to  be  in  operation  within  the 
next  two  weeks 

Section  l. 

Work  was  ordered  commenced  on  this 
section,  containing  2,177,819  cubic  yards,  on 
January  1st  last,  the  monthly  rate  of  prog- 
ress being  54,450  cubic  yards,  or  245,025 
yards  to  date,  at  which  time  the  estimate 
shows  but  about  50,000  yards  excavated — 

21.000  yards  of  which  was  done  during  the 
last  two  weeks.  It  is  well  to  state,  how- 
ever, that  this  is  an  earth  section  which 
was  thickly  timbered  and  frozen  up  at  the 
time  work  was  ordered  to  proceed  thereon, 
and  that  subsequent  high  water  deterred 
the  commencement  of  effective  operations 
until  well  along  in  June.  The  river  di- 
version ob  this  section  contains  145,841 
yards,  in  which  the  contractors  en- 
countered some  very  hard  material 
which  they  abandoned  after  having  ex- 
cavated abont  5,500  yards,  and  are  now 
confining  their  operations  to  the  north  half 
of  the  main  channel  with  a force  Of  teams 
and  men  capable  ot  moving  about  40,000  to 

50.000  yards  per  month.  The  contractors 
informed  me  that  they  have  ordered  and  on 
the  way  two  of  the  strongest  pattern  steam 
shovels  for  this  work,  which  statement  is 
verified  by  the  agent  of  the  Marion  Steam 
Shovel.  Co.,  who  took  the  order.  I have, 
however,  no  hope  of  satisfactory  progress 
on  this  section,  for  the  reason  that  the  open- 
ing of  the  river  diversion  on  its  south  end 
discloses  a very  hard  class  of  material 
which  the  contractors  declare  themselves 
unable  to  handle  unless  the  same  is  classi- 
fied as  solid  rock,  which  cannot  be  done 
under  our  contract  specifications.  1 am  of 
the  opinion  also  that  much  of  this  same 
material  will  be  found  in  the  main  channel 
—especially  in  the  south  end  of  the  section, 
which  the  contractors  say  they  cannot 
handle  unless  classified  as  above. 

Sections  2,  3 and  4. 

The  condition  of  these  sections  is  well 
known. 

Section  .5. 

This  section  contains  1,212  860  cubic 
yards,  requiring  a monthly  output  of  30,300 
yards,  or  222,100  yards  to  date.  Of  this 
amount  there  has  been  excavated  but  66,000 
yards— leaving  a deficiency  of  156,100  yards. 
This  deficiency  would  have  been  much 
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greater  but  for  the  recent  use  of  teams  that 
have  now  moved  about  all  the  material  that 
can  be  taken  out  in  that  manner.  The 
“Clam  Shell”  dredge  has  been  tested  for 
some  weeks  and  provten  a failure,  as  pre- 
dicted in  my  report  of  July  26th,  (page  1350 
of  Proceedings)  and  the  same  conditions 
exist,  as  therein  stated,  in  an  intensified 
degree.  Work  was  commenced  on  this 
section  October  15th,  1892,  resulting  thus 
far  in  an  output  of  but  66,000  yards,  during 
one  of  the  finest  working  seasons  known  in 
this  country.  The  contractors  have  been 
indulged  in  testing  experimental  methods 
for  nearly  a year  without  benefit  to  them- 
selves or  the  Sanitary  District,  and  I would 
recommend  that  summary  measures  be 
adopted  to  secure  the  excavation  of  this 
section. 

Section  6. 

On  this  section,  containing  1,125,623  cubic 
yards,  work  was  commenced  October  15th, 
1892.  The  monthly  requirement  is  28,140 
yards,  or  196,980  yards  to  date.  Of  this 
there  have  been  taken  out  but  66,200  yards, 
leaving  a shortage  of  130,780  yards.  The 
same  condition  prevails  as  stated  in  my  re- 
port of  July  26th  (page  1351  of  the  Pro- 
ceedings), and  as  is  given  in  reference  to 
the  preceding  section,  together  with  my 
recommendation  therein. 

Section  7. 

This  section  contains  1,108,319  cubic 
yards,  calling  for  the  removal  of  27,700 
yards  per  month,  making  193,900  yards  that 
should  have  been  removed  to  date.  The 
estimates  show  66,140  yards,  leaving  a de- 
ficit of  128,760  yards. 

Section  8. 

Of  the  1,313,112  cubic  yards  in  this  section 
32,800  yards  are  required  to  be  moved 
monthly,  amounting  to  246,150  yards  to 
date.  The  estimates  give  132,440  (of  which 
about  one-third  is  earth)  showing  a short- 
age of  113,710  yards. 

Section  9. 

This  section  contains  1,099,788  cubic 
yards,  requiring  a monthly  average  output 
of  27,500  yds.,  amounting  to  206.250  yds.  to 
date,  of  which  there  have  been  excavated 
to  date  87,460  yards,  the  deficit  being  118,790 
yards.  This  and  the  two  preceeding  sec- 
tions (7,  8 and  9)  are  nearly  all  rock  with  a 
considerable  river  diversion  comprising 
material  easily  excavated,  much  of  which 


has  been  done,  and  the  yardage  herein 
given  as  excavated  on  these  three  sections 
comprise  136,600  yards  of  earth  and  122,650 
yards  of  solid  rock.  If  contractors  are  so 
far  delinquent  in  removing  this  top  material, 
which  is  so  much  more  easily  handled  than 
the  harder  courses  of  underlying  rock,  what 
can  be  expected  when  these  lower  courses 
are  reached.  Much  has  been  said  about 
procuring  high  power  derricks  and 
heavy  machinery,  and  that  their 
delinquency  was  caused  by  reason  of  delay 
in  getting  such  machinery  on  the  ground; 
whereas,  as  stated  in  a former  report,  such 
machinery  is  not  only  unnecessary  but  un- 
profitable to  use  until  the  first  cut  is  re- 
moved, which  can  be  done  more  econ- 
omically and  far  more  expeditiously  with 
the  usual  inexpensive  appliances  so  success- 
fully used  in  similar  material  on  other  parts 
of  the  work  adjacent  to  these  sections. 

All  this  heavy  machinery  is  limited  as  to 
capacity  and  cannot  be  pushed.  The  other 
methods  above  referred  to  can  be  and  should 
have  been  adopted.  I am  confident  that 
none  of" these  sections  can  be  brought  up 
to  contract  requirements  by  the  use  of  the 
heavy  derricks  proposed.  I see  no  indica- 
tion of  any  substantial  improvement  that 
will  warrant  further  delay  in  adopting 
measures  that  will  insure  the  completion  of 
these  sections. 

Section  10. 

This  section  contains  1,227,601  cubic 
yards,  of  which  30,600  yards  are  required 
to  be  taken  out  monthly,  or  229,500  yards 
up  to  this  time. 

The  estimate  shows  148.160  yards,  leaving 
a deficiency  of  81.340  yards.  Although 
somewhat  behind,  this  section  is  being  pro- 
vided with  the  most  extensive  plant  on  the 
line.  They  are  operating  now  principally 
with  cars  and  tramways  on  the  first  course, 
following  with  cantilever  derricks  on  the 
lower  courses.  They  have  one  cantilever 
derrick  in  operation  now  and  two  new  ones 
about  finished  which  will  soon  be  ready  for 
use,  which,  with  their  other  appliances, 
seems  ample  for  the  completion  of  this  sec- 
tion on  time. 

Section  11. 

This  section  contains  1,034,120  cubic 
yards,  requiring  a monthly  rate  of  progress 
of  25.850  yards,  amounting  to  193,875  yards 
to  date.  The  last  estimate  shows  a total  of 
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166,110  yards  excavated,  leaving  about 
28,765  yards  short,  but  as  the  estimate  shows 
that  they  are  now  excavating  at  the  rate  of 
43,44Q  yards  per  month  this  deficiency  will 
soon  be  transformed  into  a surplus. 

Section  12. 

This  section  contains  991,371  cubic  yards, 
on  which  the  required  rate  of  progress  is 
24,784  yards  per  month,  or  186,000  yards  to 
date.  According  to  the  last  estimate  the 
total  yardage  moved  is  174,800  yards,  leav- 
ing this  section  only  11,200  yards  behind, 
which  will  be  overcome  during  the  present 
month,  as  their  capacity  now  is  about  40,000 
yards  per  month,  or  nearly  double  their 
contract  requirements. 

Section  13. 

Of  the  1,032,267  cubic  yards  in  this  section 
the  monthly  average  should  be  26,800  yards, 
or  a total  of  193,800  yards  to  this  date,  at 
which  time  their  estimate  credits  them  with 
239,922  yards,  being  46,522  yards  in  excess 
of  the  rate  of  progress  called  for  by  their 
contract. 4 Their  present  capacity  is  nearly 
double  that  which  is  required,  the  last  30 
days’  output  being  43,400  cubic  yards.  This 
and  the  two  preceeding  sections  (11, 12  and 
13)  belong  to  one  contracting  firm,  and  all 
work  thus  far  done  thereon  has  been  done 
with  carts,  cars,  tramways,  inclines,  etc., 
all  economical  and  efficient  methods  and 
about  the  only  means  that  can  be  profitably 
employed  to  expedite  work  on  the  upper 
courses  of  the  channel,  with  which  they  are 
well  along.  They  now  have  in  course  of 
erection  eight  cantilever  derricks  tor  these 
three  sections  to  follow  up  and  take  out  the 
lowerr  courses.  All  their  work  is  being 
done  in  a systematic  and  commendable 
manner,  gratifying  alike  to  all  concerned. 

Section  U. 

This  section  contains  1,247,789  cubic 
yards,  requiring  a monthly  progress  of 
31,200  yards,  or  234,000  yards  up  to  the 
present  time.  The  estimates,  however, 
show  but  94,700  yards,  leaving  a deficit  of 
139,300  yards.  The  last  current  estimate 
shows  an  output  at  the  rate  of  only  22,000 
yards  per  month,  which  is  still  about  .83)£ 
per  cent  less  than  the  rate  of  progress 
called  for,  to  say  nothing  of  overcoming 
the  large  deficiency  above  shown,  which 
should  be  provided  for  during  this  the  best 
part  of  the  working  season.  From  the 
statements  and  promises  heretofore  made  ) 


by  the  contractors  a much  better  showing 
was  expected,  which  they  excuse  by  reason 
of  delay  in  getting  engines  and  hoisting 
machinery.  However  this  may  be,  it  is 
clear  that  nothing  but  an  actual  showing 
of  a satisfactory  output  should  be  tolerated 
on  this  section,  and  notice  given  accord- 
ingly. 

Respectfully  submitted, 

(Signed)  Uni  W.  Weston, 

Supt.  of  Construction 

COMPLAINTS  TO  SUPERINTENDENT  OF  CON- 
STRUCTION. 

The  Clerk  presented  a report  from  the 
-Chief  Engineer,  transmitting  a report 
from  the  Superintendent  of-  Construction , 
with  reference  to  complaints  lodged  with 
him;  and  the  report  was  read. 

Mr.  Bolden  week,  seconded  by  Mr.  Eck- 
hart,  moved  that  the  report  be  ordered 
printed,  and,  with  enclosure,  referred  to 
the  Committee  on  Judiciary. 

The  motion  prevailed  unanimously, 
and  the  report  was  ordered  printed,  and, 
with  enclosure,  so  referred. 

The  following  Is 

THE  REPORT: 

•‘Chicago,  August  23,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— I enclose  herewith  report 
of  Superintendent  of  Construction  relative 
to  complaints  lodged  with  him  by  one 
Peter  Maday,  of  Lemont.  He  investigated 
these  cases  at  my  request,  and  i submit 
them  for  your  information. 

Respectfully  submitted, 
(Signed)  Isham  Randolph, 

Chief  Engineer .” 

(One  (1)  enclosure). 

APPOINTMENT  OF  SPECIAL  COMMITTEE  ON 
LABOR  QUESTION. 

The  President  then  announced  that  he 
had  appointed  a Special  Committee  of 
five,  as  directed,  consisting  of  Messrs. 
Kelly,  Eckhart,  Cooley,  Altpeter  and 
Prendergast,  to  meet  and  become  a part 
of  a Committee  of  citizens  to  devise 
ways  and  means  of  aiding  the  unem- 
ployed of  Cook  County,  and  to  take  up 
the  question  of  the  employment  of  addi- 
tional men  on  the  work  of  the  main 
channel,  as  recommended  in  the  message 
of  the  President. 
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PURCHASE  OF  “OGDEN”  AND  “ LAFLIN 
LAND.” 

Mr.  E’ckhart,  Chairman,  presented  a 
report  from  the  Joint  Committee  on 
Finance  and  Engineering,  with  reference 
to  the  purchase  from  the  estate  of  vV illiam 
B.  Ogden,  deceased,  and  Matthew  Laflin, 
of  certain  right  of  wav  lands  in  Cook 
County,  and  authorizing  and  directing 
the  Clerk  to  pay  for  the  said  right  of  way 
lands,  on  the  voucher  of  the  Attorney  as 
provided  in  the  report;  and  the  report 
was  read. 

Mr.  Eckliart,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  adopted, 
ordered  ’printed  and  placed  on  file,  the 
recommendations  made  therein  con- 
curred in,  and  the  Clerk  authorized  and 
directed  to  pay  the  said  estate  of  William 
B.  Ogden,  deceased,  and  Matthew  Laflin, 
on  the  voucher  of  the  Attorney,  for  said 
right  of  way  lands,  as  provided  in  the 
report. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly.,  Prendergast, 
Russell  and  Wenter — nine  (9).  Nays — 
None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  and  the  recommendations  made 
therein  concurred  in,  and  the  Clerk  au- 
thorized and  directed  to  pay  the  said  es- 
tate of  William  B.  Ogden,  deceased,  and 
Matthew  Laflin,  on  the  voucher  of  the 
Attorney,  for  said  right  of  way  lands, 
as  provided  in  the  report. 

The  following  is 

THE  REPORT: 

“Chicago,  August  23,  1893. 

To  the  Honorable  the  Board  of  Trustees 
of  the  Sanitanj  District  of  Chicago: 
Gentlemen— The  Joint  Committee  on 
Finance  and  Engineering  has  reached  an 
agieement  with  Marianna  A.  Ogden,  Will- 
iam O.  Wheeler  and  Andrew  H.  Green, 
surviving  executors  and  trustees  under  the 
last  will  and  testament  of  William  B. 
Ogden,  late  of  the  City  and  State  of  New 
York,  deceased,  for  the  purchase  from  them 
for  the  corporate  purposes  of  this  District, 
of  the  lands  hereinafter  described,  for  the 
sum  of  forty-six  thousand  seven  hundred 
and  fifty  ($16,750.00)  dollars. 

From  James  S.  Norton,  Caroline  Ogden 
Jones  and  Mahlon  Ogden  Jones,  as  trustees 
for  the  said  Mahlon  Ogden  Jones,  for  the 


purchase  from  them  for  the  corporate  pur- 
poses of  this  District  of  the  lands  herein- 
after described  for  the  sum  of  sixteen  thous- 
and four  hundred  and  fifty  ($16,450.00)  dol- 
lars. 

From  James  S.  Norton,  Caroline  Ogden 
Jones  and  Louis  Butler  McCagg,  as  trus- 
tees for  the  said  Louis  Butler  McCagg,  for 
the  purchase  from  them  for  the  corporate 
purposes  of  this  District  of  the  land  here- 
inafter described  for  the  sum  of  two  thous- 
and three  hundred  ($2,300.00)  dollars. 

From  Frances  Ogden  Jones,  for  the  pur- 
chase from  her  for  the  corporate  purposes 
of  this  District  of  the  lands  hereinafter  de- 
scribed for  the  sum  of  twenty-five  thousand 
and  fifty  ($25,050.00)  dollars. 

From  Caroline  Ogden  Jones,  for  the  pur- 
chase from  her  for  the  corporate  purposes 
of  this  District  of  the  lands  hereinafter 
described  for  the  sum  of  eight  thousand 
($8,000.00)  dollars. 

From  William  A.  Burnham,  successor  in 
trust  to  John  A.  Burnham,  deceased,  for 
the  purchase  from  him  for  the  corporate 
purposes  of  this  District  of  the  land  here- 
inafter described  for  the  sum  of  twelve 
thousand  nine  hundred  and  fifty  ($12,950.00) 
dollars. 

All  of  which  said  parties  aforesaid  are 
represented  in  Chicago  by  Ogden,  Sheldon 
& Co.,  as  agents. 

From  Matthew  Laflin,  for  the  purchase 
from  hhn  for  the  corporate  purposes  of  this 
District  of  the  lands  hereinafter  described 
for  the  sum  of  sixty-five  thousand  ($65,- 
000.00)  dollars. 

Your  Committee  recommend  that*  the 
Clerk  of  this  District  be  directed  to  pay,  on 
the  vouchers,  of  the  Attorney,  to  said 
Marianna  "A.  Ogden,  William  O.  Wheeler 
and  Andrew  H.  Green,  surviving  executors 
and  trustees  under  the  last  will  and  testa- 
ment of  William  B.  Ogden,  late  of  the  City 
and  State  of  New  York,  deceased,  the  sum 
of  forty-six  thousand  seven  hundred  and 
fifty  ($46,750.00)  dollars  in  full  payment  for 
the  following  described  lands,  to- wit: 

That  part  of  the  northeast  ( N.  E. ) frac- 
tional quarter  (?4)  of  Section  twelve  (12), 
Township  thirty-eight  (38)  North,  Range 
twelve  (12),  East  of  the  Third  Principal 
Meridian,  commencing  at  the  northeast 
(N.  E.)  corner  of  said  section  and  running 


August  23, J 


—1416- 


[1803. 


thence  west  (W.)  along  the  north  line  of 
said  section,  sixteen  hundred  (1,600)  feet; 
thence  south  (S.)  to  the , northerly  margin 
of  the  Desplaines  River;  thence  southwest- 
erly at  right  angles  to  the  general  course  of 
said  river  there,  to  the  center  thread  of  the 
current  of  said  river;  thence  southeasterly 
and  southwesterly  following  the  curve  of 
said  river  down  said  center  thread  to  its 
intersection  with  a line  drawn  from  the 
point  of  contact  of  the  west  line  of  the  east 
half  (E.  X)  of  said  northeast  (N.  E.)  frac- 
tional quarter  (X)  with  the  southerly  mar- 
gin of  the  said  river,  and  at  right  angles 
to  the  general  course  of  said  river  there; 
thence  southeasterly  along  said  line  to  said 
southerly  margin;  thence  south  (S.)  along 
said  west  line  to  the  south  line  of  said 
northeast  (N.  E.)  fractional  quarter  {X)\ 
thence  in  a northeasterly  direction  to  a 
point  in  the  east  line  of  said  northeast 
(N.  E.)  fractional  quarter  (3£),  five  hundred 
(600)  feet  north  (N.)  of  the  southeast  (S.  E.) 
corner  of  said  northeast  (N.  E.)  fractional 
quarter  (3^);  thence  north  (N.)  on  the  east 
line  of  said  section  to  the  point  of  begin- 
ning, excepting  therefrom  that  part  thereof 
lying  north  (N.)  of  the  southerly  boundary 
line  of  the  right  of  way  of  the  Chicago, 
Santa  Fe  & California  Railway  Company. 
Also, 

That  part  of  the  west  half  ( W.  X)  of  the 
east  half  (E.  X)  of  the  northeast  quarter 
(N.  E.  X)  of  Section  four  (4),  Township 
thirty-eight  (38)  North,  Range  thirteen  (13), 
East  of  the  Third  Principal  Meridian,  lying 
north  (N.)  of  the  northerly  boundary  line 
of  the  right  of  way  of  the  Chicago,  Santa 
Fe  and  California  Railway  Company  and 
south  (S.)  of  a line  drawn  from  a point  in 
the  west  line  of  said  northeast  quarter  (N. 
E.  X)*  one  thousand  and  seventeen  (1017) 
feet  north  (N.)  of  the  southwest  (S.  W.) 
corner  of  said  northeast  quarter  (N.  E.  X) 
to  a point  in  the  east  line  of  said  section, 
four  hundred  and  ninety-six  and  ninety-five 
one- hundredth s (496.96)  feet  south  (S.$  of 
the  northeast  (N.  E.)  corner  of  said  seetion. 
Also, 

That  part  of  the  south  half  (S.  )4)  of  the 
northwest  quarter  (N.  W.  X)  of  the  south- 
west quarter  (S.  W.  X)  of  the  southeast 
quarter  (S.  E.  X)  of  Section  thirty-four 
(34),  Township  thirty-nine  (39)  North, 
Range  thirteen  (13),  East  of  the  Third 
Principal  Meridian,  lying  south  (S.)  of  a 
line  drawn  from  a point  in  the  west  line  of 


the  east  half  (E.  X)  of  the  southwest  quar- 
ter (S.  W.  X)  of  said  section,  thirty-nine 
and  sixty-six  one-hundredths  (39.66)  feet 
north  (N.)  of  the  southwest  (S.  W.)  corner 
I of  said  east  half  (E.  X)  to  a point  in  the 
east  line  of  the  southeast  quarter  (8.  E.  X)- 
of  said  section,  one  thousand  and  twenty- 
five  and  sixty  one-hundredths  (1025.60)  feet 
south  (S.)  of  the  northeast  (N.  E.)  corner 
of  said  southeast  quarter  (S.  E.  %). 

To  James  S.  Norton,  Caroline  Ogden 
Jones  and  Mahlon  Ogden  Jones,  as  trustees 
for  the  said  Mahlon  Ogden  Jones,  the  sum 
of  sixteen  thousand  four  hundred  and  fifty 
($16,450.00)  dollars,  m full  payment  for  the 
following  described  lands,  to- wit: 

The  south  (S.)  five  (6)  acres  of  the  east 
half  (E.  X)  of  the  northeast . quarter 
(N.  E.  X)  of  the  northeast  quarter  (N.  E.  X) 
Of  Section  four  (4),  Township  thirty-eight 
(38)  North,  Range  thirteen  (13),  East  of 
the  Third  Principal  Meridian.  Also, 

That  part  of  the  west  half  (W.  X)  of  the 
east  half  (E.  X)  of  the  southeast  quarter 
(S.  E.  X)  of  the  northeast  quarter  (N.  E.  X)~ 
of  Section  four  (4),  Township  thirty-eight 
(38)  North,  Range  thirteen  (13),  East  of  the 
Third  Principal  Meridian,  lying  north  (N.) 
of  the  northerly  boundary  line  of  the  right 
of  way  of  the  Chicago,  Santa  Fe  & Califor- 
nia Railway  Company.  Also, 

The  south  (S.)  five  (6)  acres  of  the  south 
(S.)  ten  (10)  acres  of  the  west  half  ( W.  X) 
of  the  southwest  quarter  (S.  W.  X)  of  the 
southeast  quarter  (S.  E.  X)  of  Section  thir- 
ty-four (34),  Township  thirty- nine  (39> 
North,  Range  thirteen  (13),  East  of  the 
Third  Principal  Meridian. 

To  James  S.  Norton,  Caroline  Ogden 
Jones  and  Louis  Butler  McCagg,  as  trus- 
tees for  the  said  Louis  Butler  McCagg,  the 
sum  of  two  thousand  three  hundred  dollars 
($2,300.00),  in  full  payment  for  the  follow- 
ing described  land,  to- wit: 

That  part  of  the  east  half  (E.  X)  of  the 
east  half  (E.  X)  of  the  southeast  quarter 
(S.  E.  X)  of  the  northeast  quarter  (N.  E. 
X)  of  Section  four  (4),  Township  thirty- 
eight  (38)  North,  Range  thirteen  (13),  East 
of  the  Third  Principal  Meridian,  lying 
north  (N.)  of  the  northerly  boundary  line 
of  the  right  of  way  of  the  Chicago,  Santa 
Fe  and  California  Railway  Company. 

To  Frances  Ogden  Jones  the  sum  of 
twenty-five  thousand  and  fifty  ($25,050.00) 
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dollars,  in  full  payment  for  the  following 
described  lands,  to  wit: 

That  part  of  the  north  (N.)  five  (5)  acres 
of  the  south '(S.)  ten  (10)  acres  of  the  east 
half  (E.  X)  of  the  northeast  quarter  (N.  E. 
X)  of  the  northeast  quarter  (N.  E.  X)  of 
Section  four  (4),  Township  thirty-eight  (38) 
North,  Range  thirteen  (13),  East  of  the 
Third  Principal  Meridian,  lying  south  (S.) 
of  a line  drawn  from  a point  in  the  west 
line  of  said  northeast  quarter  (N.  E.  X)> 
one  thousand  and  seventeen  (1,017)  feet 
north  (N.)  of  the  southwest  (S.  W.)  corner 
of  said  northeast  quarter  (N.  E.  X)  to  a 
point  in  the  east  line  of  said  section,  four 
hundred  and  ninety-six  and  ninety-five  one- 
hundredths  (496.95)  feet  south  (S.)  of  the 
northeast  (N.  E.)  corner  of  said  section. 
Also, 

That  part  of  the  east  half  (E.  X)  of  the 
southwest  quarter  (S.  W.  X)  of  the  south- 
east quarter  (S.  E.  X)  of  Section  thirty-four 
(34),  Township  thirty-nine  (39)  North, 
Range  thirteen  (18),  East  of  the  Third  Prin- 
cipal Meridian,  lying  north  (N.)  of  the 
northerly  boundary  line  of  the  right  of  wav 
of  the  Chicago,  Santa  Fe  & California  Rail- 
way Company,  and  south  (S.)  of  a line 
drawn  from  a point  in  the  west  line  of  the 
east  half  (E.  X)  of  the  southwest  quarter 
(S.  W.  X)  of  said  section,  thirty-nine  and 
sixty- six  one-hundredths  (39.66)  feet  north 
(N.)  of  the  southwest  (S.  W.)  comer  of  said 
ea3t  half  (E.  X)  to  a point  in  the  east  line 
of  the  sontheast  quarter  (S.  E.  X)  of  said 
section,  one  thousand  and  twenty-five  and 
sixty  one  hundredths  (1025.60)  feet  south 
(S. ) of  the  northeast  (N.  E.)  corner  of  said 
southeast  quarter  (S.  E.  X)- 

To  Caroline  Ogden  Jones  the  sum  of 
eight  thousand  ($8,000  00)  dollars,  m full 
payment  for  the  following  described  lands, 
to- wit: 

That  part  of  the  south  (S.)  five  (6)  acres 
of  the  north  (N.)  ten  (10)  acres  of  the  east 
half  (E.  X)  of  the  northeast  quarter 
(N.  E.  X)  of  the  northeast  quarter 
(N.  E.  X)  of  Section  four  (4),  Township 
thirty  eight  (38)  North,  Range  thirteen  (13), 
East  of  fhe  Third  Principal  Meridian, 
lying  south  (S.)  of  a line  drawn  from  a 
point  in  the  west  line  of  said  northeast 
quarter  (N.  E.  X)  one  thousand  and  seven- 
teen (1017)  feet  north  (N.)  of  the  southwest 
(S.  W.)  corner  of  said  northeast  quarter 
(N.  E.  X)  to  a point  in  the  east  line  of  said 


section,  four  hundred  and  ninety-six  and 
ninety-five  one-hundredths  (496.96)  feet 
south  (SO  of  the  northeast  (N.  E.)  corner 
of  said  section.  Also, 

That  part  of  thenorth  (N.)  five  (5)  acres 
of  the  south  (S.)  ten  (10)  acres  of  the  west 
half  (W.  X)  of  the  southwest  quarter 
(S.  W.  X)  of  the  southeast  quarter  (S.  E.  X) 
of  Section  thirty-four  (34),  Township 
thirty-nine  (39)  North,  Range  thirteen  (13), 
East  of  the  Third  Principal  Meridian,  lying 
south  (S.)  of  a line  drawn  from  a point  in 
the  west  line  of  the  east  half  (E.  X)  of  the 
southwest  quarter  (S.  W.  X)  of  said  Sec- 
tion thirty-four  (84),  thirty-nine  and  sixty- 
six  one  hundredths  (89.66)  feet  north  (N.) 
of  the  southwest  (S.  W.)  corner  of  said 
east  half  (E.  X)  to  a point  in  the  east  line 
of  the  southeast  quarter  ,(S.  E.  X)  of  said 
section,  one  thousand  and  twenty  five  and 
sixty  one-hundredths  (1,025.60)  feet  south 
(S.)  of  the  northeast  (N.  E.)  corner  of  said 
southeast  quarter  (S.  E.  X)- 

To  William  A.  Burnham,  successor  in 
trust  to  John  A.  Burnham,  deceased,  the 
sum  of  twelve  thousand  nine  hundred  and 
fifty  ($12,950.00)  dollars,  in  full  payment 
for  the  following  described  lands,  to- wit: 

That  part  of  the  east  half  (E.  X)  of  the 
southwest  quarter  (S.  W.  X)  of  Section 
thirty-four  (84),  Township  thirty-nine  (39) 
North,  Range  thirteen  (13),  East  of  the 
Third  Principal  Meridian,  lying  east(E.) 
of  the  easterly  boundary  line  of  the  right 
of  way  of  the  Chicago  & Western  Indiana 
Belt  Railway  Company,  and  south  (S.)  of  a 
line  drawn  from  a point  m the  south  line 
of  said  section,  twelve  hundred  and  twenty- 
six  and  three  one-hundredths  (1226.03)  feet 
e£st  (E.)  of  the  southwest  (S.  W.)  corner 
thereof,  to  a point  in  the  east  line  of  said 
section,  ten  hundred  and  twenty-five  and 
sixty  one  hundredths  (1025.60)  feet  south 
(S.)  of  the  east  (E  ) quarter  corner  thereof. 

To  Matthew  Lafhn  the  sum  of  sixty-five 
thousand  ($65,000  00)  dollars,  in  full  pay- 
ment for  the  following  described  lands,  to- 
wit: 

All  that  part  of  the  east  half  (E.  X)  of  the 
northwest  quarter  (N.  W.  X)  of  Section 
eight  (8),  Township  thirty-.eight  (88) 
North,  Range  thirteen  (13),  Ease  of  the 
Third  Principal  Meridian,  lying  northwest 
(N.  W.)  of  the  northwesterly  reserve  line 
of  the  Illinois  and  Michigan  Canal.  Also, 
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All  that  part  of  the  east  half  (E.  K)  of 
the  southwest  quarter  (S.  W.  %)  of  Section 
five  (5),  Township  thirty-eight  (38)  North, 
Range,  thirteen  (13),  East  of  the  Third 
Principal  Meridian,  lying  northwest 
(N.  W.)  of  the  northwesterly  reserve  line 
of  the  Illinois  and  Michigan  CaDal,  and 
south  (S.)  of  a line  drawn  from  a point  on 
the  east  line  of  said  quarter  section,  one 
thousand  and  seventy-eight  and  eight  one- 
hundredths  (1078.08)  feet  south  (S. ) of  the 
center  of  said  section  to  a point  on  the  west 
line  of  said  east  half  (E.  of -said  south- 
/west  quarter  (S.  W.  )^),  one  thousand  and 
sixty-two  and  eighty -eight  one-hundredths 
(1062.88)  feet  north  (N:)  of  the  south  line 
of  said  section,  excepting  therefrom  the 
right  of  way  of  the  Chicago,  Santa  Fe  & 
California  Railway  Company.  Also, 

All  that  part  of  the  southeast  quarter 
(S.  E.  of  Section  five  (5),  Township 
thirty-eight  (38)  North,  Range  thirteen 
(13),  East  of  the  Third  Principal  Meridian, 
lying  north  (N.)  of  the  right  of  way  of  the 
Chicago,  Santa  Fe  & California  Railway 
Company,  and  south  (S.)  of  a line  drawn 
from  a point  on  the  east  line  of  said  section, 
thirty  five  and  ninety  eight  one  hundredths 
(35  98)  feet  south  (S.)  of  the  northeast 
(N.  E.)  corner  of  said  quarter  section,  to  a 
point  on  the  west  line  of  said  quarter  sec- 
tion, one  thousand  and  seventy-eight  and 
eight  one-hundredths  (1088  08)  feet  south 
(S.)  of  the  center  of  said  section. 

All  of  said  lands  lying  and  being 
situate  In  the  County  of  Cook.  State  of. 
Illinois. 

(Signed)  B.  X Eckhart, 

Chairman. 

W.  H.  Russell, 

L.  E.  Cooley, 

John  J.  Altpeter, 
Wm.  Boldenweck, 
Thomas  Kelly, 

Joint  Committee  on  Finance  and  Engi- 

neering.” 

PURCHASE  OF  “WENTWORTH  LAND.” 

Mr.  Eckhart,  Chairman,  presented  a 
report  from  the  Joint  Committee  on  Fi- 
nance and  Engineering,  with  reference 
to  the  pu  chase  from  Moses  J Went- 
worth in  his  own  right  and  as  trustee  un- 
der the  will  of  John  Wentworth,  de- 
ceased, of  certain  right  of  way  lands  in 


Cook  County,  and  authorizing  and  di- 
•recting  the  Clerk  to  pay  for  the  said 
right  of  way  lands,  on  the  voucher  of  the 
Attorney,  as  provided  in  the  report;  and 
the  report  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly  * 
moved  that  the  report  be  adopted,  or- 
dered printed  and  placed  on  file,  the  rec- 
ommendations made  -therein  concurred 
in,  and  the  Clerk  authorized  and  direct- 
ed to  pay  said  Moses  J.  Wentworth,  in 
his  own  right  and  as  trustee  under  the 
will  of  John  (Wentworth,  deceased,  on 
the  voucher  of  the  Attorney,  for  said 
right  of  way  lands,  as  provided  in  the  re- 
port. 

On  roll- call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Prendergast, 
Russell  and  Wenter— nine  (9).  Nays — 
None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report, 
adopted,  ordered  printed  and  placed  on 
tile,  the  recommendations  made  therein 
concurred  in,  and  the  Clerk  authorized 
and  directed  to  pay  said  Moses  J.  Went- 
worth, in  his  own  right  and  a3  trustee 
under  the  will  Of  John  Wentworth,  de- 
ceased, on  the  voucher  of  the  Attorney, 
for  said  right  of  way  lands,  as  provided- 
in  the  report. 

The  following  is 

THE  REPORT: 

“Chicago,  August  23, 1893^ 

To  the  Honorable  the  Board  of  Trustees  of 

the  Sanitary  District  of  Chicago: 

Gentlemen — The  Joint  Committee  on 
Finance  and  Engineering  has  reached  an 
agreement  with  Moses  J.  Wentworth  in 
his  own  right  and  as  Trustee  under  the 
will  of  John  Wentworth,  deceased,  for 
the  purchase  from  him  for  the  corporate 
purposes  of  this  District  of  the  lands  here- 
inafter described  for  the  sum  of  one  hun- 
dred twenty-two  thousand  two  hundred 
and  thirty -seven  and  fifty  one-hun- 
dredths ($122,237.50)  dollars. 

Your  Committee  recommend  that  the 
Clerk  of  this  District  be  directed  to  pay,  on 
the  voucher  of  the  Attorney,  to  the  said 
Moses  J.  Wentworth  in  his  own  right  and 
as  Trustee,  the  sum  of  one  hundred 
twenty- two  thousand  two  hundred  and 
thirty -seven  and  fifty  one-hundredths 
($122,237.50),  dollars  in  full  payment  for 
the  following  described  lands,  to- wit: 

That  part  of  Section  seven  (7),  Town- 
ship thirty-eight  (38)  North,  Range  thir- 
teen (13),  East  of  the  Third  Principal 
Meridian,  lying  north  (N.)  of  the  north- 
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westerly  reserve  lice  of  the  Illinois  and 
Michigan  Canal.  Also, 

That  part  of  the  west  half  ( W.|)  of  the 
northwest  quarter  (N.  W.  i)  of  Section 
eight  (8), Township  thirty-eight  (38)  North, 
Range  thirteen  (13)^  East  of  the  Third 
Principal  *Meridian,  lying  north  (N.)  of 
the  northwesterly  reserve  line  of  the  Illi- 
nois and  Michigan  Canal. 

All  said  premises  lying  and  being  situate 
in  the  County  of  Cook,  in  the  State  of 
Illinois. 

(Signed)  B.  A.  Eckhart, 

Chairman. 
W.  H.  Russell, 

L.  E.  Cooley. 

John  J.  Altpeter, 
Wm.  Boldenweck, 
Thomas  Kelly, 

Joint  Committee  on  Finance  and  Engi- 
neering.'' 

condition  of  work  between  summit 

AND  LOCKPORT. 

Mr.  Cooley,  Chairman,  presented  a 
verbal  report  from  the  Joint  Committee 
on  Engineering  and  Finance,  stating 
that  the  Committee  would  report  at  the 
next  meeting  on  the  condition  of  all  the 
work  between  Summit  and  Lockport, 
and  also  on  other  matters  referred  to 
that  Committee  which  were  not  already 
disposed  of. 

COMMUNICATION  FROM  LEMONT  STATE 
BANK. 

The  Clerk  presented  a communication 
addressed  to  the  Board  by  the  Lemont 
State  Bank,  of  Lemont,  Illinois,  with 
reference  to  time  checks  given  by  con- 
tractors for  labor  on  the  channel. 


Mr.  Kelly,  seconded  by  Mr.  Bolden- 
weck, moved  that  the  communication 
be  referred  to  the  Committee  on  Judici- 
ary, without  being  read. 

The  motion  prevailed  unanimously, 
and  the  communication  was  so  referred. 

OFFICES  TO  BE  CLOSED  AUGUST  24. 

Mr.  Russell  presented  an  order  direct- 
ing the  closing  of  the  offices  of  the 
District  on  August  24,  1893,  the  same 
being  “Illinois  Day”  at  the  World’s 
Columbian  Exposition;  and  the  order 
was  read. 

Mr.  Russell,  seconded  by  Mr.  Altpeter, 
moved  the  adoption  of  the  order. 

On  roll  call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Prendergast, 
Russell  and  WT enter — nine  (9).  Nays — 
None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  offices  of  the  District 
ordered  closed  on  August  24,  1893. 

The  following  is 

the  order: 

“ Ordered,  That  the  offices  of  the  San- 
itary District  of  Chicago  be  and  they  are 
hereby  ordered  closed  on  Thursday,  Au- 
gust 24,  1893,  the  same  being  ‘Illinois 
Day’  at  the  World’s  Columbian  Exposi- 
tion, in  accordance  with  the  proclama- 
tion of  the  Governor  of  Illinois.” 

ADJOURNMENT. 

On  motion  of  Mr.  Eckhart,  seconded  by 
Mr.  Boldenweck,  the  Board,  then  ad- 
journed. 

Thos.  F.  Judge, 
Clerk. 
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PROCEEDINGS 

—OF  THE— 

Board  of  Trustees. 

—OF  THE— 

Sanitary  District  of  Chicago. 


AUGUST  30,  1893. 


OFFICIAL  RECORD. 

(Published  by  authority  of  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago .) 


REGULAR  MEETING. 

The  one  hundred  and  eighty-fifth 
regular  meeting  of  the  Board  of  Trus- 
tees of  the  Sanitary  District  of  Chicago 
was  held  in  their  rooms,  Rialto  Building, 
Wednesday,  August  30, 1893,  at  2 o’clock 
P.  M. 

President  Wenter  called  the  Board  to 
order. 

On  roll-call  Messrs.  Altpeter,  Bolden- 
week,  Cooley.  Epkhart,  Gilmore,  Kelly, 
Russell  and  Wenter— eight  (8).  and  sub- 
sequently Mr.  Prendergast,  making  a 
total  of  nine  (9)  members,  were  present. 

MINUTES. 

The  minutes  of  the  regular  meeting, 


held  August  23,  1893.  were  approved  as 
rinted,  on  motion  of  Mr.  Kelly,  seconded 
y Mr.  Bolden  week. 

VOUCHERS. 

The  Clerk  presented  the  following  vouchi 
ers  : 

ENGINEERING  DEPARTMENT. 

Richey  & Coates,  (lum- 
ber, Sag  ridge) $288  00 

CLERICAL  DEPARTMENT. 

H.  Schultz  & Co.,  (pa- 
per boxes) 13  13 

POLICE  DEPARTMENT. 

S.  D.  Childs  & Co.  (sta- 
tionery)  $ 5 91 

Cameron,  Amberg  & 

Co.  (stationery) 19  2Q 

John  Morris  Co.  (sta- 
tionery;  11  77 

The  Tobey  Furniture 
Co.,  (desk  and  chair)  52  00 
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The  Kauffman  Buggy 
Co.,  (wagon. harness, 

etc . ) 

Hibbard,  Spencer, Bart- 
lett & Co.  ( hardware ) 


$266  00. 

203  50 

- — $ .563  38 


GENERAL  ACCOUNT. 

Chicago  Edison  Co. 

(electric  lighting) — $ 13  59 

Marshall  Field  <&  Co., 

(window  shades) — 2 93 


Grand  total $ 831  03 


Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  flie  vouchers,  as  read  and 
sljown  above,  be  approved  and  ordered 
paid. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Aitpeter,  Boldenweck,  Cooley, 
Eckhart,  .Gilmore,  Kelly,  Bussell  and 
Wenter— eight  (8).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  vouch- 
ers, as  read  and  shown  above,  approved 
and  ordered  paid. 


REQUISITIONS.  - 


The  Clerk  presented  the  following 
requisitions: 


No.  460,  Law  Department,  (sta- 
tionery)  

No.  1051,  Clerical  Department, 
(postage  stamps) 


$36  40 
20  00 


Total 


$56  40 


Mr.  Kelly,  seconded  by  Mr.  Bolden- 
weck, moved  that  Requisitions  Nos.  460, 
for  the  Law  Department,  and,  1051,  for 
the  Clerical  Department,  as  read  and' 
shown  above,  be  allowed. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Aitpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Russell  and 
Wenter— eight  (8).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  Requisi- 
tions Nos.  460,  for  the  Law  Department, 
and  1051,  for  the  Clerical  Department, 
as  read  and  shown  above,  allowed. 

WEEKLY  REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report,  in  ac- 
cordance with  the  rules,  showing  the 
number  of  persons  in  the  employ  of  the 
.District  for  the  week  ending  August  26, 
1893. 

The  same  was  read,  and,  by  unanimous 
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consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

‘THE  REPORT: 

“Chicago,  August  30,  1893. 

To  the  Honorable • the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago: 

Gentlemen — I beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  August 
26,  1893*  as  the  same  have  been  reported 
to  me  : 


Engineering  Department 91 

Clerical  Department. 3 

Treasury  Department 1 

I .aw  Department 7 

Police  Department, 36 

Total  employes ^ . . . . 138 


Respectfully  submitted. 
(Signed)  Thos.  F.  Judge, 

Cleric 


test  of  pumps  on  sections  2,  3 AND  4.  : 

The  Clerk  presented  a report  from  t he ! 
Chief  Engineer,  recommending  that  at- 
test be  made  of  the  erosive  power  of 
pumps  upon  the  material  found  in  exca- 
vation on  Sections  2,  3 and  4,  of  the 
Mam  Channel;  and  the  report  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Bolden- 
weck, moved  that  the  report  be  ordered 
printed  and  placed  on  tile,  the  recom- 
mendations made  therein  concurred  in, 
and  the  Chief  Engineer  authorized  and 
directed  to  make  the  test,  as  provided  in 
the  report,  at  an  expense  not  to  exceed 
fifteen  hundred  ($1,500)  dollars. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Aitpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Russell  and 
Wenter— eight  (8/.  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
ordered  printed  and  placed  on  tile,  the 
recommendations  made  therein  con- 
curred in,  and  the  Chief  Engineer  au- 
thorized and  directed  to  make  the  test, 
as  provided  in  the  report,  at  an  expense 
not  to  exceed  fifteen  hundred  ($1,500) 
dollars. 

The  following  is 

THE  REPORT: 

“Chicago,  August  30,  1893. 

To  the  Honorable  the  Board  of  Trusteis 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— In  the  matter  of  experi- 
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mentation  upon  the  difficult  material  on 
the  McArthur  Brothers’  Sections,  I would 
recommend  that  a test  of  the  erosive 
power  of  pumps  working  under  high 
pressure  be  made  upon  this  material  If 
it  can  be  removed  by  hydaulic  erosion, as  I 
believe  it  can,  it  will  make  an  economical 
method ^of  handling  the  material  I have 
made  some  investigation  of  the  expense 
which  would  be  attendant  upon  the  ex- 
periments We  should  have  to  hire  two 
high  power  pumps  and  purchase  several 
hundred  feet  of  pipe,  and  hire  two  tugs 
for  steaming  purposes,  which  together 
with  the  amounts  for  labor  and  the  freight 
foots  up  §1,000  To  make  the  est  imate  of 
cost  liberal  I have  added  $500  to  this. 
This  is  the  proposition  which  was  dis- 
cussed before  certain  members  of  the 
Board  by  Mr  Cutter,  of  the  Chicago  Hy- 
draulic Dredge  Company  A successful 
test  would  have  a marked  effect  on  the 
question  <?f  letting  this  work  at  reason- 
able prices,  and  therefore  I feel  justified 
in  making  this  recommendation. 

Respectfully  submitted, 
<Signed)  Isham  Randolph, 

Chief  Engineer .” 

AGREEMENT  WITH  CANAL  COMMISSIONERS 
ON  IMPROVEMENT  OF  TOW-PATH. 

Mr.  Kelly  presented  an  order,  accom- 
panied by  an  agreement  with  the  Com1 
mission ers  of  the  Illinois  and . Michigan 
Canal,  with  reference  to  the  widening 
and  improvement  of  the  tow-path  along 
the  Canal,  and  authorizing  and  directing 
the  President  and  Clerk  to  execute  said 
agreement,  as  provided  in  the  order;  and 
the  order i was  read. 

Mr.  Kelly,  seconded  by  Mr.  Eckhart, 
moved  that  the  order  be  adopted,  and, 
with  accompanying  agreement,  ordered 
printed  and- placed  on  file,  and  the  Pres- 
ident and  Clerk  authorized  and  directed 
to  execute  said  agreement  as  provided  in 
the  order. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley. 
Eckhart,  Gilmore,  Kelly,  Russell  and 
Wenter — eight  (8):  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motibn  carried,  the  order 
adopted,  and,  with  accompanying  agree- 
ment, ordered  printed  and  placed  on  file, 
and  the  President  and  Clerk  authorized 
and  directed  to  execute  §aid  agreement, 
as  provided  in  the  order. 

The  following  is 

THE  ORDER,  WITH  ACCOMPANYING 

agreement: 

“ Ordered , That  the  President  and  Clerk 


be  authorized  and  directed  to  execute  on 
the  part  of  this  District  the  agreement  be- 
tween the  Board  of  Canal  Commissioners 
and  the  Sanitary  District  of  Chicago  with 
reference  to  the  widening  and  improvement 
of  the  tow-path  between  Summit  and  Le* 
mont,  which  is  hereto  attached.” 

agreement: 

“Agreement  between  Board  of  Canal 
Commissioners  and  Board  of  Trustees  of 
the  Sanitary  District: 

Memorandum  of  agreement  made  and 
entered  into  this  19th  day  of  August,  A.  D. 
-1893,  between  the  Board  of  Canal  Commis- 
sioners of  the  State  of  Illinois,  of  the  first 
part,  and  the  Board  of  Trustees  of  the  San- 
itary District  of  Chicago,  of  the  City  of 
Chicago,  County  of  Cook,  and  State  of  Illi- 
nois. party  of  the  second  part. 

The  said  party  of  the  first  part  hereby 
grants  permission  to  the  party  of  the  second 
part,  to  widen  and  put  in  good  condition 
the  tow-path  along  the  Illinois  and*Mich- 
jgan  Canal,  from  Summit,  Cook  County, 
Illinois,  to  Lemont,  in  said  County  and 
State,  from  the  19th  day  of  August  A.  D. 
1893,  until  the  1st  day  of  May  A*.  D.  1898, 
the  same  being  Tor  the  purpose  of  enabling 
the  said  Trustees  of  the  Sanitary  District 
to  transport  such  material  along  said  tow- 
path  as  will  from  time  to  time  be  necessary; 
and  to  aid  the  contractors  as  their  needs 
may  demand  in  the  proper  and  speedy 
prosecution  of  certain  work  they  have 
under  contract  with  said  Trustees  for  the 
building  of  the  new  drainage  channel, 
along  that  adjacent  portion  of  the  Illinois 
and  Michigan  Canal.  Siibject'  to  the  fol- 
lowing conditions  and  restrictions,  to- wit: 

First—1 The  said  party  of  the  second  part 
is  to  widen  and  maintain  said  tow-path, 
and  keep  it  in  good  repair  at  no  expense 
whatever  to  the  party  of  the  first  part,' and 
the  work  thereon  of  widening  and  main* 
taining,  as  aforesaid  shall  be  under  the 
direction  and  subject  to  the  approval  of  the 
General  Superintendent  of  the  Canal,  who 
shall  decide  all  questions  that  may  arise, 
so  far  as  the  said  widening  and  maintaining 
are  concerned  relative  to  the  navigation  of 
the  canal. 

Second— The  said  party  of  the  second 
part  shall  not,  in  the  work  of  widening  and 
maintaining  of  said  tow-path,  nor  during 
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the  time  hereinbefore  mentioned,  it  is  per- 
mitted the  occupation  and  use  thereof,  at 
any  time  or  in  any  manner,  obstruct  the 
navigation  of  the  Canal  or  the  tow-path 
thereof,  and  if  at  any  time  during  the  work 
of  widening  and  maintaining  of  said  tow- 
path  or  during  the  time  for  which  said 
second  party  is  permitted  to  use  said  tow- 
path  that  such  widening,  maintaining  and 
use  shall  become  an  obstruction  to  naviga- 
tion, the  said  party  of  the  second  part  agrees 
to  be  responsible  for  and  pay  all  damages 
arising  from  the  detention  Of  boats,  or  from 
any  other  cause  whatever. 

It  is  further  agreed,  that  the  party  of  the^ 
second  part  shall  erect  no  buildiDgs, 
wharves,  or  other  structures  on  said  tow- 
path  without  the  written  consent  of  the 
party  of  the  first  part  herein. 

Third— The  Canal  Commissioners  re- 
serve the  right  at  any  time  in  the  future,  to 
compel  the  party  of  the  second  part  herein 
to  stop  the  work  of  widening  and  maintain- 
ing of  said  tow-path;  to  quit  the  occupation 
and  use  thereof  and  require  said  party  of 
the  second  part  to  remove  all  machinery 
and  other  personal  property  oft'  of  said  tow- 
path,  if  in  their  judgment  the  interests  of 
the  State  shall  seem  to  require  it.  And  in 
the  event  the  Commissioners  shall  desire 
the  party  of  the'  second,  part  to  stop  the 
work  of  widening  and  maintaining  of  said 
tow-path  and  disallow  the  occupation 
and  use  thereof  as  aforesaid,  and  require 
said  party  of  the  second  part  to  remove  all 
personal  property  off  of  said  tow-path,  the 
party  of  the  second  part  agrees  to  do  so  at 
once,  at  its  own  expense  without  litigation 
or  unnecessary  delay  ou  its  part. 

Fourth— It  is  further  agreed  that  all 
permanent  improvements  made  by  said 
party  of  the  second  part,  in  the  work  of 
widening  and  maintaining  of  t lie  tow-path 
-as  aforesaid,  shall  not  be  removed  or  dis- 
turbed at  any  time  before  or  atier  the  ex- 
piration of  this  contract,  but  shall  remain 
the  property  of  the  State. 

Fifth — All  the  covenants,  agreements 
and  conditions  of  this  contract  shall  be 
binding  on  and  extend  to  the  successors, 
the  assigns  aud  legal  representatives  of  the 
parties  hereto. 

Witness  the  signatures  of  the  President 

of  Canal 


Commissioners,  and  the  seal  of  the  same 
this  19th  day  pf  August,  A.  D.  1893. 


President. 


Secretary. 

And  also  the  signatures  of  the  President 
of  the  said  Board  of  Trustees  of  the  Sani- 
tary District  of  Chicago  and  of  the  Clerk 
of,. said  District  and  the  seal  of  the  same, 
the  day  and  year  above  written. 


Attest:  President. 


Clerk” 

PURCHASE  OF  “NORRIS,”  “SMYTH.”  AND 
“SMYTH,  WALKER  AND  CHEW” 
LANDS. 

Mr.  Eckhart,  Chairman,  presented  a 
report  from  the  Joint  Committee  on 
Finance  and  Engineering,  with  reference 
to  the  purchase  from  the  estate  of  George 
H.  Norris,  deceased;  Charles  H.  Smyth, 
and  Charles  H.  Smyth,  Henry  H.  Walker 
and  Louisa  F.  Chew,  of  certain  right  of 
way  lands  in  Cook  County,  and  authoriz- 
ing and  directing  the  Clerk  to  pay  for 
said  right  of  way  lands,  on  the  vouchers 
of  the  Attorney,  as  provided  in  the  re- 
port; and  the  report  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  tire  report  be  adopted, 
ordered  printed  and  placed  on  file,  the 
recommendations  made  therein  con- 
curred in,  and  the  Clerk  authorized  and 
directed  to  pay  the  said  estate  of  George 
Id.  Norris,  deceased;  Charles  H.  Smyth, 
and  Charles  H.  Smyth,  Henry  FI.  Walker 
and  Louisa  F.  Chew,  on  the  vouchers  of 
the  Attorney,  for  the  said  light  of  way 
lands,  as  provided  in  the  report. 

On  roll  call  the  v6te  stood:  Yeas—1 
Messrs.  Altneter,  Boldenweck,  Cooley. 
Eckhart.  Gilmore,  Kelly,  Russell  and 
Wenter— eight  (8).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  the  recommendations  made  therein 
concurred  in,  and  the  Clerk  authorized 
and  directed  to  pay  the  said  estate  of 
George  H.  Norris,  deceased;  Charles  H. 
Smyth,  and  Charles  H.  Smyth.  Henry 
H.  Walker  and  Louisa  F.  Chew,  on  the 
vouchers  of  the  Attorney,  for  said  right 
of  way  lands,  as  provided  in  the  report. 
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The  following  is 

THE  REPORT,: 

“Chicago,  August  30,  1893. 
To  the  Honorable  fhe  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— The  Joint  Committee  on 
Finance  and  Engineering  has  reached  an 
agreement  with  the  Illinois  Trust  and  Sav- 
ings Bank,  as  executor  of  and  trustee  under 
the  last  will  and  testament  pf  George  H. 
Norris,  deceased,  for  the  purchase  from  it 
for  the  corporate  purposes  of  this  District 
of  the  lands  hereinafter  described  for  the 
sum  of  eleven  thousand  six*  hundred  and 
sixty-four  ($11,664.00)  dollars. 

From  Charles  H.  Smyth,  represented  in 
Chicago  by  Henry  H.  Walker,  agent,  for 
the  purchase  from  him  for  the  corporate 
purposes  of  this  District  of  the  lands  here- 
inafter described  for  the  sum  of  four  thous- 
and two  hundred  and  twenty  ($4,220.00) 
dollars. 

From  Charles'  H.  Smyth,  Henry  H. 
Walker,  ana  Louisa  F.  Chew,  represented 
in  Chicago  by  Henry  H.  Walker,  agent,  for 
the  purchase  from  them  for  the  corporate 
purposes  of  this  District  ot  the  land  here- 
inafter described  for  the  sum  of  eighteen 
thousand  seven  hundred  and  eighty 
($18,780.00)  dollars. 

Your  Committee  recommend  that  the 
Clerk  of  this  District  be  directed  to  pay,  on 
the  vouchers  of  the  Attorney,  to  said  Illi- 
nois Trust  and  Savings  Bank,  as  executor 
of  and  trustee  under  the  last  will  and  testa- 
ment ot  George  H.  Norris,  deceased,  the 
sum  of  eleven  thousand  six  hundred  and 
sixty-four  ($11,664.00)  dollars,  in  full  pay- 
ment for  the  following  described  lands,  to- 
wit: 

That  part  of  the  south  half  (S.  34)  of  the 
west  quarter  (W.  34)  of  the  southwest 
quarter  (S.  W.  34)  of  Section  five  (5), 
Township  thirty-eight  (38)  North,  Range 
thirteen  (13),  East  of  the  Third  Principal 
Meridian,  lying  north  (N.)  of  the  right  of 
way  of  the  Chicago,  Santa  Fe  & California 
Railway  Company,  and  south  (S.)  of  a line 
drawn  from  a point  in  the  west  line  of  said 
section,  five  hundred  and  forty-one  (541) 
feet  north  (N.)  of  the  southwest  (S.  W.) 


corner  of  said  section,  to  a point  in  the  east 
line  of  said  southwest  quarter  (S.  W.  34)  of. 
said  section,  one  thousand  and  seventy- 
eight  and  eight  one-hundredths  (1078.08) 
feet  south  (S.)  of  the  northeast  (N.  E.) 
corner  of  said  southwest  quarter  (S.  W.  34); 
said  premises  lying  and  being  situate  in  the 
County  of  Cook,  State  of  Illinois.  Also, 

That  part  of  the  southeast  quarter  (S.  E. 
34)  of  the  southwest  quarter  (S.  W,  34)  of 
the  southwest  quarter  (S.  W.  34)  of  Section 
five  (5),  Township  thirty-eight  (38)  North, 
Range  thirteen  (13),  East  of  the  Third 
Principal  Meridian,  lying  north  (N.)  of  the 
northerly  boundary  line  of  the  right  of  way 
of  the'  Chicago,  Santa  Fe  & California  Rail- 
way Company;  said  premises  lying  and 
being  situate  in  the  County  ot  Cook,  State 
of  Illinois. 

To  Charles  H.  Smyth  the  sum  of  four 
thousand  two  hundred  and  twenty 
($4,220.00)  dollars,  in  full  payment  for  the 
following  described  land,  to-wit: 

That  part  of  the  east  half  (E.  34-)  of  the 
southwest  quarter  (S.  W.  34)  of  Section 
four  (4),  Township  thirty-eight  (38)  North, 
Range  thirteen  (13),  East  of  the  Third 
Principal  Meridian,  lying  north  (N.)  of 
the  northerly  boundary  line  of  the  right  of 
way  of  the  Chicago,  Santa  Fe  & California 
Railway  Company;  said  premises  lying 
and  being  situate  in  County  of  Cook,  State 
. of  Illinois. 

To  Charles  H.  Smyth,  Henry  S.  Walker, 
and  Louisa  H.  Chew,  the  sum  of  eighteen 
thousand  seven  hundred  and  eighty 
($18,780.00)  dollars,  in  full  payment  for  the 
following  described  land,  to-wit: 

That  part  of  the  west  half  ( W.  34)  of  the 
northeast  quarter  (N.  E.  34)  of  the  north- 
westr quarter  (N.  W.  34)  of  Section  thirty- 
six  (36),  Township  thirty-nine  (39)  North, 
Range  thirteen  (13),  East  of  the  Third 
Principal  Meridan,  lying  south  (S.)  of  a 
line  drawn  from  a point  in  the  west  line  of 
said  section,  one  thousand  and  ninety  and 
ten  one-hundredths  (1000.10)  feet  north  (N), 
of  the  west  quarter  (W.  34)  corner  of  said 
section  to  a point  in  the  north  (N.)  line  of 
said  section,  one  thousand  three  hundred 
and  six  and  fifty-one  one-himdredths 
(1306.51)  feet  west  (W.)  of  the  northeast 
(iN.  E.)  corner  of  said  section;  said  prem- 
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ises  lying  and  being  situate  in  the  County 
of  Cook,  State  of  Illinois. 

(Signed)  B.  A.  Eckhart, 

Chairman. 

L.  E.  Cooley, 

Wm.  Boldenweck, 
Thomas  Kelly, 

W.  H.  Russell, 

John  J.  Altpeter, 

Joint  Committee  on  Finance  and  Engi- 
neering.” 

condition  of  work  between  summit 

AND  LOCKPORT. 

Mr.  Cooley,  Chairman,  presented  a 
verbal  report  from  the  J oint  Committee 
on  Engineering  and  Finance,  stating  that 
the  Committee  were  not  able  to  report 
on  the  condition  of  all  the  work  between 
Summit  and  Lockport.  as  promised  at 
the  meeting  held  August  23,  1893,  (page 
1419  of  the  Proceedings)  but  that  the 
Committee  would  report  at  the  next 
meeting. 

CONDITION  OF  WORK  ON  HARLEV  SECTION. 

The  Clerk  presented  a report  from  the 
Chief  Engineer,  with  reference  to  the 
condition  of  the  river  diversion  portion 
of  the  work  on,  Section  1,  for  which 
Alfred  Harley  is  contractor:  and  the  re- 
port was  read. 

Ip  connection  with  the  report,  Mr. 
'Kellv  presented  an  order,  directing  the 
Clerk  to  notify  Alfred  Harlev  to  discon- 
tinue all  work  on  the  river  diversion 
portion  of  Section  1,  under  his  contract 
with  the  District,, and  that  the  District 
will  proceed  to  have  said  work  completed, 
as  provided  in  the  order;  and  the  order 
was  read. 

Mr.  Kelly,  secpnded  by  Mr.  Eckhart. 
moved  that  the  report  be  ordered  printed 
and  nlaced  on  file,  the  order  adopted,  and 
the' Clerk  directed  to  notify  Alfred  Har- 
lev, as  provided  in  the  order. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Prendergast. 
Russell  and  Wenter— nine  (9).  Nays— 
None. 

Upon  which  result  the  President  de-  j 
dared  the  motion  carried,  the  report  j 
ordered  printed  and  placed  on  file, 
the  order  adopted,  and  the  Clerk  directed 
to  notify  Alfred  Harlev,  as  provided  in 
the  order. 


The  following  is 
THE  REPORT,  WITH  ACCOMPANYING  ORDER: 

“Chicago,  August  30, 1893. 

To  the  Honorable  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago: 

Gentlemen— I hereby  certify  that  I am 
of  the  opinion  that  the  work  agreed  to  be 
performed  by  Mr.  Alfred  Harley  upon 
the  river  diversion  portion  of  his  con- 
tract with  the  Sanitary  District  of  Chi- 
cago is  being  unnecessarily  and  unreason- 
ably delayed,  and  that  the  said  contract- 
or has  willfully  and  persistently  violated 
the  conditions  and  covenants  of  his  said 
contract,  in  so  far  as  it  relates  to  river 
diversion  in  -regard  to  the  amount  of 
work  to  be  done  by  hnn  from  month  to 
month  upon  said  river  diversion. 

This  certificate  is  made  under  and  in 
pursuance  of  a provision  therefor  con- 
tained in  bis  said  contract: 

Respectfully  submitted, 

(Signed)  Isham  Randolph, 

CMef  Engineer .” 


The  following  is 

the  order: 

“The  Chief  Engineer  of  the  Sanitary 
District  of  Chicago  having  certified  to  this 
Boafd  that  the  work  agreed  to  be  per- 
formed by  Alfred  Harlev  upon  the  river 
diversion  portion  of  his  contract  with  the 
Sanitary 'District  of  Chicago  is  .unneces- 
sarily and  unreasonably  delayed  and  that 
Said  contractor  is?  willfully  and  persis- 
tently violatihg  the  conditions  and  cove- 
nants of  his  said  contract  in  regard  to  the 
quantity  of  work  done  thereunder  from 
month  to  month  upon  said  river  diversion, 
it  is  therefore, 

Ordered,  That  the  Clerk  of  the  Sanitary 
District  of  Chicago  notify  said  Alfred  Har- 
lev to  discontinue  all  work  upon  the  river 
diversion  portion  of  his  contract  with  the 
Sanitary  District  of  Chicago,  and  that 
the  District  will  proceed  to  have  said 
work  completed,  as  provided  in  said  con- 
tract, and  charge  the  cost  thereof  to  said 
Alfred  Harlev  in  accordance  with  the 
provisions  of  his  said  contract:  and. 

Ordered , further , That  the  said  Clerk 
also  deliver  to  said  Alfred  Harlev  a certi- 
fied copy  of  this  order  and  a copy  of  the 
certificate  filed  with  this  Board  by  the 
Chief  Engineer  of  the  District  in  relation 
to  the  work  being  done  by  said  Alfred 
Harlev  upon  the  river  diversion  portion 
of  his  said  contract.” 
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CONTRACT  FOR  ADDITIONAL  WILL  COUNTY 
ABSTRACTS  OF  title. 

The  Clerk  presented,  a report  from  the 
Attorney,  transmitting  a proposition 
from  William  C. . Barber,  of  Joliet,  to 
furnish  abstracts  of  title  to' Certain  lands 
in.  Will  County,  and  also  a communica- 
tion from  John  O’Connor,  of  Joliet,  de- 
clining to  bid  on  the  work;  and' the  re- 
port, with  enclosures;  was  read. 

In  connection  with  the  report,  Mr. 
Kelly  presented  an  order,  accepting  the 
proposition  of  William  C.  Barber,  and 
directing  the  Attorney  to  contract  with 
said  William  C.  Barber,  for  abstracts  of 
title  to  certain,  lands  in  Will  County,  as 
provided  in  the  order;  and  the  ordet  was 
read. 

Mr.  Kelly,  seconded  by  Mr.  Eckhart, 
moved  that  the  report,  with  enclosures,  be 
ordered  printed  and  placed  On  file,  the 
order  adopted,  and  the  Attorney  directed 
to  contract  in  accordance  with  same. 

On  roll  call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Prendergast,' 
Russell  and  Wen  ter— nine  (9).  Nays— 
None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
and  enclosures  ordered  printed  and 
placed  on  file,  the  order  adopted,  and  the 
Attorney  directed  in  accordance  with 
same. 

The  following  is 

the  report,  with  enclosures-  and  ac- 
companying order: 

“Chicago,  August  30,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary.  District  of  Chicaqo: 

Gentlemen— T enclose  you  herewith 
propositions  from  William  C.  Barber  with 
reference  to  furnishing  abstracts  of  title  to 
certain  lands  in  Will  County,  near  Lock- 
port,  called . for  by  the  recommendation  of 
the  Joint  Committee  on  Finance  and  Engi- 
neering. (Approved  by  this  Board  April 
12th,  1892.) 

While  the  combining  of  two  or  more  ad- 
jacent tracts' in  the  same  abstract,  as  sug- 
gested by  the  second  proposition  submitted 
by  Mr.  Barber,  will  render  the  work  of  the 
attorneys  in  investigating  the  title  more 
difficult  than  if  the  abstracts  were  prepared 
under  his  first  proposition,  our  attorneys, 
in  view  of  the  difference  in  the  expense, 
are  willing  to  undergo  this  extra  labor,  and 
I would  therefore  recommend  the  accept- 


ance by  the  Board  of  said  second  proposi- 
tion to  furnish  said  abstracts  for  the  sum  of 
six  hundred  ($600)  dollars. 

Mr.  Jdhn  O’Connor,  the  other  abstractor 
at  Joliet,  declines,- as  you  will  see  from  his 
letter,  to  bid  for  this  work.  Both  Haley  & 
O’Donnell  and  tnyself  have  been  trying  for 
months  without  success  to  get  a -bid  from 
him,  as  we  wished  to  have  competition  for 
this  wofk. 

Respectfully  submitted, 

(Signed)  Orrin  N.  Carter, 

Attorney.” 

(Enclosures.) 

“Joliet,  July  1, 1893. 

Mr.  Orrin  Y.  Carter,  Attorney  fur  Board 
of  Trustees  of  the  Smiita/ry  District  of 
Chicago : 

Dear  Sir— I shall  be  pleased  to  furnish 
to  your  Board  of  Trustees  complete  certified 
abstracts  of  title  to  all  the  tracts  of  land  , 
mentioned  and  described  in  the  schedule 
entitled, ‘ Right  of  way  descriptions  near 
Lockport,  May,  1892,”  (said  schedule  con- 
sisting of  twenty-two  folio  pages  and  a 
cover,— said  tracts  being  designated  by  the 
following  mumbers:  3la,  31b,  32,  33,  34,  35* 
36,  i>7,  88,  89,  39a,  40,  42,  43,  44,  48,  49,  50,  55/ 
64,  61  and  59,— compiling  separate  abstracts 
for  each  tract  as  described  m said  schedule* 
for  the  sum  of  one  thousand  and  twenty- 
five  ($1,025.00)  dollars,  or,  being  privileged 
to  make  captions  for  said  abstracts  combine 
ing  two  or  more  adjacent  tracts,  for  the 
3um  of  six  hundred  ($600)  dollars;  7: ro- 
Tided,  that  said  Board  will  furnish  to  me* 
for  revamping,  all  of  the  abstracts  of  title 
compiled  and  delivered  under  my  contract 
of  October  10, 1891,  which  affect  said  tracts. 

Respectfully  submitted, 

(Signed)  William  C.  Barber.” 

“Joliet,  Ills.,  August 21, 1893, 
Messrs.  Haley  & O'Donnell , City: 

Gentlemen— Referring  to  your  request 
made  two  months,  or  more,  ago,  for  an  esti- 
mate of  the  cost  of  abstracts  of  title  to  the 
property  included  in  the  contemplated  right 
of  way  of  the  Sanitary  District  of  Chicago 
through  Sections  14,  15,  22,  23,  27  and  28,  in* 
Town  36,  Range  10, 1 desire  to  inform  you 
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that  1 decline,  at  this  time,  to  make  such 
estimate  or  furnish  a bid  for  making  the 
abstracts  of  title  to  said  property.  My 
reasons  for  declining  to  bid  being,  that 
after  spending  considerable  time  examining 
the  different  tracts,  I find  the  work  more 
extensive  than  I supposed  it  would  be,  and 
am  of  the  opinion  that  if  1 should  get  the 
order  and  the  work  was  required  to  be 
finished  on  short  notice  it  would  interfere 
with  the  regular  business  of  my  office  at 
this  time. 

Respectfully, 

(Signed)  John  O’Connor. 

- M.” 

The  following  is 

THE  ORDER: 

“ Ordered , That  the  proposition  of  Will- 
iam C.  Barber,  to  lurnish  abstracts  for 
the  tracts  of  land  described  in  the  sched- 
ule entitled  ‘-Right  of  way  descriptions 
near  Lockport,  May,  1892,”  the  captions 
for  said  abstracts  to  combine  two  or  more 
adjacent  tracts,  for  the  sum  of  six  hun- 
dred ($600.00)  dollars,  as  specified  in  his 
bid  just  presented  by  the  Attorney,  be 
accepted,  and  that  the  Attorney  be  and 
he  is  hereby  directed  to  contract  with 
said  William  C.  Barber  for  the  same.” 

AGREEMENT  WITH  M’ ARTHUR  BROTHERS 
CO.  FOR  RIVER  DIVERSION  WORK 
ON  SECTIONS  2,  8,  AND  4. 

Mr.  Kelly  presented  an  order,  accom- 
panied by  an  agreement  with  McArthur 
Brothers  Company,  with  reference,  to 
work  on  the  river  diversion  on  Sections 
2,  3 and  4 of  the  M*ain  Channel,  and  au- 
thorizing and  directing  the  President 
and  Clerk  to  execute  said  agreement,  as 
provided  in  the  order;  and  the  order  with 
accompanying  agreement  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Cooley, 
moved  that  the  order  be  adopted,  and, 
with  accompanying  agreement,  ordered 
printed  and  placed  on  file,  and  the  Pres- 
ident and  Clerk  authorized  and  directed 
to  execute  said  agreement,  as  provided 
in  the  order. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs  Altpeter,  Cooley,  Eckhart,  Gil- 
more. Kelly,  Prendergast,  Russell  and 
Wen  ter— eight  (8).  Nays— Mr.  Bolden- 
weck — one  (1). 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and,  with  accompanying  agree- 
ment, ordered  printed  and  placed  on  file. 


and  the  President  and  Clerk  authorized 
and  directed  to  execute  said  agreement, 
as  provided  in  the  order. 

The  following  is 

THE  ORDER,  WITH  ACCOMPANYING 

agreement: 

“Ordered,  That  the  President  and  Clerk 
be  authorized  and  directed  to  execute  on 
the  part  of  this  Disirict  the  agreement  be- 
tween McArthur  Brothers  Company  and 
the  Sanitary  District  of  Chicago,  for  the, 
prosecution  of  the  work  of  river  diversion 
and  the  building  of  levees  upon  contract 
Sections  two  (2),  three  (3)  and  four  (4)  of 
this  District,  which  said  agreement  is  here- 
to attached.” 

AGREEMENT: 

“ This  agreement,  made  and  entered  into 

this  day  of  A.  p.,  1898, 

by  and  between  the  Sanitary  District  of 
Chicago,  party  of  the  first  part,  and  Mc- 
Arthur Brothers  Company,  a corporation, 
party  of  the  second  part,  witnesseth  : 

That  the  said  party  of  the  second  part, 
in  consideration  of  the  mutual  promises 
herein  made,  hereby  covenants,  contracts 
and  agrees  with  the  said  party  of  the  first 
part,  to  act  as  the  agent  of  the  said  first 
party  for  the  performance  of  certain  work 
hereinafter  described,  subject  to  all  the 
conditions  herein  made. 

Said  second  party  will  at  once  organize 
and  set  at  work  a force  for  the  prosecution 
of  the  work  of  river  diversion,  and  the 
building  of  levees  on  contract  Sections 
two  (2),  three  (8)  and  four  (4)  of 
the  main  drainage  channel  for  the  Sanitary 
District  of  Chicago,  afad  will  employ  as 
many  men  for  executing  said  work  as  the 
Chief  Engineer  of  first  party  shall  direct, 
not  less  in  number  than  shall  be  sufficient 
to  finish  said  work  by  Novefnber  1, 
1893,  said  work  to  be  done  according  to  the 
plans  and  under  the  directions  of  the  said 
Chief  Engineer. 

The  said  second  party  shall  furnish,  at 
its  own  cost  and  expense,  all  the  tools,  cars 
and  machinery  necessary  for  the  proper 
and  economical  execution  of  the  work  here- 
in described,  the  charge  for  which  is  to  be 
paid  in  the  percentage  hereinafter  agreed 
upon.  But  the  party  of  the  first  part  shall 
pay  for  all  fuel,  oil,  waste  and  materials  of 
ali  kinds  necessary  to  operate  the  cars  and 
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machinery,  and  pay  for  the  ordinary 
current  repairs  upon  tools,  cars  and 
machinery  during  the  progress  of  the 
work,  and  also  pay  for  ail  explo- 
sives and  all  material  necessary  for  the 
proper  execution  of  the  work.  The  said 
second  party  is  to  superintend  and  conduct 
the  work  as  the  agent  for  the  said  first  party 
in  the  usual  manner,  in  consideration  of 
which  services  and  the  furnishing  of  the 
tools  for  the  prosecution  of  said  work,  the 
said  party  of  the  first  part  will  pay  the  said 
party  of  the  second  part  semi-monthly 
fifteen  per  cent,  upon  the  actual  cost  of 
doing  said  work,  which  percentage  so  re- 
ceived shall  be  accepted  by  said  second 
party  as  full  .and  sole  compensation  for  its 
services  and  for  the  use  of  its  tools  in  the 
prosecution  of  said  work. 

Said  first  party  shall  have  the  right  to 
exercise  such  supervision  of  the  accounts  of 
said  second  party  as  to  enable  the  Chief  En- 
gineer to  certify  to  the  accuracy  and  justice 
of  all  bills  rendered  therefor,  and  payment 
shall  be  made  semi- monthly  upon  the  cer- 
tificate of  the  Chief  Engineer  which  shall 
be  rendered  upon  the  10th  and  25th  days  of 
each  month. 

It  is  further  agreed  that  said  party  of  the 
second  part  will  make  provision  for  the 
housing  and  boarding  of  such  men  employed 
upon  its  saifi  work  as  may  need  food  and 
lodging  upon  or  near  the  work,  to  the  extent 
of.  the  present  camp  capacity  of  said  second 
party,  and  that  the  provision  so  made  shall 
equal  the  general  requirements  of  said  first 
party  in  its  contracts,  and  the  charges  made 
therefor  shall  be  reasonable  and  just  and 
the  board  and  supplies  furnished  laborers 
shall  be  made  a first  charge  against  and  be 
deducted  from  their  wages,  but  the  above 
provision  as  to  housing  and  boarding  men 
shall  not  be  construed  to  limit  the  number 
of  men  employed  on  said  work  to  said 
present  camp  capacity,  nor  as  requiring 
second  party  to  furnish  more  than  the 
present  camp  capacity. 

It  is  further  agreed  that  the  making  and 
performance  of  this  agreement  shall  in  no 
way  whatsoever  interfere  with  or  prejudice 
fhe  rights  of  either  party  in  reference  to  an 
existing  controversy  between  first  party 
and  McArthur  Brothers  in  reference  to  cer- 
tain contracts  for  work  upon  said  con- 
tract Sections  two  (2),  three  (3)  and  four  (4). 

It  is  also  agreed  that  second  party  will 


quit  work  under  this  contract  at  any  time 
after  completion  of  the  river  diversion  and 
levees  when  so  ordered  and  paid  off  by 
said  party  of  the  first  part. 

In  ivitness  whereof , the  said  parties 
have  caused  their  names  to  be  signed  and 
their  corporate  seals  to  be  attached  hereto 
by  their  officers  duly  authorized  so  to  do, 
the  day  and  year  above  mentioned. 

Sanitary  District  of  Chicago, 


Clerk. 

McArthur  Bros.  Co., 

By- 

President , 


Sccreto/ry.'1' 


Mr.  W.  P.  Rend  then  addressed  the 
Board*on  the  subject  of  the  employment 
of  additional  men  on  the  works  of  the 
District. 

subcommittee  to  re  appointed  from 

GENERAL,  COMMITTEE  ON  EMPLOY-  ' 
MENT. 

Mr.  Prendergast  presented  a resolu- 
tion, requesting  that  the  Committee  on 
Employment,  appointed  by  the  Mayor  of 
Chicago,  appoint  a sub-committee  of  five, 
to  meet  and  confer  with  the  members  of 
the  Board  or  with  the  Special  Com  mittee 
on  Employment,  heretofore  appointed  by 
the  President  of  the  Board  at  the  meet- 
ing held  August  23,  1893,  (page  1414  of 
the  Proceedings),  said  sub-committee  to 
report  to  the  Committee  on  Employment 
and  to  the  public  as  to  the  means  and 
opportunity  of  employment  of  men  on 
the  works  of  the  District;  and  the  reso- 
lution was  read. 

Mr.  Prendergast,  seconded  by  Mr. 
Kelly,  moved  the  adoption  of  the  resolu- 
tion. 

The  motion  prevailed  unanimously, 
and  the  President  declared  the  resolution 
adopted. 

The  following  is 

THE!  RESOLUTION: 

“Resolved,  That  the  Committee  on  Era- 
plojment,  appointed  by  the  Mayor  of 
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Chicago,  be  and  it  is  hereby  requested  to 
appoint  a sub  committee  of  five,  of  which 
Mr.  W.  P.  Rend  shall  be  a member,  to 
meet  and  confer  with  the  members  of 
this  Board,  or  with  the  Special  Commit- 
tee on  Employment,  heretofore  appointed 
by  the  President  of  this  Board  at  the 
meeting  held  August  23, 1893,  (page  1414 
of  the  Proceedings);  the  said  sub  com- 
mittee to  report  to  the  Committee  on 
Employment  and  to  the  public  as  to  the 
means  arid  opportunity  of  employment 
of  men  on  the  works  of  this  District.” 

MEETING  TO  BE  HELD  AT  OFFICES  OF 
THE  DISTRICT. 

Mr.  Russell,  seconded  by  Mr.  Kelly, 
then  moved  that  the  sub- committee,  men- 
tioned in  the  resolution  just  adopted,  be 
invited  to  name  a time  when  it  will  meet 
the  Board  or  its  Committee  at  the  offices 
of  the  District,  Rialto  Building. 

The  motion  prevailed  unanimously  and 
it  was  so  ordered. 

NOTICE  TO  DISCONTINUE  WORK  SERVED 
ON  ALFRED  HARLEV. 

The  Clerk  then  announced  that,  as 
directed  by  order  of  the  Board  passed 
this  day,  he  had  served  notice  on.Alfred 
Harlev  to  discontinue  all  work  on  the 
river  diversion  portion  of  his  contract 
with  the  District. 

AGREEMENT  WITH  ALFRED  HARLEV  FOR 

RIVER  DIVERSION  WORK  ON  SECTION  1. 

Mr.  Kelly  presented  an  order,  accom- 
panied by  an  agreement  with  Alfred 
Harlev,  with  reference  to  the  work  on 
Section  1 of  the  main  channel,  and  au- 
thorizing and  directing  the  President  and 
Clerk  to  execute  said  agreement,  as  pro- 
vided in  the  order;  and  the  order,  with 
accompanying  agreement,  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Cooley, 
moved  that  the  order  be  adopted,  and, 
with  accompanying  agreement,  ordered 
printed  and  placed  on  file,  and  the  Presi- 
dent and  Clerk  authorized  and  directed 
to  execute  said  agreement,  as  provided 
in  the  order. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Cooley,  Eckhart,  Gil- 
more, Kelly,  Prendergast,  Russell  and 
W enter— eight  (8).  Nays— Mr.  Bolden- 
weck— one  (1). 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and,  writh  accompanying  agree- 
ment, ordered  printed  and  placed  on 
file,  and  the  President  and  Clerk  author- 
ized and  directed  to  execute  said  agree- 
ment, as  provided  in  the  order. 


The  following  is 

THE  ORDER,  WITH  ACCOMPANYING  AGREE- 
MENT: 

“ Ordered , That  the  President  and  Clerk 
be  authorized  and  directed  to  execute  on 
the  part  of  this  District  the  agreement  be- 
tween Alfred  Harlev  and  the  Sanitary  Dis- 
trict of  Chicago,  for  the  prosecution  of  the 
work  of  river  diversion  and  the  building 
of  levees  upon  contract  Section  one  (1)  of 
this  District,  which  said  agreement  is  here- 
to attached.” 


AGREEMENT : 

“This  agreement,  made  and  entered  into 

this day  of A.  D.  1893,  by  and 

between  the  Sanitary  District  of  Chicago, 
party  of  the  first  part,  and  Alfred  Harlev, 
party  of  the  second  part,  witnesseth : 

That  the  said  party  of  the  second  part, 
in  consideration  of  the  mutual  promises 
herein  made,  hereby  covenants,  contracts 
and  agrees  with  the  said  party  of  the  first 
part,  to  act  as  the  agent  of  the  said  first 
party  for  the  performance  of  certain  work 
hereinafter  described,  subject  to  all  the 
conditions  herein  made. 

Said  second  party  will  at  once  organize 
and  set  at  work  a force  for  the  prosecution 
of  the  work  of  river  diversion  and  the 
building  of  levees  on  contract  Section  one 
(1)  of  the  main  drainage  channel  for  the 
Sanitary  District  of  Chicago,  and  will  em- 
ploy as  many  men  for  executing  said  work 
as  the  Chief  Engineer  of  first  party  shall 
direct,  not  less  in  number  than  shall  be 
sufficient  to  finish  said  work  by  November 
1st,  1893,  said  work  to  be  done  according  to 
the  plans  and  under  the  directions  of  the 
said  Chief  Engineer. 

The  said  second  party  shall  furnish,  at 
his  own  cost  and  expense,  all  the  tools, 
cars  and  machinery  necessary  for  the 
proper  and  economical  execution  of  the 
work  herein  described,  the  charge  for  which 
is  to  be  paid  in  the  percentage  hereinafter 
agreed  upon.  But  the  party  of  the  first 
part  shall  pay  for  all  fuel,  oil,  waste  and 
materials  of  all  kinds  necessary  to  operate 
the  cars  and  machinery,  and  pay  for  the 
ordinary  current  repairs  upon  tools,  cars 
and  machinery  during  the  progress  of  the 
work,  and  also  pay  for  all  explosives  and 
all  material  necessary  for  the  proper  exe- 
cution of  the  work.  The  said  second  party 


August  30, J 


—1430— 


[1893, 


is  to  superintend  and  conduct  the  work  as 
the  agent  for  the  said  first  party  in  the  usual 
manner,  in  consideration  of  which  services 
and  the  furnishing  of  the  tools  for  the 
prosecution  of  said  work,  the  said  party  of 
the  first  part  will  pay  the  said  party  of  the 
second  part,  semi-monthly  fifteen  per  cent 
upon  the  actual  cost  of  doing  said  work, 
which  percentage  so  received  shall  be  ac- 
cepted by  said  second  party  as  full  and  sole 
compensation  for  his  services  and  for  the 
use  of  his  tools  in  the  prosecution  of  said 
work. 

Said  first  party  shall  have  the  right  to 
exercise  such  supervision  of  the  accounts 
of  said  second  party  as  to  enable  the  Chief 
Engineer  to  certify  to  the  accuracy  and 
justice  of  all  bills  rendered  therefor, 
and  payment  shall  be  made  semi-monthly 
upon  the  certificates  of  the  Chief  Engineer, 
which  shall  be  rendered  upon  the  10th  and 
25th  dpys  of  each  month. 

It  is  further  agreed  that  said  party  of  the 
second  *part  will  make  provision  for  the 
housing  and  boarding  of  such  men  em- 
ployed upon  his  said  work  as  may  need 
food  and  lodging  upon  or  near  the  work,  to 
the  extent  of  the  present  camp  capacity  of 
said  second  party,  and  that  the  provision 
so  made  shall  equal  the  general  require- 
ments of  said  first  party  in  his  contracts, 
and  the  charges  made  therefor  shall  be 
reasonable  and  just  and  the  board  and  sup- 
plies furnished  laborers  shall  be  made  a 
first  charge  against  and  be  deducted  from 
their  wages,  but  the  above  provision  as  to 
housing  and  boarding  men  shall  not  be  con- 
strued to  limit  the  number  of  men 
employed  on  said  work  to  said  present 


camp  capacity,  nor  as  requiring  second 
party  to  furnish  more  than  the  present 
camp  capacity. 


It  is  farther  agreed  that  the  making  and 
performance  of  this  agreement  shall  in  no 
way  whatsoever  interfere  with  or  prejudice 
the  rights  of  either  party  in  reference  to  an 
existing  controversy  between  first  party 
and  Alfred  Harlev  in  reference  to  a certain 
contract  for  work  upon  said  contract  Sec- 
tion one  (1), 


It  is  also  agreed  that  second  party  will 
quit  work  under  this  contract  at  any  time 
after  completion  of  the  river  diversion  and 
levees  when  so  ordered  and  paid  off  by  said 
party  of  the  first  part. 

In  icitness  ivhereof,  the  said  party  of  the 
second  part  has  hereunto  set  his  hand  and 
seal,  and  said  first  party  has  caused  its 
name  to  be  signed  and  its  corporate  seal  to 
be  attached  hereto  by  its  officers  duly  au- 
thorized so  to  do,  the  day  and  year  above 
mentioned. 

Sanitary  District  of  Chicago, 


By 

Attest: 


President. 


Clerk . 


ADJOURNMENT. 

On  motion  of  Mr.  Eckhart,  seconded 
by  Mr.  Bolden  week,  the  Board  then 
adjourned. 

Thos.  F.  Judge, 
Clerk. 
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PROCEEDINGS 

—OF  THK- 

Board  of  Trustees, 

—OF  TTTF,i — 

Sanitary  District  of  Chicago. 


SEPTEMBER  6,  1893. 


OFFICIAL  RECORD. 

(Published  by  authority  of  the  Board  of  Trusters 
of  the  Sanitary  District'of  Chicago.) 


REGULAR  MEETING. 

The  one  hundred  and  eighty-sixth 
regular  meeting  of  the  Board  of  Trus- 
tees of  the  Sanitary  District  of  Chicago 
was  held  in  their  rooms,  Rialto  Building, 
Wednesday,  September  G,  1893,  at  2 
o’clock  P.  M. 

President  Wenter  called  the  Board  to 
order. 

On  roll-call  Messrs.  Altpeter,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Prendergast, 
Russell  , and  Wenter — eight  (8)  members, 
were  present. 

MINUTES. 

The  minutes  of  the  regular  meeting, 
held  August  30,  1893,  were  approved  as 


printed,  on  motion  of  Mr.  Kelly,  seconded 
by  Mr.  Altpeter. 

VOUCHERS. 

The  Clerk  presented  the  following  vouch- 
ers : 

PAY  ROLLS. 

Eng.  Dept.,  Chief  En- 
gineer's roll,  August, 

1893 $3.226  67 

Eng.  Dept.,  Dlv.  No.  1, 

(half  month,  ending 

August  31,  1893) 2,316  05 

Eng.  Dept.,  Div,  NO.  2, 

(half  month,  ending 

August  81, 1893) 670  80 

Eng.  Dept.,  Div.  No.  3, 

(half  month,  ending 

August  31. 1893) 633*75 

Eng.  Dept.,  Div.  No.  4, 

(half  month,  ending 

August  31,  1893) 107  50 

6,954  77 

Clerical  Dept,  Clerk’s 
roll,  (August,  1893) . . $ 566  66 
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Clerical  Dept.,  office 
roll,(half  month, end- 
ing August  31,  1898) 


$ 87  50 


Treasury  Dept.* Treas- 
urer’s roll,  (August, 

1893  K. 

Law  Dept.,  Attorney’s 
roll,  (August,  1893) . . $1,191  66 


Law  Dept.,  Joliet  roil, 

(August,  1893).. — 338  34 

Law  Dept.,  office  roll, 

(halt  month,  ending 
August  31,  1893) 97  60 


Police  Dept,  Marshal’s 
roll,  (August,  1888)..  $ 250  00 
Police  Dept.,  held  roll, 

(half  month,  ending 
August  81,  1893) 718  54 


General  Account,  Sani- 
tary Inspector’s  roll, 

(August,  1893) $ 200  00 

General  Account,  Trus- 
tee’s roll,  (August, 

1893) 2,333  33 


$ 654  16 

166  67 


1,622  50 


963  54 


2 533*83 


Total 


$12,894  97 


ENGINEERING  DEPARTMENT. 


Construction  Account— 


Alfred  Harlev,  (Sec.  1, 
August  31,  ’98). . . r . . .3 
Agnew  & Co.  (Sec.  5, 

August  81,  ’93) 

Agnew  & Co.  (Sec.  6, 
August  31,  ’93). ..... 

Agnew  & Co.  (Sec.  7, 
August  81,  ’93)...... 

Agnew  & Co.  (Sec.  8, 

August  31,  ’93) 

Agnew  & Co.-  (Sec.  9, 

August  31,  ’93) 

E.  D.  Smith  & Co.  (Sec. 

10,  August  31,  ’93) . . . 
Mason,  Hoge  & Co. 

(Sec.  11,  Aug.  31,  ’93) 
Mason,  Hoge  & Co. 

(Sec.  12,  Aug.  81, ’93) 
Mason,  Hoge  & Co. 

(Sec.  13,  Aug.  31,  ’93) 
McCormick  Const.  'Co. 

- (Sec.  14,  Aug.  31,  ’93) 
L.  D Conner  <fc  Co. 

(Sec.  A,  Aug.  31,  ’93) 
L.  D.  Conner  & Co. 

(Sec.  B,  Aug.  3L,  ’93) 
Western  Dredging 
and  Impt.  Co.  (Sec.C, 
August  81,  ’93) ...... 

E.  D.  Smith  & Co.  (Sec. 

D,  August  81,  ’93). . . 
Streeter  & Kenefick, 
(Sec.  E,  Aug.  31,  ’93) 
Kicker,  Lee  & Co. 
(Sec.  F,  Aug.  31,  ’93). 


6,165  41 
4,795  88 

1.157  63 
13,042  71 

7,430  15( 

4.158  86 
11,683  00 
13,847  94 
13,036  63 
16,809  41 

6,614  12 
3,878  04 
6,268  66 


4,804  43 
5,621  27 
18  081  28 
8,122  98 


$145,517  90 


engineering,  department. 

It  W.  Goodwills  Box 
Co  , (test  boxes) $ 6 00 


Marshall  Field  & Co., 

( window  shades) $ 11  69 


Chicago  Toilet  Supply 

Co.  (toweling) 5 40 

Robt.  H.  Cowdrey, 

(postage  stamps)....  20  00 

Mrs.  A.  M.  Munson, 

(rent,  Mt.  Forest) 20  00 

O.  W.  Moon,  (rent, 

Lockport) 20  00 

D.  C.  Dunlap,  (horse 

and  buggy)....  ; 45  00 

Thos.  T.  Johnston, 

(traveling) 35  66 

D.  C.  Dunlap,  (travel- 
ing)  46  05 

E.  K.  Shnabie,  (travel- 
ing)  7 28 

Hiram  A.  Miller,  (trav- 
eling)  13  56 

Chas.L.  Harrison,  (trav- 
eling)  12  60 

A.  C.  Schrader,  (trav- 
eling)  16  09 

J.  B.  Kohrer,  (travel- 
ing)   21  65 

$ 279  98 


CLERICAL  department. 

Carl  F.  W.  Junge, 

(postage  stamps) $20  00 

Warner’s  Towel  Sup- 
ply (toweling) 150 

Waukesha  Hygeia 
Mineral  Springs  Co. 

(water) 3 75 

$ 25  25 


LAW  DEPARTMENT. 


Joseph  Donnersberger, 
(expert— 'right  of  way 


services) $ 

Chicago  Daily,  Law 

450  00 

Bulletin , (legal 

notices) 

149  10 

N.  E.  Matter,  (legal 

notices) 

Western  Union  Tele- 

5  00 

graph  Co.,  (telegraph 
service)., 

2 60 

Warner’s  Towel  Sup- 

ply. (toweling) 

2 70 

POLICE  DEPARTMENT. 


Jacobs,  Coles  & Co. 
(stationery). ......  rrr. 

H.  J.  Armstrong  &Co., 

(printing) 

Keogh  & Schroeder 

Co.  (printing) 

James  Kirk,  (feed  for 

horses ) 

Marshall  Field  & Co., 
(station  furnishings) 
Timothy  Carroll,  (fill, 
ing  and  roadway, 

Sag  Station) 

Edward  Williams,  (ex- 
pense)  

Frank  E.  Michaud, 
( building  stations) . . 


$ 17  31 

6 oa 

14  00 
25  05 
94  95 

48  50 
43  04 
2 000  00 


$ 2,248  86 
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general  ACCOUNT. 


John  F.  Higgins, 
(printing  proceed- 

$ 186  57 

iogs) 

John  Morris  Co.  (bind- 

ing 1892  proceedings) 
H.  J.  Armstrong  &Co., 

100  00 

( printing) 

Keogh  & Schroeder  Co. , 

7 00 

(printing) 

Tiios.  F.  Judge,  (ex- 

15 00 

pense)  

9 47 

$ 318  01 

Grand  total $161,894  39 

Mr.  Kelly,  seconded  by  Mr.  Russell, 
moved  that  the  vouchers,  as  read  and 
shown  above,  be  approved  and  ordered 
paid. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Cooley,  Eckhart,  Gil- 
more, Kelly,  Prendergast,  Russell  and 
Wenter — eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  vouch- 
ers, as  read  and  shown  above,  approved 
and  ordered  paid. 

REQUISITIONS. 

The  Clerk  presented  the  following 
requisitions: 

No.  365,  Engineering  Depart- 
ment, (scythes) $J  5 28 

No.  366,  Engineering  Depart- 
ment. (stationery) 4 88 

No.  367,  Engineering  Depart- 
ment, (stationery). 20  00 

No.  461,  Law  Department,  (sta- 
tionery)  7 50 

No.  912,  Police  Department, 

(saddle  horse  and  equipment).  232  50 

Total 8 270  11 


Mr.  Kelly,  seconded  by  Mr.  Russell, 
moved  that  Requisitions  Nos.  365,  366 
and  367,  for  the  Engineering  Department, 
No.  461,  for  the  Law  Department,  and 
No.  912.  for  the  Police  Department,  as 
read  and  shown  above,  be  allowed. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Cooley,  Eckhart,  Gil- 
more, Kelly,  Prendergast,  Russell  and 
Wenter— eight  (8)  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  Requisi- 
tions Nos.  365,  366  and  367.  for  the  Engi- 
neering Department,  No  461,  for  the  Law 
Department,  and  No.  912,  for  the  Police 
Department,  as  read  and  shown  above, 
allowed. 


WEEKLY  REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report,  in  ac- 
cordance with  the.  rules,  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  September 
2,  1893. 

The  same  was  read,  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT: 

“Chicago,  Sept.  6,  1893. 

Jo  the  Honorable  the  Board  of  Trustees 

oj  the  Sanitary  District  of  Chicago: 

Gentlemen — I beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  Septem- 
ber 2,  1893,  as  the  same  have  been  re- 
ported to  me  : 


Engineering  Department 94 

Clerical  Department 3 

Treasury  Department 1 

Law  Department 7 

Police  Department 35 

Total  employes 140 


Respectfully  submitted, 

(Signed)  Tiios.  F.  Judge, 

Clerk  f 

MONTHLY  REPORT  FltOM  SANITARY  IN- 
SPECTOR 

The  Clerk  presented  a report  from  the 
Sanitary  Inspector  for.  the  month  of 
August,  1893 ; and  the  same  was  read , and, 
by  unanimous  consent,  was  ordered 
printed  and  placed  on  file. 

The  following  is 

THE  REPORT: 

“Chicago,  September  6,  1893. 
To  the  Honorable  the  Board  of  Truste  s 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— Since  submitting  my  last 
report  for  the  month  of  July,  there  has 
been  no  unfa  vorable  change  in  the  un- 
usually healthy,  condition  that  prevailed 
at  that  time.  Most  of  the  camps  have 
increased  their  woi  king  force  and  have 
been  able  to  provide  for  them  without 
overcrowding,  with  ibe  exceptions  cf 
Sections  11,  12  and  13.  On  these  three 
sections,  a lumber  of  houses  are  over- 
crowded, but  I inspected  them  yeslerday 
in  company  with  Mr.  Mason,  and  pointed 
out  the  deficiency  Jhat  exists,  and  he 
assures  me  that -it  will  l>e  remed  ied  with- 
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out  delay.  I have  addressed  a commu- 
nication to  Marshal  Williams,  of  our 
Police  Force,  requesting  him  to  have  his 
men  instructed  to  report  any  sanitary 
negligence  in  the  various  camps;  this 
will  be  of  great  assistance  to  me  in  the 
prosecution  of  this  work  of  inspection. 

Most  respectfully  submitted, 
(Signed)  William  Martin,  M.'  D. 

Sanitary  Inspector 

AGREEMENT  WITH  LEMjONT  HIGHWAY  COM- 
MISSIONERS CONCERNING  STEPHENS 

STREET  BRIDGE. 

The  Clerk  presented  a report  from  the 
Chief  Engineer,  transmitting  an  agree- 
ment with  the  Highway  Commissioners 
of  the  Town  of  Lemont,  entered  into  by 
the  Superintendent  of  Construction  on 
behalf  of  the  District,  covering  the  pro- 
posed bridge  at  Stephens  street,  Lemont; 
and  the  report  and  accompanying  agree- 
ment were  read. 

Mr.  Kelly,  seconded  by  Mr.  Eckhart, 
moved  that  the  report  and  accompanying 
agreement  be  approved,  ordered  printed, 
and  placed  on  file. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Cooley,  Eckhart.  Gil- 
more, Kelly,  Prendergast,  Russell  and 
Wenter— eight  (8).  Nays—None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the 
report  and  accompanying  agreement  ap- 
proved, ordered  printed  and  placed  on 

The  following  is 

THE  REPORT,  WITH  ACCOMPANYING  AGREE- 
MENT: 

“Chicago,  Sept.  6,  1898. 
To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — I herewith  transmit  the 
orders  of  the  Highway  Commissioners  of 
the  Town  of  Lemont  covering  the  pro- 
posed bridge  across  the  river  diversion 
channel  at  Stephens  street,  with  the 
stipulations  entered  into  by  the  Commis- 
sioner of  Highways  of  said  Town  of 
Lemont  and  accepted  by  the  Sanitary 
District  of  Chicago,  per  U.  W.  Wqston, 
Superintendent  of  Construction.  The 
provisions  therein  contained  covering 
details  of  construction  are  made  a part 
of  our  specifications  for  the  bridge. 

Respectfully  submitted, 

(Signed)  Isham  Randolph, 

Chief  Engineer.” 


agreement 

“At  a meeting  of  the  Highway  Commis- 
sioners of  the  Town  of  Lemont,  held  Tues- 
day, Sept.  5 th,  1893. 

Present:  Daniel  B.  Murphy  and  Nail 
Harkins,  Commissioners,  and  Matthew  J. 
New,  Town  Clerk. 

The  following  proceedings  were  had: 

On  motion  of  Nail  Harkins,  seconded  by 
Daniel  B.  Murphy. 

Ordered , That  the  Sanitary  District  of 
Chicago  be  and  it  hereby  is  authorized  and 
permitted  to  construct  and  maintain  a new 
river  channel  for  the  Desplaines  River, 
ovef,  through,  upon  and  across  the  highway 
extending  northwest  from  the  Village  o* 
Lemont,  through  Section  20,  Township  87 
North,  Range  11,  East  of  the  Third  Prin- 
cipal Meridian,  in  said  Town  of  Lemont, 
Cook  County,  Illinois;  provided,  that  said 
new  river  channel  shall  be  constructed  in 
such  a manner  as  will  not  interfere  with 
the  public  use  of  said  highway  any  more 
than  is  actually  necessary  for  the  proper 
construction  of  said  new  channel,  and  pro- 
vided, further,  that  said  .Sanitary  District 
of  Chicago  will  constructor  suitable  and 
proper  bridge  in  accordance  with  the  plans 
herewith  submitted  at  the  point  where  said 
new  river  channel  shall  intersect  said  high- 
way, and  build  a suitable  embankment  or 
approach  of  easy  grade,  on  either  side  of 
said  bridge;  said  bridge  to  be  approved  by- 
said  Commissioners. 

Ordered , furihir , That  upon  the  com- 
pletion of  said  proposed  bridge  over  said 
new  river  channel  said  Sanitary  District  of 
Chicago  shall  have  the  right  to  close  up  the 
bridge  now  extending  across  the  Desplaines 
River  at  its  intersection  with  said  highway, 
provided  that  the  entire  cost  of  said 
changes  herein  above  mentioned,  including 
the  entire  cost  of  said  bridge  shall  be  borne 
by  the  Sanitary  District  of  Chicago;  and 
provided,  further,  that  the  Sanitary  District 
shall  plank  the  new  river  bridge  with  three 
(3)  inch  oak  plank,  to  be  thoroughly  spiked 
with  3iX'inch  spikes  not  less  than  six  (6) 
inches  apart  in  each  floor  timber  and  all 
joints  in  timbers  to  be  thoroughly  painted 
when  bridge  is  put  together.  The  bridge 
when  completed  to  be  painted  with  two 
coats  of  fire-prooi  paint  and  well  sanded. 
The  river  where  the  present  bridge  crosses 
same  to  be  filled  to  a uniform  grade  of  not 
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less  than  30  feet  wide  on  top,  the  whole 
grade  to  the  county  line  to  be  of  same 
width  on  top,  viz.:  30  feet,  and  to  be  cov- 
ered with  not  less  than  10  inches  of  gravel 
in  the  center  of  said  road,  and  slope  uni- 
formly to  the  outside. 

The  grade  to  the  new  canal  bridge,  and 
also  to  the  river  diversion  bridge  shall  be 
easy  and  such  as  shall  have  been  approved 
by  the  Commissioners  of  Highways  of  the 
Town  of  Lemont.  After  the  bridge  herein 
provided  for  shall  have  been  completed  in 
accordance  with  the  foregoing  provisions, 
then  the  expense  of  maintaining  and  keep- 
ing same  in  repair  thereafter  shall  be  borne 
by  the  Town  of  Lemont. 

(Signed)  D.  B.  Murphy, 

Nail  Harkins, 
Commissioners  of  Highways. 

The  Sanitary  District  of  Chicago  hereby 
accepts  of  the  terms  and  conditions  of  the 
foregoing  order. 

(Signed)  U.  W.  Weston, 

Superintendent  of  Construction  for  the 

Sanitary  District  of  Chicago .” 

“State  of  Illinois,) 

County  of  Cook.  • ) ' 

I,  Matthew  J.  New,  Town  Clerk  of  the 
Town  of  Lemont,  County  and  State  afore- 
said, do  hereby  certify  that  the  foregoing 
is  a true  and  correct  copy  of  an  order  duly 
passed  by  the  Highway  Commissioners  of 
said  Lemont  Township,  as  shown  by  the 
records  of  my  office. 

Witness  my  hand  this  5th  day  of  Septem- 
ber, A.  D.  1893. 

(Signed)  Matthew  J.  New,  [Seal] 
Clerk , Lemont  Township , Cook  County , 

Illinois .” 

ADVERTISEMENT  OF  CONDITIONS  OF  SPE- 
CIAL RIVER  DIVERSION  CONTRACT  ON 

SECTIONS  2,  3 AND  4. 

The  Clerk  presented  a report  from  the 
Chief  Engineer,  recommending  that  a 
statement,  setting  forth  the  arrangement 
with  McArthur  Brothers  Company  under 
the  special  contract  for  river  diversion 
work  on  Sections  2, 3 and  4,  be  published ; 
and  the  report  wras  read. 

Mr.  Cooley,  seconded  by  Mr.  Altpeter, 
moved  that  the  report  be  ordered  printed, 
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and  referred  to  the  Committee  on  Fi- 
nance, with  power  to  act. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Cooley,  Eckhart,  Gil- 
more, Kelly,  Prendergast,  Russell  and 
Wenter— eight  (8).  Nays— None. 

Upon  wThich  result  the  President  de- 
clared the  motion  carried,  and. the  report 
ordered  printed  and  so  referred. 

The  following  is 

THE  REPORT: 

“Chicago,  Sept.  5,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — An  impression  has  gone 
abroad,  which  is  strengthened  by  state- 
ments appearing  in  the  daily  press,  that 
the  entire  work  on  Sections  2,  3 and  4 is 
to  be  performed  by  McArthur  Bros,  upon 
the  percentage  basis.  I therefore  recom- 
mend that  an  explicit  statement,  setting 
forth  the  fact  that  the  arrangement  made 
with  McArthur  Bros,  applies  solely  to 
river  diversion  and  that  the  re-letting  will 
take  place  as  advertised,  be  published  in 
the  papers  in  which  the  advertisement 
has  appeared.  If  this  is  not  done  many 
contractors  may  refrain  from  bidding. 

Respectfully  submitted, 
(Signed)  Isham  Randolph, 

Chief  Engineer  ” 

Railway  changes  and  embankments  on 
section'  14. 

The  Clerk  presented  a report  from  the 
Chief  Engineer,  with  reference  to  the 
interpretation  of  the  contract  concerning 
certain  railway  changes  and  the  construc- 
tion of  embankments  on  Section  14,  for 
which  the  McCormick  Construction  Com- 
pany are  contractors;  and  the  report  was 
read. 

Mr.  Kelly,  seconded  by  Mr.  Russell, 
moved  that  the  report  be  ordered  printed 
and  referred  to  the  Jbint  Committee  on 
Engineering  and  Finance. 

The  motion  prevailed  unanimously, 
and  the  report  was  ordered  printed  and 
so  referred. 

.The  following  is 

the  report: 

“Chicago,  Sept.  5,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sfinitary  District  of  Chicago. 

Gentlemen— Having  heard  that  McCor. 
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mick,  of  the  McCormick  Construction  Com- 
pany, demurred  to  instructions  from  Assist- 
ant Engineer  Harrison  to  build  an  f mbank- 
ment  on  Section  No.  14,  parallel  with  the 
channel  and  800  feet  therefrom,  as  recom- 
mended in  a report  of  the  Engineering  and 
Finance  Committee  (see  page  607  of  the 
Proceedings,  clause  No.  3)  and  ordered  by 
the  Board  June  29th,  1892, 1 took  the  ques- 
tion up  with*  Mr.  McCormick  on  August 
31st.  He  then  stated  that  unless  the  clause 
of  the  contract  covering  railway  changes, 
(see  page  21,  Section  10)  can  be  so  construed 
as  to  compel  him  to  do  this  work  he  is  under 
no  obligations  to  perform  it.  His  conten- 
tion is  that  the  clause  in  question  can  not 
be  properly  construed  to  cover  the  point. 
We  should  settle  this  question  at  once  and 
take  such  steps  • as  will  insure  the  con- 
struction of  the  embankment  in  controversy 
with  material  about  to  be  removed  from  the 
gravel  mound  on  this  Section  (14).  I there- 
fore ask  that  a Committee  be  appointed  by 
your  Honorable  Board  with  power  to  in- 
vestigate the  case  and  make  arrangemets 
for  the  prompt  adjustment  of  the  questions 
at  issue  so  that  the  work  may  not  be  delayed 
and  thereby  greater  expense  be  incurred  in 
executing  the  work  which  forms  a part  of 
the  plan  adopted  by  you. 

. Respectfully  submitted, 

(Signed)  Isham  Randolph, 

Chief  Engineer .” 

CONDITION  OF  WORK  ON  AGNEW  & COM- 
PANY SECTIONS. 

The  Clerk  presented  a report  from  the 
Chief  Engineer  with  reference  tothepon- 
dition  of  work  on  Sections  5,  6,  7 and  9, 
for  which  Agnew. & Company  are  con- 
tractors; and  the  same  was  read, 

Mr.  Kelly,  seconded  by  Mr.  Cooley, 
moved  that  the  report  be  ordered  printed 
and  referred  to  the  Joint  Committee  on 
Engineering  and  Finance. 

The  motion  prevailed  unanimously, 
and  the  report  was  ordered  printed,  and 
so  referred. 

The  following  is 

the  report: 

“ Chicago,  Sept.  6,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— I hereby  certify  that  I 
am  of  the  opinion  that  the  work  agreed 
to  he  performed  by  Messrs.  Agnew  & Co. 


under  each  qf  theif  contracts  with  the 
Sanitary  District  of  Chicago  for  Sections 
5,  6.  7 and  S,  is.  unnecessarily  and  un- 
reasonably delayed,  and  that  the  said 
contractors  have  heretofore  and  are  now 
willfully  and  persistently  violating  the, 
conditions  and  covenants  of  each  of  their 
said  contracts  in  regard  to  the  amount  of 
work  to  be  done  by  them  from  month  to 
month  under  each  of  said  contracts. 

This  certificate  is  made  under  and  in 
pursuance  of  a provision  therefor  con- 
tained in  each  of  said  contracts. 

Respectfully  submitted, 

(Signed)  Isham  Randolph, 

Chief  Engineer 

PURCHASE  OF  “ TO WNE,’n  “ HINCKLEY” 
AND  “RUTTER”  LANDS. 

Mr.  Eckhart,  Chairman,  presented  a 
report  from  the  Joint  Committee  on 
Finance  and  Engineering,  with  reference 
to  the  purchase  from  Charles  E.  Towne, 
Francis  E.  Hinckley  and  Thomas  Rutter, 
of  certain  right  of  way.  lands  in  Cook 
County,  and  authorizing  and  directing 
the  Clerk  to  pay  for  the  said  right  of  way 
lands,  on  the  vouchers  of  the  Attorney, 
as  provided  in  the  report;  and  the  report 
was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  adopted, 
ordered  printed  and  placed  on  file,  the 
recommendations  made  therein  con- 
curred in,  and  the  Clerk  authorized  and 
directed  to  pay  Charles  E.  Towne,  Francis 
E.  Hinckley  and  Thomas  Rutter,  on  the 
vouchers  of  the  Attorney,  for  said  right 
of  way  lands,  as  provided  in  the  report. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Cooley,  Eckhart.  Gil- 
more, Kelly,  Prendergast.  Russell  and 
Wenter — eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  the  recommendations  made  therein 
concurred  in,  and  the  Clerk  authorized 
and  directed  to  pay  said  Charles  E. 
Towne,  Francis  E.  Hinckley  and  Thomas 
Rutter,  on  the  vouchers  of  the  Attorney, 
for  said  right  of  way  lands,  as  provided 
in  the  report. 

The  following  is 

THE  REPORT: 

“Chicago,  Sept.  6,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— The  Joint  Committee  on 
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Finance  and  Engineering  has  reached  an 
agreement  witli  Charles  E.  Towne  for  the 
purchase  from  him  for  the  corporate  pur- 
poses of  this  District  of  the  land  hereinafter 
described  for  the  sum  of  one  thousand  two 
hundred  and  ninety  ($1,290.00)  dollars. 

From  Francis  E,  Hinckley  for  the  pur- 
chase from  him  for  the  corporate  purposes 
of  this  District  of  the  land  hereinaf  ter  de- 
scribed for  the  sum  of  seven  hundred  and 
seventy  ($770.00)  dollars. 

From  Thomas  Rutter  for  the  purchase 
from  him  for  the  corporate  purposes  of  this 
District'  of  the  land  hereinafter  described  for 
the  sum  of  nineteen  thousand  five  hundred 
and  thirty  ($19,530.00)  dollars. 

Your  Committee  recommend  that  the 
Clerk  of  this  District  be  directed  to  pay,  on 
the  vouchers  of  the  Attorney,  to  said 
Charles  E.  Towne  the  sum  of  one  thousand 
two  hundred  and  ninety  ($1,290.00)  dollars, 
in  full  payment  for  the  following  described 
land,  to  wit: 

That  part  of  the  south  ten  (S.  10)  acres 
of  the  southwest  quarter  (S.  W.  \i)  of  the 
northeast  quarter  (N.  E.  x/i)  of  Section  four 
(4),  Township  thirty-eight  (38)  North, 
Range  thirteen  ( 13),  East  of  the  Thi rd  Prin- 
cipal Meridian,  lying  north  (N.)  of  the 
northerly  boundary  line  of  therightof  way- 
of  the  Chicago,  Santa  Fe  & California  Rail- 
way Company. 

To  Francis  E.  Hinckley  the  sum  of  seven 
hundred  and  seventy  ($770.00)  dollars,  in 
full  payment  for  the  following  described 
, land,  to-wit: 

That  part  lying  north  (N.)  of  the  north- 
erly boundary  line  of  the  right  of  way  of 
the  Chicago,  Santa  Fe  & California  Rail- 
way Company,  of  the  east  half  (E.  %)  (in 
area)  of  that  part  of  the  northwest  quartet 
(N.  W.  %)  of  the  northeast  quarter  (N.  E. 
fi)  of  Section  three  (3),  Township  thirty- 
eight  (88)  North,  Range  thirteen  (13),  East 
of  the  Third  Principal  Meridian,  lying 
north  (N.)  of  the  northerly  reserve  line  of 
the  Illinois  and  Michigan  Canal,  containing 
seventy- seven  one-hundredths  (0.77)  of  an 
acre,  more  or  less. 

To  Thomas  Rutter  the  sum  of  nineteen 
thousand  five  hundred  and  thirty  ($19,530.00) 
dollars,  in  full  payment  for  the  following 
described  land,  to  wit; 

That  part  of  the  southeast  quarter  (§•.  ]E. 


i£)  of  the  northwest  quarter  (N.  W.  14)  of 
Section  thirty-six  (36),  Township  thirty- 
nine  (39)  North,  Range  thirteen  (13),  East 
of  the  Third  Principal  Meridian,  tying 
north  (N.)  of  the  northerly  boundary  line 
of-the  right  of  way  of  the  Atchison,  Topeka 
and  Santa  Fe  Railroad  Company  in  Chicago, 
and  west  ( W.  ) of  a line  parallel  with  and 
three  hundred  and  sixty-two  (362)  feet  west 
(W.)  of  the  east  line  of  said  northwest 
quarter  ($'.  W.  X);  excepting,  therefrom 
the  north  (N.)  one  hundred  ( 100)  feetthere> 
of. 

All  of  said  land  lying  and  being  situate' 
in  the  County  of  Cook,  in  the  State  of  I Hi-! 
nois. 

(Signed)  B.  A.  Eckhart, 

Chairmcin, 

W.  H.  Russell, 

John  J.  Altpeter, 
Thomas  Kelly, 

Joint  Committee  on  Finance  and  Fngi- 
neerinu.” 

CHANGE  OF  GRADE  IN  MAIN  CHANNEL. 

Mr.  Cooley,  Chairman ? presented  a 
report  and  order  from  the  Joint  Commit- 
tee on  Engineering  and  Finance,  with 
reference  to  and  accompanied  by  the  re- 
port of  the  Chief  Engineer,  concerning 
the  proposed  change  of  grade  in  the  main 
channel,  presented  and  referred  to  that 
Committee  at  the  meeting  held  August 
2,  1893  (page  1360  of  the  Proceedings); 
and  the  report  and  order  were  read. 

Mr.  Cooley,  seconded  by  Mr.  Altpeter, 
moved  that  the  report  be  adopted,  ordered 
printed,  and  with  enclosure,  placed  on 
file,  and  the  accompanying  order  adopted. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altppter,  Cooley,  Eckhart,  Gil- 
more, Kelly,  Prendergast,  Russell  and 
Wenter— eight  (8).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed,  and  with  en- 
closure, placed  on  file,  and  the  accom- 
panying order  adopted. 

The  following  is 

THE  REPORT,  WITH  ACCOMPANYING  ORDER? 

“Chicago,  Sept.  6,  1893. 

To  the  Honorable  the  Board  of  Trustees 
of  the  Sanitaru  ^District  of  Chicago : 
Gentlemen— The  Joint  Committee  haa 
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con  sidered  the  recommendation  of  the 
Chief  Engineer,  referred  to  the  Commit- 
tee on  August  2nd,  (page  1360)  and  re- 
ports back  as  follows: 

It  appears  that  the  proposed  change  of 
grade  will  diminish  the  total  fail  in  the 
water  service  by  two  feet  and  will  in- 
crease the  depth  of  water  in  the  channel 
by  a like  amount.  The  practical  results 
to  be  accomplished  are: 

1.  Easier  construction  and  operation 
of  regulating  works  for  the  control  of 
the  waters  in  the  channel 

2.  The  problem  of  extending  the 
works  over  the  reach  between  Lockport 
and  Joliet  is  simplified. 

3.  The  capacity  of  the  channel  when 
frozen  or  covered  with  ice  will  be  in- 
creased. 

4.  The  suitability  of  the  channel  for 
navigation  will  be  much  improved. 

The  extra  cost  for  the  channel  when 
completed  throughout  will  be  some 
$200,000  this  side  <3f  Lockport,  which 
will  be  largely  off-set  by  the  saving  in 
regulating  works  and  in  the  extension  of 
work  below. 

Your  Committee  therefore  recommend 
that  the  change  of  grade  be  authorized 
substantially  as  recommended  by  the 
Chief  Engineer,  and  that  the  prism  in 
the  earth  conform  thereto;  provided,  that 
the  part  of  the  channel  to  be  now  con- 
structed this  side  of  Summit  be  specified 
for  a width  of  110  feet  at  bottom  as  here- 
tofore determined. 

An  order  covering  the  proposed  change 
of  grade  is  submitted  herewith  as  part  of 
this  report. 

The  report  of  the  Chief  Engineer  is 
hereby  returned. 

Very  respectfully  submitted, 

(Signed)  L.  E.  Cooley, 

Chairman. 
John  J.  Altpeter, 
W.  H.  Russell, 

B.  A.  Eckiiart, 
Thomas  Kelly, 

Joint  Committee  on  Engineering  and 

Finance.” 

(Enclosure.) 

The  following  is 

the  order: 

“Whereas,  A change  of  grade  in  the 
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main  channel  for  the  reasons  set  forth  in 
the  report  of  the  Chief  Engineer  of 
August  2nd,  and  in  the  accompanying 
documents  is  desirable;  therefore,  be  it 

Ordered,  That  the  grade  of  the  bottom 
of  the  main  channel  be  established  as 
follows: 

Starting  at  Station  1480  in  Section  14 
of  Lockport  Township,  Will  County,  at 
ah  elevation  of  29.9  feet  below  Chicago 
datum,  and  rising  thence  at  the  rate  of 
one  foot  in  20,000  to  the  Willow  Springs 
road  through  what  is  known  as  the  rock 
sections;  thence  from  said  road  rising  at 
the  rate  of  one  foot  in  forty  thousand 
through  what  is  known  as  the  earth  sec- 
tions to  a point  at  or  near  Bridgeport.” 

EMPLOYMENT  OF  ADDITIONAL  MEN  ON 
RIVER  DIVERSION  WORK 

Mr.  Kelly,  Chairman,  presented  a ver- 
bal report  from  the  Special  Committee  on 
the  Labor  Question,  stating  that  over 
three  hundred  men,  selected  by  the  Com- 
mittee on  Employment,  appointed  by 
the  Mayor  of  Chicago,  had  on  that  day 
been  placed  at  work  on  the  river  diversion 
and  that  they  would  be  followed 
by  others,  and  that  the  Committee  would 
so  continue  to  place  men  as  fast  as  selec- 
tions were  made  and  accommodations 
could  be  provided 

COMPLETION  OF  RIVER  DIVERSION  WORK. 

Mr.  Cooley,  Chairman,  presented  an 
order,  directing  the  Chief  Engineer  to 
cause  river  diversion  and  levees  and 
other  works  to  be  completed  at  .the  dates 
as  specified  in  the  order;  and  the  order 
was  read. 

Mr.  Cooley,  seconded  by  Mr.  Kelly, 
moved  the  adoption  of  the  order. 

The  motion  prevailed  unanimously, 
upon  which  the  President  declared  the 
order  adopted,  and  the  Chief  Engineer 
instructed  in  accordance  with  the  same. 

The  following  is 

the  order: 

“Whereas.  It  is  of  vital  importance 
that  the  river  diversion  and  the  guard  bank 
between  the  same  and  the  main  channel  be 
completed  at  the  earliest  practicable  date 
between  the  Santa  Fe  Railway  crossing 
near  Summit  and  the  Romeo  road,  and  that 
said  guard  bank  be  of  ample  strength  and 
sufficient  in  every  respect  for  a levee  against 
Hood  waters:  therefore,  be  it 

Ordered,  That  the  Chief  Engineer  is 
hereby  instructed  to  cause  said  river  diver- 
sion and  levees  and  other  works  to  be  com- 
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pleted  at  dates  not  later  than  the  following: 

That  all  river  diversion  on  Sections  9 to 
12,  inclusive,  be  completed  on  or  before 
October  10th,  1893. 

That  all  river  diversion  on  Sections  6, 7 
and  8 be  completed  on  or  before  October 
16th,  1893. 

That  all  river  diversion  on  Sections  A to 
F,  inclusive,  be  completed  on  or  before 
November  1st,  1893. 

That  all  river  diversion  and  levee  build- 
ing on  Sections  1 to(  6,  inclusive,  be  com- 
pleted on  or  before  November  16th,  1893, 
and  that  all  levees  and  guard  banks,  on  the 
south  and  east  of  said  Desplaines  River, 
and  the  diversion  thereof  and  ali  bridges 
crossing  the  same,  and  the  approaches 
thereto,  and  all  collateral  woiks  necessary 
to  enable  the  water  to  be  turned  in  said 
river  diversion,  be  completed  throughout 
between  said  Santa  Fe  crossirig  and  the 
Romeo  road  on  or  before  November  16th, 
1893,  or  as  much  sooner  as  may  be  practic- 
able; and 

Provided,  That  the  fixing  of  sai^l  dates 


[1899.' 

for  the  final  completion  of  all  of  said  works, 
shall  not  be  construed  in  any  manner  as 
authorizing  any  delay  whatever  in  any  part 
or  the  whole  of  said  work,  wherever  and  in 
whatever  particular  it  may  be  feasible  to 
complete  the  same  at  an  earlier  date.  And, 
be  it  further 

Ordered,  That  the  Chief  Engineer  is 
instructed  to  forthwith  report  wherever  he 
is  unable  to  secure  prompt  compliance  with 
his  requirement  ins  any  particular.” 

ADJOURNMENT  TO  SPECIAL  TIME. 

Mr.  Kelly,  seconded  by  Mr.  Prender- 
gast,  moved  that  when  the  Board  ad- 
journ, it  do  adjourn  to  meet  Monday 
September  11,  1893,  at  1 o’clock  P.  M. 

The  motion  prevailed  unanimously  and 
it  w'as  so  ordered. 

ADJOURNMENT. 

On  motion  of  Mr.  Eckhart,  seconded 
by  Mr.  Gilmpre,  the  Board  then  ad- 
journed. 

Thos.  F.  Judge, 
Clerk. 
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PROCEEDINGS 


Board  of  Trustees, 


Sanitary  District  of  Chicago. 


SEPTEMBER  11.  1893. 


OFFICIAL  RECORD. 

(Published  by  authority  of  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago.) 


ADJOURNED  MEETING. 

The  adjourned  session  of  the  one  hun- 
dred and  eighty-sixth  regular  meeting 
of  the  Board  of  Trustees  of  the  Sanitary 
District  of  Chicago  was  held  in  their 
rooms,  Rialto  Building,  Monday,  Septem- 
ber 11,  1893,  at  1 o’clock  P.  M.,  pursuant 
to  motion. 

President  Wen  ter  called  the  Board  to 
order. 

On  roll-call,  Messrs.  Altpeter,  Bolden- 
week,  Cooley,  Eck hart,  Kelly,  Russell 
and  Wenter—  seven  (7)  members,  were 
present. 

RECESS. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 


moved  that  the  Board  take  a recess  until 
2:30  o’clock  P.  M.  the  same  day. 

The  motion  prevailed  unanimously, 
and  it  was  so  ordered . 

On  re  assembling  at  the  close  of  the  re- 
cess at  2:30  o’clock  P.  M..  on  roll-call, 
Messrs.  Altpeter,  Bolden  week,  Cooley, 
Eckhart,  Kelly,  Prendergast  and  Wen- 
ter—seven  (7),  and  subsequently  Mr. 
Russell,  making  a total  of  eight  (8)  mem- 
bers, were  present. 

LAUNDRY  ON  RIGHT  OF  WAY. 

The  Clerk  presented  a communication 
from  Peter  Ceder,  asking  permission  to 
occupy  building  on  the  right  of  way  for 
laundry  purposes:  and  the  communica- 
tion was  read. 

Mr.  Bolden  week,  seconded  by  Mr. 
Kelly,  moved  that  the  communication 
be  ordered  printed  and  referred  to  the 
Committee  on  Finance. 
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The  motion  prevailed  unanimously, 
and  the  communication  was  ordered 
printed  and  so  referred. 

The  following  is 

the  communication: 

Chicago,  September  11,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— I hereby  respectfully  ap- 
ply to  your  Honorable  Bxly  for  a permit 
to  locate  and  operate  a laundry  on  the 
ground  controlled  by  your  Board,  name- 
ly, immediately  near  Wm.  Harlev  & 
Son’s  camp  at  Willow  Springs.  I further 
wish  to  inquire  whether  I could  obtain  a 
permit  to  occupy  or  rent  a certain  house, 
now  used  by  Dr.  Reas  a boarding  house; 
the  said  house  will,  I understand,  be  va- 
cated by  him  on  the  14th  instant. 

I have  spoken  to  the  different  contract- 
ors, and  have  beep  assured  that  a laun- 
dry is  a necessity. 

Very  respectfully, 

{Signed)  Peter  Ceder.” 

PURCHASE  OF  “WRIGHT”  AND  ‘.‘WESTERN 
STONE  COMPANY”  LAND. 

Mr.  Eckhart,  Chairman,  presented  a 
report  from  the  Joint  Committee  on 
.Finance  and  Engineering,  with  reference 
to  the  purchase  from  Nathaniel  T. 
Wright  and  the  Western  Stone  Company 
of  Chicago,  of  certain  right  of  way  lands 
in  Cook  County,  and  authorizing  and 
directing  the  Clerk  to  pay  for  the  said 
right  of  way  lands,  on  the  vouchers  of 
the  Attorney,  as  provided  in  the  report; 
and  the  report  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  adopted, 
ordered  printed  and  placed  on  file,  the' 
recommendations  made  therein  con- 
curred in,  and  tbe  Clerk  authorized  and 
directed  to  pay  Nathaniel  T.  Wright  and 
the  Western  Stone  Company  of  Chi- 
cago, on  the  vouchers  of  tbe  Attorney, 
for  said  right  of  way  lands,  as  provided 
in  the  report. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Bolden  week.  Cooley, 
Eckhart.  Kelly,  Prendergast,  and  Wenter 
—seven  (7).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  the  recommendations  made  therein 
concurred  in,  and  the  Clerk  authorized 
and  directed  to  pay  Nathaniel  T.  Wright 
and  the  Western  Stone  Company  of  Chi- 


cago, on  the  vouchers  of  the  Attorney : 
for  the  said  right  of,  way  lands,  as  pro- 
vided in  the  report. 

The  following  is 

THE  REPORT: 

“Chicago,  Sept.  11,  1893. 

To  the  Honorable  thk  Board , of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— The  Joint  Committee  on 
Finance  and  Engineering  has  reached  an 
agreement  with  Nathaniel  T.  Wright 
for  the  purchase  horn  him  for  the  cor- 
porate purposes  of  this  District  of  the 
lands  hereinafter  described  tot  the  sum 
of  twenty-one  thousand  dollars  ($21,- 
000.00); 

From  the  Western  Stone  Company  of 
Chicago,  a corporation,  for  the  purchase 
from  it  for  the  corporate  purposes  of  this 
District,  of  the  lands  hereinafter  de- 
scribed, for  the  sum  of  four  thousand 
dollars  ($4,000.00). 

Your  Committee  recommend  that  the 
Gle.rk  of  this  District  be  directed  to  pay,  on 
the  voucher  of  the  Attorney,  to  said 
Nathaniel  T.  Wright  the  sum  of  twenty- 
one  thousand  dollars  ($21*000.00),  in  full 
payment  for  the  following  described 
land,  to- wit: 

That  part  of  the  ea9t  half  (E.  i)  of  tbe 
southeast  quarter  (S.  E.  i)  bf  the  south- 
east quarter  (S.  E.  ±)  of  Section  thirty - 
four  (34),  Township  thirty-nine  (39) 
North,  of  Range  thirteen  (13),  East  of 
the  Third  Principal  Meridian,  lying 
north  (N.)  of  the  northerly  boundary 
line  of  the  right  of  way  of  the  Chicago, 
Santa  Fe  and  California  Railway  Com- 
pany. Also, 

That  part  of  the  northeast  quarter 
(N.  E.  i)  of  the  southeast  quarter  (S.  E {) 
of  said  Section  thirty-four  (34)  hiag 
south  (S.)  of  a line  drawn  from  a point 
in  the  West  (W.,)  line  of  the  southeast 
quarter  (S.  E.  i)  of  the  southeast  quarter 
(S  E.  i;  of  said  section,  two  hundred 
and  twenty-nine  and  thirty-nine  one- 
hundredths  (229.39)  feet  south  (S.)  of  the 
northwest  (N.  W.)  corner  of  said  south- 
east quarter  (S.  E.  £)  of  said  southeast 
quarter  (S.  E.  £).  to  a point  in  the  east 
(E.)  line  of  the  southeast  quarter  (S.  E.  i) 
of  said  Section  thirty-four  (34),  one  thou- 
sand and  twenty-five  and  sixty  one-hun- 
dredths (1.025.60)  feet  south  (S.)  of  the 
northeast  (N.  E.)  corner  of  said  south- 
east quarter  (S.  E.  i)  of  said  Section. 

To  Western  Stone  Company  of  Chi- 
cago, the  sum  of  four  thousand  dollars 
($4,000.00),  in  full  payment  for  the  fol 
lowing  described  lands,  tc-wit: 
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That  part  of  the  northeast  quarter 
(N.  E.  i)  of  the  northwest  quarter  (N. 
W.  i)  of  Section  twenty  (20),  Township 
thirty-seven  (37)  North,  Range  eleven 
(11),  East  of  the  Third  Principal  Merid- 
ian, lying  southeasterly  of.  a line  drawn 
from  the  southwest  corner  of  said  north- 
east quarter  (N.  E.  1)  of  said  northwest 
quarter  (N.  W.  4)  of  said  Section,  to  a 
point  in  the  east  line  of  said  northeast 
quarter  (N.  E.  4)  of  said  northwest  quar- 
ter (N.  W.  4)  five  hundred  and  seVenty- 
four  and  forty-three^  one-hundredths 
(574.43)  feet  south  (S.)  of  the  north  quar- 
ter corner  of  said  section,  excepting 
therefrom  that  portion  thereof  owned  by 
the  Chicago,  Santa  Fe  and  California 
Railway  Company,  subject  to  an  ease- 
ment in  the  public  of  a right  of  way  over 
that  portion  thereof  known  as  Stephens 
street,  for  a public  highway.  Also, 

That  part  of  the  northeast  quarter  (N. 
E.  4)  of  said  Section  twenty  (20),  lying 
northerly  of  the  northerly  boundary  line 
of  the  right  of  way  of  the  Sanitary  Dis- 
trict of  Chicago,  excepting  therefrom 
such  portions  thereof  as  are  owned  by 
the  Chicago.  Santa. Fe  and  California 
Railway  Company. 

All  of  said  lands  lying  and  being  situate 
in  the  County  of  Cook,  in  the  State  of 
Illinois. 

((Signed)  B.  A.  Eckhart, 

Chairman. 
Thomas  Kelly, 

Wm.  Boldenweck, 
John  J.  Altpeter, 

Joint  Committee  on  Finance  and  Engi- 
neering.” 

COMPLETION  OF  RIVER  DIVERSION  OF  SEC- 
TION 8. 

Mr.  Eckhart  presented  an  order,  direct- 
ing the  Chief  Engineer  to  notify  Agnew 
•&  Company  to  employ  not  less  than  four 
hundred  (400)  men  on  the  river  diversion 
work  on  Section  8,  on  or  before  Saturday, 


September  16,  1893,  as  provided  in  the 
order;  and  the  order  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
weck, moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Eckhart, 
Kelly,  Prendergast,  Russell  and  Wenter 
— seven  (7).  Excused  and  not  voting — 
Mr.  Cooley — one  (1).  Nays— None.' 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Chief  Engineer  directed 
to  notify  Agnew.  & Co.  in  accordance 
with  the  same. 

The  following  is 

the  order: 

“Whereas,  The  completion  of  the 
River  Diversion  Channel  on  Section  8 at 
the  earliest  date  possible  is  imperatively 
necessary,  and  the  Board  has  already  in- 
structed the  Chief  Engineer  to  procure 
the  completion  of  all  of  the  said  work  on 
or  before  October  15,  1893;  and 

Whereas,  In  the  opinion  of  the  Chief 
Engineer  and  Superintendent  of  Con- 
struction, a force  of  at  least  four  hundred 
(400)  men,  with  the  necessary  machinery 
and  tools,  is  required  in  order  to  have 
completed  the  work  of  excavation  on  the 
River  Diversion  Channel  on  said  Section 
8 by  said  October  15,  1893;  therefore, 
be  it 

Ordered,  That  the  Chief  Engineer  be 
instructed  to  notify  Agnew  & Company, 
contractors  for  said  Section  8,  to  have  at 
work,  and  properly  equipped  with  tools 
and  machinery  a force  of  not  less  than 
four  hundred  men  on  or  before  Saturday, 
September  16,  1893.” 

adjournment. 

On  motion  of  Mr.  Eckhart,  seconded  by 
Mr.  Boldenweck,  the  Board  then  ad- 
journed. 

Thos.  F.  Judge, 

Clerk* 
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PROCEEDINGS 

—OF  THE— 

Board  of  Trustees, 

—OF  THE— 

Sanitary  District  of  Chicago. 


SEPTEMBER  13,  1893. 


OFFICIAL  RECORD. 

v( Published  by  authoritu  of  the  Board  of  Tr  ustees 
of  iheSanitary  District  of  Chicago.) 


REGULAR  MEETING. 

The  one  hundred  and  eighty-seventh 
regular  meeting  of  the  Board  of  Trus- 
tees of  the  Sanitary  District  of  Chicago 
was  held  in  their  rooms,  Rialto  Building, 
Wednesday,  September  13,  1893,  at  1:30 
o’clock  P.  M. 

President  Wenter  called  the  Board  to 
order. 

On  roll-call  Messrs.  Altpeter,  Bolden- 
weck,  Cooley,  Eckhart,  Gilmore,  Kelly, 
Prendergast  and  Wenter — eight '(8)  mem- 
bers, were  present. 

MINUTES. 

The  minutes  of  the  regular  meeting, 
held  September  6,  1893,  were  approved  as 


Erinted,  on  motion  of  Mr.  Kelly,  seconded 
y Mr.  Boldenweck. 

VOUCHERS. 

The  Clerk  presented  the  following  vouch- 
ers : 

ENGINEERING  DEPARTMENT. 


J.  R.  Davis  & Son  (test 

pits  estimate) $286  10 

F.  Mayer  & Co.,  (blue 

prints, etc) 108  93 

Seelig  & Kandler,  (in- 
strument repairs) 1 50 

Rand,  McNally  & Co., 

(map  mounting) l 50 

W agner  Bros. , ( livery ) 5 00 

H.  S.  Norton,  (rent, 

Lemont,  Aug.  1893)..  18  OO 

Wm.  Kirkham,  (gauge 
reading,  Aug.,  1893).  10  00 

P.  McGinnis,  (gauge 
reading,  Aug.,  1893).  10  00 

E.  Hastings,  (gauge 
reading,  Aug. , 1893) . 10  00 

Mary  Rusk,  (gauge 
reading,  Aug.,  1893).  10  00 
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Geo.  Brainard,  (gauge 

10  00 

reading,  Aug.,  1893).$ 
R.  H.  Cowdrey,  (emer- 
gency, sundry  ex- 
penses)   '....* — 

Alex.  E.  Kastl,  (ex- 

28 07 

pense)  

W.  T.  Keating,  (ex- 

.15 67 

pense). — 

54  37 

CLERICAL  DEPARTMENT. 

E.  G.  Christoph  Lith. 

Co;  (lithographed  let- 
ter heads  and  envel- 
opes i $ 24  95 

Trevor  Spring  Water 
Co.  (ice,  Aug.,  1893).  3 00 

— — «p  u % uO 


LAW  DEPARTMENT. 


Barnard  & Gunthorp 
printing  briefs,  etc).  $ 

38  00 

E.  G.  Christoph  Lith. 
Co.,  (lithographed  let- 
ter heads) 

10  50 

Orrm  N.  Carter,  ( ex- 
pense)..,.   

59  50 

OyrmN.  Carter,  (trav- 

14 50 

eling) 

POLICE  DEPARTMENT. 

E.  G.  Christoph  Lith. 

C ©.  (lithographed  let- 
ter heads  and  envel- 


opes)   37  55 

Grand  total $702  14 


Mr.  Kelly,  seconded  by  Mr.  Bolden- 
weck,  moved  that  the  vouchers,  as  read 
and  shown  above,  be  approved  and 
ordered  paid. 

On  roll-call  the  vote  stood;  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Prendergast 
and  Wenter— eight  (8).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  .carried,  and  the  vouch- 
ers, aa  read  and  shown  above,  approved 
and  ordered  paid. 

REQUISITIONS. 

The  Clerk  presented  the  following 
requisitions: 


No.  368,  Engineering  Department, 

(postage  stamps) $20  00 

No.  913,  Police  Department,  (win- 
dow shades). . . 36  00 


913,  for  the  Police  Department,  as  read 
and  shown  above,  be  allowed. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  'Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Prendergast 
and  W enter— eight  (8).  Nay s— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  Requisi- 
tions No.  368,  for  the  Engineering  Depart- 
ment, and  No.  913,  for  the  Police  Depart- 
ment, as  read  and  shown  a]x>ve,  allowed. 

WEEKLY  REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report,  in  ac- 
cordance with  the  rules,  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  September 
9,  1893, 

The  same  was  read,  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT: 

“Chicago,  Sept.  13,  1893. 

To  the  Honorable  the  Board  of  Trusteed 

oj  the  Sanitary  District  of  Chicago: 

Gentlemen— I beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  Septem- 
ber 9,  J893,  as  the  same  have  been  re- 
ported to  me  : 


Engineering  Department 100 

Clerical  Department 3 

Treasury  Department 1 

Law  Department 7 

Police  Department 35 

Total  employes 146 


Respectfully  submitted, 

(Signed)  Thos.  F,  Judge, 

Clerk” 

MONTHLY  REPORT  FROM  CLERICAL  DE- 
PARTMENT, 

The  Clerk  presented  a report  from  the 
Clerical  Department  for  the  month  of 
August,  1893. 

The  same  was  read  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

the  report: 


Total $ 56  00 


Mr.  Kelly,  seconded  by  Mr.  Bolderr- 
weck,  moved  that  Requisitions  Nos.  368, 
for  the  Engineering  Department,  and  No. 


“Chicago,  Sept.  13,  1893. 

To  the  Honorable  the  Board  of  T-ustees 
of  the  Sanitary  District  of  Chicago: 

Gentlemen — I have  the  honor  to  here^ 
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with  report  that  the  total  .amount  ex- 
pended on  account  of  and  charged  to  the 
Clerical  Department  d tiring  the  month  of 
August,  1893,  was  $785.20,  divided  as  fol- 
lows: 


Salaries. $ 752.17 

Stationery 15.40 

General  expenses 17.63 


Total.... $785.20 


There  are  no  outstanding  liabilities,  and 
the  expenses  for  the  present  rhonth  will, 
from  present  indications,  be  about  $800. 

The  total  amount  expended  and 
charged  to  the  General  Account  during 
the  month  of  August,  1893,  was  $3,160.21, 
divided  as  follows: 


Salaries $2,538  34 

Engineers’  Inspection  t rip. . 422.00 

Printing  and  Stationery 108.85 

J anitor  Service i 80.00 

Genera L expenses 16.62 


Total ...$3.160  21 


There  are  outstanding  liabilities 
against  the  Genera!  Account  to  the 
amount  of  about  $300,  for  advertising, 
and  the  expenses  for  the  present  month 
will  be  about  $5,500. 

Respectfully  submitted, 

(Signed)  Thos.  F.  Judge, 

Clerk 

SPOILING  ON  LOW  GROUND  ON  SECTIONS 
C AND  F. 

The  Clerk  presented  a report  from  the 
Chief  Engineer,  with  reference  to  ar- 
rangements with  the  contractors  on  Sec- 
tions C aud  F,  for  the  spoiling  of  mater- 
ial on  the  low  ground  on  said  sections; 
and  the  report  was  read. 

In  connection  with  the  report,  Mr. 
Cooley  presented  an  order,  directing  the 
Chief  Engineer  to  permit  the  contract- 
ors on  said  sections  to  waste  the  mater- 
ial as  proposed  in  the  report  of  the  Chief 
Engineer  and  as  provided  in  the  order; 
and  the  order  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  ordered  printed 
and  placed  on  file,  the  recommendations 
made  therein  concurred  in,  ani  the 
order  adopted. 

On  roll  call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Prendergast 
and  Wenter— eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 


ordered  printed  and  placed  on  file,  the 
recommendations  made  therein  concur- 
red in,  the  order  adopted,  and  the  Chief 
Engineer  directed  to  permit  the  contract- 
ors on  Sections  C and  F to  waste  t!  e ma- 
terial as  proposed  in  his  report  and  as 
provided  in  the  order. 

The  following  is 

THE  REPORT  AND  ACCOMPANYING  ORDER*. 

“Chicago,  August  26,  1893. 

To  the  Honorable  the  Board  of  Irustees 
of  the  Sanitary  District  of  Chicago: 

Gentlemen — On  Section  C the  work 
upon  the  Main  Channel  could  be  facili- 
tated and  the  property  of  the  Sanitary 
District  improved  by  allowing  the  con- 
tractor to  waste  material  in  certain  low 
grounds  on  each  side  of  the  Main  Chan- 
nel. I have  said  to  the  contractors  that 
they  could  make  arrangements  to  begin 
this  work,  as  I believe  from  conversa- 
tions had  with  members  of  the  Boarji  my 
doing  so  would  be  approved  by  your 
Honorable  Body,  and  therefore  ask  an 
order  permitting  wasting  to  be  done, 
under  direction  of  this  department,  on 
Section  C,  and  also  upon  Section  F, 
where  somewhat  similar  conditions  ob*- 
tain. 

Very  respectfully  submitted, 
(Signed)  Isham  Randolph, 

Chief  Enqineei’” 


The  following  is 

the  order: 

“Whereas,  The  Chief  Engineer  has 
recommended  that  on  Sections  C and  F, 
certain  low  lying  lauds  adjacent  to  the 
Main  Channel  be  filled  with  material 
taken  from  the  said  Channel,  and  has 
shown  to  this  Board  that  the  interests  of 
this  District  can  thereby  be  advanced; 
therefore,  be  it 

Ordered , That  the;  contractors  on  said 
Sections  C and  F.  be  permitted,  under 
the  direction  of  the  Chief  Engineer  of 
this  District,  to  waste  material  upon  such 
low  lying  lands  adjacent  to  the  said 
Channel  as  he  may  designate;  provided, 
that  no  extra  expense  shall  accrue  to 
this  District  by  reason  of  the  granting  of 
the  privilege  herein  provided  for.” 

MQNTHLY  REPORT  FROM  ENGINEERING* 
DEPARTMENT. 

The  Clerk  presented  a report  (accom- 
panied by  classified  statement)  from  the. 
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Engineering  Department  for  the  month 
of  August,  1893. 

The  same  was  read,  and,  by  unani- 
mous consent,  was  ordered  printed  and 
placed  on  file. 

The  following  is 

THE  REPORT: 

“Chicago,  Sept.  11,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen  — I herewith  transmit  the 
reports  of  Divisions  1,  2 and  3,  showing 
the  detailed  operations  of  the  Engineer- 
ing Department  for  the  month  of  August, 
including  table  giving  the  rate  of  prog- 
ress on  the  several  contracts;  also  a clas- 
sified statement  of  expenses  in  the  Usual 
form. 

Expenses  for  the  month  of  August  were 
as  follows  : 


Contractors  estimates. . . : $197,499.33 

Payrolls * . 10,523.05 

Material,  etc 2,293.48 


Total $210,315.86 


I estimate  the  expenses  for  September 
will  be  $285,000,  including  contractor’s 
estimates. 

Respectfully  submitted, 

(Signed)  Isham  Randolph, 

Chief  Engineer. 

(Enclosing  classified  statement.) 

“Chicago,  Sept.  6,  1893. 
Isham  Randolph,  Esq.,  Chief  Engineer : 

Dear  Sir  — I herewith  submit  the  fol- 
lowing report  for  the  month  of  August: 


Payrolls $ 5,891.72 

Contractor’s  estimates 197,499.33 

Total , $203,391.05 


AMOUNT  OF  WORK  DONE  TO  SEPTEMBER  1,  1893: 


SECTION. 

Main  Channel. 

River  DivePvSION. 

River 

Levee. 

Glacial 
Dritt. 
Cu.  Yds- 

Solid 
Rock. 
Cu.  Yds. 

Glacial 
Drift. 
Cu.  Yds. 

Solid 
Rock. 
Cu.  Yds. 

Cu.  Yds. 

A 

40.694 

66.856 

55.676 

19,377 

Section  B 

Section  C 

2,689 
83,068 
275,153 
20.003 
75  619 
27,600 
66,800 
44  200 

Section  i) 

Section  E 

Section  Y 

98,038 

Section  1 

6,876 

29,500 

Section  2 

Section  3 

Section  4 

86.300 
,71,100 
21.000 

7,500 
11,000 
20,800 
38.600 
23  900 
132.822 

40.300 

Section  6 

Section  7 

21,310 
32,080 
40.250 
78  410 
139,070 
109.700 
232.800 
70.200 

35  500 
48,900 
37.700 
27  400 
2,600 

20,600 

55,320 

4,690 

38,240 

4,810 

Section  8 

Section  9 

Section  10  . 

Section  it 

Section  12 

Section  13 

Section  14 

Totals 

948.454 

783.820 

359  579  ! 128  660 

93,038 

Main  Channel,  glacial  drift — 948,454  Cubic  Yards 

Main  Channel,  solid  rock 783,820  “ 

River  Diversion,  glacial  drift 359,579  “ 

River  Diversion,  solid  rock 123  660  “ 

River  Levee,  glacial  drift 93,038  “ 

Total  amount  of  estimates  paid  previous  to  September  1, 1893. . $790,55T.99 
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Sec. 

CONTR  A.CTOR. 

Total  amount 
done  Sept.  1. 

1893. 

Av.  monthly 
amt.  called 
for  in  con- 
tract. 

Total  amount 
required  to 
be  done 
Sept.  1, 1893. 

Amount  be- 
hind as  per 
contract 
Sept.  1, 1893. 

| Amo’nt  ahead 
1 as  per  con-  ! 
1 tract.  Sept.  ! 

1 1,  1898.  J 

A 

L.  D.  Conner  & Co 

$ 12,463 

$ 20,971 

S 41,942 

S 29,479 

JB 

L.  D.  Conner  & Co 

16,216 

12,736 

25.472 

10,256 

€ 

Western  Dredg.  & Imp  Co 

13,716 

13,995 

27,990 

14,274 

D, 

21.961 

14,585 

29,170 

7,209 

E 

Streeter  & Kenetick  

80,996 

15.287 

30.574 

i 50  422 

F 

Ricker,  Lee  & Co 

26,847 

12  671 

24.742 

2,105 

i 

A 1 t'r^ri  Harlev  

22,004 

20.867 

119,985 

97,981 

9 

McArthur  Bros 

15,988 

15,611 

109,278 

93,290 

R 

McArthur  Bros .......... 

18,036 

18,983 

170,847 

152  811 

4. 

McArthur  Bros . 

11,934 

15,780 

126,242 

114,308 

Ji 

Agnew  & Co  

23,801 

12,476 

93.570 

70.269 

rt 

Agnew  <&  Co 

19,197 

14,233 

106,749 

87,552 

7 

Agnew  & Co 

45,494 

17.816 

188.621 

88,127 

s 

Agnew  Co 

79,996 

22,760 

204,841 

124,845 

0 

Agnew  & Co 

47.221 

19.348 

174,182 

126,811 

10 

E.  D.  Smith  & Co 

105,870 

28,291 

209,621 

104,25  i 

11 

Mason,  Hoge  & Co 

126  488 

19,805 

174,467 

47,979 

12 

Mason,  Hoge  Co 

141,717 

18,781 

169.031 

27.314 

IS 

Mason,  Hoge  & Co 

182,552 

18,461 

166  151 

16,401 

14 

McCormick  Constr’n  Co. 

• 58,806 

19,846 

178,616 

119,310 

| Totals 

$1,069,803 

$ 347.800 

$2  317.041 

$1,313,166 

$68,928 

Total  amount  required  to  be  done  September  1, 1893 $2,317,041 

Total  amount  done  September  1,  1893 1,069,803 

Amount  short  as  per  contracts  September  1,  1893 .$1/247,238 
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Section. 

c= 

a» 

s 

j Teams. 

1 Steam 
| Shovels. 

s 

1 1 
8. *2 
35  < 

1 Steam  and 
j Air  Drills. 

1 Steam  and 
| Air  Hoists 

sn 

. IS 
1° 
|3 

Air  Com- 
pressors. 
1 Cabie- 
1 ways. 

1 Steam  j 

Scrapers,  j 

j Cantilever 
I Derricks. 

j Locomo- 
tives. 

cl 

a . . . . . 

147 

-38 

.... 

B 

81 

68 

....  i ... . 

.... 

c 

70 

li 

D 

110 

2 

2 

4 

33 

E 

108 

‘iit> 

1.5 

2 

1 

11 

F 

82 

59 

1.6 

2.5 

1.5 

4 

1 

91 

38 

; 

5 

43 

20 

2.5 

2 4 

:::::::: 

1 

6 

28 

.7! 

1.7 

287 

24 

1 | 

8 

4 

! 1 

8 

177 

8 

.2; 

4 

2.9 

1 

9 

160 

6 

.81 

4.4 

1.8 

1.6 

10 

355 

4 

3.9' 

8.9 

5.2 

5.4 

1 0!.... 

.8 

11 

367 

22 

4.9; 

13 

4 0 

5.4 

1 l 1.9 

12 

283 

11 

8.0 

10.6 

3.0 

6.1 

1.0.... 

1.0 

13 

407 

16 

5.0 

10.6 

3.0 

4 7 

1 0! 

14. 

157 

29 

2 0 

4 8 

1.0 

8.3 

Totals 

2948 

496!  7.6 

30.4  54.8 

24.9 

28.5 

4.11  1.9 

! 1.7 

2.8 

6.5 

48 

Respectfully  submitted, 

(Signed)  D.  C.  Dunlap, 

Assistant  Superintendent  of  Construction 
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‘'Chicago,  Sept.  6,  1893. 
Mi . Jsham  Randolph,  Chief  Engineer: 

Dear  Sir— The  work  of  Division  2 for 
the  month  of  August  was  as  follows: 

Compiled  Bridgeport  gauge  readings 
to  date. 

Miscellaneous  estimates  and  calcula- 
tions were- made  with  reference  to  river 
diversion  and  levees  between  Summit' 
and  Lockport. 

Platted  Desplaines  River  hydrographs 
to  date. 

The  reduction  of  discharge  measure- 
ments taken  in  the  I.  & M.  Canal  below 
pumping  works  was  completed. 

Additional  topography  along  route  of 
Main  Channel  between  Summit  and 
Bridgeport  was  obtained. 

Set  a low  water  gauge  in  Desplaines 
River  at  Willow  Springs  bridge. 

Continued  the  cross  sectioning  of  ter- 
ritory along  line  of  river  diversion  chan- 
nel between  Lemont  and  head  of  Goose 
Lake.  Platting  of  notes  of  same  was 
commenced. 

Made  a survey  of  C.,  S.  F.  & C.  R,  R. 
tracks  northeast  of  Lemont. 

Made  a survey  of  the  Summit  and 
Lyons  road  from  I.  & M.  Canal  north- 
ward to  25-foot  contour.  Platting  of 
same  was  commenced. 

Made  a survey  of  the  Calumet  Termi- 
nal R.  R.  from  a point  1.000  feet  south  of 
I.  & M.  Canal  northward  to  25 -foot  con- 
tour. 

Made  surveys  for  lots  for  police  sta- 
tions at  Summit,  Willow  Springs,  Le- 
mont and  Romeo. 

Platted  notes  and  established  grades  of 
roads. 

Connected  land  corners  between  the 
Will  County  line  and  Lemont  with  the 
triangulation  system. 

The  maintenance  and  records  of  water 
gauges  was  continued. 

Reduction  of  notes  pertaining  to  Illi- 
nois River  floods  was  continued. 

The  sinking  of  test  pits  between  Robey 
street  and  Summit  was  practically  com- 
pleted. 

The  work  for  September  will  be  a con- 
tinuation of  that  of  August,  with  such 
additional  work  as  may  be  ordered. 
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The  expense  for  September  will  ap- 
proximate to  the  expenses  for  August. 

Very  respectfully, 

(Signed)  Thos.  T.  Johnston, 

First  Assistant  Chief  Engineer." 


“Chicago,- Sept.  6, 1893. 
Isham  Randolph,  Esq.,  Chief  Engineer : 

Dear  Sir — I herewith  submit  the  re- 
port of  Division  3 for  the  month  of  Au- 
gust, 1893.  The  following  work  was  fin- 
ished: 

Three  progress  profiles  of  the  Main 
Channel  and  the  River  Diversion,  from 
Summit  to  Lockport;  tracings  of  the 
Chicago  River  Survey  maps,  from  Lake 
to  Twenty- second  streets;  plans,  profiles 
and  cross  sections  of  Sections  2,  3,  and 
4 of  the  Main  Channel  near  Willow 
Springs;  a map  and  profile  dt  River  Di- 
version Line  No.  2,  at  Romeo  Island;  a, 
large  scale  drawing  and  tracing  of  the 
seal,  and  various  special  plats  for  the 
right  of  way 

The  condensed  map  and  profile  of  the 
territory  between  Chicago  and  Joliet  was 
nearly  finished. 

Plans  of  the  Western  Stone  Co.’s 
bridge  near  the  Will  County  line,  and 
the  Santa  Fe  Railroad  bridge  near  Le- 
mont, were  made. 

Copies  of  eleven  sections  near  the  State 
line  and  in  the  town  of  Thornton,  were 
made  from  the  County  records  lor  the 
Sanitary  District  map . 

Work  on  the  Sanitary  District  map 
was  continued  during  the  greater  part  of 
the  month. 

Platting  was  also  done  on  the  large 
scale  topographical  map  near  Romeo. 

It  is  proposed  to  continue  the  work  on 
the  main  topographical  maps  of  the  line, 
and  the  Sanitary  District  and  watershed 
maps,  during  the  next  month. 

Yours  respectfully, 

(Signed)  Edgar  Williams, 

Second  Assistant  Chief  Engineer .” 

MONTHLY  REPORT  FROM  TREASURY  DE- 
PARTMENT. 

The  Clerk  presented  a report  from  the 
Treasury  Department  for  the  month  of 
August,  1893;  the  same  was  read,  and  by 
unanimous  consent  was  ordered  printed, 
and  placed  on  file. 
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The  following  is 

THE  REPORT : 

“Balance  on  hand  at  date 
ot  last  report 

Received  from  County 
Treasurer,  Tax  Ac- 
count  $ 50,000  00 

Received  from  County 
Treasurer,  Tax  Ac- 
count, .• 50,000  00 

Received  from  Engi- 
neering Department. 

(sale  of  scow) 75  00 

Received  from  County 
Treasurer,  Tax  Ac- 
count  25,000  00 

Received  front  National 
Bank  of  Illinois,  inter- 
est lor  August 903  50 

Received  from  Ameri- 
can Trust  and  Savings 
Bank,  iuterest  for 
August 327  50 

Received  from  Metro- 
politan National  Bank, 
interest  for  August ...  993  01 

Received  from  Ft.  Dear- 
born National  Bank, 
interest  for  August...  938  99 

Received  from  Globe 
National  Bank,  inter- 
est for  August 953  07 

Received  from  Chicago 
National  Bank,  inter- 
est for  August 990  65 

Total  cash  received  for 
month $ 

Total  cash  disbursed 
during  month  as  per 
annexed  schedules, 
viz: 

Clerical  Department. .. . $ 777  82 

Treasury  Department. . 166  66 

Engineering  Depart m’t.  12,066  83 

Engineering— Construc- 
tion—Department  201,788  32 

Law  Department 5.373  92  . 

Law  Department— Land 
Account 67.900  00 

Police  Department 683  28 

General  Account 3,232  63 


52,473, 215.47 


S 130,321  72 


$291,989  51 


Balance  this  date,  in 
banks  as  per  schedule 
endorsed  hereon  . . . 


$2,311,547  68 


(Signed) 

Chicago,  September  5,  1893." 


MELVILLE  E.  STONE, 
Treasurer 


SCHEDULE . 

National  Bank  of  Illinois $ 436,962  61 

Fort  Dearborn  National  Bank.  436.122  08 

Chicago  National  Bank  . . 435,638  08 

Metropolitan  National  Bank 438,859  95 


American  Trust  and  Savings  Bank  $ 21,003-  70 

Globe. National  Bank 542,961  17 

. Total §2.311,547  68-' 

MONTHLY  REPORT  FROM  LAW  DEPART- 
MENT. 

The  Clerk. presented  a report  from  the 
Law  Department  for  the  month  of  Aug- 
ust, 1893. 

The  same  was  read,  and  by  unanimous 
consent,  was  ordered  printed  and  placed- 
on  file. 

'i'lie  following  is 

THE  REPORT: 

' “Chicago,  September  13,  1893. 

To  the  Honorable  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chian o: 

Gentlemen  — I submit  herewith  the* 
monthly  report  for  August,  1893.  The’ 
total  amount  paid  out  is  as  follows: 
Salaries. 

Attorneys 81,424  99 

Office  force 295  00 

S 1.7 19  98 

Expenditures. 

Right  of  way S 725  58 

Court  costs 89  25 

Legal  services 2,550  00 

Stationery 16  84 

Sundries 2 00 

83,388  67-' 

Land  Account. 

Right  of  way $67,900  Od 

Total $73,003  66- 


Good  progress  has  been  made  during 
the  last  month  in  settlements  for  land 
included  in  the  right  of  way  of  the  Dis- 
trict. Purchases  for  several  tracts  have 
been  closed,  and  contracts  for  a number' 
of  other  tracts  entered  into.  There  is  a 
fair  prospect  of  settling  for  nearly  all  of 
the  land  between  Summit  and  Corwith 
without  going  to  trial  under  our  condem- 
nation proceedings  Since  the  last  report, 
a new  suit,  returnable  to  the  October 
term,  1893,  of  the  Circuit  Court  of  this 
County,  has  been  started  to  condemn  the 
remainder  of  the  land  within  the  right 
of  way  west  of  Rockwell  street  not  in- 
cluded in  the  suits  heretofore  begun. 

Much  time  lias  beeu  devoted  by  this 
Department  during  the  past  month  to 
drawing  up  contracts  for  extra  work  be^ 
low  Willow  Springs,  on  the  River  Diver- 
sion Channel  and  bridges,  and  also  in 
arranging  and  perfecting  plans  fm  put- 
ting unemployed  men  to  work.  It  lias 
been  necessary  to  give  considerable  at- 
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tention  to  leg^l  questions  connected  with 
the  Police  Department. 

During  the  present  month,  this  De- 
partment will  be  busied  in  preparing 
arguments  and  briefs  for  the  Supreme 
Court  in  the  case  of  the  Sanitary  Dis- 
trict vs.  Tedens  et  al.,  appealed  by  the 
defendants  from  Du  Page  County;  in 
writing  arguments  and  briefs  in  the  case 
of  the  Sanitary  District  vs.  Burke  et  al. , 
appealed  from  this  County  by  the  de- 
fendants; and  also,  in  the  case  of  Sani- 
tary District  vs.  Cook,  Yore  et  al.,  ap- 
pealed by  the  District  from  this  County. 

Respectfully  submitted, 
(Signed)  Orrin  N.  Carter, 

Attorney 

V&A.LE  OF  “KEIO”  HOUSE  AND  RETURN  OF 
“HENRY”  TAXES. 

The  Clerk  presented  a report  from  the 
Attorney,  accompanied  by  two  certifi- 
cates of  deposit  ($150.00  and  $38.78), 
being  money  received  from  J.  J.  Keig 
from  the  sale  of  the  “Keig  house”  in 
Will  County,  Illinois,  and  from  John  L. 
Henry,  for  , taxes  paid  for  him  by  the 
District  on  certain  lands  in  Cook  County 
purchased  from  him ; and  the  report  was 
read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  ordered  printed 
and  placed  on  file,  and  the  Clerk  directed 
<io  deposit  the  accompanying  certificates 
of  deposit  ($150.00  and  $38.78)  with  the 
Treasurer  of  the  District,  to  the  credit  of 
the  District. 

The  motion  prevailed  unanimously, 
and  it  was  so  ordered. 

The  following  is 

THE  REPORT: 

“Chicago,  Sept.  13,1893. 

To  the  Hon  amble  the  Board  of  Trustees  of 

the  Sanitary  District  of  Chicaqo: 

Gentlemen — I herewith  enclose  two 
certified  checks,  one  for  one  hundred 
and  fifty  dollars  ($150.^0),  the  other  for 
thirty  eight  and  seventy-eight  hun- 
dredths dollars  ($38.78),  payable  to  my- 
self and  endorsed  by  me  to  the  order  of 
the  Treasurer  of  the  Sanitary  District  of 
Chicago.  The  one  hundred  and  fifty 
dollar  check  is  in  payment  for  a frame 
house  obtained  by  the  District  in  a con- 
demnation suit  against  J.  J.  Keig  et  al., 
adjoining  the  Romeo  Road,  in  the  North- 
west quarter  of  Section  2,  Township  37 
North.  Range  10  East  of  the  Third  prin- 
cipal Meridian,  in  Will  County,  Illinois. 
The  District  had  no  use  for  the  building, 


and  on  consultation  with  the  majority  of 
the  Trustees  it  was  thought  advisable  to 
sell  it  back  to  Mr.  Keig,  as  he  made  the 
best  offer  that  could  be  obtained  for  the 
building 

The  other  check  for  thirty-eight  and 
seventy-eight  one-hundredths  dollars,  is 
for  money  received  from  John  L.  Henry 
for  taxes  paid  for  him  by  the  Sanitary 
District  on  lands  situated  in  Sections  28 
and  22,  Township  38  North,  Range  12 
East  of  the  Third  Principal  Meridian, 
Cook  County,  Illinois.  In  buying  land 
from  Mr.  Henry,  w©  only  took  portions 
of  tracts  in  these  Sections,  and  the  taxes 
on  the  whole  tracts  had  to  be  paid  to- 
gether. We  paid  the  taxes  on  the  entire 
tracts,  and  Mr.  Henry  paid  us  back  our 
portion.  Both  of  these  checks  should  be 
deposited  to  the  credit  of  the  land  ac- 
count. 

R6«pectfully  submitted, 

(Signed)  Orrin  N.  Carter, 

Attorney -” 

(Accompanied  by  two  (2)  certificates  of 
deposit.) 

appointment  of  assistant  attorney. 

The  Clerk  presented  a report  from  the 
Attorney,  asking  authority  to  employ 
Thomas  B.  Lantry  as  Assistant  Attorney, 
as  provided  in  the  report;  and  the  re- 
port was  read. 

Mr.  Kelly,  seconded  by  Mr.  Bolden- 
weck,  moved  that  the  report  be  adopted, 
ordered  printed  and  placed  on  file,  the 
recommendation  made  therein  concur- 
red in,  and  the  Attorney  authorized  to 
employ  Thomas  B.  Lantry  as  Assistant 
Attorney,  as  provided  in  the  report. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kellv.  Prendergast, 
and  Wenter — eight  (8).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  the  recommendation  made  therein 
concurred  in,  and  the  Attorney  author- 
ized to  employ  Thomas  B.  Lantry,  as  As- 
sistant Attorney,  as  provided  in  the  re- 
port. 

The  following  is 

the  report: 

“Chicago,  Sept.  13,  1893. 
To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — I respectfully  request  au- 
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thority  to  employ  Mr.  Thomas  B.  Lantry 
as  an  Assistant  Attorney  in  my  Depart- 
ment, at  a salary  of  one  hundred  and 
twenty-five  dollars  ($125.00)  per  month. 

Respectfully  submitted, 

(Signed)  Orrin  N.  Carter, 

Attorney.” 

PURCHASE  OF  “SANBORNE,”  “LUCAS,” 

“HAYNES,”  “MINIER,”  “BUSSE”  AND 
“M1TTELSTAEDT”  LANDS. 

Mr.  Eckhart,  Chairman,  presented  a 
report  from  the  Joint  Committee  on 
Finance  and  Engineering,  with  reference 
to  the  purchase  from  George  S.  San- 
borne,  Benjamin  D.  Lucas,  William  A. 
Haynes,  Ellen  A.  Minier,  John  Busse, 
Jr.,  and  Fred.  Mittelstaedt,  of  certain 
right  of  way  lands  in  Cook  County, 
and  authorizing  and  directing  the 
Clerk  to  pay  for  the  said  right  of  way 
lands,  on  the  vouchers  of  the  Attorney, 
as  provided  in  the  report;  and  the  report 
was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  adopted, 
ordered  printed  and  placed  on  file,  the 
recommendations  made  therein  concur- 
red in.  and  the  Clerk  authorized  and 
directed  to  pay  the  said  George  S.  San- 
borne,  Beniamin  D.  Lucas,  William  A. 
Haynes,  Ellen  A.  Minier,  John  Busse, 
Jr.,  and  Fred.  Mittelstaedt,  on  the  vouch- 
ers of  the  Attorney,  for  the  said  right  of 
way  lands,  as  provided  in  the  report. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Prendergast 
and  Wenter— eight  (8/.  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  the  recommendations  made  therein 
concurred  in,  and  the  Clerfc  authorized 
and  directed  to  pay  the  said  George  S. 
San  borne,  Benjamin  D.  Lucas,  William 
A.  Haynes,  Ellen  A.  Minier,  John  Busse, 
Jr.,  and  Fred.  Mettelstaedt,  on  the 
vouchers  of  the  Attorney,  for  the  said 
right  of  way  lands,  as  provided  in  the 
report. 

The  following  is 

THE  REPORT: 

“ Chicago,  Sept.  13,  1893. 
To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— The  Joint  Committee  on 
Finance  and  Engineering  has  reached  an 
agreement  with  George  G.  Sanborne, 


Benjamin  D.  Lucas,  William  A.  Haynes 
and  Ellen  A.  Mipier,  for  the  purchase 
from  them  for  the  corporate  purposes  of 
this  District,  of  their  respective  undivid- 
ed interests  in  and  to  the  lands  herein- 
after described,  for  the  sum  of  twenty 
thousand  four  hundred  and  forty-five 
dollars  ($20,445.00) 

From  John  Basse,  Jr.,  and  Fred  Mit- 
telstaedt, for  the  purchase  from  them 
for  the  corporate  purposes  of  this  Dis- 
trict. of  the  land  hereinafter  described,, 
for  the  sum  of  four  thousand  eight  hun- 
dred and  ninety  dollars  ($4,890.00). 

Your  Committee  recommend  that  the 
Clerk  of  this  District  be  directed  to  pay, 
on  the  vouchers  of  the  Attorney,  to  said 
George  G.  Sanborne  ten  thousand  twb 
hundred  and  twenty-two  and  fifty  one- 
hundredths  dollars  ($10,222.50),  in  full 
payment  for  his  undivided  eight-six- 
teenths (8-16)  interest  in  and  to  the  follow- 
ing described  lands,  to- wit:  That  part  of 
the  west  half  ( W.  $)  of  the  southeast  quar- 
ter (S.  E.  i)  of  the  southeast  quarter  (S. 
E.  £)  of  Section  thirty-four  (34),  Town- 
ship thirty-nine  (39)  North,  Range  thir- 
teen (18)  East  of  the  Third  Principal 
Meridian,  lying  north  (N.)  of  the  north- 
erly boundary  line  of  the  right  of  way  of 
the  Chicago,  Santa  Fe  and  California 
Railway  Company,  and  south  (S.)of  a 
line  drawn  from  a point  in  the  west  (W.) 
line  of  said  southeast  quarter  (S.  E.  £) 
of  said  southeast  quarter  (S.  E.  £),  two 
hundred  and  twenty-nine  and  thirty- 
nine  one-hundredths  (229  39)  feet  south 
(S.)of  the  northwest  (M.  W.)  corner  of 
said  southeast  quarter  (S.  E . £)  of  said 
southeast  quarter  (S.  E.£),  to  a point  in 
the  east  (E.)  line  of  the  southeast  quar- 
ter (S.  E.  £)  of  said  Section  thirty- four 
(34),  one  thousand  and  twenty-five  and 
sixty  one- hundredths  (1,025.80)  feet 
south  (S.)  of  the  northeast  (N.  E.)  corner 
of  said  southeast  quarter  (S.  E.  })  of  said 
Section,  To  said  Benjamin  D.  Lucas, 
one  thousand  two  hundred  and  seventy- 
seven  and  eighty-two  one-hundredth& 
dollars  ($1,277.82),  in  full  payment  for 
his  undivided  one-sixteenth  (1-16)  inter- 
est in  and  to  said  iand.  To  said  William 
A.  Haynes,  the  sum  of  one  thousand  two- 
hundred  and  seventy-seven  and  eighty- 
one  one- hundredths  dollars  ($l,277.8l)r 
in  full  payment  for  his  undivided  one- 
sixteenth  (1-16)  interest  ill  and  to  same. 
And  to  Ellen  A.  Minier,  the  sum  of 
seven  thousand  six  hundred  and  sixty- 
six  and  eighty-seven  one-hundredtha 
dollars  ($7,666.87),  in  full  payment  for 
her  undivided  six  sixteenths  (6-16)  inter- 
est therein. 

To  said  John  Busse,  Jr.,  and  Fred. 
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Mittelstaedt.  the  sum  of  four  thousand 
eight  hundred  and  ninety  dollars 
($4,890.00),  in  full  payment  for  the  fol- 
lowing described  land,  to-wit: 

That  part  of  the  ea,st  half  (i)  of  the 
east  half  (i)  of  the  northwest  quarter 
(i)  of  the  northwest  quarter  of 
(£)  Section  thirty-six  (86).  Town- 
ship ihirty-nine  (39)  North,  Range  thir- 
teen (13)  East  of  the  Third  Principal 
Meridian,  lying  south  of  a line  drawn 
from  a point  in  the  west  line  of  said 
Section,  one  thousand  and  ninety  and 
ten  one-hundredths  (1,090.10)  feet  north 
of  the  west  quarter  corner  thereof  to  a 
point  in  the  north  line  of  said  Section, 
thirteen  hundred  and  six  and  fifty-one 
one  hundredths  (1.306.51)  feet  west  of  the 
northeast  corner  thereof. 

All  of  said  lands  lying  and  being  situ- 
ate in  the  County  of  Cook,  in  the  State 
of  Illinois. 

(Signed)  B.  A.  Eckhart, 

Chairman. 

L.  E.  Cooley. 

Thomas  Kelly, 

John  J.  Altpeter, 
Wm.  Boldenweck, 

Joint  Committee  on  Finance  and  Engin- 
eer inq.” 

BRIDGE  OVER  RIVER  DIVERSION  AT  SUM- 
MIT. 

Mr.  Cooley  presented  an  order,  accom- 
panied by  specifications,  authorizing  and 
instructing  the  Chief  Engineer  to  build 
a bridge  over  the  River  Diversion  at 
Summit,  Illinois,  as  provided  in  the 
order;  and  the  order  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Bolden- 
weck, moved  that  the  order  be  adopted, 
ordered  printed,  and  with  accompanying 
specifications,  placed  on  file. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly.  Prendergast 
and  Wenter— eight  (8).  Nays— None, 

Upon  which  result  the  President  de- 
clared the  order  adopted,  ordered  print- 
ed, and,  with  accompanying  specifica- 
tions, placed  on  file,  and  the  Chief  En- 
gineer authorized  and  instructed  to  build 
a bridge  over  the  River  Diversion  at 
Summit,  Illinois,  as  provided  in  the 
order. 

The  following  is 

the  order: 

“ Ordered , That  the  Chief  Engineer  be 


authorized  and  instructed  to  build  a 
bridge  with  the  necessary  and  suitable 
approaches  thereto  over  the  River  Diver- 
sion on  the  Sumrnit-Lyons  highway,  in 
Section  11,  Township  38  North,  Range  13 
East  of  the  Third  Principal  Meridian,  in 
the  town  of  Lyons,  Cook  County,  Illinois, 
in  accordance  with  the  specifications 
hereto  attached  marked  “Exhibit  A, 
Summit  Bridge;”  provided  that  said  En- 
gineer shall  first  secure  propositions  from 
' responsible  and  experienced  men  for  the 
construction  of  such  bridge  and  its  ap- 
proaches; and  that  the  President  and 
Clerk  must  first  approve  one  of  said 
propositions  before  said  Engineer  pro- 
ceed to  erect  said  bridge  or  build  said 
approaches  in  accordance  with  the 
same.” 

(Accompanied  by  specifications.) 

agreement  for  use  of  “markstrom 
land.” 

Mr.  Cooley  presented  an  order,  author 
izing  the  Attorney  to  make  an  agrement 
with  Charles  A.  Markstrom,  of  Romeo- 
viile,  Illinois,  with  reference  to  the  use 
of  his  land,  on  the  conditions  as  provided 
in  the  order;  and  the  order  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Eckhart, 
moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  'Gilmore,  Kelly,  Prendergast 
and  Wenter— eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Attorney  authorized 
to  make  an  agreement  with  Charles  A. 
Markstrom,  of  Romeoville,  Illinois,  with 
reference  to  the  use  of  his  land  on  -the 
conditions  as  provided  in  the  order.  * 

The  following  is 

the  order: 

“ Ordered , That  the  Attorney  be  and  lie 
is  hereby  authorized  to  make  an  agreement 
with  Charles  A.  Markstrom  of  Romeoville, 
Illinois,  whereby,  in  consideration  of  this 
District  being  permitted  to  deepen  the  east 
branch  of  the  DesPlaines  River  east  of 
Romeo  Island  in  Section  three  (3),  Town- 
ship thirty-six  (36)  North,  Rangeten  (10) 
East  of  the  Third  Principal  Meridian,  to  a 
depth  of  from*one  to  one  and  one-half  feet 
with  a width  of  twenty-five  (25)  feet,  and 
extending  from  Romeo  Road  south  a dis- 
tance of  six  hundred  Let,  said  Sanitary 
• District  will  place  the  material  removed  in 
making  said  excavation  at  such  places  upon 
said  Markstrom’s  land  adjoining  sail  east 
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branch  of  said  river,  as  he  shall  direct,  and 
in  case  said  District  should  in  the  future, 
for  the  purpose  of  other  and  further  im- 
provements, need  more  of  said  Markstrcm’s 
Jand  than  that  covered  by  said  proposed 
channel  of  twenty  five  feet,  then  it  will  pay 
said  Markstrom  for  such  land,  including 
that  covered  by  said  proposed  channel,  at 
the  rate  of  one  hundred  and  fifty  ($150.00) 
dollars  per  acre.” 

INSURANCE-  OF  DISTRICT  EMPLOYES 
AGAINST  PERSONAL  INJURY. 

Mr.  Eckhart  presented  an  order,  direct- 
ing the  Committee  on  Finance,  together 
with  the  Clerk  and  Attorney,  with  power 
to  act,  to  consider  the  matter  of  securing 
insurance  for  the  District  against  claims 
for  personal  injury  of  employes  on  the 
River  Diversion  work,  now  under  special 
contract:  and  the  order  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Gilmore, 
moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Prendergast 
and  Wenter— eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  matter  of  securing  in- 
surance for  the  District  against  claims 
for  personal  injury  of  employes,  as  pro- 
vided in  the  order,  referred  to  the  Com- 
mittee on  Finance,  together  with  the 
Clerk  and  Attorney,  with  power  to  act. 

The  following  is 

.THE  ORDER: 

“Whereas,  It  seems  desirable  to  se- 
cure the  District  against  claims  which 
may  be  made  against  it  for  personal  in- 
juries which  may  be  incurred  by  em- 
ployes engaged  upon  the  excavation  of 
the  River  Diversion,  under  recent  con- 
tracts; therefore,  be  it 

Ordered , That  the  matter  of  securing 
insurance  for  this  District  against  such 
claims,  in  some  Insurance  Company,  in- 
suring employers  against  liabilities  grow- 
ing out  of  claims  for  personal  injury,  be 
referred  to  the  Committee  on  Hnance, 
together  with  the  Clerk  and  Attorney, 
with  power  to  act.” 

COMMUNICATION  ON  MOMENCE  DAM. 

. The  Clerk  presented  a communication 
from  W.  j.  Brown,  of  Momence,  Illi- 
nois, with  reference  to  the  Momence 
dam  and  the  removal  of  rock  in  the 
Kankakee  river;  and  the  communication 
was  read. 


Mr,  Boldenweck,  seconded  by  Mr. 
Prendergast.  moved  that  the  communi- 
cation be  ordered  printed  and  reterred  to 
the  Joint  Committee  on  Engineering  and 
Finance. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  as  a substitute  that  the  commu- 
nication be  ordered  printed  and  referred 
to  the  Committee  on  Federal  Relations. 

On  roll-call  on  the  substitute,  the  vote 
stood:  Yeas— Messrs.  Altpeter,  Cooley. 
Eckhart  and  Kelly— four  (.4),  Nays — 
Messrs.  Boldenweck,  Gilmore,  Prender- 
gast and  Wenter — four  (4). 

Upon  which  result  the  President  de- 
clared the  motion  lost. 

On  roll-call  on  the  original  motion  of 
Mr.  Boldenweck,  the  vote  stood:  Yeas — 
Messrs.  Altpeter.  Boldenweck,  Gilmore, 
Kelly,  Prenaergast  and  Wenter — six  (tf). 
Nays — Messrs.  Cooley  and  Eckhart — two 
(2). 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  com- 
munication ordered  printed  and  referred 
to  the  Joint  Committee  on  Engineering 
and  Finance. 

The  following  is 

the  communication: 

“Momence,  Kankakee  Co.,  Ill  , / 

Sept.  7,  1893.  f 

To  the  Chicago  Drainage  Commissioners , 

Rialto  Building,  Chicago,  III: 

Gentlemen— The  Indiana  people  are 
now  putting  in  a dam  in  the  river  here, 
preparing  io  take  out  the  rock  ledge 
which  is  the  obstruction  to  the  sand 
going  do  wn  the  river  and  so  filling  up 
the  Channel,  and  finally  filling  up  the 
channel  of  the  Illinois  River,  which 
channel  you  are  interested  in,  and  I 
now  write  this  to  let  you  know,  that  you 
may  take  action  to  stop  the  trespassing 
of  the  people  of  Indiana.  If  can  be 
stopped  now,  but  delay,  in  the  case  will 
be  fatal  to  you  and  the  people  of  Illinois. 

I wrote  to  the  Commission  two  or  three 
years  ago,  when,  the  project  was  first 
started,  and  also  to  Mr.  Cooley.  I have 
been  to  your  office  at  times  when  in 
Chicago,  but  failed  to  learn  anything  as 
to  whether  you  have  abandoned  your  op- 
osition  to  the  removal  of  the  rock  here. 

now  will  leave  you  to  act  as  you 
may  think  fit. 

I have  written  to  Governor  Altgeld 
about  the  case,  and  called  on  him  to  use 
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his  power  to  stop  any  meddling  with  the  j 
rock  ledge  here.  1 

I will  now  close  this,  remaining, 
Respectfully. 

(Signed)  Wm.  J.  Brown.” 

TRUSTEES’  ILLINOIS  VALLEY  TRIP. 

The  Clerk  presented  a communication 
from  J.  L.  Kenner,  Jr.,.  City  Clerk  of 
Chillicothe,  Illinois,  urging  that  the 
Trustees  of  the  District  make  a trip  by 
boat  down  the  Illinois  Valley;  and  the 
communication  was  read. 

Mr.  Boldenweck,  seconded  by  Mr. 
Cooley,  moved  that  the  communication 
be  ordered  printed  and  placed  On  file, 
and  the  Clerk  directed  to  notify  City 
Clerk  Kenner  of  the  previous  action  of 
the  Board  in  regard  to  the  same  matter, 
(page  1841  of  the  proceedings). 

The  motion  prevailed  unanimously  and 
it  was  so  ordered. 

The  following  is 

the  communication: 
^Chillicothe,  111.,  Sept.  6, 1893. 
Clerk  of  Sanitary  District , Chicago : 

Dear  Sir— At  a meeting  of  the  City 
Council  of  the  City  of  Chillicothe,  August 
8, 1893, 

Mayor  Kinloch  offered  the  following 
resolution: 

Whereas,  The  people  of  the  State  of 
Illinois  through  their  Legislature  have 
twice  placed  themselves  on  record  as  op- 
posed to  the  continuance  of  the  lock  and 
dam  system  for  navigation  on  the  alluvial 
portion  of  the  Illinois  River,  and  have  twice 
memoralized  Congress  to  cease  work  on  the 
goverment  locks  and  dams  at  LaGrange 
and  Kampsville,  and  to  apply  all  available 
funds  to  the  improvement  of  the  lower  Illi- 
nois by  dredging  and  wing  dams  and  in 
such  a manner  to  develop  progressively  so 
great  a depth  as  practicable  in  conjunction 
with  a large  supply  of  water  from  Lake 
Michigan,  and 

Whereas,  This  State  has  passed  the 
necessary  laws  requiring  the  removal  of  the 
State  dams  at  Henry  and  Copperas  Creek 
belore  water  from  Lake  Michigan  is  turned 
into  the  Illinois  River;  but  the  general 
government  has  not  yet  signified  its  inten- 
tion to  complete  the  great  waterway  from 
Joliet  to  Grafton,  and 


Whereas,  The  Sanitary  District  of 
Chicago  has  already  entered  upon  the  con- 
struction of  a waterway  from  Lake  Michi- 
gan to  the  DeSplaines  River,  through  which 
a large  amount  of  water  will  be  turned  intq 
this  valley,  and 

Whereas,  In  order  to  awaken  Con- 
gressional action  in  this  important  matter, 
it  seems  necessary  that  the  people  directly 
interested  in  the  project  shall  again  unite 
in  an  urgent  request  that  the  general 
government  shall'  at  an  early  day  begin 
work  on  the  Illinois  River  in  line  with  the 
Joint  Resolution  on  this  subject  passed  by 
our  Legislature; 

Therefore,  With  the  object  of  con- 
sulting as  to  the  ways  and  means  of  best 
bringing  about  the  ends  sought  and  for 
the  further  purpose  of  gaining  that  thorough 
knowledge  of  localities  and  requirements 
which  can  only  be  obtained  by  personal 
contact  with,  our  people  and  valley,  be  it 

Resolved , By  the  City  Council  of  the 
City  of  Chillicothe  that  the  Trustees  Qf  the 
Sanitary  District  of  Chicago  be  and  they 
hereby  are  invited  and  urged  to  make  a 
trip  down  the  Illinois  Valley  at  au  early 
date;  . 

Resolved , That  the  City  Clerk  be  in- 
structed to  forward  a copy  of  these  reso- 
lutions to  the  Clerk  of  said  Sanitary  Dis- 
trict of  Chicago. 

Then,  on  motion  of  Aid.  Mead,  the  reso- 
lution was  adopted.  Unanimous. 

(Signed)  J.  L.  Kenner,  Jr., 

City  Clerk.” 

'stone  from  bottom  of  rock  channel 
ON  SECTION  10. 

President  Wenter  announced  that  he 
had  received  from  Messrs.  E.  D.  Smith 
& Co.,  contractors  for  Section  10,  a 
piece  of  stone  taken,  on  September  6, 
1893,  from  the  bottom  of  the  Main  Chan- 
nel, at  grade,  on  that  section,  about 
thirty-four  (34)  feet  below  the  surface  of 
the  ground. 

ADJOURNMENT. 

On  motion  of  Mr.  Kelly,. seconded  by 
Mr.  Boldenweck,  the  Board  then  ad- 
journed. 

Thos.  F.  Judge, 
Clerk. 
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PROCEEDINGS 

—OF  THE— 

Board  of  Trustees, 

—OF  THE— 

Sanitary  District  of  Chicago. 


SEPTEMBER  19,  1893. 


OFFICIAL  RECORD. 

(Published  by  authority  of  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago.) 


SPECIAL  MEETING. 

A special  meeting  of  the  Board  of 
Trustees  of  the  Sanitary  District  of  Chi- 
cago was  held  in  their  rooms,  Rialto 
Building,  Tuesday,  September  19,  1893, 
at  2 o’clock  P.  M.,  pursuant  to  call. 

President  Wenter  called  the  Board  to 
order. 

On  roll-call,  Messrs.  Altpeter,  Bolden - 
week,  Cooley,  Eckhart,  Gilmore,  Kelly, 
Russell  and  Wenter— eight  (8)  members 
were  present. 

CALL  FOR  MEETING. 

The  Clerk  then  read  the  call  for  the 
special  meeting: 


“ Chicago,  Sept.  18,  1893. 

Thos.  F.  Judge , E-sq.,  Clerk  Sanitary  Dis • 
trictof  Chicago: 

Dear  Sir — Please  issue  call  for  a Spe- 
cial Meeting  of  the  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago,  to  be 
held  in  their  rooms,  Rialto  Building, 
Tuesday,  September  19,  1893,  at  2 o’clock 
P.  M.,  said  special  meeting  being  called 
to  consider  and  act  in  the  matter  of  the 
payment  of  laborers  and  employes  on  the 
River  Diversion  and  levees  on  Sections  1, 
2,  3 and  4 of  the  Main  Channel,-  and 
transact  such  other  business  as  may  come 
before  the  meeting. 

Yours  truly, 

(Signed)  Frank  Wenter, 

President.” 

EMERGENCY  FUND  FOR  PAYMENT  OF  RIVER 
DIVERSION  EMPLOYES. 

Mr.  Eckhart  presented  an  order,  au- 
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thorizing  and  directing  the  Clerk  to  draw 
a warrant,  as  emergency  fund,  in  the 
sum  of  sixteen  thou -and  ($16,000)  dol- 
lars, in  favor  of  the  Clerk,  for  the  pay- 
ment of  laborers  and  employes  on  the 
River  Diversion  and  levees  on  Sections  1, 
2,  3 and  4 of  the  Main  Channel,  said 
money  to  be  paid  on  -approved  pay-rolls, 
as  provided  in  the  order;  and  the  order 
was  read- 

Mr.  Eckharb,  seconded  by.  Mr.  Gilmore, 
moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Russell  and 
Wenter — eight  (8).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Clerk  authorized  and 
directed  to  draw  a warrant,  as  emer- 
gency fund,  in  the  sum  of  sixteen  thou- 
sand ($16,000)  dollars,  in  favor  of  the 
Clerk,  for  the  payment  of  laborers  and 
employes  on  the  River  Diversion  and 
levees  on  Sections  1,  2,  3 and  4 of  the 
Main  Channel,  said  money  to  be  paid  on 
approved  pay-rolls,  as  provided  in  the 
order. 


The  following  is 

THE  ORDER: 

“Ordered,  That  the  Clerk  be  and  he  is 
hereby  directed  to  draw  a warrant  tor 
sixteen  thousand  ($16,000.00)  dollars  on 
the  Treasurer,  in  favor  of  himself,  the 
same  to  be  used  in  paying  laborers  and 
employes  working  on  contract  Sections 
one  (.1),  two  (2),  three  (3)  and  four  (4),  on 
the  river  diversion  and  levees  on  said  sec-, 
tions— said  money  to  be  paid  to  the  em- 
ployes on  Section  one  (1)  on  the  pay-roll 
of  employes  working  under  the  direction 
of  Alfred  Harlev,  Agent  of  this  District, 
and  to  the  employes  on  Sections  two  (2) 
three  (3)  and  four  (4),  on  the  pay-roll  of 
employes  working  under  the  direction  of 
McArthur  Brothers  Company,  Agent  of 
this  District,  and  that  when  said  respec- 
tive pay-rolls  have  been  approved  by  the 
Chief  Engineer,  the  Clerk,  and  the 
Finance.  Committee  of  the  District,  the 
Clerk  shall  cause  said  employes  to  be 
paid  through  said  agents  the  amounts 
fottnd  respectively  due  them.” 

ADJOURNMENT. 

On  motion  of  Mr.  Boldenweck,  sec- 
onded by  Mr.  Russell,  the  Board  then 
adjourned. 

Thos.  F.  Judge, 
Clerk. 
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PROCEEDINGS 

OF  TRE 

Board  of  Trustees, 

OF  THE  — 

Sanitary  District  of  Chicago. 


SEPTEMBER  20.  1893 


OFFICIAL  RECORD 

( Published  by  authority  of  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago.) 

REGULAR  MEETING. 


of  the  regular  meeting  of  September  6, 
1893,  held  September  11,  1893,  and  of  the 
regular  meeting  held  September  13,  1893. 
were  approved  as  printed,  on  motion  of 
Mr.  Boldenweck,  seconded  by  Mr.  Rus- 
sell. 


The  one  hundred  and  eighty-eig’  th 
regular  meeting  of  the  Board  of  Trus- 
tees of  the  Sanitary  District  of  Chicago 
was  held  in  their  rooms,  Rialto  Building, 
Wednesday,  September  20,  1893,  at  3 
o’clock  P.  M. 

President  Wenter  called  the  Board  to 
order. 

On  roll  call.  Messrs.  Altpeter,  Bolden- 
week,  Eckhart,  Gilmore,  Russell  and 
Wenter— -six  (6).  and  subsequently 
Messrs.  Cooley  and  Kelly— two  (2),  mak- 
ing a total  of  eight  (8)  members,  were 
present. 

MINUTES. 

The  minutes  of  the  adjourned  session 


VOUCHERS. 

The  Clerk  presented  the  following  vouch- 
ers : 

PAY  ROLLS 


lug.  Dept.,  Diy.  No.  1, 

(half  month,  ending 

sept.  15,  1893) $2  419  15 

Eng.  Dept.,  Div.  No.  2, 

(half  month,  ending 

Sept.  15.  1893) 670  80 

Eng.  Dept.,  Div.  No.  3. 

(half  month  ending 

Sept  !5.  1898) 679  25 

Eng.  Dept.,  Div.  No.  4. 

(half  month,  ending 

Sept.  16.  1898  107  50 

Eng  Dept..  River  Di 
votsion  Timekeep- 
ers, (half  month,  end- 
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ingSept.  15,  1893)..,. 

$95  98 

Clerical  Dept. , office 
roll, (half  month, end- 
ing Sept.  15,  1893)  — 
Law  Dept.,  office  roll, 
(half  month,  ending 

$ 4,002  68 

87  50 

Sept.  15,  1893) 

Police  Dept.,  field  roll, 

97  50 

(half  month,  ending 

Sept.  15, 1893) 

1,336  64 

Total 

$ 5,524  32 

law  DEPARTMENT. 

Land  Account— 

Orrin  N.  Carter,  (taxes, 
acquired  land) ' $ 87  79 

POLICE  DEPARTMENT. 

Frank  E.  Michaud, 
erecting  police  sta- 
tions)  $ 1,297  24 

Grand  total $148,875  27 


ENGINEERING  DEPARTMENT. 
Construction  Account— 

Alfred  flarlev,  (Sec.  1, 

Sept.  16,  ’93) $ 2,889  34 

Agnew  & Co.  (Sec.  6, 

Sept.  16, ’93) 4,583  25 

Agnew  & Co.  (Sec.  6, 

Sept.  16,  ’93) 5,481  00 

Agnew  & Co.  (Sec.  7, 

Sept.  16,  ’93) 10,507  13 

Agnew  & Co.  (Sec.  8, 

Sept  16,  ’93) 5,559  53 

Agnew  & Co.  (Sec.  9, 

Sept.  16,  ’93). 7,613  76 

E.  D.  Smith  <fc  Co.  (Sec. 

10,  Sept.  16, ’93) 13,755  00 

Mason,  Hoge  & Co. 

(Sec.  11,  Sept.  16,  ’93)  14,543  25 
Mason,  Hoge  & Co. 

(Sec.  12,  Sept.  16, ’93)  13,711  03 
Mason,  Hoge  & Co. 

(Sec.  13,  Sept.  16,  ’93)  14,847  21 
McCormick  Const.  Co. 

(Sec.  14,  Sept.  16,  ’93)  5,985  00 

L D.  Conner  & Co. 

(Sec.  A,  Sept.  16,  ’93)  5,948  91 
L.  D.  Conner  & Co. 

(Sec.  B,  Sept.  16,  ’93)  9,662  62 
Western  Dredging 
and  Impt.  Co.  (Sec*  C, 

Sept.  16,  ’93) 7,376  39 

E.  D.  Smith  & Co.  (Sec. 

D,  Sept.  16,  ’93) 3,240  91 

Streeter  & Kenefiek, 

(Sec,,  E,  Sept.  16, ’93)  9,167  58 

Ricker,  Lee  & Co. 

(Sec.  F,  Sept.  16,  ’93).  6,709  63 

$141,581  54 


Mr.  Boldenweck,  seconded  by  Mr. 
Eckhart,  moved  that  the  vouchers,  as 
read  and  Shown  above,  be  approved  and 
ordered  paid. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck.  Cooley, 
Eckhart,  Gilmore,  Russell  and  Wenter— 
seven  (7).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  vouch- 
ers, as  read  and  shown  above,  approved 
and  ordered  paid. 

REQUISITIONS. 

The  Clerk  presented  the  following 
requisition: 

No.  462,  Law  Department,  (post- 
age stamps) $10  00 

Mr.  Eckhart,  seconded  by  Mr.  Rus- 
sell, moved  that  Requisition  No.  462,  for 
the  Law  Department,  as  read  and  shown 
above,  be  allowed. 

On  roll-.caH  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Russell  and  Wenter — 
seven  (7).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  Requisi- 
tion No.  462,  for  the  Law -Department,  as 
read  and  shown  above,  allowed. 


ENGINEERING  DEPARTMENT. 


WEEKLY  REPORT  ON  EMPLOYES. 


J.  K.  Davis  & Son  (test 
pits  estimate) . . , $ 236  98 


LAW  DEPARTMENT. 


Western  Union  Tele- 
graph Co.  (telegraph 
service) $ 

3 25 

Cameron,  Am  berg'  A 
Co.  (stationery).... 

17  53 

S.  D.  Childs  & Co.  (sta- 
tion erv)  

2 00 

W.  W.  Wheelock,( legal 
services 

89  02 

Haley  & O’Donnell, 
(transcript) 

4 50 

Orrin  N.  Carter,  (ex- 
pense)   

31  10 

The  Clerk  presented  a report,  in  ac- 
cordance with  the  rules,  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  September 
16,  1893. 

The  same  was  read,  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT: 

“Chicago.  Sept.  20.  1893. 

"Lo  the  Honorable  the  Boa  cl  of  Tnistecs 
qf  the  Sanitary  District  of  Chicago: 

Gentlemen— -I  beg  leave  to  report  here- 
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with  the  number  of  employes  in  each 
department  for  the  week  ending  Septem- 
ber 16,  1893,  as  the  same  have  been  re- 
ported to  me  : 


Engineering  Department. .... 108 

Engineering  Department,  Time- 
keepers, River  Diversion 5 

—108 

Clerical  Department 3 

Treasury  Department 1 

Law  Department 1 

Police  Department 65 

Total  employes .*.  • 154 


Respectfully  submitted, 

(Signed)  Thos.  F.  Judge, 

Clerk.” 

ADDITIONAL  CLERK  FOR  CLERICAL  DE- 
PARTMENT. 

The  Clerk  presented  a report,  making 
requisition  for  authority  to  employ  one 
additional  general  clerk  for  the  Clerical 
Department,  as  provided  in  the  report: 
and  the  report  was  read 

Mr.  Bolden  week,  seconded  by  Mr.  Eck- 
hart,  moved  that  the  report  be  adopted, 
ordered  printed  and  placed  on  file, -the 
requisition  made  therein  allowed,  and 
the  Clerk  authorized  to  employ  one  addi- 
tional general  clerk  for  the  Clerical  De- 
partment, as  provided  in  the  report. 

On  roll  call  the  vote  stood:  Yeas— 
Messrs.  AJtpeter,  Bolden  week,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Russell  and 
Wenter— eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  darried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  the  requisition  made  therein  allow 
ed,  and  the  Clerk  authorized  to  employ 
one  additional  general  clerk  for  the  Cleri- 
cal Department,  as  provided  in  the  re- 
port. 

The  following  is 

THE  REPORT: 

“Chicago,  Sept.  20,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — I hereby  make  requisi- 
tion for  authority  to  employ  one  (1)  addi- 
tional general  clerk  for  the  Clerical  De- 
partment, at  a salary  not  to  exceed  one 
hundred  ($100)  dollars  per  month 

Respectfully  submitted,* 

(Signed)  Thos.  F.  Judge, 

Clerk” 


EMPLOYMENT  OF  MEN  ON  RIVER  DIVER- 
SION WORK. 

Mr.  Kelly,  Chairman,  presented  a ver- 
bal report  from  the  Special  Committee 
on  Labor,  stating  that  about  1500  men 
had  left  that  morning  on  the  special 
trains  for  work  on  the  river  diversion  on 
Sections  1 , 2,  3 and  4,  and  that  an  equal 
number,  to  which  others  could  be  added 
daily,  would  continue  on  the  work  until 
its  completion. 

COMPLETION  OF  RIVER  DIVERSION  ON  SEC- 
TIONS A AND  B. 

Mr.  Cooley  presented  an  order,  direct- 
ing the  Chief  Engineer  to  notify  L.  D. 
Conner  & Company,  contractors  on  Sec- 
tions A and  B,  as  provided  in  the  order, 
to  put  additional  men  and  machinery  at 
work  on  the  river  diversion  on  said  sec- 
tions, and  finish  the  said  river  diversion 
in  accordance  with  the  contracts;  and  the 
order  was  read. 

Mr.  Cooley  seconded  l>y  Mr.  Bolden- 
week,  moved  the  adoption  of  the  order. 

On  roll-call , the  Vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Russell  and 
Wenter— eight  (8).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Chief  Engineer  directed 
to  notify  L.  D.  Conner  & Co.,  contract- 
ors on  Sections  A and  B,  as  provided  in 
the  order,  to  put  additional  men  and 
machinery  at -work  on  the  river  diver- 
sion on  said  sections,  and  finish  the  said 
river  diversion  in  accordance  with  the 
contracts. 

TIip  following  is 

THE  ORDER: 

“Whereas,  The  completion  of  the 
river  diversion  channel  on  contract  Sec- 
tions A and  B,  at  the  earliest  date  possible 
is  imperatively  necessary ; and 

Whereas.  It  is  reported  that  the  work 
being  done  thereon  is  not  properly  fin- 
ished to  grade  as  the  work  progresses; 
therefore,  be  it 

Ordered,  That  the  Chief  Engineer  be 
instructed  to  notify  L.  D.  Connor  & 
Company,  contractors  for  said  Sec- 
tions A and  B,  to  put  at  work  at  once 
upon  said  river  diversion  sections  a 
force  of  men,  fully  equipped  with 
the  necessary  tools,  machinery  and  ap 
pliances  sufficient  to  complete  the  work 
on  said  river  diversion  in  every  respect 
in  accordance  with  the  specifications  and 
requirements  of  their  contracts,  and  that 


September  20,] 


1 463  — 


[1893. 


said  work  be  finished  to  grade  as  samje 
progresses.” 

RE -CONSTRUCTION  OF 'DESPLAINES  RIVER 
BRIDGE  AT  WILLOW  SPRINGS. 

Mr.  Cooley  presented  an  order,  accom- 
panied by  specifications  and  tracing,  au- 
thorizing and  instructing  the  Chief  En- 
gineer to  re-construct  the  bridge  over  the 
^Desplaines  River^  at  Willow  Springs,  in 
accordance  with’ the  specifications  and 
tracing  and  as  provided,  in  the  order;  and 
the  order  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Altpeter, 
moved  that  the  order,  with  accompany- 
ing specifications  and  tracing,  be  referred 
to  the  Joint  Committee  on  Engineering 
and  Finance,  with  directions  to  report 
back  at  the  next  meeting. 

The  motion  prevailed  unanimously, 
and  the  order,  with  accompanying  speci- 
fications and  trying,  was  so  referred. 

The  following  is 

THE  ORDER: 

“ Ordered,  That  the  Chief  Engineer  be 
authorized  and  instructed  to  reconstruct 
the  bridge,  with  the  necessary  and  suit- 
able approaches  thereto,  over  the  Des- 
plaines  River  at  Willow  Springs,  Illinois, 
in  accordance  with  the  specifications 
hereto  attached,  marked  “Exhibit  A,'5 
provided,  that  said  Engineer  shall  first 
secure  propositions  from  responsible  and 
experienced  men  for  the  construction  of 
such  bridge  and  its  approaches;  and  that 
the  President  and  the  Clerk  must  first 
approve  one-of  said  propositions  before 
said  Engineer  proceed  to  erect  said  bridge 
or  build  said  approaches  in  accordance 
with  the  same." 

(Accompanied  by  specifications  and 
tracing). 

BORINGS  AND  SURVEYS  FOR  SPILLWAY 
AT  SUMMIT. 

Mr.  Cooley  presented  an  order,  author- 
izing and  directing  the  Chief  Engineer 
to  have  the  necessary  borings  and  sur- 
veys made  for  determining  the  location 
and  construction  of  a spillway  near  the 
Santa  Fe  Railroad  bridge  at  Summit,  as 
provided  in  the  order;  and  the  order  was 
read. 


Mr.  Cooley  seconded  by  Mr.  Altpeter, 
moved  as  a substitute,  that  the  order  be 
adopted. 

On  roll-call  on  the  substitute,  the  vote 
stood:  Yeas — Messrs.  Altpeter,  Bolden- 
weck,  Cooley,  Gilmore.  Russell  and  Wem 
ter— six  (8).  Nays— Messrs.  Eckhart  and 
Kelly — two  (2). 

Upon  which  result  tlie  President  de- 
clared the  substitute  carried,  the  order 
adopted,  and  the  Chief  Engineer  au- 
thorized and  directed  to  have  the 
necessary  borings  and  surveys  made 
for  determining  the  location  and  con- 
struction of  a spillway  near  the  Santa 
Fe  Railroad  bridge  at  Summit,  as  pro- 
vided in  the  order. 

The  following  is 

the  order: 

“ Ordered , That  the  Chief  Engineer  be 
authorized  and  directed  to  have  made  on 
the  right  of  way  of  the  Sanitary  District, 
north  of  the  Santa  Fe  Railroad  bridge 
over  the  Desplaines  River,  near  Summit, 
the  borings  and  surveys  necessary  to 
determine  the  location  and  construction 
of  a-spill  wTay  to  control  the  amount  of 
Desplaines  River  flood  waters  which 
shall  in  the  future  flow  either  toward 
Lake  Michigan  or  toward  tha  Illinois 
River." 


EMPLOYMENT  OF  MEN  AT  JOLIET  END. 

The  Clerk  presented  a communication, 
directed  to  President  Wenter  by  Fred 
Bennitt,  of  Joliet,  Illinois,  with  reference 
to  the  practicability  of  instituting  work 
on  the  Main  Channel  at  or  near  Joliet, 
for  the  employment  of  men  in  that 
vicinity;  and  the  communication  was 
| read. 

I Mr.  Boldenweck,  seconded  by  Mr. 

; Cooley,  moved  that  the  communication 
| be  ordered  printed  and  referred  to  the 
j Special  Committee  on  Labor. 

! The  motion  prevailed  unanimously, 

and  the  communication  was  ordered 
printed  and  so  referred. 

The  following  is 

the  communication: 

"Joliet.  III.,  Sept.  13,  1893. 

i Hon.  Eranh  Wenter , President  Chicago 

Sanltarfr  Board: 


Mr.  Kelly,  seconded  by  Mr.  Eckhart.  Dear  Sir — At  the  solicitation  of  a corn- 

moved  that  the  order  be  referred  to  the  I mittee  appointed  at  a meeting  ot  the  un- 
Joint  Committee  on  Engineering  and  \ employed  of  tfie  District  in  the  vicinity 
Finance.  I of  Joliet.  Hon.  TL  H.  Stassen.  Mayor  of 
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Joliet,  appointed  a committee,  consisting 
of  Messrs.  George  H.  Munroe,  John  Kirk', 
H.  G.  DuBien,  L.  C.  Slmmacher,  and 
Aldermen  Harris,  Walker,  and  myself 
as  Chairman,  to  confer  with  the  Trustees 
of  the  Chicago  Sanitary  District,  touch- 
ing the  practicability  of  instituting  work 
at  or  near  Joliet,  for  the  employment  of 
men  in  this  vicinity.  I write  this  letter 
to  ascertain  what  time  it  would  be  con- 
venient for  the  Board  to  hear  members 


[1893. 

of  our  committee  upon  this  subject.  I 
will  be  thankful  for  an  early  reply. 

Very  respectfully, 

(Signed)  Fred  Bennitt.” 

ADJOURNMENT. 

On  motion  of  Mr.  Eckhart,  seconded  by 
Mr.  Boldenweck,  the  Board  then  ad- 
journed. 

Thos.  F.  Judge., 
Cleric. 
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PROCEEDINGS 

OF  THE 

Board  of  Trustees, 

OF  THE 

Sanitary  District  of  Chicago. 


SEPTEMBER  27.  1893. 


OFFICIAL  RECORD. 

( Published  by  authority  of  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago.) 


REGULAR  MEETING. 

The  one  hundred  and  eighty-ninth 
regular  meeting  of  the  Board  of  Trus- 
tees of  the  Sanitary  District  of  Chicago 
was  held  in  their  rooms,  Rialto  Building, 
Wednesday,  September  27,  1893,  at  2 
o’clock  P.  M. 

President  Wenter  called  the  Board  to 
order. 

On  roll-call  Messrs.  Boldenweck, 
Cooley,  Eckhart,  Gilmore,  Kelly  and 
Wen  ter— six  (6)  members,  were  present. 

MINUTES. 

The  minutes  of  the  special  meeting 
held  September  19,  1893,  and  of  the  regu- 
lar meeting  held  September  20,  1893, 


were  approved  as  printed,  on  motion  of 
Mr.  Kelly,  seconded  by  Mr.  Eckhart, 

vouchees. 

The  Clerk  presented  the  following  vouch- 
ers : 


ENGINEERING  DEPARTMENT. 
Construction  Account— 

Alfred  Hariev,  (River 
Diversion,  Sec.  1, 

Sept.  15,  1893) $10,444  65 

McArthur  Bros.  Co. 

( River  Diversion, Sec. 

2,  Sept.  15,  1893) 5,701  80 

McArthur  Bros.  Co. 

(River  Diversion, Sec. 

4,  Sept.  15,  1893) 2,903  45 

$19,049  91 

ENGINEERING  DEPARTMENT. 

U.  W.  Weston,  (ex- 
pense)  61,85 
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CLERICAL  DEPARTMENT. 

Cameron.  Amberg  & 

Co.  (stationery) $ 1 44 

LAW  DEPARTMENT. 

Jacobs,  Coles-*  & Co. 

(stationery). $ ,9  95 

S.  A.  Moffett  Co.  (liv- 
ery)   13  50 

Orrin  N.  Carter,  (post- 
age stamps) 10  00 

Thos.  B.  JLantry,  ( trav- 
eling)..  8 00 


POLICE  DEPARTMENT. 

'Martin  Emerich  Outfit- 
ting Co.  (station  fur- 

nishings) fi 

Martin  Emerich  Outfit- 
ting Co.  (window 

; 497  62 

shades) 

Martin  Emerich  Outfit 
ting  Co.  (desk  and 

10  00 

chair) 

R.  Chester  Frost  Co. 

29  53 

(police  stars) 

A.  F.  Risser  & ' Co. 

50  00 

(saddle;  etc.) 

23  50 

— $ 610  65 


GENERAL  ACCOUNT. 


The  Chicago  Deposit 
Vault  Co.  (janitor 
services,  Aug.,  1893)  $ 
Chicago  Edison  Co. 

(electric  lighting) — 
The  Chicago  Herald 
Co.  (advertising  Secs. 

2,  3 and  4 of  Main 

Channel) 

The  Tribune  CO.  (ad- 
vertising Secs.  2-  3 
and  4 ot  Main  Caan- 

nel) 

The  Inter  Ocean,  (ad- 
vertising Secs.  2,  3 
and  4 of  Main  Chan- 
nel).,  

The  Chicago  Record, 
(advertising  Secs.  2, 

3 and  4 of  Main  Chan- 
nel).  

The  Chicago  Daily 
Globe , (advertising 
Sec.  2,  3 and  4 of 
Main  Channel)  ..:... 
The  Chicago  Daily 
Hews  Co.  (advertis- 
ing Secs . 2,  3 and  4 of 

Main  Channel) 

The  Chicago  Evening 
Post  Co.  (advertising 
Secs.  2.  3 and  4 of 

Main  Channel) 

John  R.  Wilson,  Pub. 
Chicago  Evening 
Journal,  (advertising 
Secs.  2.  3 and  4 of 

Main  Channel) 

The  Chicago  IDispatch, 


80  00 
13  06 

27  00 

26  70 
13  50 
18  00 
13  50 

27  00 
18  00 

7 20 


/advertising  Secs  2, 
3 and  4 of  Main  Chan 


riel) 

The  M nil.  (advertuing 
Secs.  2.  3 and  4 of 

$18  00 

Main  Channel) 

Illinois  Staats  Zeir- 
tung  Co.  < advertising 
Secs.  2 3 and  4 of 

23  00 

Main  Channel) 

The  Abendpost  Co.  (ad  - 
verdsing  Sees.  2..  3 
and  4 of  Main  Chan- 

9  00 

nel).  

German  American  Puh. 
Co.  (advertising  Secs. 
2.  8 and  4 of  Main 

9 00 

Channel) 

August  Geringer,  Pub. 
SvornostT  (advertis- 
ing Secs.  2,  3 and  4 of 

41  25 

Main  Channel) 

9 00 

$ 323  21 

Grand  total 

$ 20,078  51 

Accompanying  the  vouchers,  the  Clerk 
presented  the  following 

REPORTS: 

“ Chicago,  Sept.  27,  1893. 
To  the  Honorable  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago : 
Gentlemen — I submit  herewith  bills 
of  Alfred  Hgrley  for  labo-  and  material 
furnished  on  River  Diversion.  The  total 
payroll  rendered  foots  up  $8.896.93 — of 
this  amount  I have  held  back  $248.33 
until  I can  investigate  the  propriety  of 
the  charge  to  the  River  Diversion  aecount, 
and  a further  sum  of  $60  00  on  account 
of  the  rate  of  wages  to  foremen  which 
iS'  charged  up  at  $3.50  per  day  or  $91.50 
per  month,  whereas  the  adjacent  sections 
pay  only  $75.00  per  month.  These  items 
Coot  up  $308.33,  leaving  a balance  of 
$8,588.60  approved, 

The  bills  for  supplies  and  material  foot 
up  $1,061.30,  but  the  items  for  gang  plank 
and  fitting  up  tool  boxes  amounting  to 
$567.58  are  not  proper  and  I have  de- 
ducted them,  leaving  a balance  of  $493.- 
72.  The  bills  as  approved  are  therefore: 


Labor  rolls $ 8,588  60 

Material  and  repairs 493  72 

$ 9,082  32 

15  percent  added 1,362  34 

Total $10,444  66 


Respectfully  submitted, 

(Signed)  Isham  Randolph, 

Chief  Engineer.” 
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‘‘Chicago,  Sept;  27,  1893. 

To  the  Honorable  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago  • 
Gentlemen— I herewith  transmit  the 
labor  rolls  and  bills  for  material  con- 
sumed on  the  River  Diversion,  on  Sec- 
tions 2 and  4 in  accordance  with  the  con- 
tract dated  August  30th,  between  the 
Sanitary  District  and  McArthur  Bros. 
Company: 


The  labor  on  Section  No.  2 foots 

up $4,762^  21 

The  labor  on  Section  No.  4 foots 

up 2,381  10 

Material  on  Section  No.  2 foots 

up  195  88 

Material  on  Section  No.  4 foots 
up  143  64 


Total  for  both  sections $7,482  83 

15  per  cent,  for  use  of  tools, 
Superintendence,  etc 1,122  42 

Total.. $8,605  25 


I consider  that  under  this  contract  the 
contractor  should  supply  gang  plank  and 
therefore  did  not  approve  a bill  rendered 
covering  that  item. 

Respectfully  submitted, 

(Signed)  Isham  Randolph, 

Chief  Engineer .” 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  the  reports  of  the  Chief  En- 
gineer just  presented  be  ordered  printed 
and  placed  on  file,  and  the  vouchers,  as 
read  and  shown  above,  be  approved  and 
ordered  paid. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Bolden  week  (except  as  to  Con- 
struction Account  vouchers).  Cooley, 
Eckhart,  Gilmore,  Kelly  and  Wen  ter— 
six  (6).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  reports  of 
the  Chief  Engineer  just  presented  or- 
dered printed  and  placed  on  file,  and  the 
vouchers,  as  read  and  shown  above,  ap- 
proved and  ordered  paid 

REQUISITIONS. 

The  Clerk  presented  'the  following 
requisitions: 

No.  360.  Engineering  Department, 

(sundry  supplies) $417  35 

No.  361,  Engineering  Department, 

(sundry  supplies) 292  98 

No.  369,  Engineering  Department, 

(time  books) 30  00 


No.  370,  Engineering  Department. 

(time  sheets) $ 24  00 

No.  371,  Engineering  Department, 

(pay  roll  blanks)- 36  00 


Total $800  33 


Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
week,  moved  that  Requisitions  Nos.  360, 
361.  369,  370  and  371,  for  the  Engineering 
Department,  as  read  and  shown  above, 
be  referred  to  the  Joint  Committe  on  En- 
gineering and  Finance,  with  directions  to. 
report  back  at  theliext  meeting. 

The  motion  prevailed  unanimously, 
and  Requisitions  Nos.  360,  361,  369,  370 
and  371,  for  the  Engineering  Depart- 
ment; as  read  and  shown  above,  were  so 
referred. 

WEEKLY  REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report,  in  ac- 
cordance with  the  rules,  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  September 
23,  1893. 

The  same  was  read,  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file 

The  following  is 

THE  REPORT: 

“Chicago.  Sept.  27,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — I beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  Septem- 
ber 23,  1893,  as  the  same  have  been  re- 
ported to  me  : 


Engineering  Department 108 

Engineering  Department,  Time- 
keepers.,  5 

108 

Clerical  Department 4 

Treasury  Department. 1 

1 .aw  Department g 

Police  Department 35 

Total  employes. 150 

Respectfully  submitted, 

(Signed)  Thos.  F.  Judge, 


Clerk.” 

SPECIAL  CONTRACT  FOR  STEPHENS  STREET 
BRIDGE  AND  SANTA  FE  CROSSING 
NEAR  LEMONT. 

The  Clerk  presented  a joint  report 
from  the  President.  Chief  Engineer  and 
Clerk,  accompanied  by  a form  of  agree- 
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ment  with  Messrs.  E.  D.  Smith  & Co. 
and  two  specifications,  for  the  construc- 
tion of  bridges  over  the  river  diversion 
at  Stephens  street  and  • for  the  Santa  Fe 
crossing  near  Lemont,  (ordered  at  the. 
meeting  held  August  16,  1898,  page  1400 
of  the  Proceedings),  recommending  that 
the  President  and  Clerk  be  authorized 
and  directed  to  execute  said  agreement 
with  Messrs.  E .1).  Smith  & Co.,  and  that 
the  parts  of  orders  inconsistent  with  said 
report  be  repealed;  and  'the  report  and 
accompanying  agreement  were  read. 

Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
weck,  moved  that  the  report  be  adopted, 
with  accompanying  agreement  ordered 
printed,  and  with  specifications  placed 
on  file,  the  recommendations  made  there- 
in concurred  in,  the  President  and  Clerk 
authorized  and  directed  to  execute  said 
agreement  with  Messrs.  E.  D.  Smith  & 
Co.  , and  that  the  parts  of  such  orders  as 
are  inconsistent  with  said  report  be  re- 
pealed. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Boldenweck,  Cooley,  Eckhart, 
Gilmore,  Kelly  and  Wenter — six  (6). 
Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  with  accompanying  agreement 
ordered  printed,  and.  with  specifications 
placed  on  file,  the  recommendations 
‘made  therein  concurred  in,  the  President 
and  Clerk  authorized  and  directed  to  exe- 
cute said  agreement  with  Messrs.  E.  D. 
Smith  & Co.,  and  the  parts  of  such  or- 
ders as  are  inconsistent  with  said  report 
repealed. 

The  following  is 

THIS  REPORT,  WITH  ACCOMPANYING 
AGREEMENT: 

Chicago,  Sept.  27, 1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— By  the  adoption  of  the 
report  of  the  Joint  Committee  on  Engin- 
eering and  Finance  with  accompanying 
orders  August  16, 1898,  the  Engineer  was 
instructed  to  build  a bridge  with  the 
necessary  and  suitable  approaches  thereto 
over  the  new  river  diversion  on  Stephens 
street,  and  also  to  reconstruct  the  rail- 
road embankment,  track  and  bridge  on 
the  main  line  of  the  Atchison,  Topeka  & 
Santa  Fe  Railroad,  oyer  and  across  the 
new  river  diversion  in  Section  twenty 
(20)  of  Lemont  Township,  more  particu- 
larly described  in  said  orders,  after  first 
having  secured  propositions  from  respon- 
sible and  experienced  men  for  the  con- 


struction of  same  and  that  the  President 
and  Clerk  should  first  approve  of  one  of 
the  propositions  for  each  of  said  struc- 
tures before  the  Engineer  proceeded  to 
erect  the  same. 

After  having  duly  considered  the  prop- 
ositions received  pursuant  to  said  orders 
and  comparing  them  with  the  estimates 
made  by  the  Engineer,  and  also  with  es- 
timates of  the  probable  cost  of  said  con- 
structions if  undertaken  by  the  District 
itself  under  the  superintendence  of  ex- 
perienced contractors  who  should  furnish 
tools,  machinery  and  appliances  and 
should  take  charge  of  said  work  as 
agents  of  the  District,  we  have  reached' 
the  conclusion  that  the  latter  method  of 
building  said  highway  bridge  and  recon- 
structing said  railroad  embankment, 
track  and  bridge  will  be  preferable  in 
point,  both  of  economy  and  expedition. 
We  have  received  a proposition  from  E. 
D.  Smith  & Co. , contractors  on  Section 
ten  (10),  to  hct  as  the  agents  of  the  Dis- 
trict in  superintending  the  work  of  said 
constructions  under  the  direction  of  the 
Engineer,  said  proposition  being  em- 
bodied in  the  form  of  an  agreement,  a 
copy  of  which  is  hereto  attached. 

We  respectfully  recommend  that  the 
District  build  said  bridges  under  the 
superintendence  of  said  E.  D.  Smith  & 
Co.  as  its  agents  under  the  terms  and 
conditions  set  forth  in  said  agreement, - 
that  the  President  and  Clerk  be  author- 
ized and  directed  to  execute  said  agree- 
ment on  the  part  of  the  District,  and  that 
such  parts  of  said  orders  of  August  16, 
1893,  as  are  inconsistent  herewith  be  re- 
pealed. 

Respectfully  submitted. 

(Signed)  Frank  Wenter, 

President .. 

Isham  Randolph, 
Chief  Engineer . 

Thos.  F.  Judge* 

Clerk” 


AGREEMENT: 

“ This  , Agreement , made  and  entered 

into  this day  of ,N 

A.  D.  1893.  by  and  between  the  Sanitary 
District  of  Chicago,  party  of  the  first 
part,  and  E.  D.  Smith  & Co.,  a co-part- 
nership composed  of  Erskine  D.  Smith, 
E.  Eldridge  Smith,  and  Jones  M.  Jack- 
son,  party  of  the  second  part. 

Witnesseth,  That  the  said  party  of  the 
second  part,  in  consideration  of  the 
mutual  promises  herein  made,  hereby 
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covenants,  contracts,  and  agrees  with 
the  said  party  of  the  first  part  to  act  as 
its  agent  in  superintending  the  building 
of  a bridge  with  the  necessary  and  suit- 
able approaches  and  abutnients  thereto 
over  the  new  river  diversion  oh  Stephens 
street,  in  Section  twenty  (20),  Township 
Thirty- seven  (37)  north,  Range  Eleven 
(11),  East  of  the -Third  Principal  Merid- 
ian, in  the  Town  of  Lemont,  Cook 
County,  Illinois,  jn  accordance-  with  the 
specifications  hereto  attached  marked 
“Exhibit  A,  Stephens  Street  Bridge,” 
and  also  the  building  and  reconstructing 
of  the  railroad  embankment,  track,  and 
bridge  with  necessary  abutments  on  the 
main  line  of  the  Atchison,  Topeka  & 
Santa  Fe  Railroad  over  and  across  the 
new  river  diversion  in  said  Section 
Twenty  (20)  and  in  Section  Seventeen 
(17),  Township  Thirty-seven  (37)  north. 
Range  Eleven  (11).  East  of  the  Third 
Principal  Meridian,  in  Du  Page  County, 
Illinois,  in  accordance  with  the  specifica- 
tions hereto  attached  marked  “Exhibit 
B.  Santa  Fe  Railroad  ” 

Said  second  party  will  at  once  organ- 
ize such  a force  aS  Shall  be  sufficient  to 
secure  the  completion  of'said  work  in  the 
shortest  time  possible  consistent  with 
economy  and  shall  furnish,  at  their  own 
.cost  and  expense,  all  tools,  cars,  machin- 
ery and  appliances  necessary  for  the 
proper  and  economical  execution  of  said 
work.  First  party  shall  pay  for  the 
labor  engaged  upon  said  work,  and  for 
all  materials  entering  into  the  construc- 
tion of  said  bridges  as  hereinafter  pro- 
vided. including  also  powder,  blasting 
supplies,  coal,  etc 

Second  party,  as  such  agent  of  first 
party,  agrees  to  purchase  all  the  material 
of  every  kind  necessary  for  the  construc- 
tion of  said  bridges  and  the  laying  of  said 
track  at  the  lowest  prices  obtainable,  and 
all  such  bills  shall  be  submitted  Ao  the 
Chief  Engineer  of  first  party  for  his  ap- 
proval', and  payments  therefor  shall  be 
made  semi-tnonthly  when  same  shall 
have  been  certified  by  said  Chief  En- 
gineer to  be  correct.  Pay-rolls  of  all 
workmen  employed  upon  said  work  shall 
be  submitted,  to  the  Chief  Engineer  for 
his  appfoval,  and  after  same  shall  have 
been  so  approved  shall  be  paid  bv  first 
party  upon  the  tenth  (10th)  and  twenty- 
fifth  (25th)  days  of  each  month.  All  men 
actually  engaged  upon  the  ground,  either 
as  workmen,  foremen  or  otherwise,  shall 
be  considered  employes  of  first  party, 
and  the  term  superintendent,  as  applied 
to  said  second  party  as  first  party’s  agent, 
shall-  include  the  members  of  said  firm 
and  any  person  employed  by  them  in 


their  office  for  their  own  convenience  in 
so  superintending  said  work. 

Said  seqond  party  .shall  superintend 
and  conduct  said  work  as  agent  for  the 
said  first  party  in  the  usual  manlier,  in 
consideration  of  which  services  and  the^ 
furnishing  of  the  tools,  machinery  and 
appliances  aforesaid  for  the  construction 
and  prosecution  • of  said  work  and  the 
keeping  of  the  same  in  repair,  the  said 
partv  of  the  first  part  will  pay  said  sec- 
ond party  upon  the  conclusion  of  said' 
work  ten  (10)  per  cent,  upon  the  actual 
total  cost  of  building  said  bridges  iif  ac- 
cordance with  said  specifications,  said 
cost  to  include  amounts  paid  for  wages 
and  for  all  material  purchased  as  afore- 
said and  entering  into  the  construction 
of  said  bridges,  which  percentage  so  re- 
ceived shall  be  accepted  by  said  second 
party  as  full  and  sole  .compensation  for 
their  services  and  for  the  use  of  their 
tools  in  the  prosecution  of  said  work  and 
the  keeping  of  same  in  repair. 

It  is  further  agreed  that  said  party  of 
the’second  part  will  make  provision  for 
(he  housing  and  boarding  of  such  men 
employed  upon  said  work  as  may  need 
food  and  lodging  upon  or  near  the  work, 
and  that  the  provision  so  made  shall, 
equal  the  general  requirements  of  said 
first  party  in  its  contracts,  and  the 
charges  made  therefor  shall  be  reason- 
able and  just,  and  the  board  and  supplies 
furpished  shall  be  made  a first  charge 
against  and  be  deducted  from  their 
wages. 

In  ■ Witness  Whereof,  On  the  day  and 
year  first  above  written,  said  Sanitary 
District  of  Chicago  has  caused  this  agree- 
ment to  be  signed  by  its  President  and 
attested  by  its  Clerk,  and  its  corporate 
seal  to  be  hereto  affixed,  and  said  second 
party  have  hereunto  set  their  hands  and 
seals. 

The  Sanitary  District  of  Chicago. 

By President . 

Attest: * Clerk. 

[seal] 

[seal]  . 

[SEAL]’’ 

(Specifications  attached.) 

EXTRA  WORK  ON  SECTION  11  DUE  TO 

CHANGE  IN  LINE. 

The  Clerk  presented  a joint  report  from 
the  Chief  Engineer  and  Attorney,  i?com-- 
mending  that  new  work  on  Section  11, 
caused  by  change  in  line, — subject  mat- 
ter of  which  was  referred  to  them  at  the 
meeting  helc.  November  2, 1892  (page  849 
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of  the  Proceedings), — be  done  by  Mason, 
Hoge  & Co.,  contractors  on  said  Section, 
as  “extra  work”  under  their  contract; 
land  the  report  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Eckhart. 
moved  that  the  report  be  adopted,  ordered 
printed  and  placed  on  file,  and  the  recom- 
mendations made  therein  concurred  in. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Bolden  week  (except  as  to  pay- 
ment of  percentage),  Cooley,  Eckhart, 
Gilmore.  Kelly  and  Wenter— six  (6). 
Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  and  the  recommendations  made 
therein  concurred  in. 

The  following  is 

THE  REPORT: 

“Chicago,  Sept.  27,1893. 

To  the  Honorable  the  Board  of  Trustee, s of 

tha  Sanitary  District  of  Chicago: 

Gentlemen — By  a resolution  of  your 
H norable  Board,  passed  November  2. 
1892,  we  were  directed  to  consider  and 
report  what  might  seem  equitable  and 
proper  action  on  the « part  of  the  Board 
with  respect  to  the  change  of  location  of 
the  division  iine  between  contract  Sec- 
tions ten  (10)  and  eleven  (11),  from  that 
shown  on  the  maps  and  plans  at  the  time 
bids  were  made  for  work  on  said  sections, 
whereby  the  easterly  termination  of  Sec- 
tion eleven  (l  l)  was  thrown  about  eight 
hundred  and  fifty  (850)  feet  eastwardly 
of  its  former  location  as  fixed  on  said 
maps  and  plans,  thus  adding  to  said  Sec- 
tion eleven  (11),  let  to  Mason , Hoge  & Co. , 
a little  over  nine  hundred  (900)  feet  of  low 
ground  and  river  not  theretofore  included 
theiein.  This  work  was  extremely  un- 
desirable on  account  of  back  water  from 
Goose  Lake,  which  has  been  recently 
drawn  down  by  cuts  opposite  and  above 
Romeo  Island. 

The  matter  was  not  taken  up  imme- 
diately, as  at  that  time  the  work  of  exca- 
vation was  being  carried  on  upon  other 
portions  of  said  section  and  other  busi- 
ness was  pressing,  but  now  the  necessity 
of  an  early  completion  of  the  river  diver- 
sion on  said  section  being  apparent,  after 
duly  considering  the  claims  made  by 
Mason,  Hoge  & Co.,  we  respectfully  re- 
port that  we  are  of  the  opinion  that  it 
would  be  just  and  equitable  and  without 
detriment  to  the  District  to  pay  for  exca- 
vating the-  easterly  eight  hundred  and 
fifty  (850)  feet  of  the  river  diversion  on 
said  Section  eleven  (11)  as  extra  work,  ! 
under  paragraph  19  of  Section  D of  the  I 


“Contract  and  Specifications”  providing 
for  extra  work;  that  said  contractors  be 
required  to  keep  an  accurate  account  of 
all  the  items  of  expense  necessarily  enter- 
ing into  the  actual  cost  of  said  work, 
executed  in  the  most  economical  manner; 
and  that  the  Sanitary  District,  upon  said 
account  having  been  certified  correct  by 
the  Chief  Engineer,  pay  them,  as  full 
compensation  for  the  completion  of  said 
portion  of  said  river  diversion,  the  actual 
cost  and  fifteen  per  cent,  of  said  cost  in 
addition  thereto  as  provided  in  the  speci- 
fications. 

Respectfully  submitted, 

(Signed)  Isham  Randolph, 

Chief  Engineer. 

Orrin  N.  Carter, 
Attorney  T 

ADVERTISEMENT,  SPECIFICATIONS.  BOND 
AND  PROPOSALS  FOR  SECTIONS  G TO  M, 
INCLUSIVE— SUMMIT  TO  CORW1TH. 

The  Clerk  presented  a report  from  the 
Chief  Engineer  transmitting  a foi  m of 
advertisement,  specifications,  bond  and 
proposals,  accompanied  by  profile  and, 
two  tracings,  for  the  letting  of  Sections 
G,  H,  I,  K,  L and  M of  the  Main  Chan- 
nel, between  Summit  and  Corwith:  and 
the  report  and  enclosures  were  read. 

Mr.  Boldemveck,  seconded  by  Mr.  Eck- 
hart, moved  that  the  report  and  enclo- 
sures be  ordered  printed,  and  with  pro- 
file and  tracings,  placed  on  file,  and  the 
Clerk  authorized  and  directed  to  adver- 
tise at  once  for  proposals  under  the  said 
specifications,  as  provided  for  the  pre- 
vious letting,  (Page  1367  of  the  Proceed- 
ings.) 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Cooley,  Eckhart,. 
Gilmore,  Kelly  and  Wenter — six  (6). 
Nays — None. 

Upon  which  result  the  President,  de- 
clared the  motion  carried,  the  report 
and  enclosures  adopted,  ordered  printed, 
and  with  profile  and  tracings,  placed  on 
file,  and  the  Clerk  authorized  and  di- 
rected to  advertise  at  once  for  proposals 
under  the  said  specifications,  as  provided 
for  the  previous  letting,  (Page  1367  of 
the  Proceedings. ) 

The  following  is 

THE  REPORT,  WITH  ACCOMPANYING  SPECI- 
FICATIONS, ETC. : 

“Chicago.  Sept  27,  1893. 
To  the  Honorable  the  Board  of  Irustees 
of  the  Sanitary  District  of  Chicago: 
Gentlemen— I herewith  submit  specifi- 
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cations  for  the  construction  of  the  main 
channel  between  the  east  line  of  Range  No. 
12  and  Corwith,  together  with  map  of  the 
line  marked  No.  1,  profile  or  longitudinal 
section  showing  test  pits  marked  No.  2,  and 
cross-section  marked  No.  3. 

Respectfully  submitted, 

(Signed)  Isham  Randolph, 

Chief  Engineer  ” 

(Accompanied  by  advertisement,  specifi- 
cation, bond  proposal,  ODe  (1)  profile  and 
two  (2)  tracings). 

The  following  is  the  form  of 

ADVERTISEMENT  : 

“THE  SANITARY,  DISTRICT  OF  CHICAGO. 
To  Contractors : 

Sealed  proposals  addressed  to  the  Board  of 
Trustees  of  the  Sanitary  District  of  Chi- 
cago, and  indorsed: 

“Proposal  for  excavating,  a portion  of 
the  main  drainage  channel”  will  be  re- 
ceived by  the  Clerk  of  the  said  Samtaiy 
District  at  Room  H/Rialto  Building,  Chi- 
cago, 111.1,  until  12  M.  (standard  time)  of 
Wednesday,  the  29th  day  ctf  November, 
1898,  and  will  be  publicly  opened  by  the 
said  Board  of  Trustees  at  the  regular  meet- 
ing h'eld  that  day.  or  at  a special  meeting 
called  tor  that  purpose. 

The 'work  for  which  the  said  tenders  are 
invited*  is  the  excavation  of  that  i>ortion  of 
•the  main  drainage  channel  for  the  said 
Sanitary  District  between  the  east  line  of 
Range  No.  12.  East  of  the  Third  Principal 
Meridian  and  Corwith  111.,  know  as  con- 
tract Sections  G,  H,  I.  K,  L and  M,  and 
consists  in  all  of  about  fi,534  000  cubic  yards 
of  earth. 

Each  of  said  sections  will  be  treated  as 
a* separate  contract  in  canvassing  the  pro- 
posals and  making  awards.  As  all  awards 
will  be  made  by  individual  sections,  each 
bidder  must  make*  prices  for  each  section 
separate  and  distinct  from  every  other. 

.Each  proposal  roust  be  accompanied  by  a 
certified  check'or  cash  to  an  amount  equal 
to  $j>,000  multiplied  by  the  number  of  sec- 
tions bid  upon. 

All  certified  checks  must  be  drawn  on 
so.me  responsible  bank  doing  business  in 
the  City  of  Chicago  and  be  made  payable 
to  the  order  of  the  Clerk  of  the  Sanitary  J 


District  of  Chicago.  Said  amount  of  $5,000 
for  each  section  will  be  held  by  the  Sanitary 
District  until  all  of  said  proposals  have 
been  canvassed  and  contracts  awarded  and 
signed,  the  return  of  said  check  or  cash 
being  conditioned  upon  any  bidder,  to 
whom  an  award  of  any  portion  of  said  work 
may  be  made,  appearing  within  ten  days 
after  notice  of  such  award  being  given, 
with  bondsmen,  and  executing  a .contract 
with  the  Sanitary  District  for  the  section  or 
sections  of  said  work  so  awarded,  and  giving 
a bond  satisfactory  to  the  said  Board  of  Trus- 
tees for  the  fulfillment  of  the  same  in  the 
amount  of  $75,000  for  each  section  of  work 
awarded  him. 

All  proposals  must  be  made  upon  blank 
forms  furnished  by  the  Sanitary  District 
and  must  give  the  price  for  each  separate 
item  of  work. 

The  bids  will  be  compared  on  the  basis 
of  the  Engineer’s  approximate  estimate  of 
quantities,  which  will  be  furnished  with 
copies  of  the  specifications. 

No  proposal  will  be  considered  unless  the 
party  making  it  shall  furnish  evidence  satis- 
factory to  the'  Board  of  Trustees  of  his 
ability  to  do  the  work,  and  that  he  has  the 
necessary  pecuniary  resources  to  fulfill  the- 
conditions  of  the  contract,  provided  such 
contract  shall  be  awarded  him. 

Bidders  are  required  to  state  in  their  pro- 
posals'tbeir  individual  names  and  places  of 
residence  in  full* 

(Specifications  and  plans  may  be  seen  at 
the  office  of  the  Chief  Engineer,  Rialto 
Building,  Chicago,  111. 

The  said  Board  of  Trustees  reserves  the 
right  to  reject  any  and  all  bids. 

The  SAnitary  District  of  Chicago, 
By  Frank  Wentek, 
President  of  its  Board  of  Trustees . 
Attest : 

Thos.  F.  J‘ud.ge, 

Clerk. 

Chicago,  IH.,  September  27,  1893.” 

The  following  are 

THE  SPECIFICATIONS  : 

“the  sanitary  District  of  Chicago. 

Contract  and  specifications  for  Sections 

G,  K,  1,  K,  “L  and  M,  of  the  Main  Drain- 
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age  Channel,  between  the  east  line  of 
Range  No.  12,  East  of  3d  P.  M.  and  Cor- 
with,  Illinois. 

This  Agreement,  Made  and  entered  into 

this  day  of  A.  D1 

189  , by  and  between  the  Sanitary  District 
of  Chicago,  of  the  first  part,  and 


of 

in 

of  the  second  part. 

A- 

Witnesseth  : That  the  said  party  of  the 
second  part  has  covenanted,  contracted  and 
agreed,  and  by  these  presents  does  cove- 
nant, contract  and  agree  -with  said  parly  of 
the  first  part,  for  toe  coiisidi  ration  of  the 
payments  to  be  made  as  provided,  for  here- 
in to  the  said  party  of  ill e second  parr,  by 
the  said  party  of  the  first  part,  and  under  a 
penalty  expressed  :in  a bone  bearing  oven 
date  herewith,  at  his  own  proper  cost  and 
expense,  to  do  all  the  work  and  to  tarnish 
all  material,  tools,  explosives,  labor  and 
all  appliances  and  appurtenances 
called  for  by  this  agreement,  in  the 
manner  and  under  the  conditions 
hereinafter  stipulated,  that  are  nec- 
essary to  the  complete  excavation  and  en- 
tire removal  of  earth,  rock,  glacial  drift 
and  other  material,  from  that  portion  of  the 
said  main  drainage  channel,  known  and 
distinguished  by  the  specifications  herein 
contained,  and  the  plans  accompanying 
them,  as  Section 


together  with  the  building  of  all  collateral 
works,  which  by  the  terms  of  this  contract 
are  included  in  the  same.  Said  Section  to 
be  entirely  completed  and  prepared  ready 
for  inspection  as  provided  for  in  Section  27 
of  an  Act  of  the  Legislature  of  the  State  of 
Illinois,  entitled  “An  Act  to  create  Sani- 
tary Districts  and  to  remove  obstructions 
in  the  Desplaines  and  Illinois  Rivers,”  ap- 
proved May  29,  1889,  in  force  July  1,  1889. 

B- 

it  is  further  covenanted,  contracted  and 
agreed  that  the  work  shall  be  executed  un- 
der the  direction  and  supervision  of  the 
Chief  Engineer  of  the  Sanitary  District  of 
Chicago,  and  such  assistants,  superintend- 
ents and  inspectors  as  the  Chief  Engineer 
may  appoint,  by  whose  measurements 
and  calculations  .the  quantities  aud 


amounts  of  the  several  kinds  of  work  per- 
formed under  this  contract  shall  be  deter- 
mined, and  on  whose  inspection  all  work 
shall  be  accepted  or  condemned.  The  said 
Chief  Engineer  and  his  assistants  and  in- 
spectors shall  have  full  power  to  rejector 
condemn  all  materials  furnished  or  work 
performed  under  this  contract  which  do 
not  fully  conform  to  its  spirit*  and  to  the 
terms  and  conditions  herein  expressed:  and 
the  Chief  Engineer  shall  decide  every  q ues- 
tion  which  may  arise  between  the  parties 
hereto  relative  to  the  execution  thereof, 
and  his  decision  shall  be  final  and  binding 
upon  both  parties. 

C — 

Whenever  the  words  “Sanitary  District” 
are  used  in  this  contract  they  shall  be  un- 
derstood to  - mean  the  Sanitary  District  of 
Chicago  as  represented  by  the  Board  of 
Trustees  or  their  duly  authorized  and  ac- 
credited agents. 

Whenever  the  word  “Engineer”  is  used 
herein  it  shall  be  understood  to  mean  the 
Chief  Engineer  of  the  Sanitary  District  of 
_ Chicago  or  his  properly  authorized  agents , 
limited  by  the  particular  duties  entrusted 
to  them. 

Whenever  the  word  “ Contractor  ” is  used 
herein  it  shall  be  understood  to  mean  the 
person  or  persons,  or  copartnership,  or 
corporation  entering  into  the  contract  as 
party  of  the  second  part. 

The  maps,  plans  and  profiles  hereto  at- 
tached are  made  part  of  this  contract,  but 
are  subject  to  such  modifications  as  are  here- 
in provided  for. 

SPECIFICATIONS. 

D- 

1.  Locution  —The  wrork  covered  by  and 
included  in  these  SDecincations  is  the  ex- 
cavation of  that  part  of  the  Main  Drainage 
Channel  and  the  building  of  certain  colla- 
teral works  for  the  Sanitary  District  of 
Chicago,  lying-  between  the  east  line  of  Sec- 
tion 12,  Township  88  North,  Range  12  East 
of  the  Third  Principal  Meridian  aud  the 
north  and  south  center  line  of  Section  85, 
Township  39  INorth,  Range  13  East  of  the 
Third  Principal  Meridian,  in  Cook  County, 
Illinois.  Beginning  near  the  east  line  of 
said  Section  12,  tne  said  part  of  the  said 
Main  Drainage  Channel  is  located  approxi- 
mately 663  feet  northwesterly  of  and  par- 
allel to  the  north  reserve  line  of  the  Illinois 
& Michigan  Canal,  as  shown  on  thaaccom- 
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panying  plans  marked  ‘ 1,”  and  as  it  shall  be 
located  by  the  Engineer.  The  total  approxi- , 
mate  length  of  the  excavation  is  25,780  feet, 
or  about  five  miles. 

2.  Sections— For  the  purpose  of  con- 
veniently designating  different  sections  of 
the  work,  and  of  dividing  it  into  contracts, 
the  said  part  of  the  Main  Drainage  Channel 
shall  be  divided  into  sections,  as  follows: 

Section  G.  Extending  from  the  station 
designated  412+33  to  the  south  line  of  the 
right  of  way  of  the  Chicago,  Santa  Fe  and 
California  Railway  at  the  station  desig- 
nated 357+53. 

Section  H.  Extending  from  the  station 
designated  357  + 53  to  a line  33  feet  west  of 
and  parallel  to  the  west  line  of  the  East 
half  of  the  Southeast  quarter  of  Section  5, 
Township  38  North,  Range  18  East,  at  the 
station  designated  312  +04. 

Section  I.  Extending  from  the  station 
designated  312+04  to  the  north  and  south 
center  line  of  Section 4,  Township 38 North, 
Range  13  East,  at  the  station  designated 
268+60. 

Section  K.  Extending  from  the  station 
designated  268  + 60  to  the  east  line  of  the 
right  of  way  of  the  Chicago  & Western 
Indiana  Belt  Railroad,  at  the  station  desig- 
nated 225+05.  * 

Section  L.  Extending  from  the  station 
designated  225  + 07  to  a line  83  feet  west  of 
ann  parallel  to  the  east  line  of  Section  34, 
Township  89  North,  Range  13  East,  at  the 
station  designated  188  + 04. ' 

Section  M.  Extending  from  the  station 
designated  183  + 04  to  the  west  line  of  the 
right  of  way  of  the  Atchison,  Topeka  & 
Santa  Fe  Railroad  Company  in  Chicago,  at 
the  station  designated  151  + 51. 

3.  Grade— The  grade,  line  of  the  bottom 
of  said  main  channel  at  the  station  desig- 
nated 412  + 83  shall  be  at  an  elevation  of 
25  381  feet  below  the  datum  established  by 
the  Illinois  and  Michigan  Canal  Trustees 
in  i 847,  and  shall  slope  thence  uniformly  at 
the  rate  of  0.025  of  a foot  vertical  to  1,000 
feet  horizontal  to  the  end  of  the  excava- 
tion  at  station  154  + 51,  where  it  shall 
have  an  elevation  of  24.736  feet  below 
datum. 

The  Sanitary  District  reserves  the  right 
to  change  said  grade  by  raising  or  lower- 


ing it,  or  by  increasing  or  decreasing  the 
slope,  thereby  increasing  or  decreasing  the 
amount  of  excavation,  provided,  that  said 
change  shall  in  nowise  affect  the  terms  of 
this  contract  as  to  price,  or  entitle  the  said 
contractor  to  any  compensation  additional 
to  the  rate  fixed  by  this  contract,  or  render 
the  Sanitary  District  liable  for  any  damages 
whatsoever,  direct  or  indirect.  Provided, 
further,  that  the  said  change  shall  in  no 
place  affect  the  grade  by  an  amount  exceed- 
ing four  feet;  and  that  the  Sanitary  District 
shall  notify  the  said  contractor  of  any  such 
change  before  any  portion  of  said  channel 
shall  have  been  finished  in  conformity  to 
the  grade  as  hereinbefore  specified. 

4.  Dimensions  of  Cross-section— The 
width  of  the  channel  at  bottom  shall  be 
one  hundred  and  ten  (110)  feet,  and  the 
sides  ’shall  rise  at  the  rate  of  one  \1)  foot 
vertical  to  two  (2)  horizontal,  as  shown  on 
Plan  3. 

5.  Clearing  and  Grubbing— The  con- 
tractor ’will  be  required  to  remove  ail  trees, 
stumps,  buildings,  fences  or  other  incum- 
brance's within  200  feet  of  the  center  line  of 
the  chknnel,  or  that  may  be  in  the  way  of 
any  collateral  or  subsidiary  work  herein 
specified.  All  such  material  of  value,  exr 
cept  such  as  the  Sanitary  District  may 
elect  to  retain,  shall  be  the  property  of  the 
contractor,  and  all  worthless  material  shall- 
be  disposed  of  as  directed  by  the  Chief 
Engineer.-  The  cost  of  this  work  shall  be 
included  in  the  prices  for.  excavaiion  as 
hereinafter  stated . 

6.  Levee— The  said  contractor  shal  1 build 
at  his  own  cost  and  expense  all  or  any 
levees  which  may  be  necessary  to  protect 
the  work  provided  for  in  this  contract  dur- 
ing the  progress  of  the  same,  and  said 
levees  shall  be  built  and  maintained  so  as 
to  exclude  water  from  the  main  channel 
until  such  time  as  said  work  shall  be  ac- 
cepted by  the  District.  Should  the  char- 
acter of  any  ievee  be  insufficieht,  in  the 
judgment  of  the  Chief  Engineer,  the  same 
shaU  be  made  adequate  as  the  Ghlef  Eagi- 
neer  may  direct,  but  any  damage  that  itaay 
occur  from  flooding  either  before  dr  after 
the  building  of  any  levee,  shall  be  borne 
by  the  said  contractor  . The  levees  shown 
on  Plan  1 ate  to  be  undertaken  immedi- 
ately and  completed  as  soon  as  practicable. 
The  main  levee  is  to  be  continuous  through- 
out Sections  G to  M inclusive,  and  is  to  be 
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located  in  the  main  parallel  to  the  main 
channel  and  along  or  near  the  northerly 
boundary  of  the  right  of  way  as  shown  on 
' plan  and  as  same  shall  be  located  by  the 
Engineer.  Said  levee  is  to  have  a height  of 
20  feet  above  datum  at  the  west  end  of  Sec- 
tion G and  shall  descend  uniformly  to  a 
level  of  16  feet  above  datum  at  the  east  end 
of  Section  M,  and  it  shall  have  a width  of 
16  feet  at  top  and  side  slopes  of  two  to  one, 
and  be  water-tight  and  in  every  respect  so 
constructed  as  to  make  a substantial  and 
durable  levee. 

7.  Disposition  of  Material— The  con- 
tractor, except  as  hereinbefore  specified,  is 
to  dispose  of  all  material  to  be  excavated 
under  the  terms  of  this  contract  at  his  own 
expense  and  in  the  most  convenient  man 
ner,  in  waste  banks  on  the  right  of  way; 
provided,  that  the  foot  of  the  inner  slope  of 
said  banks  shall  not  be  hearer  to  the  edge 
of  the  main  channel  than  80  feet,  measured 
at  an  elevation  of  10  feet  aboye  datum,  and 
(that  the  slope  of  the  waste  banks  toward 
the  channel  shall  not  at  any  time  during  or 
after  excavation  work  have  an  incline 
steeper  than  two  (2)  horizontal  to  one  (!) 

( vertical,  and  that  the  slope  of  the  sides 
away  from  the  channel,  or  toward  any/ 
road  way,  or  in  any  other  direction,  shall  not 
at  any  time  have  a slope  steeper  than  one 
and  one-half  (1>£)  horizonal  to  one  (l)  ver- 
tical Provided,  that  if  it  should  prpve  at 
any  time  after  the  work  has  com- 
menced that  the  sUb-stratum  or  soil  on 
whffih  waste  banks  are  to  be  placed  should 
not  be  in  a physical  condition  to  sustain 
the  weight  of  the  superincumbent  waste 
banks  without  being  displaced,  then  the 
material  excavated  shall,  at  the  option  of 
the  Sanitary  District,,  be  deposited  at  other 
places,  to  be  determined  by  the  Sanitary 
District,  and  the  extra  cost,  if  any,  of  such 
disposition,  to  be  determined  as  provided 
under  the  head  of  ext/ra  work.  Provided, 
however,  that  if  additional  right  of  way  be 
furnished  adjacent  to  the  area  which  shall 
have  proved  unable  to  sustain  waste  banks 
without  being  displaced,  then  the  contrac- 
tors shall,  without  additional  expense  to 
the  Sanitary  District,  cease  disposing  ma- 
terial on  said  waste  bank  area  and  dis- 
pose it  on  the  additional  right  of  way  pro- 
vided, as  directed  by  the  Chief  Engineer. 
The  material  excavated  is  to  be  spoiled  in 
the  area  for  waste  banks  -shown  on  plan  “1” 
the  material  first  excavated  being  placed1 


most  remotely  from  the  channel  and  the 
waste  bank  to  be  so  constructed  that  its 
highest  point  when  completed  shall  not  be 
nearer  to  the  center  line  of  the  channel 
than  300  feet;  provided , that  this  shall  not 
be  construed  to  prevent  other  disposition  of 
the  material  with  the  consent  of  the  Chief 
Engineer. 

8.  Drainage— The  contractor  is  to  pro- 
vide all  pumping  machinery  and  operate 
the  same  at  his  own  cost  and  expense  dur- 
ing the  time  of  excavation,  and  until  the 
whole  work  is  fully  completed  and  in- 
spected, as  provided  for  in  other  sections  of 
this  contract.  The  contractor  shall  dispose 
of  any  water  pumped,  in  such  manner  as 
not  to  interfere  with  the  operations  of  other 
contractors  for  the  Sanitary  District. 

9.  Classification  of  Material  - AIT  ma- 
terial excavated  under  the  provisions  of 
this  contract  is  to  be  classified  as  - Excava- 
tion. ” 

10.  Quantity  and  Quality  of  Material — 
A longitudinal  section  of  the  ground,  made 
approximately  on  the  center  line  of  the 
main  channel  is  shown  on  plaa  ‘-2.”  This 
section,  though  believed  to  be  reason- 
ably correct,  does  not  purport  to  be  abso- 
lutely so,  and  is  only  preseuted  as  an  ap- 
proximation, as  is  also  the  schedule  of 
quantities  attached  as  an  appendix  hereto. 
The  contractor  is  to  lake  all  risk  as  to  the 
variation  of  the  total  quantity  of  material 
excavated.  Plan  2 shows  approximately 
the  position  of  test  pits  made  by  the  San- 
itary District,  together  with  an  abstract  of 
the  notes  of  the  inspector  of  the  pits.  The 
full  notes  of  the  inspector  are  on  file  at  the 
Offices  of  the  Sanitary  District,  and  may  be 
examined  by  bidders,  under  the  supervision 
of  the  Chief  Engineer.  Beyond  these  ex- 
hibits, the  Sanitary  District  has  no  knowl- 
edge of  the  character  of  the  material  to  be 
encountered,  and  bidders  must  satisfy 
themselves  by  investigations  made  on  their 
own  account.  Wherever  the  standard 
cross-section  shown  on  plan  3 is  enlarged 
through  the  displacement  of  the  material 
of  the  sides  thereof,  the  same  shall  oe  paid 
for  at  the  prices  named  herein  and  to  the 
extent  that  the  finished  cross  section  is 
actually  and  necessarily  enla  ged;  pro- 
vided. that  said  displacement. is  unavoid- 
able and  is  such  as  is  due  to  the  nature  of 
the  material,  and  occurred  through  no 
fault  or  dereliction  of  the  contractor. 
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11.  Highways— AW  public  roads  or 
streets,  now  open,  and  in  actual  use  by  the 
publio,  crossing  or  lying  adjacent  to  the 
main  channel,  shall  be  kept  open  and  unob- 
structed  during  the  progress  of  the  Work. 
No  interference  with  any  such  public  road 
Or  street  tyiU  be  allowed  until  a temporary 
or  permanent  road  or  street  has  been  pr'o- 
vided.  under  the  direction  of  the  Chief  En- 
gineer, which  will  permit  safe  and  free 
travel.  No  interference  will  be  allowed 
with  any  railway.  until  such  time  as  other 
and  proper  provision  for  the  operation  of 
such  railway  has  been  made  under  the 
direction  of  the  Chief  Epgineer. 

The  Chief -Engineer  may  require  the  con- 
tractor to  grade  a roadbed  at  or  near  the 
site  qt  any  existing  roadway,  street  or  rail- 
way that  crosses  the  line  of  the -main  chan- 
nel, with  material  from  the  main  channel, 
provided,  the  width  shall  not  exceed.  80 
feet,  and  the  height  28  feet  above  datum, 
and  that  said  grading  shall  not  extend  over 
500  feet  from' the  center  line, of  the  main 
channel  measured  along  said  roadbed. 
If  the  Chief  Engineer  shall  require  the  con-  ‘ 
tractor  to  grade  any  additional  roadbed  for 
any  purpose,  it  shall  be  paid  for  as  provided 
under  the  head  of  extra  work , 

12.  Bridges  and  Struclm/rcs— The  Sani-  - 
tary  District  reserves  the  right  througtritg 
agents  or  contractors  to  enter  upon  the  said 
main  channel  and  right  of  way  at  any  time 
and  place,  after  or  before  the  excavation 
has  been  completed,  for  the  purpose'  of 
erect  i ng  or  preparing  for  the  erection  of  any 
bridge  or  bridges,  or  the  building  of  any 
road,  railway,  or  other  structure;  provided, 
that  such  work  of  erection  or- preparation 
therefor  shall  not  unreasonably  or  urn' 
necessarily  interfere  with  the  contractor  in 
carrying  out  the  provisions  of  this  contract. 

To  this  end  the  cofatractor  shall  make  or 
permit  to  be  made  at  the  expense  of  the 
Sanitary  District  such  changes  in  his  plant 
•as,  in  the  oninion  of  the  Chief  Engineer, 
may  be  necessary.  Said  contractor  shall 
also,  at  the  option  of  the  District,  and  under 
the  direction  of  the  Chief  Engineer,  make 
any  necessary  excavation  in  or  adjacent  to 
the  main  channel,  and  do  any  necessary 
grading  that  may  be  required  for  the  build- 
ing of  any  structure,  the  same  to  be  paid 
for  as  provided  under  the  head  of  extra 
work. 

18.  Explosives— The  contractor  is  to 


furnish  all  explosive  compounds  for  blast- 
ing the  material  provided  to  be  excavated 
under  this  contract;  and,  whereas,  the 
storing,  handling  and  use  of  explosive 
material  requires  the  utmost  cafe  and 
discrimination,  it  is  therefore,  under- 
stood and  agreed  that  the  Said  con- 
tractor shall  arrange  for  the  storage  of 
all  explosive  materials  at  a distance  not 
less  than  600  feet  from  the  work,  or  from 
any  other  magazine,  or  from  any  dwelling 
occupied  for  a habitation,  and  that  not  more 
than  5.000  pounds  shall  be  kept  in  one  place. 
It  is  further  understood  and  agreed  that 
said  explosive  material  shall  in  no  case  be 
brought  onto  the  work  except  when  needed 
for  the  purpose  of  charging  the  blast  holes, 
and  then  only  in  such  quantity  as  is  needed 
for  the  particular  work  in  hand,  and  that 
none  but  skilled  and  careful  men  shall  be 
i employed  in  the  handling  or  use  of  said  ex- 
plosives, and  that  no  liquid  explosive  shall 
be  used . 

It  is  further  understood  a’nd  agreed  that 
the  ground  surrounding  all  magaziaes  shall 
be  kept  free  of  vegetable  or  combustible 
material  for  a radius  of  one  hundred  feet, 
and  that  their  walls  shall  be  made  bullet 
proof,  to  a height  of  one  .foot  above  the 
contained  explosives,  and'  that  in  no  case 
shall  they  be  made  of  brick  or  stone.  It  ia 
also  understood  and  agreed  that  such-  sig- 
nals of  danger,  as  may  be  directed  by  the 
engineer  shall  be  given  or  displayed  before 
the  firing  of  any  blast,  and  that  the  said 
contractor  shall  conform  his  acts  to  and 
obey  all  rules  and  regulations  relative  to 
the  handling  of  explosives -and  the  firing- 
of  blasts,  for  the  protection  of  life  of  prop- 
erty, which  may  be  made  by  the  Chief 
Engineer  from  time  to  time. 

14.  Measurement—  Measurement  for  ail 
excavated  material  will  be  made  in  exca- 
vation by  the  cubic  yard  of  twenty-sey;en 
cubic  feet,  based  umon  the  survey  and  cross- 
section  notes  of  the  engineer. 

The  prices  given  herewith  are  to  include 
all  work  herein  specified,  as  clearing  and 
grubbing,  levees  for  protection,  pumping, 
roadways  for  working,  and  generally  all 
work  and  material  found  necessary  in  pros- 
ecuting this  contract. 

16.  Extra  Work—AU  claims  for  extra 
labor,  or  material  furnished  by  the  con- 
tractor, or  for  damages  from  anj  cause 
whatever,  must  be  reported  to  the  Chief 
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Engineer  at  the  time  such,  labor  or  material 
are  futnished  or  such  damages  occur,  and 
they  must  also  be  presented  to  him  in  writ- 
ing at  the  end  of  the  month;  provided  that 
nothing  shall  be  paid  for  as  extra  work  that 
can  be  classified  under  any  of  the  heads 
upon  which  price  is  fixed  by  this  contract. 

Whenever  work  is  required  to  be  done 
which  is  not  now  contemplated  or  covered 
by  the  price  hereinafter  given,  the  Chief 
Engineer  shall  fix  such  prices  for  the  work 
as  he  shall  consider  just  and  equitable,  and 
the  contractor  shall  abide  by  such  prices; 
provided  he  enters  upon  such  work  with 
full  knowledge  of  the  prices  :jo  fixed  by  the 
Chief  Engineer,  but  if  the . contractor  de- 
clines executing  said  work  at  the  prices 
fixed  by  the  Chief  Engineer,  then  the  Sani- 
tary District  may  enter  into  contract  with 
any  person  or  persons  for  its  execution,  the 
same  as  if  this  contract  had  never  existed; 
and  if  extra  work,  or  work  not  provided 
for  in  this  contract  .is  performed  by 
the  contractor  before  prices  have  been 
fixed  for  such  work,  then  the  Chief  En- 
gineer shall  estimate  the  same . at  such 
prices  as  he  shall  deem  just  and  reason- 
able, and  his  decision  shall  be  findl,  and 
the  said  contractor  shall  accept  of  said 
prices  in  full  satisfaction  of  all  demands 
against  the  Sanitary  District  for  said  extra 
work;  provided,  that  if  the  extra  work  done 
under  this  contract  is  of  such  a nature, 
being  distinct  from  other  worjr  being  done 
by  said  contractor,  that  the  actual  cost  of 
the  same  can  be  determined,  then  the  said 
contractor  shall  receive,  and  the  Sanitary 
District  shall  pay,  in  full  satisfaction  for 
the  same,  the  actual  cost  of  the  work  with 
10  per  cent,  added.  Provided  further,  that 
nothing  shall  be  deemed  extra  work  which 
can  be  measured  or  estimated  under  the 
provisions  of  this  contract. 

10.  Responsibility  of  Contractor— All 
the  work  provided  for  in  this  contract  is  to 
be  done  under  the  direction  and  supervision 
of  the  Chief  Engineer  and  his  properly 
authorized  agents.  He  is  to  be  guided  by 
the  lines,  stakes,  marks  and  grades  given 
by  them,  and  is  to  carefully  preserve  the 
same  as  far  as  possible  duriug;the  progress 
of  the  work,  and  is  to  furnish  all  needed 
facilities,  without  charge  therefor,  to  en- 
able the  Chief  Engineer  to  properly  give 
lines  and  grades  and  to  measure  the  work 
from  time  to  time. 

All  work  will  be  subject  to  inspection  by 


the  said  Chief  Engineer  and  his  said  agents, 
and  if  not  in  accordance  with  the  require- 
ments of  this  contract,  it  is  to  be  made 
good  by  the  contractor. 

The  contractor  will  be  responsible  for 
the  entire  work  until  completed  and  ac- 
cepted by  the  Sanitary  District.  The  con- 
tractor will  be  required  to  give  his  personal 
attention  to  the  fulfillment  of  this  contract 
and  to  the  execution  of  the  work.  He  is  to 
keep  the  same  under  his  control,  and  will 
not  be  allowed  to  sub-let  all  or  any  part  of 
it,  it  being  distinctly  understood  and  agreed 
that  the  sub  letting  of  the  work  covered  by 
this  contract,  or  any  part  thereof,  shall 
work  a forfeiture  of  the  contract  at  the 
option  of  the  Sanitary  District. 

The  contractor  will  not  be  allowed  to  as- 
sign, by  power  of  attorney  or  otherwise, 
any  portion  of  the  moneys  that  may  be- 
come due  through  the  workings  of  this  con- 
tract. in  case  there  is  a substantial  failure 
on  the  part  of  the  contractor  to  comply  with 
the  provisions  of  this  contract  as  to  pro- 
gress and  character  of  the  work,  the  p^rty 
of  the  first  part  may  declare  this  contract 
forfeited,  and  in  such  case  the  reserve  of 
12%  per  cent,  hereinafter  provided  for  shall 
be  forever  retained  by  the  said  party  of  the 
first  part  as  liquidated  damages  for  such 
failure  of  second  party  to  so  prosecute  or 
complete  said  work. 

17.  Changes  in  Plan— In  addition  to  the 
reservations  hereinbefore  made,  the  Sani- 
tary District  reserves  the  right  to  make 
alterations  in  the  line,  grade,  plan,  form, 
dimensious,  or  material  of  the  work  herein 
provided  for;  either  before  or  after  the  be- 
ginning of  the  construction;  provided  that 
if  alterations  are  made  the  general  charac- 
ter of  the  work  as  a whole  is  not  thereby 
changed.  If  such  alterations  diminish  the 
quantity  of  work  to  be  done  they  shall  not 
constitute  a claim  for  damages,  or  for  antici- 
pated profits  on  the  work  that  may  be  dis- 
pensed with;  if  they  increase  the  amoun- 
of  work,  such  increase  shall  be  paid  for  act 
cording  to  the  quantity  of  work  actually 
done,  and  at  prices  and  rates  established 
for  such  work  under  this  contract.  Notice 
of  any  change  of  plan  must  be  given  the 
contractor  in  writing.  And  it  is  expressly 
agreed  that  no  alterations,  or  additions,  or 
extra  work  are  to  be  paid  for  unless  di- 
rected in  writing. 

18.  Tools— The  contractor  is  to  furnish 
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all  the  tools  of  every  kind  and  description, 
including  pumps,  cars  and  track,  necessary 
to  the  full  and  complete  carrying  out  of 
this  contract,  and  on  completion  of  the 
work  is  to  remove  all  tools,  buildings  and 
material  of  all  kinds  from  the  right  of  way 
of  the  main  drainage  channel. 

19.  Precautions— Whatever  precautions 
may  be  necessary  to  render  any  portibn  of 
the  work  more  secure  in  any  respect,  or  to 
decrease  the  liability  of  accident  from  any 
cause,  or  to  avoid  contingencies  which  are 
liable  to  delay  the  completion  of  the  work, 
shall  be  taken  by  the  contractor. 

20.  Workmen— The  contractor  shall  em- 
ploy competent  foremen  and  laborers,  and 
shall  discharge,  at  the  request  of  the  Chief 
Engineer,  any  incompetent  or  unfaithful 
men  in  his  employ.  None  but  men  expert 
in  their  respective  branches  of  work  shall 
be  employed  where  Special  skill  is  required. 

And  further,  the  contractor  shall  provide 
and  employ,  upon  the  order  of  the  Chief 
Engineer,  men,  teams,  tools  and  machinery 
suited  to  the  work  in  such  number  and 
quantity  as  may,  in  the  judgment  of  the 
said  Chief  Engineer,  be  necessary  for  carry- 
ing on  and  completing  the  works  in  con- 
formity with  the  time  limit  stated  by  this 
contract.  And  further,  it  is  understood 
and  agreed  that  the  Chief  Engineer  may 
order  the  prosecution  of  any  particular  por- 
tion of  this  work  which  in  his  judgment 
needs  special  expedition,  and  it  shall  be  so 
done  as  directed  by  him. 

E-> 

Damages— If  any  damages  shall  be  done 
by  the  contractor,  or  by  any  person  or  per- 
sons in  his  employ,  to  the  owner  or  occu- 
pants of  lands,  or  to  any  property  adjoin- 
ing, or  in  the  vicinity  of  the  work  herein 
contracted  to  be  done,  or  to  a neighboring 
contractor,  for  which  the  contractor  herein 
is  legally  liable,  the  engineer  shall  have 
the  right  to  estimate  the  amount  of  said 
damage  and  to  cause  the  Sanitary  District 
to  pay  the  same  to  the  said  owner  or  occu- 
pant, and  the  amount  so  paid  for  such  dam- 
age shall  be  deducted  from  the  money  due 
said  contractor  under  this  contract. 

Said  contractor  covenants  and  agrees  to 
pay  all  damages  for  any  personal  injury 
sustained  by  any  person,  growing  out  of 
any  act  or  doing  of  himself  or  his  em- 
ployes, that  is  in  the  nature  of  a legal  lia- 
bility, and  he  hereby  agrees  to  indemnify 
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and  to  save  the  Sanitary  District  harmless 
against  all  suits  or  actions  of  every  name 
and  description  brought  against  the  said 
Sanitary  District  for  or  on  account  of 
any  injuries  or  damages  received  or 
sustained  by  any  person  or  persons  by  or 
from  said  contractor,  his  servants,  agents 
or  employes,  in  the  execution  of  said  work;- 
or  by  or  in  consequence  of  any  failure  or 
negligence  in  guarding  or  protecting  the 
same;  or  by  or  on  account  of  any  act  or 
omission  of  said  contractor,  his  agents  or 
employes;  and  the  said  contractor  further 
agrees  that  so  much  of  the  money  due  to 
him,  under  and  by  virtue  of  this  contract, 
as  shall  be  considered  necessary  by  the 
Board  of  Trustees  of  the  Sanitary  District, 
may  be  retained  by  the  said  Sanitary  Dis- 
trict until  such  suits  or  claims  for  damages, 
as  aforesaid,  shall  have  been  settled,  and 
evidence  to  that  effect  furnished  to  the  saU 
isfaction  of  the  said  Board  of  Trustees. 

F— 

Sanitary  District  Law— The  said  con- 
tractor hereby  agrees  to  carry  on  all  the 
work  provided  for  in  this  contract,  in  strict 
conformity  to  the  requirements  of  the  law 
under  which  the  Sanitary  District  of  Chi- 
cago is  organized,  entitled  “An  act  to 
create  Sanitary  Districts  and  to  remove  ob- 
structions from  the  Desplaines  and  Illinois 
Rivers.”  Approved  May  29,  1889.  in  force 
July  1,  1889,  which  provides  in  Section  11, 
among  othei>  things,  that  “No  person  shall 
be  employed  on  said  work  unless  he  be  a 
citizen  of  the  United  States  or.  has  in  good 
faith  declared  his  intentions  to  become  such 
citizen,  In  all  cases  where  an  alien  after 
making  his  declaration  of  intention  to  be- 
come a citizen  of  the  United  States  shall, 
for  the  space  of  three  months  after  he  could 
lawfully  do  so,  fail  to  take  out  his  final 
papers  and  complete  his  citizenship,  such 
failure  shall  be  ptima  facie  evidence  that 
his  declaration  of  intentions  was  not  made 
in  good  faith;  and  that  eight  hours  shall 
constitute  a day’s  work.” 

a— 

Time— The  contractor  agrees  to  begin 
work  within  15  days  after  notice  from  the 
Chief  Engineer  to  so  begin.  He  agrees  to 
carry  it  on  at  such  points,  and  in  such 
order  of  procedure,  as  the  Chief  Engineer 
may  direct. 

All  the  work  provided  to  be  done  under 
this  contract  shall  be  completed  and  ready 
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for  inspection  on  or  before  tlie  31st  day  of 
May,  of  the  year  1896. 

The  work  done  each  month  shall  not  be 
less  than  such  proportion  of  the  whole 
work  as  one  month  bears  to  the  total  num- 
ber of  months  agreed  upon  for  the  comple- 
of  said  work,  provided  that  the  first 
four  (4)  months  after  notice  to  begin 
shall  be  considered  as  one  month',  and 
-the  last  two  months  before  date  ol 
completion,  as  one  month,  and,  provided 
further,  that  this  rate  shall  not  be  required 
if  at  any  time  the  aggregate  work  done 
exceeds  the  total  proportion  due  to  the  time 
that  has  passed  since  notice  tor  begin  work; 
and  always  provided  that  the  Sanitary  Dis- 
trict shall  not  be  obligated  t.6  make  pay- 
ment in  excess  of  the  above  monthly  pro- 
portion. 

H- 

Price.— in  consideration  of  the  said  work: 
being  carried  on  and  completed  in  time  and 
manner  as  hereinbefore  specified  the-  said 
party  of  the  first  part  agrees  to  pay  to  the 
said  party  of  the  second  part,  and  the  said 
party  of  the  second  part  agrees  to  receive 
and  accept  as  full  compensation  therefor, 
including  the  furnishing  by  him  of  all  nec- 
essary material,  tools,  labor,  machinery 
and  appliances. 

For  each  cubic  yard  ot  '‘Excavation”  the 
sum  of dollars 


Time  and  Manner  of  Payment.— It  is 
agreed  by  the  party  Qf  the  first  part,  that 
on  or  befbre  the  10th  and  25th  days  of  each 
month,  during  the  progress  of  the  work, 
and  subject  to  the  provisions  hereinbefore 
specified  under  the  head  of  “Time,”  pay- 
ment will  be  made  to  the  said  party  of  the 
second  part  to  the  amount  of  87>£  per  cent, 
of  the  contract  price,  of  the  approximate 
amount  of  work  done  during  the  previous 
half  month,  upon  written  certificates jftom 
the  engineer  that  such  approximate  aiMlint 
of  work  has  been  done  during  that  period, 
1 VA  per  cent  being  reserved  until  the  com- 
pletion and  acceptance  of  the  whole  work. 

J— 

Grading  of  Prices—  Since  the  nature  of 
tlie  material  to  be  excavated  under  the  pro- 
visions of  this  contract  is  such  that  the  por- 
tion lying  nearest  the  surface  can  be  more 


cheaply  excavated  than  that  lying  near  the 
bottom,  it  is  hereby  agreed  by  the  said 
party  of  the  second  part  that  if  his  manner 
of  conducting  the  work  is  such  that  at  the 
time  of  making  any  progress  estimate  a 
m arkedly  greater  proportion  of  the  top  ma- 
terial has  been  excavated  than  of  the  bottom 
material,  then  the  Chief  Engineer  shall,  in 
making  such  estimate,  ascertain  what 
amount  that  has  been  excavated  up  to  that 
time  ot  any  particular  class  of  material  lies 
above.and  what  below, a horizontal  plane  di- 
viding the  mass  pf  said  class  of  material  into 
equal  parts;  and  if  the  upper  portion  ex- 
ceeds the  lower, -then  the  total  amount  of 
material  found  to  have  been  excayated  pre- 
vious to  the  time  of  making  the  estimate 
shall  be  reduced  by  10  per  cent,  of  said  ex- 
cess, and  estimates  or  certificates  issued  on 
the  remainder,  with  the  percentage  deduc- 
tions provided  for  in  the  preceding  Sec- 
tion I. 

K- 

CerVJicate— On  all  work  provided  for  in 
this  contract  being  completed  in  accord- 
ance with  the -contract  and  to  the  full 
satisfaction  of  the  Chief  Engineer,  and  on 
its  being  inspected  by  him  and  a certificate 
- made  by  him  setting  forth  the  amount  of 
said  work,  and  that  the  said  work  has  been 
completed,  the  said  party  of  the  first  part 
agrees  to  pay  to  the  said  party  of  the  Sec- 
ond part  the  amount  shown  to  be  due  to 
said  second  party  by  the  said  certificate  of 
the  said  Chief  Engineer,  including  the 
12)^  per  cent.  reserve. 

L 

Fadlaire  to * Complete—  It  is  further  agreed 
by  the  said  party  of  the  second  part  that  if 
the  work  to  be  done  unde?  this  contract 
shall  be  abandoned,  or  if  it  shall  be  assigned 
by  him,  or  if  he  loses  control  of  the  work 
from  any  cause,  excepting  acts  of  God  and 
the  public  enemy,  or  if  the  rate  of  progress 
is  not  such  as  to  insure  its  completion  with- 
in the  time  specified,  or,  if  at  any  time  the 
Chief  Engineer  shall  be  of  the  opinion,  and 
shall  so  certify  in  writing  to  the  said  party 
of  the  first  part,  that  «aid  work,  or  any  part 
thereof,  is  unnecessarily  and  unreasonably 
delayed,  or  that  the  contractor  is  willfully 
and  persistently  violating  any  of  the  con- 
ditions or  covenants  ot  thi§  contract,  or  is 
not  executing  said  contract  in  good  faith, 
the  said  party  of  the  first  part  shall  have 
the  power  to  notify  said  contractor  to  dis- 
continue all  work,  or  any  part  thereof,  as 
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may  be  designated  by  said  party  of  the 
first  part,  and  the  said  party  of  the  first 
part  shall  thereupon  have  the  power  either 
to  complete  said  work  by  contract  or  to 
employ  such  men  and  teams,  and  to  obtain, 
Sficli  fnachin-ery,  implements  and  tools,  and 
to  purchase  such  material  as  the 

said  Chief  Engineer  may  deem  nec- 
essary to  complete  the  work  here- 
in described,  or  any  part  thereof; 
and  in  so  doing:  said  .Chief  Engineer  may, 
use  such  tools,  implements  and  materials  as 
may  be  found  upon  the  line  of  said  work.. 
The  cost  of  doing  such  work  shall  be 
charged"  to  the  said  contractor,  and  any 
moneys  that  may  then  be  due  or  may  at 
any  time  thereafter  become  due  to  said  con- 
tractor under  and  by  virtue  of  this  contract, 
shall  be  applied  by  first  party  to  the  pay- 
ment of  sucli . oost  so  far  as  same  shall 
suffice  therefor,  and  the  . remainder  of  the 
oost  of  so  completing  said  work,  if  any, 
shall  be  paid  by  said  contractor  to  first 
party.,  on  demand. 

M—  , 

Payment  of  Laborers— ^aid  contractor 
shall  pay  the  laborers  employed  by  him' 
promptly  at  regular  intervals,  and  at , least 
twice  each  mouth,  and  shall  not  pay  said 
laborers  in  scrip,  checks  or  other  evidences 
of  indebtedness,  nor  jn  any  manner  ottjer 
than  with  lawful  currency,  of  the  United 
States. 

And  if  at  any  time  during  the  progress 
of  said  work  the  said  contractor  shall  fail 
or  neglect  to  pay  for  labor  performed,  and 
in  manner  aforesaid,  or  for  material  fur- 
nished upon  said  work,  then  the  party  of 
the  first  part  shall  have  power  to  pay  foj 
[such  labor  dr  such  material  out  of  any 
money  or  moneys  that  may  be  due  to  said 
contractor,  and  said  amount  so  paid  shall 
be  retained  out  of  any  money  due  or  to  be- 
come due  to. said  contractor. 

In  any  such  case  the  party  of  the  first 
part  is  hereby  authorized  and  empowered 
by  the  said  party  of  the  second  part  to 
ascertain  the  amount  or  amounts  due  or 
owing  from  said  contractor  to  any  laborer 
or  laborers  or  to  any  person  for  material 
furnished,  in  such  manner  and  upon  such 
proof  as  it  may  deem  sufficient,  and  with- 
out giving  any  notice  of  such  proceedings 
to  said  contractor,  and  the  amount  or 
amounts  so  found  by  the  said  party  of  the 
first  part  to  be  due  and  owing  to  said 
laborer,  or  laborers,  or  to  said  material  men 
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shall  be  final  and  conclusive  as  agaidst, 
said  contractor,  and  may  thereafter  be  paid 
over  b^  the  said  first  party  to  such  laborer, 
laborers  or'material  men. 

N— 

Final  Payment  — The  said  'party  of 
the  second  part  further  agrees  that  he  shall 
not  be  entitled  to  demand  or  receive  final 
payment  for  any  portion  of  the  aforesaid 
work  or  materials  except  in  the  manner  set 
forth  in  tb'is  agreement,  nor  until  each  and 
all  of  the  stipulations  hereinbefore  men- 
tioned are  complied  with,  and  the  said 
Chief  Engineer  shall  have  given  his  certifi- 
cate to  that  effect;  whereupon  the  said 
party  of  the  first  part  will,  at  the  expira- 
tion of  thirty  (30)  days  after  such  comple- 
tion and  delivery  of  such  certificate,  pay, 
and  it  hereby  binds  itself  tr>  pay  the  said 
party  of  the  second  part,  in  cash,  the 
whole  amount  of  money,  accruing  to  said 
second  party  under  this- contract,  excepting 
such  suhi  or  sums  of  money  as  may  be 
lawfully  retained  under  any  of  the  provis- 
ions of  this  contract  hereinbefore  set  forth. 
Provided,  that  nothing  herein  contained 
shall  be  construed  to  affect  the1  right  hereby- 
reserved  of  the  said  party  of  the  first  part 
to  reject  the  whole  or  any  portion  of  the 
aforesaid  work  should  the  said  certificate 
be  found  to  be  inconsistent  with  the  terms 
of  this  agreement  or  otherwise  improperly 
given. 

O- 

Healtk  . Regulation*— Said  party  of  the 
second  pare  agrees  to  introduce  and  enforce 
among ....  employes,  such  regula- 

tions in  regard  to  cleanliness,  the  care  of 
dwellings  and  premises  and  the  disposition 
of  garbage  and  offal,  as  shall  conduce  to 
their  health  and  tend  to  prevent  the  incep- 
tion and  spread  of  contagious*  and  infec- 
tious diseases  among  them,  to  make  pro- 
vision for  an  ample  supply  of  suitable 
drinking  water,  and  to  take  such  maans  as 
shall  effectually  prevent  the  creation  of  a 
nuisance  on  any  part  of  the  right  of  way 
of  said  Sanitary  District,  or  adjacent 
thereto. 

In  Witness  Whereof,  on  the  day  and 
year  first  above  written,  the  said  Sanitary 
District  of  Chicago  has  caused  this  agree- 
ment to  be  signed  by  its  President  and 
attested  by  its  Clerk,  and  its  corporate  seal 
to  be  hereto  affixed,  and  the.  said  party  of 
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the  second  part . has  hereunto  set 

hand. . . and  seal. . . 

The  Sawitary  District  of  Chicago, 
[seal.] 

By 

President. 


Attest: 


Clerk . 

[seal.] 

[seal.] 

[seal.] 

[seal.]  ” 


The  following  is  the  form  of 

•‘CONTRACTOR’S  BOND. 

Know  all  men  by  these  presents , That 

we, 


of... 

are  held  and  firmly  bound  unto  the  Sanitary 
District  of  Chicago,  in  the  penal  sum  of  — 


dollars,  lawful  money  of  the  United  States, 
for  the  payment  of  which  sum  of  money 
well  and  truly  to  be  made,  we  bind  our- 
selves, our  heirs,  executors  and  administra- 
tors, jointly  and  severally,  firmly  by  these 
presents. 

Sealed  with  our  seals  and  dated  this. .... 

day  of 

A.  D.  189.., 

The  condition  of  the  above  obligation  is 
suoh , that  whereas,  the  above bounden. . . . 


ha entered  into  a certain  contract  with 

the  Sanitary  District  of  Chicago,  bearing 

date  the day  of 

A.  D.  189. .,  for  ex- 

, cavating -Section of  the  Main 

Drainage  Channel  of  the  Sanitary  District 
of  Chicago,  and  building  certain  collateral 
works  in  connection  therewith  between  the 
east  line  of  Range  No.  12,  east  of  the  Third 
Principal  Meridian  and  Corwith,  Illinois, 
as  set  forth  in  said  contract 


Now , if  the  saia 


shall  in  all  respects,  well  and  truly  keep 

and  perform  the  said  contract,  on 

part,  in  accordance  with  the  terms  thereof, 
and  the  plans  and  specifications  therein 
contained  and  referred  to,  and  in  the  time 
and  manner  therein  prescribed,  and  fur- 
ther shall  indemnify,  keep  and  save  harm- 
less the  Sanitary  District  of  Chicago  against 
all  liabilities,  judgments,  costs,  damages 
and  expenses,  which  may  in  anywise  come 
against  said  Sanitary  District,  in  conse- 
quence of  the  granting  of  such  contract,  or 
which  may  in  any  wise  result  from  the  care- 
lessness or  neglect  of  said 

agents,  employes  or  workmen  in  any  re- 
spect whatever,  or  which  may  result  on  ac- 
count of  any  infringement  of  any  patent  by 
reason  of  the  materials,  machinery,  device 
or  apparatus  used  in  the  performance,  of 
said  contract,  and  moreover,  shall  pay  to 
said  Sanitary  District  any  sum  or  sums  of 
money  determined  by  the  Chief  Engineer 
to  be  due  said  Sanitary  District,  by  reason 
of  any  failure  or  neglect  In  the  performance 
of  the  requirements  of  said  cdntract,  and 
shall  pay  all  claims  and  demands  whatso- 
ever, which  may  accrue  to  each  and  every' 
person,  who  shall  be  employed  by 


in  or  about  the  peformapce  of  said  contract' 
then  this  obligation  to  be  null  and  void, 
otherwise  to  remain  in  full  force  and  effect. 

And'it  is  hereby  expressly  understood 
and  agreed , and  made  a condition  hereof,' 
that  any  judgment  rendered  against  said 
Sanitary  District  of  Chicago,  as  aforesaid, 
in  any  suit  for  damages  occasioned  by  the 
carelessness  or  neglect  of  said 


or agents,  employes  or  workmen,  in 

the  premises,  when  notice  of  the  pendency 
of  such  suit  shall  have  been  given  said 


shall  be  conclusive  against  each  and  all  par- 
ties to  this  obligation,  as  to  amount,  liabil- 
ity, and  all  other  things  pertaining  thereto. 

[seal.] 

[seal.] 

[seal] 

. . . [SEAL.] 

Approved 189. . 
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The  following  is  the  form  of 
PROPOSAL : 

“ To  the’Board  of  Trustees  of  the  Sanitary 

District  of  Chicago : 

Gentlemen.— The  undersigned  hereby 

certify  that have  examined  the  plans 

on  file  in  the  office  of  the  Chief  Engineer  of 
the  Sanitary  District  of.  Chicago,  the  an- 
nexed specifications  and  forms  ol  contract 
for  the  excavation  of  Sections  G,  H,  I,  K, 
L and  M,  a portion  of.  the  main  drainage 
channel  of  Said  Sanitary  District  as  therein 
described,  and  propose  to  do  all  the  work 
and  to  furnish  all  material,  tools,  explos- 
ives, labor  and  all  appliances  and  appur- 
tenances necessary  to  the  full  completion 
of  the  same,  at  the  rates  and  prices  for  the 
several  sections  of  said  work,  as  follows, 
to-wit : 

Contractor  is  to  furnish  and  operate 
pumping  plant  and  to  provide  all  other  ap- 
pliances for  doing  the  work,  and  to  dispose 
of  all  material  in  spoil  banks  as  shown  on 
the  plans  and  as  provided  in  the  specifica- 
tions. 


Number  of 

SECTION. 

EXCAVATION. 

Price  per  cubic  yard. 

CENTS. 

G 

H 

1 

K 

L...  

M 

The  above  proposals  are  based  upon  the 
conditions  and  stipulations  made  in  the  ad- 
vertisements inviting  proposals  for  said 
work,  and  in  accordance  with  the  contract, 
specifications  and  plans  fpr  the  same  on 
file  in  the  office  of  the  Chief  Engineer  of 
the  said  Sanitary  District,  and  should  the 
said  Board  of  Trustees  award  any  of  said 
sections  of  said  work  to  the  undersigned, 
then  we  agree  to  enter  into  contract  for  the 
game  and  to  do  the  work  as  specified. 

In  accordance  with  the  requirements  of 


said  advertisement  there  is  deposited  here- 
with the  sum  ol dollars,  which, 

nnder  the  terms  of  the  advertisement,  en- 
title us  to  bid  on sections  of  said 

work,  the  same  to  be  refunded  to  us  upon 
the  faithful  performance  of  all  the  condi- 
tions stipulated  in  the  said  advertisement 
for  proposals. 

1 1 is  further  agreed  that  should  the  with- 
in proposal  for  excavating  certain  sections 
of  said  main  drainage  channel  be  awarded 
to  us,  and  we  should  fail  or  neglect  to  enter 
into  contract  with  the  said  Sanitary  Dis- 
trict in  the  time  and  in  the  manner  required 
by  the  said  advertisement  for  proposals, 
and  to  furnish  bonds  as  therein  required  to 
the  satisfaction  of  the  said  Board  of  Trus- 
tees, then  the  said  sum  of dollars, 

deposited  herewith,  shall  become  forfeited 
to  the  Sanitary  District  as  liquidated 
damages. 

Name . 

Address 

Name 

Address 

Name 

Address 

Name 

Address 

Note— Companies  or  firms  bidding  must 
give  the  individual  names  and  addresses  of 
the  persons  comprising  such  firms. 


Received  from  the  Sanitary  District  of 
Chicago  the  sum  deposited  with  the  above 
proposal,  the  same  being dollars 


Chicago....... 189..” 


approximate  quantities  of  work. 


Sections. 

Excavation 
Cu.  Yds. 

G 

1.330.000 

1.100.000 

1.136.000 
1*157,000 

1.092.000 
719,000 

H 

I 

K 

L 

M 

Totals 

6,534,000 

CANCELLATION  OF  SUPPLEMENTAL  BO^D 
OF  TREASURER. 

The  Clerk  presented  a report  from  the 
'Treasurer,  requesting  the,  cancellation  of 
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his  last  supplemental  bond,  in  view  of 
the  fact  that  the  District  funds  were  at 
present  reduced  to  below  $2,000,000;  and 
the  report  was  read. 

Mr,  Eckhart,  seconded  by  Mr.  Bolden- 
weck,  moved  that  the  report  be  ordered 
printed  and  referred  to  the  Committee 
on  Finance,  with  directions  to  report 
back  at  the  next  meeting. 

The  motion  prevailed  unanimously  and 
it,  was  so  ordered. 

The  following  is 

THE  REPORT: 

“Chicago/ Sept.  23,  1893. 

To  the  Honorable 'the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— Since  the  funds  of  the 
District  have  now  been  depleted  to  less 
than  two  millions  of  dollars,  may  I ask 
that  yoiii  will  cancel  and  return  to  me 
the  last  supplemental  bond  for  one  mil- 
lion dollars  which  I gave  you,  and  oblige, 

Yours  truly, 

(Signed)  Melville  E.  Stone, 

Treasurer , Sanitary  District  of  Chicago,” 

insurance  of  district  employes 

AGAINST  PERSONAL  INJURY: 

Mr.  Eckhart,  Chairman,  presented  a 
joint  report  from  the  Committee  on  Fi- 
nance. the  Clerk  and.  Attorney,  with  ref- 
erence to  the  matter  of  securing  the 
District  against  claims  for  personal  in- 
jury of  employes  on  the  river  diversion 
work  now  under  special  contract,  and 
recommending  that  the  Clerk  be  author- 
ized and  directed  to  pay  for  said  insur- 
ance, as  provided  in  the  report;  (said 
report  being  made  in  response  to  an  order 
passed  at  the  meeting  held  September  13, 
1893,  (page  1456  of  the  Proceedings);  and 
the  report  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  adopted, 
ordered  printed  and  placed  on  file,  the 
recommendations  made  therein  concur- 
red in,  and  the  Clerk  authorized  and 
directed  to  pay  for  said  insurance  as  pro- 
vided in  the  report. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Cooley,  Eckhart, 
Gilmore,  Kelly  and  Wenter — six  (6). 
Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 


file,  the  recommendations  made  therein 
concurred  in,  and  the  Clerk  authorized, 
and  directed  to  pay  for  said  insurance,* 
as  provided  in  the  report. 

The  following  is 

THE  REPORT: 

“Chicago,  Sept.  27,  1893. 

To  the  Honorable  the  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago : 

Gentlemen— The  Committee  on  Fi- 
nance to  whom,  together  with  the  Clerk 
and  Attorney,  your  Honorable  Body,  at 
its  meeting  of  September  13,  1893,  re- 
ferred with  power  to  act,  the  matter  of 
securing  insurance  for  this  District 
against  claims  for  personal  injuries 
which  might  be  made  by  employes  en- 
gaged upon  the  excavation  of  the  river 
diversion  under  recent  contracts,  after 
considering  th,e  propositions  of  various  • 
insurance  companies,  finally  took  out  a 
policy  in  the  American  Casualty  Insur- 
ance and  Security  Company  of  Balti- 
more City,  insuring  the  Sanitary  District 
of  Chicago  to  the  amount  of  $125,000 
against  all  liability  for  damages  on  ac- 
count of  the  personal  injury  or  death  of 
its  employes,  resulting  from  any  and 
every  a^ident  happening  to  them  while 
in,  its  service.  The  term  “employes”  is 
limited  to  the  help  or  men  employed  by 
the  District  on  the  actual  construction 
work  of  its  main  drainage  channel  and 
the  necessary  adjuncts  thereto,  includ- 
ing work  on  river  diversions,  levees, 
roads,  bridges,  etc.  The  term  of  the 
policy  is  from  September  20  to  December 
20,  1893.  The  premium  paid  was  $750, 
with  the  provision  that  should  the  pay 
roll  for  the  three  months  exceed  $125,000, 
the  amount  of.  premium  shall  be  in- 
creased pro  rata,  but  should  it  falFbelpw 
$125,000,  then  a proportionate  rebate  will 
be  allowed  the  District. 

We  recommend  that  the  Clerk  be  au- 
thorized and  directed  to  pay,  on  his  own 
voucher,  said  premium  of  $750,  and 
charge  same  to  general  account  as  paid 
on  premium  for  insurance  against  claims 
by  employes  for  personal  injuries. 

Respectfully  submitted, 

(Signed)  B.  A.  Eckhart, 

Chairman. 

Thomas  Kelly, 
Committee  on  Finance. 

Orrin  N.  Carter, 
Attorney. 

Thos.  F.  Judge, 
Clerk.” 
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RE-CONSTRUCTION  OF  DESPLAINES  RIVER 
BRIDGE  AT  WILLOW  SPRINGS. 

Mr,  Cooley,  Chairman,  presented  a re- 
port from  the  Joint  Committee  on  Engi- 
neering and  Finance,  with  reference  to 
and  accompanied  by  the  order,  with 
specifications  and  tracing,  authorizing 
and  instructing  the  Chief  Engineer  to  re- 
construct the  bridge  over  the  Desplaines 
River  at  Willow  , Springs,  presented  and 
referred  to  that  Committee  at  the  meet- 
ing held  September  20,  1893,  (page  1463 
of  the  Proceedings);  and  the  report  was 
read. 

. Mr.  Cooley,  seconded  by  Mr.  Bolden- 
weck, moved  that  the  report  be  adopted, 
ordered  printed,  and  with  enclosures 
placed  on  file,  the  recommendations 
made  therein  concurred  in,  and  the  order 
passed. 

On  roll-call  the  vote  stood:  Yeas-^- 
Messrs.  Boldenweck,  Cooley,  Eckhart, 
Gilmore,  Kelly  and  Wenter— six  (6). 
Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  with  en- 
closures placed  on  file,  the  recommenda- 
tions made  therein  concurred  in,  the 
order  passed,  and  the  Chief  Engineer 
authorized  and  instructed  in  accordance 
with  the  same. 

The  following  is 

the  report: 

“Chicago,  Sept.  27, 1893. 

To  the  Honorable  the'  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — In  regard  to  the  order, 
with  specifications  and  plan  for  certain 
changes  in  the  bridge  at  Willow  Springs, 
and  the  construction  of  an  additional 
span,  referred  to  the  Joint  Committee  on 
Engineering  and  Finance  at  the  meeting 
held  September  20,  1893,  (page  1463  of 
the  proceedings),  the  Committee  reports 
back  as  follows: 

The  subject  matter  has  been  con- 
sidered, and  the  Committee  recommends 
that  the  order  be  passed. 

The  order,  with  accompanying  specifi- 
cation and  plan,  are  herewith  returned. 

Very  respectfully  submitted, 

(Signed)  L.  E.  Cooley, 

Chairman . 

B.  A.  Eckhart, 

Wm.  Boldenweck, 
Thomas  Kelly, 

Joint  ‘ Committee  on  Engineering  and 

Finance .” 


fl89S. 

condition  of  work  on  delinquent 

SECTIONS. 

Mr.  Cooley,  Chairman,  presented  a 
progress  report  from  the  Joint  Commit- 
tee on  Engineering  and  Finance,  on  the 
reports  and  communications  referred  to 
that  Committee  at  various  times,  with 
reference  to  the  delinquent  sections  on 
the  main  channel  and.  river  diversion; 
and  the  report  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  adopted;  ordered 
printed  and  placed  on  file. 

The  motion  prevailed  unanimously 
and  it  was  so  ordered . 

The  following  is 

the  report: 

“Chicago,  September  27,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago : 

Gentlemen — In  regard  to  several  re- 
ports and  communications  referred  to 
the  Joint  Committee  on  Engineering  and 
Finance,  the  committee  reports  progress 
as  follows: 

All  the  delinquences  and  delays,  both 
on  the  main  channel  and  river  diversion, 
have  been  under  advisement  from  week 
to  week,  and  the  committee  has  had  re- 
peated interviews  with  the  contractors 
on  backward  work.  Particular  attention 
has  been  given  the  river  diversion,  on  ac- 
count of  the  very  great  importance  of 
completing  the  same  this  season.  This; 
work  is  now  being  so  expedited  as  to, 
make  its  completion  all  but  certain.  To 
this  end  all  remaining  details  and  collat- 
eral work  are  being  matured  by  the  En- 
gineering Department,  and  the  work  is 
being  energetically  pushed  by  the  con- 
tractors,. through  direct  employment  of 
labor  and  by  agents. 

The  committee  has  from  time  to  time 
taken  all  necessary  steps  to  push  the 
work  on  the  main  channel  where  the 
same  is  unnecessarily  and  unreasonably 
delayed.  No  agreement  has  yet  been 
made  as  to  the  final  action  that  should  be 
taken,  as  it  has  been  felt  that  every  re- 
course should  be  exhausted  before  enter- 
ing upon  an  arbitrary  course.  At  a later 
date  the  committee  will  be  prepared  to 
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recommend  a final  disposition  of  all  con- 
tracts about  which  there  may  be  any 
question  of  progress  or  completion  of 
work  on  time. 

Very  respectfully  submitted, 
(Signed)  L.  E.  Cooley, 

Chairman. 

B.  A.  Eckhart, 

: Wm.  Boldenweck, 
Thomas  Kelly, 

Joint  Committee  on  Engineering  and 

Finance.” 

EMPLOYMENT  OF  MEN  ON  SPECIAL  RIVER 
DIVERSION  WORK. 

Mr.  Kelly,  Chairman,  presented  a ver- 
bal report  from  the  Special  Committe  on 
Labor,  stating  that  a report  from  the 
Chief  Engineer  showed  that  about  2,100 
men  were  now  employed  each  day  on 
the  river  diversion  work. 

EMERGENCY  FUND  FOR  MEN  LEAVING  THE 
RIVER  DIVERSION  WORK. 

Mr.  Kelly  presented  an  order,  author- 
izing and  directing  the  Clerk  to  draw  a 
warrant,  as  emergency  fund,  in  the  sum 
of  one  thousand  ($1,000)  dollars,  in  favor 
of  the  Clerk  for  the  payment  of  employes 
and  laborers  on  the  river  diversion  and 
levees  on  Sections  1,2,  3 and  4 of  the 
main  channel,  who  are  compelled  to 
leave  the  work;  and  the  order  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Eckhart, 
moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Boldenweck,  Cooley,  Eckhart, 
Gilmore,  Kelly  and  Wenter— six  (6). 
Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Clerk  authorized  and 
directed  in  accordance  with  the  same. 

The  following  is 

the  order: 

‘ ‘ W here  as,  The  employment  of  men  by 
the  District  on  the  river  diversion  and 
levees  on  contract  Sections  one  (1),  two 
(2),  three  (3)  and  four  (4),  near  Willow 
Springs,  has  given  rise  to  some  difficulty 
in  paying  certain  of  these  men  who  have 
been  compelled  to  quit  work  on  account 
of  sickness  or  other  causes  and  who 
could  not  be  present  on  the  work  on 
regular  pay-day;  therefore,  be  it 

Ordered,  That  the  Clerk  be  instructed 
to  draw  a warrant  in  favor  of  himself 


for  the  sum  of  one  thousand  dol- 
lars ($1,000),  which  sum  shall  be 
used  by  him  to  pay  such  men  as 
in  • the  judgment  of  said  Clerk 
ought  to  be  paid  without  requiring  such 
men  to  be  present  and  receive  their 
money  on  regular  pay-day  on  the  work.” 

PHOTOGRAPHS  OF  WORK  ON  MAIN  CHAN- 
NEL. 

Mr.  Kelly  presented  an  order  authoriz- 
ing and  directing  the  Chief  Engineer  to 
have  photographs  taken  of  the  various 
Sections  of  the  Main  Channel,  as  pro- 
vided in  the  order,  and  the  order  was 
read. 

Mr.  Kelly,  seconded  by  Mr.  Eckhart, 
moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Cooley,  Eckhart, 
Gilmore,  Kelly  and  Wenter — six  (6). 
Nays— None. 

Upon  whicjL  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Chief  Engineer  author- 
ized and  directed  in  accordance  with  the 
same. 

The  following  is 

the  order: 

“ Ordered , That  the  Chief  Engineer  be 
and  he  is  hereby  authorized  and  instruct- 
ed to  have  photographs  taken  of  the 
various  sections  of  the  main  channel  and 
river  diversion  of  this  District,  now  under 
construction,  at  an  expense  of  not  to 
exceed  the  sum  of  two  hundred  ($200) 
dollars.” 


JOINT  COMMITTEE  ON  ENGINEERING  AND 

FINANCE  TO  CONSIDER  CHANGES  ON 
SECTIONS  D.,  E.  AND  F. 

Mr.  Eckhart  presented  an  order  direct- 
ing the  Joint  Committee  on  Engineering 
and  Finance  to  take  under  advisement 
and  report  on  certain  proposed  changes 
on  Sections  D. . E.  and  F.  of  the  Main 
Channel,  and  the  order  was  read. 

Mr.  Eckart.  seconded  by  Mr.  Kelly, 
moved  the  adoption  of  the  order. 

The  motion  prevailed  unanimously, 
and  it  was  so  ordered. 

The  following  is 

THE  ORDER: 

“Whereas,  certain  changes  in  Sections  j 
D,  E and  F have  been  suggested  for  the 
purpose  of  facilitating  work  and  avoid-) 
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ing  expense  in  connection  with  bridges, 
therefore  be  it 

Ordered,  That  the  Joint  Committee  on 
Engineering  ana  Finance  be  instructed 
to  take  said  changes  under  advisement 
and  report  thereon  to  the  Board  as  soon 
as  practicable.” 


ADJOURNMENT. 

On  motion  of  Mr.  Kelly,  seconded  by 
Mr.  Boldenweck,  the  Board  then  ad- 
journed. 

Thos:  F.  Judge, 

Clerk. 
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PROCEEDINGS 

OF  THE 

Board  of  Trustees, 

OF  THE  — 

Sanitary  District  of  Chicago. 


OCTOBER  4..  1893. 


OFFICIAL  RECORD. 

( Published  by  authority  of  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago.) 


REGULAR  MEETING. 

The  one  hundred  and  ninetieth 
regular  meeting  of  the  Board  of  Trus- 
tees of  the  Sanitary  District  of  Chicago 
was  held  in  their  rooms,  Rialto  Building, 
Wednesday,  October  4,  1893,  1893,  at  2 
o’clock  P.  M. 

President  Wenter  called  the  Board  to 
order. 

On  roll:call  Messrs.  Altpeter,  Bolden  - 
weck,  Cooley,  Eckhart,  Kelly  and  Wenter 
•—six  (6),  and  subsequently  Mr.  Gilmore, 
making  a total  of  seven  (7)  members, 
were  present. 

MINUTES. 

•The  minutes  of  the  regular  meeting 


held  September  27,  1893,  were  approved 
as  printed,  on  motion  of  Mr.  Kelly,  sec- 
onded by  Mr.  Bolden  week. 

* VOUCHERS. 

The  Clerk  presented  the  following  vouch- 
ers : 

PAY  ROLLS. 

Eng.  Dept.,  Chief  En- 
gineer’s roll, (Septem- 
ber, 1893) $ 3,226  66 

Eng.  Dept.,  Div.  No.  1, 

(half  month,  ending 

Sept.  30,  1893) 2,622  61 

Eng.  Dept.,  Div.  No.  1, 
tow-path, (half  month 
ending  Sept,  30,  1893)  710  50 

Eng.  Dept.,  Div.  No.  l, 
trainmen,  (half 
month,  ending  Sept. 

30,  1893) 114  00 

Eng.  Dept.,  Div.  No.  2, 

(half  month,  ending 
Sept,  30,  1893)  ...  670  *0 

Eng.  Dept.,  Div.  No.  8, 
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(half  month,  ending 

Sept.  30,  1893) $ 679  25 

Eng.  Dept.,  Div.  Mo.  4, 

(half  month,  ending 

Sept.  30,  1893) 107  50 

Eng.  Dept.,  discharged 
men’s  roll,  (Septem- 
ber, 1893) 70  37 

$ 8,201  69 

Clerical  Dept.,  Clerk’s 
roll,  (Sept.,  1893)....  $ 566  67 

Clerical  Dept.,  office 
roll, (half  month, end- 
ing Sept.  30,  1893) — 117  60 

— $ 68.4  17 

Treasury  Dept.,  Treas- 
urer’s roll,  (Sept., 

1893) 166  67 

Law  Dept.,  Attorney’s 

roll,  (Sept.,  1893) $ 1,254  17 

Law  Dept,  Joliet  roll, 

(Sept.,  1893) 333  33 

Law  Dept.,  office  roll, 

(half  month,  ending 

Sept.  30,  1893) 97  50. 

$ 1,685  00 

Police  Dept.,  Marshal’s 

roll,  (Sept.,  1893) $ 250  00 

Police  Dept,  field  roll, 

(half  month,  ending 

Sept,  30, 1898  1,861  64 

$ 1,611  64 

Genera’  Account,  Sani- 
tary Inspector’s  roll, 

(Sept.,  1893) $ 200  00 

General  Account,  Trus- 
tee's roll,  (Sept, 

1893) 2.333  33 

$ 2,533  33 


Total $ 14,882  50 

ENGINEERING  DEPARTMENT. 

Construction  Account— 

Alfred  flarlev,  (Sec.  1. 

Sprit  sn. ’QSi  $ 780  08 


Agnew  & Co.  (Sec:  6, 

Oct.  2,  ’93) 4,701  37 

Agnew  & Co.  (Sec.  6, 

Oct.  2,  ’98) 11,694  37 

Agnew  & Co.  (Sec.  7, 

Oct.  2,  ’93) 17,838  63 

Agnew  & Co.  (Sec.  8, 

Oct  2,  ’93) 10,792  03 

Agnew  & Co.  (Sec.  9, 

Oct  2,  ’93) 6,679  14 

E.  D.  Smith  & Co.  (Sec. 

10,  Oct,  2, ’93) 22,758  75 


Mason,  Hoge  & Co. 

(Sec.  11, Oct  2,  ’98)..  20,629  00 
Mason,  Hoge  & Co. 

(Sec.  12  Oct.  2, ’98)..  16,339  75 
Mason,  Hoge  & Co. 

(Sec.  13,  Oct.  2,  ’93) . . 16,286  16 
McCormick  Const.  Co. 

(Sec.  14,  Oct  2, ’93)..  4,343  50 

L D Conner  & Co. 

(Sec.-  A,  Sept.  30,  ’98)  3,083  25 
L.  D.  Conner  & Co. 

(Sec.  B,  Sept.  80,  ’98)  8,910  64 
Western  Dredging 
and  Impt  Co.  (Sec.  C, 

Oct.  2,  ’93) 12,831  21 


E.  D.  Smith  & Co.  (Sec. 

D,  Oct.  2.  ’93) $ 6,771  67 

Streeter  & Kenefick, 

(Sec.  E,  Oct.  2.  ’93)..  14,944  49 
Ricker,  Lee  & Co. 

(Sec.  F,  Oct  2,  ’93). . 12,811  64 

$191,704  68 

ENGINEERING  DEPARTMENT. 

Benezette  Williams, 

(hydraulic  test.  Secs. 

2,  8 and  4) $ 327  76 

A.  C:  Schrader,  (emer- 
gency)  50  70 

$ 378  46 

CLERICAL  DEPARTMENT. 

Trevor  Spring  Water 
Co.  (ice,  Sept.,  1893)$  8 00 

Warner’s  Towel  Sup- 
ply. (toweling) 1 50 

$ 4 50 

LAW  DEPARTMENT. 

Joseph  Donnersberger, 


(expert  services,  Sep- 

tember. 1898) $ 

300  oo: 

M.  B,  Jones,  (stenog- 

rapher)   

13  75 

Chas.  L.  Hanisont  (liv- 

ery) 

3 00 

$ 

POLICE  DEPARTMENT. 

H.  R.  Eagle  & Co.  (sta- 
tion supplies) ’. . . $ 16  52 

Mrs.  John  Sherwood, 

( rent  and  stovp) 23  00 

Wagner  Bros.,  (livery)  1100 
Chas.  G.  Sachse,  (sten- 
ographer)  5 00 

$ 55  52 

GENERAL  ACCOUNT. 

The  Railway  Review , 

(advertising  Sections 

2.  3 and  4) $ 133  28 

The  Railway  Age,  ( ad- 
vertising Sections  2, 

3 aud  41 108  00 

Engineering  N e tv  s 
Publishing  Co.  (ad- 
vertising Sections  2, 

3 and  4) 145  96 

$ 387  24 


Grand  total $207,729  65 


Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
wepk,  moved  that  the  vouchers,  as  read 
and  shown  above, . be  approved  and 
ordered  paid. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart.  Kelly  and  Wenter— six  (6). 
Nays— None. 

Upon  which  result  the  President  de- 
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dared  the  motion  carried,  and  the  vouch- 
ers, as  read  and  shown  above,  approved 
and  ordered  paid. 

REQUISITIONS. 

The  Clerk  presented  the  following 
requisitions: 

No.  872.  Engineering  Department,' 

(lumber) $220  44 

No.  404,  Law  Department,  (sta 

tionery) 55  00 

No.  914,  Police  Department, (stoves 
and  coal). 275  00 

Total. .$550  44 

Mr.  Kelly,  seconded  by  Mr.  Cooley, 
moved  that  Requisitions  No.  372,  for  the 
Engineering  Department,  No.  464,  for 
the  Law  Department,  and  No.  914,  for 
Police  Department,  as  read  and  shown 
above-,  be  allowed. 

On  ..roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart.  Kelly  and  V/enter— six  (6). 
Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  Requisi- 
tions No.  372,  for  the  Engineering  Depart- 
ment. No.  464,  for  the  Law  Department, 
and  No.  914,  for  the  Police  Department, 
as  read  and  shown  above,  allowed 

MESSAGE  OF  PRESIDENT  ON  “CHICAGO 
IjAY,.” 

The  Ptesiclent  presented  a message, 
with  reference  to  the  observance  by  the 
District,  and  by  the  contractors  ori  the 
main  channel,  of  “Chicago  Day”  at  the 
World’s  Columbian  Exposition;  and  the 
message  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Bolden- 
weck. moved  that  the  message  of  the 
President  be  adopted,  ordered  printed  and 
placed  on  file,  and  tne  recommendations 
made  therein  concurred  in. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly  and  Wenter — six  (6). 
Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  message 
of  the  President  adopted,  ordered  printed 
and  placed  on  file,  and  the  recommenda- 
tions made  therein  concurred  in. 

The  following  is 

THE  MESSAGE: 

“Chicago,  October  4,  1893. 
To  the  Honorable  the  Board  of  Trustees 
of  the  ^Sanitary' District  of  Chicago : 
Gentlemen— The  City  of  Chicago  hav- 


ing adopted  October  9th  as  its  special  day 
at  tfye  World’s  Columbian  Exposition^the 
date  so  selected  must  be  apparent  to* 
every  man  and  woman  of  this  city  as  the 
anniversary  of  that  particular  day  in 
1871,  which,  while  a great  calamity  to 
Chicago,  yet  marked  the  opening  of  a 
new  era  in  its  wonderful  progress  and 
growth. 

As  Trustees  of  the  Sanitary  District, 
we  are  greatly  interested  in  assisting  and 
helping  to  make  that  anniversary  a mem- 
orable one  in  the  history  of  the  Exposi- 
tion, and  a credit  to  the  City  of  Chicago. 
The  money  collected  to  carry  on  and  com- 
plete the  great  work  which  is  intrusted 
to  us,  comes  almost  entirely  from  the 
tax-payers  of  this  city,  who  are  Very 
deeply  interested  in  the  success  of  the 
Exposition. 

It  is,  therefore,  not  asking  too  much  if 
I mav  be  permitted  to  recommend  to 
your  Honorable  Body  that  not  only  the 
offices  of  the  District  be  closed,  and. the 
men  in  charge  of  this  great  work,  in  the 
offices  as  well  as  in  the  field,  be  given  a- 
holiday  on  that  date,  but  also  that  the 
numerous  contractors,  to  whom  money: 
of  the  District  is  promptly  paid  on  their 
estimates,  be  urged  to  relieve  their  men 
from  work  on  that  day.  and  give  them 
an  opportunity  to  attend  the  Exposition, 
now  coming  to  a glorious  close,  and  to 
otherwise  assist  them  in  the  most  liberal 
spirit,  and  secure  for  them,  if  possible, 
free  transportation  to  the  city  over  the 
two  great  railway  lines  running  parallel 
with  the  channel. 

At  the  present  time  the  Sanitary  Dis- 
trict has  in  its  employ,  directly  or  indi- 
rectly, 8,700  persons,  and  I urge  that 
every  opportunity  should  be  afforded 
them  of  attending  the  Exposition  on 
“Chicago  Day,”  and  that  your  Honorable 
Body  at  once  take  actiofi  to  bring  about 
this  desirable  end.> 

Respectfully  submitted. 

(Signed)  Frank  Wenter, 

President.” 


WEEKLY  REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report,  in  ac- 
cordance with  the  rules,  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  September 
30,  1893. 

The  same  was  read,  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 
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October  4, J 

The  following  is 

THE  REPORT: 

“Chicago.  October  4,  1893. 
Jo  -the  Honorable  the  Board  of  Trustees 
oj  the  Sanitary  District  of  Chicago: 

Gentlemen— I beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  Septem- 
ber 30,  1893,  as  the  same  have  been  re- 
ported to  me  : 

Engineering  Department.  . 103 

Engineering  Department,  Train- 
men   4 

Engineering  Department,  Time- 
keepers  9 

Engineering  Department,  Tow- 


path 

53 

—169 

Clerical  Department 

4 

Treasury  Department 

1 

Law  Department 

......  8 

Police  Department 

36 

Total  employes 

218 

Respectfully  submitted, 
(Signed)  Thos.  F.  Judge, 

Clerk” 


monthly  report  from  sanitary  in- 
spector 

The  Clerk  presented  a report  from  the 
Sanitary  Inspector  for  the  month  of  Sep- 
tember. 1893;  and  the  same  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Altpeter, 
moved  that  the  report  be  ordered  printed 
and  referred  to  the  Committee  on  Health 
and  Public  Order,  with  instructions  to 
report  back  to  the  Board . 

The  motion  prevailed  unanimously, 
and  the  report  was  ordered  printed  and 
so  referred. 

The  following  is 

the  report: 

“Chicago,  Oct.  8, 1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen/—  The  sanitary  condition  of 
the  various  camps  along  the  drainage 
channel  for  the  month  of  September  has 
been  unusually  good.  Although  the 
working  force  has  been  increased,  and 
some  over-crowding  necessarily  took 
place,  the  health  of  the  men  has  not 
suffered  in  consequence  up  to  the  present. 
This  over-crowding  will  only  be  tempor- 
ary, lasting  until  the  emergency  work  on 
the  river  diversion  is  completed. 
On  Sections  E.,  F-,  C , A.,  B.,  1 and  7, 


quite  a number  of  the  men  have  been 
sheltered  in  tents;  on  all  of  these  sections 
there  are  some  tents  that  are  old,  worn 
and  leaky,  affording  very  poor  protection 
from  cold  and  rain;  there  are  others  that 
are  very  good,  and  can  be  made  com- 
fortable for  -some  time  to  come;  if  neces- 
sity requires  their  use  by  boarding  the 
floors  and  planking  the  ground  line  of 
the  tent.  This  I would  recommend  the 
contractors  to  do,  as  it  will  add  very 
much  to  the  comfort  and  health  of  the 
men.  If  the  contractors  would  give  a r 
little  personal  attention  to  this  matter, 
they  could  very  easily  remedy  it.  As  it 
is,  the  men  occupying  cold,  leaky,  un- 
comfortable tents  are  very  much  dissatis- 
fied, and  they  have. good  grounds  of 
complaint.  Paying  $4  a week  for  board 
and  shelter  should  insure  a good  quality 
of  both. 

Most  respectfully  submitted, 
(Signed)  Wm.  Martin,  M.  D. 

Sanitary  Inspector” 

monthly  report  from  treasury  de- 
partment. 

The  Clerk  presented  a report  from  the 
Treasury  Department  for  the  month  of 
September,  1893;  and  the  same  was  read. 

Mr.  Eckhart  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  ordered  printed 
and  placed  on  file. 

The  motion  prevailed  unanimously, 
and  it  was  so  ordered. 

The  following  is 

the  retort  : 

“Balance  on  hand  at  date 


ot  last  report 

$2, 311, 547.68 

Received  from  County 
Treasurer,  Tax  Ac- 
count  

S 50,000  00 

Received  from  Land  Ac- 
count (for  ”K  eig 
house”) 

150  00 

Received  from  Land  Ac- 
count (taxes  repaid  by 
J.  L.  Henry) 

38  78 

Received  from  Ft.  Dear- 
born National  Bank, 
int.  for  September — 

843  05 

Received  from  Globe 
National  Bank,  inter- 
est lor  September 

781  55 

Received  from  National 
Bank  of  Illinois,  inter- 
est for  September — 

846  44 

Received  from  Metro- 
politan National  Bank, 
int.  for  September.  . 

840  75 

Received  from  Ameri- 
can Trust  and  Savings 
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Bank,  interest  tor 
September 

$ 43  14 

Received  from  Chicago 
National  Bank,  inter- 
est for  August.- 

815  27 

S 54.358  98 

Total  cash  received  for 
month * • 

52,365,906  66 

Total  cash  disbursed 
during  month  as  per 
annexed  schedules, 
viz: 

Clerical  Department  . . . . 

$ 810  99 

Treasury  Department. 

166  67 

Engineering  Departm’t. 

12,595  42 

Engineering— Construc- 
tion—Department  .... 

303,099  44 

Law  Department 

2,528  62 

Law  Depar  tment— Land 
Account — 

339.644  29 

General  Account 

4.047' 89 

Police  Department 

6,447  20 

$669,340  52 

Balance  this  date,  in 
banks  as  per  schedule 
endorsed  hereon  

$1,696,566  14 

<SignedF  MELVILLE  E.  STONE. 

Treasurer .” 

Chicago.  October  3,  1893.” 


SCHEDULE : 

Fort  Dearborn  National  Bank 8 346,122  08 

National  Bank  of  Illinois 346,962  61 

Chicago  National  Barjk 345,638  08 

Metropolitan  National  Bank 348,859  95 

American  Trust  and  Savings  Bank.  21,003  79 

Globe  National  Bank : 287,979  63 

Total 81,696,566  14 

COMPLETION  OF  RIVER  DIVERSION  ON 
SECTION  A. 

The  Clerk  presented  a report  frorp  the 
Chief  Engineer  with  reference  to  the 
construction  of  a levee  for  the  river  di- 
version on  Section  A of  the  main  chan- 
nel; and  the  report  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
weck,  moved  that  the  report  be  ordered 
printed  and  referred  to  the  Joint  Com- 
mittee on  Engineering  and  Finance. 

The  motion  prevailed  unanimously; 
and  the  report  was  ordered  printed  and 
so  referred. 

The  following  is 
t THE  REPORT: 

“Chicago,  Oct*3,  1893. 

To  the  Honorable  the  Hoard  of  Trustees 
of  the  Sanitary  District  of  Chicapo: 

Gentlemen— I desire  to  direct  your  at- 


tention to  a condition  which  must  be  met 
and  disposed  of  promptly.  The  con- 
struction of  the  levee  for  river  diversion 
on  Section  A will  be  attended  with  diffi- 
culties and  a corresponding  cost  greater 
than  will  be  met  in  any  other  section  of 
this  work.  This  is  due  to  the  unstable 
character  of  the  soil  along  the  river, 
which  is  unfit  for  levee  construction. 
After  a careful  examination  of  the  situa- 
tion I am  of  the  opinion  that  to  build  this 
levee  we  must  erect  a trestle  and  make 
the  lev 63  therefrom  by  dumping  suitable 
material,  hauled  in  by  train  from  adja- 
cent sections.  This  trestle  will  be  nearly 
a mile  in  length  and  will  cost  about  nine 
thousand  dollars  if  built  with  pine  piles 
and  hemlock  lumber.  About  275,000 
cubic  yards  of  material  will  be  required 
to  build  the  levee.  These  figures  are 
only  approximated  from  the  very  meagre 
data  now  in  my  possession;  but  I have 
ordered  soundings  to  be  made  through- 
out the  stretch  to  be  covered  by  the 
levee,  and  when  I get  these  I will  sub- 
mit a more  definite  statement  of  what 
must  be  done. 

Respectfully  submitted, 

(Signed)  Isham  Randolph, 

Chief  Engineer 

REPORT  ON  HYDRAULIC  TEST  ON  SECTIONS 

2,  3 and  4. 

The  Clerk  presented  a report  from  the 
Chief  Engineer,  accompanied  by  a sup- 
plemental report  from  the  First  Assist- 
ant Chief  Engineer,  with  refer- 
ence Jo  the  test  of  the  erosive  power  of 
pumps  upon  “conglomerate”  material  en- 
countered in  excavation  on  Sections  2,  3 
and  4 of  the  main  channel;  and  the  re- 
port and  enclosure  were  read. 

Mr.  Cooley,  seconded  by  Mr.  Kelly, 
moved  that  the  report  and  enclosure  be 
ordered  printed  and  placed  od  file. 

The  motion  prevailed  unanimously* 
and  it  was  so  ordered. 

The  following  is 

* THE  REPORT,  WITH  ENCLOSURE; 

•Chicago,  Oct.  3, 1893. 

To  the  Honorable  the  Board  of  Trustees  of 

the  Sanitary  District  of  Chicaqo: 

Gentlemen — In  the  matter  of  the  test 
made  by  the  Chicago  Hydraulic  Dredg- 
ing Co  , of  the  erosive  power  of  pumps, 
working  under  high  pressure,  upon' the, 
hard  material  overlying  the  bed  rock  on 
Sections  2,  3 and  4 as  provided  in  your 
order  of  August  30th,  I have  to  report  as 
follows: 
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The  first  trial  of  this  method  was  upon 
Friday,  September  22nd,  which  was 
abortive  owing  to  the  bursting  of  the 
hose  under  95  pounds  pressure.  The 
next  test  was  made  on  Tuesday,  Septem- 
ber 26th.  Owing  to  the  pressure  of  other 
duties,  I was  unable  to  be  present  at  this 
last  test,  but  I was  represented  there  by 
Mf.  T.  T.  Johnston,  First  Assistant  Engi- 
neer, and  I submit  herewith  his  report 
of  observations  made  then.  That  this 
material  can  be  eroded  by  the  water  jet 
seems  certain,  but  the  test  under  consid- 
eration did  not  demonstrate  that  the 
material  so  moved  can  be  carried  off  by 
the  induction  process.  That  it  can  be 
removed  by  that  process,  however,  has 
been  demonstrated  by  a hydraulic 
dredge,  which  has  been  in  operation  in 
the  Calumet  River;  which  same  dfedge 
is  now  about  to  begin  operations  upon 
Section  A of  our  Channel.  The  most  ex- 
tensive operations  have  been  carried  on 
with  this  type  of  machine  on  the  Pacific 
Coast 

Respectfully  submitted  * 

(Signed)  Jsham  Randolph, 

Chief  Engineer 

(One  (1)  enclosure.) 


“Chicago,  October  3,  1893. 
Jifr.  Isham  Randolph , Chief  Engineer : 

Dear  Sir— In  accordance  with  your 
request  I was  present  at  the  test  of  the 
erosive  action  of  water  on  the  hard  “gla- 
cial drift”  in  Section  3,  Main  Drainage 
Channel,  made  Tuesday,  September  26, 
in  accordance  with  the  action  of  the 
Board,  August  30,  1893)  page  1421  of  Pro- 
ceedings. 

Approximately  1,000  gallons  of  water 
per  minute,  under  a nozzle  pressure  of 
about  110  pounds  was  pumped  through  a 
.two  (2)  inch  nozzle.  The  jet,  thus  formed, 
was  directed  against  a vertical  face  of 
the  indurated  blue  boulder  clay  four  feet 
high,  and  which  was  overlaid  with  a 
partially  cemented  yellowish  layer  of 
boulders  about  six  feec  thick.  At  the 
end  of  fifteen  minutes  the  jet  had  eroded 
a hole  in  the  blue  material  having  a cuba- 
ture  of  perhaps  two  cubic  yards.  Dur- 
ing the  next  ten  minutes  the  erosion  was 
much  more  rapid.  The  jet  was,  of 
course,  continuously  directed  against  the 
blue  material.  As  the  erosion  progressed 
the  overlaying  boulder  layer,  being  un- 
dermined, fell  in  such  manner  as  to  cover 
the  face  of  blue  material  with  the  result 
that  at  the  end  of  about  half  an  hour 
from  time  of  commencing  the  test  the  jet 


was  unable  to  reach  the.  blue  material, 
and  its  energy  was  consumed  in  rolling 
the  boulders  around.  — 

This  condition  of  things  having  been 
reached,  an  exhibition  of  the  induction 
pump  feature  of  the  “hydraulic  dredge” 
was  made,  with  the  result  that  a stream 
of  water  was  pumped  through  the  five 
or  six  inch  pipe  forming  the  delivery  of 
the  pump.  No  material  was  moved  by 
the  pump,  for  the  reason  that  the  large 
boulders  prevented  access  to  material  of 
size  sufficiently  small  to.be  handled  by 
the  pump. 

The  “hydraulic  dredge”  apparatus  w*as 
not  arranged  in  such  manner  as  to  di: 
rectly  determine  its  capacity  to  excavate 
the  material  in  which  it  was  applied. 
Not1  ng  further  was  demonstrated  than 
that  the  erosive  action  of  water,  in 
volume  and  at  pressure  easily  attainable, 
would  break  up  the  material  into  small 
parts. 

The  experiment,  as  far  as  it  goes,  sug- 
gests the  feasibility  of  some  adaptation  of 
“jet  erosion”  and  “induction  pumping” 
that  will  successfully  excavate  the  “gla- 
cial drift”  of  Sections  2,  3 and  4,  at  a 
greater  or  less  cost.  It  does  not  seem  to 
me,  however,  that  anything  was  de- 
veloped to  warrant  any  formal  opinion 
that  this  method  of  excavation  is  any 
better  or  worse  than  some  other  method. 

Yours  truly, 

(Signed)  Thos.  T.  Johnston, 

First  Asst.  Chief  Engineer.  ” 

FORCE  EMPLOYED  ON  MAIN  CHANNEL. 

The  Clerk  presented  a report  from  the 
Chief  Engineer,  transmitting  a tabular 
report  from  the  Assistant  Superintendent 
of  Construction,  showing  the  forces  em- 
ployed on  ali  branches  of  the  work  of 
construcing  the  main  channel,  on  Sep- 
tember 29.  1893;  and  the  report  and  en- 
closure were  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  the  report  and  enclosure  be 
ordered  printed  and  placed  on  file. 

The  motion  prevailed  unanimously  , and 
it  was  so  ordered. 

The  following  is 

TkE  REPORT,  with  ENCLOSURE: 

“Chicago,  Oct.  4,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago  : 

Gentlemen — I submit  herewith  a re- 
port from  the  Assistant  Superintenden 
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of  Construction,  Mr.  D.  C.  Dunlap,  dated 
October  3rd.  showing  the  forces  em- 
ployed in  all  branches  of  the  work  of 
constructing  the  Sanitary  Channel 
This  report  shows  a total  of  8,788  men. 

Respectfully  submitted, 
(Signed)  Isham  Randolph, 

Chief  Engineer  ” 

(One  (1)  Enclosure.) 


“Chicago,  111.,  Oct.  3,  1,893. 
Mr.  U.  IF  Weston,  Superintendent  of 
Construction: 

Dear  Sir — I submit  herewith  a state- 
ment of  the  forces  at  work,  connected 
with  the  Sanitary  District  of  Chicago, 
for  September  29,  *1893. 


Sections. 

Men. 

Contractors, 
Clerks,  Gener- 
! al  Office  and 
Camp  Forces. 

Teams. 

F 

96 

22 

80 

E. 

138 

26 

147 

D 

92 

10 

C 

126 

19 

79 

B 

114 

10 

108 

A 

194 

12 

5 

1 

1,574 

38 

130 

2 

3, 

' 602 

9 

28 

4 ;. 

453 

7 

20 

5.. ...... . 

107 

fi 

20 

6 

256 

5 

7 

7 

520 

14 

18 

8 

522 

10 

58 

9 

354 

12 

38 

10 

572 

16 

27 

11 

575 

25 

57 

12  

421 

56 

22 

13 

454 

50 

13 

14 

178 

30 

6 

Totals.  . 

7,321 

377 

863 

SUMMARY  OF  MEN. 


“Men*’ 7,321 

Contractors’  men,  (special).. 377 

Sanitary  District  employes 227 

Men  with  teams 863 


Total  number  men 8.788 


Note — One  man  included  with  each 

team. 

Respectfully  submitted, 

(Signed)  .D  C.  Dunlap, 

Asst.  &upt.  of  Construction 


WELLS  AT  POLICE  STATIONS. 

The  Clerk  presented  a report  from  the 
Marshal,  accompanied  by  three  (3)  propo- 
sitions, with  reference  to  the  sinking  of 
wells  at  Police  Stations  along  the  line; 
and  the  report  was  read.  ’ 

Mr.  Kelly,  seconded  by  Mr.  Eckhart, 
moved  that  the  report  be  ordered  printed, 
and  with  enclosed  propositions,  referred 
to  the  Joint  Committee  on  Finance  and 
Health  and  Public  Order,  with  instruc- 
tions to  report  back  to  the  Board' 

The  motion  prevailed  unanimously, 
and  the  report  was  ordered  printed,  and, 
with  enclosed  propositions,  was  so  re- 
ferred. 

The  following  is 

THE  REPORT: 

“Central  Station,  Sag,  ) 
September  30,  1893.  f 

Hon.  Frank  Wenter,  President  of  the 

Board  of  Trustees  of  the  Sanitary  Dis- 
trict of  Chicago: 

Dear  Sir — I have  made  careful  in- 
vestigation of  the  well  question.  It 
seems  certain  that  at  Lemont  and  Romeo 
good  water  can  be  had  at  a depth  of  40  feet. 
At  Sag,  the  probable  necessary  depth 
wTould  be  75  feet.  At  Willow  Springs 
and  Summit  the  necessary  depth  isa  mat- 
ter of  much  uncertainty;  water  is  some- 
times obtained  at  50  feet,  while  in  other 
cases  they  havejto  go  down  9"  feet;  a fair, 
and  as  I believe',  safe  estimate  is  60  feet. 

Attached  hereto  please  find  bids  for  the 
work.  From  what  I have  been  able  to 
learn  Mathews  is  the  most  reliable  of  the 
three,  but  I believe  a good  way  would 
be  for  you  or  the  Finance  Committee  to 
fix  a price  and  let  them  bid  to  it. 

Respectfully  submitted, 
(Signed)  • E.  Williams, 

Marshal ,u 

(Three  (3)  enclosures). 

CLAIM  AGAINST  WILLIAM  HARLEV  Sc  SON. 

The  Clerk  presented  a communication 
from  the  Corey  Car  and  Manufacturing 
Company,  with  reference  to  money 
claimed  to  be  due  that  company  from 
William  Harlev  & Son. 

Mr.  Eckhart  seconded  by  Mr.  Kelly, 
moved  that  the  communication  be  or- 
dered placed  on  file  without  reading. 

The  motion  prevailed  unanimously 
and  it  was  so  ordered. 
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“CONGLOMERATE  ROCK”  ON  SECTION  B. 

The  Clerk  presented  a communication 
from  Messrs.  L.  D.  Conner  & Co.,  con- 
tractors for  Sections*  A and  B.  with  ref- 
erence to  a “conglomerate  rock”  claimed 
to  have  been  encountered  in  excavation 
on  the  river  diversion  on  Section  B,  and 
asking  that  the  same  be  classified  and 
paid  for  as  rock;  and  the  communication 
was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  the  communication  be  or- 
dered printed  and  referred  to  the  Joint 
Committee  on  Engineering  and  Finance. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs  Altpeter,  Bolden  week,  Cooley, 
Eckhart,  Gilmore.  Kelly  and  Wenter— 
seven  (7).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motibn  carried,  and  the  com- 
munication ordered  printed  and  so  re- 
ferred. 

The  following  is 

the  communication: 

“ Chicago,  Oct.  2,  1893. 

To  the  Honorable , the  Board  of  Drainage 

Trustees : 

Gentlemen — We  desire  to  notify  you 
that  upon  Section  B.,  from  Station  627 
to  Station  639  on  river  diversion,  we  have 
encountered  a hard  conglomerate  of  the 
estimated  quantity  of  about  eleven  thou- 
sand five  hundred  cubic  yards,  and  that 
we  shall  insist  that  this  hard  conglomer- 
ate is  not,  glacial  drift  within  the  mean- 
ing of  those  words  as  uspd  for  classifica- 
tion in  our  contract  with  you,  but  that 
it  should  be  classified  as  rock  and  we  be 
paid  according  to  rock  rate  for  our  exca- 
vation of  the  same. 

We  shall  proceed  with  our  work  on 
the  river  diversion,  as  we  realize  the  im- 
portance to  you  and  to  the  public  that 
the  work  should  not  be  delayed,  but  we 
shall  claim  and  expect  from  you  com- 
pensation for  the  removal  of  this  con- 
glomerate upon  the  basis  that  its  correct 
classification  is  that  of  rock. 

Very  truly  yours, 

L.  D.  Conner  & Co., 
(Signed)  Per  Ernst  Heldmaier.” 

inspection  of  main  channel  by  “con- 
gress ON  PUBLIC  HEALTH.” 

The  Clerk  presented  a communication 
from  Dr.  F.  W.  Brewer,  representing 
the  International  Congress,  of  Public 
Health,  suggesting  an  inspection  of  the 
main  channel  by  the  visiting  delegates 


attending  that  Congress;  and  the  commu 
nication  was  read. 

Mr.  Bolden  week,  seconded  by  Mr. 
Kelly,  moved  that  the  communication 
be  ordered  printed  and  referred  to  the 
Committee  on  Health  and  Public  Order. 

The  motion  prevailed  unanimously, 
and  the  communication  was  ordered 
printed  and  so  referred. 

The  following  is 

the  communication: 

“Chicago,  III.,  U.  S.  A.,  / 
October  3,  1893.  [ 

The  Board  of  Trustees  of  the  Sarttai'y 

District  of  Chicago , Rialto  Building , 

Chicago: 

Dear  Sirs — In  accordance  with  the 
conversation  I had  the  pleasure  of  hold- 
ing with  your  Chairman  yesterday,  I 
beg  officially  to  inform  you  that  the  In- 
ternational Congress  of  the  Public 
Health  will  assemble  here  on  Tuesday, 
the  10th  inst.,  and  this  congress  will  also 
be  the  annual  meeting  of  the  American 
Public  Health  Association.  These  two 
bodies  form  a very  important  conjunc- 
tion. of  the  Sanitarians.  We  expect  to 
have  the  presence  of  many  of  the  Foreign 
Commissioners  to  the  Columbian  Exposi- 
tion and  special  delegates  from  foreign 
countries. 

The  American  Public  Health  Associa- 
tion, as  you  are  probably  aware,  is  com- 
posed of  the  Presidents/ Secretaries  and 
members  of  the  various  Siatq  Boards  of 
Health  throughout  this  country,  Canada 
and  Mexico,  and  wherever  the  Associa- 
tion has  held  its  meetings,  it  has  always 
beeft  very  cordially  received  and  ail 
courtesy  extended  to  it.  On  the  present 
occasion  there  will  be  a very  large  dele- 
gation of  sanitarians -and  physicians  from 
Mexico,  and  the  Organizing  Committee 
desire  me  io  &ay  that  they  will  esteem  it 
a favor  if  your  Board  will  ask  the  mem- 
bers of  the  congress  to  visit  your  drain- 
age canal  works  and  other  points  of  in- 
terest in  connection  with  the  sanitation  of 
your  city. 

Last  year  the  American  Public  Health 
Association  visited  Mexico  and  received 
a most  cordial  welcome  from  the  gover- 
mental  and  municipal  authorities,  and  I 
feel  certain  that  the  representatives  of 
this  great  city  will  not  desire  to  be  be- 
hind the  City  of  Mexico. 

Hoping  for  your  favorable  considera- 
tion and  awaiting  the  favor  of  your  re- 
ply, I arp, 

Yours  respectfully, 

(Signed)  F.  W.  Brewer,  M.  D.” 
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REPORT  ON  REQUISITIONS  NOS.  360,  361, 
369,  370  and  371. 

Mr.  Cooley,  Chairman,  presented  a re- 
port from  the  Joint  Committee  on  Engi- 
neering and  Finance,  with  reference  to 
and  accompanied  by  Requisitions  Nos. 

360,  361,  369,  370  and  371,  for  the  Engi- 
neering Department,  presented  and  re- 
ferred to  that  Committee  at  the  meeting 
held  September  27,  1893,  (page  1468  of 
the  Proceedings)  recommending  that  the 
same  be  allowed;  and  the  report  was 
j-ead. 

Mr.  Cooley,  seconded  / by  Mr.  Kelly, 
moved  that  the  report  be  adopted,  ordered 
printed  and  placed  on  file,  the  recom- 
mendations made  therein  concurred  in, 
and  Requisitions  Nos.  360,  361,  369,  370 
and  371,  for  the  Engineering  Depart- 
ment, be  allowed. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly  and  Wenter — 
seven  (7).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  the  recommendations  made  therein 
concurred  in,  and  Requisitions  Nos.  360, 

361,  369,  3^0  and  371,  for  the  Engineering 
Department,  allowed. 

The  following  is 

the  report: 

“Chicago,  Oct.  2, 1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago : 

Gentlemen — The  Joint  Committee  on 
Engineering  and  Finance,  to  whom  were 
referred  Requisitions  Nos.  360,  361,  369, 
370  and  371,  for  the  Engineering  Depart- 
ment, (amounting  to  $800.33)  at  the. 
meeting  held  September  27,  1893  (page 
1468  of  the  Proceedings),  respectfully  re- 
port that  they  have  considered  the  same, 
and  recommend  that  they  be  allowed. 

The  requisitions  mentioned  are  re- 
turned herewith. 

Respectfully  submitted, 

(Signed)  L.  E.  Cooley, 

Chairman . 
Wm.  Boldenweck, 
Thomas  Kelly, 

B.  A.  Eckhart, 

John  J.  Altpeter, 

Joint  Committee  on  Engineering  o,nd 

Finance 

(.Enclosing  five  (5)  requisitions.) 


employment  of  men  on  river  diver- 
sion WORK. 

Mr.  Kelly,  Chairman,  presented  a 
verbal  report  from  the  Special  Commit- 
tee on  Labor,  stating  that  at  the  present 
time  there  were  about  2,300  men  em- 
ployed each  day  on  the  special  river  di- 
version work  on  Sections  1 to  4 inclusive. 

WASTE  OF  MATERIAL  ON  LOW  LANDS  ON 
SECTION  E. 

Mr.  Cooley  presented  an  order,  permit 
ting  the  contractors  • on  Section  E,  under 
the  direction  of  the  Chief  Engineer,  as 
provided  in  the  order,  to  waste  material 
on  the  low  lands  on  said  section;  and  the 
order  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Bolden- 
weck, mOved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly  and  Wenter — 
seven  (7).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  contractors  on  Section 
E,  under  the  direction  of  the  Chief  En- 
gineer, as  provided  in  the  order,  permit- 
ted to  waste  material  on  the  low  lands 
on  said  section. 

The  following  is 

the  .order: 

“Whereas,  The  Chief  Engineer  Has 
recommended  that  on  Section  E certain 
low  lying  lands  adjacent  to  the  main 
channel  be  filled  with  material  taken 
from  the  said  channel  and  that  said,  fill- 
ing will  be  advantageous  to  the  District, 
therefore  be  it 

Ordered , That  the  contractors  for  said 
Section  E be  permitted,  under  the  direc- 
tion of  the  Chief  Engineer,  to  waste 
material  upon  such  adjacent  low  lying 
lands  as  he  may  designate,  provided  that 
no  extra  expense  is  thereby  entailed  on 
the  District.” 

LAND  TO  BE  CONDEMNED  AND  ESTIMATES 
MADE  FOR  CHANNEL  FROM  LOCK- 
PORT  TO  JOLIET. 

Mr.  Kelly  presented  an  order  directing 
the  Attorney  to  begin  condemnation  pro- 
ceedings for . portion  of  the  lands 
necessary  for  the  right  of  way 
of  the  main  channel  from  Lock- 
port  to  Joliet,  and  directing  the  Chief 
Engineer  to  furnish  estimates  of  the  cost 
of  the  main  channel  between  the  same 
points,  as  provided  in  the  order;  and  the 
order  was  read. 
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Mr.  Kelly,  seconded  by  Mr.  Eckhart, 
moved  the  adoption  of  the  order. 

. On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck-,  Eckhart, 
Gilmore,  Kelly  and  Wenter— six  (6). 
Excused  and  not  voting — Mr.  Cooley — 
one  (1).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Attorney  and  Chief  En- 
gineer directed  in  accordance  with  same. 

The  following  is 

the  order: 

“Whereas,  The  Sanitary  District  has 
now  obtained  abstracts  of  title  to  the 
lands  included  within  that  part  of  the 
right  of  way  embraced  under  propositions 
one  (1)  and  three  (3)  which  lie  south  of 
Contract  Section  14,  and  north  of  the 
east  and  west  center  line  of  Section 
twenty-eight  (28),  Township  thirty-six 
(36)  North,  Range  ten  (10),  East  of  the 
Third  Principal  Meridian,  and 

Whereas,  It  se^rns  expedient  to  obtain 
estimates  of  the  cost  of  lands  included  in 
the  respective  rights  of  way  laid  out 
under  said  propositions  one  (1)  and- three 
(8),  relative  to  the  extention  of  the  main 
channel  below  the  end  of  Contract  Sec- 
tion 14,  and  the  waste  works  therefor  as 
same  were  outlined  in  the  report  of  the 
Chief  Engineer  to  the  Board  of  Trustees 
and  referred  by  it  to  the  Joint  Committee 
on  Engineering  and  Finance  March  1, 
1893,  with  the  modification  therepf  sub- 
mitted to  said  Committee  by  the  Chief 
Engineer  April  3,  1893,  which  proposi- 
tions as  so  modified  were  adopted  by  the 
Board  on  the  report  of  said  Committee 
April  12,  1893,  and  ^iso  that  estimates  of 
the  cost  of  the  main  channel  and  waste 
works  under  each  of  said  propositions  as 
modified  be  made,  therefor  be  it 

Ordered,  That  the  Attorney  be  and  he 
is  hereby  instructed*  to  cause  suits  to  be 
entered  \o  condemh  for  the  corporate 
purposes  of  this  District  such  of  the 
tracts  of  land  included  within  the.  right 
of  way  under  said  propositions  one  (1) 
and  three  (3)  which  cannot  be  secured  by 
purchase  as  lie  south  of  Contract  Section 
14  and  north  of  the  east  and  west  center 
line  of  Section  twenty-eight  (28),  Town- 
ship thirty-six  (36)  North,  Range  ten  (10), 
East  of  the  Third  Principal  Meridian; 
that  he  also  cause  estimates  to  be  made 
of*  the  probable  cost  of  the  right  of  way 
south  of  said  east  and  west  center  line 
under  each  of  said  propositions  one  (1) 
and  three  (3)  modified  as  aforesaid,  and 
that  the  Engineer  estimate  the  probable 
cost  of  the  main  channel  and  waste 
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works  south  of  Contract  Section  14 
under  each  of  said  propositions.’' 

EMERGENCY  FUND  FOR  PAYMENT  OF  RIVER 
DIVERSION  EMPLOYES. 

Mr.  Eckhart  presented  an  order  author- 
izing and  directing  the  Clerk  to  draw  a 
warrant,  as  emergency  fund,  in  the  sum 
of  forty-eight  thousand  ($48,000)  dollars, 
in  favor  of  the  Clerk,  for  the  payment  of 
laborers  and  employes  on  the  river  diver- 
sion and  levees  on  Sections  1,  2,  3 and  4 
of  the  main  channel,  said  money  to  be 
paid  on  approved  pay-rolls,  as  provided 
in  the  order;  and  the  order  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly  and  Wenter 
— seven  (7).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Clerk  authorized  and 
directed  to  draw  a warrant,  as  emergency 
fund,  in  the  sum  of  forty-eight  thousand 
($48,000)  dollars,  in  favor  of  the  Clerk, 
for  the  payment  of  laborers  and  employes 
on  the  river  diversion  and  levees  on  Sec- 
tions 1,  2,  3 and  4,  of  the  Main  Channel, 
said  money  to  be  paid  on  approved  pay- 
rolls, as  provided  in  the  order. 

The  following  is 

THE  ORDER: 

“ Ordered , That  the  Clerk  be  and  he  is 
hereby  directed  to  draw  a warrant  for 
forty-eight  thousand  ($48,000.00)  dollars 
on  the  Treasurer,  in  favor  of  himself,  the 
same  to  be  used  in  paying  laborers  and 
employes  working  on  contract  Sections 
one  (1),  two  (2),  three  (3)  and  four  (4),  on 
the  river  diversion  and  levees  on  said 
sections— said  money  to  be  paid  to  the 
employes  on  Section  one  (1)  on  the  pay- 
roll of  employes  working  under  the  di- 
rection of  Alfred  Harlev,  Agent  of  this 
District,  and  to  the  employes  on  Sections 
two  (2),  three  (3)  and  four  (4),  on  the  pay- 
roll of  employes  working  under  the  di- 
rection of  McArthur  Brothers  Company, 
Agent  of  this  District,  and  that  when 
said  respective  pay-rolls  have  been  ap- 
proved by  the  Chief  Engineer,  the  Clerk, 
and  the  Finance  Committee  of  the  Dis- 
trict, the  Clerk  shall  cause  said  employes 
to  be  paid  through  said  agents  the 
amounts  found  respectively  due  them,'’ 

EMERGENCY  FUND  FOR  PAYMENT  OF  EM- 
PLOYES FOR  “EXTRA”  WORK  ON  SEC- 
TIONS 11  AND  12. 

Mr.  Eckhart  presented  an  order,  au- 
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thorizing  and  directing  the  Clerk  to  draw 
a warrant,  as  emergency  fund,  in  the 
sum  of  sixteen  thousand  ($16,000)  dollars, 
in  favor  of  the  Clerk,  for  the  payment  of 
laborers  and  employes  on  “extra”  work 
on  the  river  diversion  and  levees  on  Sec- 
tions 11  and  13,-  said  money  to  be  paid  on 
approved  pay-rolls,  as  provided  in  the 
order;  and  the  order  was  read, 

Mr.  Eckhart.  seconded  by  Mr.  Kelly, 
moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood:  Yeas — 
Messfs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly  and  W enter — 
seven  (7).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Clerk  authorized  and 
directed  to  draw  a warrant,  as  emer- 
gency fund,  in  the  sum  of  sixteen  thou- 
sand ($16,000)  dollars,  in  favor  of  the 
Clerk,  for  the  payment  of  laborers  and 
employes  on  extra  work  on  the  river 
diversion  and  levees  on  Sections  11  and 
13,  said  money  to  be  paid  on  approved 
pay-rolls,  as  provided  in  the  order. 

The  following  is 

THE  ORDER: 

“ Ordered , That  the  Clerk  be  and  he  is 
hereby  directed  to  draw  a warrant  for 
sixteen  thousand  ($16,000)  dollars  on  the 
Treasurer,  in  favor  of  himself,  the  same 


to  be  used  in  paying  laborers  and  em- 
ployes for  work  on  the  river  diversion  on 
contract  Sections  eleven  (11)  and  twelve 
(13),  said  money  to  be  paid  to  employes 
on  said  Sections  eleven  (11)  and  twelve 
(13)  on  the  pay-rolls  of  Mason,  Hoge  & 
Co . , who  are  doing  said  work  on  said 
river  diversion  on  said  Sections  eleven 
(11)  and  twelve  (13)  as  provided  in  their 
contracts  for  said  Sections  eleven  (11) 
and  twelve  (13)  under  the  head  of  extra 
work  and  as  authorized  by  the  Board  of 
Trustees  of  this  District,  and  that  when 
said  respective  pay-rolls  have  been  ap- 
proved bv  the  Chief  Engineer,  the  Clerk 
and  the  Finance  Committee  of  the  Dis- 
trict, the  Clerk  shall  be  authorized  and 
instructed  to  pay  over  said  sixteen  thou- 
sand ($16,000.00)  dollars  to  said  Mason, 
Hoge  oc  Co.  for  the  purpose  of  paying 
said  employes  as  aforesaid.” 

PRESENTATION  OF  BIDS  ON  RE-LETTINGt 
OF  SECTIONS  3,  3 AND  4 OF  THE 
MAIN  CHANNEL. 

The  President  then  announced  that  in 
conformity  with  the  advertisement  of 
August  5,  1893,  published  for  sixty  (60) 
days,  as  provided  by  the  Sanitary  Dis- 
trict Act,  inviting  proposals  for  work 
on  a portion  of  the  Main  Channel  between 
Willow  Springs  and  Joliet,  known  as 
Sections  two  (3),  three  (3)  and  four  (4), 
the  Board  would  now  proceed  to  open 
the  bids  received  in  response  to  same. 


The  Clerk  then  presented  bids,  as  shown  by  the  following 
SCHEDULE  OF  BIDS: 


NO 

NAME. 

PLACE. 

SECTIONS 
BID  ON. 

CHECKS 

DEPOS- 

ITED. 

1 

Christie  & Lowe 

Chicago,  111 

2 and  3 

$ 6,000  00 

2 

3 

Dawson,  Symmes  & Co 

McMahon  & Montgomery  Co. . . 

Chicago,  Northeast  Pennsyl- 
vania and  Niagara  Falls. . . 
Chicago,  111 

2,  3 and  4 
4 

9.000  00 

3.000  00 
( Irregular 
/No  Check 

3,000  00 

4 

5 

*Madison,  Garretson  & Co 

Sinclair  Construction  Co 

Cincinnati,  Ohio 

Chicago,  111 

2,  3 and  4 
8 

6 

Ezekiel  Smith 

Chichgo,  111 

2,  3 and  4 

9,0<j0  00 

7 

McKeown,  Stowell  & Co 

Buffalo,  N.  Y 

2,  3 and  4 

9,000  00 

8 

Strang  & Lee 

New  York  City  and  Law- 
rence, Kan 

2,  3 and  4 

9,000  00, 

9 

F.  H.  Clement 

New  York  City 

2,  3 and  4 

9.000  OO 

3.000  00 

10 

Winston  Bros.  & Stevens 

Minneapolis  and  St.  Paul... 

3 

11 

C.  C.  Gilman 

Marshalltown,  Iowa 

3 

3,000  0,0 

12 

Mason,  Hoge  & Co 

Frankfort,  Ky 

2,  3 and  4 

9,000  00 

*Bid  No.  4 of. Madison,  Garretson  &,Co.  was  irregular,  no  check  being  enclosed  and 
the  bid  was  therefore,  by  unanimous  consent,  rejected  and  excluded  entirely  from  the 
competition. 
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Names  of  bidders  in  the  order  in  which  their  bids  were  received. 
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6 

fc 

n 

Name. 

PRICE  BID. 

SECTION  2. 

SECTION  3. 

SECTION  4. 

Classification. 

Classification. 

Classification. 

Glacial 

Drilt. 

Solid 

Rock. 

Relain’g 

Walls. 

Glacial 

Drift. 

Solid 

Rock. 

Retain’g 

Walls. 

Glacial 

Drift. 

Solid 

Rock. 

Retain’g 

Walls. 

l 

Christie  & Lowe 

.75 

.75 

2.00 

.72 

.72 

2.00 

2 

Dawson,  Symmes  & Co — 

.45 

.98 

2.25 

.45 

.98 

2.25 

.47 

1.00 

2.25 

8 

M’  Mahon&MontgomeryCo 

1.00 

2.50 

3.50 

4 

*Madison,  Garretson  & Co. 

6 

Sinclair  Construction  Co. . 

.32 

.86 

2.00 

* 

6 

Ezekiel  Smith 

.78 

.93 

2.25 

.73 

.93 

2.25 

.73 

.93 

2.25 

7 

McKeown,  Stowell  & Co. . . 

.48 

.84 

1.80 

.46 

.82 

1.78 

.46 

.84 

2.26 

8* 

Strang  & Lee 

.62 

.90 

2.00 

.59 

.85 

2.00 

.59 

.90 

2.00 

9 

F.  H.  Clement 

.68 

.68 

2.00 

.72 

.72 

2.25 

.68 

.68 

2.00 

10 

Winston  Bros.  & Stevens. . 

.70 

1.10 

3.50 

11 

C.  C.  Gilman 

.56 

.76 

1.80 

12 

M^son,  Hoge  & Co 

• 48^ 

.89 

1.75 

.45 

■m 

1.75 

.49 

:89K 

1.75 

* Irregular— Rejected. 

(Signed)  Isiiam  Randolph, 

Chief  Engineer. 


QUANTITIES  OF  EXCAVATION  USED  IN  COMPARING  BIDS. 

FOUR  COMPARISONS— (TABLES  A,  Bt/C,  AND  D.) 


Section 

Material. 

. L 

Total  Estimate  Less  R^ve^Di- 
March  29.  1893.  Les®  "‘Y«F  Ul 
(Cubic  Yds.)  | (CXc  Yds.) 

• ! 

i 

Total  Estimate 
Less  River  Di- 
version and 
work  done. 
(Cubic  Yds.) 

Total  Estimate 
Oct.  6,  1893, 
Less  River  Di- 
version and 
work  done. 
(Cubic  Yds.) 

2 

Glacial  Drift 

Bock. 

833,381 

375,168 

32,670 

725,509 
375,168 
32  670 

697,909 
375,168- 
32  670 

692  509 
380  568 
32  250 

Retaining  Walls 

3 

Glacial  Drift 

Rock 

312.826 

792,140 

6.304 

312  826 
792,140 
6,304 

246,026 

792,140 

6,304 

261,226 

776,940 

7.699 

Retaining  Walls 

4 

Glacial  Drift 

Rock 

1,033  317 
317,485 
47.492 

913,317 

317.485 

47,492 

869,117 

317,485 

47,492 

960  617 
225,985 
55,145 

Retaining  Walls 

(Signed) 


Isham  Randolph, 

Chief  Engineer. 
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THE  BIDS  IN  DETAIL: 


TABLE  A— TABLE  OF  BIDS  RECEIVED  OCTOBER  4,  1893,  IN  ORDER  OF  MAGNITUDE. 
HIGHEST  BID  FIRST. 


( Compared  On  Basis  of  Total  Estimate,  March  2$th,  1893,  less  River  Diversion.) 


Section  No.  2. 

Section  No.  3. 

Section  No.  4. 

Bid  No. 

Amount. 

Bid  No. 

Amount. 

Bid  No. 

Amount. 

6 

$1,030,781  87 
971,751  75 
919,687  42 
887,158  82 

10 

$1,112  396  20 
979.287  18 
931,252  90 
870,494  34 
859,448  77 
809,759  52 
808,183  52 
804,675  88 
793.952  72 
788,556  16 

8 

$1,993,251  50 
1,156,489  46 
1,013,529  36 
990,377  53 
910,000  99 
874,114  55 
849,345  14 

1 

6 

6 

8 

2 

9 

9. 

8 

8 

2 

816.193  59 
795,261  81 
773,970  00 

12 

2 

12  

9 

12 

7 

1..... 

7 

. 7 

5 

11 .... , 

(Signed)  Isham  Randolph, 
Chief  Engineer. 


TABLE  B— STABLE  OF  BIDS  RECEIVED  OCTOBER  4.  1893,  IN  ORDER  OF  MAGNITUDE. 
HIGHEST  BID  FIRST. 


( Compared  on  Basis  of  Estimate  of  March  29th,  1893,  less  River  Diversion.) 


• Section  No.  2. 

Section  No.  3. 

Section  No.  4. 

Bid  No. 

Amount. 

Bid  No. 

Amount. 

Bid.  No. 

Amount. 

6 

$952  035  31 
890  847  75 
852,806  78 
818.800  86 
767.651  19 
742  943  89 
722,191  44 

10 

$1,112,896  20 
979,237  18 
931,252  90 
870,494  34 
859,448  77 
809,759  52 
808.183  52 
804,675  88 
793,952  72 
788,556  16 

,8 

$1,873  251  50 
1,068,889  46 
931  929  86 
919  577  53 
853  60Q  99 
815  314  55 
794,145  14 

1 

6 

6 

8 ; 

9, 

9 

9 

8 

8 

2 

12 

2 

12  

9.. 

12 

7 

1 

7 

7 

5 

11 

(Signed)  Isham  Randolph, 
Chief  Engineer. 
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TABLE  C — TABLE  OF  BIDS  RECEIVED  OCTOBER  4,  1893,  IN  ORDER  OF  MAGNITUDE. 
HIGHEST  BID  FIRST. 


(Compared  on  basis  of  Estimate  of  March  29 , 1893 , less  River  Diversion  and  material 
removed  from  Main  Channel  up  to  June  15, 1893.) 


9ECTION  NO.  2.  • 

SECTION  NO.  3. 

SECTION  NO.  4. 

Bid  No. 

Amount. 

i Bid  No. 

Amount. 

Bid  No. 

Amount. 

9 

$795,032  35 
755.231  19 
729,657  88 
708,943  44 

i 7 

$773  947  88 
772,676  72 
761,653  52 
760,087  52 
751,148  16 

9 

$901,873  36 
893,499  52 
832.826  99 
793  656  55 
773,813  14 

2 

1 5 

8 

12  

! 9 ... 

2 

7 

12 

11 

7 

(Signed)  Isham  Randolph, 

Chief  Enqineer. 


TABLE  D— TABLE  OF  BIDS  RECEIVED  OCTOBER  4,  1893,  IN  ORDER  OF  MAGNITUDE. 
HIGHEST  BID  FIRST. 

( Compared  on  Basis  of  Revised  Estimate,  October  6th,  1893.) 


Section  No.  2. 

Section  No.  3. 

Section  No.  4. 

Bid.  No. 

Amount. 

Bid  No. 

Amount. 

Bid.  No. 

Amount. 

9 

8794,192  36 
757,148  19 
731,009  88 
710,131  44 

7 

$770,958  98 
767,158  72 
764.797  27 
762,877  52 
750,619  16 

9 

$917,179  36 
880.440  53 
801  551  24 
769.839  30 
756,338  92 

2 

5 

8 

12  

9 

.2 

7 

1 

12 

11 

7 

(Signed)  Isham  Randolph, 

Chief  Engineer. 


BIDS  REFERRED  TO  JOINT  COMMITTEE  ON 
ENGINEERING  AND  FINANCE. 

Mr.  Eckhart,  seconded  by  Mr.  Cooley, 
moved  that  the  bids  just  presented  as 
above^  and  as  compiled  and  summarized 
by  the  Chief  Engineer,  be  referred  to  the 
Joint  Committee  on  Engineering  and 
Finance. 


The  motion  prevailed  unanimously, 
and  the  bids  were  so  referred. 

ADJOURNMENT. 

On  motion  of  Mr.  Boldenweck,  sec- 
onded by  Mr.  Eckhart,  the  Board  then  ad- 
journed. 

Thos.  F.  Judge, 
Clerk. 
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PROCEEDINGS 

OF  THE 

Board  of  Trustees, 

OF  THE 

Sanitary  District  of  Chicago. 


OCTOBER  11.  1893. 


OFFICIAL  RECORD. 

( Published  by  authority  of  the  Board  of  Trustees 
f the  Sanitary  District  of  Chicago.) 


REGULAR  MEETING. 

The  one  hundred  and  ninety-first 
reguiar  meeting  of  the  Board  of  Trus- 
tees of  the  Sanitary  District  of  Chicago 
was  held  in  their  rooms,  Rialto  Building, 
Wednesday,  October  11,  1893,  1893,  at  2 
o’clock  P.  M. 

President  Wenter  called  the  Board  to 
order. 

On  roll-call*  Messrs.  Altpeter,  Bolden- 
weck,  Cooley,  Eckliart,  Kelly  and  Wenter 
— six  (6),  and  subsequently  Messrs.  Gil- 
more and  Prendergast,  making  a total  of 
eight  (8)  members,  were  present. 

MINUTES. 

The  minutes  of  the  regular  meeting 


held  October  4,  1893,  were  approved  as 
printed,  on  motion  of  Mr.  Bolden  week, 
seconded  by  Mr.  Kelly. 

VOUCHERS. 

The  Clerk  presented  the  following  vouch-j 


Eng.  Dept., Time-keep- 
ers, River  Diversion, 

(half  month,  ending 

Sept.  30,  1898) $ 299  87 

ENGINEERING  DEPARTMENT. 

Construction  Account— 

Alfred  Harlev,  (River 
Diversion.  Sec.  1, 

Sept  30,  1893) $33,029  01 

McArthur  Bros.  Co. 

(River  Diversion, Sec. 

2,  Sept.  30,  1893) 12,189  85 

McArthur  Bros.  Co. 

( River  Diversion, Sec. 

4,  Sept.  30,  1898) 9,518  93 

$54,737  79 
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ENGINEERING  DEPARTMENT. 

Geo.  E.  Marshall  & Co, 

(stationery) $ 

Keen  & DeLang,  (sta- 

20  00 

tionery) 

Hibbard,  Spencer, Bart- 

4 88 

lett&Co.  (hardware) 

9 88 

Edw.  L.  Fry,  (oil) 

Frank  E.  Michaud,  (re- 

2 30 

pairs' to  Sag  bridge)  . 
Frank  E*  Michaud, 

85  25 

( build iug  platform)'.. 
D.  C.  Dunlap,  (horse 

41  75 

and  buggy) 

John  T.  Allison,  (rent, 

45  00 

Summit)  

A.  M.  Munson,  (rent, 

20  00 

Mt.  Forest) 

H.  S-  Norton,  (rent, 

20  00 

Lemont) 

O.  W.  Moon,  (rent, 

18  00 

Lockport) 

Alex.  E.  Kastl,  (ex- 

20 00 

pense)  

Chas.L.Harrisou,(  trav- 

20 80 

eling  expense) 

Ebiu  J.  Ward,  (travel- 

9  35 

ing  expense) 

F.  G.  Ewald,  (travel- 

2  36 

ing  expense) 

F.  G.  Ewald,  (travel- 

12 89 

ing  expense) 

6 50 

1 

— — $ 

. LAW  DEPARTMENT. 

John  Morris  Co.  (sta- 

tionery) $ 

Chicago  Telephone  Co. 

(service  to  Jan.  1,  ’94) 
S.  A.  Moffetb  Co.  (Lv- 

3 50 

31  25 

ery) • 

4 50 
$ 

GENERAL  ACCOUNT. 


The  Chicago  Deposit 
Vault  Go.  (rent  to 

Sept,  30,  1893) 

The  Chicago  Deposit 
Vault  Co.  (janitor 
service^  Sept.,  1893) 
Chicago  Telephone  Co. 

(service  to  Jan.  1.  ’94) 
John  F.  Higgins, 
(printing  proceed- 
ings, Sept.,  1893).  — 


$ 2,110  00 

80  00 
81  25 

134  33 

$ 2 355  58 


POLICE  DEPARTMENT. 

Frank  E.  Michaud, 

(erecting  police  sta- 
tions at  Willow 
Springs  and  Summit)  $ l 297  24 
John  Naghten  & Co. 

(insurance  on  sta- 
tions)   150  00 

Edward  Williams,  (ex- 
pense)  68  55 

$ 1,515  79 

Grand  total $ 59.236  74 


Accompanying  the  vouchers,  the  Clerk 
presented  the  following 

REPORTS : 

“Chicago.,  Oct.  5,  1893. 

To  the  Honorable  the  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago: 
Gentlemen— I submit  herewith  the 
labor  rolls  of  Alfred  Harlev  for  work 
upon  river  diversion,  Section  No.  1,  as 
per  contract  dated  August  30,  1893: 

Total  amount  of  rolls  from  Sep 
terpber  15  h to  September  30th  . .$28,497  5$ 


Add  15  per  cent.,. ...... . . .....  4.274  68- 

Tptal .$32  772  18. 


In  making  my  report  of  labor  on  this 
Section,  September  27th,  I held  for  in- 
vestigation items  footing  up  $248  33.  I 
have  satisfied  myself  that  those  items 
constitute  a proper  charge  against  the 
river  diversion  except  that  the  salary  of 
the  General  Foreman  (entered  on  bill  as 
General  Superintendent)  should  be  rated 
at  $150  per  month.  This  1)111  will  there- 
fore appear  as  $228.33:  with  15  percent 
added,  it  foots  up  $256.83.  No  bills  for 
material  or  repairs  have  been' turned  in 
for  the  period  corresponding  with  the 
rolls. 

Respectfully  submitted, 

(Signed)  Isham  Randolph. 

Chief  Engineer” 


“Chicago,  Oct.  5.1893. 

To  the  Honorable  the  Board  of  Trustees 
of  the  Sanitary  District  of  CJiic ago: 

Gentlemen— I submit  herewith  the 
labor  rolls  of  McArthur  Brothers  for  work 
upon  river  diversion,  Sections  Nos.  2 and 
4 as  per  contract  dated  August  30,  1893: 
Section  No.  2. 

Total  amount  of  rolls.  September 


15th  to  September  30th $10,599  87 

Add  15  per  cent 1 589  98 

Total’. $12  189  85 

Section  No.  4. 

Total  amount  of  rolls,  September 

- 15th  to  September  30th..  $ 8 277  33 

Add  15  per  cent 1 241  60 

Total $ 9.518  93 

No  bills  for  material  have  been  re- 


turned for  the  period  covered  by  the 
rolls. . 

Respectfully  submitted, 

(Signed)  Isham  Randolph, 

Chief  Engineer .” 
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Mr.  Kelly,  seconded  bv  Mr.  Bolden- 
weck. moved  that  the  reports  of  the  Chief 
Engineer,  just  presented,  be  ordered 
printed  and  placed  on  tile,  and  the 
vouchers,  as  read  and  shown  above,  be 
approved  and  ordered  paid. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck  (except  as 
to  percentage  on  Harlev  and  McArthur 
Construction  Vouchers ),  Cooley,  Eck- 
hart,  Kelly  and  Wenter— six  (6).  Nays 
— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  reports  of 
the  Chief  Engineer,  just  p esented,  or- 
dered printed  and  placed  on  file,  and  the 
vouchers,  as  read  and  shown  above,  ap- 
proved and  ordered  paid. 

WEEKLY  REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report,  in  ac- 
cordance with  the  rules,  showing  , the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  October 
7,  1893. 

The  same  was  read,  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT*. 

“Chicago,  October  11,  1893. 
lo  the  Honorable  the  Board  of  Trustees 

oj  the  Sanitary  District  of  Chicago: 

Gentlemen-— I beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  Octo- 
ber ,7,  1893,  as  the  same  have  been  re- 
ported to  me  : 


Engineering  Department. ........  106 

Engineering  Department,  Tow- 

path  53 

Engineering  Department,  Time- 
keepers and  Trainmen.  . . 12 

‘—171 

Clerical  Department..- 4 

Treasury  Department 1 

Law  Department ...  8 

Police  Department . 36 

Total  employes 220 


Respectfully  submitted, 

(Signed)  Thos'.  F.  Judge, 

Clerk  V 

MONTHLY  REPORT  FROM  ENGINEERING 
DEPARTMENT. 

The  Clerk  presented  a report  (accom- 


panied by  classified  statement)  from  the 
Engineering  Department  for  the  month 
of  September,  1893;  and  the  report  was 
read. 

Mr.  Boldenweck,  seconded  by  Mr. 
Kelly,  moved  that  the  report  be  ordered 
printed,  and,  with  accompanying  classi- 
fied statement,  placed  on  file . 

The  motion  prevailed  unanimously, 
and  it  was  so  ordered . 

The  following  is 

THE  .REPORT: 

“Chicago,  October  11, 1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen  — I herewith  transmit  the 
reports  of  Divisions  1,  2 and  3 showing 
the  detailed  operations  of  the  Engineer- 
ing Department  for  the  month  of  Septem- 
ber, including  table  giving  the  rate  of 
progress  on  the  several  contracts;  also  a 
classified  statement  of  expenses  in  the 
usual  form. 

Expenses  for  the  month  of  September 
were  as  follows  : 


Contractors  estimates $287,099.44 

River  Diversion  estimate. . . . . 19,049,. 91 

Pay  rolls 12,500.44 

Material,  etc 863,08 


Total... $319,512.87 


I estimate  the  expenses  for  October 
will  be  $450,000. Q0,  including  contractor’s 
estimates. 

Respectfully  submitted, 

(Signed)  Isham  Randolph,  * 

Chief  Engine&rV 
(Enclosing  classified  statement.) 


“Chicago,  October  11,  1893. 
Isham  Randolph , Esq.,  Chief  Engineer: 
Dear  Sir  — I herewith  submit  the  fol- 
lowing report  for  the  month  of  Septem- 
ber: 


Payrolls $ 7,064.84 

Pay  rolls,  repair  of  tow-path . . 710.50 

Contractors  estimates -. . . , 287,099.-14 


Total $294,874.78 


(The  ektra  work  done  on  river  diver- 
sion, Sections  1,2,  4,  11  and  12,  is  not  in- 
cluded.) 
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CONDITION  OF  WORK,  OCTOBER  1,  1893. 


Contractor. 


It 

ill 


A 

B 

C 

D 

£ 

F 

1 

2j 

II: 

5 

6 


L.  D.  Conner  & Co. . . 

L.  D,  Conner  & Co. . . 
VVestern  Dredg.  & Imp  Co 
E.  D.  Smith  & Co  — 
Streeter  & Kenefick . . . 

Ricker,  Lee  & Co 

Alfred  Harlev 


Agnew  & Co 

Agnew  & Co 

Agnew  & Co 

Agnew  & Co 

Agnew  & Co 

E.  D.  Smith  & Co 

Mason,  Hoge  & Co.. 
Mason,  Hoge  & Co.. 
Mason,  Hoge  & Co... 
McCormick  Constr’n  Co. 


$ 22,785 

00 

$ 25,669 

92 

$ 77,009 

76 

$ 54,224 

76 

36,442 

71 

13412 

99 

40,238 

97 

3,796 

26 

36,810 

17 

14.545 

65 

43,636 

95 

6,826 

78 

83,404 

05 

15.286 

51 

45  859 

53 

12,455 

48 

108,652 

40 

15,537 

72 

46,613 

16 

48,585 

85 

11,524 

58 

34,573 

74 

20.207 

65 

22,481 

34 

134,902 

68 

108,695 

i3 

15,988 

00 

16.980 

75 

135,846 

00 

119.858 

00 

18,036 

00 

20,098 

79 

200  987 

90 

182,951 

90 

11,934 

00 

16  886 

39 

151,977 

51 

140.043 

51 

33,912 

00 

13.275 

92 

110,845 

32 

76  933 

32 

38.826 

00 

15,599 

88 

132.594 

73 

93,768 

73 

77.889 

00 

18,777 

24 

159,606 

54 

81,717 

64 

98,683 

00 

23,441 

42 

234,414 

20 

135,731 

20 

63,555 

60 

19.833 

79 

198,337 

90 

134,782 

30 

.147,100 

00 

23,680 

43 

236.804 

30 

89,704 

30 

166,684 

75 

19,891 

82 

198,913 

20 

32,228 

45 

176.060 

75 

19.172 

88 

191,728 

80 

15,668 

05 

218.132 

72 

18  588 

65 

185  886 

50 

71,110 

00 

19,891 

82 

198,918 

20 

127,808 

20 

>61  939  24 

14,012  11 


32,246  22 


Totals $1,450,699  55  $364,577  49  $2  759,695  89  $1,417,193  91  S108.197  57 


Total  amount  required  to  be  done  October  1,  1893...$  2,759,695  89 


Total  amount  done  October  1,  1893 1,450,699  55 

Amount  short  as  per  contracts $ 1,308.996  34 


Note— In  addition  to  the  above  amounts  done  October  1, 1893,  there  has  been  material 
excavated  at  various  points  by  labor  employed  by  the  Sanitary  District,  which  material, 
if  rated  at  the  regular  contract  prices  would  reduce  the  shortage  as  follows: 

Section  1,  river  diversion— 53,000  cubic  yards  glacial  drift  at  27c  — SI 4,310  00 
Section  2,  river  diversion— 44,100  cubic  yards  glacial  drift  at  28c — 12,348  00 
Section  4,  river  diversion— 25,000  cubic  yards  glacial  drift  at  27c. . . . 6,750  00 

Section  11,  river  diversion — 4,148  cubic  yards  glacial  drift  at  303^c. . 1,254  77 

Section  11,  river  diversion—  1,210  cubic  yards  solid  rock  at  79Kc. . 958  93 


Reducing  shortage  a total  of. 


$35,621  70 
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AMOUNT  OF  WORK  DONE  TO  OCTOBER  1,  1893- 


11893- 


Main  Channel. 

River  Diversion. 

River  Levees 
A-nd  Ditches. 

Total  value 
of  work  done 

o 

w 

72 

Glacial 
Drift. 
Cu.  Yds. 

Solid 
Rock. 
Cu.  Yds. 

Glacial 
Dripf. 
Cu.  Yds. 

Solid 
Rock. 
Cu.  Yds- 

Giacial 

Drift. 

Cu.  Yds. 

to  October 
1,  1893,  on 
each  Section. 

A 

74.400 

$ 22,785  00 

B 

134.973 

36,442  71 
36,810  17 

c 

38,148 

126,351 

350.831 

118,496 

D 

• 33,404  05 

E 

43.905 

108,562  40 

F 

96,753 

69,700 

*5,878 

*29,500 

88,119 

48,585  85 

1 

91.189 

28,207  55 

2 

27,600 

66,800 

44,200 

125,600 

84,900 

21,000 

15  988  00 

8 

48,036  00 

4 

11,934  00 

5 

33,912  00 

6 

58.900 

38,826  00 

7 

37,300 

45,800 

50,600 

118,900 

76,600 

48.900 

34,500 
66,600 
9,800 
49,800 
*7,000 
+ „ 

77,889  00 

8 

7,500 

28,100 

98.683  00 

9 

37.700 

63,555  60 

10 

21,800 

27,400 
*4,100 
f. ....... 

147,100  00 

11 

89,200 

186,800 

211,700 

166,684  75 

12 

27,400 

176,060  75 

18 

32,822 

280,400 

218,132  72 

14 

45,300 

85,000 

71,110  00 

Total 

1.275.489 

1.016,500 

729.450 

167.500 

I 38.119 

$1,450,699  55 

12  H 

per  cent, 
reserve. 


$ 2 848  12 
4 555  34 
4,601  27 
4,175  51 
13,569  05 
6,073  24 
3.275  94 
1,998  50 
2,254  60 
1,491  75 
4,239  00 
4,863  25 
9,736  12 

12.835  38 
7.944  45 

18.887  50 

20.836  59 
22,007  69 
27,266  59 

8,888  75 


$181,337  44 


Main  Channel,  glacial  drift 1,276,489  Cu.  Yds. 

Main  Channel,  solid  rock 1,016,500 

River  Diversion,  glacial  drift 729,450  ‘ 

River  Diversion,  solid  rock 167  600 

River  Levees  and  Ditches,  .glacial  drift 88,119 

Total  value  of  work  done  to  October  1st,  1893 — 55 

Total  12%  per  cent  reserved  as  per  contracts 181,3  u 44 

Total  of  vouchers,  including  those  of  October  2, 1893 $1,269,322  11 


*The  following  approximate  quantities  have  been  here  excavated  during  September, 
1893,  by  labor  employed  by  the  Sanitary  District: 

Section  1,  river  diversion,  glacial  drift. 58,000  Cu.  Yds. 

Section  2,  river  diversion,  glacial  drift 44,100  ^ 

Section  4,  river  diversion,  glacial  drift 25,000 

Section  H,  river  diversion,  giacial  drift 4,148  * 

Section  11,  river  diversion,  solid  rock 1.210 

t About  5,000  cubic  yards,  of  solid  rock  excavated  in  river  diversion  Section  12  on 
.contractor’s  force  jeport;  also  2,475  cubic  yards  of  glacial  drift. 
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FORCE  REPORT— DAILY  AVERAGE,  SEPTEMBER,  1893. 


The  above  report  does  not  include  the  forces  on  special  work,  amounting  to  about 
2500  men. 

Yours  truly, 


(Signed)  D.  C.  Dunlap, 

Assistant  Stiver intendent  of  Construction .” 


‘‘Chicago,  October  10,  1893. 

Mi . Isham  Randolph,  Chief  Engineer: 

Dear  Sir — The  work  of  Division  2 for 
the  month  of  September  was  as  follows: 

Made  sketches  showing  Summit  road 
bridge,  Willow  Springs  road  bridge, 
and  Calumet  Terminal  bridge,  showing 
proposed  elevations  and  general  dimen- 
sions for  same. 

Plans  and  specifications  were  drawn 
up  for  the  Stephens  sireet  bridge  and  for  ' 
the  Santa  Fe  bridge,  both  over  river  di-  j 
version,  near  Lennon t. 

Plans  were  made  for  the  Western  Stone 
Co.’s  bridge  over  river  diversion  at  county 
line. 

Platting  of  the  Summit  and  Lyons 
road  from  Illinois  and  Michigan  Canal 
was  completed. 

Started  the  field  work  on  the  county 
line,  Stephens  street  and  Santo  Fe 
bridges. 

Made  estimate  of  excavation  necessary 
on  line  of  main  channel,  Summit  to  Cor- 
with. 

Reduced  and  platted  the  notes  of  the 
survey  of  the  Chicago  and  Calumet  Ter- 
minal Railroad. 


Made  survey  of  Willow  Springs  road, 
from  the  Illinois  and  Michigan  Canal 
westward  to  25  foot  contour.  Reduced 
notes  of  same  and  started  platting. 

Made  survey  in  vicinity  of  C.,  S.  F.  & 
C.  R.  R.  bridge  above  Summit.  Notes 
are  being  reduced. 

Commenced  test  pits  foj  spillway  on 
east  bank  of  Desplaines  River,  north  of  C., 
S.  F.  & C.  Railroad  bridge  above  Summit. 
Thirteen  pits  completed  to  rock  surface 
and  several  more  started. 

Continued  the  cross-sectioning  of  terri- 
tory along  line  of  river  diversion  chan- 
nel. This  survey  is  now  completed  from 
head  of  Goose  Lake  to  a point  opposite 
Sag  bridge. 

High  water  gauge  at  Willow  Springs 
inspected  and  reset  to  Chicago  datum. 

The  maintenance  and  records  of  water 
gauges  was  continued.  Redi^ction  of 
notes  pertaining  to  Illinois  River  floods 
was  continued . 

Miscellaneous  estimates  and  calcula- 
tions were  made  with  reference  to  levees 
and  river  diversion  between  Summit  and 
Lock  port. 

The  work  for  October  will  be  a con- 
tinuation of  that  for  September,  with 
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such  additional  work  as  may  be  ordered. 

The  expense  for  October  will  approxi- 
mate to  that  for  September. 

Very  respectfully, 

(Signed)  Thos.  T.  Johnston, 

First  Assistant  Chief  Engineer 


"‘Chicago,  Oct.  11,  1893. 
lsham  Randolph,  Esq.,  Chief  Engineer  : 

Dear  Sir— I herewith  submit  the  re- 
port of  Division  3 for  the  month  of  Sep- 
tember, 1893.  The  following  work  was 
finished: 

A copy  of  the  map  accompanying  first 
proposals  from  Willow  Springs  to  Sum- 
mit: tracings  of  the  condensed  map  and 
profile  of  the  territory  between  Chicago 
and  Joliet,  of  the  new  crossing  of  the 
C , S , F.  & C.  Railway  at  Lemont,  and 
of  the  contour  map  at  Willow  Springs; 
tracings  for  the  right  of  way  between 
Summit  and  Bridgeport  of  Manchester, 
Canaiport,  and  of  tracts  117  to  119,  180, 
141,  150,156,  158,  159,  170.  171,  290  to 
293;  and  drawings  and  tracings  of  the 
map,  profile  and  sections  accompanying 
the  proposals  for  the  main  channel  be- 
tween Summit  and  Cor  with. 

The  platting  of  the  Stadia  notes  on  the 
large  scale  contour  maps  from  the  Sag 
to  Joliet,  and  the  inking  of  the  Sanitary- 
District  map  was  continued. 

The  cploring  of  the  reverse  prints  and 
the  platting  of  the  contour  lines  of  the 
condensed  map  and  profile,  was  con- 
tinued. * 

During  next . month  it  is  proposed  to 
continue  the  platting  of  the  Sanitary 
District  map,  the  main  topographical 
mtps.  and  the  regular  routine  work  of 
the  Division. 

Yours  respectfully, 

(Signed)  Edgar  Williams, 

Second  Assistant  Chief  Engiiteer .” 

LEVEE  AND  TRESTLE  OP  SECTION  A. 

The  Clerk  presented  a report  fropn  the 
Chief  Engineer,  accompanied  by  specifi- 
cation and  order,  with  reference  to  the 
construction  of  a levee  on  Section  A and 
trestle  for  same;  and  the  report  was  rbad. 

Mr.  Boldenweck,  seconded  by  Mr  Eck- 
hart,  moved  that  the  report  be  ordered 
primed,  and,  with  enclosed  specification 
and  order,  be  referred  to  the  Joint  Com- 
mittee on  Engineering  andEinan.ee,  with 
directions  to  report  back  at  the  next 


meeting,  and  with  instructions  to  the 
Chief  Engineer  to  receive  bids,  as  sug- 
gested in  the  report,  and  present  same 
to  that  Committee. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore.  Kelly,  Prendergast 
and  Wenter— eight  (8).  -Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
ordered  printed,  and,  with  enclosed  spec- 
ification and  order,  so  referred,  with  in- 
structions to  the  Chief  Engineer,  to  re- 
ceive bids  as  suggested  in  the  report,  and 
present  same  to  that  Committee. , 

The  following  is 

THE  REPORT:* 

“ Chicago,  October  11, 1893. 

To  the  Honorable  the  Board  of  Trustees 
oj  the  Sanitary  District  of  Chicago : 

Gentlemen  — In  the  matter  of  the 
levee  bn  Section  A,  and  trestle  necessary 
for  constructing  same,  upon  which  L 
made  a preliminary  report  on  the  4th 
yist  , I have  to  report  further,  that  owing 
to  the  difficulties  in  the  way  of  making 
tests  of  depth  of  soft  material,  ! have 
secured  but  little  information  additional 
to  that  in  my  possession  when  the  report 
above  mentioned  was  made.  In  my 
judgment  this  is  a piece  of  work  whibh 
must  be  done  whether  the  cost  be  greater 
or  less  than  my  preliminary  estimate',  and 
the  information  which  I have  taken  steps 
to  seciire  will  not  change  the  needs  of 
the  case  but  will  only  determine  such 
details  as  the  lengths  of  piles  and  the 
amount  of  filling  required*  I therefore 
ask  that,  to  avoid  delays,  you  make  such 
orders  at  this  meeting  for  the  prosecu- 
tion of  the  work  as  will  enable  me  to 
mane  the  necessary  preliminary  arrange- 
ments. 

Respectfully  submitted.  v 
(Signed)  Isham  Randolph, 

Chief  Engineer.™ 

(Enclosing  specification  and  order.) 

MONTHLY  REPORT  FROM  LAW  DEPART- 
MENT. 

The  Clerk  presented  a report  from  the 
Law  Department  for  the  month  of  Sep- 
tember, 1893;  and  the  same  was  read 

Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
weck, moved' that  the  report  be  ordered 
printed  and  placed  on  file. 

The  motion  prevailed  unanimously . and 
it  was  so  ordered. 
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The  following  is 

THE  report: 

“Chicago,  Oct.  11, 1893. 

To  the  Honorable  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago  : 

Gentlemen  — I submit  herewith  the 
monthly  report  for  Septembei , 1 899.  The 
total  amount  paid  out  by  this  Depart- 
ment is  as  follows: 


Salaries. 

Attorneys $ 1,525  00 

Office  force — 195  00 

$ 1,720  00 


Expenditures. 


Right  of  way. . 
Court  Costs  — 
Legal  services. 

Stationery 

Sundries 


$ 500  45 

224  20 
89  02 
77  98 
29  10 


920  75 


Land  Account 

Right  of  way $339,556  50 

Will  County,  $38  41 
Cook  County,  49  38 

87  79 


39,644  29 


Total 


$342.285  04 


A larger  amount  of  money  has  been 
paid  out  for  land  during  the  past  month 
than  during  any  other  one  month  since 
the  first  purchase  of  land  by  the  District. 
Negotiations  are  progressing  satisfac- 
torily for  the  purchase  of  a number  of 
other  tracts.  Agreements  for  purchase 
have  been  made  in  some  cases  which  it 
is  impossible  to  close  until  we  get  opin- 
ions of  title  from  the  abstract  company. 

Much  work  has  been  done  during  the 
past  month  and  is  now  being  carried  on 
in  connection  with  new  work  already 
undertaken  or  about  to  be  undertaken 
by  the  District. 

Several  employes  of  this  Department 
have  been  engaged  a portion  of  their  time 
in  looking  after  the  sending  of  the  labor- 
ers to  work  on  the  river  diversions  for 
Sections  one  (1),  two  (2),  three  (3)  and 
four  (4).  The  District  has  assumed  the 
payment  of  the  tickets  for  carrying  these 
laborers  back  and  forth,  and  has  directed 
that  the  price  of  the  tickets  for  each 
laborer  be  kept  out  of  his  pay.  This  has 
necessitated  much  extra  work,  as  over 
five  thousand  dollars  worth  of  tickets 
were  used  during  the  month  of  Septem- 
ber. 


The  arguments  and  briefs  before  the 
Supreme  Court  in  the  case  of  the  Sani- 
tary District  of  Chicago  vs.  Tedens  et  al., 


appealed  from  DuPage  County,  have 
been  prepared  and  tiled  at  Ottawa;  the 
case  of  the  Sanitary  District  of  Chicago 
vs.  Burke  et  al.  was  continued  until  the 
next  term  of  court  on  our  motion  for  th'e 
purpose  of  supplying  certain  omissions 
in  the  record. 

This  Department  is  now  fully  occupied 
upon  work  connected  with  settlements 
for  real  estate  purchases,  in  seeing  that 
good  title  is  obtained  by  the  District,  in 
entering  verdicts  where  compensation 
for  land  taken  has  been  agreed  upon, 
and  also,  in  drawing  contracts  and  ordi- 
nances pertaining  to  the  large  amount  of 
extra  work  now  undertaken  by  the  Dis- 
trict. 

Respectfully  submitted, 
(Signed)  Orrin  N.  Carter. 

Attorney 

MOWTHLy  REPORT  FROM  POLICE  DEPART- 
MENT. 

The  Clerk  presented  a report  from  the 
Marshal,  covering  the  period  from  the 
organization  of  the  Police  Department 
to  October  1,  1893;  and  the  report  was 
read. 

Mr.  Boldenweck,  seconded  by  Mr. 
Eckhart,  moved  that  the  report  be  or- 
dered printed  and  placed  on  file. 

The  motion  prevailed  unanimously, 
and  it  was  so  ordered. 

The  following  is 

THE  REPORT: 

“Chicago,  Oct.  11, 1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — 1 have  the  honor  to  sub- 
mit the  following  as  my  first  formal  re- 
port, and  will  say,  by  way  of  explanation, 
that  while  under  the  rules  these  reports 
should  be  made  monthly,  the  great 
volume  of  business  I have  had  to. 
attend  to  has  so  occupied  my  time  that 
I have  been  unable  to  arrange  correct 
data  for  an  earlier  report,  but  in  f ume 
will  submit  reports  monthly  as  the  rules 
require.  On  August  21st,  thirty-four  of 
the  thirty- five  men  selected  as  patrolmen 
(which  selection  was  duly  reported)  as- 
sembled at  the  Rialto  Building  in  re- 
sponse to  notice  and  went  with  me  to  the 
Central  Station  at  Sag  Bridge, _ where 
they  remained  under  drill  and  instruc- 
tion until  Saturday,  August  24th,  when 
I appointed  the  following  sergeants  and 
assigned  them  to  duty*  with  six  men 
each,  except  the  Central  Station,  where 
I kept  five  men: 
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Thomas  A.  Mahoney,  First  Sergeant, 
Central  Station. 

Henry  J.  Doran,  Second  District, 
Summit. 

Robert  L.  Nelson,  Third  District,  Wil- 
low Springe. 

Michael  Madden,  Fifth  District,  Le- 
mont. 

Edward  J.  Coen,  Sixth  District, 
Romeo. 

The  men  were  lodged,  pending  the 
building  of  the  stations  at  Summit,  in 
tents  belonging  to  me,  for  which  no  ex- 
pense follows;  at  Willow  Springs,  in  a 
cottage  belonging  to  Mrs.  Sherwood,  at  a 
cost  of  $12.00;  at  Sag,  in  the  building 
turned  over  by  Engineering  Department 
to  the  Police  Department;  at  Lemont,  in  a 
building  held  by  Mr,  Talty,  for  the  use  of 
which  we  may  have  to  pay  $10.00;  at 
Romeo,  in  the  building  erected  for  a coal 
shed  on  the  station  site— no  expense  fol- 
lowing... 

The  four  stations  contracted  for  at 
$1,148.62  each  were  completed  within  the 
time  specified,  except  a little  of  the  paint- 
ing, (whictuhas  since  been  well  dbne)and 
for  the  contract  price,  without  extra 
charge  of  any  kind. 

The  five  iron  c^ges,  requisition  for 
which  was  allowed  by  your  Honorable 
Board,  were  contracted  for  at  $120.00 
each,  complete  and  in  place,  from  Frank 
Smith,  of  Chicago,  who  was  the  lowest 
bidder,  the  weight  and  strength  of  con- 
struction considered.  The  cages  are  all 
in  place  and  in  use  and  are  complete  ex- 
cept the  soil  buckets,  which  latter,  I am 
advised,  will  be  here  this  week. 

Beckwith,  who  was  appointed  as  one 
of  the  original  men,  failed  to  report  for 
duty  and  J.  H.  Devine  was  appointed  in 
his  stead.  Martin  Roller  having  resigned 
September  80th,  George  W.  Bull  was- 
taken  from  the  list  of  eligibles  and  as- 
signed to  the  vacancy. 

Eleven  men  have  been  sworn  in  as 
special  policemen,  as  follows: 

On  my  own  motion— 

Farrell  C.  Larnev,  the  driver  of  the 
police  team,  and  F.  E.  Michaud,  car- 
penter and  contractor. 

On  request  of  Wm.  Harlev  & Son— 

T.  D.  Ives,  Charles  Wink,  John  Donelly, 
James  Maloney,  Ferdinand  Wallenberg, 
C.  S.  Hardy,  John  D.  Boyd,  Frank 
Gwynn,  Martin  Roller. 

The  star  of  Martin  Roller  has  been  re- 
called for  improper  conduct. 


The  work  of  the  department  has  been 
greatly  increased  by  the  emergency  work  ; 
four  men  have  been  detailed  on  the  Chi- 
cago & Alton  work  trains  since  the  start 
and  three  men  on  the  Santa  Fe  work 
trains.  Since  the  start  two  men  each 
have  been  detailed  to  Harlev  & Son  and 
McArthur  Bros,  each  pay  day  and  the 
night  following.  The  health  of  the  depart- 
ment has  been  good,  five  men  in  all 
have  been  absent  on  sick  leave,  two  are 
now  absent,  one  suspended  pending  an 
investigation. 

As  the  season  advances  the  work  of 
the  department  increases,  notwithstand- 
ing the  fact  that  the  army  of  idle -persons 
unwilling  to  work  which  we  found  in- 
festing the  District,  have  almost  entirely 
disappeared. 

The  discipline,  efficiency  and  deport- 
ment of  the  force  is  at  a nigh  standard 

The  following  is  a summary  of  the 
work  of  the  department  not  before  re- 
ferred to: 


Total  number  of  arrests 112 

Total  fines  imposed $546  00 

Committed  to  County  Jail— Cook 

and  Will 13 

Committed  to  Bridewell 2 

Dead  bodies  recovered  from  canal  3 

Dead  bodies  removed  from  rail- 
road tracks  and  right  of  way. . . 7 

Dead  bodies  removed  from  river . . 1 

Obstructions  removed  from  rail- 
road tracks. 9 


Respectfully  submitted, 
(Signed)  Edward  Williams, 

Marshal .v 

CANCELLATION  OP  SUPPLEMENTAL  BOND 
OF  TREASURER. 

Mr.  Eckhart,  Chairman,  presented  a 
report  from  the  Committee  on  Finance, 
with  reference  to  and  accompanied  by 
the  report  from  the  Treasurer,  request- 
ing the  cancellation  and  return  of  his 
last  supplemental  bond,  presented  and 
referred  to  that  Committee  at  the  meet- 
ing held  September  27, 1893  (page  1482  of 
the  Proceedings);  and.  the  report  was 
read. 

Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
weck,  moved  that  the  report  be  adopted, 
ordered  printed,  and  with  accompanying 
report  from  the  Treasurer,  placed  on 
file,  the  recommendations  made  therein 
concurred  in,  and  the  Clerk  authorized 
and  directed  to  cancel  and  return  the 
supplemental  bond,  as  provided  in  the 
report. 

On  roll-call  the  vote  stood:  Yeas — 
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Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Prendergast 
and  WeMer — eight  (8).  Nays — None. 

’ Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
^adopted,  ordered  printed,  and,  with  ac- 
companying report  from  the  Treasurer, 
placed  on  file,  the  recommendations 
made  therein  concurred  in,  and  the  Clerk 
authorized  and  directed  to  cancel  and  re- 
turn the  supplemental  bond  as  provided 
in  the  report. 

The  following  is 

THE  REPORT: 

“Chicago,  Oct.  11,  1893. 
To  the  Honorable  the  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago : 

Gentlemen— Your  Committee  on  Fi- 
nance, to  whom  was  referred  the  com- 
munication of  the  Treasurer  of  Septem- 
ber 27,  1897,  requesting  the  cancellation 
and  return  to  him  of  his  last  supplemental 
bond  on  account  of  a redaction  in  the 
amount  of  funds  in  his  hands,  recom- 
mend that  the  Cierk  of  the  Board  be 
authorized  and  directed  to  cancel  and 
surrender  to  the  Treasurer  of  the  district 
said  supplemental  bond,  bearing  date  the 
8th  day  of  June,  1893,  and  approved  the 
14th  day  of  June,  1893. 

.Respectfully  submitted, 

(Signed)  B.  A.  Eckhart, 

Chairman. 
Thomas  Kelly, 
Committee  on- Finance.” 

PURCHASE  OF  “ ROSENCRANS,”  “ HUR- 
FORD,” “JONES,”  “NEWELL,”  “SABIN” 
AND  “LEMAN”  LANDS. 

Mr,  Eckhart,  Chairman  of  the  Joint 
Committee  on  Finance  and  Engineering, 
presented  an  order,  ^authorizing  and  ef- 
fecting the  Clerk  to  pay  Jacob 
Rosencrans,  William  Hurford,  Har- 
riet A.  Jones,  William  Jarvis 
Jones,  George  Edwin  Jones,  Mary  O. 
Newell,  Harriet  G.  Sabin  and  Henry  W. 
Leman,  Trustee,  on  the  youchers  of  the 
Attorney,  in  pursuance  of  certain  orders 
entered  in  the  Circuit  Court  of  Cook 
County,  for  right  of  way  lands  in  said 
county,  in  full  of  verdict  for  said  lands 
in  the  case  of  the  Sanitary  District  of 
Chicago  vs.  Marianna  A.  Ogden,  Jacob 
Rosencrans,  Harriet  A.  Jones,  et  al.,  as 
provided  in  the  order;  and  the  order  was 
read. 

Mr.  Eckhart.  seconded  by  Mr.  Kelly, 
jhoved  the  adoption  of  the  order. 


On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Prendergast 
and  W enter— eight  (8).  Nays — None. 

Upon  which  result  the  President^  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Clerk  authorized  and 
directed  to  pay  Jacob  Rosencrans,  Wil- 
liam Hurford,  Harriet  A.  Jones,  William 
Jarvis  Jones,  George  Edwin  Jones,  Mary 
O.  Newell,  Harriet  G.  Sabin  and  Henry 
W.  Leman,  Trustee,  on  the  vouchers  of 
the  Attorney,  in  pursuance  of  certain 
orders  entered  in  the  Circuit  Court  of  Cook 
County,  for  right  of  way  lands  in  said 
County,  in  full  verdict  for  said  lands  in 
the  case  of  the  Sanitary  District  of  Chi- 
cago vs.  Marianna  A.  Ogden,  Jacob  Ros- 
encrans, Harriet  A,  Jones,  et  al.,  as  pro- 
viced  in  the  order. 

The  following  is 

THE  ORDER: 

“ Ordered , That  the  Clerk  of  this  Dis- 
trict be  authorized  and  directed  to  pay, 
on  the  vouchers  of  the  Attorney,  to 
Jacob  Rosencrans,  represented  by  Sam  uel 
R.  Hurford,  his  attorney,  the  sum  of  one 
thousand  four  hundred  and  seventy-five 
and  sixty  one-hundredths  ($1,475.60)  dol- 
lars, and  to  William  Hurford,  represented 
by  said  Samuel  R.  Hurford,  his  attorney, 
the  sum  of  nine  hundred  and  seventy- 
eight  and  forty  one-hundredths  ($978.40) 
dollars,  in  full  payment  for  their  respect- 
ive undivided  interests  in  and  to  the  fof-j 
lowing  described  land,  to-wit: 

That  part  of  the  northeast  quarter  (N. 
E.  i)  of  the  south  west  quarter  (S.  W.  £). 
of  the  the  south  west  quarter  (S.  W.  £) 
of  Section  five  (5),  Township  thirty-eight 
(88)  North,  Range  thirteen  (13),  East  of 
the  Third  Principal  Meridian,  lying  south 
(S.)  of  a line  drawn  from  a point  in  the 
west  line  of  said  section,  five  hundred 
and  forty-one  (541)  feet  north  (N.)  of  the 
southwest  (S.  W.)  corner  of  said  section, 
to  a point  in  the  east-  line  of  said  south 
west  quarter  (S.  W.  t)  of  said  section, 
one  thousand  and  seventy-eight  and  eight 
one-hundredths  (1078. Q8)  feet  south  (S.) 
of  the  northeast  (N.  E.)  corner  of  said 
southwest  quarter  (S.  W.  i)  of  said  sec- 
tion; said  premises  lying  and  being  sit- 
uate in  the  County  of  Cook,  State  of  Illi- 
nois; 

And  to  Harriet  A.  Jones,  William  Jar- 
vis Jones,  George  Edwin  Jones,  Mary  C. 
Newell,  Harriet  G.  Sabin,  and  Henry  W. 
Leman,  trustee,  represented  by  Swift, 
Campbell,  Jdnes  & Martin,  their  attor- 
neys, the  sum  of  thirty-eight  thousand 
trim  hundred  and-  fifty-eight  ($38,258.00) 
dollars,  in  full  payment  for  their  respect- 
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ive  undivided  interests  in  and  to  the  fol- 
lowing described  lands,  to-wit: 

The  north  (N.)  two  hundred  and  sixty- 
four  and  six-tenths  (264.06)  feet  of  the 
west  half  (W.  i)  of  the  southeast  quarter 
(S.  E>  i)  of  Section  thirty-five  (35),  Town- 
ship thirty-nine  (39)  North,  Range  thir- 
teen (13),  East  of  the  Third  Principal 
Meridian,  except  railroad  right  of  way. 

That  part  of  the  east  half  (E.  £)  of  the 
southwest  quarter  (S.  W.  i)  of  the  north- 
east quarter  (N.  E.  i)  of  Section  thirty- 
five  (35),  Township  thirty-nine  (39)  North, 
Range  thirteen  (13),  East  of  the  Third 
Principal  Meridian,  lying  south  (S.)  of  a 
line  drawn  from  a point  in  the  west  line 
of  said  northeast  quarter  (N.  E.  i);  thirty- 
three  and  ninety -four  one-hundredths 
(33.94)  feet  north  (N.)  of  the  center 
of  said  section,  to  a point  in  the  east 
line  of  said  section,  ten  hundred  and 
ninety  and  ten  one-hundredths  (1090.10) 
feet  north  (N.)  of  the  east  (E.)  quarter 
corner  of  said  section. 

That  part  of  the  east  half  (E.  £)  of  the 
southeast  quarter  (S.  E.  i)  of  Section 
thirty-five  (35),  Township  thirty-nine  (39) 
North,  Range  thirteen  (13),  East  of  the 
Third  Principal  Meridian,  lying  north 
(N.)  of  the  northerly  boundary  line  , of 
the  right  of  way  of  the  Atchison,  Topeka 
'&  Santa  Fe  Railroad  Company  in 
Chicago. 

All  of  said  premises  lying  and  being 
situate  in  the  County  Of  Cook,  State  of 
Illinois. 

Said  sums  being  the  respective  amounts 
awarded  by  the  verdict  and  report  of 
the  jury,  and  the  order  and  judgment 
entered  thereon  in  the  case  of  the  Sani- 
tary District  of  Chicago  vs.  Marianna  A. 
Ogden,  Jacob  Rosencrans,  Harriet  A . 
Jones  et  al.,  in  the  Circuit  Court  of 
Cook  County,  Illinois,  General  Number 
118,948,  on" the  Fourth  day  of  October 
1893.” 

PURCHASE  OF  .“PECKHAM”  LANDS. 

Mr.  Eckhart,  Chairman  of  the  Joint 
Committee  on  Finance  and  Engineering, 
presented  an  order,  authorizing  and  di- 
recting the  Clerk  to  pay  Orville  Peck- 
ham,  on  the  voucher  of  the  Attorney,  in 
pursuance  of  a certain  order  entered  in 
the  Circuit  Court  of  Cook  County,  for 
right  of  way  lands  in  said  County,  in 
full  verdict  for  said  lands,  in  the  case  of 
the  Sanitary  District  of  Chicago  vs. 
Marianna  A.  Ogden,  Orville  Peckham, 
let  al.,  as  provided  in  the  order;  and  the 
order  was  read. 


Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Prendergast 
and  Wenter— eight  (8),  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Clerk  authorized  and 
directed  to  pay  Orville  Peckham,  on  the 
voucher  of  the  Attorney,  in  pursuance  of 
a certain  order  entered  in  the  Circuit 
Gourt  of  Cook  County,  for  right  of  .way 
lands  in  said  county,  in  full  of  verdict 
for  said  lands,  in  the  case  of  the  Sanitary 
District  of  Chicago  vs.  Marianna  A 
Ogden,  Orville  Peckham  et  al.,  as  pro- 
vided in  the  order. 

The  following  is 

the  order: 

“ Ordered , That  the  Clerk  of  this  Dis- 
trict be  authorized  and  directed  to  pay 
on  the  voucher  of  the  Attorney  to  Orville 
Peckham  the  sum  of  two  thousand  dol- 
lars ($2,000.00),  in  full  payment  for  the 
following  described  land,  to-wit: 

That  part  of  the  south  half  (S.  i)  of  the 
south  half  (S.  £)  of  the  northwest  quarter 
(N.  W.  i)  of  the  northeast  quarter  (N.  E. 
i)  of  Section  four  (4),  Township  thirty- 
eight  (38)  North,  Range  thirteen  (13), 
East  of  the  Third  Principal  Meridian, 
lying  south  (S.)  of  a line  drawn  from  a 
point  in  the  west  line  of  said  northeast 
quarter  (N.  E.  i),  one  thousand  and 
seventeen  (1,017)  feet  north  (N.)  of  the 
southwest  (8.  W.)  corner  of  said  north- 
east quarter  (N.  E.  i)  to  a point  in  the 
east  line  of  said  section,  four  hundred 
and  ninety-six  and  > ninety-five  one-hun- 
dredths (496.95)  feet  south  (S.)  of  the 
northeast  (N.  E.)  corner  of  said  section. 
Said  land  lying  and  being  situate  in  the 
County  of  Cook,  State  of  Illinois. 

Said  sum  being  the  amount  awarded 
by  the  y,erdict  and  report  of  the  jury 
arid  the  order  and  judgment  entered 
thereon  in  the  pase  of  the  Sanitary  Dis- 
trict Chicago  vs.  Marianna  A.  Ogden, 
Orvil*  Peck  ham  et  al.,  in  the  Circuit 
Court  of  Cook  County,  Illinois,  General 
Number  118,948,  on  the  tenth  day  of 
October,  A.  D.  1893.” 

EMPLOYMENT  OF  MEN  ON  RIVER  DIVER- 
SION WORK. 

Mr.  Kelly,  Chairman,  presentee}  a ver- 
bal report  from  the  Special  Committee 
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on  Labor,  stating  that  by  the  reports  of 
the  Chief  Engineer  there  were  about 
2,500  men  employed  each  day  on  the 
special  river  diversion  work  on  Sections 
1,2,  3 and  4,  and  that  the  work  was  pro- 
gressing satisfactorily. 


ADJOURNMENT. 

On  motion  of  Mr.  Eckhart,  seconded 
by  Mr.  Boldenweck,  the  Board  then  ad- 
journed. 

Thos.  F.  Judge, 
Clerk. 
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PROCEEDINGS 

OF  THE 

Board  of  Trustees, 

OF  THE  — 

Sanitary  District  of  Chicago. 


OCTOBER  ,18.  1893. . 


OFFICIAL  RECORD. 

( Published  by  authority  of  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago.) 


REGULAR  MEETING. 

The  one  hundred  and  ninety-second 
regular  meeting  of  the  Board  of  Trus- 
tees of  the  Sanitary  District  of  Chicago 
was  held  in  their  rooms,  Rialto  Building, 
Wednesday,  October  18, 1893,  at  2 o’clock 
P.  M. 

President  Wenter  called  the  Board  to 
order. 

On  roll-call,  Messrs-.  Altpeter,  Bolden- 
weck,  Cooley,  Eckhart.  Gilmore,  Kelly, 
and  Wenter—  seven  (7)  members  were 
present. 

MINUTES. 

The  minutes  of  the  regular  meeting 
held  October  11,  1893,  were  approved  as 


printed,  on  motion  of  Mr.  Kelly,  sec- 
onded by  Mr.  Boldenweck. 

VOUCHERS. 

The  Clerk  presented  the  following  vouch- 
ers : 

PAY  ROLLS. 

Eng.  Dept.,  Div.  No.  1, 

(halt  month,  ending 

Oct.  15,  1893) $ 2,690  54 

Eng.  Dent.,  Div.  No.  1, 
tow  path, (half  month 
ending  Oct.  15,  1893J. 

Eng.  Dept.,'  Div.  No.  i, 
trainmen,  (half 
month,  ending  Oct. 

15,  1893) 

Eng.  Dept.,  Div.  No.  2, 

(half  month,  ending 

Oct.  15,  1893) 

Eng.  Dept.,  Div.  No.  3, 

(half  month,  ending 

Oct.  15,  1893) 

Eng.  Dept.,  Div.  No.  4, 

(half  month,  ending 


480  67 

116  00 
745  80 
679  25 
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Oct.  15,  1893) $ 107  50 

Eng.  Dept.,  Div.  No.  4, 

'1  ime-keepers,  ( halt 


10,  lOVO/ 

Clerical  Dept,,  office 
roll, (half  month, end- 

$  5,318  96 

ing  Oct.  15,  1893) 

Law  Dept.,  office  roll, 
(half  month,  ending 

187  60 

Oct.  15,  1893) 

Police  Dept.,  held  roll, 
(half  month,  ending 
Oct.  15, 1893) 

102  50 

1,309  14 

Total 

$ 6,868  10 

Wm.  Kirkham,  (gauge 

reading) $ 

P.  McGinnis,  (gauge 

reading) 

Mary  Rusk,  (gauge 

reading) 

W.  T.  Keating,  (ex- 
pense)  

U.  W.  Weston,  (travel- 


D.  C.  Dunlap,  (travel- 
ing)  

H.  B.  Alexander,  (trav- 
eling)...  

F.  Wo  lien  berg,  (travel- 
ing)  


10  00 

10  00 

10  00 

39  72 

38  10 

149  -77 

20  41 

16  28 
$ 


773  43 


ENGINEERING  DEPARTMENT. 


DAW  DEPARTMENT. 


Construction  Account— 


Alfred  Harlev,  (Sec.  1, 

Oct.  16,  ’93; $ 

Agnew  & Co.  (Sec.  6, 

Oct.  16,  ’93) 

Agnew  & Co.  (Sec.  6, 

Oct.  16,  ’93) 

Agnew  & Co.  (Sec.  7, 

Oct.  16,  ’93) 

Agnew  & Co.  (Sec.  8, 

Oct.  16,  ’93) 

Agnew  & Co.  (Sec.  9, 

Oct.  16,  ’93) 

E.  D.  Smith  & Co.  (Sec. 

10,  Oct.  16,  ’93) 

Mason,  Hoge  & Co. 

(Sec.  11,  Oot.  16,  ’93). 
Mason,  Hoge  &>  Co. 

(Sec.  12,  Oct.  16,  ’93). 
Mason,  Hoge  <fc  Co. 

(Sec.  13,  Oct.  16,  ’93). 
McCormick  Const.  Co. 

(Sec.  14,  Oct.  16,  ’93). 
L.  D.-  Conner  & Co. 

(Sec.  A,  Oct.  16,  ’93). 
L.  D.  Conner  & Co. 

(Sec.  B,  Oct.  16,  ’93). 
Western  Dredging 
and  Impt.  Co.  (Sec.  C, 

Oct.  16, ’93) 

E.  D.  Smith  & Co.  (Sec. 

D,  Oct.  16,  ’93) 

Streeter  & Kenefick, 
(Sec.  E,  Oct.  16,  ’93). 
Kicker,  Lee  & Co. 
(Sec.  F,  Oct.  16,  ’93). 


590  62 
4,205  25 
2,622  38 
8,830  50 
8,175  79 
3,962  61 
9,992  50 
8,737  81 
13,314  00 
12,819  62 
4,599  00 
4,073  12 
6,426  00 

5,851  26 
3,079  90 
7,809  49 
5,946  98 

$111,036  33 


ENGINEERING  department. 


J.  R.  Davis  & Son,  (test 
pits) •••$ 

375  37 

E.  D.  Smith  & Co. 
(erecting  platform, 
Sec. 11) 

75  38 

Seelig  cfc  Kandler,  (re- 
pairing calculating 
machine) 

3 00 

Chicago  Towel  Supply 
Co.  (toweling) 

5 40 

Geo.  Brainard,  (gauge 
reading) 

10  06 

E.  Hastings,  (gauge 
reading) 

10  00 

John  P.  Wilson,  (serv- 
ices as  Gen.  Counsel)$  1,250  00 
Chicago  Daily  Laiv 
Bulletin , (subscrip- 
tion)  2 50 

Orrin  N.  Carter,  (ex- 
pense)  200  00 

Orrin  N.  Carter,  (ex- 
pense)...,  . 400  00 

Orrin  N.  Carter,  (ex- 
pense)  17  26 

$ 1,869  76 


GENERAL  account. 

The  Engineering  Rec- 
orcLy  (advertising  re- 
letting Secs.  2,  3 

and-4) § 84  00 

POLICE  department. 

Marshall  Field  & Co., 

(window  shades) $ 37  88 

Grand  total $120,669  50 


Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
weck,  moved  that  the  vouchers,  a§  read 
and  shown  above,  be  approved  and  or- 
dered paid. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Bolden  week,  Cooley, 
Eckhart,  Gilmore,  Kelly  and  Wenter — 
seven  (7).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the 
vquehers,  as  read  and  shown  above,  ap- 
proved and  ordered  paid. 

REQUISITIONS. 

The  Clerk  presented  the  following 
requisitions: 

No.  373.  Engineering  Department, 

(level  rod) $ 7 75 

No.  374,  Engineering  Department, 

(level  pole) 6 00 

No  375,  Engineering  Department, 
(cement  tester) 100  00 
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No.  -465,  Law  Department,  (sta- 
tionery)  ,$  6 00 

No.  1052,  Clerical  Department, 
(furniture  and  stationery) 32  50 

Total ...SI 52  25 


Mr  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  Requisition  No.  375  for  the 
Engineering  Department,  as  read  and 
shown  above,  be  referred  to  the  Joint 
Committee  on  Engineering  and  Finance. 

The  motion  prevailed  unanimously, 
and  Requisition  No.  375,  for  the  Engi- 
neering Department,  as  read  and  shown 
above,  was  so  referred. 


Mr.  Kelly,  seconded  bv  Mr.  Eckhart, 
moved  that  Requisitions  Nos.  373  and  374, 
for  the  Engineering  Department.  No.  465, 
for  the  Law  Department,  and  No.  1052, 
for  the  Clerical  Department,  as  read  and 
shown  above,  be  allowed. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly  and  Wenter— 
seven  (7).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  Requisi- 
sitions,  Nos.  373  and  374  for  the  Engi- 
neering Department,  No.  <>65,  for  the  Law 
Department,  and  No.  1052,  for  the  Cler- 
ical Department,  as  read  and  shown 
above,  allowed. 

WEEKLY  REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report,  in  ac- 
cordance with  the  rules,  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  October 
14,  1893. 

The  same  was  read,  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  report: 

“Chicago,  October  18,  1893. 
lo  the  Honorable  the  Board  of  Trustees 

ol  the  Sanitary  District  of  Chicago: 

Gentlemen — I beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  Octo- 
ber 14,  1893,  as  the  same  have  been  re- 
ported to  me  : 

Engineering  Department 106 

Engineering  Department,  T o w- 

path  47 


Engineering  Department,  * Time- 


keepers  12 

Engineering  Department,  Train- 
men   4 

169 

Clerical  Department., 4 

Treasury  Department 1 

La  w Department 8 

Police  Department . 36 

Total  employes \ . 218 

Respectfully  submitted, 

(Signed)  .Tubs.  F.  Judge, 


Clerk:' 

MONTHLY  REPORT  FROM  CLERICAL  DE- 
PARTMENT. 

The  Clerk  presented  a report  from  the 
Clerical  Department  for  the  month  of 
September,  1893. 

The  same  was  read  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

the  'report: 

“Chicago,  Oct.  18,  1893. 

To  the  Honorable  the  Board  of  T'ustees 
of  the  Sanitary  District  of  Chicago: 

Gentlemen — I ha  ve  the  honor  to  here- 
with report  that  the  total  amount  ex- 
pended on  account  of  and  charged  to  the 
Clerical  Department  during  the  month  of 
September,  1893,  was  §796.30,  divided  as 
follows: 

Salaries $ 741.66 

Stationery 26  39 

General  expenses 28  25 

Total..... 8796.30 

There  are  no  outstanding  liabilities,  and 
the  expenses  for  the  present  month  will, 
from  present  indications,  be  about  $900. 

The  total  amount  expended  and 
charged  to  the  General  Account  during 
the  month  of  September,  1893,  was 
§3,924.58,  divided  as  follows: 


Salaries $2,633  83 

Advertising 230.15 

Printing  and  Stationery 80S  57 

Janitor  Service 80.00 

Insurance  Premium 750.00 

General  expenses 22  53 


Total $3,924  58 


There  are  outstanding  liabilities 
against  the  General  Account  to  the 
amount  of  about  $400,  for  advertising, 
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and  the  expenses  for  the  present  month 
will  be  about, $6,'500. 

During  the  month  of  September,  1893, 
there  were  warrants  authorized  and 
drawn  against  the  various  accounts  as 
follows: 


Engineering  Department $ 12,040  40 

Clerical  Department '.  796.30 

Law  Department 2,640.76 

Treasury  Department 166.67 

General  Account 3,924.68 

Engineering  Department  (Con- 
struction Account) 323  149  85 

Law  Department  (Land  Acc’t)..  306.750.29 
Police  Department 6.494.47 

Total $654,962  81 


Respectfully  submitted, 

.(Signed)  Thos.  F.  Judge, 

Clerk." 

PLANS  AND  SPECIFICATIONS  FOR  SPILL- 
WAY AT  SUMMIT. 

The  Clerk  presented  a report  from  the 
Chief  Engineer,  accompanied  by  two 
tracings  and  specification,  being  plans 
and  specifications  for  the  spillway  at 
Summit;  and  the  report  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Altpeter, 
moved  that  the  report,  with  accompany- 
ing plans  and  specifications,  be  approved 
and  adopted,  and  the  report  ordered 
printed,  and,  with  enclosures,  placed  pn 
.file. 

On  roll- Call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Bolden  week,  Cooley, 
Eckhart,  Gilmore,  Kelly  and  Wen  ter 
— seven  (7).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report, 
with  accompanying  plans  and  specifica- 
tions, approved  and  adopted,  the  report 
ordered  printed  and,  with  enclosures, 
placed  on  file. 

The  following  is 

the  report: 

“Chicago,  Oct.  18,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — I submit  herewith  map 
of  the  locality  with  plans  of  the  spillway 
north  of  the  Santa  Fe  railway  and  speci- 
fications under  which  it  is  to  be  con- 
structed. This  location  was  selected  af- 
ter careful  investigation  by  test  pits  had 
demonstrated  that  the  underlying  rock 
furnished  secure  foundations  and  a nat- 
ural apron  to  receive  the  discharge  over 
the  wier,  thus  saving  the  very  large  outlay 


which  would  have  been  involved  in  secur- 
ing stable  foundations  and  making  apron 
should  any  one  of  the  other  sites  which 
have  been  considered  have  been  adopted. 
The  body  of  this  dam  is  to  be  made  of 
concrete  for  reasons  of  economy  and  ex- 
pedition. This  will  be  capped  with  stone 
coping  and  faced  with  stone  wherever  it 
will  be  subject  to  impact  from  drift  of 
any  character. 

Estimated  quantities  are  as  follows: 


Concrete  (body  of  dam)  1290 

cubic  yards,  at  $6. 50 $ 8,385.00 

Masonry,  coping  and  facing, 

150  cubic  yards,  at  $12 1,800.00 

Portland  cement  facing,  1050 

cubic  yards,  at  60  cents 630.00 

2,000  square  yards  of  rip  rap, 
at  50  cents 1,000.00 


$11,815,00 

Add  for  contingencies  of  all 
kinds.... 1,772.25 


$13,587.25 


In  the  levee  the  estimate  calls  for  25,- 
000  cubic  yards  which,  at  contract  price, 
figures  up  $5,937.50. 

The  crest  of  the  wier  is  to  be  sixteen 
and  twenty-five  one-hundredths  (16.25) 
feet  above  datum.  This  height  will 
prevent  any  flow  towards  Chicago  of 
Desplaines  flood  waters  until  a volume 
not  less  than  two  hundred  and  fifty 
thousand  (250,000)  cubic  feet  per  minute 
is  passing  Riverside.  Heretofore  the  flow 
toward  Chicago  has  begun  when  the 
flood  passing  Riverside  reached  fifty 
thousand  (50,000)  feet  per,  minute.  This 
provision  for  the  protection  of  Chicago 
we  believe  to  be  the  best  which  we, are 
able  to  make  until  such  time  as  arrange- 
ments have  been  made  fbr  the  westerly 
end  of  our  channel  for  the  carrying  cf 
larger  volumes  of  water  safely  through 
Joliet.  The  benefit  to  Chicago  by  what 
we  are  now  able  to  accomplish  will  be 
verv  great  as  it  will  lessen  the  duration 
of  floods  from  this  quarter  and  also  ma- 
terially diminish  their  volume. 

Respectfully  submitted, 

(Signed)  Isham  Randolph, 

Chief  Engineer 

(Including  specification  and  two  (2)  trac- 
ings.) 

MANNER  OF  CONSTRUCTION  OF  SPILLWAY 
AT  SUMMIT. 

The  Clerk  presented  a report  from  the 
Chief  Engineer,  suggesting  a manner  of 
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constructing  a spillway  at  Summit;  and 
the  report  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  ordered  printed 
and  referred  to  the  Joint  Committee  on 
Engineering  and  Finance,  and  the  Chief 
Engineer  directed  to  ascertain  -the  ap- 
proximate cost  of  various  methods  of  con- 
structing the  spillway,  and  submit  the 
same  to  that  Committee,  the  Committee 
to  report  at  the  next  meeting. 

The  motion  prevailed  unanimously; 
and  the  report  was  ordered  printed  and 
so  referred,  and  the  Chief  Engineer  so 
instructed. 

The  following  is 

THE  REPORT: 

Chicago,  October  18,  1893. 
To~the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago : 

Gentlemen— In  the  matter  of  the  con- 
struction of  spillway,  for  which  plans  and 
specifications  have  this  day  been  submit- 
ted, I am  of  the  opinion  that  time  and, 
money  can  be  saved  to  the  District  by 
employing  a competent  and  reliable  ma- 
son foreman  and  a suitable  force  of  ma- 
sons and  laborers,  buying  the  material 
and  doing  the  work  ourselves.  I there- 
fore ask  for  an  order  to  do  the  work  in 
this  manner. 

Respectfully  submitted. 

(Signed)  Isham  Randolph, 

Chief  Engineer .” 

PAYMENT  OF  BALANCE  ON  “HINCKLEY” 
LAND. 

Mr.  Eckhart,  Chairman,  presented  a 
report  from  the  Joint  Committee  on  Fi- 
nance ancLEngineering,  with  reference 
to  the  payment  of  balance  on  purchase 
made  from  Francis  E.  Hinckley,  of  cer- 
tain right  of  way  lands  in  Cook  County, 
part  payment  having  been  previously  or- 
dered made  on  the  report  of  that  Com- 
mittee, presented  and  adopted  at  the 
meeting  held  September  6,  1893,  (page 
1437  of  the  Proceedings)  and  authorizing 
and  directing  the  Clerk  to  pay  the  bal- 
ance for  said  right  of  way  lands,  on  the 
voucher  of  the  Attorney,  as  provided  in 
the  report  ; and  the  report  was  read. 

Mr,  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  adopted, 
ordered  printed  and  placed  on  file,  the 
recommendations  made  therein  con- 
curred in,  and  the  Clerk  authorized  and 
directed  to  pay  said  Francis  E.  Hinck- 
ley, on  the  voucher  of  the  Attorney, 


the  balance  for  said  right  of  way  lands, 
as  provided  in  the  report. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly  and  Wenter — 
seven  (7).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  priated  and  placed  on 
file,  the  recommendations  made  therein 
concurred  in,  and  the  Clerk  authorized 
and  directed  to  pay  said  Francis  E. 
Hinckley,  on  the  vouchers  of  the  Attor- 
ney, the  balance  for  said  right  of  way 
lands,  as  provided  in  the  report. 

The  following  is 

THE  REPORT: 

“Chicago,  Oct.  18,  1893. 

To  the  Honorable  the  Board  of  Trustees  of 

the  Sanitary  District  of  Chicago : 

Gentlemen — In  our  report  to  your 
Honorable  Body  of  September  6,  i§93, 
we  reported  an  agreement  to  purchase, 
for  the  corporate  purposes  of  the  Dis- 
trict, from  Francis  E.  Hinckley,  land  in 
said  report  described,  for  the  sum  of 
seven  hundred  and  seventy  dollars 
($770.00),  and  by  a misunderstanding  the 
price  as  stated  in  our  report  was  fixed  at 
seven  hundred  and  seventy  dollars 
($770.00),  or  at  the  rate  of  one  thousand 
dollars  ($L,000)  per  acre,  whereas  as 
claimed  by  Mr.  Hinckley  the  price  for 
which  he  agreed  to  sell  same  was  one 
thousand  dollars  ($1,000.00)  for  the  tract. 
Ipasmuch  as  one  thousand  dollars 
($1,000.00)  for  the  tract  is  as  favorable  a 
rate  as  we  have  been  able  to  obtain  in 
the  purchase  of  adjoining  tracts,  we 
recommend  that  the  Clerk  of  this  Dis- 
trict be  directed  to  pay  upon  the  voucher 
of  the  Attorney  to  said  Francis  E.  Hinck- 
ley, in  addition  to  the  sura  heretofore 
authorized  to  be  paid,  the  sum  of  two 
hundred  and  thirty  dollars  ($230.00),  in 
full  payment  for  said  land,  described  in 
said  report  as  follows,  to-wit: 

That  part  lying  north  (N.)  of  the  north- 
erly boundary  line  of  the  right  of  way  of 
the  Chicago,  Santa  Fe  and  California 
Railway  Company,  of  the  east  half  (E.  ^) 
(in  area)  of  that  part  of  the  northwest 
quarter  (N.  W.  1)  of  the  northeast  quar- 
ter (N.  E.  i)  of  Section  three  (3),  Town- 
ship thirty-eight  (38)  North,  Range  thir- 
teen (13;  East  of  the  Third  Principal 
Meridian,  lying  north  (N.)  of  the  north- 
erly reserve  line  of  the  Illinois  and  Mich- 
igan Canal,  containing  seventy-seven 
one-hundredths  (0.77)  of  an  acre,  more 
or  less. 

Said  land  lying  and  being  situate 
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in  the  County  of  Cook,  in  the  State  of 
Illinois. 

Respectfully  submitted, 

(Signed)  B.  A.  Eckhart, 

Chairman. 

L.  E.  Cooley. 

Thomas  Kelly, 

Wm.  Boldenweck, 
John  J.  Altpeter, 

Joint  Committee  on  Finance  and  Engi- 
neering.” 


XjEVEE,  trestle  and  borings  on  sec- 
tion A. 

Mr.  Cooley,  Chairman,  presented  a re- 
port from  the  Joint  Committee  on  En- 
gineering and  Finance,  with  reference  to 
and  accompanied  by  two  reports,  with, 
enclosures,  from  the  Chief  Engineer,  con- 
cerning a levee,  trestle  and  borings  on 
Section  A.,  presented-  and  referred  to 
that  Committee  at  the  meeting  held  Oct- 
ober 4,  J898,  and  October  11, 1898,  (Pages 
1493  and  1508  of  the  Proceedings);  and 
the  report  was  read. 

Mr.  Cooley,  seconded  bv  Mr.  Eckhart, 
moved  that  the  report  be  adopted,  or- 
dered printed  and,  with  enclosures, 
placed  on  file,  and  the  recommendations 
made  therein  concurred  in. 

On  roll-call  the  Yote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly  and  Wenter — 
seven  (7).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and,  with  en- 
closures, placed  on  tile,  and  the  recom- 
mendations made  therein  concurred  in. 

The  following  is 

THE  REPORT: 

“Chicago,  Oct.  18,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— In  regard  to  the  matter 
of  a pile  trestle,  and  the  filling  of  a levee 
and  borings  for  same  on  Section  A . , as 
recommended  in  reports  of  the  Chief  En- 
gineer, October  4,  (Page  1492)  and  Octo- 
ber 11,  (Page  1508),  referred  to  the  Joint 
Committee  on  Engineering  and  Finance, 
the  Committee  reports  as  lollows: 

The  Chief  Engineer  has  made  the  nec- 
essary borings  on  the  suggestion  of  the 
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Committee,  and  it  is  recommended  that 
his  action  be  approved. 

The  Chief  Engineer  has  ascertained 
the  cost  of  the  trestle  in  the  manner  au- 
thorized at  the  last  meeting.  The  order 
submitted  is  therefore  unnecessary.  The 
specifications  submitted  are  herewith  re- 
turned for  the  approval  of  the  Board. 

It  is  recommended  that  the  Chief  En- 
gineer be  authorized  and  instructed  to 
make  the  necessary  arrangements  for  the 
construction  of  the  trestle  as  soon  as 
practicable  at  a cost  not  exceeding  ten 
thousand  ($10,000)  dollars,  and  with  the 
concurrence  and  approval  of  the  Presi- 
dent and  Clerk. 

It  is  further  recommended  that  the 
Chief  Engineer  be  directed  to  ascertain 
the  actual  cost  of  filling  in  the  levee  with 
suitable  material,  with  a view  to  com- 
pleting the  work  at  the  earliest  date 
practicable,  and  to  submit  his  results  to 
the  Committee. 

The  communications  of  the  Chief  En- 
gineer and  the  specifications  for  the 
trestle  are  herewith  returned. 

Very  respectfully  submitted, 

(Signed)  L.  E.  Cooley, 

Chairman . 
John  J.  Altpeter, 
Wm.  Boldenweck, 

B.  A.  Eckhart, 
.Thomas  Kelly, 

Joint  Committee  on  Engineering  and 

Finance” 

(Accompanied  by  three  (3)  enclosures.) 
action  on  bids,  on  re-letting  sections 

2,  3 AND  4 OF  THE  MAIN  CHANNEL. 

Mr.  Cooley,  Chairman,  presented  a 
verbal  report  from  the  Joint  Committee 
on  Engineering  and  Finance,  with  refer- 
ence to  the  bids  for  the  reletting  of  Sec- 
tions 2l  3 and  4 of  the  Main  Channel,  re- 
ceived, opened  and  referred  to  that  Com- 
mittee at  the  meeting-  held  October  4, 
1893,  (page  1498  of  the  proceedings);  stat- 
ing that  the  Committee  were  not  yet 
ready  to  report  recommending  the 
awarding  of  contracts  to  any  ot  the  bid- 
ders. pending  the  presentation  and  action 
on  two  communications  received  from 
McArthur  Brothers,  proposing  to  com- 
plete the  work  on  Sections  2,  3 ami  4,  at 
certain  prices  and  under  certain  coudi- 
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tions,  as'set  forth  in  the  communications. 

TRUSTEES’  ILLINOIS  VALLEY  TRIP. 

Mr.  Bolden  week.  Chairman,  presented 
a report  from  the  Committee  on  Federal 
Relations,  with  reference  to  a trip  by  boat 
down  the  Illinois  Valley,  as  recommended 
in  the  report  of  that  Committee  adopted 
and  concurred  in  by  the  Board  at  the 
meeting  held  July  19,  1893,  (page  1341  of 
the  Proceedings);  and  the  report  was  read. 

Mr.  Bolden  week,  seconded  by  Mr.  Coo- 
ley, moved  that  the  report  be  adopted, 
ordered  printed  and  placed  on  file,  and 
the  recomendations  made  therein  con- 
curred in. 

On  roll-call  the  vote  stood:  Ye&s— 
Messrs.  Altpeter,  Bolden  week,  Cooley. 
Eckhart,  Gilmore,  Kelly  and  Wenter— 
seven  (7).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  and  the  recommendations  made 
therein  concurred  in. 

The  following  is 

THE  REPORT*. 

“Chicago,  Oct.  18,1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— The  Committee  on  Fed- 
eral relations  has  given  further  consider- 
ation to  the  question  of  a trip  down  the 
Illinois  Valley,  as  recommended  in  its  re- 
port of  July  19,  1893,  (Page  1341  of  the 
Proceedings,)  and  adopted  by  the  Board. 

It  is  concluded  that  the  most  conven- 
ient time  will  be  the  first  week  in  No- 
vember, the  party  to  leave  Chicago  on 
Wednesday  afternoon,  November  1st, 
and  that  the  trip  should  cover  the  lower 
Illinois  from  LaSalle  to  the  Mississippi. 
It  will  be  feasable  to  take  a boat  at  La 
Salle  on  Thursday  morning,  making  Pe- 
oria on  Thursday  night,  stopping  at  such 
intermediate  points  en  route  as  may  be 
expedient.  On  Friday  it  will  be  feasable 
to  reach  Beardstown  in  a similar  man- 
ner, and  on  Saturday,  the  trip  may  be 
extended  to  Alton,  should  it  be  practica- 
ble to  arrange  for  a boat,  and  the  passage 
of  the  LaGrange  lock.  The  party  could 
return  on  Sunday,  at  latest,  and  those 
who  found  it  necessary  could  return  from 
Beardstown  or  other  point. 

It  is  recommended  that  the  trip  be  un- 
dertaken substantially  as  outlined,  and 
that  the  Clerk,  in  conjunction  with  As- 
sistant . Engineer  E.  _ J.  Ward,  be  in- 


structed to  make  the  necessary  arrange- 
ments. 

Very  respectfully  submitted, 

(Signed)  Wivr.  Boldenweck, 

Chairman. 

L.  E.  Cooley, 

John  J.  Altpeter, 
Committee  on  Federal  Belations  ” 

inspection  of  main  channel  by  con- 
gress of  public  health. 

Mr.  Gilmore,  Chairman,  presented  a 
verbal  report  from  the  Committee  on 
Health  and  Public  Order,  with  reference 
to  the  communication  from  Dr.  F.  W. 
Brewer,  representing  the  “International 
Congress  of  Public  Health,”  suggesting 
an  inspection  of  the  Main  Channel  by  the 
visiting  delegates  attending  that  Con- 
gress, which  communication  was  present- 
ed and  referred  to  that  Committee  at  the 
meeting  held  October  4,  1893,  (page  1495 
of  the  Proceedings). 

Mr.  Gilmore  stated  that  the  Committee 
had  been  unable  to  secure  a train  from 
the  Santa  Fe  Railroad,  that  meantime  the 
Congress  had  adjourned,  and  that  it  was 
wras  not  necessary  at  this  time  to  take  any 
further  action,  and  the  Committee  there- 
fore returned  the  communication  from 
Dr.  Brewer,  with  the  recommendation 
that  it  be  placed  on  file. 

By  unanimous  consent  it  was  so  or- 
dered. 

employment  of  men  on  river  diversion- 

WORK. 

Mr.  Kelly,  Chairman,  presented  a ver- 
bal report  from  the  Special  Committee  on 
Labor,  stating  that  there  were  no  new 
developments,  that  work  was  pro- 
ceeding rapidly  and  that  the  river  diver- 
sion on  Section  1 was  now  in  good  con- 
dition. 

proposition  for  compromise  on  sec- 
tions 2,  3 AND  4 FROM  MCARTHUR 
BROTHERS 

The  Clerk  presented  two  communica- 
tions from  McArthur  Brothers  proposing 
to  complete  their  work  on  Sections  2,  3 
and  4 at  certain  prices  and  under  certain 
conditions,  as  set  forth  in  the  communi- 
cations; and  the  communications  were 
read. 

Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
weck, moved  that  the  communications 
be  ordered  printed  and  referred  to  the. 
Joint  Committee  on  Engineering  and  Fi- 
nance. 

The  motion  prevailed,  and  the  comma- 
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nications  were  ordered  printed  and  so  re- 
ferred. 

The  following  are 

the  communications: 

“ Chicago,  Oct.  17,  1893. 

To  Ike  Honorable  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicaqo: 
Gentlemen — We  herewith  submit  to 
you  a proposition  to  proceed  with  and 
complete  our  work  on  Sections  2,  3,  and 
4 of  the  Main  drainage  Channel  at  the 
prices  therein  shown,  modified  to  meet 
the  unexpected  character  of  the  material 
now  demonstrated  to  exist  on  those  sec- 
tions. We  have  cleared  and  grubbed 
these  sections,  built  large  levees  along 
them  at  extraordinary  cost,  as  the  sur- 
face from  which  the  material  was  taken 
was  largely  swamp,  and  covered  with 
trees,  roots,  water,  etc.,  which  made  it 
very  difficult  and  expensive,  and  to  ex- 
pedite the  work,  we  pushed  it  during 
wet  and  winter  weather.  For  this  work 
we  have  not  yet  been  paid.  The  con- 
tractors who  recently  bid  for  these  sec- 
tions of  ours  did  not  have  to  estimate 
this  expense,  and  of  course  bid  less  on 
this  account.  Our  large  plant  is  still 
upon  the  ground,  and  our  boarding 
houses,  shops,  store-houses,  stables,  office 
buildings,  track  and  material  are  yet  on 
the  work  and  in  good  order  for  immedi- 
ate use  by  us.  If  the  cost  of  the  prelim- 
inary work  we  have  done  was  added  to 
the  aggregate  of  the  present  lowest  bid- 
der. we  would  be  found  many  thousands 
of  dollars  lower  than  any. 

We  make  this  compromise  proposition 
that  we  may  prosecute  our  work  in  the 
spirit  with  which  it  Was  begun,  and  to  aid 
the  District  in  an  amicable  adjustment  1 
of  the  unexpected  difficulties  encoun-  i 
tered,  with  the  understanding  that  if  it  i 
is  accepted  by  you,  we  will  waive  all  ex-  ; 
isting  claims  for  advances,  preparatory 
work  and  other  claims  now  made  by  us. 

Very  respectfully.  t 

(Signed)  McArthur  Bros.”  ; 

“Chicago,  Oct.  17.  1893.  | 

To  the  Honorable  the  Board  of  Trustees  j 
of  the  Sanitary  District  of  Chicago: 
Gentlemen — We  hereby  offer  to  im-  j 
mediately  proceed  with  and  complete  i 
the  work  under  our  contracts  on  Sections  j 
2,  3 and  4, of  the  Main  Drainage  Channel, 
within  the  contract  time,  and  in  accord  - 
ance with  the  opinion  as  to  classifica- 
tion of  your  present  Chief  Engineer,  as  | 


| rendered  to  your  Honorable  Board,  in 
consideration  of  the  following  prices,  viz: 


Sec. 

Glacial 

Drift. 

Solid  Rock. 

Retaining 

Walls.. 

Price  per 
cu.  yd. 

Price  per 
cu.  yd. 

Price  per 
cu.  yd. 

No.  2... 

$ 0.50 

$ 0.80 

$ 1.74 

No.  3.. 

56 

! 76 

1 75 

No.  4.. 

49 

80 

1.87 

These  prices  are  less  in  the  aggregate 
on  each  section  than  the  aggregate  prices 
of  the  lowest  bidder  in  the  proposals  re- 
ceived by  you  October  4,  1893,  upon  our 
work. 

We  make  this  offer  as  a settlement  of 
existing  differences,  and  trust  this  prop- 
osition will  meet  the  approval  of  your 
Honorable  Body. 

Very  respectfully, 

(Signed)  McArthur  Bros.’* 

INVITATION  TO  VISIT  PEORIA. 

The  Clerk  presented  a communication, 
directed  to  President  Wenter  by  Hon. 
Philo  B.  Miles,  Mayor  of  the  City  of  Peo- 
ria, Illinois,  inviting  the  Board  of  Trus- 
tees, on  behalf,  of  the  City  Council  of 
that  city,  to  visit  Peoria  on  their  pro- 
posed tour  of  inspection  down  the  Illinois 
River;  and  the  same  was  read. 

Mr.  Boldenweck,  seconded  by  Mr. 
Cooley,  moved  that  the  communication 
b3  ordered  printed  and  placed  on  file,  and 
the  Clerk  directed  to  answer  the  commu- 
n.  cation,  accepting  the  invitation  on  be- 
half of  the  Board. 

The  moti.on  prevailed  -unanimously 
and  it  was  so  ordered. 

The  following  is 

THE  COMMUNICATION : 

Peoria,  111.,  Oct.  12,  1S93. 

Hon.  Fiank  Winter,  President  of  the 

Board  of  Trustees  of  the  Sanitary  Dis- 
trict of  Chicago: 

Dear  SIR — Having  been  advised  that 
your  Board  of  Trustees  contemplate  mak- 
ing a tour  of  inspection  down  the  Illinois 
River  at  an  early  date,  our  City  Council 
have  unanimously  instructed  me  t>*  ex- 
tend to  your  Board  a cordial  invitation 
to  visit  our  city  at  such  time  as  may  be 
mo$t con  vement-to  you  when  making  the 
trip,  and  while  here  you  are  expected  to 
be  the  guests  of  ihe  city.  Our  citizens 
feel  a dee])  interest  in  the  great  enter- 
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prise  which  your  BoBrd  have  in  charge, 
and  will  be  pleased  to  meet  the  gentle- 
men comprising  your  Board. 

Yours  very  respectfully, 

(Signed)  Philo  B.  Miles, 

Mayor  ” 

COMMISSIONER  OF  PUBLIC  WORKS  ON  DI- 
VERSION OF  DESPLAINES  RIVER. 

The  Clerk  presented  a communication 
from  Mr.  H.  J.  Jones,  Commissioner  of 
Public  Works  of  the  City  of  Chicago, 
with  reference  to  the  diversion  of  the 
Desplaines  River,  between  Riverside  and 
the  Lyons  road,  and  requesting  informa- 
tion on  the  intentions  of  the  District 
with  regard  to  the  same;  and  the  com- 
munication was  read. 

Mr.  Gilmore,  seconded  by  Mr.  Kelly, 
moved  that  the  communication  be  or- 
dered printed  and  referred  to  the  Presi- 
dent, with  directions  to  answer  the  same, 
setting  forth  the  condition  of  the  work, 
and  what  the  District  proposes  to  do, 
and  to  transmit  to  the  Board  for  record  a 
copy  of  the  letter  so  sent. 

The  motion  prevailed  unanimously, 
and  it  was  ordered  printed  and  so  re- 
ferred. 

The  following  is 

the  communication: 

“Department  of  Public  Works,) 
Chicago,  Oct.  12,  1893.  S 

To  the  Hon.  Frank  Wenter,  President , 

and  Commissioners  of  the  Sanitary  Dis- 
trict of  Chicago: 

Gentlemen— The  City  of  Chicago  is 
very  anxious  about  the  progress  of  the 
work  vou  are  doing  on  the  Desplaines 
river  diversion,  between  Riverside  and 
Lyons  road.  The  fall  season  is  here,  and 
we  may  naturally  expect  the  usual  rain 
with  consequent  floods.  By  your  opera- 
tions the  bed  of  the  Desplains  river  is  ob- 
structed by  materials  which  will  of  ne- 
cessity send  nearly  all  of  the  water  of  the 
upper  Desplaines  through  the  Ogden  ditch 
and  .the  Chicago  river,  putting  the  river 
in  a very  unsanitary  condition,  and  in 
case  of  floods,  liable  to  do  much  damage 
in  the  city. 

We  respectfully  ask  that  you  give  this 
matter  your  immediate  attention,  to  the 
end  that  dykes  be  built  and  the  diversion 
completed  between  these  points  as  early 
as  possible  and  before  the  fall  rains  and 
floods  are  upon  us. 

Respectfully  yours, 

(Signed)  H.  J.  Jones, 

Commissioner  of  Public  Works.” 


PAYMENT  OF  EMPLOYES  FROM  EMERGENCY 
FUND  FOR  “EXTRA”  WORK  ON 
SECTIONS  11  AND  12. 

Mr.  Eckhart  presented  an  order,  author- 
izing and  directing  the  Clerk  to  pay  out 
of  the  special  emergency  fund  now  in  his 
hands  for  the  payment  of  employes,  pur- 
suant to  order  of  the  Board  of  October 
4th,  1893,  a certain  sum,  as  provided  in 
the  order,  for  the  payment  of  laborers 
and  employes  on  the  “extra  ” work  on 
the  river  diversion  and  levees  on  Sections 
11  and  12,  said  money  to  be  paid  on  ap- 
proved pay-rolls  of  October  15;  and  the 
order  was  read . 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Bolden  week,  Cooley, 
Eckhart,  Gilmore,  Kelly,  and  Wenter— 
seven  (7).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Clerk  authorized  and  di- 
rected to  pay  out  of  the  special  emer- 
gency fund  in  his  hands  in  accordance 
with  the  order. 

The  following  is 

the  order: 

“ Ordered , That  the  Clerk  be  and  he  is 
hereby  authorized  and  directed  to  pay 
out  of  the  moneys  in  his  hands  drawn 
upon  his  own  voucher  as  emergency 
fund  for  the  payment  of  employes  pur- 
suant to  order  of  this  Board  of  October 
4th,  1893,  (page  1497  of  the  Proceedings), 
to  Mason,  Hoge  & Co.,  who  are  doing  the 
work  of  th8  river  diversion  on  contract 
Sections  eleven  (11)  and  twelve  (12)  as 
provided  in  their  contracts  under  the 
head  of  extra  work,  the  sum  of  Four 
Thousand  Dollars  ($4,000.00),  the  same  to 
be  applied  by  them  to  the  payment  of 
the  pay  rolls  of  employes  on  said  Sec- 
tions of  October  15th;  provided  said  re- 
spective pay  rolls  shall  have  been  first 
approved  by  the  Chief  Engineer,  the 
Clerk  and  the  Finance  Committee  of  the 
District.” 

PAYMENT  OF  RIVER  DIVERSION  EMPLOYES 
ON  SECTIONS  1,  2,  AND  4 OUT  OF 
EMERGENCY  FUND. 

Mr.  Eckhart  presented  an  order,  au- 
thorizing and  directing  the  Clerk  to  pay 
out  of  the  special  emergency  fund  now 
in  his  hands  for  the  payment  of  employes, 
pursuant  to  orders  of  the  Board  of  Sep- 
tember 19  and  October  4,  1893,  (pages 
1458  and  1497  of  the  Proceedings),  certain 
sums  as  provided  in  the  order,  for  the 
payment  of  laborers  and  employes  on  the 
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river  diversion  and  levees  on  Sections  1.  2 
and  4 of  the  Main  Channel,  said  money 
to  be  paid  on  approved  pay-rolls  of  Oct- 
ober 15,  1893;  and  the  order  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore.  Kelly  and  Wenter — 
seven  (7).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Clerk  authorized  and 
directed  to  pay  out  of  the  special  em- 
ergency fund  in  his  hands,  in  accordance 
with  the  order. 

The  following  is 

* the  order: 

“Ordered,  That  the  Clerk  be  and  he  is 
hereby  authorized  and  directed  to  pay 
out  of  the  moneys  in  his  hands,  drawn 
upon  his  own  vouchers  as  emergency 
fund,  for  the  payment  of  employes, 
pursuant  to  orders  of  this  Board  of 
September  19th  and  October  4th,  1893, 


the  pay-roll  of  October  15th  of  em- 
ployes working  upon  the  river  diver- 
sion upon  Section  one  (1),  under  the  di- 
rection of  Alfred  Harlev  agent  of  this 
District,  to  the  amount  of  twenty-eight 
thousand  dollars  ($28,000),  and  the  pay- 
roll of  October  15th  of  employes  work- 
ing upon  the  river  diverson  on  Sections 
two  (2)  and  four  (4),  under  the  direction 
of  the  McArthur  Brothers  Company, 
agent  of  this  District,  to  the  amount  of 
twenty-five  thousand  dollars  ($25,000), 
and  that  when  said  respective  pay-rolls 
have  been  approved  by  the  Chief  Engi- 
neer, the  Clerk  and  the  Finance  Commit- 
tee of  the  District,  the  Clerk  shall  cause 
said  employes  to  be  paid  through  said 
agents  the  amounts  found  respectively 
due  them.” 


ADJOURNMENT. 

On  motion  of  Mr.  Eckhart,  seconded 
by  Mr.  Boldenweck,  the  Board  then  ad- 
journed, 

Thos.  F.  Judge, 

Clerk. 
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PROCEEDINGS 

—OF  THE— 

Board  of  Trustees, 

—OF  THE— 

Sanitary  District  of  Chicago. 


OCTOBER  25,  1893. 


OFFICIAL  RECORD. 

(Published  by  authority  of  the  Board  of  Trustees 
of  the  Sanitary  District  of  Olvicago.) 


REGULAR  MEETING. 

The  one  hundred  ^nd  ninety-third, 
regular  meeting  of  the  Board  of  Trus- 
tees of  the  Sanitary  District  of  Chicago 
was  held  in  their  rooms,  Rialto  Building, 
Wednesday,  October  25, 1893,  at  2 o’clock 
P.  M. 

President  Wenter  called  the  Board  to 
order. 

On  roll  call,  Messrs.  Altpeter,  Bolden- 
weck.  Cooley,  Eckhart,  Gilmore,  Kelly, 
Prendergast,  Russell  and  Wenter-  nine 
(9)  members  were  present., 

MINUTES. 

The  minutes  of  the  regular  meeting 
held  October  18,  1893,  were  approved  as 


printed,  on  motion  of  Mr.  Kelly,  sec- 
onded by  Mr.  Bolder) week. 

VOUCHERS. 

Accompanying  the  vouchers,  the  Clerk 
presented  three  (3)  reports  from  the  Chief 
Engineer  with  reference  to  the  rolls 
transmitted  for  the  work  done  on  Sec- 
tions 1,2.  4 , 11  and  12;  and  the  reports 
were  read. 

Mr.  Prendergast,  seconded  by  Mr.  Bold- 
en week,  moved  that  the  reports  be  or- 
dered printed  and  placed  on  file. 

The  motion  prevailed  unanimously, 
and  it  was  60  ordered. 

The  following  is 

the  report: 

“Chicago,  Oct.  18,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— I submit  herewith  vouch- 
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er  for  amount  of  pay  rolls  on  Section  No. 
1,  river  diversion.  Alfred  Harlev,  agent, 
October  1st  to  16th. 

Amount  of  rolls.  . . .$28,694  68 
15  per  cent  added. . 4,804  20 

$32,998  88 

Previous  payments.  43,473  67 


Total  to  date.  ..  $76,472  55 


No  extra  bills  included  in  above  state- 
ment since  October  5th. 

Respectfully  submitted, 

(Signed)  Isham  Randolph, 

Chief  Engineer .” 


“ Chicago,  October  20,  1893. 

To  the  Honorable  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago: 

Gentlemen — I submit  herewith  vouch- 
ers for  emergency  work  on  Sections  No. 
2 and  No.  4,  October  1st  to  15th,  McAr- 
thur Bros.  Co.,  agents. 

Section  No.  fS. . 

Amount  of  labor 

rolls $13,342  05 

15  per  cent  added..  2,001  31 

Total  now  due ,$15,343 .36 

Previous  payments  17,89165 


Total  to  date...  $33,235  01 


Section  No.  U 

Amount  of  labor 

rolls $11,393  88 

15  per  cent  added. . 1,709  08 


Total  now  due $13,102  96 

Previous  payments  12,422  38 


Total  to  date. . . $25,525  34 

No  extra  bills  included  in  these  returns 
since  September  27th. 

Respectfully  submitted. 

(Signed)  Isham  Randolph, 

Chief  Engin  ery 


“Chicago',  Oct.  20,  1893. 

Jo  the  Honorable  the  Board  of  Trustees  of 
theiSanitary  District  of  Chicago: 

Gentlemen— I transmit  herewith 

vouchers  for  work  done  on  Sections  No. 
11  and  12,  river  diversion,  by  Mason, 
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Hoge  & Co.,  under  extra  work  clause  of 
contract. 

Section  No.  11,  September  5th 

to  30th. $ 7,691  84 

Section  No.  11 , September  30th 
to  October  15th 4,325  90 


Total  to  October  15th $12,017  74 


Section  No.  12,  draining  Goose  Lake: 

Total  amount  of  bills  rendered 
for  completed  work,,  includ- 
ing percentage $ 8,942  88 


Respectfully  submitted, 

(Signed)  Isham  Randolph, 

Chief  Engineer .” 


The  Clerk  presented  the  following  vouch- 
ers,: 

engineering  department. 

Construction  Account — 

Alfred  Harlqv,  (Sec.  1, 

River  Diversion,  Oc- 
tober 15,  1893) $32,998  88 

Me  Arthur  Bros . Co . 

(Sec.  2,  River  Diver- 
sion. October  15, 1893)  15  343  36 
McArthur  Bros.  Co. 

(See.  4,  River  Diver- 
sion, October  15, 1893 ) 13, 102  96 
Mason,  * Hoge  & Co. 

(Sec.  11,  extra  work, 

River  Diversion, Sep- 
tember 30,  1893) 7,69184 

Mason,  Hoge  & Co. 

(Sec.  11,  extra  work, 

River  Diversion,  Oc- 
tober 16,  1893) 4,825  90 

Mason,  Hoge  & Co. 

(Sec.  12,  extra  work. 

River  Diversion,  Sep 
tember  25, 1893) 8,942  88 

E.  D.  Smith  & Co.  (Sec. 

10,  extra  work,  West- 
ern Stone  Co,  Bridge, 

October  14  1893) 4.291  68 

E D.  Smith  & Co.  (Sec. 

18,  extra  work,  Ste- 
phens Street  Bridge, 

October  21,1893) 6,963  88 

$53  661  38 

engineering  department. 

F.  Mayer  & Co.,' (blue 

prints) $ 126  71 

Barnard  & .Gunthorp, 

(printing  specifica- 
tions, Secs  2.8  and  4)  110  00 

Shoemaker  & Iligbee, 

(timber) 235  78 

R.  W.  Good willie  Box 

Co.  (pine  stakes) 80  00 

Seth  Thomas  Clock  Co. 

(clock) 4 00 
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Robt.  H.  Cowdrey, 
. ‘(postage  stamps)  — 

20  00 

S.  L.  Derby, -(lumber, 
railroad  platforms) . . 

579  88 

M Paterson  (typewrit- 
ing and  stenographer) 

23  85 

Alex.  E.  Kastl,  (ex- 
pense)   

19  61 

Thos.  T.  Johnston, 
(expense).. . 

38  70 
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$ 1,288  58 


Clerical  department. 

Waukesha  Hygeia 
Mineral  Springs  Co. 

(water) 

LAW  DEPARTMENT. 

Barnard  & Guntkorp, 

( printing  briefs) $ 68  00 

Chicago  Legal  N&ivs 
■ Co.  (printing notices)  26  50 

Chicago  Legal  ffews 
Co.  (printing notices)  14  40 

Western  Union  Tele- 
graph Co.  (telegraph 

service) 7 6! 

Orrin  N.  Carter,  (ex- 
pense)   46  67 

Orrin  NY  Carter,  (ex- 
pense)  26  29 

Thos.  B Lantry,  (trav- 
eling)  10  98 


$ 200  45 


dergast,  Russell  and  Wenter--nine  (9). 
Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the 
vouchers,  as  read  and  shown  above,  ap- 
proved and  ordered  paid. 

REQUISITIONS. 

The  Clerk  presented  the  following 
requisitions: 

No.  376.  Engineering  Department, 

(drawing  paper) $ 10  23 

No.  377,  Engmeermg.Department, 

(time  sheers) 9 38 

No.  467,  Law  Department,  (sta- 
tionery)..   19  00 

No.  915,  Police  Department*  (lap 
robes) _ .25  50 

Total $ 64  11 


LAW  DEPARTMENT. 


Mr.  Boldenweck,  seconded  by  Mr.  Rus- 
sell, moved  that  Requisitions  Nos.  376 
tmd  377,  for  the  Engineering  Department, 
No.  467,  fqr  the  Law  Department,  and 
No.  915,  for  the  Police  Department,  as 
read  and  shown  above,  be  allowed. 

On  roll  call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Prendergast, 
Russell  and  Wenter— nine  (9).  Nays — 
None. 


Larid  Account— 

Wm.  C.  Barber,  (Will 
Co.  abstracts) 600  Q0 

GENERAL  ACCOUNT, 


Chicago  Arbeiter  Zel- 
tung  Publishing  Co. 
(advertising  Secs.  2. 

3 aod4) £ 9 00 

The  ChAcsgo  Times , 
(advertising  Secs.  2, 

3 and  4, 60  days) 384  U0 

Chicago  Edison  Co. 

(electric  lighting-).  • 24  00 


$ 417,00 


Upon  which  result  the  President  de- 
clared the  motion  carried,  and  Requisi- 
sitions,  Nos.  376  and  377  for  the  Engi- 
neering Department,  No.  467  for  the  Law 
Department,  and  No.  915  for  the  Po- 
lice Department,  as  read^  and  shown 
above,  allowed. 

WEEKLY  REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report,  in  ac- 
cordance with  the  rules,  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  October 
21,  1893. 


POLICE  DEPARTMENT. 

Lanz,  Owen  & Co. 


(belts  and  batons). . . '72  50 

Grand  total $ 96  193  61 


Mr.  Boldenweck,  seconded  by  Mr.  Eck  i 
hart,  nioved  that  the  vouchers,  as  read  j 
and  shown  .above,  be  approved  and  or-  ! 
dered  paid. 

On  roll-call  the  vote  stood:  Yeas—  I 

Messrs.  Altpeter,  Boldenweck  {excerpt,  ] 
as  to  percentage  on  Construction  Vouchers),  i 
Cooley,  Eckhart,  Gilmore,  Kelly,  Pren-  I 


The  same  was  read,  apd,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  report: 

“Chicago.  October  25,  1893. 

Jo  the  Honorable  the  Board  of  Trustees 

OJ  the  Sanitary  District  of  Chicago: 

Gentleman— I beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  Octo- 
ber 21,  1893.  as  the  same  have  been  re- 
ported to  me  : 
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Engineering  Department 107 

Engineering  Department,  T o w- 

path 47 

Engineering  Department,  Time- 
keepers...  10 

Engineering  Department,  Train- 
men   4 

— 168 

Clerical  Department 4 

Treasury  Department 1 

Law  Department 8 

Police  Department . 36 

Total  employes 217 

Respectfully  submitted, 

(Signed)  Thos.  F.  Judge, 

Clerk.” 

PAYMENT  FOR  “HAWTHORNE  ESTATE” 
LANDS. 

Mr.  Eckhart.  Chairman  of  the  Joint 
Committee  on  Finance  and  Engineering, 
presented  an  order,  authorizing  and  di- 
recting the  Clerk  to  pay  to  the  County 
Treasurer  of  Cook  County,  Illinois,  on 
the  voucher  of  the  Attorney,  in  pursuance 
of  a certain  order  entered  in  the  Circuit 
Court  of  said  County,  certain  moneys  as 
a deposit  for  right  of  way  lands  in  said 
County,  in  full  of  verdict  for  said  lands 
in  the  case  of  the  Sanitary  District  of 
Chicago  vs.  Isaac  H.  Price,  Rose  Haw- 
thorne Lathrop,  Thomas  Kearney,  et  ah, 
as  provided  in  the  order;  and  the  order 
was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Prend,ergast, 
Russell  and  Wenter— -nine  (9).  Nays — 
None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Clerk  authorized  and 
directed  to  pay  to  the  County  Treasurer 
of  Cook  County,  Illinois,1  on  the  voucher 
of  the  Attorney,  in  pursuance  of  a cer- 
tain order  entered  in  the  Circuit  Court 
of  said  County,  certain  moneys  a3  a 
deposit  for  right  of  way  lands  in  said 
County,  in  full  of  verdict  for  said  lands 
in  the  case  of  the  Sanitary  District  of 
Chicago  vs.  Isaac  II.  Price,  Rose  Haw- 
thorne Lathrop,  Thomas  Kearney,  et  a!., 
as  provided  in  the  order. 

The  following  is 

the  order: 

“ Ordered , That  the  Clerk  of  this  Dis- 
trict be  authorized  and  directed  to  pay, 
on  the  voucher  of  the  Attorney,  ,to  the 
County  Treasurer  of  Cook  County,  Illi- 
nois, the  sum  of  nine  thousand  eight  hun- 


dred and  sixty  ($9,860.00)  dollars;  to  be 
held  on  deposit  by  said  County  Treasurer 
for  the  use  and  benefit  of  the  owners  Of 
or  persons  interested  in  the  land  and 
property*  hereinafter  described  in  Cook 
County,  Illinois,  in  accordance,  with  an 
order  of  the  Circuit  Court  of  Cook  County, 
Illinois,  filed  October  25,  1893,  in  said 
court,  in  certain  condemnation  proceed- 
ings brought  by  the  Sanitary  District  of 
Chicago  against  Isaac  H.  Price,  Rose 
Hawthorne  Lathrop,  Thomas  Kearney, 
et  ah,  in  said  Circuit  Court,  general  num- 
ber 115,771.  Said  sum  of  nine  thousand 
eight  hundred  and  sixty  ($9,860.00)  dol- 
lars being  the  amount  awarded  by  the 
verdict  of  the  jury  and  said  order  of 
judgment  in  said  condemnation  pro- 
ceedings to  the  owners  of  or  persons  in- 
terested in  the  land  described  in  said 
order  of  judgment  as  follows,  to- wit: 

The  south  half  (S.  £)  of  .the  north  half 
(N.  i)  of  the  southwest  quarter  (S.  W.  £) 
of  the  northeast  quarter  (N.  E.  £)  of  Sec- 
tion four  (4),  Township  thirty-eight  (38) 
North,  Range  thirteen  (13),  East  of  the 
Third  Principal  Mei^dian;  said  premises 
lying  and  being  situate  in  the  County  of 
Cook,  State  of  Illinois.” 

WELLS  AT  POLICE  STATIONS. 

Mr.  Eckhart,  Chairman,  presented  a 
report  from  the  Joint  Committee  on 
Finance  and  Health  and  Public  Order, 
with  reference  to  and  accompanied  by  a 
communication  from  the  Marshal  to 
President  Wenter,  transmitting  bids  for 
wells  at  police  stations,  presented  and 
referred  to  that  Committee  at  the  meet- 
ing held  October  4,  1893,  (page  1494  of 
the  Proceedings);  and  the  report  was 
read. 

Mr.  Eckhart,  seconded  by -Mr.  Kelly, 
moved  that  the  report  be  adopted, 
ordered  printed  and,  with  enclosures, 
placed  on  file,  and  the  recommendations 
made  therein  concurred  in. 

On  roll  call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Prendergast, 
Russell  and  Wenter— nine  (9)  Nays — 
None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed,  and,  with 
enclosures,  placed  on  file,  and  the  recom- 
mendations made  therein  concurred  in. 

The  following  is 

THE  REPORT: 

“Chicago,  Oot.  .25,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — Your  Joint  Committee 
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on  Finance  and  Health  and  Public  Order 
have  duly  considered  the  communica- 
tions, accompanied  by  bids,  from  the 
Marshal  to  President  Wen  ter,  concerning 
wells  for  the  Police  Stations  presented 
and  referred  to  that  Committee  at  the 
meeting  held  October  4,  1893,  (page  1494 
of  the  Proceedings), 

Your  Committee  respectfully  recom- 
mend that  the  proposition  of  Messrs. 
Foley  & Bresnigham,  for  drilling  and 
completing  the  five  wells  proposed,  with 
tubing  and  pump  as  per  specifications, 
for  $1.50  per  linear  foot,  be  accepted,  and 
that  the  Attorney  be  instructed  to  draw 
a contract  for  the  said  work,  to  be  per- 
formed in  accordance  with  the  specifica- 
tions; 15  per  cent  of  each  estimate  to  be 
retained  until  the  completion  of  the  en 
tire  work;  and  that  the  President  and 
Clerk  be  authorized  and  directed  to  exe- 
cute said  contract  on  behalf  of.  the  Dis- 
trict. 

The  original  communication  of  the 
Marshal,  together  with  another  received 
by  the  Committee,  both  enclosing  bids, 
are  returned  herewith. 

Respectfully  submitted, 
(Signed)  B.  A.  Eckhart, 

Chairman. 
Tiiomas  Kelly, 

Wm.  Bolden weck,. 

W.  H.  Russell, 

John  J.  Altpeter, 

A.  P.  Gilmore. 

Joml  Committee  on  Finance  and  Health 
and  Public  Order” 

(Six  (G)  enclosures.) 

RECOMMENDATIONS  on  construction  of 
SPILLWAY  AT  SUMMIT,  ON  REQUISITION 
NO.  375  AND  ON  THE  REVETMENT  TO 
LEVEE  ON  SECTION  A. 

Sir.  Cooley,  Chairman,  presented  a re- 
port from  the  Joint  Committee  on  Engi- 
neering and  Finance,  with  reference  to  and 
accompanied  by  reports,  with  specifica- 
tion, concerning  the  construction  of  a 
spillway  at  Summit,  presented  and 
referred  to  that  Committee  at  the 
meeting  held  October  18.  1893,  (page  1517 
of  the  Proceedings);  with  reference  to 
and  accompanied  by  Requisition  No.  375, 
for  the  Engineering  Department,  pre- 
sented and  referred  to  that  Committee 
at  the  same  meeting,  (page  1515  of  the 
Proceedings);  and  with  reference  to  the 
building  of  a revetment  to  levee  oh  Sec- 
tion A of  the  Main  Channel;  .and  the 
report  was  read. 


Mr.  Cooley,  seconded  by  Mr.  Bolden* 
week,  moved  that  the  report  be  adopted, 
ordered  printed  and,  with  all  enclosures, 
placed  on  file,  and  the  recommendations 
made  therein  concurred  in,  and  the 
President,  Clerk  and  Chief  Engineer 
authorized  and  instructed,  as  provided 
in  the  report 

On  roll-call  the  vote,  stood':  ( Yeas— 
Messrs.  Altpeter,  BoldenWeck,  i Cooley, 
Eckhart,  Gilmore,  Kelly,  Prendergast, 
Russell  and  Wenter— nine  (9).  Nays — 
None, 

Upon  which  resplt  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed, and,  with  all  en- 
clo'Sures,  placed  on  file,  the  recommenda- 
*tions  made  therein  concurred  4n,  and  the 
President,  Clerk  and  Chief  Engineer 
■authorized  and  instructed,  as  provided 
in  the  report. 

The  following  is 

THE  REPORT: 

“Chicago,  Oct.  25,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Stmitary  District  of  Chicago: 

Gentlemen— In  regard  to  the  matter 
of  constructing  a spillway  above  the 
Santa  P'e  Railway,  referred  to  the  Com- 
mittee at  the  last  meeting  (pages  1517- 
18)  the  Committee  reports  that  actual 
prices  have  been  received  by  the  Chief 
Engineer,  showing  the  cost  of  masonry 
to  be  §13,860,  or  slightly  in  excess  of  the 
estimate,  and  that  $2,250  will  be  added 
for  cost  of  excavating  the  foundations. 

We  therefore  recommend  that  this  very 
necessary  work  be  at  once  undertaken  at 
the  appioximatecost  of  §16,110,  and  that 
the  Chief  Engineer,  with  the  concurrence 
and  approval  of  the  President  and  Clerk, 
be  authorized  and  instructed  to  make 
the  necessary  arrangements  for  the  con- 
struction thereof. 

In  regard  to  Requisition  No.  375,  for  a 
cement  testing  machine,  also  referredN  to 
this  Committee  at  tiie  last  meeting  (page 
1515),  the  Committee  recommends  that 
the  same  be  allowed.  Requisition  is  re- 
turned herewith. 

In  regard  to  certain  work  on  the  river 
diversion  on  Section  A,  the  Committee 
recommends' that  the  Chief  Engineer  be 
authorized  and  instructed  to  allow  not 
to  exceed  15  cents  per  yard  for  removing 
not  to  exceed  6,000  cubic  yards  of  ma- 
terial between  Stations  671  and  692,  and 
place  the  same  a9  a revetment  to  the 
levee  when  constructed  of  muck  below 
said  stations,  said  material  to  be  so  dis- 
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posed  as  to  make  said  levee  tight  and 
secure. 

Very  respectfully  submitted, 

(Signed)  L E.  Cooley, 

Chairman. 
Wm.  Bolden weck, 
John  J.  Altpeter, 

B.  A.  Eckhart, 

W.  H.  Russell, 
Thomas  Kelly, 

Joint  Committee  on  Engineerinq  and 

Finance.'" 

(Two  Enclosures  and  Specifications. ) 

ACTION  ON  BIDS  ON  RE  ADVERTISED  SEC- 
TIONS 2,  3,  AND  4,  AND  M’ARTHUR 
* BROTHERS1  COMPROMISE. 

Mr.  Cooley,  Chairman,  presented  ma- 
jority and  minority  reports  from  the 
joint  Committee  on  Engineering  and  Fi- 
nance, with  reference  to  the  bids  received 
on  the  re-advertised  Sections  2,  3 and  4 of 
the  Main  Channel,  and  with  reference  to 
the  proposition  of  compromise  received 
from  McArthur  Brothers,  recorqmending 
action  concerning  the  compromise; 
awarding  of  contracts  for  said  sections, 
and  the  return  of  deposits  made  by  the 
bidders  on  certain  sections  as  provided 
in  the  reports;  and  the  reports  were  read. 

Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
weck,  moved  that  the  majority  report  be 
adopted,  ordered  printed,  and,  with  the 
.minority  report,  placed  on  file,  the  recom- 
mendations of  the  majority  report 
concurred  in,  and  the  Clerk  authorized 
and  directed,  as  provided  in  the  said 
report. 

Mr  Kelly,  seconded  by  Mr.  Cooley, 
moved  as  a substitute  that  the  minority 
report  be  adopted,  ordered  printed  and 
placed  on  file,  the  recommendations  made 
therein  concurred  in,  and  the  Clerk  au- 
thorized and  directed,  as  provided  in  the 
report. 

On  roll  call,  on  the  motion  of  Mr.  Kelly, 
the  vote  stood;  Yeas*-Messrs.  Cooley, 
Gilmore  and  Kelly— three  (3).  Nays — 
Messrs.  Altpeter,  Boidenweck,  Eckhart, 
Prendergast,  Russell  and  VVenter— six  (6). 

Upon ‘which  result  the  President  de- 
clared the  motion  to  substitute  lost. 

Mr.  Prendergast,  seconded  by  Dir.  Eck- 
hart, moved  as  an  amendment  to  the  mo- 
tion of  Dir.  Eckhart,  that  the  supple- 


mental contract  to  be  entered  into 
with  Die  Arthur  Brothers  be  drawn,  in- 
cluding a provision  protecting  the  Sani- 
tary District  against  loss,  damage  or  liti- 
gation of  any  and  all  kinds  arising  out 
of  the  re-advertising  of  said  Sections, 
receiving  bids  thereon  and  the  settling 
with  said  Die  Arthur  Brothers  as  set  forth 
in  the  majority  report,  and  a provision 
requiring  the  consent  of  the  piesent 
bondsmen  of  Die  Arthur  Brothers  and  the 
continuance  of  the  present  bond. 

On  roll-call  on  the  amendment  the  vote 
stood:  Yeas— Messrs  Altpeter,  Boiden- 
weck, Cooley.  Eckhart,  Gilmore.  Pren- 
dergast, Russell  and  Wenter — eight  (8). 
Excused  and  not  voting — Dir.  Kelly— one 
(1).  Nays— None 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  amend- 
ment adopted. 

On  roll-call  on  the  original  motion  < f 
Mrs  Eckhart,  as  amended,  for  the  adop- 
tion of  the  majority  report,  the  vote 
stood:  Yeas— Dlessrs.  Altpeter,  Boiden- 
weck; Eckhart,  Prendergast,  Russell  and 
Wenter — six  (ft).  Nays — Messrs,  Ccoley, 
Gilmore  and  Kelly— three  (3) 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  majority  re- 
port adopted,  ordered  printed,  and,  with 
the  minority  report,  placed  on  file,  the 
recommendations  of  ihe  majority  report 
concurred  in,  the  Clerk  authorized  and 
diiected  as  provided  in  the  said  re- 
port, and  the  supplemental  contract  to 
be  entered  into  with  McArthur  Brothers 
ordered  drawn,  including  a provision 
protecting  the  Sanitary  District  against 
loss;  damage  or  litigation  of  any  and  all 
kinds  arising  out  of  the  re-advertising  of 
said  sections,  receiving  bids  thereon  and 
the  settling  with  said  McArthur  Brothers 
as  set  forth  in  the  majority  report, 
and  a provision,  securing  the  consent  of 
the  present  bondsmen  of  McArthur 
Brothers  and  the  continuance  of  the 
present  bond. 

The  following  is 

THE  MAJORITY  REPORT: 

“ Chicago,  Oct.  25,  1893. 
To  the  Honcn’able  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago: 

Gentlemen — The  Joint  Committee  on 
Engineering  and  Finance,  lo  whom  was 
referred  the  bidsTece'ived  October  4, 1893, 
under  re- advertisement  for  the  work  on 
contract  Sections  two  (2),  three  (3)  and 
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four  (4),  submits  herewith  its  report  with 
reference  to  the  same,  together  with  a 
report  on  a communication  from  McAr- 
thur Brothers  touching  this  same  work, 
referred  to  this  Committee  on  October 
18,  1893. 

The  Committee  has  given  the  subject 
careful  and  exhaustive  consideration, 
and  recommends  that  all  bids  on  Sections 
two  (2)  and  four  (4)  be  rejected,  and  that 
the  checks  deposited  be  returned  to  the 
bidders.  It  also  recommends  that  the 
work  on  Section  three  (3)  be  let  to 
Charles  C.  Gilman  and  Edwin  McNeill. 
The  bid  was  made  in  the  name  of  Charles 
C.  Gilman,  and  was  the  lowest  bid  on 
this  section.  The  Finance  Committee, 
acting  as  a sub  committee,  has  investi- 
gated the  responsibility  and  experience 
of  Mr.  Gilman  and  is  satisfied  to  recom- 
mend the  letting  of  the  contract  to  him, 
but  Mr.  Gilman,  having  informed  this 
Committee  that  Mr.  McNeill — also  an 
experienced  contractor  of  responsibility 
— is  in  partnership  with  him  and  is  will- 
ing to  enter  intOjthis  contract  with  him 
it  is  thought  advisable  by  this  Committee 
to  recommend  that  the  contract  be  let  to 
to  them  jointly. 

The  Committee  further  recommends 
that  the  Clerk  of  this  District  return  all 
deposits  made  by  bidders  on  said  contract 
Section  three  (3)  except  the  deposits  of 
Charles  C.  Gilman,  Sinclair  Construction 
Co. , and  Christie  & Lowe,  and  that  these 
last  named  deposits  be  returned  as  soon 
as  the  cdntract  for  said  work,  with  a 
satisfactory  bond,  has  been  entered  into 
by  said  Gilman  and  McNeill. 

This  Committee  would  recommend 
that  a settlement  of  all  differences  be- 
tween the  District  and  McArthur  Bros, 
be  made  upon  the  following  basis,  viz: 

First — McArthur  Bros,  contract  as  to 
Section  three  (3)  be  cancelled  and  the 
moneys  due  McArthur  Bros,  on  same  be 
paid  to  them. 

Second — McArthur  Bros,  to  be  per- 
mitted to  complete  the  work  on  Sections 
two  (2)  and  four  (4)  under  their  existing 
contracts,  the  material  excavated  to  be 
classified  in  accordance  with  the  rulings 
of  the  Chief  Engineer  of  the  District 
heretofore  made, — such  classification  to 
be  accepted  by  said  McArthur  Bros.,  and 
in  consideration  thereof  the  prices  to  be 
paid  said  McArthur  Bros,  under  their 
contracts  for  Sections  two  (2)  and  four 
(4)  to  be  made  to  conform  to  the  said 
proposition  of  McArthur  Bros.,  dated 
October  17,  1893;  said  prices  being  as 
follows,  viz.: 


Sec. 

Glacial 

Drift. 

Solid  Rock. 

Retaining 

Walls. 

Price  cu.  yd. 

Price  cu.  yd. 

Price  cu.yd, 

No.  2.. 

$0.50 

$0.80 

$1.74 

No.  4.. 

49 

.80 

1.87 

These  prices  in  the  aggregate  are  sev- 
eral thousand  dollars  lower  iha’i  the 
aggregate  prices  of  the  lowest  bids  on 
these  sections;  the  Committee  further 
recommends  that  the  necessary  papers 
be  executed  to  carry  said  settlement  into 
effect. 

Respectfully  submitted, 

(Signed)  B.  A.  Eckhart, 

W.  H.  Russell, 

Wm.  Boldenweck, 
John  J.  Altpeter, 

Joint  Committee  on  Engineering  and  Fi- 
nance." 


The  following  is 

THE  MINORITY  REPORT: 

“Chicago,  October  25,  1893. 

To  the  Honorable  the  Board  of  Trustees  of 

the  Sanitary  District  of  Chicago : 

Gentlemen— We  are  unable  to  concur 
in  the  recommendations  of  the  majority. 
Any  adjustment  with  McArthur  Bros., 
on  the  basis  of  that  firm’s  continuing,  the 
work,  should  have  been  made  prior  to 
the  receiving  of  bids.  To  that  end,  the 
withdrawal  of  the  advertisement  would 
have  been  proper  at  any  time,  which 
would  have  permitted  sufficient  notice 
to  intending  bidders. 

After  the  Board  has  advertised  the 
work,  and  issued  notice  that  this  advert 
tisement  is  made  in  good  faith,  and  has 
actually  received  bids,  we  believe  that 
no  course  is  proper  except  to  let  the  con- 
tracts to  the  • lowest  responsible  bidders. 

We  are  unable  also  to  agree  on  the 
propriety  of  using  bids  so  received  in 
adjusting  the  matters  in  controversy^ 
with  the  McArthur  Brothers.  We  be- 
lieve the  course  proposed  to  be  extremely 
impolitic,  and  that  it  will  set  a most  un- 
comfortable precedent  in  treating  other . 
contracts  which  must  soon  come  before 
the  Board. 

We  do  not  concede  any  inalienable 
right  on  the  part  of  McArthur  Brothers 
to  continue  the  work,  but  are  disposed 
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to  believe  that  they  have  claims  that  are 
entitled  to  the  best  consideration  of  the 
Board.  Any  settlement,  however,  at 
this  time,  should  be  based  on  the  idea  of 
payment  out  of  hand  for  any  work  which 
may  have  bencfitted  the, District. 

We  therefore  conclude  as  follows: 

1 . That  Sections  2,  3 and  4 be  let  to 
the  lowest  responsible  bidders. 

2.  That  any  equity  existing  on  ac- 
count of  work  done  under  the  prior  con- 
tract be  adjusted  at  once. 

We  therefore  recommend  that  the  sub- 
ject matter  be  referred  back  to  the  Com- 
mittee, with  instructions  to  report  in  har- 
mony with  the  above  conclusions. 

Very  respectfully  submitted, 
(Signed)  L.  E.  Cooley. 

Thomas  Kelly, 

Of  the  Joint  Committee  on  Engineering 

and  Finance.” 

EMPLOYMENTS  MEN  O^  RIVER  DIVERSION 
WORK. 

Mr.  Kelly,  Chairman,  presented  a ver- 
bal report  from  the  Special  Committee 
on  Labor,  stating  that  the  work  on  the 
river  diversion  on  Sections  1,  2,  3 and  4 
would  be  completed  in  about  two  weeks, 
and  that  the  force  at  present  had  been 
reduced  by  about  500  men. 

By  unanimous  consent,  Mr.  Prender- 
gast  was  excused  from  the  meeting. 

PAYMENT  OF  DISCHAROED  RIVER  DIVER- 
SION EMPLOYES  ON  SECTION  1 OUT 
OF  EMERGENCY  FUND.. 

Mr.  Kelly  presented  an  order,  author- 
izing and  directing  the  Clerk  to  pay  out 
of  the  special  emergency  fund  now  in 
his  hands  for  the  payment  of  employes, 
pursuant  to  orders  of  the  Board  of  Sep- 
tember 19  and  October  4,  1893,  (pages 
1458  and  1497  of  the  Proceedings)  a cer- 
tain sum  as  provided  in  the  order  for  the 
payment  of  laborers  and  employes  on 
the  river  diversion  and  levees  on  Section 
1 , laid  off  prior  to  October  31,  1893;  and 
the  order  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Eckhart, 
moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Bolden  week,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Russell  and 
Wenter— eight  (8).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,,  and  the  Clerk  authorized  and 


directed  to  pay  out  of  the  special' emer- 
gency fund  now  in  his  hands,  as  pro- 
vided in  the  order. 

The  following  is , 

THE  ORDER: 

“Whereas,  It  will  soon  be  found  nec- 
essary on  account  of  the  progress  of  the 
work  on  the  river  diversion  on  Seotion 
• one  (1)  to  lay  off  some  of  the  men  em- 
ployed by  the  District  on  said  work; 
therefore  be  it 

Ordered, -That  the  Clerk  be  and  he  is 
hereby  instructed  to  advance  Alfred  Har- 
lev,  agent  of  tfie  District,  out  of  the 
moneys  in  his  hands  as  emergency  fund 
for  the  payment  of  said  employes,  a sum 
not  to  exceed  five  thousand  dollars 
($5,000.00)  to  be  used  by  said  Alfred  Har- 
lev,  agent,  in  paying  said  employes  from 
time  to  time,  as  it  is  found  necessary  to 
lay  them  off— said  sum  to  be  advanced 
all  at  one  time  or  in  separate  amounts  at 
different  times,  as  the  Clerk  may  deem 
advisable.  ” 

ASSIGNMENT.  OF  L,  D.  CONNER  & COM- 
PANY’S CONTRACTS  TO  HELDMAIER  & NEU. 

Mr.  Kelly  presented  an  order,  accom- 
panied by  two  (2)  bonds,  consent- 
ing, on  behalf  of  the  District,  to  the  as- 
signment by  L.  D.  Conner  & Company 
t6  Heldmaier  & Neu,  of  their  contracts 
on  Sections  A.  and  B.  of  the  Main  Chan- 
nel and  the  acceptance  of  new  and  the 
cancellation  of  old  bonds  on  the  same, 
as  provided  in  the  order;  and  the  order 
was  read. 

Mr.  Kelly,  seconded  by  Mr.  Eckhart, 
moved  the  adoption  of  the  order. 

On  rolhcall  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Bolden wock.  Cooley, 
Eckhart.  Gilmore,  Kelly,  Russell  and 
Wenter— eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  with  accompanying  bonds 
placed  on  file,  and  the  assignment  by  L. 
D.  Conner  & Co.  to  Heldmaier  & Neu  of 
their  contracts  on  Sections  A and  B of 
the  Main  Channel,  and  the  acceptance  of 
new  and  cancellation  of  old  bonds  on  the 
same  consented  to  by  the  District,  as  pro- 
vided in  the  order. 

The  following  is 

THE  order: 

“Whereas,  Lewis  D.  Conner,  Ernst 
Heldmaier  and  Peter  W.  Neu,  compos- 
ing the  firm  of  L.  D.  Conner  & Co.,  con- 
tractors with  this  District  for  contract 
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Sections  A and  B,  have  assigned  all  their 
right,  title  and  interest  in  land  to  said 
contracts,  and  in  and  to  all  moneys  due, 
or  that  shall  hereafter  become  due  and 
payable  thereunder,  to  Ernst  Heidmaier 
and  Peter  W.  Neu,  doing  business  under 
the  firm  name  and  style  of  Heidmaier  & 
Neu;  and 

Whereas,  Said  Heidmaier  & Neu 
have  accepted  said  assignments  of  said 
respective  contracts  and  have  assumed 
and  taken  upon  themselves  the  perform- 
ance of  all  the  obligations  of  said  L.  D. 
Conner  & Co.  under  same,  and  agree 
fully  to  keep  and  perform  all  the  terms 
and  conditions  of  said  contracts  and  each 
of  same  in  all  respects  as  though  they 
had  been  the  original  contractors  named 
therein,  and 

Whereas,  Said  Heidmaier  & Neu  here- 
with submit  to  this  Board  for  its  approval 
new  bonds  in  the  sum  of  seventy-five 
thousand  ($75,000  00)  dollars  each,  for  the 
faithful  execution  by  them  of  said  re- 
spective contracts,  with  the  American 
Surety  Company  of  New  York  as  surety 
on  each  of  same,  being  the  same  surety 
as  on  the  former  bonds:  now.  therefore, 
be  it 

Ordered,  That  this  District  hereby  con- 
sents to  the  assignment  by  L.  D.  Conner 
& Co.  to  Heidmaier  & Neu  of  said  re- 
spective contracts  for  Contract  Sections 
A and  B of  this  District:  that  it  accepts 
the  new  bonds  herewith  tendered  by 
said  Heidmaier  & Neu  for  each  contract 
section,  and  the  Clerk  is  he  re  by  author- 
ized and  directed  to  release  and  cancel 
the  former  bonds  for  said  respective  con- 
tract Sections  given  by  L.  D.  Conner  & 
Co.  of  date  of  February  1,  1893.” 

(Accompanied  by  two  (2)  bonds). 

COMPLETION  OF  PORTION  OF  RIVER  DIVER- 
SION ON  SECTION  8. 

Mr.  Kelly  presented  an  order  directing 
the  Chief  Engineer  to  order  Agnew  & 
Company  to  complete  a portion  of  their 
river  diversion  on  Section  8 at  a certain 
time,  as  provided  in  the  order;  and  the 
order  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
weck,  moved  the  adoption  of  the  order. 

On  rolljsall  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Bolden^yeck,  Cooley. 
Eckhart,  Gilmore.  Kelly,  Russell  and 
W enter— eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Chief  Engineer  in- 
structed in  accordance  with  the  same. 


The  following  is 

THE  ORDER: 

“Whereas,  Theuseof  the  river  diver- 
sion and  the  completion  of  work  there- 
on above  Lemont  turns  on  the  opening 
of  a sufficient  channel  to  accommodate 
the  ordinary  flow  of  the  river  thiough 
Section  eight  (8);  and 

Whereas,  Work  on  the  river  diver- 
sion on  said  Section  eight  (8)  has  not  been 
prosecuted  with  the  speed  or  with  the 
force  and  tools  called  for  by  order  of 
this  Board  of  September  11,  1893,  saui 
work  being  greatly,  unnecessarily  and 
unreasonably  delayed  beyond  the  time 
set  for  the  completion;  and 

Whereas,  The  necessary  bridging  will 
be  completed  at  an  early  day  so  that  the 
early  completion  of  said  river  divers  on 
is  a work  of  paramount  necessity;  there- 
fore be  it 

Ordered , That  the  Chief  Engineer  order 
Agnew  & Co.  to  complete  not  less  than 
seventy-five  (75;  feet  in  width  of  said 
river  diversion  along  the  westerly  side  of 
Section  eight  (8)  below  Stephens  street 
within  ten  (10)  days  from  date,  and  in 
such  manner  that  the  water  can  bo 
turned  therein,  and  that  he  order  the 
completion  of  all  river  diversion  work 
now  being  done  by  Agnew  & Company 
on  Section  eight  (8)  on  or  before  Novem- 
ber 15,  1893;  and  whenever  the  Chief 
Engineer  believes  the  said  work  cannot 
be  done  in  the  time  specified  he  shall  so 
notify  the  President  of  the  Board,  who 
shall  immediately  convene  the  Board  for 
action  on  the  same.” 

ANSWER  OF  PRESIDENT  TO  COMMISSIONER 
OF  PUBLIC  WORKS  ON  DIVERSION 
OF  DESPLAINES  RIVER. 

By  unanimous  consent,  the  President 
presented  a copy  of  his  reply  in  answer 
to  the  communication  from  Mr.  H.  J. 
Jones,  Commissioner  of  Public  Works  of 
the  City  of  Chicago,  with  reference  to  the 
diversion  of  the  Desplaines  River  between 
Riverside  and  the  Lyons  Road,  presented 
and  referred  to  the  President  for  reply  at 
the  meeting  held  October  18,  1893,  (page 
1522  of  the  Proceedings);  and  the  same 
was  read. 

Mr.  Cooley,  seconded  by  Mr.  Bolden- 
weck,  moved  that  the  President’s  com- 
munication be  ordered  printed  and  placed 
on  file. 

The  motion  prevailed  unanimously 
and  it  was  so  ordered . 


October  25, J 

The  following  is 

the  communication: 

“Chicago,  Oct.  20,  1893. 
Hon . H.  J.  Jones , Commissioner  of  Pub- 
lic Works,  City  Hall , City: 

Dear  Sir— Your  letter  of  the  12th  icet. 
wa8  received  and  read  at  the  regular 
meeting  of  the  Board  of  Trustees  of  thh 
District,  and  referred  to  me  for  answer, 
and  I am  glad  to  be  able  to  advise  you 
that  our  work  along  the  lines  indicated 
by  you  is  making  rapid  progress.  We 
are  prosecuting  the  work  of  straighten- 
ing and  deepening  the  channel  of  the 
Desplaines  River  and  the  construction  of 
levees  for  the  proper  control  of  its  flood 
waters,  with  large  forces  of  men  and 
teams  properly  equipped  for  the  work, 
and  we  are  about  to  erect  a spillway  in 
the  town  of  Lyons,  about  2,000  feet  north 
of  the  Santa  Fe  bridge,  at  a height  which 
will  protect  Chicago  against  Desplaines 
River  floods,  until  the  volume  passing 
Riverside  exceeds  250,000  cubic  feet  per 
minute.  Heretofore  the  flow  toward 
Chicago  has  begun  when  the  flow  at 
at  Riverside  reached  50.000  cubic  feet  per 
minute.  This  is  a subject  i»»  which  we 
feel  a vital  interest,  and  I can  assure  you 
that  wimtever  we  can  do  for  the  protec- 
tion of  our  city  will  be  done  as  promptly 
and  as  completely  as  it  lies  within  our 
power  to  accomplish. 

Yours  truly, 

(Signed)  Frank  Wenter, 

President.” 

deposits  made  for  plans  on  sections  2, 

3 and  4. 

By  unanimous  consent  the  Clerk  pre- 
sented a report  from  the  Chief  Engineer, 
accompanied  by  a list  of  contractors  who 
had  deposited  for,  taken  out,  and  retained 
plans  of  the  re-advertised  work  on  Sec- 
nous  2, 3 and  4 of  the  Main  Channel,  and 
enclosing  check  for  the  amounts  deposited 
with  the  same;  and  the  report  was  read. 

Mr.  JEckhart,  seconded  by  Mr.  Bolden- 
weck.  moved  that  the  report  and  en- 
closure be  ordered  printed  and  placed  on 
file,  and  the  Clerk  directed  to  deposit 
the  accompanying  check  ($25.00)  with  the 
Treasurer  to  the  credit  of  the  District. 

The  motion  prevailed  unanimously,  j 
the  report  and  enclosure  were  ordered  j 
pr  nted  and  placed  on  file,  and  the  Clerk  1 
directed  to  deposit  the  accompanying  ' 
check  ($25.00)  with  the  Treasurer  of  the 
District  to  the  credit  of  the  District. 
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The  following  is 

THE  REPORT,  WITH  ENCLOSURE: 

“Chicago,  Oct.  14, 1893. 
To  the  Honorable  the  Board  of  Trustees 
of  the  Sanitary  District- of  Chicago: 
Gentlemen— I transmit  herewith  a re- 

gjrt  made  to  me  by  R.  H.  Cowdrey, 
ecord  Clerk,  giving  names  of  persons 
who  secured  and  paid  for  maps  of  Sec- 
tions 2,  8 and  4,  together  with  check  for 
total  amount  paid,  twenty-five  dollars. 

Respectfully  submitted, 

(Signed)  Ibham  Randolph, 

Chief  Engineer” 

(Enclosure) 

“Chicago,  Oct.  18.1893, 
Isham  Randolph , Esq.,  Chief  Engineer: 
Dear  Sir— Enclosed  I hand  you  my 
check  for  twenty-five  dollars,  the  same 
being  the  amounts  p&id  for  maps  by  Con- 
tractors proposing  to  bid  on  the  reletting 
of  thp  work  on  Sections  2,  8 and  4.  Fol- 
lowing also  is  the  list  of  said  contractors, 
with  the  amount  paid  by  each  of  them: 

J.  Christie. $1.00 

E.  Ward.. 1.00 

W.  Crilly 1 00 

Drake  & Stratton  Co 1.00 

A,  V.  Powell 1.00 

G.  Smalley 1.00 

R.  C.  Strip LOO 

A.  McGaw 1.00 

McKeown  & Stowell 1.00 

C.  C.  Gilman, 1 00 

C.  C.  Gilman 1.00 

S.  N.  Lee 1.00 

D.  St.  Clair 1.00 

Gus  Wilkie: 1.00 

H.  A.  Stevens 1.00 

J.  O.  Rourke 1.00 

J.  O’Connor 1.00 

H.  Kirkendall 1.00 

McMahon  & Montgomery 1.00 

W.  H.  Kilpatrick 1.00 

E?.  Smith 1.00 

J.  Shields 1.00 

F.  H.  Clement 1.00 

Winston  Bros 1.00 

R.  Brodhead LOO 

Respectfully  submitted. 

(Signed)  Robert  H.  Cowdrey, 
Record  Clerk." 

(Enclosing  check — $25.) 

adjournment. 

On  motion  of  Mr.  Boldenweck,  sec- 
onded by  Mr.  Eckhart,  the  Board  then  ad- 
journed. 

Tho8.  F.  Judge, 

Clerk. 
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PROCEEDINGS 

—OF  THE— 

Board  of  Trustees, 

—OF  THE— 

Sanitary  District  of  Chicago.  ■ 


OCTOBER’ 30,  31  AND  NOVEMBER  1.  1893. 


OFFICIAL  RECORD. 

( Published  by  authority  of  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago.) 


SPECIAL  MEETING. 

A special  meetingof  the  Board  of  Trus- 
tees of  the  Sanitary  District  of  Chicago 
was  held  in  their  rooms,  Rialto  Building, 
Monday,  October  30,-1893,  at  10:30  o’clock 
A.  M.,  pursuant  to  call. 

President  Wenter  called  the  Board  to 
order. 

On  roll-call  Messrs.  Altpeter,  Bolden- 
weck,  Cooley,  Kelly,  Russell  and  Wenter 
--six  (6)  and  subsequently  Mr.  Eckhart, 
making  t a total  of  seven  (7)  members, 
were  present. 

CALL  FOR  MEETING. 

. The  Clerk  then  read  the  call  for  the 
Special  Meeting,  which  is  as  follows: 


“Chicago,  Oct.  28,  1893. 
Mr.  Thomas  F.  Judge , Clerk  of  the  Sani- 
tary District  of  Chicago  : 

Dear  Sir — Please- issue  call  for  a Spec- 
ial Meeting  of  the  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago,  to  be 
held  in  their  rooms,  Rialto  Building, 
Monday,  October  30,  1893,  at  10:30  o’clock 
A.  M. — said  Special  Meeting  being  called 
to  consider  and  act  in  the  matter.of  the 
payment  of  laborers  and  employes  on 
Section  Eight  (8)  of  the  Main  Channel  of 
this  District,  and  for  the  transaction  of 
such  other  business  as  may  come  before 
the  meeting. 

Yours  truly, 

(Signed)  Frank  Wenter, 

President .” 

After  the  reading  of  the  call,  President' 
Wenter  stated  that  in  view  of  the  death 
of  the  Mayor  of  Chicago,  Hon.  Carter 


October  30,] 


— 1535  — 


[1893. 


H.  Harrison,  it  would  be  fitting  that  the 
Board  take  some  action  with  reference 
to  resolutions  of  respect  to  the  dead. 

COMMITTEE  ON  RESOLUTIONS. 

Mr.  Cooley,  seconded  by  Mr.  Bolden- 
weck, moved  that  a Committee  of  five 
(5)  be  appointed  by  the  President  to  draft 
resolutions  with  reference  to  the  death 
of  the  Mayor  of  Chicago,  Hon.  Carter  H. 
Harrison,  and  report  back  to  the  Board 
at  once. 

The  motion  prevailed  unanimously, 
and  it  was  so  ordered. 

The  President  then  appointed  as  a Com- 
mittee on  Resolutions  Messrs.  Cooley, 
Eckhart,  Kelly,  Boldenweck  and  Russell. 

PAYMENT  GF  MEN  ON  SECTION  8. 

Mr.  Kelly,  seconded  by  Mr.  Bolden- 
weck, moved  that  the  Committee  on 
Finance  be  given  full  power  to  act  in  the 
mutter  of  the  payment  of  men  on  Section 
8 of  the  Main  Channel,  for  which  Agnew 
& Company  are  contractors. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Russell  and  Wenter— 
seven  (7).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  Com- 
mittee on  Finance  given  full  power  to 
act  in  the  matter  of  the  payment  of 
men  on  Section  8 of  the  main  channel, 
for  which  Agnew  & Company  are  con- 
tractors. 

RECESS. 

Mr.  Kelly,  seconded  by  Mr.  Eckhart, 
then  moved  that  the  Board  then  take  a 
recess  until  12  o’clock  noon  the  same  day. 

The  motion  prevailed  unanimously, 
and  it  was  so  ordered. 


On  re-assembling  at  the  close  of  the 
recess  at  12  o’clock,  on  roll-call  Messrs. 
Cooley,  Eckhart,  Gilmore,  Kelly,  Russell 
and  Wenter — six  (6)  members,  were  pres- 
ent. 

RESOLUTIONS  ON  DEATH  OF  HON.  CARTER 
H,  HARRISON.  MAYOR  OF  CHICAGO. 

Mr.  Cooley,  Chairman,  presented  a re- 
port from  the  Committee  on  Resolutions, 
transmitting  resolutions  with  reference 
to  the  death  of*  the  Mayor  of  Chicago, 
Hon.  Carter  H.  Harrison,  with  the  recom- 
mendation that  the  same  be  adopted,  and 
that  the  Board  take  other  appropriate 
action,  as  provided  in  the  report. 


Mr.  Cooley,  seconded  by  Mr..  Gilmore, 
moved  that  the  report  and  resolutions  be 
adopted,  ordered  printed  and  placed  on 
file,  and  the  recommendations  made  in 
the  report  concurred  in. 

The  motion  prevailed  unanimously, 
and  it  was  so  ordered. 

The  following  is 

THE  REPORT,  WITH  RESOLUTIONS: 

‘Chicago,  Oct.  30,  1893. 

To  the  Honorable  the  Board  of  Trustees  of 

the  Sanitary  District  of  Chicago: 

Gentlemen  : — Your  Committee  ap- 
pointed to  recommend  suitable  action 
by  the  Board  in  view  tjie  death  of  the 
Mayor  of  the  City,  Hon.  Carter  H.  Har- 
rison, present  herewith  resolutions  for 
the  adoption  of  the  Board. 

We  recommend  . that  the  same  be 
spread  on  the  records  of  the  Board,  and 
that  a copy  be  engrossed  and  furnished 
the  family  of  the  deceased . and  that  a 
copy  be  also  sent  to  the  City  Government. 

We  further  recommend  that  the  offices 
of  the  District  be  closed  on  the  day  of 
the  funeral,  and  that  the  Board  and  its 
officers'  attend  same  in  a body,  and  that 
the  President  be  authorized  to  make  all 
suitable  arrangements  in  the  premises. 

Veuy  respectfully  submitted, 
(Signed)  L.  E.  Cooley, 

Chaii'man. 

B.  A.  Eckhart, 
Thomas  Kelly, 

Wm.  Boldenweck, 
W . H.  Russell, 
Committee  on  Resolutions /’ 


resolutions: 

“Whereas,  The  assassination  of  the 
Mayor  of  the  City  of  Chicago,  the  Hon. 
Carter  H.  Harrison,  is  an  appalling  pub- 
lic calamity,  and  a matter  of  the  deepest 
regret  to  the  people  of  this  city  and  of 
concern  to  the  State  and  Nation. 

Whereas,  The  deceased  in  a long 
public  career  and  especially  as  Mayor  of 
this  City  for  five  terms,  has  become  at 
part  of  the  growth  and  history  of  Chi- 
cago, has  been  recognized  by  all  as  a man 
of  rare  ability,  wise  purpose  and  patriotic 
impulses,  has  by  his  character  personally 
endeared  himself  to  all  classes,  and  as  a 
wise  counselor,  has  taken  his  place 
among  the  men  of  the  Nation. 

Whereas,  He  was  identified  with  the 
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official  inception  of  the  plans  adopted  for 
a solution  of  the  sanitary  problem  of 
Chicago,  which  are  now  being  carried 
out  by  this  District,  and  has  at  all  times 
by  public  attendance  and  private  counsel, 
aided  in  forwarding  this  work  and  this 
District  is  greatly  indebted  to  him  for  his 
interest  in  its  behalf  ; therefore  be  it 

Resolved,  That  we  share  with  all  citi- 
zens extreme  regret  at  the  deplorable  cir- 
cumstances connected  with  his  death, 
and  express  our  deep  sense  of  the  com- 
mon loss  which  has  been  visited  upon 
this  people,  and  , extend  to  those  nearest 
to  him  our  heartfelt  sympathy  and  con- 
dolence.” 

adjournment. 

On  motion  of  Mr.  Eckhart,  seconded 
by  Mr.  Cooley,  the  Board  then  adjourned. 

Thos.  F.  Judge, 
Clerk. 


SPECIAL  MEETING 

A special  meeting  of  the  Board  of  Trus- 
tees of  the  Sanitary  District  of  Chicago 
was  held  in  their  rooms,  Rialto  Building, 
Tuesday,  October  31,  1893,  at  12  o’clock 
noon,  pursuant  to  call. 

President  Wenter  called  the  Board  to 
order. 

On  roll  call  Messrs.  Altpeter,  Bolden- 
weck,  Cooley,  Eckhart,  Kelly,  Prender- 
gast,  Russell  and  Wenter— eight  (8)  mem- 
bers, were  present. 

CALL  FOR  MEETING. 

The  Clerk  then  read  the  call  for  the 
Special  Meeting,  which  is  as  follows: 

“Chicago,  Oct.  30,  1893. 

Mr.  Thomas  F.  Judge , Clerk  of  the  Sani- 
tary District  of  Chicago : 

Dear  Sir— Please  issue  call  for  a Spec- 
ial Meeting  of  the  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago,  to  be 
held  in  their  rooms,  Rialto  Building, 
Tuesday,  October  31,  1893,  at  12  oclo'ck 
(noon),  said  Special  Meeting  being  called 
to  consider  and  act  in  the  matter  of  the 
payment  of  maturing  bonds  and  inter- 
est on  bonds  of  the  District,  and  for  the 
transaction  of  such  other  business  as 
may  come  before  the  meeting. 

Yours  truly,  , 

(Signed)  4 Frank  Wenter, 

President 
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PAYMENT  OF  MATURING  BONDS  AND  IN- 
TEREST ON  BONDS. 

Mr.  Eckhart,  Chairman  of  the  Commit- 
tee on, Finance,  presented  an  order,  au- 
thorizing and  directing  the  Clerk  to  draw 
a warrant  on  the  Treasurer,  payable  to 
the  order  of  the  Treasurer,  in  the  sum  of 
one  hundred  and  fifty  thousand  ($150,000) 
dollars,  to  be  used  i.n  the  payment  of 
maturing  bonds  and  interest  on  bonds  as 
provided  in  the  order;  and  the  order  was 
read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  the  adoption  of  the  order, 

On  roll-call,  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell  and 
Wenter— eight  (8).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Clerk  authorized  and 
directed  to  draw  a warrant  on  the  Treas- 
urer, payable  to  the  order  of  the  Treas- 
urer, in  the  sum  of  one  hundred  and 
fifty  thousand.  ($150,000)  dollars,  to  be 
used  in  the  payment  of  maturing  bonds 
and  interest  on  bonds,  as  provided  in  the 
order. 

The  following  is 

THE  order: 

“ Ordered , That  the  Clerk  of  this  Dis- 
trict be  and  he  is  hereby  authorized  and 
directed  to  draw  a warrant  upon  the 
Treasurer,  payable  to  the  order  of  Mel- 
ville E.  Stone,  Treasurer,  in  the  sum  of 
one  hundred  and  fifty  thousand  ($150,- 
000)  dollars,  and  deliver  the  same  to  said 
Treasurer — fifty  thousand  ($50,000)  dol- 
lars of  said  sum  to  be  used  by  him  in 
paying  the  semi-annual  interest  on  the 
bonds  of  the  District,  due  November  1, 
1893,  and  one  hundred  thousand  ($100,- 
000)  dollars  of  said  sum  to  be  used  by 
him  in  paying  the  principal  of.  such  of 
said  bonds  as  fall  due  on  said  November 
1,  1893.” 

AMENDMENT  OF  RECORD  OF  SPECIAL 
MEETING  OF  OCTOBER  30,  1893. 

By  unanimous  consent  Mr.  Prender- 
gast made  a statement,  to  be  inserted 
in  the  record,  to  the -effect  that  he  had 
no  actual  notice  of  the  special  meet- 
ing of  October  30,  1893,  and  that  if  he 
had  been  present  at  that  meeting  he 
would  have  voted  “aye”  on  the  motion 
to  adopt  the  resolutions  then  presented 
concerning  the  death  of  the  late  Carter 
H.  Harrison. 

ARRANGEMENTS  TO  ATTEND  FUNERAL  OF 
THE  LATE  MAYOR. 

The  Clerk  announced  that  pursuant  to 
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instructions,  lie  had  made  arrangements 
for  the  Trustees  and  officers  of  the  Dis- 
trict for  a place  in  the  funeral  procession 
of  the  late  Mayor  of  Chicago,  Hon.  Car- 
ter H.  Harrison,  and  that  those  who  ex- 
pected to  be  present  should  report  at  the 
offices  of  the  District  on  Wednesday,  No- 
vember 1,  1893,  at  9o’olock  A-  M.,  where 
carriages  and  badges  would  be  provided. 

ADJOURNMENT. 

On  motion  of  Mr.  Bolden  week,  sec- 
onded by  Mr.  Eckhart,  the  Board  then 
adjourned. 

Thos.  F.  Judge, 
Clerk. 


REGULAR  MEETING. 

The  on&  hundred  and  ninety-fourth 
regular  meeting  of  the  Board  of  Trus- 
tees of  the  Sanitary  District  of  Chicago 
was  held  in  their  rooms,  Rialto  Building, 
Wednesday,  November  1,  1893,  at  1:30 
o’clock  P.  M. 

The  Clerk  called  the  Board  to  order. 

On  roll  call  there  were  no  members  of 
the  Board  present. 

At  2 o'clock  there  being  still  no  mem- 
bers of  the  Board  present,  and  conse- 
quently no  quorum,  in  pursuance  of  the 
rules  the  Board  stood  adjourned. 

Thos.  F.  Judge, 

Clerk. 


SPECIAL  MEETING. 

A special  meeting  of  the  Board  of 
Trustees  of  the  Sanitary  District  of-  Chi- 
cago was  held  in  their  rooms,  Rialto 
Building,  Wednesday,  November  1,  1893, 
at  7:30  o’clock  P.  M.,  pursuant  to  call. 

President  Wenter  called  the  Board  to 
order. 

On  roll-call  Messrs.  Altpeter,  Bolden- 
week,  Cooley,  Gilmore,  Kelly,  Russell 
and  Wenter — seven  (7),  and  subsequently 
Mr.  Eckhart,  making  a total  of  eight  (8) 
members,  were  present. 

CALL  FOR  MEETING. 

The  Clerk  then  read  the  call  for  the 
Special  Meeting,  which  is  as  follows: 

. “Chicago,  Oct.,  31, 1893. 

Thomas  F.  Judge.  Esq.,  Clerk  Sanitan'y 

District  of  Chicago: 

Dear  Sir— You  will  please  issue  a call 


| for  a Special  Meeting  of  the  Board,  of 
! Trustees  of  the  Sanitary  District  of  Chi- 
cago. to  be  held  in  the  offices  of  the  Dis- 
trict, Rialto  Building,  Chicago,  Wednes- 
! day,  November  1,  1893,  at  7:30  o’clock  p. 
m.,  the  object  of  said  meeting  being  the 
consideration  of,  and  action  upon  the 
| pay  rolls;  contractors’  estimates;  expense 
i bills  of  the  various  departments;  contract 
j and  bond  for  work  on  Section  3;  con- 
| tracts  and  bonds  in  connection  with  the 
| settlement  with  McArthur  Bros,  for 
| work  on  Sections  2 and  4;  payment  of 
! men  working  for  the  District  on  the 
River  Diversion  on  Sections  1,  2,  3 and  4; 
I the  payment  up  to  October  18,  1893,.  of 
j the  men  on  Section  '3,  working  for  Ag- 
j new  & Co. ; and  such  other  business  as 
| may  properly  come  before  such  meeting. 

I (Signed)  Frank  Wenter, 

President .” 

VOUCHERS. 

In  pursuance  of  the  call,  the  President 
| announced  that  the  Board  would  take  up 
the  regular  order  of  business. 

I Whereupon  the  Clerk  presented  the 
j following  vouchers: 

PAY  ROLLS. 


Eng.  Dept.,  Chief  En- 
gineer’s roll,  (Octo- 
ber, 1893) $ 3.226  67 


Eng.  Dept,  Div.  No.  1, 
(half  month,  ending 
Oct  31,  1893) 

0,660  D t 

2,650  94 

Eng.  Dept.,  Div.  No.  i, 
trainmen,  (ha\f 
month,  ending  ■ Oct. 
31, 1893).... 

120  00 

Eng.  Dept,  Div.  No.  2, 
(half  month,  ending 
Oct  31,  1893), 

795  80 

Eng.  Dept.,  Div.  No.  8, 
(half  month,  ending 
Oct  31.  1893) 

829  25 

Eng.  Dept.,  Div.  No.  4, 
(half  month,  ending 
Oct.  31,  1893) 

107  50 

$ 7,630  16 

Clerical  Dept..  Clerk’s 

roll,  (Oct.,  1893) $ 666  66 

I Clerical  Dept.,  office 
roll, (half  month, end- 
ing Oct.  31,  1893) |37  60 

704  16 

Treasury  Dept.,  Treas- 
urer’s roll,  (Oct., 

1893) 1 66  66 

- Law  Dept.,  Attorney’s 

roll,  (Oct.,  1893) $ 1,806  67 

J Law  Dept.,  Joliet  roll, 

j (Oct,  1893) 383  33 

J Law  Dept.,  office  roll, 

(half  month,  ending 

I Oct.  31,  1898) 102  60 

$ 1,742  60 
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ToIiceDept.,  Marshal’s 

roll,  (Oct.,  1893) 

Police  Dept.,  field  roll, 
(half  month,  ending 
Oct.  31. 1893) 


$ 250  00 


1,399  18^ 


General  Account,  Sani- 
tary inspector's  roll, 

(Oct,  1893). $ 200  00 

General  Account,  Trus- 
tees’ roll,  (Oct., 

1893) 2,333  33 

$ 


1,049  18 


2,533  33 


cordance  with  the  rules,  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  October 
28,  1893. 

The  same  was  read,  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT: 

“Chicago,  Nov.  1,  1893. 


Total 


$14,425  99 


LAW  DEPARTMENT. 

Joseph  Donuersberger, 

(expert  services. right 
of  way  Oct.,  1893)  — 

Grand  total 


Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
weck,  moved  that  the  vouchers,  as  read 
and  shown  above,  be  approved  and  or- 
dered paid. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Russell  and 
Center — eight  (8).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the 
vouchers,  as  read  and  shown  above,  ap- 
proved and  ordered  paid. 

REQUISITIONS. 

The  Clerk  presented  the  following 
requisitions: 

No.  378,  Engineering  Department, 

(time  books) $ 6 00 

No.  916,  Police  Department,  (blan- 
kets)   54  00 

Total $ 60  00 


Mr.  Kelly,  seconded  by  Mr.  Bolden- 
weck, moved  that  Requisitions  No.  378, 
for  the  Engineering  Department,  and 
No.  916,  for  the  Police  Department,  as 
read  and  shown  above,  be  allowed. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Russell  and 
Wenter—  eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  Requisi- 
sitions  No.  378,  for  the  Engineering 
Department,  and  No.  916,  for  the  Po- 
lice Department,  as  read  and  shown 
above,  allowed. 

WEEKLY  REPORT  ON  EMPLOYES. 


300  00 
$14,725  99 


Jo  the  Honorable  the  Board  of  Trustees 
oj  the  Sanitary  District  of  Chicago: 

Gentlemen — I teg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  Octo- 
ber 28,  1893,  as  the  same  have  been  re- 
ported to  me  : 


Engineering  Department. ....... .107 

Engineering  Department,  Tow- 

path  20 

Engineering  Department,  Time- 
keepers  10 

Engineering  Department,  Train- 
men   4 

—141 

Clerical  Department 4 

Treasury  Department 1 

Law  Department 8 

Police  Department . 36 

Total  employes 190 


Respectfully  submitted, 

(Signed)  Thos.  F.  Judge, 

Clerk.” 

enlargement  of  river  diversion  on 
' section  f. 

Mr.  Cooley  presented  an  order  author- 
izing and  directing  the  Chief  Engineer  to 
enlarge  the  river  diversion  below  the 
Santa  Fe  Railway  on  Section  F,  as  pro- 
vided in  the  order;  and  the  order  was 
read. 

Mr.  Cooley,  seconded  by  Mr.  Gilmore, 
moved  the  adoption  of  the  order. 

On  roil  call  the  vote  stood:  Yeas — 
Messrs.  Boldenweck,  Cooley,  Gilmore, 
Kelly,  Russell  and  Wenter— six  (6). 
Excused  and  not  voting — Mr.  Altpeter — 
one  (1).  Nays — Mr.  Eckhart— one  (1). 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Chief  Engineer  author- 
ized and  directed  to  enlarge  the  river  di- 
version below  the  Santa  Fe  Railway  on 
Section  F.,  as  provided  in  the  order. 

The  following  is 

the  order: 


The  Clerk  presented  a report,  in  ac- 


“ Ordered,  That  the  Chief  Engineer  be 
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and  he  is  hereby  authorized  and  directed 
to  enlarge  the  river  diversion  immediately 
below  the  Santa  Fe  Railway  on  Sec 'ion  F, 
to  an  amount  not  exceeding  11,000  cubic 
yards,  and  cause  the  same  to  be  placed 
in  the  levee  crossing  the  old  river  chan- 
nel between  the  end  of  the  present  levee 
and  the  Santa  Fe  Railway.” 

TRUSTEES’  ILLINOIS  VALLEY  TRIP. 

Mr.  Bolden  week,  chairman,  presented 
a verbal  report  from  the-  Committee  on 
Federal  Relations,  stating  that  all  ar- 
rangements had  been  made  for  the  Trust- 
ees’ trip  down  the  Illinois  Valley,  and 
that  the  Board  would  leave  at  10:30 
o’clock  p.  m..  on  November  1,  1893,  * 
would  follow  the  time  schedule  arranged 
and  would  return  to  Chicago  about  Sun- 
day, November  5,  1893. 

PAYMENT  OF  RIVER  DIVERSION  EM- 
PLOYES 0,N  SECTION  1 OUT  OF  THE 
EMERGENCY  FUND. 

Mr.  Kelly  presented  an  order  authorizing 
and  directing  the  Clerk  to  advance  to  Al- 
fred Harlev,  Agent,  out  of  the  special 
emergency  fund  now  in  his  hands  for 
the  payment  of  employes  pursuant  to  or- 
ders or  the  Board  of  September  19  and 
October  4.  1893,  (Pages  1458  and  1497 
of  the  Proceedings,)  certain  sums 
as  provided  in  the  order  for  the 
payment  cf  laborers  and  employes  on 
the  river  divetsion  and  levees  on  Section 
1 of  the  main  channel,  said  money  to-be 

aid  on  the  approved  pay-rolls  of  October 

1,  1893,  and  for  the  payment  of  laborers 
and  employes  on  the  same  work  dis 
charged  prior  to  November  15,  1893,  as 
provided  in  the  order;  and  the  order  was 
read '. 

Mr.  Itelly,  seconded  by  Mr.  Eckhart, 
moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood:  Yeas— 

Messrs.  Altpeter,  Bolden  week,  Cooley. 
Eckhart,  Gilmore,  Kelly,  Russell  and 
Wenter — eight  (8)  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Clerk  authorized  and 
directed  to  advance  Alfred  Harlev, 
Agent,  certain  moneys  out  of  the  special 
emergency  fund  now  in  his  hands,  as 
provided -ih  the  order. 

The  following  is 

T-HE  order: 

“ Ordered , That  the  Clerk  be  and  he  is 
hereby  authorized  and  directed  to  pay 
out  of  the  moneys  in  his  hands,  drawn 
upon  his  own  vouchers  as  emergency 
fund,  the  pay-roll  of  October  31,  4893,  of 


employes  working  upon  the  river  diver- 
sion upou  Section  One.(l),  under  the  di- 
rection of  Alfred  Harlev,  Agent  of  this 
District,  to  the  amount  of  twenty  five 
thousand  ($25,000)  dollars,  and  that  when 
said  pay-roll  has  been  approved  by  the 
Chief  Engineer,  the  Clerk,  and  the  Fin- 
ance Committee  of  the  District,  the  Clerk 
shall  require  said  Alfred  Harlev,  Agent, 
to  pay  said  employes  the  amounts  found 
respectively  due  them,  and  to  file  with 
him  the  receipted  rolls  for  the  same. 

Ordered  further , That  the  Clerk  be 
authorized  and  directed  to  advance  to 
said"  Alfred  Harlev,  Agent,  out  of  said 
moneys  in  his  hands  to  the  amount  of 
not  to  exceed  five  thousand  ($5,000)  dol- 
lars for  the  payment  of  employes  work- 
ing upon  the  river  diversion  upon  said 
Section,  who  shall  have  been  discharged 
during  the  period  between  October  31 , 
1893,  and  November  16,  1893.” 

ADVANCE  OUT  OF  EMERGENCY  FUND  TO 

AGNEW  & COMPANY  MONEY  FOR  THE  . 

PAYMENT  OF  MEN  ON  SECTION  8. 

Mr.  Eckhart  presented  an  order,  au- 
thorizing and  directing  the  Clerk  to 
advance  to  Agnew  & Co.  out  of  the 
special  emergency  fund  now  in  his 
hands,  for  the  payment  of  laborers  and 
employes,  a certain  sum,  for  the  payment 
of  laborers  and  employes  on  Section  8 of 
the  Main  Channel,  said  money  to  be  re- 
paid the  District  from  the  amounts  due 
and  to  become  due  said  contractors,  as 
provided  in  the  order;  and  the  order  was 
read. 

Mr  * Eckhart,  seconded  by  Mr.  Kelly, 
moved  the  adoption  of  the  order. 

On  roll  call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart;,  Gilmore,  Kelly,  Russell  and 
Wenter— eight  (8).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Clerk  authorized  and 
directed  to  advance  Agnew  & Company 
money  out  of  the  special  emergency  fund 
now  in  his  hands,  as  provided  in  the 
order. 

The  following  is 

the  order: 

. “ Ordered , That  the  Clerk  be  and  he  is 
hereby  authorized  and  directed  to  ad- 
vance out  of  the  moneys  in  his  hands 
drawn  upon  his  own  voucher  as  emer- 
gency fund,  the  sum  of  eleven  thousand 
four  hundred  and  sixty-three  ($11,463.00) 
dollars  to  Agnew  & Co. , contractors  for 
contract  Section  eight  (8)  of  this  District, 
said  money  to  be  used  by  them  in  the 
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payment  of  the  respective  amounts 
due  to  the  employes 'on  said  contract 
section  up  to  October  18,  1898 ; 

said  sum  so  advanced  to  be  charged 
to  said  contractors  and  repaid  to  this  Dis- 
trict from  the  amount  which  shall  be- 
come due  said  contractors  on  the  first 
estimate  hereafter  presented  to  this 
Board  for  work  on  said  Contract  Section, 
or-  in  case  the  amount  of*  said  estimate 
shall  not  be  sufficient  to  repay  said  sum\ 


then  the  remainder  to  be  paid  from  any 
sums  due  or  that  shall  thereafter  become 
due  and  payable  to  said  contractors.” 

ADJOURNMENT. 

On  motion  of  Mr.  Eckhart,  seconded 
by  Mr.  Boldenweck,  the  Board  then  ad- 
journed. 

Thos.  F.  Judge, 
Clerk. 
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PROCEEDINGS 

—OF  THE— 

Board  of  Trustees, 

—OF  THE— 

Sanitary  District  of  Chicago, 


NOVEMBER  8.  1893. 


OFFICIAL  RECORD. 

Published  by  authority  of  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago.) 


REGULAR  MEETING. 

The  one  hundred  and  ninety-fifth 
regular  meeting  of  the  Board  of  Trus- 
tees of  the  Sanitary  District  of  Chicago 
was  held  in  their  rooms,  Rialto  Building, 
Wednesday,  November  8,  1898,  at  2 
O'clock  P.  M. 

President  Wen  ter  called  the  Board  to 
order. 

On  roll-call  Messrs.  Altpeter,  Bolden- 
week,  Cooley,  Eckhart,  Kelly,  Russell 
and  Wenter— seven  (7),  and  subsequently 
Mr.  Gilmore,  making  a total  of  eight  (8) 
members,  were  present. 

MINUTES. 

The  minutes  of  the  regular  meetings 
held  October  25  and  November  1,  1893, 


and  of  the  special  meetings  held  October 
30  and  31  and  November  1,  1893,  were 
approved  as  printed,  on  motion  of  Mr. 
Kelly,  seconded  by  Mr.  Boldenweck. 

vouchers. 

The  Clerk  presented  the  following 
vouchers: 

PA.Y  rolls: 

Eng.  Dept.,  Div.  No.  1, 
tow- path,  (hklf  month 
ending  Oct.  31, 1893) . $ 372  96 
Eng.  Dept.,  Div.  No.  4, 

Timekeepers,  (half 
month,  ending  Oct. 

31,1893) 421  75 

Eng.  Dept.,  discharged 
men’s  roll,  (Octo- 
ber, 1893) 26  87 

$ 821  58 

ENGINEERING  DEPARTMENT. 
Construction  Account — 

Agnew  & Co.  (Sec.  5, 
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Nov.  1.  ’93) $ 7,063  88 

Agnew  & Co.  (Sec.  6, 

Nov.  1, ’93) 

Agnew  & Co.  (Sec.  7, 

Nov.  1.  ’93) 

Agnew  & Co.  (Sec.  8, 

Nov.  1.  ’93) 

Agnew  & Co.  (Sec.  9, 

Nov.  1,  ’93) 

E.  D.  Smith  & Co.  (Sec. 

10,  Nov.  1,  ’93) 

Mason,  Hoge  Co. 

(Sec.  11,  Nov.  l,  ’98)/. 

Mason.  Hoge  <&  Co. 

(Sec.  Ik!.  Nov.  1,  ’93).. 

Mason,  Hoge  & Co. 

(Sec.  13.  Nov.  1,  ’93). 

McCormick  Const.  Co. 

(Sec.  14,  Nov.  1,  ’93) . 

L D Conner  & Co. 

(SCc.  A.  Nov.  1.  ’93).. 

L.  D.  Conner  & Co. 

(Sec.  B,  Nov.  1,  ’93) . 

W estern  Dredging 
and  Impt.  Co.  (Sec.  C, 

Nov.  1.  ’93) 

E.  D.  Smith  & Co.  (Sec. 

D,  N9V.  1,  ’93) 

Streeter  & Kenefi^k, 

(S<?c.  E,  Nov.  1,  ’93). 

Kicker.  Lee  & Co. 

(Sec.  F,  Nov.  1,  ’93). 

$160,816  12 

ENGINEERING  DEPARTMENT. 


J.  K.  Davis  (test 

pits.  Summit) '. . . $ 165  38 

Jacobs,  Coles  & Co. 

(stationery) 31  96 

John  Morris  Co.  (sta- 
tionery)   120  58 

The  Polygraph  Print 
Co  i polygraphs) — 4173 

E Dietz  gen  Co.,  (draft- 
ing material) 10  23 

E.  Diet z?en  Co.,  (draft- 
ing material) 57  75 

Keutfel  & Esser  Co. 

.(drafting  material) . . 152  45 

Marshall  Field  ■&  Co. 

( signal  cloth) 4 84 

Gerts,  Lumbard  <fc  Co. 

(marking  brushes)..  1 20 

Fuller  Warren  Co. 

(stoves) 46  18 

Edw.  L.  Fry,  (stoves)  15  60 

Hibbard.  Spencer, Bart- 
lett & Co.  (hardware)  12  67 

Chicago  Towel  Supply 

Co.  (toweling) 5 40 

John  T.  Allison,  (rent, 

Summit) 20  00 

A.  M.  Munson,  (rent, 

Mt.  Forest) 20  00 

JJ  S.  Norton,  (rent, 

L$mont) 18  00 

O.  W Moon,  (rent, 

Lockport) 20  00 

D.  C.  Dunlap,  (horse 

and  buggy) 45  00 

fl.  S.  Norton,  (vault 
rent.  Lemont,  1892- 
1893) 5 00 
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Trevor  Spring  Water 

Co.  (ice). . . . $33  00 

N.  Eulert,  (hardware, 

tow-path) 21-20 

J.  M..  Abbitt,.  (coal) . . . 10  Ot 

Geo.  B.  Norton, (livery)  13  00 

F.  E.  Michaud,  (repair- 
ing bridge) 33  50 

— 4 904  71 

CLERICAL  DEPARTMENT. 

The  Tobey  Furniture 
Co.  (desk  and  chair)  $ 28  00 


LAW  DEPARTMENT. 

i E.  B.  Myers  & Co. 

| (docket) $ . 3 00 

Orrin  N.  Carter,  (ex- 

i Dense) 21  21 

$ 24  21 


LAW  DEPARTMENT. 

Land  Account— 
i Orrin  N.  Carter,  (taxes 
j on  acquired  land) $ 40  00 

GENERAL  ACCOUNT. 

; John  F.  Higgins, 

: (printing  proceed- 

, .ings,  Oct.,  1893) $ 12117 

j Thos.  F.  Judge,  (pay- 
i roll  and  sundry  ex- 
penses).  83  86 

I Cameron,  Am  berg  «& 

Co.  (funeral  badgeS)  7 00 

Chicago  Herald  Co. 

(advertising  Secs.  G 

to  M inclusive) 22  50 

The  Tribune  Cu.  (ad- 
vertising Secs.  G to 

M inclusive) 22  50 

Victor  F.  Lawson,  pub- 
lisher, th  Record, 

(advertising  Secs.  G 

to  M inclusive) 15  00 

Chicago  Evening  Post 
Co . ( ad  vertising  Secs. 

G to  M inclusive) — 15  SO 

Chicago  Daily  News 
Co.  (advertising  Secs. 

G to  M inclusive ). . . . 22  50 

T.hc  Mail,  (advertising 
Secs.  G to  M inclu- 
sive)   — 15  00 

The  Chicago  Daily 
Globe,  (advertising 
Secs.  G to  M inclu- 
sive)  11  25 

John  R.  Wilson,  pub- 
lisher Chicago  Even - 
ing  Journal,  (adver- 
tising Secs.  G to  M 

inclusive) 6 00 

The  Abendpos  Co. 

(advertising  Secs.  G 
to  M inclusive)  .. — 10  00 

Chicago  Arbcfter  Zei- 
tung  Pub.  Co.  (ad- 
vertising .Secs  G to 
M inclusive) 9 00 


7,040 

25 

9,071 

12 

11,912 

47 

7,333 

73 

13,951 

88 

18,954 

69 

18,098 

71 

14,716 

41 

7,281 

75 

5,463 

08 

4.409 

61 

8,791 

50 

3 234 

44 

12,190 

30 

11,302 

30 
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German-A  merican 
Pub.  Co.,  Pub.  Frcie 
Fresse  (advertising 
Secs.  G to  M inclu- 
sive)   $12  50 

Aug.  Geringer,  pub- 
lisher. Svornost , (ad- 
vertising Secs.  G to 

M inclusive)  . . 7 50 


S?31  58 


POLICE  DEPARTMENT. 


The  Fuller  Warren  Co. 

(stoves  tor  police  sta- 
tions)  $ 160  23 

M.  Frey  tag,  (carriage 
robes) , 16.00 


176  23 


Grand  total .w  $163.142  43 


Mr.  Kelly,  seconded  by  Mr.  Bolden- 
weck, moved  that  the  vouchers,  as  read 
and  shown  above,  be  approved  and  or- 
dered paid. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Russell  and  Wenter— 
seven  (7).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried',  and  the 
vouchers,  as  read  and  shown  above,  ap- 
proved and  ordered  paid. 

REQUISITIONS. 

The  Clerk  presented  the  following 
requisition: 

No.'  708,  Treasury  Department, 

(canceling  stamp,  etc) $ 13  15 

Mr.  Boldenweck,  seconded  by  Mr.  Eck- 
hart, moved  that  Requisition  No.  708, 
for  the  Treasury  Department,  as  read  and 
shown  above,  be  allowed. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Russell  and  Wenter— 
seven  (7).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  Requisi- 
sition  No.  708,  for  the  Treasury  Depart- 
ment. as  read  and  shown  above,  allowed. 


WEEKLY  REPORT  ON  EMPLOYES, 

The  Clerk  presented  a report,  in  ac- 
cordance with  the  rules,  showing  the 
number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  November 
4,  1893.  ’ 

The  same  was  ready  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 


The  following  is 

THE  REPORT: 

“Chicago,  Nov.  8,  1893. 

lo  the  Honorable  the  Board  of  Trustees 
oj  the  Sanitaru  District  of  Chicago: 

Gentlemen— I beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  Novem- 
ber 4,  1893,  as  the  same  have  been  re- 
ported to  me  • 

Engineering  Department 97 

Engineering  Department,  T o w- 

path 21 

Engineering  Department,  Train j 

men 4 

Engineering  Department,  Time- 
keepers.   10 

—132 

Clerical  Department 4 

Treasury  Department 1 

Law  Department 8 

Police  Department 36 

Total  employes 181 

Respectfully  submitted, 

(Signed)  Thos.  F.  Judge, 

Clerk.” 

PROTECTION  LEVEE  ON  SECTIONS  A AND  B. 

The  Clerk  presented  a report  from  the 
Chief  Engineer,  transmitting  a report 
from  the  Superintendent  of  Construc- 
tion, with  reference  to  the  building  of  a 
levee,  on  Sections  A and  B of  the  Main 
Channel,  for  protection  from  the  excava- 
tion made  by  hydraulic  dredges;  and  the 
report  and  enclosure  were  read. 

Mr.  Boldenweck,  seconded  by  Mr. 
Cooley,  moved  that  the  report  and  en- 
closure be  ordered  planted  and  referred 
to  the  Joint  Committee  on  Engineering 
and  Finance. 

The  motion  prevailed  unanimously, 
and  the  report  and  enclosure  were  or- 
dered printed  and  so  referred , 

The  following  is 

THE  REPORT,  WITH  ENCLOSURE: 

“Chicago,  Nov.  8,  1893. 

To  the  Honorable  the  Bdard  of  Trustees  of 
the  Sanitary  District  of  Chicago : 

Gentlemen — I submit  herewith  a let- 
ter just  received  from  Mr.  U.  W.  Weston, 
Superintendent  of  Construction  giving 
his  views  in  regard  to  what  is  needed  on 
Sections  A and  B.  I am  not  prepared  to 
give  my  own  judgment  on  the  questions 
inyolved  as  1 have  npt  seen  the  work 
since  the  hydraulic  dredge  began  opera- 
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tions.  My  idea  has,  been,  however,  that 
the  material  is  of  such  a character  that 
it  will  flow  bade  into  the  channel  almost 
as  fast  as  it  can  be  excavated,  unless  re- 
strained by  some  form  of  dock  or  levee. 
I am  not  sure  that  a proper  interpreta- 
‘ tion  of  the  contract  will  not  place  the  re- 
sponsibility of  this  work,  and  the  cost  of 
doing  it,  upon  the  contractor. 

Respectfully  submitted, 

(Signed)  Isham  Randolph, 

Chief  Engineer." 

(Enclosure) 


“Chicago,  Nov.  7,  1893. 

Isham  Randolph,  Esq- , Chief  Engineer , 
Sanitary  District: 

Dear  Sir— To-night;  while  considering 
the  present  status  of  Sections  A and  B, 
and  the  proposed  levee  which  is  now 
contemplated  to  restrain  the  Desplaines 
River,  it  seems  clear  to  me  that  before 
any  substantial  progress  can  be  made  on 
the  Main  Channel  that  the  same  expen- 
sive treatment  by  way  of  piling  and 
transported  material  for  levee  must  neces- 
sarily, be  put  in  to  protect  the  westerly 
bank  of’  such  Main  Channel  from  the 
same  difficulties  now  apprehended  in  the 
river  diversion  in  a greatly  enhanced 
degree,  for  the  reason  that  the  river  di- 
version excavation  is  only  about  3 to  3>£ 
feet  in  depth  while  that  in  the  Main 
Channel  must  penetrate  the  same  class 
of  muck  and  bog  to  its  full  depth,  which 
varies  from  10  to  upwards  of  20  feet. 
,Now,  inasmuch  as  the  prime  and  para- 
mount necessity  is  to  provide  immediate 
and  ample  protection  against  the  sliding 
or  sloughing  into  the  Main  Channel  from 
the  westerly  side  thereof,  I would  recom- 
mend that  the  proposed  piling  and  levee 
novy  contemplated  be  constructed  along 
the  westerly  berm  line  of  the  Main  Chan- 
nel for  several  reasons. 

First— It  would  afford  the  same  protec- 
tion to  the  Main  Channel  from  overflow 
that  would  accrue  from  the  present  pro- 
posed levee. 

Second— It  would  permit  the  immediate 
prosecution  of  work  on  such  Main  Chan- 
nel which  cannot  now  probably  be  done 
until  another  levee  of  equal  proportions 
of  the  one  now  contemplated  along  the 
line  of  the  river  diversion  is.  constructed 
along  the  westerly  berm  line  of  the  Main 
Channel. 

Third— If  such  piling  and  fixed  levee 
were  located  upon  the  westerly  berm  line 
of  the  Main  Cnannel  it  would 'at  once 
afford  protection  from  both  sloughing 


and' inundation,  both,  of  which  are  indis- 
pensible  considerations,  and  would  also 
permit  the  immediate  prosecution  of  the 
work  and  the  disposition  of  the  material 
excavated  from  the  Main  Channel  im- 
mediately beyond  such  levee  which 
would  not  necessarily  interfere  with  the 
Desplaines  River  waterway. 

In  my  Opinion,  before  any  practical 
progress  can  possibly  be  made  on  the 
Main  Channel,  a substantial  levee,  of  the 
character  now  proposed  for  the  river  di- 
version, must  first  be  constructed  along 
the  westerly  berm  line  of  the  Main  Chan- 
nel— that  work  on  the  Main  Channel  can- 
not be  successfully  prosecuted  until  such 
levee  along  westerly  berm  line  of  the 
Main  Channel  is  first  built — that  such 
levee  should,  by  all  means,  be  con- 
structed first  to  enable  the  Main  Channel 
to  proceed  and  which  would'  very  prob- 
ably obviate  the  necessity  for  a river 
diversion  levee  of  such  an  expensive 
character;  at  all  events,  in  the. interest  of 
the  expedition  of  the  work,  the  former 
(Main  Channel)  levee  should  be  built 
first,  for  the  further  reason  that  it  ex- 
tends much  farther  through  this  mucky 
deposit  which  must  be  excavated  to  its 
full  depth. 

The  character  of  this  material  is  so  well 
known  that  it  seems  unnecessary  to  make 
further  suggestions,  all  of  which  are  re- 
spectfully submitted. 

Yours  truly, 

(Signed)  U.  W.  Weston, 

Superintendent  of  Construction. ’’ 

MONTHLY  REPORT  FROM  SANITARY  IN- 
SPECTOR. 

The  Clerk  presented  a report  from  tbe 
Sanitary  Inspector  for  the  month  of  Oc: 
tober.  1893.  The  same  was  read,  and,  by 
unanimous  consent,  was  ordered  printed 
and  placed  on  file. 

The  following  is 

THE  REPORT: 

“Chicago,  Nov.  8,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen— Since  submitting  my  re- 
port for  the  month  of  September,  the 
evils  that  I had  occasion  to  refer  to  at 
that  time  in  regard  to  the  use  of  poor 
tents  for  the  sheltering  of  the  laborers  on 
some  of  the  sections,  have  been  remedied, 
and  at  present  they  are  all  comfortably 
provided  for. 

The  health  of  tlie'  employes  on  the 
Drainage  Channel  has" been  exceptionally' 
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good.  Out  of  some  eight  or  nine  thou- 
sand that  have  been  at  work,  not  a 
single  case  of  sickness  has  resulted 
fatally  of  the  small  number  that  have 
been  ill.  This  is  an  unusually  fine 
showing,  and  indicates  a very  satisfac- 
tory state  of  the  sanitary  conditions  at 
present  existing  in  the  \arious  camps. 

Most  respectfully  submitted, 

(Signed)  William  Martin,  M.  D., 
Sanitary  Inspector.” 


MONTHLY  REPORT  FROM  TREASURY  DE- 
PARTMENT. 


The  Clerk  presented  a report  from  the 
Treasury  Department  for  the  month  of 
October,  1893.  The  same  was  read,  and, 
by  unanimous  consent,  was  ordered 
printed  and  placed  on  file. 

The  following  is 

THE  REPORT : 


‘'Balance  on  hand  at  date 
ot  last  report $1,696,566.14 


Received  from  County 
Treasurer,  Tax  Ac- 
count  $ 50,000  00 

Received  from  County 
Treasurer,  Tax  Ac- 
count  25,000  00 


Received  from  County 
Treasurer,  Tax  Ac 
count 25,000  00 

Received  from  Engi- 
neering Department, 

Maps  Sold 25  00 

Received  from  General 
Account,  Rent,  West- 
ern Dredging  and  Im- 
provement Company.  150  00  * 

Received  from  Metro- 
politan National  Bank, 
int.  for  October 608  76 

Received  from  Ft.  Dear- 
born National  Bank, 
int.  for  October 604  77 


Received  from  National 
Bank  of  Illinois,  inter- 
est for  October 611  92 

Received  from  Ameri- 
cari  Trust  and  Savings 
Banl-c,  interest  for 
October 44  57 

Received  from  Globe 
National  Bank,  inter- 
est for  October 562  86 

Received  from  Chicago 
National'  Bank,  inter- 
est for  October 609  84 


Total  cash  received  for 
month §1, 799,783  86 

Total  cash  disbursed 
during  month  as  per 
annexed  schedules, 
viz: 

Clerical  Department  . ...  $ 827  61 


Treasury  Department 

166  67 

Engineering  D£partm’t. 

15,954  99 

Engineering  —Construc- 
tion—Department 

506,053  68 

Law  Department.  . . . 

2,964  23 

Law  Department  Land 
Account  

44.312  00 

General  Aceouut 

5,399  36 

Police  Department 

5,213  12 

S08 1.091  66 

Balance  this  date,  in 
banks  as  per  schedule 
endorsed  hereou  , 

$1,218,692  2Q 

(Signed)  MELVILLE  E.  STONE,  ' 

Treasurer „ 

Chicago,  November  2,  1893.” 

SCHEDULE : 

Fort  Dearborn  National  Bank $ 256,122  08 

National  Bank  of  Illinois 256,962  61 

Chicago  National  Bank 255,638  08 

Metropolitan  National  Bank 258,859  95 

American  Trust  and  Savings  Bank.  21,003  79 

Globe  National  Bank 170.105  69 

Total .$1,218,692  20 

PAYMENT  FOR  “PRATT  LAND.” 

Mr.  Eckhart,  Chairman  of  the  Joint 
Committee  on  Finance  and  Engineering, 
presented  an  order,  authorizing  land  di- 
recting the  Clerk  to  pay  Lorenzo  Pratt, 
on  the  voucher  of  the  Attorney,. in  pur- 
suance of  a certain  order  entered  in  the 
Circuit  Court  of  Cook  County,  a certain 
sum  of  money  for  right  of  way  lands  in 
said  County,  in  full  of  verdict  for  said 
lands,  in  the  'case  of  the  Sanitary  District 
of  Chicago  vs  Marianna  A.  Ogden,  Lor- 
enzo Pratt,  et  al. , as  provided  in  the  order , 
and  the  order  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Bolden  week,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Russell  and 
Wenter— eight  (S'/.  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Clerk  authorized  and 
directed  to  pay  Lorenzo  Pratt,  on  the 
voucher  of  the  Attorney,  in  pursuance 
of  a certain  order  entered  in  the  Qircuit 
Pourt’of  Cook  County,  a certain  sum  of 
money  for  right  of  way  lands  in  said 
County,  in  full  of  verdict  for  said  lands, 
in  the  case  of  the  Sanitary  Disti  ict  of 
Chicago  vs. ’Marianna  A.  Ogden,  Lorenzo 
Pratt,  et  al.,  as  provided  in  the  order. 

The  following  is 

THE  ORDER: 

“ Ordered,  That' the  Clerk  of  this  Dis- 
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trict  be  and  lie  is  hereby  authorized  and 
directed  to  pay,  on  the  voucher  of  the 
Attorney,  to  Lorenzo  Pratt  the  sum  of 
eleven  thousand  seven  hundred  and 
thirty  ($11,730)  dollars,  in  full  payment 
for  the  following  described  land,  to-wit: 

The  east  half  (E.  4)  of  the  southwest 
quarter  (S.  W.- £)  of  the  southeast  quarter 
(S.  E.  1)  of  the  northeast  quarter  (N.  E.  -j-) 
of  Section  thirty-five  (35),  Township 
thirty-nine  (39)  north.  Range  thirteen  (13) 
east  of  the  Third  Principal  Meridian; 
said  premises  lying  and  being  situate  in 
the  County  of  Cooki  in  the  State  of  Illi- 
nois, and  containing  five  and  ten  one- 
hundredths  (5.10)  acres,  more  or  less. 

Said  sum  being  the  amounit  awarded 
by  the  verdict  and  report  of  the  jury  and 
the  order  of  judgment  entered  therein  in 
the  case  of  the  Sanitary  District  of  Chi- 
cago vs.  Marianna  A.  Ogden,  Lorenzo 
Pratt  et  ah,  in  the  Circuit  Court  of  Cook 
County,  Illiriois,  general  number  118,948, 
on  the  2d  day  of  November,  A.  D.  1893.'’ 

REFORT  ON  TRUSTEES’  ILLINOIS  VALLEY 
TRIP. 

Mr.  Boldenweck,  Chairman,  presented 
h Report  from  the  Committee  on  Federal 
Relations,  detailing  the  results  of  the 
Trustees’  trip  down  the  Illinois  Valley; 
and  the  report  was  read. 

Mr.  Boldenweck,  seconded  by  Mr. 
Cooley,  moved  that  the  report  be  adopted, 
ordered  printed  and  placed  on  file. 

On  roll,  call  the  vote  stood:  Yeas-^- 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckliart,  Gilmore,  Kelly,  Russell  and 
Wenter — eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file. 

The  following  is 

THE  REPORT: 

“CihcAGO,  Nov.  8,  1893. 

To  the  Honorable  the’  Board,  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — Your  Committee  on  Fed- 
eral Relations  beg  leave  to  make  the  fol- 
lowing report  of  the  Board's  recent  trip 
down  the  Illinois  River  by  invitations 
from  various  cities  and  towns. 

The  party  left  Chicago  on  the  Rock  Isl- 
and road  at  10:30  o'clock  P.  M.  Wednes- 
day November  1st,  and  consisted  of  Presi- 
dent Wenter,  Trustees  Altpeter,  Bolden- 
weck, Cooley,  Eckhart  and  Gilmore, 
Clerk  Thomas  F.  Judge,  Attorney's  Car- 


ter and  O'Donnell,  Chief  Engineer  Ran- 
dolph, Assistant  Engineers  Ward  and 
Nickson,  Chief  of  Construction  Weston, 
and  Right-of-way  Agent  Donnersberger. 

Invitations  to  send  delegates  and  the 
time  of  arrival  and  departure  of  boat  had' 
previously  been  sent  to  the  following  cit- 
ies and  towns  along  the  Illinois  River: 
La  Salle,  Peru,  Hennepin,  Henry,  Chilli- 
cothe,  Lacon,  Peoria,  Havana,  Pekin 
and  Beardstown. 

Mayor  F.  W.  Mathieson  and  Canal 
Commissioner  J.  M.  Welch,  from  La 
Salle,  joined  the  party  at  Peru.  The  boat 
left  Peru  at  8 o’clock  A.  M.  Thursday 
and  arrived  at  Hennepin  at  10  o’clock  A. 
M.,  where  the  following  gentlemen  came 
on  the  boat:  J.  P.  Towle,  Clerk;  J.  Dore 
and  James  Turner,  Aldermen;  J.  H.  Stea- 
ton  and  A.  Deck 

The  boat  arrived  at  Henry  at  11  o'clock 
A.  M.,  and  the  following  gentlemen  from 
Henry  were  in  waiting:  B.  R.  Forrest, 
Mayor;  Chas.  Camp,  Alderman;  State’s 
Attorney  T.  F.  Clover,  S.  Burt,  Editor  of 
llie  Henry  Times,  and  H.  J.  Gregory; 
also,  J.  E.  F Fisher,  Alderman  from 
Peoria,  and  Mayor  J.  Kinlock  and  Aider- 
men  Wm.  M.  Mead,  Sidney  Wood,  J. 
Fisher  and  Chas.  Dougherty,  of  Chilli- 
cothe. 

Lacon  was  reached  at  12  o'clock  noon, 
and  the  following  gentlemen  joined  the 
party :(  J,.  S.  Thompson,  Mayor;  J.  R. 
Chapman,  Clerk;  J.  H.  Noel,  Alderman; 
G.  M.  Bain,  City  Attorney;  G.  F.  White- 
man,  City  Engineer;  Editors.  Ellsworth, 
Dr.  B.  ^S.  Roseberry,  and  S.  H.  Thomp- 
son. 

At  Chillicothe  at  1 o'clock  P.  M.  the 
following  gentlemen  from  Peoria  met 
the  party:  Commissioner  of  Public 
Works  I.  Taylor,  Superintendent  of 
Streets  D.  McDonald,  Alderman  Wm. 
Bittle,  City  Engineer  J.  A.  Harman, 
Ex-Senator  M.  M.  Bassett,’ Ex-Mayor  S. 
A.  Kinsey,  Canal  Commissioner  A.  Ger- 
des,  Alderman  Chas.  J.  Off,  B.  L.  T. 
Borland.  H.  Rouse,  E.  Wing  and  Editor 
of  The  Transcript,  F.  R.  Weddell. 

The  party  on  arriving  at  Peoria  at  4 
o'clock  P.  M.  were  driven  in  carriages, 
which  were  in  waiting,  through  the  city 
and  were  then  taken  to  the  National 
Hotel,  where  a reception  was  tendered  in 
the  evening,  at  which  maps,  profiles  and 
photographs  of  ihe  work  on  the  channel 
were  explained  to  the  officials  of  the 
city  and  a large  number  of  citizens. 

At  this  point  a great  many  of  the  party 
left  for  their  respective  places,  and  the 
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remainder  started  by  boat  down  the  river, 
leaving  at  8 o’clock  Friday  morning. 

At  Pekin,  a few  miles  below  Peoria,  at 
9:30  o’clock  A.  M.  the  following  gentle- 
men were  in  waiting,  who  joined  the 
party:  Mayor.  E.  W.  Wilson,  Attorneys 
J.  V.  Graff  and  E.  S.  Prettyman,  C.  A. 
Kuhl  and  U.  J.  Albertson 

The  boat  landed  at  Beardstown  at  6 
o’clock  P.  M.  and  found  waiting:  Mayor 
Win.  Hagenor,  Hon.  H.  J,  Tice,  Member 
of  the  Legislature,  C.  Allard  and  F.  K. 
Condet.  The  Mayor  invited  the  entire 
party  to  the  Park  Hotel  where,  after  par- 
taking of  refreshments,  a reception  was 
tendered,  and  maps,  profiles  and  photo- 
graphs were  displayed  and  explained. 

Saturday  morning  at  5 o’clock  we  left 
Beardstown  and  arrived  at  Grafton  at 
6:30  P.  M.  where  we  were  invited  by 
Mayor  Mygenberg  to  the  Ruebel  House, 
and  a few  hours  were  devoted  to  ex- 
plaining the  work  and  the  benefits  of  the 
same  to'  the  Illinois  River,  after  which 
the  party  proceeded  by  train  to  Alton 
and  thence  to  Chicago,  where  we  arrived 
Sunday  at  7:30  o’clock  A.  M. 

In  conclusion  wo  beg  leave  to  say  that 
it  is  the  opinion  of  your  Committee  that 
from  all  points  of  view  the  ^trip  was 
highly  advantageous.  It'required  a per- 
sonal inspection  of  the  valley  on  the  part 
of  the  Trustees  to  understand  fully  the 
probl  ems  to  be  met  and  the  difficulties  to 
be  overcome  along  the  Illinois  River; 
besides,  meeting  the  people  and  becom- 
ming  personally  acquainted  with  them 
cannot  but  be  very  helpful  to  the  in- 
terests of  the  District.  The  Trustees 
found  the  citizen’s  all  along  the  River 
alive  to  the  necessity  of  the  building  of 
our  channel  to  supply  them  with  abun- 
dant water,  and  we  expect  their 
hearty  support  in  securing  federal  aid  to 
remove  the  dams  and  deepen  the  river. 
The  water  in  the  Illinois  River,  especial- 
ly below  Peoria,  is  quite  shallow  and  the 
added  volume  of  water  from  our  chan- 
nel, taken  in  connection  with  the  removal 
of  the  dams,  will  be  of  great  benefit  to 
the  people  of  the  Illinois  Valley. 

Your  Committee  would  therefore  rec- 
ommend that  the  question  of  obtaining 
aid  irom  the  Federal  Government  in  re- 
moving the  dams  at  La  Grange  and 
Kampsville  and  the  deepening  of  the 
river  be  taken  up  by  this  Board  at  the 
earliest  practicable  moment  and  that  the 
Committee  on  Federal  Relations  be  in- 
structed to  consider  and  report  such 
action  in  the  matter  as  it  may  deem  ad- 
visable. 

The  circumstances  attending  this  trip 


did  not  permit  of  visiting  the  cities  and 
towns  of  the  valley  from  Joliet  to  La 
Salle  from  which  the  Board  has  received 
invitations,  and  it  is  recommended  that 
the  Clerk  be  instructed  to  advise  these 
places  that  the  Board  contemplates  an 
inspection  of  the  upper  river  and  a visit 
to  their  places  at  an  early  date. 

Respectfully  submitted, 
(Signed)  % Wm.  Boldenweok. 

Chairman. 

L.  E.  Cooley, 

A.  P.  Gilmore, 

JOHN  J.  ALTPETER, 

W.  H.  Russell, 

Committee  on  Federal  Relations'' 

EXTENSION  OF  RIVER  DIVERSION  THROUGH 
SECTION  5. 

Mr.  Cooley  presented  an  order,  author- 
izing and  directing  the  Chief  Engineer 
to  extend  the  River  Diversion  and  levee 
on  Section  4 through  the  upper  end  of 
Section  5,  said  work  to  be  done  by  Mc- 
Arthur Brothers  Company,  Agents,  under 
the  agreement  of  August  30, 1893,  as  pro- 
vided ih  the  order;  and  the  order  was 
read. 

Mr.  Cooley,  seconded  by  Mr.  Bolden- 
weck,  moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boidenweek,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Russell  and 
Wenter— eight  (8).  IS[ays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Chief  Engineer  author- 
ized and  directed,  as  provided  m the 
order. 

The  following  is 

THE  ORDER! 

“ Ordered , That  the  Chief  Engineer  be 
and  he  is  hereby  authorized  and  directed 
to  extend  the  River  Diversion  on  Section 
Four  (4)  through  the  upper  end  ’of  Section 
five  (5),  so  as  to  complete  said  diversion 
as  a whole,  and  to  extend  the  levee  op- 
posite as  far  as  the  material  excavated 
will  go,  and  that  he  direct  said  work  to 
be  done  by  the  Agents- of  the  District , 
McArthur  Brothers  Company,  under  the 
agreement  authorized  August  30,  1893, 
in  regard  to  the  River  Diversion  on 
Sections  two  (2),  three  (3)  and  four  (4).’’ 

PAYMENT  OF  RIVER  DIVERSION  EMPLOYES 

OF  SECTION  1,  2 AND  4 OUT  OF  EMERr 
GENCY  FUND. 

Mr.  Kelly  presented  an  order,  author- 
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izing  and  directing  the  Clerk  to  pay  out 
of  the  special  emergency  fund,  now  in  his 
hands  for  the  payment  of  employes,  pur- 
suant to  orders  of  the  Board  of  Septem- 
ber 19  and  October  4,  1893,  (pages  1458 
and  1497  of  the  Proceedings)  certain 
sums,  as  provided  in  the  order,  for  the 
payment  of  laborers  and  employes  work- 
ing for  Alfred  Harlev  and  McArthur 
Brothers  Company,  Agents,  on  the  River 
Diversion  and  levees  on  Sections  1,  2,  4 
and  5 of  the  Main  Channel,  said  money  to 
be  paid  on  the  approved  pay-rolls  of  Octo- 
ber 31  and  November  18, 1893,  as  provided 
in  the  order;  and  the  order  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Eckhart;, 
moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Bolden  week,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Russell  and 
Wenter— eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Clerk  authorized  and 
directed  to  pay  Alfred  Harlev  and  Mc- 
Arthur Brothers  Company,  Agents,  out 
of  the  special  emergency  fund  in  his 
hands,  as  provided  in  the  order. 

The  following  is 

the  order: 

“ Ordered , That  the  Clerk  be  and  he  is 
hereby  authorized  and  directed  to.  pay 
out  of  the  moneys  in  his  handst  drawn 
upon  his  own  vpuchers  as  emergency 
fund,  the  pay-roll  of  October  31,  1893,  of 
employes  working  upon  the  River  Diver- 
sion upon  Sections  two  (2),  lour  (4),  and 
the  upper  part  of  Section  five  (5)  under 
the  direction  of  McArthur  Brothers  Com- 
pany, Agent  of  this  District,  to  the 
amount  of  thirty-two  thousand  ($32,000) 
dollars,  and  that  when  said  pay-roll  has 
been  approved  by  the  Chief  Engineer, 
the  Clerk,  and  the  Finance  Committee 
of  the  District,  the  Clerk  shall  require 
said  McArthur  Brothers  Company,  Agent, 
to  pay  said  employes  the  amounts  found 
respectively  due  them,  ana  to  file  with 
him  the  receipted  rolls  for  the  same. 

Ordered  further,  That  the  Clerk  be 
and  he  is  hereby  authorized  and  directed 
to  advance  to  Alfred  Harlev,  Agent,  out 
of  said  moneys  in  his  ( hands  to  the 
amount  of  not  to  exceed  ten  thousand 
($10,000)  dollars  for  the  payment  of  em- 
ployes working  upon  the  River  Diversion 
upon  Section  one  (1),  who  shall  have 
been  discharged  up  to  and  including  No- 
vember 18,  1893,  and  that  said  Alfred 
Harlev  lile  with  the  Clerk  receipted  pay- 
rolls for  the  amounts  so  paid  out.” 


ORDINANCE  FOR  ISSUE  OF  $3,000,000 
BONDS. 

Mr.  Eckhart,  Chairman,  presented  as 
a report  from  the  Committee  on  Finance 
an  ordinance,  providing  for  the  issue  of 
bonds  for  the  corporate  purposes  of  the 
District,  in  the  sum  of  three  million 
($3,000,000)  dollars;  and  the  ordinance 
was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  the  passage  of  the  ordinance. 

On  roll-call  the  vote  stood:  Yeas— 

Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Russell  and 
Wenter — eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried  and  the  ordi- 
nance passed. 

The  following  is 

TIIE  ORDINANCE  : 

“ Beit  ordained  by  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Section  1.  That  there  be  borrowed  the 
sum  of  three  million  ($3,000,000)  dollars  for 
the  corporate  purposes  of  the  Sanitary  Dis- 
trict of  Chicago,  and  that  interest-bearing 
coupon  bonds  be  issued  therefor  to  the 
amount  of  three  million  ($3,000,000)  dollars, 
by  said  Sanitary  District  of  Chicago,  said 
bonds  to  be  of  the  denomination  of  one 
thousand  ($1,000)  dollars,  each,  all  to  bear 
date  of  the  first  day  of  January,  1894,  one 
hundred  and  fifty  thousand  ($150,000)  dol- 
lars of  the  principal  of  said  bonds  to  be 
payable  on  the  first  day  of  .January,  of  the 
year  1895,  and  of  each  of  the  years  thereaf- 
ter following  until  and  including  the  year 
1914;  said  bonds  to  be  numbered  consecu- 
tively from  two  thousand  and  one  (2,001) 
to  five  thousand  ( 5,000)  inclusive,  and  to  bear 
interest  at  the  rate  of  five  (5)  per  centum 
per  annum  from  the  date  thereof.  Interest 
to  be  payable  on  the  first  day  of  January 
and  of  July  in  each  year  and  to  be  evi- 
denced by  coupons  attached  to  each  bond? 
to  be  numbered  consecutively,  each  coupon 
to  bear  the  number  of  the  bond  to  which  it 
is  attached,  and  to  be  for  the  sum  of  twen- 
ty-five ($25.00)  dollars,  and  the  first  or  num- 
ber one  (1)  coupon  of  each  bond  to  be  pay- 
able on  the  first  day  of  July,  1894,  and  the 
next  or  number  two  (2)  coupon  on  each 
bond  to  be  payable  on  the  first  day  of  Jan- 
uary 1895,  and  so  on,  each  succeeding  cou- 
pon being  payable  six  (6)  months  after  the 
preceding  one,  both  principal  and  interest 
to  be  payable  at  the  office  ot  the  Treasurer 
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of  the  Sanitary  District  of  Chicago,  interest 
to  be  payable  only  upon  presentation  and 
suriender  of  the  proper  interest  coupon. 
Such  bonds  shall  be  signed  on  behalf  of  the 
Sanitary  District  of  Chicago,  by  the  Presi- 
dent of  the  Board  of  Trustees  and  counter- 
signed by  the  Clerk  thereof,  and  attested  by 
the  seal  of  said  Sanitary  District. 

Sec,  2.  That  said  bonds,  when  they  are 
executed,  shall  be  deposited  with  the  Treas- 
urer of  said  District  for  safe  keeping,  and 
shall  be  Sold  at  such  price  and  for  such 
rates  as  the  Board  of  Trustees  of  this  Dis- 
trict shall  from  time  to  time  determine  and 
direct,  and  the  proceeds  arising  from  the 
sale  of  said  bonds  shall  be  received  by  the 
Treasurer  of  said  District  as  such;  and 
shall  be  used  for  the  corporate  purposes 
thereof,  as  may  be  directed  from  time  to 
time  by  the  Board  of  Trustees. 

Sec.  3.  That  in  each  of  the  hereinafter 
mentioned  years  there  shall  be  levied  add 
assessed  on  the  taxable  property  within 
said  District,  the  sums  respectively,  as  fol- 
lows: 

For  the  year  1894,  three  hundred  thous- 
and ($300,000)  dollars. 

For  the  year  1895,  two  hundred  and  nine- 
ty-two thousand,  five  hundred  ($292,500) 
dollars. 

For  the  year  1896,  two  hundred  and 
eighty-five  thousand  ($285,000)  dollars. 

For  the  year  1897,  two  hundred  and  sev- 
enty-seven thousand,  five  hundred  ($277,500) 
dollars. 

For  the  year  1898f^wo  hundred  ahd  sev- 
enty thousand  ($270,000)  dollars. 

For  the  year  1899,  two  hundred  and  sixty- 
two  thousand,  five  hundred  ($262,500)  dol- 
lars. 

For  the  year  1900,  two  hundred  and  fifty- 
five  thousand  ($255,000)  dollars. 

For  the  year  1901,  two  hundred  and  forty- 
seven  thousand,  five  hundred  ($247,500)  dol- 
lars. 

For  the  year  1902,  two  hundred  and  forty 
thousand  ($240,000)  dollars. 

For  the  year  1903,  two  hundred  and  thir- 
ty-two thousand,  ’ five  hundred  ($232,500) 
dollars. 

For  the  year  1904,  two  hundred  and  twen- 
ty-five thousand  ($225,000)  dollars. 

For  the  year  1905,  two  hundred  and  sev- 
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enteen  thousand,  five  hundred  ($217,500) 
dollars. 

For  the  year  1906,  two  hundred  and  ten 
thousand  ($210,000  r dollars. 

For  the  year  1907,  two  hundred  and  two 
thousand,  five  hundred  ($202,500)  dollars. 

For  the  year  1908,  one  hundred  and  nine- 
ty-five thousand  ($195,000)  dollars. 

For  the  year  1909,  one  hundfed  and 
eighty-seven  thousand,  five  hundred 
($187,500)  dollars. 

For  the  ye?ir  1910,  one  hundred  and  eighty 
thousand  ($180,000)  dollars. 

For  the  year  1911,  one  hundred  and  sev- 
enty-two thousand,  five  hundred  ($172,500) 
dollars. 

For  the  year  1912,  one  hundred  and  sixty- 
five  thousand  ($165,000)  dollars. 

For  the  year  1913,  one  hundred  and  fifty- 
seven  thousand,  five  hundred  ($157,500) 
dollars. 

For  the  purpose  of  paying  the  principal 
and  interest  of  the  bonds  issued  under  this 
ordinance,  said  sums  so  levied  being  suffi- 
cient to  pay  the  interest  on  said  bonds  as 
it  falls  due,  and  also  to  pay  and  discharge 
the  principal  thereof  as  the  same  shall  fall 
due,  and  the  Clerk  of  this  District  is  hereby 
directed  in  the  year  1894,  and  in  each  of 
the*  years  thereafter  until  the  year  1913,  to 
•include  the  amount  required  by  this  ordi- 
nance to  be  raised  by  taxes  in  each  of  said 
years  respectively,  in  the  amount  which 
shall  be  certified  to  the  County  Clerk  in 
each  of  said  years  as  the  amount  required 
to  be  raised  by  taxation  in  said  District. 

Sec.  4.  Bonds  to  be  issued  in  pursuance 
of  this  ordinance  may  be  registered  with 
the  Treasurer  of  said  District,  and  after 
such  registry  no  transfer  shall  be  valid  ex- 
cept upon  the  books  of  said  Treasurer,  but 
the  registry  thereafter  upon  the  books  of 
the  Treasurer  of  a transfer  to  bearer,  shall 
restore  transferability  by  delivery. 

Said  bonds  shall  continue  subject  to  suc- 
cessive registrations  and  transfers  to  bearer 
as  aforesaid,  at  the  option  of  each  holder. 

Sec.  5.  That  the  credit  and  resources  of 
the  Sanitary  District  of  Chicago  be  and 
the  same  are  hereby  irrevocably  pledged  to 
the  payment  of  the  bonds  which  shall  be 
issued  in  pursuance  of  this  ordinance,  and 
the  interest  thereon  as  it  shall  fall  due. 

Sec.  6.  This  ordinance  shall  take  effect 
and  be  in  force  from  and  after  its  passage.’’ 
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CLERK  AND  COMMITTEE  ON  FINANCE  TO  | 
HAVE  BONDS  PRINTED  AND  ADVER- 
TISED. 

Mr.  Eckhart  presented  an  order  direct- 
ing the  Clerk,  under  the  supervision  of 
the  Committee  on  Finance,  to  advertise 
for  bids  for  the  purchase  of  $3,000,000 
bonds,  provided  for  by  the  ordinance 
just  passed,  and  make  arrangements  for 
the  engraving  and  printing  of  the  said 
bonds,  as  provided  in  the  order;  and  the 
order  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
weck,  moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Bolden  week,  Cooley. 
Eckhart,  Gilmore,  Kelly,  Russell  and 
Wenter— eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Clerk  directed  as  pro- 
vided in  the  order. 

The  following  is 

the  order: 

“ Ordered , That  the  Clerk  of  this  Dis- 
trict-be  and  he  is  hereby  directed  to  ad- 
vertise, under,  the  supervision  of  the 
Finance  Committee,  for  bids  for 
the  purchase  of  three  million  ($3,000,000) 
dollars  of  the  bonds^  of  the  Sani- 
tary District  of  Chicago,  to*  be  issued 
in  accordance  with  the  ordinance  this 
dav  passed,  and  that  the  Clerk  also, 
under  the  direction  of  said  Committee, 
make  the  necessary  arrangements  for  the 
engraving  and  printing  of  said  bonds.” 

COMMUNICATION  FROM  CANAL  COMMIS- 
SIONERS. 

The  Clerk  presented  a communication, 
directed  to  President  Wenter,  by  Alt. 
Gerdes,  of  the  Board  of  Canal  Commis- 
sioners. enclosing  a circular  from  that 
Boat'd  to -the  members  of  Congress  from 
the  State  of  Illinois,  with  reference  to 
the  Illinois  River  as  a navigable  stream; 
and  the  communication  and  enclosure 
were  read. 

Mr.  Boldenweck,  seconded  by  Mr. 
Cooley,  moved  that  the  communication 
and  enclosure  be  ordered  printed  and 
placed  on  file,  and  the  President  directed 
to  answer  the  communication 

The  motion  prevailed  unanimously, 
and  it  was  so  ordered. 

The  following  is 

THE  COMMUNICATION,  AVITH  ENCLOSURE  : 

“Peoria,  111. . Oct.  28,  1893. 

Honorable  Frank  Wenter,  President  of 
Board  of  Trustees  of  the  Sanitary  Bis- 

tnct  of  Chicago , Chicago,  111: 

Dear  Sir — I herewith  enclose  a copy 


| of  a circular  letter  from  our  Board,  of 
which  we  have  mailed  one  copy  to  each 
of  the  Senators  and  Representatives  from 
Illinois,  in  Washington. 

I hope  your- trip  dpwn  the  Illinois  River 
will  revive  the  agitation  of  the  people  of 
the  valley  and  in  the  Western  and  South- 
ern States  to  work  for  the  great  water- 
way project  between  the  Gulf  and  the 
Lakes. 

The  benefit  which  the  people  of  our 
country  would  derive  from  this  project, 
if  carried  out,  cannot  be  over-estimated. 

Yours  respectfully, 

(Signed)  Alt.  Gerdes.” 


(Enclosure.) 

“Peoria,  III.,  Oct.  24,  1893. 

To  the  Honorable  Senators  and.  Repre- 
sentatives in  Congress  from  Illinois: 

The  undersigned  desire  respectfully  to 
call  attention  of  the  Illinois  delegation 
in  Congress  to  the  present  status  of  the 
Illinois  River  as  a navigable  stream,  and 
to  make  some  suggestions  concerning 
congressional  action  in  reference  thereto, 
Sqme  years  ago  in  the  absence  of  any 
apparent  prospect  of  realizing  the  project 
of  deep  water  navigation  by  the  con- 
struction of  a water  way  connecting 
Lake  Michigan,  by  means  of  the  Illinois 
and  Desplaines  Rivers,  with  the  Missis- 
sippi and  the  Gulf  of  Mexico,  the  State 
of  Illinois  and  the  National  Government 
adopted  the  idea  of  providing  a system 
of  slack  water  navigation,  constructing  a 
series  of  dams  along  the  course  of  the 
stream,  one  being  located  at  Henry,  one 
at  Copperas  Creek,  one  at  La  Grange, 
and  one  at  Kampsville.  The  dams  at 
Henry  and  Copperas  Creek  having  been 
built  by  the  joint  action  of  the  State  and 
National  Government,  and  the  last  two 
by  the  National  Government  alone.  The 
amount  expended  in  the  construction  of 
these  dams  was  about  two  million  dol- 
lars. The  results  achieved  by  this 
method  of  improving  the  navigable  fea- 
tures of  the  Illinois  River  have  not  proven « 
very  satisfactory.  The  dams  have  caused 
the  sediment  and  other  matter  carried 
by  the  current  to  settle  in  the  bed  of  the 
stream,  thereby  rapidly  filling  up  its 
channel  so  that  Avhile  the  dams  have 
raised  the  water  line,  the  depth  of  the 
stream  is  no  greater  now  than  before 
their  construction.  In  seasons  of  low 
water,  water-craft  drawing  more  than 
four  feet  of  water  can  scarcely  navigate. 

We  desire  therefore  to  suggest  that  no 
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more  money  should  be  expended  in  the 
construction  of  dams  on  the  Illinois 
River,  and  that  the  efforts  of  the  National 
Government  should  be  directed  toward 
deepening  the  channel  of  the  river  espec- 
ially between  the  dams.  P'urth°rmore, 
it  is  now  clear  that  all  the  dams  in  the 
river  will  finally  have  to  be  removed. 
As  is  well  known  the  Act  of  the  General 
Assembly  of  Illinois  passed  in  1889  pro- 
viding for  the  construction  of  a drainage 
canal,  while  primarily  intended  as  a 
sanitary  relief  for  Chicago,  will  result  as 
well  in  creating  the  preliminary  coiidi- 
tions  for  the  final  accomplishment  of  the 
great  water  way  project  between  the 
Lakes  and  the  Gulf.  This  drainage  canal 
now  in  process  of  construction,  will 
bring  to  the  head  waters  of  the  Illinois, 
in  the  near  future,  six  hundred  thousand 
cubic  feet  of  water  per  minute.  To  this 
immense  volume  of  water  the  dams  will 
simply  be  an  obstruction.  The  General 
Assembly  of  Illinois,  by  Act  of  1889,  has 
already  provided  for  the  removal  of  the 
dams,  which  are  under  State  control, 
namely  those  at  Henry  and  Copperas 
Creek,  as  soon  as  it  will  be  made  neces- 
sary by  the  completion  of  the  drainage 
canal.  Since  this  action  of  the  General 
Assembly,  the  National  Government  has 
nevertheless  expended  about  two  hun- 
dred thousand  dollars  more  upon  the 
dams  under  its  control. 


In  view  of  the  foregoing,  we  desire  to 
respectfully  submit  that  whatever  money 
is  hereafter  appropriated  by  Congress  for 
the  improvement  of  the  Illinois  River 
should  be  expended  for  the  purpose  of 
dredging  and  deepening  the  channel  of 
the  river,  especially  with  a view  of  utiliz- 
ing the  increased  volume  of  water  that 
it  will  eventually  receive  upon  the  com- 
pletion of  the  drainage  canal,  and  that 
for  such  purpose  liberal  appropriations 
should  be  made,  and  that  it  would  be 
desirable  for  Congress  to  take  suqh  action 
as  may  be  thought  best  for  the  final  re- 
moval of  the  dams  now  under  control  of 
the  National  Government  from  the  Illi- 
nois River. 

Alt.  Gerdes,  President. 

John  M.  Welch,  Treasurer. 

Wm.  A.  S.  Graham,  Secretary. 

Board  of  Commissioners  of  the  Illinois 
and  Michigan  Canal ” 

ADJOURNMENT. 

On  motion  of  Mr.  Kelly,  seconded 
by  Mr.  Boldenweck,  the  Board  then  ad- 
journed. 

Thos.  F.  Judge, 

Clerk. 
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PROCEEDINGS 

—OF  THE— 

Board  of  Trustees, 

—OF  THE— 

Sanitary  District  of  Chicago, 


NOVEMBER  15  AND  17, 


OFFICIAL  RECORD. 

(Published  by  authority  of  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicaao.) 


REGULAR  MEETING. 

The  one  hundred  and  ninety-sixth 
regular  meeting  of  the  Board  of  Trus- 
tees of  the  Sanitary  District  of  Chicago 
was  held  in  their  rooms,  Rialto  Building, 
Wednesday,  November  15,  1893,  at  2 
o’clock  P.  M. 

President  Wen  ter  called  the  Board  to 
order. 

On  roll-call  Messrs.  Altpeter,  Bolden- 
weck,  Cooley,  Eckhart,  Kelly,  Prender- 
gast,  Russell  and  Wenter — eight  (8)  mem- 
bers, were  present. 

MINUTES. 

The  minutes  of  the  regular  meeting 
held  November  8,  1893,  were  approved 


as  printed,  on  motion  of  Mr.  Kelly, 
seconded  by  Mr.  Bolden  week. 

VOUCHERS. 

The  Clerk  presented  the  following 
vouchers: 

ENGINEERING  DEPARTMENT., 
Construction  Account— 

McArthur  Bros.  Co. 

(Sec.  2,  River  Diver- 
sion, October  31,1893)  13,302  87 
McArthur  Bros.  Co. 

(Sec.  4,  River  Diver- 
sion, October  31, 1893)  20,871  86 
McArthur  Bros.  Co. 

(Sec.  5,  River  Diver- 
sion, October  31, 1893)  2,848  68 
E.  D.  Smith  & Co.  (Sec. 

8,  Santa  Fe  and  Ste- 
phens street  bridges, 

October  28, 1893 ).....  1,145  43 

E.  D.  Smith  & Co,  (Sec. 

8,  Santa  Fe  and  Ste- 
phens street  bridges, 

November  4,  1893) . . . 8,686  16 
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E D . Smith  & Co.  ( Sec. 

10.  Western  Stone  Co, 

Bridge,  October  28, 

1893) $4,734  91 

Mason,  Hoge  & Co. 

(Sec.  11,  River  Diver- 
sion, October  25, 1893)  2,096  08 

$ 53,585  99 


service.  October, 1893)  $ 80  00 

Illinois  Siaats  Zeitung 
Co.  (advertising  Sec- 
tions G to  M) 11  25 

Thos.  F.  Judge,  (ex- 
pense, Trustees’  Illi- 
nois Valley  trip) 264  70 

$ 855  95 


Engineering  department. 


POLICE  DEPARTMENT. 


Geo.  Brainard,  (gauge 

• 

reading) $ 

E.  Hastings,  (gauge 

10  09 

reading) *. 

Wm.  Rirkham,  (gauge 

10  00 

reading) 

P.  McGinnis,  (gauge 

10  00 

reading) 

Mary  Rusk,  (gauge 

10  00 

reading) 

10  00 

Riverside  Hotel  (livery) 
H.  B.  Alexander,  (trav- 

35 50 

eling) 

F.  G.  Ewald,  (travel- 

8  30 

ing) 

Alex.  E.'Kastl,  (travel- 

19 25 

ing).  

Hiram  A.  Miller,  (trav- 

19 10 

eling) 

Hiram  A.  Miller,  (trav- 

30 80 

eling) 

J.  B.  Rohrer,  (travel- 

17 88 

ing) 

A.  C.  Schrader,  (trav- 

22 70 

eling) 

Ebin  J.  Ward,  (travel- 

25 96 

ing) 

Robert  H,  Cowdrey, 

24  66 

(traveling) 

Ebin  J.  Ward,  ^travel- 

37  08 

ing) 

J.  R.  Davis  & Son,  (test 

14  50 

pits,  Sec.  A) 

J.  R.  Davis  & Son.  (test 

397  50 

pits,  Sec.  A,  final). . . 

387  60 

$ 

CLERICAL  DEPARTMENT. 


J.  H.  Banks,  (coal) 4£  23 

J.  H.  Tedens  & Co. 

(coal) 70  94 

W.  H.  Shieldr,  (coal)  . 36  40 

F.  E Michaud,  (repair- 
ing Lemont  station, 

etc.) 81  25 

_$•  230  82 


Grand  total $ 55.632  73 


Mr.  Boldenweck,  seconded  by  Mr. 
Kelly,  moved  that  the  vouchers,  as  read 
and  shown  above,  be  approved  and  or- 
dered paid. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell  and 
W enter — eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the 
vouchers,  as  read  and  shown  above,  ap- 
proved and  ordered  paid. 

REQUISITIONS. 

The  Clerk  presented  the  following 
requisitions: 

No.  468,  Law  Department  (post- 
age)  810  00 

No.  1053,  Clerical  Department, 
(postage) 25  00 


Trevor  Spring  Warer 
Co.  (ice,  October, ’93)  $3  00 

Warner’s  Towel  Sup- 
ply, (toweling) 1 50 

$ 4 50 

LAW  DEPARTMENT. 

J.  F.  Snyder,  (Du  Page 
Co.  Attorney,  servi- 
ces)  200  00 

W.  W.  Wheelock,  (le- 
gal services) 125  00  ' 

Orrin  N.  Carter,  (ex- 
pense)  8 66 

Thos.  B.  Lantry,  (ex- 
pense)  12  72 

Samuel  M.  Dickson  (ex- 
pense)  18  26 

$ 364  64 


Total $35  00 


Mr.  Boldenweck,  seconded  by  Mr.  Rus- 
sell, moved  that  Requisition  No.  468,  for 
the  Law  Department,  and  No.  1053,  for 
the  Clerical  Department,  as  read  and 
shown  above,  be  allowed. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast,  ^Russell 
and  Wenter — eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  Requisi- 
sition  No.  468  for  the  Law  Department, 
aud  No.  1053,  for  the  Clerical  Depart- 
ment, as  read  and  shown  above,  allowed. 


GENERAL  ACCOUNT. 


WEEKLY  REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report,  in  ac- 
cordance with  the  rules,  showing  the 


Tbe  Chicago  Deposit 
Vault  Co.  (janitor 
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number  of  persons  in  the  employ  of  the 
District  for  the  week  ending  November 
11,  1893. 

The  same  was  read,  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file* 

The  following  is 

the  report: 

“Chicago,  Nov.  15,  1893. 

lo  the  Honorable  the  Board  of  Trustees 

oj  the  Sanitary  District  of  Chicago: 

Gentlemen— I beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  Novem- 
ber 11,  1893,  as  the  same  have  been  re- 


ported to  me  : 

•Engineering  Department 105 

Engineering  Department,  Tow- 

path  13 

Engineering  Department,  Time- 
keepers  10 

Engineering  Department,  Train- 
men   ...... 4 

— 132 

Clerical  Department 4 

Treasury  Department 1 

Law  Department — 8 

Police  Department 36 

Total  employes 181 

Respectfully  submitted, 

(Signed)  Thos.  F.  JUDGE, 

Cleric.” 

MONTHLY  REPORT  FROM  CLERICAL  DE- 


PARTMENT. 

The  Clerk  presented  a report  from  the 
Clerical  Department  for  the  month  of 
October,  1893. 

The  same  was  read  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

the  report: 

“Chicago,  Nov.  15,  1893. 

To. the  Honorable  the  Board  of  T'ustees 
of  the  Sanitary  District  of  Chicago: 

Gentlemen^-I  have  the  honor  to  here- 
with report  that  the  total  amount  ex- 
pended on  account  of  and  charged  to  the 
Clerical  Department  during  the  month  of 
October,  1893,.  was  §829.92,  divided  as 
follows: 

Salaries $ 821.67 

General  expenses.. 8.25 


Total $829.92 


There  are  no  outstanding  liabilities,  and 
the  expenses  for  the  present  month  will, 
from  present  indications,  be  about  $900. 

The  total  amount  expended  and 
charged  to  the  General  Account  during 
the  month  of  October,  1893,  was 
$5,777.15,  divided  as  follows: 


Salaries $2,533.33 

Advertising. 864.24 

Printing  and  Stationery 131.33 

Rent  and  Janitor  Service. 2,190.00 

General  expenses 55.25 


Total .......$5,777.15 


There  are  outstanding  liabilities 
against  the  General  Account  to  the 
amount  of  about  $40,  and  the  expenses 
for  the  present  month  will  be  about 
$5,500. 

During  the  month  of  October,  1893, 
there  were  warrants  authorized  and 
drawn  against  the  various  accounts  as 
follows: 

Engineering  Department $ 16,549  40 

Clerical  Department 829  92 

Law  Department 4,"213.7l 

Treasury  Department 166.67 

General  Account 5,777.15 

Engineering  Department  (Con- 
struction Account) 515.140  18 

Law  Department  (Land  Acc’t)  ..  53.402.00 
Police  Department 4.602.47, 

Total $600,681  60 


Respectfully  submitted, 

(Signed)  Thos.  F.  Judge, 

Clerk.” 

MONTHLY  REPORT  FROM  ENGINEERING 
DEPARTMENT. 

.The  Clerk  presented  a report  (accom- 
panied by  classified  statement)  from  the 
Engineering  Department  for  the  month 
of  October,  1893.  The  report  was  read, 
hnd  by  unanimous  consent  was  ordered 
printed  and,  with  accompanying  classi- 
fied statement,  placed  on  file. 

The  following  is 

THE  REPORT  : 

“Chicago,  November  8,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen  — I herewith  transmit  the 
reports  of  Divisions  1,  2 and  3,  showing, 
the  detailed  operations  of  the  Engineer- 
ing Department  for  the  month  of  Octo- 
ber, including  table  giving  the  rate  of 
progress  on  the  several  contracts;  also  a 
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classified  statement  of  expenses  in  the 
usual  form. 

Expenses  for  the  month  of  October 
were  as  follows  : 


Contractors  estimates $302,741.01 

River  Diversion  estimate 148,399.17 

Pay  rolls 13,770.70 

Material,  etc 3,200.55 


Total $468,111.43 


I estimate  the  expenses  for  November 
will  be  $400,000.00,  including  contractor’s 
estimates. 

Respectfully  submitted, 

[Signed)  Isham  Randolph, 

Chief  Engineer ” 


“Chicago,  November  6,  1893. 
Isham  Randolph , Esq.,  Chief  Engineer : 

Dear  Sir — I transmit  herewith  report 
for  October,  1893,  with  some  additional 
tables: 

Payrolls $ 6,907.35 

Pay  rolls,  repair  of  tow-path. . 862.63 

Contractors  estimates 302,741 .01 


Total. . . , $310,510.99 

(The  extra  work  done  on  river  diver- 
sion, Sections  1,  2,  3,  4,  11  and  12  is  not 
included  in  the  above.) 

(Signed)  D.  C.  Dunlap, 

Asst.  ISupt.  of  Construction.” 
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SANITARY  DISTRICT  OF  CHICAGO. 

Revised  Preliminary  Estimates  of  Main  Channel  and  River  Diversion  from  Range  Line 
near  Summit  to  end  of  Section  14  above  Lock  port  based  on  contract  prices  and 
quantities  determined  mostly  from  center  line  elevations  of  located  lines  and  from 
borings  for  Rock  Surface;  also  includes  additional  quantities  by  change  of  grade 
in  Main  Channel  as  per  order  of  Board  of  Trustees  dated  September  6,  1893. 


E 

O 

a 

IV 

CO 

A 

B 

C 

Classification. 

No.  of 
cu.  yds. 
esti- 
mated. 

Price 

per 

cu.  yd. 

Amounts. 

Total 

Amounts. 

Glacial  Drift,  Main  Channel 

Glacial 'Drift.  River  Diversion, 

Solid  Rock,  Main  Channel 

Retaining  Wall 

2,370,492 

127.339 

'33,777 

31,500 

$0.30% 

0.30% 

0.80 

1.75 

$ 725,963  18 
38,997  57 
27,021  60 
55,125  00 

$ 847,107  35 

Glacial  Drift,  Main  Channei 

Glacial  Drift,  River  Diversion 

1,439,189 

200,176 

$0.27 

0.27 

$ 388.581  03 
54,047  52 

$ 442,628  55 

Glacial  Drift,  Main  Channel 

Glacial  Drift,  River  Diversion 

1,875,018 

167,662 

$0.23% 

0.23% 

$ 440,629  23 
39,377  07 

$ 480,006  30 

D 

Glacial  Drift,  Main  Channel 

1,908,103 

$0.26  7-16 

$ 504,454  73 

$ 604,454  73 

E 

Glacial  Drift, Main  Channel 

Glacial  Drift,  River  Diversion 

Glacial  Drift,  Ditches 

Solid  Rock,  Main  Channel 

1,773  307 
67,465 
5,572 
5,000 

$0.27% 

0.27% 

0.27% 

1.00 

$ 487,659  43 
18,552  88 
1,532  30 
6,000  00 

$ 512,744  61 

F 

Glacial  Drift,  Main  Channel 

Glacial  Drift,  Riyer  Diversion 

Glacial  Drift,  River  Levees  & Ditches 
Solid  Rock,  Main  Channel. . . 

1,829,597 

6^,900 

47,200 

45,900 

$0.23% 

0.23% 

0.23% 

0.80 

$ 315,779  76 
16  601  25 
11.210  00 
36,720  00 

$ 380  311  01 

1 

Glacial  Drift,  Main  Channel 

Glacial  Drift,  River  Diversion 

Solid  Rock,  Main  Channel 

Solid  Rock,  River  Diversion 

1,672.276 

158,861 

434,724 

$0.27 

0.27 

0.83% 

0.83% 

1.37% 

$ 451,514  52 
42.892  47 
362,994  54 

$ 921,735  03 

Retaining  Wall. . . 

46,788 

64,333  50 

2 

Glacial  Drift,  Main  Channel 

Glacial  Drift,  River  Diversion. 

Solid  Rock,  Main  Channel 

Solid  Rock,  River  Diversion 

725,509 

121,011 

432,797 

$0.28 

0.28 

0.9L 

0.91, 

2,00 

$ 203,142  52 
83,883  08 
393,845  27 

$ 696,210 .87 

Retaining  Wall 

82,670 

65,340  00 

8 

' 

Glacial  Drift,  Main  Channel 

Solid  Rock.  Main  Channel 

Retaining  Wall 

312,826 

845,325 

6,304 

$0.27 

0.86 

2.00 

$ 84,463  02 
726,979  50 
12,608  00 

$ 824,050.52 

4 

Glacial  Drift,  Main  Channel 

Glacial  Drift,  River  Diversion 

Solid  Rock,  Main  Channel 

Solid  Rock,  River  Diversion 

Retaining  Wall 

913,317 

94,400 

866,226 

12,000 

47,492 

$0.27 

0.27 

0.86 

0.86 

2.00 

$ 246  595  59 
25.488  00 
314.954  36 
10,820  00 
94,984  00 

$ 692,841  95 

$ 6,301,590  92 


To  be  carried  forward. 


November  15, J 


•1559— 


11893. 


£=> 

C 

O 

o> 

5 

6 

Classification. 

No.  of 
eu.  yds. 
esti- 
mated. 

Price 

per 

cu.  yd. 

Amounts. 

Total 

Amounts. 

Bro’t  forward  (See.  A to  4 inclusive). . 

$6,  301,590  92 

Glacial  Drift,  Main  Channel 

Glacial  Drift,  River  Diversion 

Solid  Rock,  Main  Channel 

Retaining  Wall 

978,985 

11,185 

267,821 

54.134 

$0.27 

0.27 

0.73% 

1.48 

$ 264,325  95 
3,0l9  95 
196,848  44 
80,118  32 

1 

$-  544,312  66 

Glacial  Drift,  Main  Channel 

Glacial  Drift,  River  Diversion 

Solid  Rock,  Main  Channel 

Retaining  Wall 

576,714 

129,972 

557,661 

26,276 

$0.27 

0.27 

0.73% 

1.48 

$ 155,712  78 
35,092  44 
409.880  84 
38,888  48 

$ 639,574  54 

7 

Glacial  Drift,  Main  Channel 

Glacial  Drift,  River  Diversion 

Solid  Rock,  Main  Channel 

Solid  Rock,  River  Diversion 

Retaining  Wall. 

148,908 

97,142 

915,889 

42,148 

2,300 

$0.26 

0.26 

0.73% 

0.73% 

1.48 

$ 37,416  08 
25,256  92 
672,810  92 
30,978  78 
3,40'4  00 

$ 769,866  70 

8 

Glacial  Drift,  Main  Channel 

Glacial  Drift,  River  Diversion 

Solid  Rock,  Main  Channel 

Solid  Rock.  River  Diversion 

Retaining  Wail 

38,051 

57,778 

1,150,588 

97,629 

2,122 

$0.26 

0.26 

0.74% 

0.74% 

1.48 

$ 9,893  26 

15,022  28 
860,064  53 
72,977  68 
3.140  56 

$ 961,098  31 

9 

Glacial  Drift,  Main  Channel 

Glacial  Drift,  River  Diversion 

Solid  Rock,  Main  Channel 

Solid  Rock.  River  Diversion 

Retaining  Wall 

74,534 
89  862 
998,922 
18,592 
3,258 

$0.26 

0.26 

0.76  9-10 
0.76  9-10 
1.48 

$ 19,378  84 
10,361  32 
764,326  02 
14,297  25 
4,821  84 

$ 813,185  27 

10 

Glacial  Drift,  Main  Channel 

Glacial  Drift,  River  Diversion 

Solid  Kock,  Main  Channel 

Solid  Rock,  River  Diversion 

Retaining  Wall 

30,733 

36,000 

1,133,736 

50,667 

3,346 

$0.25 

0.25 

0.80 

0.80' 

2.00 

$ 7,683  25 

9,000  0Q 
906,988  80 
40,533  60 
6,692  00 

$ 970,897  65 

11 

Glacial  Drift,  Main  Channel 

Glacial  Drift,  River  Diversion 

Solid  Rock,  Main  Channel 

Solid  Rock,  River  Diversion 

Retaining  Wall 

44,000 

10,222 

984,982 

16,667 

3.214 

$0.30% 

0.30% 

0.79% 

0.79% 

1.66 

$ 13,310  00 
3.092  16 
780,598  24 
13,208  60 
5,335  24 

* V 

$ 815,544  24 

1 

12 

Glacial  Drift,  Main  Channel 

Glacial  Drift,  River  Diversion 

Solid  Rock,  Main  Channel 

Solid  Rock,  River  Diversion 

Retaining  Wall 

25,816 

2,475 

977,462 

5,000 

2,284 

$0.30% 

0.30% 

0.79% 

0.79% 

1.66 

$ 7,658  09' 

752  69 
774,638  64 
3,962  50 

3,791  44  $ 790,803  36 

18 

Glacial  Drift,  Main  Channel 

Solid  Rock,  Main  Channel 

Retaining  Wall 

33,630 

1,006,690 

1,124 

$0.26 

0.74% 

1.48 

$ 8,717  80 

751,758  28 
1,663  52 

$ 762,134  60 

14 

Glacial  Drift,  Main  Channel 

Solid  Rock.  Main  Channel 

Retaining  Wall 

228,952 
1,021,373 
12  086 

$0.20 

0.73 

2.00 

$ 45,790  40 
745,602  29 
24,172  00 

$ 815,564  69 

Grand  total 

$14  184.572  94 

November  15.] 
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SANITARY  DISTRICT  OF  CHICAGO. 


[1893 


Revised  Preliminary  Estimates  of  Main  Channel  and  River  Diversion  from  Range  Line 
dear  Summit  to  end  of  Section  14  above  Lockport  based  on  contract  prices  and  quan- 
tities determined  mostly  from  centre  line  elevations  of  located  lines  and  from  borings 
lor  Rock  Surface;  also  includes  additional  quantities  occasioned  by  change  of  grade 
in  Main  Channel  as  per  order  of  Board  of  Trustees  dated  September  6,  1893;  ai$o 
covers  contracts.passed  upon  October  25,  1893. 


Section,  u 

Classification. 

Number  of 
cubic  yards 
estimated. 

Price 

per 

cubic 

yard. 

Amounts. 

Total 
amounts . 

2,370,492 

127,339 

0.30% 

0.30% 

0.80 

$725,903  18 
38.997  57 

A 

Glacial  Drift,  River  Diversion. 

33,777 

31,500 

27,021  60 

1.75 

55,125  00 

$ 847,107  35 

B 

1,439,189 

200,170 

0.27 

388,581  03 
54,047  52 

Glacial  Drift,  River  Diversion 

0.27 

442  028  55 

Glacial  Drift,  Main  Channel 

1,875,018 

167,502 

0.23% 
0.23  % 

440,629  23 
| ‘ 39,377  07 

C 

Glacial  Drift,  River  Diversion 

480,000  30 

D 

Glacial  Drift,  Main  Channel 

1,908,103 

0.26  7-16 

504,454  73 

501,454  73 

Glacial  Drift,  Main  Channel 

1,773,307 

67,405 

5,572 

5,000 

0.27% 

0.27% 

0.27% 

1.00 

487,659  43 
18,552  88 

Glacial  Drift,  River  Diversion 

E 

Glacial  Dritt.  River  Levees  & Ditches 
Solid  Rock,  Main  Channel 

1,532  30 
5,000  00 

512,744  61 

Glacial  Drift,  Main  Channel 

1,329,597 

0.23% 
0 23% 
0.23% 
0.80 

315,779  76 
10  601  25 

F 

Glacial  Drift,  River  Diversion 

69.900 
47,200 

45.900 

Glacial  Drift.  River  Levees  & Ditches 
Solid  Rock,  Main  Channel 

11,210  00 
30,720  00 

380,311  01 

Glacial  Drift,  Main  Channel 

1,672.276 
153  861 

0.27 

451.514  52 

Glacial  Drift,  River  Diversion..  . 

0 27 

42.892  47 

1 

Solid  Rock,  Main  Channel 

434,724 

0 83% 

302,994  54 

Solid  Rock,  River  Diversion, 

0.83%' 

Retaining  Wall 

40,788 

1.37% 

04,333  50 

*921,735  03 

(Contract  of  July  14.  1892.) 

Glacial  Drift,  Main  Channel 

27,600 

121,011 

0.28 

7.728  00 

Glacial  Drift,  River  Diversion.. 

0 28 

33,883  Oft 

2 

Solid  Rock,  Main  Channel 

0.91 

Retaining  Wall 

2.00 

41,611  08 

(Contract  of  July  14, 1892  ) 
Glacial  Drift,  Main  Channel 

66,800 

0.27 

18,036  00 

8 

Solid  Rock,  Main  Channel 

0.80 

Retaining  Wall 

2.00 

18,030  00 

To  be  carried  forward 

$ 4,148,631  66 

November  15,J 
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a 

o 

5> 

00 

Classification. 

Number  of 
cubic  yards 
estimated. 

Price 

per 

cubic 

yard. 

Amounts . 

Total 

amounts 

Bro’t  forward  (Secs.  A to  3 inclusive) 

$ 4,148,634  66 

(Contract  of  July  14, ,1892. ) 

Glacial  Drift,  Main  Channel 

44,200 

94,400 

0.27  . 

11,931  00 
25,448  00 

Glacial  Drift,  River  Diversion 

0 27 

4 

Solid  Rock,  Main  Channel 

0.86 

Solid  Rock,  River  Diversion 

12,000 

0.86 

10,320  00 

Retaining  Wall . 

2.00 

47,702  00 

(Under  Proceedings  of  Oct.  25,  1898.) 
Glacial  Drift,  Main  Channel 

692,509 

438,197 

32,250 

0 50 

346,254  50 
350,557  60 
56,115  00 

2 

Solid  Rock.  Main  Channel 

0.80 

1.74 

Retaining  Wall 

752,927  10 

(Under  Proceedings  of  Oct.  25,  1893.) 
Glacial  Drift,  Main  Channel 

261,226 

0.56 

146,286  56 

3 

Solid  Rock.  Main  Channel 

830,125 

7,699 

0.76 

630  895  00 

Retaining  Wall 

1.80 

13,858  20 

791,039  76 

(Under  Proceedings  of  Oct. 25,  1893.) 
Glaciai  Drift,  Main  Channel 

960,617 

274,726 

55,145 

0.49 

470,702  33 
219,780  80 
103,121  15 

4 

Solid  Rock,  Main  Channel 

0 80 

Retaining  Wall  

1.87 

793,604  28 

Glacial  Drift,  Main  Channel 

978,985. 

11,185 

267,821 

54,134 

0.%7 

0.27 

264,325  95 
3.019  95 

Glacial  Drift.  River  Diversion  . 

5 

Solid  Rock,  Main  Channel.. 

0 73% 

196,848  44 
80,118  32 

Retaining  Wall 

1.48 

544,312  66 

Glacial  Drift,  Main  Channel 

Glacial  Drift,  River  Diversion 

576,714 

129,972 

557,661 

0 27 
0 27 

155.712  78 
35,092  44 

6 

Solid  Rock,  Main  Channel 

0.73% 

1.48 

409,880  84; 

Retaining  Wall 

26,276 

38,888  48, 

639,574  54 

Glacial  Drift,  Main  Channel 

143  908 

0.26 

37,416  08 

Glacial  Drift,  River  Diversion 

97,142 

915,389 

.42,148 

2,300 

0 26 

25  256  92 

7 

Solid  Rock.  Main  Channel 

Solid  Rock,  River  Diversion 

0.73% 
0 78% 
1.48 

672,810  92 
80,978  78 
3,404  00 

Retaining  Wall 

769,866  70 

8 

Glacial  Drift,  Main  Channel 

GlacialJDrift,  River  Diversion 

Solid  Rock,  Main  Channel 

Solid  Rock.  River  Diversion 

Retaining  Wall 

I 38  051  • 

57.778 
1,150  588 
1 97.629 

2,122 

0 26 
0 26 
0.74% 
0.74% 
1.48 

9,893  26 
15,022  28 
860,064  53 
72  977  68 
3,140  56 

961,098  31 

Glacial  Drift,  Main  Channel.. 

74.534 

0.26 

19,378  84 
10,361  32 
764,326  02 
14.297  25 

Glacial  Drift,  River  Diversion 

39.852 

0.26 

9 

Solid  Rock,  Main  Channel 

993  922 

0.76  9-10 

Solid  Rock.  River  Diversion 

18.692 

0.76  9-10 

Retaining  Wall 

3,258 

1.48 

4,821  84 

. 5 818,185  27 

To  be  carried  forward 

$10,261,945  28 

November  15,] 
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o 1 1 Section,  j 

Classification. 

Number  of 
cubic  yards 
estimated. 

Price 

per 

cubic 

yard. 

Amounts. 

Total 

amounts. 

Bro’t  forward  (Secs.  4 to  9 inclusive) 

$10,261,945  28 

Glacial  Drift,  Main  Channel 

Glacial  Drift,  River  Diversion. 

Solid  Rock,  Main  Channel 

Solid  Rock,  River  Diversion 

Retaining  Wall 

80,738 
36,000 
1,138  736 
60.667 
3,346 

0.25 

0.25 

0.80 

0.80' 

2.00 

7,683  26 
9,000  00 
906,988  80 
40,533  60 
6,692  00 

970,897  65 

11 

Glacial  Drift,  Main  Channel 

Glacial  Drift,  River  Diversion 

Solid  Rock,  Main  Channel. 

Solid  Rock,  River  Diversion 

Retaining  Wall 

44.000 

10,222 

984,982 

16,667 

3,214 

0 30% 
0.30% 
0.79% 
0.79% 
1.66 

13,310  00 
3,092  36 
780,o98  24 
13  208  60 
5,335  24 

815,544  24 

12 

Glacial  Drift,  Main  Channel 

Glacial  Drift,  River  Diversion 

Solid  Rock,  Main  Channel. 

Solid  Rock,  River  Diversion 

Retaining  Wall 

25,316 
, 2,476 

977,462 
6.0G0 
2,284 

0.30% 

0.30% 

0.76% 

0.79% 

1.66 

7,658  09 
752  69 
774,638  64 
3.962  50 
3,791  44 

790,803  36 

13 

Glacial  Drift,  Main  Channel 

Solid  Rock,  Main  Channel 

Retaining  Wall 

33,630 

1,005,690 

1,124 

0.26 

0.74% 

1.48 

8,717  80 
751,753  28 
1,663  52 

76?, 134  60 

14 

Glacial  Drift,  Main  Channel 

Solid  Rock,  Main  Channel 

Retainmg  Wall 

228,952 

1,021,373 

12,086 

0.20 

0.73 

2.00 

45,790  40 
745,602  29 
24,172  00 

815,664  69 

Grand  total 

$14,416,889  82 

Sec. 
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condition  OF  WORK,  NOVEMBER  1,  1893 


[1893 


Contractor. 

Total  amount  j 
done  Nov.  1, 
1893. 

Av.  monthly  i 
a m t.  called 
for  in  con- 
tract. 

Total  amount 
required  to 
be  done  by  j 
Nov.  1,4893.  ! 

Amount  be- 
ll iud  as  per 
contract 
Nov.  1, 1893. 

Amo’nt  ahead 
as  per  con- 
tract, Nov.  1, 
1893. 

L.  D.  Conner  & Co 

L.  D.  Conner  & Co 

$ 33,683  52 
48,826  26 

$ 25,669  92 
13.412  99 

$ 102,679  68 
53,651  96 

$ 68,996  16 
4,825  70 
4,637  85 
20,525  61 

Western  Dredg.  & Imp  Co 
E.  D.  Smith  & Co 

53,544  75 
40,620  43 
131,409  30 
68,299  30 

14,545  65 
15,286  51 

68,182  60 
61,146  04 
62,150  88 
46,098  32 
157,369  38 
174,410  82 
217,069  16 
205,196  70 
126,121  24 
148  194  11 

Streeter  & Kenefick 

Ricker,  Lee  & Co 

15,537  72 
11,524  58 

22,200  98 

Alfred  Harlev 

26,882  55 

22,481  34 

130,486  83 
158.422  82 
199,033  16 
193,262  70 
79.330  24 
98,325  11 
80,035  78 
136,214  62 
141.705  99 
86,019  73 
20,471  77 

McArthur  Bros 

Gilman  & Co 

McArthur  Bros 

Agnew  & Co 

Agnew  & Co 

15,988  00 
18,036  00 
11,934  00 
46,791  00 
49,869  00 

19,378  98 
19,733  56 
20,519  67 
13,275  92 
15,599  38 
18,777  24 
23,441  42 
19,833  79 
23,680  43 
19,891  82 

Agnew  & Co 

Agnew  & Co 

Agnew  & Co 

E.  D.  Smith  & Co 

Mason,  Hoge  & Co 

98,348  00 
121  ,641  00 
76,465  70 
174,465  00 
198,332  75 

178,383  78 
257,855  62 
218,171  69 
260,484  73 
218.804  52 

Mason,  Hoge  & Co 

Mason,  Hoge  & Co 

211,961  00 
249.602  47 

19,172  88 
18,588  65 

210;90l  68 
204.475  15 

1.059  32 
45,127  32 

McCormick  Constr’n  Co. 

84,688  00 

19,891  82 

218,810  02 

134, i22  02 

Totals 

$1,761,388  03 

$370,243  77 

$3,180,158  08 

$1,556,416  09  $137,646  04 

Total  amount  required  to  be  done  November  1,  1893.$  3,180,158  08 
Total  amount  done  November  1,  1893 1,761,388  03 


Amount  short  as  per  contracts, 


$ 1,418,770  05 


Note— In  addition  to  the  above  amounts  done  November  1, 1893,  there  has  been  material 
excavated  at  various  points  by  labor  employed  by  the  Sanitary  District,  which  material, 
if  rated  at  the  regular  contract  prices  would  reduce  the  shortage  as  follows: 


Section  1,  river  diversion— 133,100  cubic  yards  glacial  drift  at  27c. . .$35,937  00 

Section  2,  river  diversion—  79,500  cubic  yards  glacial  drift  at  28c. . . 22,260  00 

Section  4,  river  diversion—  80,700 cubic  yards  glacial  drift  at  27c. . . 21,789  00 

Section  4,  river  diversion—  4,100  cubic  yards  solid  rock  at  86c...  3,526,00 

Section  5,  river  diversion--  3,700  cubic  yards  glacial  drift  at  27c. . . 999  00 

Section  11,  river  diversion—  3,798  cubic  yards  glacial  drift  at  34 )^c.  1,148 -IK) 
Section  11,  river  diversion—  2,885  cubic  yards  solid  rock  at791^c.  2,286  86 


Reducing  shortage  a total  of 


$87,946  26 


November  15, J — 1564 — 

AMOUNT  OF  WORK  DONE  TO  NOVEMBER  1,  1893. 


[1893. 


Main  Channel. 

River  Diversion. 

River  Levees 
a.nd  Ditches. 

Total  value 
of  work  done 

12  H 

per  cent, 
reserved 
as  per 
contract. 

6 

SQ 

Glacial 
Drift. 
Cu.  Yds. 

Solid 
Rock. 
Cu.  Yds. 

Glacial 
Drift. 
Cu.  Yds. 

Solid 
Rock. 
Cu.  Yds. 

Glacial 
Drift. 
Cu.  Yds. 

to  November 
1,  1893,  on 
each  Section. 

~ 10,859 

99,128 

180,838 

$ 33,683  52 
48,826  26 
53,544  75 
40,620  43 
131,409  30 
68,299  30 

$ 4,210  44 
6,103  28 

B 

Q 

72,004 
153  647 

155,846 

6,693  09 
5,077  55 
16  426  16 

0 

£ 

456, *458 
170,460 
93.689 
27,600 
66,800 
44,200 
173,800 
109,000 

46,05i 

69,700 

♦5,876 

*29,500 

25,343 

F 

47,416 

8,537  41 
3.360  32 
1,998  50 
2,254  50 
1,491  75 
5,848  87 
6,233  62 
12,293  50 
15,205  12 
9.558  21 

J 

26,882  55 
15,988  00 

2 

18,036  00 
11,934  00 
46.791  00 

4 

* 

* 

5 

* 

6 

75,700 

49,869  00 
98,348  00 
121,641  00 
76,465  70 
174,465  00 
198,332  75 
211.961  00 

7 

32,200 

7,500 

49,100 

57,400 

58,000 

148.000 
222,800 

257.000 
322,500 
103,600 

93,900 

49,800 

37,700 

40,100 

8 

85,400 

9 

39,600 
24,700 
40,300 
, 27,400 

32,822 
45,800 

15,300 

10 

27,400 

*4,400 

53,800 
t *10,400 
| 

21,808  12 

11 

24,791  59 
26,495  13 
31,200  31 
10,586  00 

12 

f 

13 

249,602  47 
84,688  00 

14 

Total 

1,577,839 

1,218,400 

875,839 

205,000. 1 

72,759 

$1,761,388  03 

$220,173  47 

Main  Channel,  glacial  drift 1,577,839  Cu.  Yds, 

Main  Channel,  solid  rock 1,218,400  “ 

River  Diversion,  glacial  dr[ft 875,839  “ 

River  Diversion,  solid  rock 205,000  “ 

River  Levees  and  Ditches,  glacial  drift 72,759  “ 

Total  value  of  work  done  to  November  1st,  1893 $1,761,388  03 

Total  12>£  per  cent  reserved  as  per  contracts 220,173  47 


Total  of  vouchers,  including  those  of  November  1,  1893 $1,541,214  53’ 


♦The  following  approximate  quantities  have  been  excavated  to  November  1,  1893,  be- 
labor employed  by  the  Sanitary  District: 

Section  1,  river  diversion,  glacial  drift 133,100  Cu.  Yds. 

» Section  2,  river  diversion,  glacial  drift 79,500  41 

Section  4,  river  diversion,  glacial  drift 80,700  s’ 

Section  4,  river  diversion,  solid  rock 4,100  “ 

Section  5,  river  diversion,  glacial  drift 3 700  “ 

Section  11,  river  diversion,  glacial  drift 3,798  “ 

Section  11,  river  diversion,  solid  rock 2,885  “ 


fOn  Section  12,  river  diversion,  there  have  been  excavated  on  contractor’s  force 
report,  2,475  cubic  yards  of  glacial  drift  and  5,000  cubic  yards  of  solid  rock. 
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Solid  Rock  equal 

average  month- 
ly progress. 
(Cubic  yards). 

jlillMIil 

Glacial  Drift 
equal  to  the 
necessary  av- 
erage month- 
ly progress. 

(Ctabie  yards.) 

87,696 
47,973 
60,100 
58,482 
46,168 
43,791 
105  376  or 
50,195  or 
47,086  or 
53,987  or 
61,050  or 
70,746  or 
86,787  ;or 

121,813  or 

Average  month- 
ly progress  nec- 
essary Novem- 

(30  months). 

* 26  826,14 
12,952  70 
14,123  61 
15  461  14 
12  696  12 
10,400  39 
23,451  55 
25,097  57 
26,367  99 

26.453  49 
16,483  39 
19,101  74 

24.454  29 
26,476  09 
20,349  46 
19.137  57 
17,084  40 
24,362  56 

JiJii8 

$ 804.784  21 
388,581  03 
423,708  29 
463,834  30 
380,883  48 
312,011  71 
853,546  63 
752,927  10 
791.039  76 

793  604  28 
494.601  71 

673  052  10 
669  140  50 
828,241  85 
733,628  70 

794  282  65 
610  483  73 

674  127  17 
512,532  13 
730,876  69 

$12,485,787  92 

sidered  as  completed 
in  quantities  thesame 
as  the  revised  prelim- 
inary estimates. 
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)NS.  CONTRACTORS. 

— L.  D.  Conner  & Co 

....  L.  D.  Conner  & Co 

. . ..  Western  Dredg.  & Imp.  Co. . 

— E.  D.  Smith  & Co 

....  Streeter  & Kenefick 

Ricker,  Lee  & Co 

Alfred  Harlev  ... 

McArthur  Brothers 

— Gilman  & Co 

....  McArthur  Brothers 

Agnew  & Co 

....  Agnew  & Co 

— i Agnew  & Co 

Agnew  & Co 

. . Agnew  & Co 

E D.  Smith  & Co 

1 Mason,  Hoge&Co 

i Mason,  Hoge  &Co 

— 1 Mason,  Hoge&Co 

McCormick  Construction  Co 

Totals 

<ipO  Q W£s<  **  N 00  ^ ° 10  00  ^ 2 Z - 2 2 
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Section. 

© 

Teams.  | 

1 Steam 
| Shovels. 

Steam  and 
Air  Pumps. 

1 Steam  and 
Air  Drills. 

1 Steam  and 
| Air  Hoists 

Chan- 

nelers.  j 

Air  Com- 
pressors. 

Cable-  l 

1 ways,  j 

Steam 

Scrapers. 

I Cantilever 
| Derricks. 

Locomo- 

tives. 

Steam  j 

Derrick.  I 

Cars. 

Dredges,  j| 

A 

170 

5 

2.2 

23 

.6 

B 

97 

87 

.6 

4 

.6 

c : 

119 

75 

3 

2 

2.5 

15 

D 

106 

1 

2 

1.5 

8.5 

25 

E 

135 

119 

2 

3.5 

3 

36 

F 

111 

64 

3 

3.5 

2 

19 

,1 

41 

. 6 

.5 

1.9 

.5 

5 

137 

7 

1.9 

3.5 

L... 

2 

1 

24 

.6 

6 

143 

7 

1 

i — 

1.7 

7...: 

309 

13 

1.6 

3 

1 

.1 

28 

8 

368 

60 

.3 

<h7 

1.6 

.6 

.4 

24 

<?  

25  L 

28 

.7 

1.8 

1.6 

.2 

38 

10. 

478 

13 

5 

is” 

3 

5.5 

1 

2.6 

86 

11 

316 

20 

4 

13 

1 

6.2 

1 

.9 

1 6 

12 

303 

18 

5 

14 

3 

5 

.8 

1 

35 

18 

292 

io 

5 

10  . 

2 

4 

2 

23 

14 

167 

6 

4 

5.9 

2 

3 

28 

Totals — 

3543 

539 

13 

48.7 

65.6 

20.4 

26.9 

2 

1.9 

1.7 

7.0 

• 10.5 

> 2.3 

1 354 

1.2 

Respectfully  submitted, 


• (Signed)  D.  C.  Dunlap, 

Assistant  Superintendent  of  Construction .” 


“Chicago,  .November  4,  1893. 

Mi . Isham  Randolph , Chief  Engineer: 

Dear  Sir— The  work  of  Division  2 for 
the  month  of  October  was  as  follows: 

Completed  43  borings  on  line  of  pro- 
posed levee  north  of  Willow  Springs 
road,  between  Stations  673  and  740. 
Made  plat  of  same  showing  also  location  | 
of  proposed  temporary  trestle. 

Completed  the  test  pits  for  Spillway  on 
the  east  bank  of  the  Desplaines  River, 
north  of  C.,  St.  F.  & C.  R.  R.  bridge 
above  Summit.  Eleven  pits  were  cofn- 
pleted  to  rock  surface,  making  a total  of 
twenty-four  pits. 

Made  detailed  plans  for  Spillway  and 
drew  up  specifications  for  same. 

Staked  out  the. excavation  for  Spillway 
and  construction  commenced. 

Continued  the  cross-sectioning  of  terri- 
tory along  the  line  of  the  River  Diversion 
Channel.  This  work  is  now  completed 
from  head  of  Goose  Lake  to  a point  op- 
posite Byrneville.  ' 

Continued  the  locating  of  land  corners 
with  reference  to  the  triangulation 
system  from  Lemont  to  Sag.  The  land 
corners  adjacent  to  the  Main  Channel  are 
now  connected  with  the  triangulation 
system  as  far  up  as  the  east  line  of  Sec- 
tion 11,  Township  37  North,  Range  12 
East. 

Some  miscellaneous  surveys  in  connec- 


tion with  land  boundaries  were  made  on 
the  east  bank  of  the  Desplaines  river 
betweep  the  C.,  St.  F.  & C.  R.  R.  and 
Ogden  avenue. 

Completed  platting  of  Willow  Springs 
road. 

Completed  the  reduction  of  notes  of 
survey  in  vicinity  of  C..  S.  F.  & C.  R.  R. 
bridge  above  Summit  and  platted  the 
same. 

The  construction  of  bridges  over  river 
diversion  channel,  vicinity  of  Lemont, 
for  Western  Stone  company,  Stephens 
street  and  Santa  Fe  R.  R.  was  com- 
menced. The  railroad  bridges  are  ready 
to  receive  the  rail  and  the  embankments 
for  the  Stephens  street  bridge  are  in  pro- 
gress. 

A series  of  photographs  at  various 
points  along  line  of  channel  under  con- 
struction was  taken. 

The  maintenance  and  records  of  water  ' 
gauges  was  continued. 

Some  further  work  on  the  reduction  of’ 
notes  pertaining  to  Illinois  river  floods 
was  done 

The  work  for  November  will  be  a con- 
tinuation of  that  of  October,  with  such 
additional  work  as  may  be  ordered. 

The  expense  for  November  will  ap- 
proximate to  that  of  October. 

Very  respectfully, 

(Signed)  Thos.  T.  Johnston, 

First  Assista/at  Chief  Engineer." 
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“Chicago.  Nov.  8,  1893. 

Ish am  Randolph,  Esq.,  Chief  Engineer . 

Dear  Sir— I herewith  submit  the  re- 
port of  Division  3,  for  the  month  of  Oc- 
tober, 1893. 

A revised  estimite  of  material,  and 
four  copies  of  the  profile  of  the  borings 
and  test  pits  in  Sections  2,  3 and  4,  and  a 
drawing  and  tracing  of  Part  3 of  the  In- 
dex Maps  of  the  Stadia  Sections,  were 
made 

Tracings  were  completed  of  right  of 
way  tracts  117,  118,  130,  132  and  170,  of 
the'  Western  Stone  Company’s  tracks  at 
the  Will  County  line,  and  of  a contour 
map  of  the  Des  Plaines  river  near  Sum- 
mit. 

Plans  were  drawn  of  a temporary  tres- 
tle on  Section  A,  and  of  the  junction  of 
the  center  lines  of  the  Main  Channel 
near  Summit. 

Estimates  of  material  and  strain  sheets 
were  made  of  five  bridge  plans  of  one 
hundred  feet  span. 

Platting  was  done  on  right  of  way 
maps  between  Western  avenue  and 
Robev  street,  and  between  Lockport  and 
the  E.  J & E.  R.  R.  - 

The  topographv  of  one  and  one-half 
townships  was  added  to  the  condensed 
map  of  the  channel  from  Chicago  to 
Joliet. 

On  the  one  hundred  feet  scale  contour 
maps,  platting  of  the  topography  was 
done  on  Parts  14,  16  to  19,  21  and  22,  and 
platting  of  the  Section  corners  and  lines 
of  the  Main  Channel,  River  Diversion 
and  embankments  on  Parts  12  to  15. 

Platting  was  also  continued  on  the 
map  of  the  Main  Channel  at  Lockport, 
and  between  Bridgeport  find  Summit. 

A progress  profile  of  the  line,  showing 
the  amount  of  work-  done  each  month 
was  commenced.  During  November,  it 
is  proposed  to  continue  the  work  now  on . 
hand,  and  the  platting  of  the  Sanitary 
District  and  Watershed  Maps,  which 
has  been  delayed  on  account  of  other 
work. 

Yours  respectfully, 

(Signed)  Edgar  Williams, 

Second  Assistant  Chief  Engineer.” 
(Enclosing  classified  statement.) 


MONTHLY  REPORT  FROM  LAW  DEPART- 
MENT. 

The  Clerk  presented  a report  from  the 


Law  Department  for  the  month  of  Oc- 
tober, 1893. 

The  same  was  read,  and,  by  unani- 
mous consent,  was  ordered  printed  and 
placed  on  file. 

The  following  is 

THE  REPORT: 

“Chicago,  Nov,  8, 1893. 

To  the . Honorable  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago : 

Gentlemen  — I submit  herewith  the 
monthly  report  for  October,  1893.  i The 
total  amount  paid  out  by  this  Depart- 
ment is  as  follows: 

Salaries. 

Attorneys $ 1.487  50 

Office  force 300  00 

— $ 1,787  50 

General  Expenses. 

Right  of  way $ 998  70 

Court  costs 64  65 

Legal  services 1,250  00 

Printing  and  station- 
ery  71  50 

Sundries 41  86 

$ 2,426  21 

Land  Account. 

Right  of  way $ 53.572  00 

Abstracts  (Will  Co.).  600  00 

$ 54,172  00 


Total 8 58,385  71 


Since  my  last  report  the  condition  of 
affairs  upon  Section  Eight  (8)  arising  out 
of  the  disagreements  of  Agnew  & Co. 
and  Guilford  has  demanded  attention 
and  several,  days  time  by  employes  of 
this  Department  has  been  given  thereto. 
In  the  payment  of  the  pay-rolls  which  is 
now  being  carried  on  as  provided  for  by 
your  Honorable  Body,  I deemed  it  expe- 
dient to  have  representatives  of  the  De- 
partment present. 

The  new  contract  for  Section  Three  (3) 
let  by  the  Board  to  Gilman  & Co.  has 
been  prepared,  and  also  supplemental 
agreements  between  the  District  and  Mc- 
Arthur Bros,  for  Sections  Two  (2)  and 
Four  (4),  embodying  the  terms  of  the  set- 
tlement made  with  them  by  your  Hon- 
orable Body,  and  containing  the  provis- 
ions with  reference  thereto  directed  by 
you  to  be  made.  Agreements  have  also 
been  prepared  by  my  direction  under 
which  The  Heidenreich  Company  is 
to  superintend  the  construction  of 
a pile  trestle  upon  Section  A,  and 
McArthur  Bros.  Company  the  construc- 
tion of  a spillway  on  the  left  bank  of  the 
Desplaines  River  'about  1,500  feet  north 
of  the  Santa  Fe  bridge  near  Summit, 
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which  said  constructions  have  been  un- 
dertaken by-  the  District. 

Attention  has  also  been  given  to  mat- 
ters connected  with  the  construction  of 
bridges  and  railway  on  Section  Eight  (8), 
the  raising  of  the  levees  on  Section  Ten 
(10)  to  guard  against  the  flooding  of  the 
quarries  of  the  Western  Stone  Company 
by  reason  of  improvements  made  by  the 
District  upon  its  right  of  way,  and  also 
to  the  extra  work  being  carried  on  upon 
the  river  diversion  on  Section  Eleven (li) 
by  Mason,  Hoge  &Co. 

The  purchase  of  the  lands  indicated  by 
the  above  expenditure  on  land  account 
necessitated  the  preparation  and  entry  of 
verdicts  and  orders  of  judgment  in  each 
of  same;  but  a few  tracts  of  those  in- 
cluded in  the  suit  of  the  District  vs.  Og- 
den et  al,  now  remain  unsettled.  Prepa- 
rations have  been  made  for  the  filing  of  a 
new  petition  for  the  purpose  of  condemn- 
ing lands  this  side  of  Rockwell  street  and 
including  the  Subdivision  of  Manchester, 
and  the  same  will  doubtless  be  filed  dur- 
ing the  coming  week. 

The  case  of  the  Sanitary  District  vs. 
Piper,  CullertOn  et  al.,  in  which  by  your 
direction,  an  appeal  was  taken  last  fall  to 
the  Supreme  Court,  has  been  affirmed  in 
that  court,  the  decision  having  been  ren- 
dered October  26,  1893.  (The  leading 
ground  of  the  affirmance  being  the  inad- 
missibility of  affidavits  of  jurors  to 
set  aside  a verdict  in  the  motion 
for  a new  trial).  In  the  case  of 

the  District  vs.  Cook  et  al.,  in  which 
an  appeal  was  taken  by  the  Dis- 
trict to  the  Appellate  Court  for  the  pur- 
pose of  getting  a construction  of  that  por- 
tion of  the  Sanitary  District  Act  which 
provides  in  case  of  an  appeal  for  the  de- 
posit of  the  amount  of  compensation  de- 
termined upon  in  a bank  designated  by 
the  court,  the  record  and  briefs  and  ar- 
guments have  been  prepared. 

This  department  has  given  much  time 
in  assisting  to  defeat  the  efforts  being 
made  to  incorporate  the  town  of  Gary, 
which  threatened,  if  successful,  to  be- 
come a disturbing  element  among  the 
laborers  employed  upon  the  work  of  the 
District. 

Much  time,  too,  has  been  given  by  one  j 
of  my  assistants  to  the  cases  arising  from  i 
the  regular  routine  work  of  the  Police  i 
Department. 

Respectfully  submitted, 

(Signed)  Orrin  N.  Carter, 

Attorney.” 


[1893. 


MONTHLY  REPORT  FROM  POLICE  DEPART- 
MENT. 

The  Clerk  presented  a report  from  the 
Police  Department,  for  the  month  of 
October,  1893;  the  same  was  read,  and, 
by  unanimous  consent,  was  ordered 
printed  and  placed  on  file. 

The  following  Is 

THE  REPORT: 


“Chicago,  Nov.  8,  1893. 

To  the  Honorable  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicaejo : 

Gentlemen— I have  the  honor  to  sub-' 
;mit  the  following  as  my  second  monthly 
report.  The  health,  dicipline  and  general 
condition  of  the  Police  Force  is  quite 
satisfactory,  no  cause  for  suspension,  re- 
proof or  dismissal  having  occurred. 

A summary  of  the  business  of  the  de- 
partment for  the  month  shows: 

Total  number  of  arrests 132 

Committed  to  jail  to  await  action  of 

grand  jury 14 

Committed  to  jail  in  default  of  fines.  5 

Total  fines  imposed §726 

Dead  bodies  recovered. 5 

Respectfully  submitted, 
(Signed)  Edward  Williams, 

Marshal .” 

PURCHASE  OF  “JA.CKSON,”  “ REHM,” 
“BOYNTON.”  “ SLEEPER,”  “BADGER,” 
AND  “BURGESS”  LANDS. 

Mr.  Eckliart,  Chairman,  presented  a re- 
port of  the  Joint  Committee  on  Finance 
and  Engineering,  with  reference  to  the 
purchase  from  Huntington  W.  Jackson, 
Receiver  of  the  Ihird  National  Bank, 
Jacob  Rehm,  Charles  W.  Boynton,  Joseph 
A.  Sleeper,  Alpheus  C.  Badger  and  Wil- 
liam T.  Burgess,  of  certain  right  of  way 
lands  in  Cook  County,  and  authorizing 
and  directing  the  Clerk  to  pay  for  the 
said  right  of  way  lands,  on  the  vouchers 
• of  the  Attorney,  as  provided  in  the  report; 
and  the  report  was  read. 


Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  adopted, 
ordered  printed  and  placed  on  file,  the 
recommendations  made  therein  con- 
curred in,  and  the  Clerk  authorized  and 
directed  to  pay  to  Huntington  W.  Jack- 
son,  Receiver  of  the  Third  National  Bank, 
Jacob  Rehm,  Charles  W.  Boynton,  Joseph 
A.  Sleeper,  Alpheus  C.  Badger  and  Wil- 
liam T.  Burgess,  on  the  vouchers  of  the 
vouchers  of  the  Attorney,  for  said  right 
of  way  lands,  as  provided  in  the  report. 

On  roll-call  the  vote  stood:  Yeas — 
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Messrs.  Altpeter,  Bolden  week,  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell  and 
AVenter— eight  (8).  Nays— None. 

Upon  which  result- the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  the  recommendations  made  therein 
concurred  in,  and  the  Clerk  authorized 
and  directed  to  pay  to  Huntington  W. 
Jackson,  Receiver  of  the  Third  National 
Bank,  Jacob  Rehm,  Charles  W.  Boynton, 
Joseph  A.  Sleeper,  Alpheus  C.  Badger 
and  William  T.  Burgess,  on  the  vouchers 
of  the  Attorney,  for  said  right  of  way 
lands,  as  provided  in  the  report. 

The  following  is 

the  report: 

'‘Chicago,  Nov.  15,  1893, 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Ghicaqo : 

Gentlemen — The  Joint  Committee  on 
Finance  and  Engineering  has  reached  an 
agreement  with  Huntington  W,  Jackson, 
Receiver  of  the  Third  National  Bank,  for 
the  pufchase  from  him,  for  the  corporate 
purposes  of  this  District  of  the  land  here- 
inafter described  for  the  sum  of  eleven 
thousand  five  hundred  and  fifty-two 
($11,552.00)  dollars; 

With  Jacob  Rehm  for  the  purchase 
from  him  for  the  Corporate  purposes  of 
this  District  of  the  land  hereinafter  des- 
cribed for  the  sum  of  five  thousand  five 
hundred  and  twenty-two  ($5,522.00)  dol- 
lars. 

With  Charles  yv.  Boynton  for  the  pur- 
chase from  him  for  the  corporate  pur- 
poses Of  this  District  of  the  land  herein- 
after described  for  the  sum  of  eleven 
thousand  seven  hundred  and  thirty  ($11,- 
730)  dollars; 

With  Joseph  A.  Sleeper  for  the  pur- 
chase from  him  for  the  corporate  pur- 
poses of  thi3  District  of  the  land  herein- 
after described  for  the  sum  of  thirty 
thousand  seven  hundred  and  eighty 
($30,  780.00)  dollars; 

With  Alpheus  C.  Badger  and  William 
T.  Burgess  for  the  purchase  from  them 
for  the  corporate  purposes  of  this  District 
of  the  land  hereinafter  described  for  the 
sum  of  three  thousand  four  hundred  and 
forty  ($3,440.00)  dollars. 

Your  Committee  recommend  that  the 
Clerk  of  this  District  be  directed  to  pay, 
on  the  vouchers  of  the  Attorney,  to  said 
Huntington  W.  Jackson,  Receiver  of  the 
.Third  National  Bank,  the  sum  of  eleven 
thousand  five  hundred  and  fifty-two 


($11,552.00)  dollars,  in  full  payment  for 
the  following  described  land,  to-wit; 

Lot  two  (2)  in  the  Superior  Court  Par- 
tition of  the  west  half  (W.  4)  of  the  south- 
west quarter  (S.  W.  1)  of  Section  thirty- 
five  (35),  Township  thirty-nine  (39)  North, 
Range  thirteen  (13),  East  of  the  Third 
Principal  Meridian. 

To  Jacob  Rehm  the  sum  of  five  thou- 
sand five  hundred  and  twenty-two 
($5,522.00)  dollar  ?,  in  full  payment  for  the 
following  described  land,  to-wit: 

That  part  of  the  west  half  (W.  4)  of 
the  southwest  quarter  (S.  W.  4)  of  the 
northeast  quarter  (N.  E.  4)  of  Section 
thirty- five  (35),  Township  thirty-nine  (39) 
North,  Range  thirteen  (13),  East  of  the 
Third  Principal  Meridian,  lying  east  (E.) 
of  the  right  of  wray  of  the  Atchison, 
Topeka  and  Santa  Fe  Railroad  Company 
in  (Chicago,  and  south  (S.)  of  a line  draym 
from  a point*  in  the  west  (W.)  line  of 
said  north-east  quarter  (N.  E.  4),  thirty- 
three  and  ninety-four  one-hundredths 
(33.94)  feet  north  (N.)  of  the  center  line 
of  said  section,  to  a point  in  the  east  (E.) 
line  of  said  section,  one  thousand  and 
ninety  and  ten  one-hundredths  (1090.10) 
feet  north  (N.)  of  the  east  (E.)  quarter 
corner  of  said  section. 

To  Charles  W.  Boynton,  the  sum  of 
eleven  thousand  seven  hundred  and 
thirty  ($11,730.00)  dollars,  in  full  pay- 
ment for  the  following  described  land, 
to-wit: 

The  west  half^W.  4)  of  the  southwest 
quarter  (S.  W.  4)  of  the  southeast  quarter 
(S.  E.  4)  of  the  northeast  quarter  (N.  E.  4) 
of  Section  thirty-five  (35).  Township 
thirty-nine  (39)  North,  Range  thirteen 
(13),  East  of  the  Third  Principal.Meridian. 

To  Joseph  A.  Sleeper,  the  sum  of 
thirty  thousand  seven  hundred  and 
eighty  ($30,780.00)  dollars  in  full  pay- 
ment for  the  following  described  land, 
to-wit: 

That  part  of  the  east  half  (E.  4)  of  the 
northeast  quarter  (N.  E.  4)  of  the  north- 
west quarter  (N.  W.  4)  of  section  thirty- 
six  (30),  Township  thirty-nine  (39)  North, 
Range  thirteen  (13),  East  of  the  Third 
Principal  Meridian,  lying  south  (S.)  of  a 
line  drawn  from  a point  in  the  west  (W.) 
line  of  said  section,  one  thousand  and 
ninety  and  ten  one-hundred tb^  (1090.10) 
feet  north  (N.)  of  the  west  (W .)  quarter 
corner  thereof,  to  a point  in  the  north 
(N.)line  of  said  section,  thirteen  hundred 
and  six  and  fifry-one  one-hundredths 
(1306.51)  feet  west  (W.)  of  dhe  northeast 
(N.  E.)  corner  thereof. 

To  Alpheus  C.  Badger,  the  sum  of, 
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one  thousand  seyen  hundred  and  twenty 
($1,720.00)  dollars,  and  to  William  T. 
Burgess*  the  sum  of  one  thousand  seven 
hundred  and  twenty  ($1,720.00)  dollars, 
in  full  payment  for  their  respective  un- 
divided one-half  parts  of  the  following 
described  land,  to-wit: 

The  south  (S.)  one  hundred  (100)  feet 
of  the  west  half  (W.  £)  of  the  west  half 
(W.  £)  of  the  southwest  quarter  (S.  W.  £), 
(except  the  west  (W.)  two  hundred  and 
ninety  (290)  feet  thereof  taken  for  a 
boulevard)  of  Section  thirty  (30),  Town- 
ship thirty-nine  (39)  North,  Range  four- 
teen (14),  East’  of  the  Third  Principal 
Meridian. 

All  of  said  lands  lying  and  being 
situate  in  the  County  of  Cook,  State  of 
Illinois. 

Respectfully  Submitted, 
(Signed)  B.  A.  Eckhart, 

Chairman. 

L.  E.  Cooley, 

Thomas  Kelly, 

Wm.  Bolden weck, 

W.  H.  Russell, 

John  J.  Altpeter, 

Joint  Committee  on  Finance  and  En- 
gineering.” 

PAYMENT  >FOR  “CHURCHILL  (RIGGS,  TRUS- 
TEE)” AND  “MORTON”  LANDS. 

Mr.  Eckhart,  Chairman  of  the  Joint 
Committee  on  Finance  and  "Engineering, 
presented  an  order,  authorizing  and  di- 
recting the  Clerk  to  pay  Henry  B.  Riggs, 
Trustee,  and  Levi  P.  Morton,  on  the 
vouchers  of  the  Attorney,  in  pursuance 
of  certain  orders  entered  in  the  Circuit 
Court  of  Cook  County,  Illinois,  certain 
sums,  as  provided  in  the  order,  for  right, 
of  way  lands  in  said  county,  in  full  of 
verdict  for  said  lands  in  the  cases  of  the 
Sanitary  District  of  Chicago  vs.  Marianna 
A.  Ogden,  Henry  B.  Riggs,  Trustee,  et 
al.,  and  the  Sanitary  District  of  Chicago 
vs.  Isaac  H.  Price,  Levi  P Morton,  et  al., 
as  provided  in  the  order;  and  the  order 
was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  the  adoption  of  the  order. 

On  roll-call  the  votq  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prehdergast,  Russell  and 
Wenter— eight  (8).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Clerk  authorized  and  | 


directed,  to  pay  Henry  B.  Riggs,  Trus- 
tee, and  Levi  P.  Morton,  on  the  vouchers 
of  the  Attorney,  in  pursuance  of  certain 
orders  entered  in  the  Circuit  Court  of 
Cook  County,  Illinois,  certain  sums,  as 
provided  in  the  order,  for  right  of  way 
lands  in  said  county,  in  full  of  verdict 
for  said  lands,  in  the  cases  of  the  Sani- 
tary District  of  Chicago  vs.  Marianna  A. 
Ogden,  Henry  B.  Ijiiggs-,  Trustee,  et  al., 
and  the  Sanitary  District  of  Chicago  vs. 
Isaac  H.  Price,  Levi  P.  Morton,  et  al.,  as 
provided  in  the  order. 

The  following,  is 

the  order: 

Ordered,  That  the  Clerk  of  this  Dis*. 
trict  be  authorized  and  directed  to  pay, 
on  the  vouchers  of  the  Attorney,  to 
Henry  B.  Riggs,  Trustee,  represented  in 
Chicago  by  Charles  E.  Towne,  the  sum  of 
thirteen  thousand  nine  hundred  and 
thirty  ($13,930.00)  dollars,  in  full  pay*, 
ment  for  the  following  described  lands, 
to-wit: 

That  part  of  the  east  half  (E.  4)  of  the 
west  half  (W.  4)  of  the  northwest  quarter- 
(N.  W.  i)  of  Section  four  (4),  Township 
thirty-eight  (38)  North,  Range  thirteen 
(13),  East  of  the  Third  Principal  Meridian, 
lying  south  (S)  of  a line  drawn  from  a 
point  in  the  west  (W)  line  of  said  Section, 
forty- two  (42)  feet  south  (S.)  of'  the  W-est 
(W.)  Quarter  corner  of  said  Section,  to  a 
point  in  the  north  (N.)  and  south  (S.)center 
line  of  said  section,  one  thousand  and 
seventeen  (1,017)  feet  north  (N)  of  the 
center  of  said  section;  said  premises 
lying  and  being  situate  in  the  County  of 
Cook,  State  of  Illinois.  Also, 

That  part  of  the  east  half  (E.  1)  of  the 
west  half  (W.  4)  of  the  southwest  quarter 
(S.  W.  D of  Section  four*  (4),  Township 
thirty- eight  (38)  North,  Range  thirteen 
(13),  East  of  the  Third  Principal  Meri- 
dian, lying  north  (N.)  of  the  northerly 
boundary  line  of  the  right  of  way  of  the 
Chicago,  Santa  Fe  & California  Railway 
Company;  said  premises  lying  and  being 
situate  in  the  County  of  Cook,  State  of 
Illinois. 

Said  sum  being  the  amount  awarded 
by  the  verdict  and  report  of  the  jur£,  and 
the  order  of  the  judgment  entered  there- 
on in  the  case  of  the  Sanitary  District  of 
Chicago  vs.  Marianna  A.  Ogden,  Henry 
B.  Riggs,  Trustee,  et  al.  in  the  Circuit 
Court  of  Cook  County,  Illinois,  general 
number  118,948.  on  the  17th  day  of 
October,  A.  D.  1893. 

To  Levi  P.  Morton,  represented  in 
Chicago  by  B.  F.  Jacobs,  the  sum  of 
Twenty-three  thousand  two  hundred  and 
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six  ($23,206.00)  dollars,  in  full  payment 
for  the  following  described  land,  to- wit: 

That  part  of  the  east  half  (E.  |)  of  the 
northwest  quarter  (N.  VV.  £)  of  Section 
four  (4),  Township  thirty- eight (38)  North, 
Range  thirteen  (13),  East  of  the  Third 
Principal  Meridian,  lying  north  (N.)  of 
the  northerly  boundary  line  $f  the  right 
of  way  of  the  Chicago,  Santa  Fe  and 
California  Railway  Company  and  .south 
(S.)  of  a line  drawn  from  a point 
in  the  east  (E.)  line  of  said  north- 
west quarter  (N.  VV.  }),  ten  hundred  and 
seventeen  (1,017)  feet  north  (N.)  of  the 
southeast  (S.  E.)  corner  thereof,  to  a 
point  in  the  west  (W)  line  of  said  east 
half  (E.  £)  of  said  northwest  quarter 
(N.  W.  i),  four  hundred  and  eighty-six 
(488)  feet  north  (N.)  of  the  south  (S.)  line 
of  said  northwest  quarter  (N.  W.  4);  said 
premises  lying  and  being  situate  in  the 
County  of  Cook,  State  of  Illinois. 

Said  sum  being"  the  amount  awarded 
by  the  verdict  and  report  of  the  jury  and 
the  order  of  judgment  entered  thereon 
in  the  case  of  the  Sanitary  District  of 
Chicago  vs.  Isaac  H.  Price,  . Levi  P. 
Morton,  et  al.  in  the  Circuit  Court  of 
Cook  County,  Illinois,  general  number 
115,771,  as  amended,  on  the  10th  day  of 
October,  A.  D.  1893.” 

APPROVAL  OF  MC’ ARTHUR  BROS’.  SUPPLE- 
MENTAL CONTRACTS  AND  GILMAN  AND 
COMPANY  CONTRACT. 

Mr.  Cooley,  Chairman,  presented  a re- 
port from  the  Joint  Committee  on  Engi- 
neering and  Finance,  transmitting,  in 
duplicate,  the  supplemental  contracts 
with  McArthur  Brothers  on  Sections  2 
and  4,  &nd  the  contract  with  Gilman  & 
Company  on  Section  3,  and  recommend- 
ing that  the  President  and  Clerk  be  au- 
thorized and  directed  to  execute  the  same 
on  the  part  of  the  District;  and  the  report' 
was  read. 

Mr.  Cooley,  seconded  by  Mr.  Bolden- 
weck,  moved  that  the  report  be  adopted, 
ordered  printed,  and,  with  enclosures, 
placed  on  file,  the  recommendations  made 
therein  concurred  in,  and  the  President 
and  Clerk  authorized  and  directed  to 
execute,  on  the  part  Of  the  District,  the 
contracts  transmitted. 

On  roll  call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Prendergast,  Russell  and 
Wenter — seven  (7).  Excused  and  not 
voting — Mr.  Kelly— one  (1).  Nays — 
None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed,  and,  with 


enclosures,  placed  on  file,  the  recommen- 
dations made  therein  cohcurred  in,  and 
the  President  and  Clerk  authorized  and 
directed  to  execute,  on  the  part  of  the 
District,  the  contracts  transmitted. 

The  following  is 

THE  REPORT: 

“Chicago,  Nov.  15, 1893. 

To  the  Honorable  the  Board  of  Trustees  of 

the  Sanitary  District  of  Chicago : 

Gentlemen  — In  accordance  with  the 
action  of  your  Honorable  Body  of  Octo- 
ber 25,  1893,  supplemental  contracts  have 
been  prepared  between  McArthur  Broth- 
ers and  this  District  for  the  completion 
of  the  Work  on  Sections  two  (2)  and  four 
(4),  and  the  same  have  been  executed'  by 
said  McArthur  Brothers,  and  the  consent 
of  the  sureties  upon  the  bonds  for  the  or- 
iginal contracts  has  been  obtained  to  the 
contracts  as  modified  by  the  supplemen- 
tal agreements.  Said  agreements  are 
herewith  submitted  and  we  recommend 
that  the  President  and  Clerk  be  author- 
ized and  directed  to  execute  the  same  bn 
the  part  of  the  District. 

The  contract  for  the  work  on  Section 
three  (3),  let  to  Gilman  and  Company  by 
direction  of  your  Honorable  Body,  has 
been  prepared  and  has  been  executed  bv 
them  together  with  proper  bond,  and 
same  is  herewith  submitted,  and  we  rec- 
ommend that  the  President  and  Clerk 
be  authorized  and  directed  to  execute 
same  on  the  part  of  the  District. 

Respectfully  submitted, 

(Signed)  B.  A.  Eckhart, 

Wm.  Boldenweck, 

W.  H.  Russell, 

John  J.  Altpeter, 

joint  Committee  on  Engineering  and  Fi« 

nance.’’' 

(Accompanied  by  three  (3)  contracts.) 

COMPLETION  OF  RIVER  DIVERSION  AND 

LEVEES  AT  VARIOUS  POINTS  BETWEEN 
SUMMIT  AND  ROMEO  ROAD. 

Mr.  Cooley,  Chairman,  presented  a re- 
port from  the  Joint  Committee  on'Engi- 
neering  and  Finance,  with  reference  to 
the  completion  of  the  River  Diversion 
and  levees  at  various : points  between  the 
spillway  at  Summit  and  the  Romeo  road, 
and  recommending  that  the  Chief  Engi- 
neer be  authorized  and  directed  to  have 
certain  work  done,  as  provided  in  the 
report;  and  the  report  was  read. 

Mr,  Cooley,  seconded  by  Mr.  Altpeter, 
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moved  that  the  report  be  adopted,  or- 
dered printed  and  placed  on  fiie,  the 
recommendations  made  therein  con- 
curred in,  and  the  Qhief,  Engineer  author- 
ized and  directed  to  have  certain  work 
done,  as  provided  in  the  report. 

On  roll  call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Cooley.  Eckhart,  Kelly, 
Prendergast,  Russell  and  Wenter — seven 
(7).  Excused  and  not  voting — Mr. 
Bolden  week — one(l).  Nays — None 

Upon  w^hich  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  the  recommendations  made  therein 
concurred  in,  and  the  Chief  Engineer 
authorized  and  directed  to  have  certain 
work  done,  as  provided  in  the  report. 

The  following  is 

THE  REPORT: 

“Chicago,  Nov.  15,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  ChicaQo: 

Gentlemen— The  Joint  Committee  on 
Engineering  and  Finance,  in  conference 
with  the  Chief  Engineer,  the  Superin- 
tendent of  Construction  and  the  Attor- 
ney, have  considered  various  matters  re- 
quired to  complete  the  River  Diversion 
and  the  levee  separating  same  from  the 
Main  Channel  between  the  spillway 
above  Summit  and  the  Romeo  road,  and 
submits  the  following  for  the  considera- 
tion of  the  Board: 

The  work  of  excavation  is  substantial- 
ly completed,  and  the  water  can  be 
turned  through  the  River  Diversion 
throughout  its  entire  length,  before  the 
end  , of  the  month.  The  embankment 
and  levee  on  the  southerly  side  is  insuffi- 
cient in  several  particulars,  and  the  fol- 
lowing recommendations  are  made: 

Section  F.  That  the  Chief,  Engineer  be 
authorized  to  remove  the  loose  rock  and 
other  material  as  may  be  necessary  above 
and  below  the  spillway,  the  work  to  be 
done  at  cost  and  ten  (10)  per  cent  by  the 
agent  employed  in  budding  the  spill  way. 

Sections  A and  B.  That  in  view  of 
the  probable  delay  in  completing  the 
river  levee,  that  the  Chief  Engineer  be 
instructed  to  raise  all  low  places  in  the 
Canal  bank  to  the  probable  height  of 
next  season’s  floods,  and  to  raise  the  road 
between  thecanal  and  river  to  the  height 
determined  for  said  roadway,  so  as  to 
answer  the  purpose  of  a cross-levee,  or 
in  lieu  thereof,  to  build  a suitable  cross- 
levee immediately  above  said  highway, 
all  of  said  work  to  be  done  by  ths  con- 


tractors for  Sections  A and  B,  at  cost  and 
ten  (10)  per  cent. 

Section  1.  That  the  Chief  Engineer  be 
instructed  to  establish  a levee  line  along 
he  southerly  side  ot  the  river,  from  the 
tlevee  now  constructed  opposite  Colum- 
bia Park  to  the  Willow  Springs  bridge, 
and  to  remove  the  point  on  the  south 
side  above  the  River  Diversion  opposite 
Columbia  Park,  and  place  the  material 
excavated  in  the  easterly  extension  of 
the  levee. 

Sections  5.  6 and  7.  That  the  Chief 
Engineer  is  hereby  instructed  to  require 
the  contractors  for  Sections  five  (5).  six 
(tf)  and  seven  (7)  to  forthwith  complete 
the  levee  on  these  sections  to  the  stand- 
ard height  and  character,  as  in  his  judg- 
ment may  be  required,  and  in  the  event 
of  their  failure  to  immediately  comply 
with  his  requirements,  to  employ  * the 
necessary  force  without  delay,  to  com- 
plete the  same  as  soon  as  practicable. 

Section  10.  That  the  Chief  Engineer 
direct  the  contractor  for  Section  ten  (10) 
to  make  the  embankment  on  said  section 
water  tight  by  means  of  a suitable  core, 
and  to  raise  the  same  to  standard  grade 
as  may  be  required,  the  same  to  be  done 
at  cost  and  ten  (10)  per  cent 

Section  11.  That  the  Chief  Engineer 
direct  the  contractor  for  Section  eleven 
(11)  to  make  the  embankment  water- 
tight and  of  standard  height  so  far  as 
now  extended,  in  the  manner  provided 
for  in  Section  ten  ( 10) 

Sections  11  and  12.  That  the  Chief 
Engineer  direct  that  the  embankment  in 
Sections  eleven  (11)  and  twelve  (12)  be 
continued  at  once  to  the  Romeo  road,  a3 
provided  in  the  contract,  the  same  to  be 
of  the  standard  grade  and  proportions, 
and  that  he  cause  to  be  placed  therein  a 
suitable  core  or  filling,  so  as  to  make  the 
same  water-tight  and  suitable  for  the 
purposes  of  a Jevee,  the  cost  of  said  core 
or  filling  to  be  paid  for  by  the  District  at 
actual  cost  and  ten  (10)  per  cent,  pro- 
vided that  the  core  or  filling  be  first  con- 
structed and  suitably  rip-rapped,  so  as  to 
answer  the  purpose  of  a levee,  the  em- 
bankment to  be  completed  as  specified, 
at  the  cost  of  the  contractor. 

That  the  Chief  Engineer  be  authorized 
to  employ  the  Western  Stone  Company 
to  rip  rap  and  ballast  the  railway  em- 
bankment and  grade  at  the  county  line, 
the  same  to  be  paid  for  at  actual  cost. 

With  the  exception  of  the  levee  on 
Section  A.  the  Committee  believes  that 
all  other  matters  in  connection  with  the 
River  Diversion  levee  have  been  pro- 
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vicled  for,  and  that  it  only  remains  for 
the  Engineering  Department  to  see  that 
all  the  work  remaining,  as  well  as  that 
herein  recommended,  is  dilligently 
pushed  to  completion  before  the  ground 
shall  be  frozen  and  work  of  this  kind 
rendered  impracticable. 

It  is  probable  that  some  minor  work  of 
no  great  extent  will  be  required  in  clear- 
ing up  the  rivef  bed  on  Sections  three  (3) 
and  five  (5),  and  in  clearing  away  timber 
where  the  same  may  obstruct  the  river, 
and  it  is  recommended  that  authority  be 
given  the  Engineer  to  do  such  minor 
work  mentioned  herein  as  in  his  judg-. 
ment  may  be  required. 

Very  respectfully  submitted, 

(Signed)  L.  E.  Cooley. 

Chairman. 

B.  A.  Eckhart, 
Thomas  Kelly, 

W.  H.  Russell, 

John  J.  Altpeter, 

Joint  Committee  on  Engineering  and 

Finance .” 

RAISING  OF  DISTRICT  BRIDGES  OVER 
CANAL. 

The  Clerk  presented  a communication, 
addressed  to  President  Wenter  by  Gen- 
eral Superintendent  John  Ryan,  of  the 
Illinois  and  Michigan  Canal,  with  refer- 
ence to  the  raising  of  the  Swift,  Griffin 
& Connelly  and  Piper  bridges  over  the 
Canal,  which  are  now  owned  by  the  Dis- 
trict; and  the  report  was  read. 

Mr.  Bolden  week,  seconded  by  Mr. 
Cooley,  moved  that  the  communication 
be  ordered  printed  and  referred  to  the 
Chief  Engineer  and  Attorney,  with  di- 
rections to  report  back  to  the  Board. 

The  motion  prevailed,  and  the  com- 
munication was  ordered  printed  and  so 
referred. 

The  following  is 

the  communication. 

“Lockport,  111.,  Nov.  11, 1893. 

j Hon.  Frank  Wenter,  President  Drainage 

Board,  Chicago,  Ills.: 

Dear  Sir — Will  you  kindly  give  your 
personal  attention  to  having  the  three  (3) 
bridges  raised  we  notified  you  about  last 
spring,  viz:  Swift’s,  Griffin  & Connelly’s 
and  Piper’s. 

They  must  be  raised  at  a height  not 
less  than  two  and  one-half  (2'/2) feet  each, 
and  strengthened  by  placing  befits  under- 


neath, and  generally  repaired  in  a good 
workmanlike  manner  so  as  to  not  inter- 
fere with  navigation,  and  that  the  work 
therein  meet  w'ith  my  approval. 

The  Canal  Commissioners  have  ordered, 
me  to  see  that  said  bridges  are  raised, 
etc.,  without  further  delay. 

Yours  truly, 

(Signed)  JohnJRyan, 

Gen'l  Supt.” 

communication  from  mc’keown,  sto- 

WELL  & COMPANY. 

The  Clerk  presented  a communication 
from  Messrs.  McKeown,  Stowed  & Com- 
pany, bidders  on  Sections  2,  3 and  4 of 
the  Main  Channel,  with  reference  to  the 
rejection  of  their  bids. 

Mr.  Boldenweck,  seconded  by  Mr.  Alt- 
peter, moved  that  the  communication  be 
referred  to  the  Committee  on  Judiciary 
and  the  Attorney  without  reading. 

The  motion  prevailed  unanimously, 
and  the  communication  was  ordered  so 
referred,  without  reading. 

PAYMENT  OF  DAMAGES  ON  DEATH  OF 
JOHN  KERN. 

Mr.  Kelly  presented  an  order,  author- 
izing and  directing  the  Clerk  to  pay,  on 
the  voucher  of  the  Attorney,  to  Wm. 
Hass,  Administrator  for  the  estate  of 
John  Kern,  deceased,  certain  money  in 
full  payment  of  all  claims  against  the 
District,  on  account  of  the  death  of  said 
John  Kern,  deceased  ; and  the  order  was 
read. 

Mr.  Kelly,  seconded  by  Mr.  Bolden- 
weck, moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter.  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Prendergast,  Russell  and 
Wenter— eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Clerk  authorized  and 
directed  to  pay,  on  the  voucher  of  the 
Attorney,  to  Wm.  Haas,  Administrator 
for  the  estate  of  John  Kern,  deceased, 
certain  money  in  full  payment  of  all 
claims  against  the  District,  on  account 
of  the  death  of  said  John  Kern,  deceased, 

The  following  is 

the  order: 

“Whereas,  A claim  has  been  made 
against  this  District  by  William  Haas, 
the  '.administrator  of  the  estate  of  John 
Kern,  deceased,  for  damages  for  causing 
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the  death  of  said  deceased,  and  the  Joint 
Committee  on  Engineering  and  Finance, 
together  with  the  Attorney,  have  care- 
fully investigated  the  circumstances  at- 
tending the  death  of  said  Kern  and  have 
fully  considered  the  validity  of  the 
grounds  upon  which  said  claim  for  dam- 
ages is  based,  and  have  concluded  that  it 
would  be  advantageous  for  the  District 
to  compromise  said  claim  upon  the  terms 
finally  proposed  rather  than:  await  the  re- 
sult of  an  action  at  .law,  now  therefore 
be  it 

Ordered , That  the  Clerk  be  and  he  is 
hereby  authorized  and  directed  to  pay, 
upon- the  vouchers  of  the  Attorney,  to 
William  Haas,  Administrator  of  the  es- 
tate of  John  Kern,  deceased,  the  sum  of 
seven  hundred  and  fifty  ($750.00)  dol- 
lars in  full  payment  of  all  claims  for  dam- 
ages against  the  Sanitary  District  of  Chi- 
cago for  causing  the  death  of  said  John 
Kern.” 


ADJOURNMENT  TO  SPECIAL  TIME. 

Mr.  Kelly  stated  that  it  had  been  re- 
ported that  the  McCormick  Construction 
Company  had  abandoned  the  work  on 
Section  14  of  the  Main  Channel,  and  in 
order  to  allow  the  Board  to  investigate 
and  take  action  on  the  same,  he  moved, 
seconded  by  Mr.  Boidenweck,  that  when 
the  Board  adjourn,  it  do  adjourn,  to 
meet  Friday,  November  17,  1893,  at  2 
o’clock  P.  M. 

The  motion  prevailed  unanimously, 
and  it  was  so  ordered. 

ADJOURNMENT. 

On  motion  of  Mr,  Boidenweck,  sec- 
onded by  Mr.  Kelly,  the  Board  then  ad- 
journed, to  meet  Friday,  November  17, 
1893.  at  2 o’clock  P.  M.,  pursuant  to 
motion. 

Thos.  F.  Judge, 

Cleric: 


ADJOURNED  MEETING. 


The  adjourned  session  of  the  one  hun- 
dred and  ninety-sixth  regular  meeting  of 
the  Board  of  Trustees  of  the  Sanitary 
District  of  Chicago  was  Jield  in  their 
rooms,  Rialto  Building,  Friday,.  Novem- 
ber 17,  1893,  at  2 o’clock  P.  M.,  pursuant 
to  motion. 

President  Wenter  called,  the  Board  to 
order. 

On  roll-call  Messrs.  Altpeter,  Cooley, 
Eckhart,  Kelly,  Russell  and  Wenter — 
six  (6)  members  were  present. 

RECESS. 

Mr,  Eckhart,  seconded  by  Mr.  Cooley, 
moved  that  th9  Board  take  a recess,  for 
forty  (40)  minutes,  reassembling  at  2:40 
o’clock  P.  M.  the  same  day. 

The  motion  prevailed  unanimously, 
and  it  was  so  ordered. 


On  reassembling  at  the  close  of  the  re- 
cess at  2:40  o’clock  P.  M.  the  same  day, 
on  roll-call  Messrs.  Altpeter,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Russell  and 
Wenter— seven  (7)  members  were  present. 

REGULAR  ORDER  OF  BUSINESS. 

Mr.  Cooley,  seconded  by  Mr.  Eckhart, 


moved  that  the  regular  order  of  business 
be  taken  up. 

The  motion  prevailed  unanimously,  and 
it  was  so  ordered. 

ABANDONMENT  OF  WORK  ON  SECTION  14. 

The  Clerk  presented  two  reports  from 
the  Chief  Engineer,  stating  that  the  work 
on  Section  14  of  the  Main  Channel,  for 
which  the  McCormick  Construction  Com- 
pany are  contractors,  had  been  aban- 
doned, and  the  entire  outfit  was  in  the 
possession  of  the  Sheriff,  and  further 
stating  that  the  amount  due  and  unpaid 
the  said  Company  for  work  done  up  to 
November  14,  1893;  and  the  reports  were 
read. 

Mr.  Kelly,  seconded  by  Mr.  Eckhart, 
moved  that  the  two  reports  be  ordered 
printed  and  placed  on  file. 

The  motion  prevailed  unanimously 
and  it  was  so  ordered . 

The  following  are 

THE  REPORTS: 

“Chicago,  Nov.  15,  1893. 

To  the  Honorable  the  Board  of  Trustee 0 

of  the  Sanitary  District  of  Chicago  ; 

Gentlemen — I am  advised  fhat  work 
is  at  a stand  still  on  Section  No.  14.  The 
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McCormick  Construction,.  Company  has 
given  chattel  morgages  to  creditors  cover- 
ing their  entire  outfit  of  machinery  and 
appliances.  These  mortgages  have  been 
foreclosed  and  the  property  is  now  in  the 
hands  of  the  Sheriff.  Moreover,  this  is 
the  regular  pay  day  upon  the  work  and 
there  is  no  provision  made  for  the  pay- 
ment of  the  men,  who  have  not  been 
paid  for  the  month  of  October.  Mr.  Mc- 
Cormick advised  the  police  at  Romeo 
ahout  2 o’clock  last  night  that  he  had 
been  held  up  and  robbed  of  a large  sum 
of  money.  After  consultation  with  Pres- 
ident; Wenter  about  this  matter  I bring 
the  subject  to  your  attention  and  recom- 
mend that  immediate  steps  be  taken  to 
pay  the  men  what  is  due  them,  as  soon 
as  the -amounts  can  be  ascertained. 

An  estimate  fbr  work  done  up  to  No-, 
vember  14  will  be  returned  as  soon  as  it 
can  be  made  up.  This  estimate  will 
probably  foot  up  $7,000,  which  may  prove 
a sum  sufficient  to  meet  all  labor  claims. 

Respectfully  submitted, 

(Signed^)  Tsham  Randolph, 

Chief  Engineer .” 


•Chicago,  Nov.  17, 1893. 

To  the  Honorable  the  Bocrrd  of  Trustees  of 
the  Sanitary  District  of  Chicago: 

Gentlemen— The  actual  measurements 
made  on  Section  No.  14  show  that  up  to 
the  night  of  November  14th,  the  follow- 
ing quantities  of  material , had  been  re- 


moved: 

Cu.  yds. 

Glacial  Drift 45,300 

Solid  Rock 118,600 

Which  at  the  contract  prices 

amounts  to 895,638  00 

Reservation  12£  per  cent  . . 11,954  75 


883,683  25 

Previous  advances*  74,102  00 


Balance  unpaid.  8 9,581  25 


Respectfully  submitted, 

(Signed)  Isham  Randolph, 

Chief  Engineer.” 

ORDER  FOR  PAYMENT  OF  EMPLOYES  ON 
SECTION  14 

Mr.  Kelly  presented  an  order  author- 
ing and  directing  the  Clerk  to  pay  out 
of  moneys  now  in  his  hands  as  Emer- 
gency Fund,  the  net  amounts  due  the 
men  as  shown  on  the  pay-rolls  of  the 


McComick  Construction  Company  for 
the  month  month  of  October;  1893,  and 
up  and  including  November  14, 1893;  and 
the  order  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Eckhart, 
moved  the  adoption  of  the  order. 

On' roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Cooley,  Eckhart,  Gil- 
more, Kelly,  Russell  and  Wenter — seven 
(7).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Clerk  authorized  and 
directed  to  pay  the  employes  of  the 
McCormick  Construction  Company,  out 
of  emergency  fund,  as  prpvided  in  the 
order.  - 

The  following  is 

the  order: 

“ Ordered , That  the  Clerk  of  the  Dis- 
trict be  and  he  is  hereby  authorized  and 
directed  to  pay  out  of  the  moneys  in  his 
hands,  drawn  upon  his  own  vouchers  as 
an  emergency  fund,  the  net  amounts 
shown  upon  the  pay-rolls  for  the  month 
of  October,  .1893,  of  the  McCormick  Con- 
struction Company  for  work  on  contract  j 
Section  fourteen  (14) — said  pay-rolls  hav- 
ing been  prepared  by  representatives  of. 
said  McCormick  Construction  Company, 
and  being  now  in  the  hands  of  said 
Clerk,  and  that  the  Clerk  be  authorized 
and  directed  to  have  said  laborers  receipt 
oh  said  pay  rolls  for  the  amount  so  paid 
them,  and  it  is  also  further 

Ordered,  That  the  Clerk  be  and  he  is 
hereby  authorised  and  directed  to  pay 
but  of  said  emergency  fund  the  net 
amounts  due  the  laborers  on  said  con- 
tract. section  for  the  work  on  said  sec- 
tion during  the  month  of  November, 
up  to  and  including  November  14, 
1893,  the  amounts  shown  to  be  due 
on  pay-rolls  to  be  furnished  by  said 
McCormick  Construction  Company,  and 
that  said  Clerk  be  authorized  to  have 
said  laborers  receipt  for  said  amount  on 
said  pay-rolls,  provided  the  sum  total  of 
the  amounts  paid  out  on  3aid  pay-rolls 
shall  not  exceed  $9,581.25,  and  provided 
further,  that  said  amounts  so  paid  shall 
be  retained  out  of  any  money  due  or  to 
become  due  said  McCormick  Construc- 
tion Company.” 

M'CORMICK  CONSTRUCTION  COMPANY  TO 
BE  SERVED  WITH  NOTICE  OF  INTEN- 
TION TO  FORFEIT  CONTRACT. 

Mr.  Cooley  presented  an  order,  direct- 
ing the  Clerk  to  serve  on  the  McCormick 
Construction  Company,  contractors  on 
Section  14,  notice  as  provided  in  the. 
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order,  with  reference  to  the  forfeiture  of 
its  contract  for  said  section;  and  the 
order  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Kelly, 
moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood:  Yeas — 

Messrs.  Altpeter,  Cooley,  Eckhart,  Gib 
more,  Kelly,  Russell  and  Wenter — seven 
(7).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  Clerk 
directed  to  serve  notice  on  the  McCormick 
Construction  Company,  as  provided  in 
the  order. 

The  following  is 
> THE  ORDER: 

“ Ordered , That  the  Clerk  of  this  Dis- 
trict be  and  he  is  hereby  directed  to 
serve  at  once  upon  the  McCormick  Con- 
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struction  Company,  contractors  for  See 
tion  14,  the  following  notice: 


Jo  the  McCormick  Construction  Co.: 

You  are  hereby  notified  that  there  has 
been  a substantial  failure  on  your  part  to 
comply  with  the  requirements  of  your 
contract  with  the  Sanitary  District  for 
Contract  Section  fourteen  (14)  bearing 
date  the  12th  day  of  July,  1892,  as  to  the 
progress  of  the  work  done  by  you  under 
said  contract,  and  that  this  notice  is 
served  upon  you  under  the  provisions  of 
said  contract  for  the  purpose  of  laying 
the  foundation  for  the  forfeiture  of  said 
contract.” 


ADJOURNMENT. 

On  motion  of  Mr.  Eckhart,  seconded 
by  Mr.  Kelly,  the  Board  then  adjourned. 

Thos.  F.  Judge, 
Clerk. 
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PROCEEDINGS 

—OF  TIIE— 

Board  of  Trustees, 

—OF  THE— 

Sanitary  District  of  Chicago, 


NOVEMBER  22,. 1893. 


OFFICIAL  RECORD. 

(Published  by  authority  of  the  Board  of  Trustees  I 
of  the  Sanitary  District  ofChimyo.) 


REGULAR  MEETING. 

The  one  hundred  and  ninety-seventh 
regular  meeting  of  the  Board  of  Trus- 
tees of  the  Sanitary  District  of  Chicago 
was  held  in  their  rooms,  Rialto  Building, 
Wednesday,  November  22,  1893,  at  2 
o’clock  P.  M. 

President  Wenter  called  the  Board  to 
order. 

On  rojl-call  Messrs.  Altpeter,  BoJden- 
weck,  Cooley,  Eckhart,  Kelly,  Russell 
and  Wenter— seven  (7)  members,  wete 
present. 

MINUTES. 

Mr.  Cooley,  seconded  by  Mr.  Bolden 


[ week,  moved  that  action  on  the  minutes 
I of  the  regular  meeting,  held  November 
: 15,  1893,  and  the  adjourned  meeting, 
held  November  17,  1893,  be  deferred. 

The  motion  prevailed  unanimously, 
and  it  was  so  ordered. 


VOUCHERS. 

The  Clerk  presented  the  following 
vouchers: 

PA.Y  ROLLS. 

Eng.  Dept,  Div.  No.  1, 

(naif  month,  ending 

Nov.  15,  1898) $ 2 524  86 

Eng.  Dept.,  Div.  No.  I, 
trainmen,  (half 
month,  ending  Nov. 

15,  1893) 116  00 

Eng.  Dept.,  Div.  No.  1, 
tow  path. (half  month 
ending  Nov.  15,1893).  254  50 
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Eng.  Dept.,  Div.  No.  2, 
(half  month,  ending 

Nov.  15,- 1893 ) $ 

Eng.  Dept.,  Div.  No.  3, 
(half  month,  ending 

Nov.  15. 1898) 

Eng.  Dept.,  Div.  No.  4, 
(half  month,  ending 

Nov.  15,  1898) 

Eng.  Dept.,  Div.  No.  4, 
Time-keepers, . (half 
month,  ending  Nov. 
15,1893),............. 

Clerical  Dept.,  office 
roll, (half  month,end- 
ing  Nov.  15,1893).... 
Law  Dept.,  office  roll, 
(half  month,  ending 

Nov.  15, 1893) 

Police  Dept.,  field,  roll, 
(half  month,  ending 
Nov.  15, 1893).. 4 

Total 


795  80 
829  25 
107  50 

285  07 

$ 4,912  98 

137  50 

102  50 

1,381  84 
$ 8,514  82 


ENGINEERING  DEPARTMENT. 
' C&iistruction  Accountr— 


McArthur  Bros.  (Sec.  2, 

IVnv.  IK  ’93 » ( 


McArthur  Bros.  (Sec 4, 

Nov.  16,  ’93) 5,230  75 

Agnew  & Co.  (Sec.  5, 

Nov.  16,  ’93) 5,551  87 

Agnew  & Co.  (Sec.  6, 

Nov.'  16,  ’93).'. . . , 3,898  12 

Agnew  & Co.  {Sec.  7, 

Nov.  16,  ’93) 6,958  62 

Agnew  & Co.  (Sec.  8, 

Nov.  16,  ’93) 4,120  59 

Agnew  & Co.  (Sec.  9, 

Nov.  16,  ’93) 6,095  95 

E.  D.  Smith  & Co.  (Sec. 

10,  Nov.  16, ’93)......  15,190  00 


Mason,  Hoge  & Co. 

(Sec.  11.  Nov.  16,  ’93).  9,638  78 
Mason,  Hoge  & Co. 

(Sec.  12,  Nov.  16,  ’93).  8,598  63 

Mason,  Hoge  & Co. 

(Sec.  13,  Nov.  16, ’93).  12,885  03 
Heldmaier  & Neu,  (Sec. 


A,  Nov.  16, ’93) ' 9 331  69 

Heldmaier  & Neu,  (Sec. 

B,  Nov.  16, ’93) 4,854  70 

Western  Dredging 

and  Impt.  Co.  (Sec.  0, 

Nov.  16,  ’93)...  .*.....  5 792  25 

E.  D.  smith  &■  Co.  (Sec. 

D,  Nov.  16,  ’93) 2 629  73 

Streeter  & Kenefiek, 

(Sec.  E,  Nov.  16,  '93).  8,C0'6  55 

Kicker,  Lee  & Co. 

(Sec.  F,  Nov.  16,  ’93).  7,240  40 


Chicago  Edison  Co.  (re- 
pairs, etc., $ 90  29 

F airbauks,  Morse  & Co. 

(cement  moulds)..  . 17  50 

$ 216  99 

CLERICAL  DEPARTMENT. 

C.  F.  W.  Junge,  (post- 
age stamps) 25  00 

LAW  DEPARTMENT.^ 

WvckolT,  Seamans  & , 

Benedict,  (repairing 

machine') ...$  3 00 

Orrin  N.  Carter,  (ex- 
pense)  ,9  08 

Thos.  B.  Lantry,  (ex- 
pense)  5 83 

1 $ 17  91 

GENERAL  ACCOUNT. 

The  Inter  Ocean , (ad- 
vertising Secs.  G to  _ 

M) $ lflo 

The  Engineering  News 
Pub.  Co.  (advertising 

Secs.  G to  M) 129  60 

Chicago  Edison  Co. 

(electric  lighting) ...  36  99 

Steamer  “City  of  Peo- 
ria,” (expense,  Illi- 
nois Valley  trip) 647  pO 

$ 825  34 

POLICE  DEPARTMENT. 

Marshall  Field  & Co. 

(blankets) $ 54  70 

Edward  Williams,  (ex- 
pense)  56  00 

$ HO  70 


Grand  total $126.582  22 


Mr.  Boldenvveck,  seconded  by  Mr. 
Russell,  moved  that  the  vouchers,  as  read 
and  shown  above,  be  approved  and  or- 
dered paid. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Bolden  week,  Cooley, 
Eckhart,  Kelly,  Russell  and  Wenter— 

seven  (7).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the 
vouchers,  as  rea'd  and  shown  above,  ap- 
proved and  ordered  paid. 

By  unanimous  consent,  Mr.  Russell 
was  excused  from  the  meeting. 

REQUISITIONS. 


ENGINEERING  DEPARTMENT. 


Cameron,  A m berg  A 


Co.  (stationery) $ 

97  95 

Geo.  E.  Marshall  «&  Co. 

(stationery) 

6 00 

Keen  & DeLang,  (sta- 

tionery)  

5 25 

The  Clerk  presented  the  following 
requisition: 

No.  917.  Police  Department,  (wag- 
on and  sundry  supplies) $400  00 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  Requisition  No.  917,  for 
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the  Police  Department,  as  read  and 
shown  above,  be  allowed.' 

On  'roll- call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly  and  Wenter— six  (6). 
Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  Reouisi- 
and  No.  917,  for  the  Police  Depart- 
ment, as  read  and  shown  above*  allowed. 

WEEKLY  REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report,  in  ac- 
cordance with  the  rules,  showing4  the 
number  of  persons  in  the  employ  of  the 
District,  with  the  exception  of  the  Engi- 
neering Department,  for  the  Week  end- 
ing November  18,  1893. 

The  same  was  read,  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

ThE  REPORT: 

“Chicago,  Nov.  22,  1893. 

To  the  Honorable  the  Board  of  Trustees 

oj  the  Sanitary  District  of  Chicago: 

Gentlemen — I beg  leave  to  report  here- 
with the  number  of  employes  in  6ach 
department  for  the  week-ending  Novem- 
ber 18,  1893,  as  the  same  have  been  re- 
ported to  mo: 


Clerical  Department 4 

Treasury  Department. 1 

Law  Department 8 

Police  Department 36 

Total  employes 49 


Up  to  this  writing,  no  report  has  been 
received  from  the  Engineering  Depart- 
ment as  to  the  force  employed  therein. 

Respectfully  submitted", 

(Signed)  Thos.  F.  Judge, 

Clerk” 

PURCHASE  OF  “LIVINGSTON”  AND 
“BERNDT”  LAND. 

Mr.  Eckhart,  Chairman,  presented  a re- 
port from  the  Joint  Committee  on  Finance 
and  Engineering,  with  reference  to  the 
purchase  from  Frances  Livingston,  Rob- 
ert Berndt,  Augusta  Berndt,  Adolph  J. 
Sabath  and  the  Aurora  Brewing  Com- 
pany, of  certain  right  of  way  lands  in 
Cook  County,  and  authorizing  and  direct- 
ing the  Clerk  to  pay  for  the  said  right  of 
way  lands,  on  the  voucher  of  the  Attor- 
ney, as  provided  in  the  report;  and  the 
report  was  read. 


Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  adopted,  or- 
dered printed  and  placed  on  file,  the 
recommendations  made  therein  con- 
curred in,  and  the  Clerk  authorized  ;,and 
directed  to  pay  to  said  Frances  Livingston, 
Robert  Berndt,  Augusta  Berndt,  Adolph 
J. ‘Sabath  and  the  Aurora  Brewing  Com- 
pany, on  the  vouchers  of  the  Attorney, 
for  the  said  right  of  way  lands,  as  pro- 
vided in  the  report. 

On  roll-call  the  vote  stood:  Yeas — 

Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly  and  Wenter— six  (6). 
Nays— None. 

- Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  the  recommendations  made  therein 
concurred  in,  and  the  Clerk  authorized 
and  directed  to  pay  to  Francis  Livings- 
ton, Robert  Berndt,  Augusta  Bemdfc, 
Adolph  J.  Sabath  and  the  Aurora  Brew 
ing  Company,  on  the  vouchers  of  the  At- 
torney, for  the' said  right  of  way  lands, 
as  provided  in  the  report. 

The  following  is 

THE  REPORT: 

“Chicago,  Nov.  23,  1893, 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago. 

Gentlemen— The  Joint  Committee  on 
Finance  and  Engineering  have  reached 
an  agreement  with  Frances  Livingston 
for  the  purchase  from  her  for  the  cor- 
porate purposes  of  this  District  pf  the 
lands  hereinafter  described  for  the  sum 
of  four  thousand  eight  hundred  ($4, 800.00) 
dollars. 

With  Robert  Berndt*  Augusta  Berndt, 
Adolph  J.  Sabath  and  Aurora  Brewing 
Co.  for  the  purchase  from  them  for  the 
corporate*  purposes  of  this  pistrict  of 
their  respective  interests# in  the.  lands 
hereinafter  described  for  the  sum  of  one 
thousand  seven  hundred  ($1,700.00)  dol- 
lars. 

Your  Committee  recommend  that  the 
Clerk  of  this  District  be  directed  to  pay, 
on  the  vouchers  of  the  Attorney  to  said 
Frances  Livingston  the  sum  of  four 
thousand  eight  hundred  ($4,800.00)  dol- 
lars, in  full  payment  for  the  following 
described  lands,  to-witr 

Lots  six  (6),  seven  (7),  eight  (8),  nine  (9), 
thirty-nine  (39),  forty  (40),  forty-one  (41), 
forty-two  (42),  forty-three  (43),  forty-four 
(44),  forty- five  (45),  forty-six  (46),  forty- 
seven  (47),  forty-eight  (48),  forty-nine 
(49)  and  fifty  (50)  in  Block  five  (5),  in 
Lichty’s  Subdivision  of  Blocks  four  (4) 
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and  five  (5),  (except  Lots  one  (I)  to  five 
(5),  inclusive  in  Block  five  (5) ) of  Man- 
chester, in  Cook  County,  Illinois,  said 
Manchester  being;  a subdivision  of  that 
part  lying  north  (N.)  of  the  Canal  of  the 
east  half  (E.  £)  of  the  northeast  quarter 
(N.  E.  i)  of  Section  thirty-six  (36),  Town- 
ship thirty-nine  (39)  North,  Range  thir- 
teen (13),  East  of  the  Third  Principal 
Meridian. 

To  Robert  Berndt  the  sum  of  one 
hundred  and  sixty -two  ($162.00)  dollars, 
to  Augusta  Berndt  the  sum  of  five  hun- 
dred ($500.00)  dollars,  to  Adolph  J.  Sabath 
the  sum  of  three  hundred  and  thirty- 
eight  ($388.00)  dollars,  and  to  Aurora 
Brewing  Co.  the  sum  of  seven  hundred 
($700.00)  dollars,  in  full  payment  for  their 
respective  interests  in  and  to  the  follow- 
ing described  lands,  to- wit: 

Lots  one  (l)  and  two  (2)  in  Sabath’s  Re- 
subdivision of  Block  four  (4)  in  Manches- 
ter, in  Cook  County,  Illinois,  said  Man- 
chester being  a subdivision  of  that  part 
lying  north  (N.)  of  the  Canal  of  the  east  i 
(E.  i)  of  the  northeast  quarter  (N.  E. 
of  Section  thirty  six  (36)*  Township 
thirty-nine  (39)  North,  Range  thirteen  (13), 
East  of  the  Third  Principal  Meridian. 

All  of  said  lands  lying  and  being 
situate  in  the  County  of  Cook,  State  of 
Illinois. 

Respectfully  submitted, 

(Signed)  B.  A.  Eckhart, 

Chairman. 

L.  E.  Cooley, 

Wm.  Boldenweck, 
John  J.  Altpeter, 

W.  H.  Russell, 
Thomas  Kelly, 

Joint  Committee  o><  Finance  and  En- 
gineering." » 

PAYMENT  OF  RIVER  DIVERSION  EMPLOYES 
ON  SECTIONS  2,  4 AND  5,  AND  AD- 
VANCE TO  E.  D.  SMITH  & CO.. 

OUT  OF  EMERGENCY  FUND. 

Mr.  Kelly  presented  an  order,  author- 
izing and  directing  the  Clerk  to  advance 
to  McArthur  Brothers’  Company,  agents, 
out  of  the  special  emergency  fund  now 
in  his  hands,  a certain  sum,  as  provided 
in  the  order,  for  the  payment  of  laborers 
and  employes  on  the  River  Diversion  and 
levees,  on  Sections  2,  4 and  5,  said  money 
to  be  paid  on  the  pay-roll  of  November 
15,  1893,  and  to  advance  to  E.  D.  Smith 
& Company  certain  money  from  the 
•ame  fund  for  the  payment  for  materials 


used  and  of  the  employes  on  the  West- 
ern Stone  Company,  Stephens  street  and 
Santa  Fe  bridges,  as  provided  in  the 
order;  and  the  order  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Ecktiart, 
moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly  and  Wenter— six  (6). 
Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Clerk  authorized  and 
directed  to  advance  to  McArthur  Broth- 
ers'. Company,  agents,  .and  to  E.  D. 
Smith  & Co. , certain  moneys  out  of  the 
special  emergency  fund  now  in  his 
hands,  as  provided  in  the  order. 

The  following  is 

the  order: 

“ Ordered , That  the  Clerk  of  this  Dis- 
trict be  and  he  is  hereby  authorized  and 
directed  to  pay  out  of  the  moneys  in  his 
hands,  drawn  upon  his  own  vouchers  as 
an  emergency  fund,  the  pay-roll  of  No- 
vember 15,  1893,  of  employes  working 
upon  the  river  diversion  upon  Sections 
two  (2),  four  (4)  and  fiye  (5),  under  the 
direction  of  McArthur  Brothers  Com- 
pany, agent  of  this  District,  to  the 
amount  of  eighteen  thousand  ($18,- 
000.00)  dollars,  and  that  when  said  pay- 
roll has  been  approved  by  the  Chief  En- 
gineer, the  Clerk,  and  the  Finance  Com- 
rp  ttee  of  the  District,  the  Clerk  shall  re- 
quire said  McArthur  Brothers  Company, 
agents,  to  pay  said  employes  the  amounts 
found  respectively  due  them  on  said  pay- 
roll, and  to  file  with  him  the  receipted 
roll  for  the  same. 

Ordered  further,  That  the  Clerk  be  and 
he  is  hereby  authorized  and  directed  to 
advance  to  E.  D.  Smith  & Company,  out 
of  said  moneys  in  his  hands,  to  the 
amount  of  not  to  exceed  four  thousand 
($4,000.00)  dollars,  the  same  to  be  ap- 
plied by  them  to  the  payment  of  the  pay- 
rolls of  employes  working  upon  the 
Western  Stone  Company  railroad  bridge 
on  Section  ten  ( 10)  and  on  the  Stephens 
street  and  Santa  Fe  Railroad  bridges 
upon  Section  eight  (8),  and  to  the  pay- 
ment of  bills  for  material  used  in  said 
work,  receipted  pay-rolls  and  bills  for 
material  to  be  filed  with  the  Clerk  by . 
said  E.  D.  Smith  •&  Company.’* 

COMMUNICATION  FROM  BONDSMEN  OF  MC- 
CORMICK CONSTRUCTION  COMPANY. 

The  Clerk  presented  a communication 
from  Michael  W.  Ryan  and  Henry  Mc- 
Gurren,  bondsmen  of  the  McCormick 
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Construction  Company,  contractors  on 
Section  14,  offering  to  complete  the  work 
under  the  contract  with  said  Company ; 
and  thq  communication  was  read. 

Mr.  Kelly,  seconded  by  Mr.  Edkhart, 
moved  that  the  communication  be  or- 
dered printed  and  referred  to  the  Joint 
Committee  on  Engineering  and  Fin- 
ance. 

The  motion  prevailed  unanimously, 
and  the  communication  was  ordered 
printed  and  so  referred. 

The  following  is 

THE  COMMUNICAT[ON: 

“ To  the  Honorable  Board  of  Trustees  of 

the  Sanitary  District  of  Chicaqo: 

The  undersigned,  Michael  W.  Rjanand 
Henry  McGursin,  respectfully  represent 
unto  your  Honorable  body  that  by  con- 
tract,* dated  July  12,  1892,  by  and  be- 
tween the  Sanitary  District  of  Chicago 
and  the  McCormick  Construction-  Com- 
pany, a corporation,  etc.,  the  said  Mc- 
Cormick Construction  Company  con- 
tracted and  agreed  to  do  the  work  neces- 
sary to  the  excavation  and  removal  of 
material  from  a portion  of  the  Main 
Drainage  Canal  known  as  Section  14, 
for  the  terms  of  which  contract  the  un- 
dersigned refer  to  the  same;  that  it  was 
required  by  said  contract  that  said  Mc- 
Cormick Construction  Company  should 
give  to  the  said  Sanitary  District  of  Chi- 
cago a penal  bond  in  the  sum  of  $100,000, 
to  secure  its  compliance  with  the  terms 
of  said  contract,  and  that  thereupon  the 
undersigned,  Michael  W.  Ryan  and 
Henry  McGurrin,  together  with  John 
Maloney,  under  date  of  July  12,  1892,  en- 
tered into  such  bond  jointly  with  the 
said  McCormick  Construction  Company, 
which  bond  was  approved  on  the  14th 
day  of  July,  1892,  for  the  particulars  of 
which  bond  the  undersigned  refer  to  the 
original,  on  file  in  the  office  of  this 
Board. 

They  further  represent  unto  your  Hon- 
orable Body  that  on  or  about  the day 

of , 1893,  that  said  McCormick 

Construction  Company  abandoned  work 
under  said  contract,  and  all  its.  tools, 
utensils  and  equipments  were  seized  by 
the  Sheriff  of  Will  County  under  some 
writs  the  exact  nature  of  which  are  un- 
known to  the  undersigned,  and  they  are 
informed  that  this  Board  has  taken  ac- 
tion looking  to  the  forfeiture  of  said  con- 
tract. 

The  undersigned  further  represent  that 
they  recognize  their  obligation  under  said 


bond,  and  that  they  are  able,  willing 
and  ready  to  do  all  work  described  in  said 
contract  and  not  heretofore  performed, 
at  a cost  not  greater  than  the  proportion- 
ate amount  which  the  said  work  so  per- 
formed bears  to  the  entire  work  agreed 
to  be  done  under  said  contract,  and  with- 
in the  time  limited  by  said  original  con- 
tract, and  to  save  and  indemnify  the  sai  d 
Drainage  District  of  Chicago  and  the  said 
Board  harmless  and  indemnified  against 
any  loss  whatever  upon  said  work,  and 
they  further  represent  that  to  that  e nd 
thej  aren-eady,  willing  and  able  to  give 
further  and  other  bonds  if  this  Board 
shall  so  elect,  or  such  other  securities  .as 
may  to  this  Board  seem  proper  and  right 
in  the  premises. 

They  accordingly  respectfully  submit 
to  your  Honorable  Board  that  by  reason 
of  the  premises,  it  would  be  proper  and 
equitable  that  they  be  permitted  to  so 
protect  themselves  from  loss  an,d  dam- 
age by  reason  of  the  existence  of  said 
bond,  provided  that  said  bond  is  so  in 
demnified  that  no  loss  can  accrue  to  said 
Drainage  District  thereby. 

They  therefore  respectfully  ask  that 
this  Honorable  Board  enter  into  such 
agreement  wfith  the  undersigned  as  will 
permit  them  to  complete  said  w^ork  and 
to  receive  payment  therefor  on  the  basis 
above  set  forth.  They  would  further  in- 
vite this  Board  to  make  such  thorough 
and  searching  investigation  as  to  them 
may  seem  proper,  as  to  the  ability  of  the 
undersigned  to  perform  that  which  they 
above  propose,  and  also  as  to  the  sufficien- 
cy of  such  securities  as  they  may  offer, 
providing  this  Board  shall  require 
them. 

(Signed)  Michael  W.  Ryan, 

Henry  McGurren.” 

COMMUNICATION  FROM  AGNEW  & CO.,  ON 
LEYEE  ON  SECTIONS  6 AND  7. 

The  Clerk  presented  a communication 
from  Agnew  & Company,  with  reference 
to  levee  along  the  River  Diversion  on 
Sections  6 and  7,  calling  the  attention  of 
the  Board  to  the  composition  and  condi- 
tion of  the  said  levee;  and  the  commu- 
nication was  read. 

Mr.  Bolden  week,  seconded  by  Mr.  Eck- 
hart,  moved  that  the  communication  be 
ordered  printed  and  referred  to  the  Joint 
Committee  on  Engineering  and  Fin- 
ance. 

The  motion  prevailed  unanimously, 
and  the  communication  was  ordered 
printed  and  so  referred. 
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The  following  ir 

. TIIE  COMMUNICATION: 

“Lemont,  111.,  Nov.  15,  1898. 

To  the  Honorable  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago : 

Gentlemen— The  attention  of  the 
Trustees  of  the  Sanitary  District  of 
Chicago  is  respectfully  requested  to  the 
fact  that  the  levee  along  tne  river  diver- 
sion of  our  contracts  for  Sections  6 and  7 
is  largely  composed  of  organic  matter 
which,  in  the  event  of  high*  water  or 
Hood  conditions  of  the  Desplaines  River, 
is  likely  to  be  damaged,  and  we  re- 
spectfully suggest  to  the  Trustees  the 
wisdom  of  providing  some  protection 
against  such  conditions,  as  we  disclaim 
any  responsibility  under  our  contracts  to 
maintain  these  levees,  once  we  have 
brought  them  to  grade,  whether  fhe  in- 
jury to  these  levees  arises  from  the  action 


of  freshets,  from  direct  rains,  or  other 
like  cause.  We  have  noticed  on  Section 
6 that  In  several  places  where  we  had 
brought  the  levee  to  grade  it  has  shrunk 
because  of  its  character  and  has  been 
washed  away  by  rains,  so  that,  to-day  it 
is  nearly  three  feet  below  grade.  We  do 
not  think  it  is  our  duty  to  make  good 
these  injuries. 

Respectfully  yours, 

(Signed)  Agnew  & Co. 

Ricard  O'S.  Burke, 

Chief  Engineer ” 
ADJOURNMENT. 

On  motion  of  Mr.  Kelly,  seconded  by 
Mr.  Boldenweck,  the  Board  then  ad- 
journed. 

Thos.  F.  Judge, 
Clerk . 
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PROCEEDINGS 

—-OF  THE— 

Board  of  Trustees, 

—Of  THE— 

Sanitary  District  of  Chicago. 


NOVEMBER  29,  1893. 


OFFICIAL  RECORD. 

,< Published  by  authority  of  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago.) 


REGULAR  MEETING. 

The  one  hundred  and  ninety-eighth 
regular  meeting  of  the  Board  6 tf  Trus- 
tees of  the  Sanitary  District  of  Chicago 
was  held  in  their  rooms,  Rialto  Building, 
Wednesday,  November  29,  1893,  at  2 
o’clock  P.  M. 

President  Wen  ter  called  the  Board  to 
order. 

On  roll-call  Messrs.  Altpeter,  Cooley, 
Eckhart,  Russell  and  Wenter— five  (5), 
and  subsequently  Mr.  Gilmore,  making  a 
total  of  six  (6)  members,  were  present. 

MINUTES. 

The  minutes  of  the  regular  meeting, 


held  November  15,  1893,  of  the  ad- 
journed session  of  the  same  meeting, 
held  November  17,  1893,  and  of  the  reg- 
ular meeting  held  November  ,22,  1893, 
were  approved  as  printed,  on  motion  of 
Mr.. Eckhart,  seconded  by  Mr.  Russell. 

vouchers. 

The  Clerk  presented  the  following 
vouchers: 

ENGINEERING  DEPARTMENT. 

Constr  lection  Account— 

E.  D.  Smith  & Co.  (Sec. 

8,  Stephens  street  and 
Santa  Fe  bridges,  No- 
vember 11, 1893). . . $1,183  68 
E.  D.  Smith  & Co.  (Sec. 

8,  Stephens  street  and 
Santa  Fe  bridges,  No- 
vember 11,  1893) 2,428  48 

E D.  Smith  & Co.  (Sec. 

10,  Western  Stone  Co, 
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Bridge,  November  11, 

1893) 

E.  D.  Smith  & Co.  (Sec. 
10,  Western  Stone  Co. 
Bridge,  November  11, 

1893) ... 

E.  D.  Smith  & Co.  (Sec. 
10.  Western  Stone  Co. 
Bridge,  November  11, 
1893). 


3,035  47 
212  51 
808  39 

$ 7,668  53 


CLERICAL  DEPARTMENT. 

Cameron,  Am  berg  & 

Co.  (stationery) 


Messrs.  Altpeter,  Cooley,  Eckhart,  Rus- 
sell and  W enter — five  (5).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the 
vouchers,  as  read  and  shown  above,  ap- 
proved and  ordered  paid. 

S REQUISITIONS. 

The  Clerk  presented  the  following 
requisition: 

No.  918,  Police  Department, 

(horses  and  wagons). .$553  50' 


law  department. 


Western  Union  Tele- 
graph Co.  (telegrams, 

October,  1893) 

S.  D.  Childs  & Co.,  (sta- 
tionery)   

Jas.  II.  Gilbert.  Sneriff 
Cook  Couuty,  111., 

(services) — , 

Orrin  N.  Carter,  (post- 
age stamps) 

Orrin  N.  Carter,  (ex- 
pense)   


9 45 
1 95 

120  00 

10  00 

16  50 
$ 


Mr.  Eckhart,  seconded  by  Mr.  Russell, 
moved  that  Requisition  No.  918,  for 
the  Police  Department,  as  read  and 
shown  above,  be  allowed. 


157  91 


On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Cooley,  Eckhart,  Russell 
and  Wenter — five  (5). , Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  Requisb 
and  No.  918,  for  the  Police  Depart- 
ment, as  read  and  shown  above,  allowed. 


TREASURY  DEPARTMENT. 


WEEKLY  REPORT  ON  EMPLOYES. 


* Jacobs,  Coles  & Co., 

(rubber  stamps) $ 1 15 

Geo.  E.  Marshall  & 

Co. (check  perforator)  15  00 

— $ 16  15 

GENERAL  ACCOUNT. 

Sharp  & Smith,  (vac- 
cine points)  

Posilewait  Livery  Co. 

(livery) 

The  Engineering  Rec- 
urd, (advertising 
Sections  G to  M,  Sum- 
mit to  Corwith) 

The  Railway  Age, 

(advertising  Sections 
G to  M,  Summit  to 

Corwith) 

The  Railway  Review, 

(advertising  Sections 
G to  M,  Summit  to 
Corwith) 


POLICE  DEPARTMENT. 

Foley  & Bresnighanr, 

(estimate  No.  1, sink- 
ing wells) $ 105  83 


Grand  total  . . . $ 8 384  84 

Mr  Eckhart,  seconded  by  Mr.  Russell, 
moved  that  the  vouchers,  as  read  and 
shown  above,  be  approved  and  ordered 
paid. 

On  roll-call  the  vote  stood:  Yeas— 


The  Clerk  presented  a report,  in  ac- 
cordance with,  the  rules,  showing  the 
number  of  persons  in  the  employ  of  the 
District,  for  the  week  ending  November 
25,  1893. 

The  same  was  read,  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
.on  file. 

The  following  is 

THE  REPORT: 

“Chicago,  Nov.  29,  1893. 
lo  the  Hoitorable  the  Board  of  Trustees 

of  the  Sanitaru  District  of  Chicago: 

Gentlemen — I beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  Novem- 
ber 25,  1893,  as  the  same  have  been  re- 
ported to  me  : 


Engineering  Department.. 108 

Clerical  Department 4 

Treasury  Department 1 

Law  Department 8 

Police  Department 36 

Total  employes 157 


Respectfully  submitted, 
(Signed)  Thos.  F.  Judge, 

Clerk." 


55  00 
96  00 
100  00 
114  24 
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REPORT  ON  RAISING  OF  DISTRICT  BRIDGES 
OVER  CANAL. 

The  Clerk  presented  a joint  report  from 
the  Chief  Engineer  and  Attorney,  with 
reference  ro  and  accompanied  by  the 
communication  from  General  Superin- 
tendent Ryan,  of  the  Illinois  and  Michi- 
gan Canal,  concerning  the  raising  of 
the  Swift,  Griffin  & Connelly  and  Piper 
bridges  over  the  Illinois  and  Michigan 
Canal,  which  communication  was  pre- 
sented and  referred  to  those  officers  at 
the  meeting  held  November  15',  1893, 
(page  1574  of  the  Proceedings);  and  the 
report  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Russell, 
moved  that  the  report  be  ordered  printed, 
and,  with  enclosure,  placed  on  file. 

The  motion  prevailed  unanimously, 
and  it  was  so  ordered. 

The  following  is 

the  report: 

“Chicago,  Nov,  28,  1893. 

To  the  Honorable  the  Board,  of  Trustees 

of  the1  Sanitary  District  of  Chicago: 

Gentlemen — The  communication  from 
General  Superintendent  Ryan  of  the  Illi- 
nois and  Michigan  Canal  with  reference 
to  raising  certain  bridges  over  the  canal 
which  are  owned  by  the  District  referred 
to  us  by  this  Board  on  November  15. 
1893,  has  been  under  consideration  since 
the  time  of  its  reference.  We  have  writ- 
ten to  Mr.  Ryan  and  have  also  had  a 
personal  interview,  and  believe  every- 
thing can  be  adjusted  to  his  satisfaction. 

It  being  the  wish  of  the  Board  that  the 
contractors  on  whose  respective  sections 
thsse  bridges  are  situated  should  raise 
the  bridges,  we  are  taking  steps  to  make 
the  necessary  arrangements  with  the 
proper  contractors. 

We  desire  to  say  further  with  reference 
to  the  inference  in  Mr.  Ryan’s  communi- 
cation that  the  District  has  been  derelict 
in  not  complying  with  the  request  of  last 
March,  that  when  the  communications 
were  received  by  the  Board  on  that  date 
they  were  ref  erred  to  the  Chief  Engineer 
and  Attorney.  The  then  Chief  Engineer 
wished  for  more  specific  information  as 
to  the  way  they  wished  these  bridges 
raised  and  on  April  6,  1893,  a letter  was 
written  to  the  Canal  Commissioners  re- 
questing such  information  and  not  re- 
ceiving an  answer,  a second  letter  was 
written  on  April  20,  1893.  No  answer 
was  received  to  either  of  these  letters, 
hence  nothing  further  was  done  in  the 
matter.  The  District  has  not  beeh  to 


blame  for  the  delay  and  we  have  so  in- 
formed the  Canal  Commissioners  stating 
that  the  Trustees  had  always  stood  ready 
to  comply  with  this  request  as  soon  as 
definite  information  cod  Id  be  obtained. 

Respectfully  submitted, 

(Signed)  Isham  Randolph, 

Chief  Engineer. 
Orrin  N.  Carter, 

Attorney''1 

(One  (1)  enclosure.) 

vaccination  of  employes. 

The- Clerk  presented  a report  from  the 
Sanitary  Inspector,  requesting  an  order 
from  the  Board  authorizing  him  to  im- 
mediately commence  the  work  of  vac- 
cinating the  employes  working  on  the 
Main  Channel;  and  the  report  was  read. 

In  connection  with  the  report,  Mr.  Alt- 
peter  presented  a resolution,  requesting 
the  contractors  to  comply  with  the  re- 
quirements of  the  Sanitary  Inspector, 
with  reference  to  the  vaccination  of 
employes:  and  the  resolution  was  read. 

Mr.  Altpeter,  seconded  by  Mr,  Eckhart, 
moved  that  the  report  and  resolution  be 
adopted,  ordered  printed  and  placed  on 
file. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Cooley,  Eckhart,  Rus- 
sell and  Wenter — five  (5).  Nays — None. 

Upon  which  result  the  President  de- 
clared the.  motion  carried,  and  the  re- 
port and  resolution  adopted,  ordered 
printed  and  placed  on  file. 

The  following  is 

the  REPORT: 

“Chicago,  Nov.  27,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen  — The  small-pox  having 
made  its  appearance  in  Chicago  and  at 
various  places  throughout  the  State,  I 
consider  it  advisable  in  order  to  guard 
against  the  outbreak  of  an  epidemic  in 
the  camps  along  the  Drainage  Canal,  to 
make  a thorough  vaccination  of  all  of 
the  laborers  employed  on  the  work.  I 
desire  an  order  from  the  Board  of  Trus- 
tees authorizing  me  to  do  this,  when  I 
shall  immediately  commence  the  work  ol 
vaccination. 

Respectfully  submitted, 

(Signed)  William  Martin,  M.  D. 

Sanitary  Inspector 
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The  following  is 

THE  RESOLUTION: 

“Whereas,  As  set  forth  in  the  com- 
munication of  the  Sanitary  Inspector 
this  day  received,  the  public  health  re- 
quires the  vaccination  of  the  employes 
engaged  on  the  works  of  the  Sanitafy 
Pistrict,  therefor  be  it 

Resolved,  That  the  Board  of  Trustees 
request  of  the  several  contractors  of  the 
District  that  they  have  their  said  em- 
ployes vaccinated,  and  in  case  any  of  said 
contractors  or  their  employes  refuse  to 
comply  willingly  with  said  request,  that 
said  Inspector  report  to  the  State  Board 
of  Health  and  request  their  co-operation 
in  securing  the  vaccination  of  said  em- 
ployes.'’ 

CONGRESSIONAL  INSPECTION  OF  MAIN 
CHANNEL. 

Mr.  Russell,  for  the  Committee  on 
Federal  Relations,  presented  a feport, 
recommending  that  all  the  members  of 
Congress  from  Illinois  be  invited  to  in- 
spect the  Main  Channel  on  Thursday, 
December  28,  1898,  as  provided  in  the 
report,  and  that  the  Clerk  be  instructed 
to  make  the  necessary  arrangements; 
and  the  report  was  read. 

Mr.  Russell,  seconded  by  Mr.  Altpeter, 
moved  that  the  report  be  adopted,  ordered 
printed,  and  placed  on  file,  and  the  recom- 
mendations made  therein  concurred  m. 

On  roll-call  the  vote  stood:  Yeas — 

Messrs  Altpeter,  Cooley,  Eckhart,  Rus- 
sell and  Wenter — five  (5).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  and  the  recommendations  made 
therein  concurred  in. 

The  following  is 

THE  report: 

“Chicago,  Nov.  29, 1893. 

“ To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitaru  District  of  Chicaqo: 

-Gentlemen— Your  Committee  on  Fed- 
eral Relations  beg  leave  to  report  that  in 
conformity  with  their  report  of  November 
8,  1893,. (page  1547  of  the  Proceedings) 
they  have  had  a meeting  with  Congress- 
men from  Illinois,  with  a view  to  invit- 
ing them  to  participate  in  an  inspection 
of  the  Main  Drainage  Channel,  in  order 
to  familiarize  themselves  with  the  work. 


Your  Committee,  as  well  as  the  Con- 
gressmen are  of  the  opinion  that  as  the 
time  before  the  convening  of  Congress 
is  short,  such  a trip  should  be  arranged 
for  Thursday,  December  28,.  1893.  and 
would  theref  oremost  respectfully  recom- 
mend that  your  Committee  be  empowered 
to  make  all  the  necessary  arrangements 
for  said  trip,  and  that  the  Clerk  of  the 
District  be  instructed  to  invite  all  the 
members  of  Congress  from  the  State  of 
Illinois,  with  a view  of  ascertaining  how 
many  will  participate  in  said  tour  of  in- 
spection. 

All  of  which,  is 

Respectfully  submitted, 

(Signed)  Wm.  Boldenweck, 

Chairman. 

W.  H.  Russell, 

L.  E.  Cooley. 

John  J.  Altpeter, 
Committee  on  Federal  Relations .” 

communication  from  representatives 

OF  LABOR  ORGANIZATIONS. 

The  Clerk  presented  a communication 
from  John  Beegan,  George  A.  Woodbury 
and  others,  with  reference  to  the  em- 
ployment of  men  by  day  labor  on  certain 
portions  of  the  Main  Channel. 

Mr.  Altpeter,  seconded  by  Mr.  Eckhart, 
moved  that  the  communication  be  re- 
ferred to  the  Joint  Committee  on  Engi- 
neering and  Finance,  with  directions  to 
that  Committee  to  inform  the  signers  of 
the  communication  when  they  can  have 
a hearing. 

The  motion  prevailed  unanimously, 
and  the  communication  was  ordered 
so  referred. 

PRESENTATION  OF  BIDS  ON  SECTIONS  G 
TO  M,  INCLUSIVE,  OF  THE  MAIN 
CHANNEL  BETWEEN  SUMMIT 
AND  CORWITH. 

The  President  then  announced  that  in 
conformity  with  the  advertisement  of 
September  27,  1893,  published  for  sixty 
days,  as  provided  by  the  Sanitary  Dis- 
trict Act,  inviting  proposals  for  work  on 
a portion  of  the  Main  Channel,  between 
Summit  and  Corwith,  known  as  Sections 
G,  H,  I,  K,  L and  M,  the  Board  would 
now  proceed  to  open  the  bids  received  in 
response  to  the  said  advertisement. 

The  Clerk  then  ^ presented  bids,  as 
shown  by  the  following 
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No. 

Name. 

Place. 

Sections 

BID  ON. 

Checks 

Deposited. 

1 

Fred.  Stafford 

Chicago 

K 

$ 5,000 

2 

ilalvorsen,  Richards  & Co 

Minneapolis 

K 

5.000 

8 

Chicago 

I and  K 

10,000 
10,000 
5 000. 

4 

Chicago 

L and  M 
L 

5 

W.  A.  McGillis  & Co  

Chicago 

rt 

Chicago 

L and  M 
L 

10  000 

7 

Chicago 

5 000 

8 

C.  E.  Loss 

Chicago 

L and  M 

10,000 

9 

McCormick  & Moran 

Pittsburgh 

K 

5.000 

10 

11 

12 

Winston  Bros 

Minneapolis. 

G 

5 000 

Mason,  Hoge  & Co  

Frankfort,  Ky 

All  Sections. 

30,000 

John  J.  McCaughey 

Summit,  111 

K 

5,000 

18 

layes  Bros 

Janesville,  Wis 

H,  1,  L andM 

20  000 

14 

McMahon  <fc  Montgomery  Co. 

Chicago 

G 

5.000 

15 

Rrodhead  & Hickey.. 

Fairview,  N.  J 

All  Sections. 

30,000. 

16 

Wm.  Dolese  & Co 

Chicago 

K 

5,000 

17 

Streeter  & Kenefick 

Summit,  111 

H 

5,000 

18 

Hoover  & Mason 

Kansas  City,  vio. .. 

L 

5,000 

19 

Ryan  & McDonald  Construction  Co. 

Baltimore,  M-d 

All  Sections. 

80,000 

20 

Casgrain  & McDonald. 

Chicago 

G 

5 000 

21 

Dawson,  by  mines  & Co. 

Chicago 

G, H and  1 

15.000 

30.000 

22 

Gahan  & Bvrne 

Chicago 

All  Sections. 

28 

Patterson  & Shipman 

Catlett8burg.  Ky.. 
iNew  York  City  — 
Galveston,  Texas. . 

K 

5,000 

24 

F.  H.  Clement. 

L 

5.000 

25 

Ricker,  Lee  & Co 

G 

5 000 

KEY  TO  SCHEDULE  OF  BIDS  RECEIVED  NOV.  29,  1893. 
Names  of  bidders  in  the  Order  in  ivhich  their  Bids  were  Received. 


Name  of  Bidder. 

G 

H 

I 

K | L M 

Excavation  1 
Price  Bid  | 

Excavation 
* Price  Bid. 

II 

u 

x£ 

"W 

Excavation 
Price  Bid. 

Excavation 
Pi  ice  Bid. 

§2 

ce  a) 

-t1 
x -< 

a 

Fred  Stafford 

.31 
• 29K 

.25 

Halvorsen,  Richards  & Co 

Christie  & Lowe 

.25 

Heidenreich  Co 

.21  7-10 

W.  A.  McGillis  & Co 

42 

A.  J.  McBean 

.34K 

Wm.  Innes 

.22  - 

C.  E.  Loss 

37 

McCormick  & Moran 

Winston  Bros 

.84 
.4  IK 

Mason.  Hoge  Co 

John  J.  McCaughey 

.373.4 

.35 

.31 

.32  2 10 

.31 

35 

Hayes  Brothers 

.30  4 i0 

34  5 10 

.35 

McMahon  & Montgomery  Co  ... 

.28  4 Iff 

Brodhead  & Flickey 

Wm.  Dolese  & Co  . 

.42 

.40 

.40 

.40 

.40 

Streeter  & Kenefick 

.35 

Hoover  & Mason 

,29K 

Jo 

Ryan  & McDonald  Construction  Co 
Casgrain  & McDonald 

.40 
| .28 
.37 

.40 

.37 

,37 

35 

Dawson.  Symmes  & Co 

39 

.29' 

.38 

.28 

Gahan  & Byrne 

Patterson  & Shipman.. 

.27 

.26  9 10 

.26  9 10 

H.  H.  Clement 

Ricker,  Lee~&  Co 

.30 

i 

November  29, J 


—1591- 

BIDS  OF  NOVEMBER  29,  1893,  IN  DETAIL: 


[1893. 


TABLE  OF  BIDS  IN  ORDER  OF  MAGNITUDE  — LOWEST  BIDS  FIRST. 


ORDER. 


First. ... 
Second. . 
Third. . . 
Fourth. . 
Fifth. . . . 
Sixth. . . 
Seventh, 
Eighth.. 
JN  inth. . . 


SECTION  G — 1,330,000  CUBIC  YARDS. 


£ 


Bidder. 


Price. 


Amount. 


20 

14 
22 
25 
10 
21 
19 

15 
11 


Casgrain  & McDonald 

McMahon  & Montgomery  Co 

Gahan  & Byrne 

Ricker,  Lee  & Co .• 

Winston  Bros 

Dawson,  Symmes  & Co.- 

Ryan  & McDonald  Construction  Co.. 

Brodhead  <fc  flickey 

Mason,  Hoge  & Co 


$ .28 
.28  4-10 
.29 
.30 
.34 
.37 
.40 
.41 

•41* 


$ 372,400  00 
377,720  00 
385.700 
. 399,000 
452,200 
492.100 
532,000  00 
545,300  00 
564,158  67 


ORDER. 


First..., 
Second. , 
Third . . . 
Fourth. ; 
Fifth..., 
Sixth. . . 
Seventh. 


6 

SECTION  II  — 1,100,000  CUBIC  YARDS. 

TS 

CQ 

Bidder. 

Price. 

Amount. 

22 

Gahan  & Byrne 

$ .29 

$ 319,000  00 

13 

Hayes  Brothers 

.31  7-10 

348,700  00 

17 

Streeter  & Kenfick 

.35 

385,000  00 

11 

Mason,  Hoge  & Co 

.37  \i 

409  750  00 

2L 

Dawson,  Symmes  & Co 

.39 

429  000  00 

19 

Ryan  & McDonald  Construction  Co.. 

.40 

440,000  00 

15 

Brodhead  & Hickey 

.42 

462,000  00 

ORDER. 

Bid  No. 

SECTION  1 — 1,136,000  CUBIC  YARDS. 

Bidder. 

Price. 

Amount. 

First 

3 

22 

13 

11 

19 

2L 

15 

Christie  & Lowe 

$ .25 
.28 

.30  4-10 

.35 

.37 

.38 

.40 

$ 284  000  00 
318  080  00 
345,344  00 
397  600  00 
420,320  00 
431,680  00 
454,400  00 

Second. 

Gahan  & Byrne 

Third 

Hayes  Brothers 

Fourth 

Fifth 

Sixth 

Seventh 

Mason,  Hoge  & Co 

Ryan  McDonald  Construction  Co. . 

Dawson,  Symmes  & Co 

Brodhead  & Hickey 

8888: 
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TABLE  OF  BIDS  IN  ORDER  OF  MAGNITUDE • — LOWEST  BIDS  FIRST — Continued. 


ORDER. 


First 

Second 

Third 

Fourth 

Fifth , 

Sixth 

Seventh 

Eighth 

Ninth 

Tenth. . , 

Eleventh 


© 

'O 


SECTION  K — 1,157,000  CUBIC  YARDS. 


Bidder. 


Price. 


3 

22 

2 

10 

1 

11 

12 

19 

23 

15 

9 


Christie  & Lowe 

Gahah  & Byrne 

Halvorsen,  Richards  & Co 

Wm.  Dolese  & Co 

Fred  Stafford 

Mason,  Hoge  & Co 

John  J.  McCaughey 

Ryan  & McDonald  construction  Co.. 

Patterson  & Shipman 

Brodhead  & Hickey 

McCormick  & Moran 


$ .25 
.27 


Amount. 


$ 289,250  00 
312,890  00 
341,815  00 
347,100  00 
858,670  00 
858,670  00 
372,554  00 
428,090  00 
451,230  00 
462.800  00 
566,930  00 


ORD^R. 

Bid  N< 

First 

4 

Second 

7 

Third 

22 

Fourth 

18 

Fifth 

H 

Sixth..,. 

24 

Seventh 

6 

Eighth 

13 

Ninth 

8 

Tenth 

19 

Eleventh 

15 

Twelfth 

5 

SECTION  L — 1,092,000  CUBIC  YARDS. 


Bidder. 

Price. 

Heidenreich  Co , 

Wm.  Innes. 

$ .19  7*10 

:g«o 

;29X 

.84 

• 34>^ 

.34  5-10 

.35 

.35 

.40 

.42 

Gahan  & Byrne 

Hoover  & Mason 

Mason,  Hoge  & Co 

F.  H.  Clement 

A.  J.  McBean 

Hayes  Brothers 

C.  E.  Loss 

Ryan  & McDonald  Construction  Co.. 
Brodhead  & Hickey 

W.  A.  McGillis  & Co 

Amount. 


$ 215,124  00 
240,240  00 
293,748 
324,870 
338,520 
371,280 
376,740 
376,740 
382,200 
382,200  w 
436,800  00 
458,640  00 


ORDER. 

© 

5 

SECTION  M — 719,000  CUBIC  YARDS. 

Bidder. 

Price. 

Amount. 

First 

4 

22 

6 

11 

13 

19 

8 

15 

Heidenreich  Co 

$ .217-10' 
.26  9-10 
.343^ 

.35 
.85 
.35 
• 37^ 

.40 

$ 156,028  00 
193,411  00 
248.055  0O 
251,650  00 

251.650  00 

251.650  00 
269,625  00 
287,600  00 

Second 

Gahan  & Byrne 

Third 

A.  J.  McBean 

Fourth 

Fifth 

Mason,  Hoge  & Co 

Hayes  Brothers. . . . 

Sixth 

Seventh 

Ryan  & McDonald  Construction  Co. . 
C.  E.  Loss 

Eighth 

Brodhead  & Hickey 

8888888 
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summit  TO  COKWITH— BIDS  IN  DETAIL. 


Bidder. 

1 Section 

c 

-a 

s 

Classifi- 

cation. 

Quanti- 

ties. 

Cubic  Yds. 

Price. 

J Amount. 

Fred  Stafford 

K 

1 

Excavation 

1,157,000 

.31 

$358,670  00 

Halvorsen,  Kichards  & Co 

K 

2 

1,157,000 

.293* 

841,815  00 

Christie  & Lowe 

1 

3 

“ 

1,136,000 

<25 

284,000  00 

Christie  &Lowe 

K 

3 

1,157.000 

.25 

289,250  Op 

Heidenreich  Company 

L 

4 

“ 

1,092,000 

.19  7-10 

215,124  00 

Heidenreich  Company 

M 

4 

“ 

719,000 

.21  7-10 

156,028  00 

W.  A.  McGillis  & Co 

L 

5 

“ 

1,092,000 

.42 

458,640  00 

A.  J.  Me  Bean 

L 

6 

- 1,092,000 

.843* 

376.740  00 

A.  ,J.  McBean 

M 

6 

719,000 

• 343* 

248,055  00 

W.  Innes 

L 

7 

1,092,000 

.22 

240,240  00  • 

C.  E.  Loss 

L 

8 

1,092,000 

.35 

382,200  00 

C.  E.  Loss 

M 

8 

“ 

719,000 

.37 3* 

269,625  00 

McCormick  Sc  Moran 

K 

9 

1.157,000 

.49 

566.930  00 

Winston  Bros 

G 

10 

1,330,000 

.34 

452,200  00 

Mason,  Hoge  & Co 

G 

11 

“ 

1,330,000 

.41% 

554,166  67 

Mason,  Hoge  & Co 

H 

11 

1,100,000 

.37% 

409,750  00 

Mason,  Hoge  & Co 

T 

11 

1,136,000 

.35 

' 397,600.00 

Mason,  Hoge  & Co 

K 

11 

It 

1,157,000 

.31 

358,670  00 

Mason,  Hoge  & Co 

I: 

11 

kk 

1,092,000 

.31 

388,520  00 

Mason,  Hoge  & Co 

M 

11 

ki 

719,000 

.35 

251.650  00 

John  J.  McOaughev 

K 

12 

“ 

1,157,000 

.32  2-10 

872,554  00 

Hayes  Bros 

H 

13 

1.100,000 

.31  7-10 

348.700  00 

Hayes  Brqs 

I 

13 

It 

1,136,000 

.30  4-10 

345,344  00 

Hayes  Bros 

L 

13 

u 

1,092,000 

.34  5- 10 

376,740  00 

Hayes  Bros 

M 

13 

14 

719,000 

.35 

251,650  00 

McMahon  & Montgomery  Co. . . 

G 

14 

44 

1,330,000 

.28  4-10 

377,720  00 

Brodhead  tVfiickey 

G 

15 

44 

1,330,000 

.41 

545,300  00 

Brodhead  & Hickey 

H 

15 

1,100,000 

.42 

462,000  00 

Brodhead  & Hickey 

I 

15 

4 4 

1,136,000 

.40 

454,400  00 

Brodhead  & Hickey 

K 

15 

44 

1.157,000 

.40 

462,800  00, 

Brodhead  & Hickey 

L 

15 

44 

1,092,000 

- .40 

436,800  00 

Brodhead  & Hickey 

M 

15 

44 

719,000 

.40 

287,600  00 

Wni.  Doles*  & Co 

K 

10 

44 

1,157,000 

.30 

347,100  00 

Streeter  Sc  Kenefick 

H 

17 

44 

1,100.000 

.35 

385,000  00 

Hoover  & Mason 

L 

18 

44 

1,092,000 

.29% 

324,870  00 

Ryan  & McDonald  Const.  Co... 

G 

19 

44l 

1,330,000 

.40 

532,000  00 

Ryan  & McDonald  Const.  Co. . . 

H 

19 

44 

1,100,000 

.40 

440,000  00 

Ryan  & McDonald  Const.  Co... 

I 

19 

44 

1,136,000 

.37 

420.320  00 

Ryan  & McDonald  Const.  Co... 

K 

19 

44 

1,157,000 

.37  | 

428,090  00 

Ryan  Sc  McDonald  Const.  Co. . . 

L 

19 

** 

1,092,000 

.35  I 

382,200  00 

Ryan  & McDonald  Const.  Co  . . 

M 

19 

44 

719,000 

.35  j 

251,650  00 

Casgram  & McDonald 

G 

20 

1,330,000 

.28 

372,400*  00 

Dawson,  Symmes  Sc  Co 

G 

21 

1* 330, 000 

.'37 ' 1 

492,100  00 

Dawson,  Symmes  Sc  Co 

H 

21 

44 

1^00,000 

.39  ! 

429,000  00 

Dawson.  Svmmes  & Co*. . . . 

1 

21 

1,136,000 

.38  ; 

431.680  00 

Gahan  & Byrne 

G 

22 

44 

1,330,000 

.29 

385,700  00 

Gahan  Sc  Byrne 

H 

222 

44 

1,100,000 

.29 

319,000  00 

Gahan  Sc  Byrne 

I 

22 

44 

1,136,000 

.28 

318.080  00 

Gahan  Sc  Byrne 

K 

22 

44 

1,167,000 

.27 

312,390  00 

Gahan  & Byrne 

L 

22 

44 

1,092.000 

.26  9-10 

293,748  00 

GahaD  & Byrne 

M 

22 

719,000 

.26  9-10 

193,411  00 

Patterson  & Shipman 

K 

23 

44 

1157,000 

.39 

451,230  00 

F.  H.  Clement 

L 

24 

44 

1,092.000 

.34 

371,280  00 

Ricker,  Lee  & Co.... 

G 

26 

1.330.000 

.30. 

399,000  00 
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During  the  reading  of  the  bids,  the 
President  called  Mr.  Gilmore  to  the  Chair, 
and,  by  unanimous  consent,  was  himself 
excused  from  the  meeting. 

BIDS  TO  BE  TABULATED  AND  REFERRED 
T6  THE  JOINT  COMMITTEE  ON  ENGI- 
NEERING AND  FINANCE. 

Mr.  Cooley,  seconded  by  Mr.  Eckhart, 
moved  that  the  bids  just  presented,  as 
shown  above,  be  compiled,  summarized 
and  tabulated  by  the  Chief  Engineer  and 
Clerk,  and  incorporated  in  the  Proceed- 
ings, and  that  the  subject  matter  of  the 
bids  be  referred  to  the  Joint  Committee 
on  Engineering  and  Finance. 

The  motion  prevailed  unanimously,  and 
it  was  so  ordered. 

OFFICES  TO  BE  CLOSED  ON  “ THANKSGIV- 
ING DAY,”  NOVEMBER  30,  1893. 

Mr.  Russell  presented  an  order,  direct- 
ing that  the  offices  of  the  District  be 
closed  on  Thursday,  November  30,  1893, 


the  same  being  “Thanksgiving  Day;’* 
and  the  order  was  read. 

Mr.  Russell,  seconded  by  Mr.  Cooley, 
moved  the  adoption  of  the  order. 

The  motion  prevailed  unanimously, 
and  it  was  so  ordered. 

The  following  is 

the  order: 

“ Ordered , That  the  offices  of  the  Dis- 
trict be  and  they  are  hereby  ordered 
closed  on  Thursday,  November  30, 1893, 
the  same  being  ‘Thanksgiving  Day ’—a 
legal  holiday.” 

ADJOURNMENT.. 

On  motion  of  Mr.  Eckhart,  seconded 
by  Mr.  Russell,  the  Board  then  ad- 
journed. 

Thos.  F.  Judge, 
Clerk. 
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PROCEEDINGS 

—OF  THE— 

Board  of  Trustees, 

—OF  THE— 

Sanitary  District  of  Chicago. 


DECEMBER  5,  1893! 


OFFICIAL  RECORD. 

(Published  by  authority  of  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago.) 


ANNUAL  MEETING. 

The  fourth  annual  meeting  of  the 
Board  of  Trustees  of  the  Sanitary  Dis- 
trict  of  Chicago  was  held  in  their,  rooms, 
Rialto  Building,  Tuesday,  December  5/ 
1898,  at  2 o’clock  P.  M.,  pursuant  to 
the  Rules. 

President  Wenter  called  the  Board  to 
order. 

On  roll-call  Messrs.  Altpeter,  Bolden- 
week,  Cooley,  Eckhart,  Kelly,  Prender- 
gast,  Russell  and  Wenter — eight  (8)  mem- 
bers were  present. 

ANNUAL  MESSAGE  OF  THE  PRESIDENT. 

The  President  then  presented  his  annual 
message,  which  was  read  by  the  Clerk. 


Mr.  Boldenwedk,  seconded  by  Mr. 
Kelly,  moved  that  the  message  be  ordered 
printed  and  placed  on  file. 

The  motion  prevailed  unanimously, 
and  it  was  so  ordered. 

The  following  is 

THE  MESSAGE: 

“Chicago,, Dec.  4,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago  : 

Gentlemen  — Barely  fifteen  months 
have  passed  since*  the  first  spadeful  of 
earth  was  turned  up  on  the  Main  Chan- 
hel  of  the  Sanitary  District  of  Chicago, 
and  to-day  a mighty  furrow  is  plowed  in 
the  earth,  reaching  down  the  valley  of 
the  Desplaines  from  Summit  fpr  a dis- 
tance of  twenty  miles,  cutting  through 
the  backbone  of  the  deposit  of  a mighty 
glacier  that  once  found  its  way  south- 
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ward,  leaving  in  its  path  a conglomera- 
tion of  material  as  though  it  had  been 
gathered  from  the  four  quarters  of  the 
globe. 

In  the  once  peaceful  valley  where  quiet 
reigned  till  now,— a quiet  only  disturbed 
by  the  puffing  and  whistle  of  a locomo- 
tive or  an  occasional  plodding  canal 
boat, — what  a change  has  taken  place  - 
within  a short  period  of  time.  All  along 
and  parallel  with  the  Main  Channel  hun- 
dreds of  houses  have  been  erected  to  shel- 
ter and  accommodate  the  employed. 
Smoke  belches  out  of  scores  of  furnaces 
which  supply  the  power  for  the  many 
6team  shovels,  the  drills,  the  channeling 
machines,  the  various  hoisting  apparatus 
and  the  numerous  cantilever  derricks, 
which,  owing  to  their  height,  can  be 
seen  from  many  points  in  the  valley. 

It  is  with  the  assistance  of  this  great 
machinery  that  the  six  to  eight  thousand 
men  have  cut  out  and  piled  up  huge 
mountains  of  rock  and  glacial  drift. 

Actual  progress  in  the  work  of  con- 
struction—this  is  wrhat  the  Board  has 
accomplished.  It  has  carried  out  what 
it'  promised  to  the  people — to  build  the 
channel  of  the  capacity  and  size  under 
the  most  liberal  interpretation  of  the 
Sanitary  District  Act. 

While  work  on  the  Main  Channel  is 
being  pushed  with  all  the  vigor  possible 
another  channel  running  parallel  with 
and  to  the  north  and  west  of  the  Main 
Channel  has  been  completed.  It  is  des- 
ignated as  the  u River  Diversion.”  The 
importance  of  this  diversion  will 
be  appreciated  when  it  is  under- 
stood that  the  volume  of  the  flood  waters 
of  the  river  will  be  confined  within  cer- 
tain embankments  or  levees  instead  of 
spreading  out  all  over  the  valley  in  a zig- 
zag 'course.  The  diversion  shortens  the 
length  of  the  former  river.  Its  line  is 
straight  as  far  as  possible  and  its  parrying 
capacity  is  increased-  It  protects  the 
main  work  from  the  floods  and  in  other 
words  furnishes  the  key  to  the  Desplaines 
Valley  from  Riverside  to  Romeo. 

This  work,  great  in  itself,  is  now  com  - 

leted  and  all  that  is  yet  required  is  to 

ave  its  levees  strengthened  for  all  pos- 
sible emergencies.  The  diversion  serves 
another  purpose,  which  is  of  inestimable 
value  to  Chicago.  It  will  improve  the 
sanitary  condition  of  the  Chicago  River. 
The  flood  waters  of  the  Desplaines  have 
quite  frequently  (during  ordinary  floods) 
found  their  way  through  the  so  called 
Ogden  ditch  into  the  west  arm  of  the 
South  Branch  of  the  Chicago  River  and 
out  towards  the  lake.  The  diversion 


channel  will  correct  this  condition  verv 
materially. 

Formerly  whenever  an  ordinary  flood 
brought  more  than  50,000  cubic  feet  of 
water  past  Riverside  the  excess  of  this 
volume  spilled  oyer  the  Ogden  Dam  into 
the  Chicago  River.  While  the  new 
River  Diversion  Channel  will  not  en- 
tirely and  at  all  times  prevent  this  flow 
towards  Chicago,  yet  it  will  minimize 
the  danger  to  this  extent— that  250.000 
cubic  feet  per  minute  (the  gauge  of  the 
spillway).,  instead  of  50,000  cubic  feet 
under  the  old  condition,  will  be  the  limit 
of  the  overflow  into  the  Chicago  River. 

The  danger,  however,  will  not  be  done 
away  with  until  the  Main  Channel  is  fin- 
ished and  put  into  use.  The  Board  may 
well  be  proud  of  its  achievement  in  the 
completion  of  the  Desplaines.  River  Di- 
version. It  means  uninterrupted  pro- 
gress of  the  main  work  during  the  winter 
as  far  as  the  weather  will  permit,  and  a 
safeguard  against  floods  in  the  spring. 

Twenty  miles  of  work  are  under 
way  and  in  course  of  construction ' 
and  five  additional  miles  are  about 
to  be  contracted  for.  The  right  of 
way  from  Summit  to  the  Chicago 
River  at  Robey  street  a distance  of  seven 
and  a half  miles  is  almost  entirely  se- 
cured by  mutual  agreement  on  the  part 
of  the  owners  and  the  Board  and  the 
rices  paid  were  in  numerous  instances 
elow  the  estimated  value  put  on  the 
property  by  the  most  conservative  real 
estate  experts. 

The  total  amount  paid  out  to  date  for 
constructioii  amounts  to  $1,969,739.82, 
(of  which  $1,875,225.21  was  expended 
since  December  1,  1892)  for  the  excava- 
tion of  3.119,208  yards  of  glacial  drift 
and  1,541,239  yards  of  solid  rock.  The 
total  number. of  acres  now  acquired  by 
the  District  for  right  of  way  amounts  to 
5,895.43,  of  which  3,711,93  was  acquired 
by  purchase  and  2,183.70  by.  condemna- 
tion. Of  this  land  there  was  acquired 
2,673.71  acres  since  December  1,  1892,  of 
which  1,823.24  was  acquired  by  purchase 
and  849.87  by  condemnation.  There  re- 
main about  114.22  acres  more  .to  be 
acquired  east  of  Summit,  and  an  acreage 
largely  in  the  present  bed,  but  yet  unde- 
termined below  Lockport.  There  has 
been  expended  for  the  land  already  se- 
cured the  sum  of/  $1,762,419.89,  ($1,318,- 
651.36  of  which  was  expended  since 
December  1,  1892)  and  to  complete  the 
line  will  require  about  $600,000.00  more, 
making  a grand  total  of  about  $2,400,000. 

The  strip  of  land  required  for  the 
channel  from  Summit  to  Chicago  is  800 
feet  in  width,  and  runs  1,100  feet  north 
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of  and  parallel  to  the  Illinois  and  Mich- 
igan Canal.  The  Legal  Department,  in 
conjunction  with  the  Joint  Committee 
on  Finance  and  Engineering,  may  well 
be  credited  with  the  proper  handling  of 
the  purchase  of  the  right  of  way.  The 
total  outlay  for  right  of  way  froto  Robey 
street  to  the  end  of  the  line  under  con- 
struction,* varying  m -Width  all  the  way 
from  800  to  5,280  feet  and  containing 
5,895.43  acres,  to  December  1,  1893, 
amounted  to  $1,762,419.89,  an  average 
price  of  less  than  $300  per  acre. 

During  the  past  year,  many  questions 
of  importance  have  arisen,  but  the  Board 
was  able  at  all  times  to  consider  them 
without  prejudice  and  solve  them  ac- 
cordingly. 

The  last  Legislature  passed  an  act  em- 
powering the  Board  to  employ  and  main- 
tain a police  force  on  and  adjacent  to  the 
right  of  way  of  our  channel,  and  under 
the  act  a force  of  thirty-six  men  with  a 
Marshal  in  command  was  organized.  It 
need  not  be  said  that  the  organization  of 
this  force  was  an  urgent  necessity,  and 
its  presence  and  work  had  a most  bene- 
ficial result  in  maintaining  good  order 
on  and  adjacent  to  the  work. 

As  the  Main  Channel  is  now  for  the 
greater  distance  in  course  of  construction, 
and  the  plans  are  matured  for  the  entire 
length  from  Bridgeport  to  the  upper  ba- 
sin of  Joliet,  it  was  but  a step  in  the 
proper  direction  to  inquire  into  the  effect 
when  the  water  is  turned  into  bur  chan- 
nel, on  the  Illinois  River  and  the  valley  in 
general.  Accordingly  the  Trustees,  in 
their  official  capacity,  took  a trip  dbwn 
the  Illinois  River,  from  Peru  to  Grafton, 
to  ascertain  the  true  condition.  As  a 
result  there  is  but  one  opinion— an  addit-^ 
ional  amount  of  water,  added  to  the  vol- 
ume in  the  Illinois  River,  will  improve 
the  stream  as  to  navigation  as  well  as  to 
cleanness.  This  brings  us  to  the  great 
question  as  to  what  will  be  done;  what 
preliminary  steps  will  be  taken  for  the 
improvement  of  the  lower  Illinois  River 
from  La  Salle  to  Joliet?  . 

It  will  be  but  a few  years  hence  when 
a mighty  channel  with  a greater  cross- 
section  than  auy  other  ever  constructed 
heretofore,  will  be  ready  to  receive  the 
pure  water  of  Lake  Michigan.  The  City 
of  Chicago  will  then  be  in  possession  of  a 
navigable  channel  nearly  thirty-five  miles 
in  length,  with  a depth  of  tweptv-two  feet 
of  water.  What  a grand  opportunity  for 
the  United  States  Government!  For  two 
centuries  men  have  written  and  dreamed 
about  this  great  waterway.  Surveys 
have  been  made  time  and  again  The 
government  has  been  appealed  to  to  start 
the  great  work  for  which  nature  has 


done  so  , touch  that  it  requires  only  a 
helping  hand  to  completely  develop.  It 
remains  for  the  government  to  act. 

I desire  to  express  my  appreciation  of 
the  work  of  the  officers  and  their  asso- 
ciates, and  to  the  members  of  the  Board 
my  thanks  for  their  mahy  courtesies  ex- 
tended to  me  during  the  year,  and  to  say 
that  it  is  a pleasure  to  preside  over  a body 
of  men  who  labor  day  in  and  day  out  to 
attain  one  result — progress. 

No  false  cry  ban  alarm  this  Board 
from  doing  its  duty.  The  business 
of  the  District  is  conducted  strictly 
on  a basis  of  economy.  Millions  are 
expended,  yet  every  dollar  is  accounted 
for,  and  I congratulate  the  Board  on 
„the  results  of  the  year’s  work,  and  ex- 
press my  pleasure  at  being  one  of  those 
who  are  aiding  in  bringing  the  work  to  a 
successful  completion. 

Respectfully  submitted, 

(Signed)  Frank  Wentek, 

President  Board  of  Trustees.” 

On  the  completion  of  the  reading  of 
the  President’s  message,  the  President 
called  Mr.  feckhart  to  the  Chair. 

ELECTION  OF  PRESIDENT. 

The  President  then  announced  that  the 
election  of  a President  of  the  Board  of 
Trustees  was  in  order. 

Mr.  Kelly  nominated  Mr.  Frank  Wen- 
ter  as  President  of  the  Board  of  Trustees 
for  the  ensuing  year. 

Mr.  Bolden  week  seconded  the  nomina- 
tion. 

Mr.  Altpeter,  seconded  by  Mr.  Kelly, 
moved  that  the  election  of  Mr.  Frank 
Wenter  as  President  of  the  Board  of 
Trustees  for  the  ensuing  year  be  made 
by  acclamation. 

The  motion  prevailed  unanimously. 

Upon  which  result  the  President  de- 
clared Mr.  Frank  Wenfer  duly  elected 
President  of  the  Board  of  Trustees  of  the 
Sanitary  District  of  Chicago  for  the  en- 
suing year. 

Mr.  Wenter  then  thanked  the  members 
of  the  Board. 

ADJOURNMENT. 

On  motion  of  Mr.  Kelly,  seconded  by 
Mr.  Bolden  week,  the  fourth  annual  meet- 
ing of  the  Board  of  Trustees  of  the  Sani- 
tary District  of  Chicago  then  adjourned. 

Thos.  F.  Judge, 
Clerk. 
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PROCEEDINGS 

OF  THE 

Board  of  Trustees, 

OF  THE — * 

Sanitary  District  of  Chicago. 


DECEMBER  6,  1893. 


OFFICIAL  RECORD. 

Published  by  authority  of  the  Board  of  Trustee $ 
of  the  Sanitary  District  of  Chicago.) 


REGULAR  MEETING. 

The  one  hundred  and  ninety-ninth 
regular  meeting  of  the  Board  of  Trus- 
tees of  the  Sanitary  District  of  Chicago 
was  held  in  their  rooms,  Rialto  Building, 
Wednesday,  December  6,  1893,  at  2 
o’clock  P.  M. 

President  Wenter  called  the  Board  to 
order. 

On  roll-call  Messrs.  Altpeter,  Bolden- 
weck,  Cooley,  Eckhart,  Gilmore,  Kelly, 
Russell  and  Wenter— eight  (8)  members, 
were  present. 

MINUTES. 

The  minutes  of  the  regular  meeting, 
held  November  29,  1893,  were  approved 


as  printed,  on  motion  of  Mr.  Bolden* 
week,  seconded  by  Mr.  Kelly. 

vouchers. 

The  Clerk  presented  the  following 
vouchers : 

PA.Y  ROLLS. 


Eng.  Dept.,  Chief  'En- 
gineer’s roil, (Novem- 
ber, 1893) $ 3.180  00 

Eng.  Dept.,  Div.  No.  1, 

(half  month,  ending 

Nov.  30,  1893) 2,615  28 

Eng.  Dept.,  Div.  No.  1, 
tow-path, (half  month 
ending  Nov.  80, 1893).  96  25 

Eng.  Dept.,  Div.  No.  2, 

(half  month,  ending 

Nov.  30,  1893). . > 795  80 

Eng.  Dept.,  Div.  No.  8, 

(half  month,  ending 

Nov.  30.1893) 829  26 

Eng.  Dept.,  Div.  No.  4, 

(half  month,  ending 

Nov.  30,  1893) 107  60 
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Eng.  Dept.,  Div.  No.  4, 

'Time-keepers,  (half 
month,  ending  Nov. 

30,  1893) 121  03 

Eng.  Dept.,  discharged 
men’s  roll,  (half 
month,  ending  No- 
vember, 1893) 146  73 

$ 7,894  79 

Clerical  Dept.,  Clerk’s 
roll,  (Nov.,  1893),...  $ 566  67 

Clerical  Dept.,  office 
rolL(half  month, end- 
ingNov.  30, 1893)..  137  50 

-$  704  17 

Treasury  Dept.,  Treas- 
urer’s roll,  (Nov., 

1893) $ 11)6  67 

Law  Dept.,  Attorney’s 

roll,  (Nov.,  1893) $ 1,331  66 

Law  Dept.,  Joliet.roll, 

(Nov.,  1893) 333  38 

Law  Dept.,  office  roll, 

(half  month,  ending 

Nov.  80,  1893) 102  50 

$ 1J67  49 

General  Account,  Sani- 
tary Inspector’s  roll, 

(Nov.,  1893) $ 200  00 

General  Account,  Trus- 
tees’ roll,  (Nov., 

1893) ^2,333  34 

$ 2,583  34 

Police  Dept.,  Marshal’s 

roll,  (Nov.,  1893) $ 250  00 

Police  Dept.,  field  roll, 

(half  month,  ending 

Nov.  30. 1893) 1,374  14 

$ 1,624  14 

Total $ 14.690  60 

ENGINEERING  DEPARTMENT. 

Construction  Account— 

Alfred  Harlev,  (Sec.  1, 

Dec.  1,  ’93  j $.  508  88 

McArthur  Bros. (Sec.  2, 

Dec.  1,  ’93) 9,362  50 

McArthur  Bros.  (See.4, 

Dec.  1,  ’93) 13,677  13 

Agnew  & Co.  (Sec.  5, 

Dec.  1,  ’93) 2,858  62 

Agnew  & Co.  (Sec.  6, 

Dec.  I,  ’93 > 5,670  00 

Agnew  & Co.  (Sec.  7, 

Dec.  1,  ’93) 7,884  63 

Agnew  & Co.  (Sec.  8, 

Dec.  1,, ’93) 8,750  22 

Agnew  & Co.  (Sec.  9, 

Dec."  1,  ’931 6,130  86 

E.  D.  Smith* Co.  (Sec. 

10,  Dec.  1,  ’98) 13,230  00 

Mason,  Hoge  & Co. 

(Sec.  11,  Dec.  1,  ’93)  ..  9,777  88 

Mason.  Hoge  & Co. 

(Sec.  12,  Dec*.  1.  ’93) . . 5,755  53 

Mason,  lloge  * Co.  ' 

(Sec.  13,  Dec.  1,’93). . 10,834  19 
Heldmaier  * Neu,  (Sec. 

A,  Dec.  1. ’93) 12,147  56 

Heldmaier  * Neu,  (Sec. 

B,  Dec.  1. ’93).. ......  481  71 


I Western  Dredging 
. and  Impt.  Co.  (Sec.  C, 

Dec.  1,  ’93) 

E.  D.  Smith  & Co.  (Sec. 

D,  Dec.  1,  ’93) 

Streeter  * Kenefick, 
(Sec.  E,  Dec.  1,  ’93) . . 
Kicker,  Lee  & Co. 

(Sec.  F,  Dec.  1,  ’93).. 
McArthur  Bros.  Co. 
(Sec.  2,  River  Diver- 
sion, Nov.  15,1893)... 
McArthur  Bros.  Co. 
(Sec.  4,  River  Diver- 
sion, Nov.  15, 1893)... 
McArthur  Bros.  Co. 
(Sec.  6,  River  Diver- 
sion, Nov.  15,  1893). . . 
E.  D.  Smith  & Co-.  (Sec. 
8,  Stephens  street  and 
Santa  Fe  bridges,  No- 
vember 18,  1898) 

E.  D.  Smith  &Co.  (Sec. 
8,  Stephens  street  and 
S&nta  Fe  bridged,  No- 
vember 25,  1893)  — . 
E.  D . Smith  & Co.  ( Sec. 
10,  Western  Stone  Co, 
Bridge,  November  25, 
1893) :. 


7,121  41 
8,730  56 
4,492  47 
9,247  03 

5,224  40 

13,431  71 

3,004  81 

• 6,433  49 

472  21 

1,301  49 

$166,059  29 


ENGINEERING  DEPARTMENT. 


Barnard  & Gunthorp, 
(printing  specifica- 
tions)  $ 

Fairbanks,  Morse  & Co. 

(cement  tester) 

Seelig  & Kandier,  (re- 
pairing instruments) 
Robt.  H.  Cowdrey, 
(postage  stamps)  — 
Waukesha  Hygeia 
Mineral  Springs  Co. 

(water) 

Robt.  W.  Hunt  Co. 

(cement  sieves,  etc.) 
E.  DeClark  & Co. 

(pans) 

Geo.  Brainard,  (gauce 
reading,  Nov.,  1893) 
E.  Hastings,  (gauge 
reading,  Nov.,  1893) 
Wm.  Kirkham,  (gauge 
reading,  Nov.,  1893) 
P.  McGinnis,  (gauge 
reading,  Nov.,  1893) 
Mary  Rusk,  (gauge 
reading.,  Nov.,  1893) 
A.  M.  Munson  (rent. 

Mt.  Forest)  t 

O.  W.  Moon,  (rent, 

Lockport) 

H.  S.  Norton,  (rent, 

Lemont) 

D.  C.  Dunlap,  (horse 

and  biiggy) 

Ryan  * Sullivan, (coal ) 
D.  C.  Dunlap,  (travel- 
ing)  

D.  0.  Dunlap,  (travel- 
ing)  

A.  C.  Schrader,  (trav- 
eling)   


llO  00 
100  00 
1L  00 

28  00 

15  00 

29  40 

5 25 

10  00 

10  00 

10  00 

10  00 

10  00 

20  00 

20  00 

18  00 

45  00 
29  68 

127  84 

42  20 

17  73 
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A.  C.  Schrader,  (trav- 
eling)  £9  84 

C.  L.  Harrison,  (trav- 
eling)  17  08^ 

CLERICAL  DEPARTMENT. 

Jacobs,  Coles  & Co., 

(stationery) $ 4 50 

Waiter’s  Towel  Sup- 
ply, (toweling) 150 


716  12 


6 00 


LAW  DEPARTMENT. 

Joseph  Donnersberger, 

(expert  services) $ 300  00 

The  Chicago  Legal 
News  Co.  ( law  forms ) 4#  72 

. $ 346  72 

GENERAL  ACCOUNT. 

John  F.  Higgins, 

(printing  proceed- 
ings, Nov.,  1893). 

POLICE  DEPARTMENT 

The  Kauffman  Buggy 
Co.  (buggy). $ 130  00 

L.  H.  Manson,  (horse)  180  00 

Grand  total $181,292  43 


$ 163  70 


-$  310  00 


Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  the  vouchers,  as  read  and 
shown  above,  be  approved  and  ordered 
paid. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck  ( except  as 
to  percentage  on  Construction  Vouchers), 
Cooley,  Eckhart,  Gilmore,  Kelly,  Russell 
and  W enter — eight  (8).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the 
vouchers,  as  read  and  shown  above,  ap- 
proved and  ordered  paid. 

REQUISITIONS. 

The  Clerk  presented  the  following 
requisition: 

No.  469,  Law  Department  (sta- 
tionery)   $19  00 

Mr.  Boldenweck,  seconded  by  Mr. 
Kelly,  moved  that  Requisition  No.  469. 
for  the  Law  Department,  as  read  ana 
shown  above,  be  allowed. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  'Kelly,  Russell  and 
Wenter— eight  (8).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  Requisi- 


tion No.  469,  for  the  Law  Department, 
as  read  and  shown  above,  allowed. 

WEEKLY  REPORT  ON  EMPLOYES.' 

The  Clerk  presented  a report,  in  ac- 
cordance with  the  rules,  showing  the 
number  of  persons  in  the  employ  of  the 
District,  for  the  week  ending  December 
2,  1893. 

The  same  was  read,  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT: 

“Chicago,  Dec.  6,  1893. 

Jo  the  Honorable  the  Board  of  Trustees 

oj  the  Sanitarg  District  of  Chicago: 

Gentlemen — I beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  Decem- 
ber 2,  1893,  as  the  same  have  been  re- 
ported to  me  : 

Engineering  Department 116 

Clerical  Department. 4 

Treasury  Department. . 1 

Law  Department 8 

Police  Department . . 36 

Total  employes 165 

Respectfully  submitted, 

(Sigqed)  Thos.  F.  Judge, 

Clerk.” 

appointment  of  assistant  attorney. 

The  Clerk  presented  a report  from  the 
Attorney,  stating  that  he  had  appointed 
Mr.  Wm.  W.  Wheelock  as  Assistant  At- 
torney, vice  Mr.  Havnie  R.  Pearson,  re- 
signed, and  requesting  the  confirmation 
of  the  appointment;  and  the  report  was 
read. 

Mr.  Boldenweck,  seconded  by  Mr.  Eck- 
hart, moved  that  the  report  be  adopted, 
ordered  printed  and  placed  on  file,  and 
the  appointment  of  Mr.  Wm.  W.  Whee- 
lock,  as  Assistant  Attorney,  vice  Mr. 
Haynie  R.  Pearson,  resigned,  confirmed. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Russell  and 
Wenter— eight  (8).  Nays — None. 

Upon  which  result  the  President  d&- 
clared  the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  and  the  appointment  of  Mr.  Wm.  W. 
Wheelock,  as  Assistant  Attorney,  vice 
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Mr.  Haynie  R Pearson,  resigned,  con- 
firmed. 

The  following  is 

THE  REPORT: 

“Chicago,  Dec.  6,  1893, 

To  the  Honorable  the  Board  of  Trustees 
of  the  Sanitaru  District  of  Chicaqo: 

Gentlemen— On  account  of  his  ap- 
pointment as  Assistant  in  the  office  of 
the  State’s  Attorney  of  this  county,  Mr. 
Haynie  R.  Pearson  has  handed  me  his 
resignation  as  an  Assistant  Attorney  of 
this  Department. 

Subject  to  your  confirmation  I hereby 
appoint  Mr.  William  W.  Wheelock  to  fill 
this  vacancy  at  a salary  of  fifteen  hun- 
dred dollars  per  annum. 

Very  truly  yours, 

(Signed)  Orrin  N.  Carter, 

Attorney” 

monthly  report  from  sanitary  In- 
spector. 

The  Clerk  presented  a report  from  the 
Sanitary  Inspector  for  the  month  of  No- 
vember, 1893. 

The  same  was  read,  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT: 

“Chicago,  Dec.  5,  1893. 

To  the  Honorable  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago : 

Gentlemen— Since  submitting  my  last 
report,  the  favorable  sanitary  conditions 
at  that  time  noted  still  prevail  in  the 
various  camps.  The  slight  amount  of  1 
sickness  observed  has  been  of  a mild 
character  unattended  by  fatal  results. 

In  consequence  of  the  prevalence  of 
smallpox  in  the  city  and  at  several  points 
throughout  the  State  I have  commenced 
the  work  of  thorough  vaccination  of  all 
the  laborers  employed  on  the  drainage 
channel,  and  at  the  end  of  the  present 
week  this  work  will  be  completed.  This 
will  give  us  as  complete  protection  from 
this  disease  as  it  is  possible  to  obtain,  and 
will  allay  all  apprehension  of  danger 
from  this  source  entertained  by  residents 
of  Chicago  and  the  various  towns  adja- 
cent to  the  Sanitary  District. 

Most  respectfully  submitted, 

(Signed)  William  Martin,  M.  D., 

Sanitary  Inspector.”  I 


monthly  report  from  treasury  de- 
partment. 

t Jiie  Cle{^k  Presented  a report  from  the 

f°r  th«  “ 4. 

was  read  and,  by  unanimous 
on  fUe  l’  WaS  ordered  Pr»nted  and  placed 


The  following  is 


the  retort : 


“Balance  on  hand  at  date 

ot  last  report... 

¥1,218, 692.21) 

Received  from  Ft.  Dear- 
born National  Bank, 

mt.  tor  November 

Received  from  Metro- 
politan National  Bank, 

♦ 337  92 

int.  for  November. 

Received  froxn  National 
Bank  of  Illinois,  inter- 

372 60 

est  for  November...,. 

Received  from  Ameri- 
can Trust  and  Savings 
Bank,  interest  for 

342  47 

November 

Received  from  Globe 
National  Bank,  inter- 

43 13 

est  lor  November 

Received  from  Chicago 
National  Bank,  inter- 

318 35 

est  for  November 

Total  cash  received  for 

309  45 

— $ 1.723  92 

month 

Total  cash  disbursed 
during  month  as  pet- 
annexed  schedules, 
viz: 

53,220,416  12 

Clerical  Department. . . . 

$ 874  91 

Treasury  Department.. 

166  66 

Engineering  Departm’t. 
Engineering— Construc- 

16,170 75 

tion— Department  .... 

362,360  18 

Law  Department 

Law  Department-Land 

3,924  63 

Account 

96.308  00 

General  Account 

4,826  35 

Police  Department 

Bond  Interest  and  Prem- 

3.324 30 

ium  Account 

50.000  00 

Bond  Account 

100,000  00 

Balance  this  date,  in 
banks  as  per  schedule 

$637,955  7S 

endorsed  hereon  

$582,460  34 

(Signed)  MELVILLE  E.  STONE. 


Chicago,  December  6, 1893.” 


Treasurer. 
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SCHEDULE : 


Fort  Dearborb  National  Bank $ 106,122  08 

National  Bank  of  Illinois 106,962  61 

Chicago  National  Bank ; 105,638  08 

Metropolitan  National  Bank 108,859  95 

American  Trust  and  Savings  Bank..  21,003  79 

Globe  National  Bank 133,873  83 

Total $582,460  34 


PAYMENT  OF  RIVER  DIVERSION  EMPLOYES 

ON  SECTION  2,  4 AND  5 OUT  OF  EMER- 
GENCY FUND. 

Mr.  Eckhart  presented  an  order,  au- 
thorizing and  directing  the  Clerk  to  pay 
out  of  the  special  emergency  fund  in  his 
hands  a certain  sum,  as  provided  in  the 
order,  to  McArthur  Brothers  Company, 
Agents,  for  the  payment  of  laborers  and 
employes  working  on  the  River  Diver- 
sion on  Sections  2,  4 and  5,  said  money 
to  *be  paid  on  the  approved  pay-roll  of 
November  30,  1893,  as  provided  in  the 
order;  and  he  order  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Bolden  week,  Cooley. 
Eckhart.  Gilmore,  Kelly,  Russell  and 
Wenter— eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Clerk  directed  to  pay 
McArthur  Brothers  Company,  Agents, 
out  of  the  special  emergency  fund  in  his 
hands,  as  provided  in  the  order 

The  following  Is 

the  order: 

“ Ordered , That  the  Clerk  of  this  Dis- 
trict be  and  he  is  hereby  authorized  and 
directed  to  pay  out  of  the  moneys  in  his 
hands  drawn  upon  his  own  vouchers  as 
an  emergency  fund,  the  pay-roll  of  No- 
vember 30,  1893,  of  employes  working 
upon  the  River  Diversion  upon  Sections 
two  (2),  four  (4)  and  five  (5)  under  the 
direction  of  McArthur  Brothers  Com- 
pany, agent  of  this  District,  to  the 


amount  of  ten  thousand  ($10,000.00)  dol- 
lars, and  that  .when  said  pay-roll  has 
been  approved  by  the  Chief  Engineer, 
the  Clerk,  and  the  Finance  Committee 
of  the  District,  the  Clerk  shall  requite 
said  McArthur  Brothers  Company, Agent, 
to  pay  said  employes  the  amounts  foiind 
respectively  due  them  on  said  pay-roll 
and  to  file  with  him  the  receipted  roll 
for  the  same.” 

APPOINTMENT  OF  COMMITTEES  1893-1894, 

The  President  then  announced  the  fol- 
lowing Committees  of  the  Board  for 
1893-1894: 

Committee  on  Judiciary. 

Mr.  Kelly,  Chairman,  and  Messrs. 
Boldenweck  and  Altpeter. 

Committee  on  Finance. 

Mr.  Eckhart,  Chairman,  and  Messrs. 
Russell  and  Kelly. 

Committee  on  Rules. 

The  President  of  the  Board,  ahd  Messrs. 
Russell  and  Eckhart. 

Committee  on  Engineering. 

Mr.  Cooley,  Chairman,  and  Messrs. 
Kelly,  Boldenweck,  Altpeter  and  Russell. 

Committee  on  Health  and  Public  Order. 

Mr.  Gilmore,  Chairman,  and  Messrs. 
Altpeter  and  Prendergast. 

Committee  on  Federal  Relations. 

Mr.  Boldenweck,  Chairman,  and 
Messrs.  Cooley,  Altpeter,  Prendergast 
and  Gilmore. 

ADJOURNMENT. 

On  motion  of  Mr.  Eckhart,  seconded 
by  Mr.  Boldenweck,  the  Board  then  ad- 
journed. 

Thos.  F.  Judge, 
Clerk. 
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PROCEEDINGS 

—OF  THEr- 

Board  of  Trustees, 

—OF  THE— 

Sanitary  District  of  Chicago. 


DECEMBER  13,  1893. 


OFFICIAL  RECORD. 

( Published  fry  authority  of  the  Board  of  TVustees 
of  the  Sanitary  District  of  Chicago.) 


REGULAR  MEETING. 

The  two  hundredth  regular  meeting  of 
the  Board  of  Trustees  of  the  Sanitary 
District  of  Chicago  was  held  in  their 
rooms,  Rialto  Building,  Wednesday,  De- 
cember 13,  1893,  at  2 o’clock  P.  M. 

President  Wen  ter  called  the  Board  to 
order. 

On  roll-call  Messrs.  Altpeter,  Bolden- 
weqk,  Coolqy,  Eckhart,  Gilmore,  Kelly  ^ 
Prehdergast,  Russell  and  Wenter — nine 
(9)  members,  were  present. 

MINUTES. 

The  minutes  of  the  fourth  annual 
meeting,  held  December  5,  1893.  and  of 
the  regular  meeting,  held  December  6, 


1893.  were  anproved  as  printed,  on 
motion  of  Mr.  Boldenweck,  seconded  by 
Mr.  Kelly. 

VOUCHERS. 

The  Clerk  presented  the  ' following 
vouchers: 


ENGINEERING  DEPARTMENT. 

Construction  Account— 

Alfred  Harlev,  (Sec.  1, 

River  Diversion,  Oc- 
tober 31,  1893) $11,601  65 

Alfred  Harlev,  (Sec,  1, 

River  Diversion,  No- 
vember 16,  1893) 15,067  97 

McArthur  Bros.  Co. 

(Sec.  4,  River  Diver-, 
sion,  December  1,  ’93)  10,607  22 
E.  D.  Smith  & Co.  (Sec. 

8,  Stephens  street  and 

Santa  Fe  bridges) 4,406  97 

E.  D.  Smith  & Co.  (Sec. 

10,  making  levee 
water  tight) 


952  29 
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Mason,  Hoge  & Co, 

(Sec.  11  making  leved 

watertight). $3,190  75 

Mason,  Hoge  & Co. 

(See.  12.making  levee. 

watertight) 1,544  45 

$ 77,271  20 

ENGINEERING  DEPARTMENT. 


A.  H.  Abbott  & Co. 


(drafting  material) . . $ 
F.  Mayer  & Co.  (blue 

44  95 

prints) 

The  Polygraph  Print 

216  48 

Co. -(polygraphs)  — 
Chicago  Towel  Supply 

13  35 

Co.  (toweling) 

Hob  iy  Gebhardt, 

• 5 40 

(stake's) 

John  T.  Allison,  (rent, 

27  75 

Summit) 

20  00 

Wagner  Bros,  (liverv) 

45  50 

Wagner  Bros,  (livery) 
Ebin  J.  Ward,  (emet- 

.36  00 

gency) 

Ebin  J.  Ward,  (travel- 

3 00 

ing).... 

Thos.  T.  Johnston, 

2 72 

(traveling) 

Thos.  T.  j Johnston, 

7 02 

(traveling)  . . 

E.  R.  Shnable,  (travel- 

15 62 

ing).... 

E.  R.  Shnable,  (travel- 

~  9 :40 

ing) 

H.  A.  Miller,  (travel- 

3  26 

ing) 

F.  G.  Ewald,  (travel- 

18 61 

ing) 

Gutta  Percha  & Rub- 
ber Mfg.  Co.  (steam 

21  44 

hose,  erosive  test) — 
National  Tube  Works 
Co.  (pipe,  erosive. 

test).. 

Turner  Brass  Works. 

199  91 

54  64 

(fittings,  erosive  test) 
Jas.  P.  Marsh  Co. 

88  67 

(gauges,  orosive  test) 
A.  M.  Farnsworth, 

20  00 

( lumber,  erosive  test) 
John  B.  Gavin,  (pat- 

17 84 

terns,  erosive  test). . 
McArthur  Bros.  Co. 
(hose,  etc.,  erosive 

38  12 

test) 

C.  G.  Cutter,  (ratline, 

170  98 

' erosive  test) 

W.  R.  Stubbs,  (board 

14  02 

of  parry,  erosive  test) 

70  40 
$ 

1,165  08 

CLERICAL  DEPARTMENT. 
Trevor  Spring  Water 

Co.  (ice) 

$ 

8 00 

GENERAL'  ACCOUNT. 

The  Chicago  JHerald 
Co.  (advertising 

bonds) $ 18  90 

The  Chicago  Evening  , 

Post  Co.  (advertising 
bonds) 12  60 


The  Tribune*  Co.  (ad- 
vertising bonds). 

The  Chicago  Times , 
(advertising  bonds).. 
The  Chicago  Times , 
(advertising  Sections 

G to  M ) 

The  Inter  Ocean , (ad- 
vertising bonds) 

Victor  F.  Dawson,  Pub- 
lisher, Record,  (ad- 
vertising bonds) . 

The  Chicago  Daftly 
Nxws  Co.  (advertis- 
ing bonds) 

The 'Mail,  (advertising 

bonds) 

John  R.  Wilson,  Pub- 
lisher, Evening  Jour- 
nal, (advertising 

bonds) 

The  Chicago  Daily 
Globe , (advertising 

bonds) 

The  Chicago  Dispatch , 
(advertising  Sections 

G to  M ) 

The  Illinois  Slants 
Zeitung  Publishing 
Co.  (advertising 

. bonds) 

Chicago  Arbeiter  Zei- 
tung Publishing  Co. 
(advertising  bonds).. 
Abcndpost  Co',  (adver- 
tising bonds) . 1 

German-Amencan  Pub- 
lishing Co.,  Freie 
Pres»e,  (advertising 

bonds) 

August  Geringer.  Pub- 
' lisher,  Svornost , (ad- 
vertising bonds) 


$ 18  90 
15  75 

826  96 
9 45 


12  GO 

18  90 
12  60 


9 45 
9 45 
27  60 

7 88 

7 00 

7 20 

8 75 

6 50 
$ 


530  49 


POLICE  DEPARTMENT. 

F.  P.  Smith  Wire  and 
Iron.  Works,  (cellsi)  $ 600  00 

Grand  total $ 79,569  77 


Mr.  Kelly,  seconded  by  Mr.  Bolden- 
week,  moved  that  the  vouchees,  as  read 
and  shown  above,  be  approved  and 
ordered  paid. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck  ( except  as 
to  percentage  on  Construction  Vouchers), 
Cooley,  Eckhart,  Gilmore,  Kelly,  Pren- 
dergast,  Russell  and  W enter — nine  (9). 
Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the 
vouchers,  as  read  and  shown  above,  ap- 
proved aDd  ordered  paid. 

WEEKLY  REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report,  in  ac- 
cordance with  the  rules,  showing  the 
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number  of  persons  in  the  employ  of  the 
District,  for  the  week  ending  December 
9,  1893. 

The  same  was  read,  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
•on  file. 

The  following  is 

THE  REPORT: 

“Chicago,  Dec.  13,  1893. 

To  the  Honorable  the  Board  of  Trustees 

oj  the  Sanitary  District  of  Chicago: 

Gentlemen — I beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  Decem- 
ber 9,  1893,  as  the  same  have  been  re- 
ported to  me  : 


Engineering  Department 116 

Clerical  Department 4 

Treasury  Department 1 

Law  Department 8 

Police  Department 36 

Total  employes 165 

Respectfully  submitted, 

(Signed)  Thos.  F.  Judge, 


Clerk.”' 

.MONTHLY  REPORT  FROM  CLERICAL  DE- 
PARTMENT. 

The  Clerk  presented  a report  from  the 
Clerical  Department  for  the  month  of 
November,  1893. 

The  same  was  read  and,  by  unanimous 
consent,  wrs  ordered  printed  and  placed 
on  file. 

The  following  is 

the  report: 

“Chicago,  Dec.  13,  1893. 

To  the  Honorable  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago: 

Gentlemen-— I have  the  honor  to  here- 
with repdrt  that  the  total  amount  ex- 
pended on  account  of  and  charged  to  the 
Clerical  Department  during  the  month  of 
November,  1893,  was  $902.84,  divided  as 
follows: 


Salaries $ 841.66 

Stationery 3.68 

Furniture 28.00 

General  expenses 29.50 


Total.. , $902.84 


There  are  no  outstanding  liabilities,  and 


the  expenses  for  the  present  month  will,; 
from  present  indications,  be  about  $900, 

The  total  amount  . expended  and 
charged  to  the  General  Account  during 
the  mopth  of  November,  1893,  was 
$5,228.94,  divided  as  follows: 

Salaries $2,533.33 

Advertising 631.89 

Printing  and  Stationery 121.17 

Janitor  Service 80.00 

Illinois  Valley  Trip 912.2Q 

Damages  (Kern’s  death) 750.00 

Genera  1 expenses 200. 35 

Total $5,228  94 


There  are  outstanding  liabilities 
against  the  General  Account  to  the 
amount  of  about  $360,  for  advertising, 
and  the  expenses  for  the  present  month 
will  be  about  $5,000. 

During  the  month  of  November,  1893, 
there  were  warrants  authorized  and 
drawn  against  the  various  accounts  as 
follows: 

Engineering  Department $ 15,577.25 

Clerical  Department 902.84 

Law  Department: 2,709.67. 

Treasury  Department 182.8L 

General  Account 5,228.94 

Engineering  Department  (Con- 
struction Account) 340,892  80 

Law  Department  (Land  Acc’t)..  118,430.00 

Police  Department 3,634,40 

bond,  Interest  and  Premium  Ac- 
count  50,000.00 

Bond  Account 100,060.00 

Total $637,558.21 


Respectfully  submitted, 

(Signed)  Thos.  F.  Judge, 

Clerk” 

MONTHLY  REPORT  FROM  ENGINEERING 
PEPARTMENT. 

The  Clerk  presented  a report  (accom- 
panied by  classified  statement)  from  the 
Engineering  Department  for  the  month 
of  November,  1893. 

The  same  was  read,  and,  by  unanimous 
consent,  was  ordered  printed  and,  with 
accompanying  classified  statement, 
.placed  on  file. 

The  following  is 

THE  REPORT  : 

“Chicago,  December  8,  1893. 

To  the  Honorable  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago: 
Gentlemen  — I herewith  transtnit  the 
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reports  of  Divisions  1,  2 and  3, "showing 
the  detailed  operations  of  the  Engineer- 
ing Department  for  the  month  of  Novem- 
ber, including  table  giving  the  rate  of 
progress  on  the  several  contracts;  also  a 
classified  statement  of  expenses  in  the 
usual  form. 

Expenses  for  the  month  of  November 
were  as  follows  : 


Contractors  estimates $289,219  03 

River  Diversion  estimates ... . 122,748.80 

Payrolls 12,807.77 

Material,  etc i . ' 4,035.10 


Total $428,810.70 


I estimate  the  expenses  for  December 


will  be  $350,000.00,  including  contractor  s 
estimates. 

Yours  truly 

[Signed]  Thos.  T.  Johnston, 

Actinq  Chief  Engineer” 


“Chicago,  December  11,  1893. 
I8ham  Randolph , Esq.,  Chief  Engineer : 
Dear  Sir — I transmit  herewith  report 
for  November,  1893. 


Pay  rolls $ 6,684.76 

Pay  rolls,  repair  of  tow-path . . 350.75 

Contractors  estimates 289, 219. <’3 


Total $296,254.54 


AMOUNT  OF  WORK  DONE  TO  DECEMBER  1,  1893. 


Main  Channel. 

River  Diversion. 

River  Levees 
and  Ditches. 

Total  value 
of  work  done 

12  K 

per  cent, 
reserved 
as  per 
contracts. 

V 

m 

rJi 

Glacial 
Drift. 
Cu.  Yds. 

Solid 
Rock. 
Cu.  Yds. 

Glacial 
Drift. 
Cu.  Yds. 

Solid 
Rock. 
Cu.  Yds. 

Glacial 
Drift. 
Cu.  Yds. 

to  December 
1,  1893,  on 
each  Section. 

A 

83,926 

101228 

203,426 

$ 58,234  66 
54,925  02 
68.303  22 

$ 7.279  33 

B 

6.865  63 

C 

128,115 

162,637 

8 537  90 

D 

202,756 

53,603  62 

6,700  45 

E 

446,870 

55,194 

■69,700 

5,876 

29,500 

28,232 

145,693  90 
87,142  08 
27,464  13 
29.888  00 

18.211  74 

F 

233,798 
- 95.843 

63,416 

10,892  76 

1 

3.433  02 

2 

55,400 

3.736  0O 

3 

66,800 

88,300 

208,900 

18,036  00 
.33,543  00 

2,254  50 

4 

4,192  87 

5 

56.403  00 

7,050  38 

6 

126,400 
60,700 
7,500 
47  500 

98.800 

60,804  00 
115,306  00 
136,350  50 

7,600  60 

7 

60,200 

66,000 

96  700 

41,000 

14,413  25 

8 

52.900 

95,400 

17,043  81 

9 

72,800 

37:700 

16  000 

90.439  20 

11,304  90 

10 

24,700 

185.900 

27,400 

66,600 

206,945  00 

25  868  12 

11 

40,300 

249.200 

5,756 

11,484 

220,523  22 
228.365  75 

27,565  40 

12 

27,400 

277,700 

28.545  <2 

13 

32,822 

45,300 

358,000 

118,600 

276,138  72 
95,638  00 

34.517  34 

14 

11,954  75 

Total 

2.022,830 

1.388  400 

951,717 

220  883 

91.648 

$2  063.747  02 

$257,968  37 

Main  Channel,  glacial  drift 2,022.830  Cu.  Yds. 

Main  Channel,  solid  rock 1,388,400  “ 

River  Diversion,  glacial  drift , ...  951,717  “ 

River  Diversion,  solid  rock 220,383  “ 

River  Levees  and  Ditches,  glacial  drift 91,648  “ 

Total  value  of  work  done  to  December  1st,  1893 $2,063,747  02 

Total  12>^  per  cent  reserved  as  per  contracts 257,968  37 


Total  of  vouchers,  including  those  of  December  1,  1893 $1,805,778  65 
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CONDITION  OF  *WORK,  DECEMBER  1,  1893. 


(o 

C 

o 

© 

o 

«/>. 

Contractors. 

Total  amount  done  De- 
cember 1,  1893. 

Total  amount  required  to 
be  done  December  1, 
3893,  using  new  rates 
lor  progress  for  No- 
vember work. 

Amount  behind  as  per 
contracts  December  1, 
1893. 

. 

Amount  ahead  as  per 
contracts  December  1, 
1893. 

Average  monthb'  pro 
gress  necessary  Novem- 
ber 1,  1893,  to  April  c0, 
1895. 

! 

Amount  of  work  done 
during  November,  1893. 

A 

Heldmaier  & Neu 

$ 58,234.66 

.54,925.02 
68,303.22 

$ 129,505.82 
66,604.66 
72,306.21 

5 71,271.16 

11,679  64 
4,002.99 

9 

| 26.826.14 

12,952.70 
14,123.61 

$’  24,551.15 
6.098.76 

B 

Heldmaier  & Neu 

C 

Wesj’n.Dred’g.  &Imp.  Co 

14,758.46 

D 

E.  D.  Smith  & Co 

53,603.62 

76,607.18 

23,003.56 

15,461.14 

12,983.19 

E 

Streeter  & Kepeflek 

145,693.90 

74,847.00 

70,846.90 

12,696.12 

14,284.60 

F 

Ricker,  Lee  & Co 

87,142.08 

27,464.13 

53,498.71 

30,643.37 

10,400.39 
28  451.55 

18,842.78 

581.68 

1 

Alfred  Harlev 

185,820.93 

158,356.80 

2 

3 

McArthur  Bros 

frilman  & Co 

29.888.00 
,18,036.00 

33.543.00 

199,508.39 

243,437.15 

231,650.19 

169,620  39 
225,401.15 
198,107.19 

25,097.57, 

26,367.99 

13,900.00 

4 

McArthur  Bros 

26,453.49 

21,609.00 

5 

Agnew  & Co. 

56,403.00 

142,604.63 

86,201.63 

16,483.39 

9,612.00 

6 

Agnew  & Cfo 

60,804.00 
1 15',306.00 

167,295.85 

200,688.46 

106,491.85 

19,101.74 

22,304.68 

10.935.00 

Agnew  & Co 

85,382.46 

16,958.00 

14,709.50 

8 

Agnew  & Co..  

136,350.50 

285,463.68 

149,113.18 

27,608.06 

9 

Agnew  & Co 

90,439.20 

206,945.00 

220,523.22 

228,865.75 

276,138.72 

242,625.98 

286,960.82 

152,186.78 

80,015.82 

18,630.76 

1,673.50 

24,454.29 

26,476.09 

13,973.30 

32,480.00 

10 

E.  D.  Smith  Co 

11 

Mason,  Hoge  & Co. 

23y,l58.9» 
230,039  25 
221,559:55 

20,349.46 

19,137.57 

17,084.40 

22,190.47 

16,404.75 

32 

Mason,  Hoge  & Co 

13 

Mason,  Hoge  & Co. 

54,579.17 

26,536.25 

14 

McCormick  Cons’n.  Co... 

95,638.00 

.243,172.58 

147,534.58 

24,382.50 

10,950.00 

Totals 

^2, 063, 74 7. 02 1 

#3,596,351.02 

#1*688,673.44 

$ 156,069.44 

$ 416,192.94j$  302,358.99 

Total  amount  required  to  be  done  December  1,  1893.$  3,596,351  02 
Total  amount  done  December  1,  1893 2,063,747  02 


Amount  short  as  per  contracts 


$ 1,532.604  00 


Note— In  addition  to  the  above  amounts  done  December  1, 1893,  there  has  been  material 
excavated  at  various  points  by  lapor  employed  by  the  Sanitary  District,  which  material, 
if  rated  at  the  regular  contract  prices  would  reduce  the  shortage  as  follows: 


Section 

Section 

Section 

Section 

Section 

Section 

Section 

Section 

Section 

Section 

Section 


1, 

2, 

2, 

8, 

4, 

4, 

4, 

4, 

5, 
11, 
11, 


river  diversion— 155,200  cubic  yards  glacial  drift  at  27c. . . 
river  diversion—  79,500  cubic  yards  glacial  drift  at  28c. . . 
river  diversion—  8,900  cubic  yards  glacial  (fri ft  at  60c. . . 
river  diversion—  304  cubic  yards  glacial  drift. at  27c. . . 
river  diversion—  80,700  cubic  yards  glacial  drift  at  27c. . . 
river  diversion—  5,200  cubic  yards  glacial  drift  at  49c. . . 
river  diversion—  4,100  cubic- yards  solid  rock  at  86c... 
river  diversion—  9,254  cubic  yards  solid  rock  at  80c — 
river  diversion—  12,256  cubic  yards  glacial  drift  at  27c. . . 
river  diversion—  3,798  cubic  yards  glacial  drift  at  3034c. 
river  diversion—  2,885  cubic  yards  solid  rock  at  7934c. 


$41,904 

00 

22,260 

00 

4,450 

00 

82 

08 

21,789 

00 

2.548 

00 

8,526 

00 

7,403 

20 

8,309 

12 

oo 

90 

2,286 

36 

Reducing  shortage  a total  of. 


S110  706  66 
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19. . 
It.. 

13.. 
13.. 


Section. 


Totals.. 


£ 


Hi 
05  2 

it 

<u.S 

C 

1 Steam  and 
| Air  Drills. 

1 Steam  and 
| Air  Hoists 

1 Clian- 
| nelers. 

Air  Com- 
| pressors. 

I Cable- 
| ways. 

Steam 

Scrapers. 

I Cantilever 
1 Derricks. 

| Locomo- 
tives. 

Steam 

Derrick. 

Cars. 

CD 

tfl 

O 

' ® 

1.9 

2.0 

.5 

2 

3 

3.8 

2 

.6 

.5 

1.5 

4 

5 
3 

i.6 

:::: 

•44 

15 

hi- 

.4 

1 

.7 

3 

.5 

1.6 

.1 

.9 

4.5 

3.0 

2 

5 

36.5 

.9 

.5 

24 

! 9 

1 

.6 

2.0 

6.4 

3.8 

12.6 

10.5 

6 

13 

54.3 

.7 

2.4 

1.6 

3 

2 

1 

2 

5.9 

4.8 

3.6 

4.7 

.8 

i4 

36 

36 

38 

.9 

1 

1 

1 

1 

4 

"is 

, 2. 
1.8 
1.7 
3.5 

9.0 

8.6124.0 

1.4 

.6 

14.4 

2.2 

223 

Respectfully  submitted, 

(Signed)  D.  C.  Dunlap, 

.Assistant  Superintendent  of  Construction .” 


“Chicago,  December  6,  1893. 
Mi , Isham  Randolph , Chief  Engineer: 

Dear  Sir — The  work  of  Division  2 for 
the  month  of  November  was  as  follows: 

The  construction  of  the  spillway  above 
Summit  was  continued.  The  excavation 
for  the  same  and  all  the  concrete  work 
was  finished.  All  the  masonry  in  the 
wings  was  laid  dnd  all  but  125  feet  on 
the  crest.  No  surfacing  of  the  sides  was 
done  on  account  of  the  unsatisfactory 
state  of  the  weather. 

The  excavation  of  the  surplus  material 
east  and  west  of  the  spillway  was  under- 
taken. The  building  of  the  uncompleted 
portion  of  the  levee  south  of  the  spillway 
was  commenced  and  is  progressing  rap- 
idly. 

Continued  the  cross- sectioning  of  the 
territory  along  the  lino  of  the  River  Di- 
version Channel.  The  work  is  now  com- 
pleted from  the  head  of  Goose  Lake  to  a 
point  about  half  a mile  above  the  Willow 
Springs  Road. 

„The  construction  of  the  Santa  Fe  bridge 
across  the  River  Diversion  Channel  at 
Lemont  and  approaches  thereto  was 
completed  and  connections  made. 

The  bridge  and  embankment  for  West- 


ern Stone  COi  across  the  River  Diversion 
Channel  in  Section  10  is  completed  and 
track  laid.  It  will  be  ready  for  traffic  by 
the  middle  of  December. 

The  Stephens  street  bridge  at  Lemont 
across  the  River  Diversion  Channel  is- 
progressing.  The  approaches  are  prac- 
tically completed.  The  masonry  is  about 
half  finished,  the  framing  is  completed 
and  two  spans  are  in  place. 

The  Des  Plaines  river  water  gauge  at 
the  old  Stephens  street  bridge  at  Lemont 
was  abandoned  and  new  gauges  estab- 
lished at  the  new  Santa  Fe  bridge  and 
the  new  Stephens  street  bridge  over  the 
River  Diversion  Channel. 

Computations  for  the  final  estimate  of 
excavation,  concrete  and  masonry  in  the 
spillway  were  made. 

The  maintenance  and  records  of  water 
gauges  were  continued . 

The  reduction  of  notes  pertaining  to 
Illinois  river  floods  was  continued. 

The  expense  for  December  will  approx- 
imate to  that  of  November. 

Very  respectfully, 

(Signed)  Thos.  T.  Johnston, 

First  Assistant  Chief  Engineer 
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“Chicago.  Dec.  5,  1893. 
Isliam  Randolph,  Esq.,  Chief  Engineer . 

Dear  Sir— I herewith  submit  the  re- 
port of  Division  3 for  the  month  of 
November,  1893. 

1 Finished  the  contour  map  of  100  feet 
scale  of  the  S.  E.  1 of  Section  1 and  the 
N.  E.  i of  Section  12,  Township  38  North, 
Range  12  east,  showing  the  location  of 
the  spillway  and  adjoining  levees. 

On  the  mam  triangulation  map  from 
Lake  Michigan  to  Joliet,  finished  platting 
of  the  topography  on  Part  1,  Lake  Mich- 
igan to  Summit,  and  platted  topography 
on  parts  2 and  3 from  Summit  to  Joliet. 

On  the  100  feet  scale  contour  maps, 
platted  the  section  corners,  main  chan- 
nel and  river  diversion  lines  on  Parts  6, 
6 a,  7,  7 a,  8 and  11.  and  platted  topog- 
raphy on  Parts  8 a,  13,  19,  22  and  24. 

Made  tracings  of  right  of  way  tracts 
127,  128  and  157  and  the  plan  of  the  Sum- 
mit and  Riverside  Road. 

Completed  the  original  drawings  and 
tracings  of  the  right  of  way  tracts  be- 
tween Western  avenue  and  Robey  street 
and  betsveen  Lockport  and  Joliet. 

Finished  copies  for  recording  of  the 
official  profile  marked  “Proposition  2, 
Plan  2 b,”  and  the  official  map  marked 
“Plah  1,  Willow  Springs  to  Sitmmit,”' 
approved  November  23, 1892. 

Finished  the  progress  profile  of  the 
main  channel  and  river  diversion. 

■ The  platting  and  inking  of  the  Sanitary 
District  map  was  pontinued  during  the 
month. 

.Colored  eighteen  prints  of  the  con- 
densed map  and  profile  of  the  line. 

During  December  it  is  proposed  to  con- 
tinue the  platting  now  on  hand,  and  to 
mount  and  color  the  five  sewerage  maps. 

The  expense  for  December  will  be 
practically  the  same  as  for  the  past 
month. 

Yours  respectfully, 

(Signed)  Edgar  Williams, 

Second  Assistant  Chief  Engineer .” 
(Enclosing  classified  statement.) 

MONTHLY  REPORT  FROM  LAW  DEPART- 
MENT. 

The  Clerk  presented  a report  from  the 
Law  Department  for  the  month  of  No- 
vember, 1893. 

The  same  was  read,  and,  by  unani- 


mous consent,  was  ordered  printed  and 
placed  on  file. 

The  following  is 

THE  REPORT: 

“Chicago,  Dec.  13, 1893. 

To  the  Honorable  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago: 

Gentlemen  — I submit  herewith  the 
monthly  report  for  November,  1893.  The 
total  amount  paid  out  by  this  Depart- 
ment is  as  follows: 

Salaries. 

Attorneys $ 1,525  00 

Office  force 320  00 

$ 1,845  00 

General  Expenses. 

Right  of  way. .. $ 872  01 

Court  costs 136  50 

Legal  services 325  00 

Stationery 5 95 

Sundries 24  61 

§ 864  67 

Land  Account. 

Right  of  way & 86,408  00 

Taxes  (Will  Co.) 40  00 

$ 86,448  00 


Total S 89.157  67 


The  completion  of  the  river  diversion 
during  the  month  rendered  it  no  longer 
necessary  to  continue  the  running  of 
workingmen’s  trains  on  the  Santa  Fe 
Road . They  have  accordingly  been  dis- 
continued and  settlement  made  of  the 
ticket  account.  At  the  request  of  the 
contractors  it  was  arranged  that  trains 
should  run  on  the  Chi6ago  and  Alton 
Railroad  until  December  9.  1893, 

I have  caused  a petition  to  be  filed  for 
the  condemnation  of  the  lots,  streets  and 
alleys  in  the  subdivision  known  as 
“Manchester,”  and  including  the  boule- 
vard and  one  or  two  additional  tracts^  for 
which  opinions  of  title  were  ready.  In 
this  suit  summons  is  made  returnable 
for  the  third  Monday  in  January,  an  d 
trials  can  be  had  as  soon  thereafter  as 
may  be  "deemed  advisable. 

Several  land  purchases  have  been 
closed  during  the  month  as  will  be  seen 
from  the  above  item  on  land  account. 
There  remain  but  five  or  six  tracts  of 
land  west  of  Manchester  not  purchased  or 
bargained  for,  and  a suit  including  three 
of  these  has  been  set  for  trial  for  Janu- 
uarv  9,  1894.* 

Much  of  the  time  of  this  department 
has  been  taken  up  with  the  complica- 
tions arising  out  of  the  failure  of  the  Mc- 
( ormick  Construction  Company  and  in 
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the  consideration  of  the  .questions  con- 
nected therewith. 

The  general  expenses  of  the  depart- 
ment for  the  month  has  been  smaller 
than  for  any  month  during  the  year. 

For  the  coming  month  the  department 
will  be  occupied  with  matters  pertaining 
to  the  letting  of  contracts  this  side  of 
Summit,  to  the  preparation  of  the  case 
set  for  trial  in  January,  to  further  land 
settlements  and  with  routine  work. 

Respectfully  submitted, 

(Signed)  Orrin  N.  Carter, 

Attorney . 

ordinances  for  summit  bridge  and  w.i'l- 

LOVV  SPRINGS  ROAD. 

The  Clerk  presented  a report  from  the 
Attorney,  enclosing  copies  of  the  ordi- 
nances passed  by  the  Boards  of  Trustees 
of  the  Villages  of  Summit  and  Spring 
Forest,  Illinois,  with  reference  to  the 
Summit  and  Riverside  bridge  across  the 
Desplaines  river,  and  also  with  reference 
to  the  raising  to  the  Willow  Springs  road 
between  the  Canal  and  Desplaines  river; 
and  the  report,  with  enclosures,  was 
read. 

Mr.  Boldenweck,  seconded  by  Mi;.  Kel- 
ly, moved  that  the  report,  with  enclos- 
ures, be  ordered  printed  and  referred  to 
the  Joint  Committee  on  Engineering  and 
Finance. 

The  motion  prevailed  unanimously, 
and  the  report,  with  enclosures,  was  or- 
dered printed  and  so  referred. 

The  following  is 

THE  REPORT,  WITH  ENCLOSURES: 

“Chicago,  Dec.  13,  1893, 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen: — I enclose  /herewith  a 
{copy  of  an  ordinance  passed  by  the 
President  ami  Board  of  Trustees  of  the 
Village  of  Summit,  Illinois,  on  July  10, 
1893,  with  reference  to  the  Summit  and 
Riverside  bridge  across  the  Desplaines 
River.  Also  a copy  of  an  ordinance 
passed  by  the  President  and  Board  of 
Trustees  of  the  Village  of  Spring  For- 
est, Illinois,  on  Nov.  23,  1893,  with  refer- 
ence to  the  raising  of  the  Willow  Springs 
Road  between  the  Canal  and  the  Des- 
plaines River. 

I would  recommend  that  the  Sanitary 
District. accept  the  conditions  provided 
for  in  each  of  these  ordinances  and  that 


they  be  printed  in  • our  record  for  the 
sake  of  convenience  of  reference. 

Respectfully  submitted, 

(Signed)  Orrin  N.  Carter, 

Attorney .” 

ordinance  passed  JULY  10,  1893. 

“Re  it  ordained  hy  the  President  and 

Board  of  Trustees  of  the  Village  of 

S umrmt : 

That  pprmission  and  authority  are 
hereby  granted  to  the  Sanitary  District 
of  Chicago  to  excavate  their  main  chan- 
nel over 'and  across  the  Summit  and 
Riverside  highway  in  said  Village  in  ac- 
cordance with  the  plans  adopted  by 
them  and  under  the  direction  of  the 
Chief  Engineer;  provided,  however,  that 
»aid  Sanitary  District  of  Chicago  shall 
at  all  times  while  such  excavation  is  in 
progress,  at  its  own  expense,  provide 
and  maintain  a good  and  sufficient  pas- 
sageway for  persons  and  teams  using 
said  highway,  so  that  travel  along  and 
upon  said  highway  in  each  direction 
shall  not  be  interrupted,  and  shall  pro- 
vide at  their  own  expense  a substantial 
bridge  of  first  class  material  and  work- 
manship spinning  said  main  channel 
when  completed; 

Also,  that  permission  and  authority 
are  hereby  granted  to  the  Sanitary  Dis-. 
trict  to  raise,  lengthen  and  build  ap- 
proaches to  the  bridge  by  which  said 
highway  now  passes  over  the  Desplaines 
river;  provided,  that  during  the  progress 
of  the  work  thereon,  such  provision 
shall  be  made  for  the  crossing  of  said 
river  by  persons  using  said  highway  as 
shall  not  seriously  interrupt  travel 
thereon,  and  that  when  the  alterations 
in  said'  bridge  hereby  authorized  are 
completed,  the  approaches  to  the  same 
shall  be  of  an  easy  and  convenient  grade 
and  well  constructed. 

Also,  that  permission  and  authority 
are  hereby  granted  to  said  Sanitary  Dis- 
trict of  Chicago  tQ  lay  down,  maintain 
and  operate  one  single  railrohd  track 
over,  upon  and  across  said  highway; 
provided,  that  said  railroad  track  shall 
be  so  graded  and  constructed  and  the 
work  carried  on  in  such  manner  and  at 
such  times  as  shall  as  little  as  possible 
interfere  with  travel  along  and  upon 
said  highway,  and  that  approaches  to 
the  crossing  of  said  railroad  track  of  an 
easy  and  accessible  grade  for  travel  be 
constructed,  and  that  the  road  bed  of 
said  highway  at  said  crossing  and  the 
approaches  thereto  shall  be  made  in  all 
respects  as  tirm  and  solid  as  before  the 
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construction  of  said  railroad  track  across 
same. 

Provided  further,  that  said  Sanitary 
District,  after  the  work  of  building  the 
channel  of  said  sanitary  canal  is  com- 
pleted, shall,  at  their  own  expense,,  re- 
move said  railroad  and  level  up  said  rail- 
way and  leave  the  same  in  at  least  as 
good  condition  as  the  same  was  before 
the  passage  of  this  ordinance.” 


ORDINANCE  PASSED  NOV.  28,  1893. 

.“Be  it  ordained  by  the  President  -and 
Board  of  Irustees  of  the  Village  of 
Spring  Forest  as  follows: 

That  the  Sanitary  District  of  Chicago 
be  and  it  is  hereby  authorized  to  raise 
the  grade  of  the  Willow  Springs  Road 
at  the  Northwesterly  end  of  the  bridge 
over  the  Illinois  and  Michigan  Canal  to 
the  height  of  said  Northwesterly  end  of 
said  bridge  and  extending  thence  North- 
westerly with  a uniform  grade  to  a level 
twenty  (20)  feet  above  Chicago  datum  at 
or  near  the  Southeasterly  end  of  the 
bridge  over  the  Pesplaines  River,  and 
with  a suitable  approach  to  said  bridge, 
provided  said  roadway  shall  be  made 
thirty  (80)  feet  wide  on  top  with  side 
slopes  of  one  and  one- half  (1|)  to  one 
(1)  and  top-dressed  with  gravel  to  a 
depth  of  nine  (9)  inches  at  center- of  said 
roadway  ahd  six  (6)  inches  on  the  sides, 
and  that  the  work  be  carried  on  in  such 
manner  as  not  unnecessarily  to  impede 
or  hinder  travel  along  and  upon  said 
highway,  and  provided  further  that 
said  Sanitary  District  shall  be -respon- 
sible for  all  damages  occasioned  by  rais- 
ing the  grades  aforesaid. 

(Signed)  John  H,  W interburn. 

President  of  Board.” 

AGREEMENT  FOR  BUILDING  OF  SUMMIT 
SPILLWAY ; AND  WORK  ON  SUMMIT 
HIGHWAY. 

Mr.  Cooley,  Chairman,  presented  a re- 
port from  the  Joint  Committee  on  En- 
gineering and  Finance,  with  reference 
to  and  accompanied  by  art  agreement 
with  McArthur  Brothers  Company,  for 
the  construction  of  the  spillway  at  Sum- 
mit, recommending  that  the  President 
and  Clerk  be  authorized  and  directed  to 
execute  the  same  on  behalf  of  the  Dis- 
trict, and  further  recommending  that 
the  Chief  Engineer  return  a voucher 
for  certain  improvements  on  the  Summit 
highway  on  Section  E as  “extra”  work; 
and  the  report  and  accompanying  agree- 
ment were  read . 

Mr.  Cooley,  seconded  by  Mr.  Bolden- 


weck,  moved  that  the  report  be  adopted, 
with  accompanying  agreement  ordered 
printed  and  placed  on  file,  the  recom- 
mendations made  in  the  report  concurred 
in,  the  President  and  Clerk  author- 
thorized  and  directed  to  execute  the  ac- 
companying agreement  and  the  Chief 
Engineer  instructed  as  provided  in  the 
report. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Prend-rgast, 
Russell  and  W enter — nine  (9).  Nays — 
None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  and  with  accompanying  agree- 
ment ordered  printed  and  placed  on  file, 
the  recommendations  made  in  the  report 
concurred  in.  and  the  President  and 
Clerk  authorized  and  directed  to  execute 
the  accompanying  agreement,  and  the 
Chief  Engineer  instructed  as  provided 
in  the  report. 

The  following  fs 

THE  REPORT  AND  ACCOMPANYING  AGREE- 
MENT: 

“Chicago,  Dec.  13,  1893. 
“7’o  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen — The  Joint  Committee 
transmits  herewith  an  agreement  with 
McArthur  Brothers  Company  in  relation 
to  the  construction  bf  a spillway  above 
the  Santa  Fe  Railway  as  recommended 
by  this  Committee  and  authorized  by  the 
Board  on  October  25th,  page  1528  of 
Proceedings. 

The  cost  will  over-run  the  estimate 
given,  and  the  amount  authorized  by 
about  two  thousand  dollars  ($2,000),  this 
excess  being  due  to  a sudden  dip  in  the 
rock  at  the  south  end  of  the  spillway  by 
which  the  amount  of  excavation  and  the 
number  of  yards  of  masonry  were  in- 
creased. The  expenditure  authorized  be- 
ing based  on  piece  prices  and  quantities, 
this  excess  above  the  estimate  due  to  the 
above  mentioned  cause  should  be  ap- 
proved by  the  Board,  and  the  Committee 
recommend  that  the  President  and  Clerk 
be  directed  to  execute  the  agreement  on 
the  part  of  the  District. 

The  Engineer  in  his  discretion  has  in- 
structed the  contractor  for  Section  E.  to 
surface  the  Summit  highway  with  rock 
when  the  same  has  been  raised  and 
changed  in  crossing  the  levee  adjacent 
to  the  river  diversion,  the  cost  of  the 
same  being  about  sixty  dollars  ($60). 
We  recommend  that  this  action  be  ap- 
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proved,  the  cost  of  the  work  to  be  re- 
turned under  the  extra  clause  of  the 
contract. 

Respectfully  submitted, 

(Signed)  L.  E.  Cooley, 

Cfiairmaln. 

B.  A.  Eckhart, 

Wm.  Boldenweck, 
Thomas  Kelly, 

W.  H.  Russell, 

John  J.  Altpeter, 

Joint  Committee  on  Engineering  and 
Finance 


AGREEMENT: 

"This  Agreement,  Made  and  entered 
into  this  first  day  of  November,  A.  D., 
1893,  by  and  between  the  Sanitary  Dis- 
trict of  Chicago,  party  of  the  first  part, 
and  McArthur  Brothers  Company,  a cor- 
poration, party  of  the  second  part,  Wit-, 
nesseth: 

That  the  said  party  of  the  second 
part,  in  consideration  of  the  payments 
hereinafter  provided  for,  hereby  cove- 
nants, contracts  and  agrees  with  the 
said  party  of  the  first  part  to  act  as  its 
agent  in  superintending  the  construction 
of  a spillway  on  the  left  bank  of  the  Des- 
plaines  River,  about  1,500  feet  north  of 
the  Santa  Fe  bridge,  near  Summit,  Illi- 
nois, in  accordance  with  certain  plans 
and  specifications  made  by  the  Chief  En- 
gineer of  first  party,  hereto  attached  and 
marked  ‘Exhibits  1,  2 and  3,’  and  made 
part  hereof . 

Said  second  party  will  at  once  organize 
such  a force  of  men  as  shall  be  sufficient 
to  secure  the  completion  of  said  Work  in 
the  shortest  time  possible  consistent  with 
economy,  and  shall  furnish  at  its  own 
cost  and  expense  all  tools,  machinery 
and  appliances  necessary  for  the  proper 
and  economical  execution  of  said  work. 
First  party  shall  pay  for  the  labor  en- 
gaged upon  said  work,  and  for  all  ma- 
terials entering  into  the  construction  of 
said  spillway,  as  hereinafter  provided. 

Said  second  party,  as  suchagontof  first 
party,  agrees  to  purchase  all  the  materi- 
als of  every  kind  necessary  for  the  con- 
struction of  said  spillway,  and  render 
bills  therefor,  which  shall  be  approved 
in  writing  by  the  Chief  Engineer  of  first 
party,  and  payments  therefor  shall  be 
made  when  same  shall  have  been  so  ap- 
proved by  said  Chief  Engineer.  Bills 
for  labor  of  all  foremen  and  workmen 
employed  upon  said  work  shall  be  ap- 


proved by  the  Chief  Engineer  in  writing, 
and  after  same  shall  have  been  so  ap- 
proved, shall  be  paid  by  first  party. 

Said  second  party  shall  superintend 
and  conduct  said  work  as  agent  for  first 
party  in  the  usual  manner,  in  considera- 
tion of  which  services  and  the  furnishing 
of  the  tools,  machinery  and  appliances 
aforesaid  for  the  construction  of  said 
work,  the  said  party  of  the  first  part  will 
pay  to  the  said  second  party  ten  (10)  per 
cent  upon  the  cost  of  work  "done  and  ma- 
terials furnished  in  the  construction  of 
said  spillway,  in  accordance  with  said 
plans  and  specifications,  said  cost  to  in- 
clude amounts  paid  fCr  wages  and  for 
all  materials  entering  into  the  construc- 
tion of  said  spillway,  which  percentage 
so  received  shall  be  accepted  by  said  sec- 
ond party  as  full  and  sole  compensation 
for  its  setvices  and  for  the  use  of  its 
tools  during  the  prosecution  of  said  work 
until  the  Completion  thereof. 

Second,  party,  in  consideration  of  such 
payment  by  first  party,  as  agent  in  the 
construction  of  said  work,  hereby  guar- 
antees that  the  total  cost  of  said  work, 
including  the  ten  (10)  per  cent  agreed  to 
be  paid  to  it  as  its  compensation  herein, 
shall  not  exceed  the  sum  of  eighteen 
thousand  two  hundred  and  twenty -seven 
and  ten  one-hundredths  (818,227.10)  dol- 
lars, and  it  hereby  agrees  incase  the  total 
cost  of  said  work,  including  the  cost  of 
superintendence,  shall  exceed  said  sum, 
ii  will  itself  pay. whatever  amount  shall 
be  in  excess  of  said  sum  of  eighteen 
thousand  two  hundred  and  twenty-sgven 
and  ten  one-hundredths  ($18,227.10)  dol- 
lars. 

In  ' witness  whereof , on  the  day  and 
year-  first  above  written,  the  parties 
hereto  have  caused  these  presents  to  be 
executed  by  their  respective  officers 
thereunto  duly  authorized.” 

(Accompanied  by  specifications.)' 

AMENDMENT  TO  RULE  21. 

Mr.  Russell,  for  the  Committee  on 
Rules,  presented  a report  amending  Rule 
21  of  the  Rules  of  the  Board  of  Trustees, 
as  provided  in  the  report ; and  the  report 
and  amendment  were  read. 

Under  the  rules,  the  report  and  amend- 
ment were  ordered  printed  and  laid  over. 

The  following  is 

* THE  REPORT: 

“Chicago,  Dec.  13,  1893. 

To  the  Honorable  the  Board : of  Trustees 

of  the  S'initarii  District  of  Chicago: 

Gentlemen  — Your  Committee  on 
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Rules  beg  leave  to  submit  herewith  the 
following  amendment  to  the  Rules  of  the 
Board  of  Trustees,  presented  by  the  Com- 
mittee and  adopted  at  the  meeting  held 
May  10.  1893  (page  1220  of  the  Proceed- 
ings), and  recommend  its -adoption  by 
the  Board. 

In  Rule  21,  on  page  1222  of  the  printed 
Proceedings,  lines  18  and  19  in  the  first 
column,  insert  “twenty-four  hundred 
($2,400)  dollars”  in  place  of  “eighteen 
hundred  ($1,800)  dollars.” 

Very  respectfully  submitted, 

(Signed)  Frank  Wenter, 

Chairman. 

W.  H.  Russell, 

B.  A.  Eckhart, 
Committee  on  Rules 

ACTION  ON  FORFEITURE  OF  M’CORMICK 
CONSTUCTION  COMPANY  CONTRACT. 

* The  Clerk  presented  a communication 
from  Mr.  P.  J.  Sexton,  Receiver  of  the 
McCormick  Construction  Company,  ask- 
ing that  the  Board  suspend  action,  for  a 
time,  with  reference  to  the  forfeiture 
of  the  contract  with  said  Company;  and 
the  communication  was  read. 

With  reference  to  the  communication, 
Mr.  Kelly  presented  an  order,  directing 
that  the  communication  just  received  be 
ordered  printed  and  referred  to  the  Joint 
Committee  on  Engineering  and  Judiciary 
and  the  Attorney  for  consideration,  the 
District  to  waive  none  of  its  rights 
by  such  action;  and  the  order  was 
read. 

Mr.  Kelly,  seconded  by  Mr.  Bolden- 
weck,  moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood:  Yeas — 

Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Prendergast, , 
Russell  and  Wepter-— nine  (9).  Nays— 
None. 

Upon  which  result  the  President  de- 
clared the  motion- carried,  the  order 
adopted,  and  the  communication  ordered 
printed  and  referred  to  the  Joint  Com- 
mittee on  Engineering  and  Judiciary  and 
the  Attorney,  as  provided  in  the  order. 

The  following  is 

THE  COMMUNICATION: 

“Chicago,  Dec.  11,  1893. 

To  the  Honorable  the  Board  of  Commis- 
sioners,* Sanitafry  District  of  Chicago: 

Gentlemen— The  undersigned,  having 


been  appointed  by  the  Hon.  Judge 
Grosscup,  of  the  United  States  Court,  as 
Receiver  of  the  McCormick  Construction 
Company,  who  have  a contract  for  Sec- 
tion 14  of  the  Drainage  Canal,  and  hav- 
ing been  notified,  as  such  receiver,  that 
your  Honorable  Board  proposes  to  lay 
the  foundation  for  a forfeiture  of  said 
contract,  the  time  to  expire  on  the  17th 
of  this  month,  I desire  to  represent  to 
your  Honorable  Board  that  the  books 
and  papers  of  this  company  have  not  as 
yet  come  into  my  possession,  consequent- 
ly I am  not  prepared  to  take  any  action, 
or  make  any  recommendation  in  the 
premises.  For  this  reason  I respectfully 
ask  your  Honorable  Board  to  suspend 
action  on  the  forfeiture  of  this  contract 
until  1 have  sufficient  time  to  get  the 
books  in  shape,  and  take  the  necessary 
legal  steps  for  the  protection  of  the  per- 
sons interested  in  this  company. 

Hoping  your  Honorably  Board,  can 
grant  this  necessary  time,  without  in- 
jury to  the  trust  imposed  on  you,  I am, 

Sincerely  yours, 

(Signed)  P.  J.  Sexton, 

Receiver  of  the  McCormick  Construction 

Company .” 


The  following  is 

the  order: 

“ Ordered , That  the  communication  of 
P.  J.  Sexton,  Receiver  of  the  McCormick 
Construction  Company,  be  referred  to 
the  Joint  Committee  on  Judiciary  and 
Engineering  together  with  the  Attorney 
to  consider  the  matter  of  a forfeiture  of 
tlie  contract  of  said  Company,  and  re- 
port its  recommendations;  and  that  pend- 
ing such  consideration  and  report  the 
District,  while  waiving  none  of  its  rights 
in  respect  to  said  forfeiture  take  no  ac- 
tion therein.” 

OPENING  OF  BIDS  FOR  $3,000,000  BONDS. 

The  President  then  announced  that  in 
pursuance  of  the  advertisement  dated 
November  20,  1893,  inviting  bids  for  the 
purchase  of  the  issue  of  the  $3,000,000  of 
5 per  cent  bonds  bf  the  District,  that  the 
Board  would  now  proceed  to  the  open- 
ing and  consideration  of  bids  received 
for  said  bonds  up  to  December  13,  1893, 
at  noon. 

The  Clerk  then  presented  and  opened 
the  four  (4)  bids  received  for  the  said 
issue  of  bonds,  as  shown  in  the  following 
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summary  OF  BIDDERS: 


No. 

NAME. 

LOCATION. 

CHECKS  DEPOSITED. 

1 

Greenebaum  Sons 

Chicago 

$ 1,507  50 

2 

N W Harris  & Co  . . . 

Chicago  . . 

91,620  00 
90,000  00 

3 

Blair  & Co 

Mew  York  City. . . 

4 

First  National  Bank  of  Chicago 

Chicago 

30,700  00 

SCHEDULE  OF  BIDS 

FOR  $3,000,000  BONDS,  OPENED  DECEMBER  13,  1893' 


No. 


Greenebaum  Sons.  . . 
N.  W.  Harris  & Co. 

Blair  & Co. 


First  National  Bank  of 
Chicago 


AMOUNT  BID  FOR. 


$50,000 


j $250  pre 
mium, 
(or  lODf 


$1,000,000 


f $21,300  pre 
j mium  or 
i 102  T\ny 
| Balance  on 
[ conditions. 


$2,500,000. 


f $15,000  pre- 
j miumorlOO^ 
Balance  on 
conditions. 


$3,000,000. 


( $53,817.  Ifr  9 
- premium, 

( orlOlf^-h 


The  following  are 

THE  BIDS  IN  DETAIL  : 

(1.)  “Chicago,  Dec.  12,  1893. 

To  the  Honorable  Board  of  Trustees  of  the 
Sanitary  District  of  Chicago : 

Dear  Sir— We  hereby  offer  100.50 
($50,250.00  cash  down)  for  $50,000.00  5 
per  cent,  bonds  of  the  $3,000,000  to  be 
issued  January  1 next  by  the  Sanitary 
District  of  Chicago.  We  to  receive  a 
pro  rate  share  of  long  and  short  bonds. 

Enclosed  please  find  check  for  $1,507  50, 
being  3 per  cent  on  our  bid. 

Very  respectfully, 

(Signed)  Greenebaum  SbNS, 

Bankers. 

83  and  85  Dearborn  St.,  Chicago.” 


tisement  oiiering  for  sale  three  million 
dollars  ($3,000,000)  of  bonds  of  the  Sani- 
tary District  of  Chicago,  bearing  date  of 
January  1,  1894,  bearing  interest  at  the 
rate  of  five  per  cent,  per  annum,  payable 
semi-annually;  said  bonds  to  be  due  and 
payable  in  from  one  to  twenty  years, 
and  further  described  in  your  advertise- 
ment offering  said  bonds  for  sale,  we 
make  the  following  proposition  : 

We  will  pay  for  all  of  said  bonds  par 
and  interest  and  a premium  of  $53,817.75. 
Bonds  to  be  legally  and  regularly  issued 
and  delivery  and  payment  of  bonds  to  be 
arranged  hereafter  in  accordance  with 
the  terms  of  your  advertisement. 

Yours  truly, 

(Signed)  N.  W.  Harris  & Co.’’ 


“Chicago,  Dec.  13,  1873. 
To  the  Honorable  Board  of  Trustees  of 
the  Sanitary  District  of  Chicago': 
Gentlemen— Referring  to  your  adver 


(3.)'  “Chicago,  Dec.  13,  1893. 

To  the  Honorable  Board  of  Trustees  of 
the  Sanitary  District  &f  Chicago:  Chi- 
cago, Illinois. 

Dear  Sirs— We  beg  to  submit  the  fol- 
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lowing  proposition  for  the  purchase  of 
the  Sanitary  District  of  Chicago  5 per 
cent  bonds,  as  fully  described  in  your 
notice  of  proposals: 

We  will  purchase  $2,500,000,  and  give 
par  and  half  premium  and  interest  as 
soon  as  issued,  with  the  option  to  pur- 
chase the  balance  of  the  issue  at  the 
same  price,  the  option  to  remain  in  force 
so  long  as  we  accept  and  pay  for  the 
bonds  at  the  rate  of  $100,000  per  month, 
delivery  to  be  made  on  the  first  day  of 
each  month,  beginning  February  1st. 
We  to  have  the  privilege  of  accepting  all 
or  any  of  the  issue  of  bonds  at  our  pleas- 
ure. Bonds  to  be  legally  and  regularly 
issued,  and  full  papers  t<5  be  furnished 
us,  showing  the  legality  of  the  same 
prior  to  us  paying  for  the  bonds. 

Respectfully  submitted, 
(Signed)  Blair  & Co.” 


(4.)  “ First  National  Bank,  ) 

Chicago,  Dec.  13,  1893.  j 

lo  the  Honorable  Bonrdof  Trustees , San- 
itary District  of  Chicago : 

Gentlemen— Referring  to  your  adver- 
tisement offering  for  sale  $'3,000,000  of 
bonds  of  the  Sanitary  District  of  Chicago, 
the  First  National  Bank  of  Chicago  will 
pay  par  and  twenty-one  thousand,  three 
hundred  dollars  premium  for  one  million 
dollars  in  said  bonds,  to  be  issued  in  ac- 
cordance with  said  advertisement  and 
maturing— fifty  thousand  dollars  each 
year  from  one  to  twenty  years  inclusive, 
delivery  to  be  made  on  or  about  January 
1,  1894. 

This  bid  to  be  contingent  on  the  bonds 
being  legally  and  regularly  issued  and 
also  upon  your  Board  offering  to 
said  bank  the  remaining  $2,000,000  in 
bonds  at  the  price  above  mentioned,  in 
sums  of  $500,000  dollars  as  the  bonds  may 
be  requir°d  for  the  uses  of  the  District, 
ten  days’  notice  to  be  given  said  bank  of 
any  proposed  tender  of  bonds. 

Herewith  we  hand  you  our  cheques  for 
$30,700  on  account  of  said  bid,  and  said 
subsequent  offerings  of  bonds.  It  being 
expressly  understood  that  should  said 
bank  refuse  or  fail  to  pay  for  any  install- 
ment of  bonds  so  offered,  your  Board  to 
be  released  from  any  obligation  to  sell  or 
offer  said  bank  any  balance  of  said  $3,000,- 
000  in  bonds  not  then  delivered. 

Respectfully  yours, 

(Signed)  R.  J.  Street, 

Cashier .” 


BIDS  FOR  BONDS  REFERRED  TO  COMMITTEE 
ON  FINANCE. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
then  moved  that  the  bids  for  bonds  as 
read  and  shown  above,  be  tabulated, 
printed  and  referred  to  the  Committee 
on  Finance,  with  instructions  to  report 
back  to  the  Board  at  an  adjourned  meet- 
ing to  be  held  on  Friday,  December  15r 
1893,  at  1:30  o’clock  P.  M.,  and  that  when 
the  Board  adjourn,  it  do  adjourn  to  that 
time. 

On  roll-call  the  vote  stood:  Yeas — 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Prendergast, 
Russell  and  Wenter— nine  (9).  Nays — 
None. 

Upon  which  result  the  President  de- 
clared the  motion  carred,  and  the  bids,  as 
read  and  shown  above,  ordered  tabulated, 
printed  and  so  referred,  and  that  when 
the  Board  .adjourn,  it  do  adjourn  to 
meet  Friday,  December  15,  1893,  at  1 :30 
o’clock  P.  M. 

ADJOURNMENT. 

On  motion  of  Mr.  Eckhart,  seconded 
by  Mr.  Boldenweck,  the  Board  then  ad- 
journed to  meet.qn  Friday,  December  15, 
1893,  at  1:3d  o’clock  P.  M.,  pursuant  to 
motion. 

Thos.  F.  Judge, 
Clerk. 


ADJOURNED  MEETING.  1 

The  adjourned  session  of  the  two  hun- 
dredth regular  meeting  of  the  Board  of 
Trustees  of  the  Sanitary  District  of  Chi- 
cago was  held  in  their  rooms,  Rialto 
Building,  Friday,  December  15,  1893,  at 
1:30  o’clock  P.  M.,  pursuant  to  motion. 

President  Wenter  called  the  Board  to 
order. 

On  roll-call  Messrs^  Altpeter,  Bolden- 
weck, Eckhart,  Kelly,  Russell  and  Wen- 
ter— six  (6>and  subsequently  MT.  Cooley, 
making  a total  of  seven  (.7)  members, 
were  present. 

REPORT,  ON  BIDS  FOR  $3,000,000  BONDS. 

Mr.  Eckhart,  Chairman,  presented  a 
report  from  the  Committee  on  Finance, 
recommending  that  the  bid  of  Messrs. 
N.  W.  Harris  & Company,  of  Chicago,  for 
the  entire  issue  of  $3,000,000  bonds  of  the 
District,  be  accepted,  and  that  the  checks 
of  the  other  bidders  and  the  excels 
check  of  Messrs.  N.  W.  Harris  & Com- 
pany be  returned  to  the  bidders  as  pro- 
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vided  in  the  report,  said  report  being  ac- 
companied by  all  the  bids  an  agreement 
in  duplicate  between  Messrs.  N.  W.  Har- 
ris & Company  and  the  District,  and 
further  recommending  that  the  President 
and  Clerk  be  authorized  and  directed  to 
execute  the  said  agreement  on  behalf  of 
the  District;  and  the  report  and  accom- 
panying agreement  were  read. 

Mr.  Eckhart,  seconded  by  Mr.  Russell 
moved  that  the  report  be  adopted,  and 
with  the  accompanying  agreement,  or- 
dered printed  and  with  enclosures  placed 
on  file,  the  recommendations  made  there- 
in concurred  in,  and  the  President  and 
Clerk  authorized  and  directed  to  execute 
the  said  agreement  on  behalf  of  the  Dis- 
trict. as  provided  in  the  report. 

On  roll-call  the  vote  stood:  Yeas — 

Messrs.  Altpeter,  Bolden  week,  Eckhart, 
Kelly,  Russell  and  Wenter— six  (6). 
Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  and  with  accompanying  agree- 
ment, ordered  printed  and  with  enclosures 
placed  on  file,  the  recommendations 
made  therein  concurred  in,  and  the  Presi- 
dent and  Clerk  authorized  and  directed 
to  execute  the  said  agreement  on  behalf 
of  the  District,  as  provided  in  the  report. 

The  following  is 

THE  REPORT  AND  ACCOMPANYING  AGREE- 
MENT: 

“Chicago,  Dec.  15>,  1893. 

To  the  Honorable  the  Hoard  ofTnistees 

of  the  tSardtam  District  of  Chicaqo: 

Gentlejien— The  Finance  Committee, 
to  whom  your  Honorable  Body  at  its 
meeting  of  December  18,  1893,  referred 
the  bids  received  for  the  purchase  of 
three  million  ($3,1)00,000)  dollars  of  the 
bonds  of  this  District^  has  considered  the 
same,  and  now  recommends  that  as  N. 
"W.  Harris  & Co.,  of  Chicago  have  made 
the  highest  and  only  unconditional  bid 
for  the  whole  issue  of  said  bonds,  their 
bid  therefor  be  accepted,  and  that  the 
President  and  Clerk  of  the  Board  be  in- 
structed to  execute,  with  said.  N.  W. 
Harris  & Co.,  the  contract  hereto  at- 
tached for  the  delivery  of  said  bonds.. 

Your  Committee  further  recommends 
that  the  Clerk  be  instructed  to  return  to 
the  First  National  Bank  of  Chicago, 
Blair  & Co. , and  Greenebaum  Sons,  the 
checks  deposited  by  them  with  their  bids 
for  said  bonds;  also,  that  the  Clerk  be 
instructed  to  return  to  said  N.  VV.  Harris 
<&:  Co.  their  check  for  $1,620.00,  which 
was  in  excess  of  the  $90,000.00  required 


and  which  was  deposited  by  them  with 
their  bid  for  said  bonds,  under  a misap- 
prehension and  was  not  called  for  by  the 
advertisement. 

Respectfully,  submitted, 

(Signed)  B.  A.  Eckhart, 

Chairman. 
W.  H.  Russell, 
Thomas  Kelly, 
Commute?  on  Finance .” 


agreement: 

"This  agreement,  made  and  entered  into 
this  fifteenth  day  of  December,  A.  D.  1893, 
by  and  between  tile  Sanitary  District  of 
Chicago,  party  of  the  first  part,  and  N.  W. 
Harris,  D.  J.  Harris,  A.  G.  Farr,  and  N.'W. 
Halsey,  partners,  doing  business  under  the! 
firm  name  and  style  of  N.  W.  Harris  & Co., 
of  the  second  part. 

Witnesseth,  That  said  party  of  the  first 
part  does  hereby  covenant,  contract,  and 
agree,  for  the  consideration  hereinafter  set 
forth,  to  issue  and  deliver  to  said  party  of 
the  second  part,  three  million  ($3,000,000) 
dollars  worth  of  its  interest  bearing- 
coupon  bonds;  said  bonds  to  be  of  the  de- 
nomination x>f  one  thousand  ($1,000)  dollars 
each;  all  of  said  bonds  to  bear  - date,  the 
first  day  of  January,  A.D.  1894,  and  to  bear 
interest  at  five  (5)  percent  per  annum  from 
date,  payable  semi-annually;  said  bonds  to 
be  payable  at  the  times,  in  the  sums,  and 
upon  the  terms  and  conditions  set  forth  in 
an  ordinance  passed  by  the  Board  of  Trus- 
tees of  said  Sanitary  District  on  November 
8th,  1893. 

In  consideration  of  the  issue  and  deliv- 
ery of  said  bonds,  as  above  set  forth,  said 
party  of  the  second  part  hereby  covenants, 
contracts,  and  agrees  to  pay  and  give  for 
said  bonds  par,  a premium  of  fifty-three 
thousand  eight  hundred  and  seventeen  dol- 
lars and  seventy-five  cents  ($53,817.75),  and 
all  interest  accrued  upon  said  bonds  to  the 
date  of  delivery;  and  they  further  agree  to 
receive  and  pay  for  said  bonds  at  the  above 
rate  on  the  following  dates,  and  in  the  fol- 
lowing amounts,  to-wiU 

81,000,000  on  or  before  January  5th,  1894. 

8500,000  and  accrued  interest  on  February 
1st,  1894. 

8500,000  and  accrued  interest  on  March 
1st,  1894. 
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8500,000  and  accrued  interest  on  April 
1st,  1894. 


and  said  party  of  the  second  part  have  here- 
unto set  their  hand3  and  seals. 


8500,000  and  accrued  interest  on  May  1st, 
1894. 

The  party  of  the  second  part  to  have  the 
right  to  take  the  bonds  faster  than  the  times 
above  specified. 


Sanitary  District  of  Chicago, 
By 


President. 


Attest:  . 


It  is  understood  and  agreed  by  and  be- 
tween the  parties  hereto  that  said  party  of 
the  second  part  may,  at  their  option,  call  for 
and  have  delivered  to  them,  at  the  time  of 
any  delivery  of  bonds  hereunder,  bonds  of 
any  maturities,  provided  the  average  matur- 
ities so  called  for  do  not  exceed  the  average 
maturity  of  the  three  million  (83,000,000) 
dollars  of  bonds  covered  by  this  contract. 

It  further  agreed  by  the  parties  hereto 
tliat  upon  each  delivery  of  said  bonds,  as 
aforesaid,  said  party  of  the  second  part 
shall  pay  such  proportion  of  said  premium 
of  fifty-three  thousand  eight  hundred  and 
seventeen  dollars  and  seventy-five  cents 
(853,817.75),  as  the  bonds  delivered  at  that 
particular  time  bear  to  the  whole  amount 
of  bonds  to  be  delivered  hereunder. 

It  is  further  agreed  by  the  parties  hereto,, 
that  the  ninety  thousand  (890,000)  dollars 
certified  check  which  has  been  deposited 
with  the  Clerk  of  the  party  of  the  first  part 
by  said  party  of  the  second  part  shall  be 
held  by  said  Clerk  until  the  first  delivery  of 
bonds  hereunder,  and  that  then  and  there- 
after the  proceeds  thereof  be  refunded  to 
said  party  of  the  second  part  in  the  follow- 
ing manner: 

Whenever  any  of  said  bonds  are  delivered 
to  said  party  Of  the  second  part,  there  shall, 
also,  be  delivered  to  them,  by  said  party  of 
first  part,  such  proportion  of  said  check,  or 
its  proceeds,  as  the  amount  of  bonds  then 
delivered  shall  bear  to  the  total  amount  to 
be  delivered  hereunder. 

It  is  further  covenanted  and  agreed  by 
said  party  of  the  first  part  that  the  bonds 
herein  mentioned  shall  be  legally  and 
regularly  issued  by  it.  This  contract  is 
executed  in  duplicate. 

In  witness  whereof,  on  the  day  and  year 
first  above  written,  the  said  Sanitary  Dis 
trict  of  Chicago  has  caused  these  presents 
to  be  signed  by  the  President  of  its  Board 
of  Trustees,  and  attested  by  its  Clerk,  and 
its  corporate  seal  to  be  hereunto  affixed, 


Clerk. 

[seal]  

PURCHASE  OF  “LE  MOYNE”  LAND. 

Mr  Eckhart,  Chairman,  presented  a 
report  from  the  Joint  Committee  on  Fi- 
nance and  Engineering,  with  reference 
to  the  purchase  from  John  V.  Le  Moyne 
of  certain  right  of  way  lands  in  Cook 
County,  and  authorizing  and  directing 
the  Clerk  to  pay  for  said  right  of  way 
lands,  on  the  voucher  of  the  Attorney, 
as  provided  in  the  report;  and  the  report 
was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  adopted,  or- 
dered printed  and  placed  on  file,  the  rec- 
ommendations made  therein  concurred 
in,  and'  the  Clerk  authorized  and  directed 
to  pay  John  V.  Le  Moyne,  on  the  voucher 
of  the  Attorney,  for  the  said  right  of  way 
lands,  as  provided  in  the  report. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley. 
Eckhart-.  Kelly,  Russell  and  Wenter— 
seven  (7).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  the  recommendations  made  therein 
concurred  in,  and  the  Clerk  authorized 
and  directed  to  pay  John  Y.  Le  Moyne, 
on  the  voucher  of  the  Attorney,  for  the 
said  right  of  way  lands,  as’  provided  in 
the  report. 

The  following  is 

TIIE  REPORT  l 

“ To  the  Honorable,  the  Board  of  Trustees 

of  the  Sandary  District  of  Chicago: 

Gentlemen— The  Joint  Committee  on 
Finance  and  Engineering  has  reached  an 
agreement  with  John  V.  LeMoyne  for  the 
purchase  from  him  for  the  corporate  pur- 
poses of  this  District  of  the  land  hereinafter 
described  for  the  sum  of  sum  of  seventy 
thousand  (870,000.00)  dollars. 

Your  Committee  recommend  that  the 
Clerk  of  this  District  be  directed  to  pay, 
on  the  voucher  of  the  Attorney,  to  said 
I John  Y . LeMoyne,  represented  in  Chicago 
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by  Frank  J.  LeMoyne,  the  sum  ot  seventy 
thousand  ($70, 000.00)  dollars,  in  full  pay- 
ment for  the  following  described  land,  to- 
wit: 

That  part  of  the  northwest  quarter  (N. 
W.  X)  of  Section  three  (3),  Township 
thirty-eight  (38)  north,  Range  thirteen  (13). 
east  of  the  Third  Principal  Meridian,  lying 
north  (N. ) of  the  northerly  boundary  line 
of  the  right  of  way  of  the  Chicago,  Santa 
Fe  and  California  Railway  Company,  and 
south  (S.)  of  a line  drawn  from  a point  in 
the  west  line  of  said  northwest  quarter  ( M. 
W:  X)\  four  hundred  and  ninety- six  and 
ninety-live  one  hundredths  (495.95)  feet 
south  (S)  of  the  northwest  (N.  W. ) .corner 
of  said  section,  to  a point  in  the  east  line 
of  Section  thirty-four  (34),  Township  thir- 
ty-nine. (39)  north,  Range  thirteen  (13), 
east  of  the  Third  Principal  Meridian,  one 
thousand  and  twenty-live  and  sixty  one- 
hundredths  (1025.60)  feet  south  (S.)  of  the 
east  (E.)  quarter  corner  thereof,  subject  to 
an  agreement  and  to  such  Tights,  if  any,  as 
may  exist  thereunder  made  between  John 
Y.  LeMoyne  and  the  Chicago  and  Western 
Indiana  Belt  Railway  Company,  dated 
the  8th  day  of  August,  A.  D.  1891,  being 
an  agreement  with  reference  to  the  con- 
veyance, under  certain  conditions  therein 
stated,  to  said  railway  company  of  the  use 
for  a right  of  way  of  a strip  of  land  across 
the  above  described  premises  and  other 
lands;  said  LeMoyne  assigning  to  the  Sani- 
tary District  all  his  rights  in  said  contract 
so  far  as  the  same  applies  to  above  described 
land;  also,  that  part  of  the  northwest  quar- 
ter (N.  W.  X)  of  the  northeast  (N.  E.  X) 
of  Sectibn  three  (3),  Township  thirty-eight 
(38)  north,  Range  thirteen  (13),  east  of  the 
Third  Principal  Meridian,  bounded  and  de- 
scribed as  follows':  Beginning  at  the  north- 
west ( N.  W. ) corner  of  the  northeast  quar- 
ter (N.  E.  X)  of  said  Section  and  running 
thence  east  ( E. ) on  the  north  ( N. ) line  of 
said  Section,  four  hundred  and  fifty-four 
(454)  feet;  thence  south  (S.)  on  a line  par- 
allel with  the  west  ( W.)  line  of  said  north- 
east quarter  (N.  E.  X)  to  its  intersection 
with  the  northerly  boundary  line  of  the 
right  of  way  of  the  Chicago,  Santa  Fe  and 
California  Railway  Company;  thence 
southwesterly  along  said  northerly  bound- 
ary line  to  the  west  (W.)  line  of  said  north- 
east quarter  (N.  E.  X );  thence  north  (N.) 
on  said  west(  W.)  line  to  the  place  of  begin- 
ning; all  said  premises  lyiDg  and  being  situ- 
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ate  in  the  County  of  Cook,  State  of  Illinois. 

Respectfully  submitted,  , 

(Signed)  B.  A.  Eckhart, 

Chairman. 
John  J.  Altpeter, 

Wm.  Boldenweck, 
Thomas  Kelly, 

W.  H.  Russell, 

Joint  Commitee  on  Finance  and  Engin- 
eering.” 

PAYMENT  FOR  “ WILSHIRE  ” LAND. 

Mr.  Eckhart,  Chairman  of  the  Joint 
Committee  on  Finance  and  Engineering, 
presented  an  order  authorizing  and 
directing  the  Clerk  to  pay  to  Wilson, 
Moore  & Mcllvaine,  solicitors  for  Frances 
M. 'Wilshire,  on  the  voucher  of  the  At- 
torney, in  pursuance  of  a certain  order 
entered  in  the  Circuit  Court  of  Cook 
County,  Illinois,  a'  certain  sum,  as  pro- 
vided in  the  order,  for  right  of  way 
lands  in  said  County,  in  full  of  verdict 
for  said  lands,  in  the  case  of  the  Sanitary 
District  of  Chicago  vs.  Marianna  A. 
Ogden,  Frances  M.  Wilshire,  etal.;  and 
the  order  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  the  adoption  of  the  order. 

On  roll-call  the  vote  stood:  Yeas-*- 

Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly,  Russell  and  Wenter — 
seven  (7).  Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  order 
adopted,  and  the  Clerk  authorized  and 
directed  to  pay  to  Wilson,  Moore  Sc 
Mcllvaine,  solicitors  for  Frances  M.  Wil- 
shire, on  the  voucher  of  the  Attbrney,  in 
pursuance  of  a certain  order  entered  in 
the  Circuit  Court  of  Cook  County,  Illi- 
nois, a certain  sum,  as  provided  in  the 
order,  for  right  of  way  lands  in  said 
County,  in  full  of  verdict  for  said  lands, 
in  the  case  of  the  Sanitary  District  of 
Chicago  vs.  Marianna  A.  Ogden,  Frances 
M.  Wilshire,  et  al. 

The  following  is 

the  order: 

“Ordered,  That  the  Clerk  of  this  District 
be  authorized  and  directed  to  pay,  on  the 
voucher  of  the  Attorney,  to  Wilson,  Moore 
& Mcllvaine,  solicitors  from  Frances  M. 
Wilshire,  the  sum  of  Forty-two  thousand 
two  hundred  and  forty  ($42,240.00)  dollars, 
in  full  paymentfor  the  following  described 
land,  to- wit: 

That  part  of  the  west  (W.)  seven  hun- 
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dred  and  twenty-one  (721)  feet  of  the  north- 
west quarter  (N.  W.  %)  of  the  northeast 
quarter  (N.  E.  ' kO  of  Section  thirty-six 
(36),  Township  thirty  nine  (89)  North, 
Range  thirteen  (13),  East  of  the  Third  Prin- 
cipal Meridian,  lying  north  of  a line  par- 
allel with  and  sixty  (60)  feet  northwest- 
erly at  right  angles  from  the  center  line 'of 
the  original  right  of  way  of  the  Atchison, 
* Topeka  and  Santa  Ee  Railroad  Company 
in  Chicago  (said  center  line  being  a line 
parallel  with  and  two  hundred  and  sixty 
(260)  feet  northwesterly  at  right  angles 
from  the  northwesterly  Reserve  Line  of 
the  Illinois  and  Michigan  Canal),  and 
south  (S.)  of  a line  drawn  from  a point  in 
the  west  (W.)  line  of  said  Section,  one 
thousand  and  ninety  and  ten  one-hun- 
dredths (1,090.10)  feet  north  (N.)  of  the 
west  (W.)  quarter  corner  of  said  Section, 
to  a point  in  the  north  (N.)  line  of  said 
Section,  one  thousand  three  hundred  and 
six  and  fifty-one.  one-hundredths  (1,806.51) 
feet  west  of  the  northeast  (N.  E.)  corner 
of  said  Section;  said  premises  lying  and 
being  situate  in  the  County  of  Cook,  State 
of  Illinois,  and  containing'  fourteen  and 
eight  one-hundredths  (11.08)  acres,  more 
or  less. 

Said  sum  being  the  amount  awarded  by 
the  verdict  and  report  of  the  jury  and  the 
order  of  judgment  entered  therein  in  the. 
case  of  the  Sanitary  District  of  Chicago  vs. 
Marianna  .A.  Ogden,  Frances  M.  Wilshire 
et  al.,  in  the  Circuit  Court  of  Cook  County, 
Illinois,  General  Number  118,948,  on  the 
13th  day  of  December,  A.  D.  1898,  and  said 
payment  being  so  made  in  accordance  with 
said  order  entered  therein.” 

OFFICES  TO  BE  CLOSED  ON  SPECIAL  ELEC- 
TION DAY,  DECEMBER  19,  i893. 

Mr.  Russell  presented  an  order,  direct- 
ing that  the  offices  of  the  District  be 
closed  on  Tuesday,  December  19,  1893, 
the  same  being  Election  Day  in  the  City 
of  Chicago— a legal  holiday;  and  the 
order  was  read. 

Mr.  Russell,  seconded  by  Mr.  Bolden- 
weck,  moved  the  adoption  of  the  order. 

The  motion  prevailed  unanimously, 
and  the  President  declared  the  order 
adopted  and  the  offices  of  the  District 
ordered  closed  on  Tuesday,  December  19, 
1893. 

The  following  is 

the  order: 

“Ordered,  That  the  offices  of  the  Sani- 


tary District  of  Chicago  be  and  they  are 
hereby  ordered  closed'  on  Tuesday,  De- 
cember 19,  1893,  the  same  being  Election 
hohda&  ”t5ie  °f  Chicago,— a legal 


AGREEMENT  WITH  JOHN  LEHMAN1  FOR 
ADDITIONAL  RIVER  DIVERSION  WORK 
ON,  SECTION  ONE. 

The  Clerk  presented  a report  from  the 
Chief  Engineer,  with  reference  to  and 
accompanied  by  form  of  agreement,  in 
duplicate,  with  John  Lehman  for  addi- 
tional \Vork  on  the  River  Diversion  on 
Section  1,  said  work  being  already  under 
progress  under  order  of  the  Board  of  No- 
vember 15,  1893,  (page  1573  of  the  Pro- 
ceedings;) and  the  report  and  accompany- 
ing agreement  were  read. 


Mr.  Altpeter,  seconded  by  Mr.  Bolden- 
weck,  moved  that  the  report  be  Ordered 
printed,  and  with  accompanying  agree- 
ment, referred  to  the  Joint  Committee  on 
Engineering  and  Finance, 

Mr.  Kelly,  seconded  by  Mr.  Russell, 
moved  as  a substitute  that  the  agreement 
be  amended  by  striking  out  the  para- 
graph with  reference  to  grubbing  and 
the  removal  of  trees,  etc.,  and  that  the 
report  and  agreement  as  amended,  be 
adopted,  ordered  printed  &nd  placed  on 
file,  and  the  President  and  Clerk  author- 
ized and  directed  to  execute  the  said 
agreement  on  behalf  of  the  District,  and 
further  that  the  matter  of  the  removal 
of  trees,  stumps  and  other  obstructions 
be  referred  to  the  Joint  Committee  on  • 
Engineering  and  Finance  for  considera- 
tion. 


On  roll-call  on  the  substitute,  the  vote 
stood:  Yeas— Messrs.  Bolden  week,  Cooley, 
Eckhart,  Kelly,  Russell  and  Wenter — six 
(6).  Nays— Mr.  Altpeter— one  (1). 

Upon  which  result  the  President  de- 
clared the  substitute  carried,  the  agree- 
ment amended  by  striking  out  the  para- 
graph with  reference  to  grubbing  and 
the  removal  of  trees,  stumps  and  other 
obstructions,  the  report  and  agreement, 
as  amended,  adopted,  ordered  printed, 
and  placed  on  file  and  the  President  and 
Clerk  authorized  and  directed  to  execute 
the  said  agreement  on  behalf  of  the  Dis- 
trict, and  further,  the  matter  of  the  re- 
moval of  trees,  stumps  and  other  ob- 
structions, referred  to  the  Joint  Commit- 
tee on  Engineering  and  Finance  for  con- 
sideration. 
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The  following  is 

THE  REPORT,  WITH  ACCOMPANYING  AGREE- 
MENT: 

“Chicago,  Dec.  15,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago  : 

Gentlemen — The  Board  of  Trustees, 
at  its  meeting  November  15th  (page 
1573  of  the  Proceedings)  in  a report  sub- 
mitted by  the  Joint  Committee  on  Engi- 
neering and  Finance,  instructed  the  Chief 
Engineer  as  follows: 

“Section  1.  That  the  Chief  Engineer 
be  instructed  to  establish  a }evee  line 
along  the  southerly  side  of  the  River, 
from  the  levee  now  constructed  opposite 
Columbia  Park  to  the  Willow  Springs 
bridge,  and  to  remove  the  point  on  the 
south  side  above  the  River  Diversion  op- 
posite Columbia  Park,  and  place  the  ma- 
terial excavated  in  the  easterly  extension 
of  the  levee.” 

The  Chief  Engineer,  to  fully  comply 
with  this  instruction,  has  arranged  with 
John  Lehman  to  do  the  excavation  and 
levee  work  in  accordance  with  an  agree- 
ment, copies  of  which  are  herewith  trans- 
mitted, subject  to  the  approval  of  your 
Board. 

It  is  respectfully  requested  that  your 
Board  approve  the  agreement  and  au- 
thorize it. 

Very  respectfully, 

Signed)  Thos.  T.  Johnson, 

Acting  Chief  Engineer.” 


agreement: 

“This  Agreement , Made  and  entered  this 

day  of A.  D.  1898, 

by  and  between  the  Sanitary  District  of 
Chicago,  party  of  the  first  part,  and  John 
Lehman,  party  of  the  second  part,  wit- 
nessed: 

That  the  said  party  of  the  second  part  in 
consideration  of  the  payments  hereinafter 
provided  for  hereby  covenants,  contracts 
and  agrees  with  the  said  party  of  the  first 
part  to  act  as  its  agent  in  superintending 
the  excavation  of  not  to  exceed  twelve 
thousand  (12,000)  cubic  yards  of  material 
from  the  point  of  land  lying  to  the  east  of 
the  bend  of  the  river  above  the  River  Di- 
version opposite  Columbia  Park  taking 
same  down  to  the  level  of  the  surface  of 
the  river  and  as  far  back  from  the  margin 
thereof  as  may  be  necessary  and  placing 


the  material  so  excavated  in  the  easterly 
extension  of  the  levee  now  constructed 
opposite  Columbia  Park  to  the  Willow 
Springs  road,  carrying  said  extension 
across  the  bed  of  the  old  river;  said  work 
to  be  done  under  the  direction  of  the  Chief 
Engineer  of  first  party.  Second  party  will 
also  clear  the  portion  of  said  point  of  land 
so  excavated  of  all  buildings,  trees,  cord- 
wood  and  stumps. 

Second  party  will  employ  such  a force  of 
men  as  may  be  necessary  and  shall  at  his 
own  expense  furnish  the  necessary  tools 
and  appliances  for  the  proper  and  econom- 
ical execution  of  said  work. 

Said  second  party  shall  superintend  and 
conduct  said  work  as  agent  for  first  party 
in  the  usual  manner  in  consideration  of 
which  services  and  the  furnishing  of  the 
tools  and  appliances  aforesaid  in  taking  up 
and  removing  from  said  point  of  land  not 
to  exceed  twelve  thousand  { 12,000)  cubic 
yards  of  excavation  aforesaid  and  the 
placing  otsaid  material  on  the  levee  exten- 
tion  together  with  the  clearing  off  of  all 
obstructions  from  that  portion  of  said' 
point  of  land  excavated,  said  first 
party  will  pay  to  said  second  party 
ten  (10)  per  cent  upon  the  actual  cost 
of  executing  said  work  in  accordance  with 
the  directions  of  the  Chief  Engineer  of  first 
party,  which  peroentage  so  received  shall 
be  accepted  by  said  second  party  as  full 
and  sole  compensation  for  his  services  as 
agent,  as  aforesaid,  and  for  the  use  of  his 
tools  and  appliances  in  the  prosecution  of 
said  work. 

Second  party,  in  consideration  of  such 
payment  by  first  party,  as  agent  in  the  con- 
struction of  said  work,  hereby  guarantees 
that  the  total  cost  of  said  work  of  excava- 
tion, including  the  ten  (10)  per  cent  agreed 
to  be  paid  to  him  as  his  compensation 
herein,  shall  not  exceed  the  sum  of  five 
thousand  and  forty  ($5,040.00)  dollars,  Or 
such  proposition  theteof  as  the  quantity  ac- 
tually excavated  bears  to  12,000  cubic  yards, 
and  he  hereby  agrees  that  in  case  the  total 
cost  of  said  work,  including  the  cost  of 
superintendence,  shall  exceed  said  sum  or 
said  proportionate  amount  thereof,  he  will 
himself  pay  whatever  amount  shall  be  in 
excess  of  said  five  thousand  and  forty 
($5,040.00)  dollars,  or  the  proportionate 
amount  thereof  aforesaid. 

[It  is  further  agreed  that  first  party 
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shall  pay  to  second  party  for  the  removal 
of  all  trees , stumps  and  other  obstructions 
from  that  portion  of  said  point  of  land 
lying  between  the  part  excavated  and  the 
levee  extension , the  actual  cost  of  said 
work,  with  ten  {10)  per  cent  of  solid  cost 
in  addition  thereto , as  second  party's 
compensation  for  his  services  as  agent  in 
securing  the  execution  of  said  last  men- 
tioned work.]  (Note— This  clause  strick- 
en out  by  amendment.— Clerk.) 

In  witness  whereof , on  the  day  and  year 


first  above  written,  first  party  has  caused 
these  presents  to  be  executed  by  its  Presi- 
dent and  Clerk,  and  second  party  has  here- 
unto set  his  hand  and  seal.” 

ADJOURNMENT. 

On  motion  of  Mr.  Bolden  week,.,  sec- 
onded by  Mr.  Kelly,  the  Board  then  ad- 
journed. 

Thos.  F.  Judge, 
Clerk, 
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PROCEEDINGS 

—OF  THE— 

Board  of  Trustees, 

—OF  THE— 

Sanitary  District  of  Chicago, 


DECEMBER  20.  1893. 


OFFICIAL  RECORD. 

(PublishedToy  authority  of  the  Board  of  Trustees 
Of  the  Sanitary  District  of  Chicago  ) 


REGULAR  MEETING. 

The  two  hundred  and  first  regular  meet- 
ing of  the  Board  of  Trustees  of  the  San- 
itary District  of  Chicago  was  held  in  their 
rooms,  Rialto  Building,  Wednesday,  De- 
cember 20,  1893,  at  2 o’clock  P.  M.  11 

President  Wen  ter  called  the  Board  to 
order. 

' On  roll-call  Messrs.  Altpeter,  Bolden- 
weck,  Cooley,  Eckhart,  Kelly,  Prender- 
gast,  Russell  and  Wenter — eight  (8)  and 
subsequently  Mr.  Gilmore,  making  a 
total  of  nine  (9)  members,  were  present. 

MINUTES. 

By  unanimous  consent,  action  on  the 
minutes  of  the  regular  meeting,  held  De- 


cember 13,  1893,  and  of  the  adjourned 
session  of  the  same  regular  meeting,  held 
December  15,  18*93,  was  deferred. 

VOUCHERS. 

The  Clerk  presented  the  ■ following 
vouchers: 

ROLLS. 

Eng.  Dept.,  Div.  No.  1, 

(half  month,  ending 

Dec.  15,  1893).. $2,709  07 

Eng.  Dept.,  Div.  No.  1, 
tow-path, (half  month 
ending  Dec.  15,  1893). 

Eng.  Dept.,  Div.  No.  2, 

(half  month,  ending 

Dec.  15,  1893) 

Eng.  Dept.,  Div.  No.  3, 

(half  month,  ending 

Dec.  15,  1893) 

Eng.  Dept.,  Div.  No.  4, 

(half  month,  ending 

Dec.  15,  1893) 

Eng.  Dept.,  Div.  No.  4, 

Timekeepers,  (half 


.78  25 
795  80 
829  25 
107  BO 
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month,  ending  Dec. 


Clerical  Dept,  office 
roll, (half  mon trend- 


ing Dec.  15, 1893).,..  137  50 

Law  Dept.,  office  roll, 

(half  month,  ending 

Dec.  15,  1893) 102  50 

Police  Dept.,  field  roll, 

(half  month,  ending 

Dec.  15,  1893)' 1,374  18 


Total $ 6,220  71 


ENGINEERING  DEPARTMENT. 


Eckhart,  Kelly,  Prendergast.  Russell  and 
Wenter — eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  vouch- 
ers, as  read  and  shown  above,  approved 
and  ordered  paid. 

REQUISITIONS. 

The  Clerk  presented  the  following 
requisition: 

No.  919,  Police  Department, 

(hay  and  oats) $149  OO 


Construction  Account — 

The  Heidenreich  Co  , 

(trestle  on  Sec.  A) . .$  2,136  12 
Streeter  & Kenefick, 

(extra  work,  Sec.  E).  61  81 

McArthur  Bros.  Co., 

(spillway.  Sec.  F)...  13,731  39 

$15,929  32 

ENGINEERING  DEPARTMENT. 

F.  Mayer  & Co.  (blue 

prints) $ 37  51 

Wagner  Bros,  (livery)  96  00 

Alex.  E.  Kastl,  (travel- 
ing)  23  15 

Chas.  Wink, (traveling)  17  90 

$174  56 

LAW  DEPARTMENT. 

Western  Union  Tele- 
graph Co.,  (telegraph 

service) ..*$  6 76 

Orrin  N.  Carter,  (ex- 


Mr.  Bolden  week,  seconded  by  Mr. 
Eckhart,  moved  that  Requisition  No. 
919,  for  the  Police  Department,  as  read 
and  shown  above,  be  allowed* 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Bolden  week,  Coolly, 
Eckhart,  Kelly,  Prendergast,  Russell  and 
Wenter — eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  Requi- 
sition No.  919,  for  the  Police  Department, 
as  read  and  shownabove,  allowed. 

WEEKLY  REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report,  in , ac- 
cordance with  the  rules,  showing  the 
number  of  persons  in  the  employ  of  the 
District,  for  the  week  ending  December 

16,  189a. 

The  same  was  read,  and,  by  unanimous 
consent,  wars  ordered  printed  and  placed 
on  file. 


GENERAL  ACCOUNT. 


The  following  is 


The  Chicago  Deposit 
Vaul  Co.,  (janitor 
service),  November, 

1893 $ 80  00 

Chicago  Edison  Co., 

(electric  lighting)...  56  90 

Sharp  & Smith,  (Vac- 
cine points) 45  00 

_$  181  90 


POLICE  DEPARTMENT. 


Standard  Oil  Co.,  (kero- 
sene for  stations) — $ 19  39 

Frank  E.  Michaud, 

(barn)...  235  00 


254  39 


Grand  total . . $ 22.789  00 


Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  the  vouchers,  as  read 
and  shown  above,  be  approved  and 
ordered  paid. 

On  roll-call  the  vote  stood:  Yeas— 

Messrs.  Altpeter,  Bolden  week,  Cooley, 


THE  REPORT: 

“Chicago,  Dec;  20,  1893. 

Jo  the  Honorable  the  Board  of  Trustees 
oj  the  Sanitary  District  of  Chicago: 

Gentlemen — I beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  Decem- 
ber 16,  1893,  as  the  same  have  been  re- 
ported to  me  : 


Engineering  Department 116 

Clerical  Department 4 

Treasury  Department 1 

Law  Department 8 

Police  Department 36 

Total  employes 165 


Respectfully  submitted, 
(Signed)  Thos  F.  Judge, 

Clerk.” 
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REPORT  OF  CHIEF  ENGINEER  AND  SUPERIN- 
TENDENT OF  CONSTRUCTION  ON  CON- 
DITION OF  WORK. 

The  Clerk  presented  a report  from  the 
Chief  Engineer,  transmitting  a report 
{with  two  (2)  tables),  from  the  Superih- 
tendent  of  Construction,  with  reference 
to  the  condition  of  work  on  each  section 
up  to  December  1,  1893;  and  the  report 
and  enclosures  were  read. 

Mr.  Cooley,  seconded  by  Mr.  Bolden- 
weck,  moved  that  the  report,  with  en- 
closure and  tables,  be  ordered  printed  and 
referred  to  the  Joint  Committee  on  Engi- 
neering and  Finance. 

The  motion  prevailed  unanimously,  and 
the  report,  with  enclosure  and  tables, 
was  ordered  printed  and  so  referred. 

The  following  is 

THE  REPORT  AND  ENCLOSURE  : 

“Chicago,  Dec.  20,  1893. 

To  the  Honorable  the  Hoard  of  Trustees 

of  the  Sanitary  District  of  Chicaqo: 

Gentlemen — I respectfully  transmit 
herewith  the  report  of  the  Superintend- 
ent of  Construction,  due  at  this  time,  in 
accordance  with  the  rules. 

It  appears  that  while  the  work  of  the 
District  is  progressing  favorably  in  many 
of  its  parts,  ther  e are  some  parts  in  which 
it  is  not. 

It  appears  from  the  reports  of  the 
Superintendent  that  in  some  sections  the 
contracts  are  subject  to  forfeiture  for 
several  of  the  different  causes  enumer- 
ated in  the  contracts  as  being  proper  for 
such  an  event. 

It  is  recommended  that  your  Board 
take  cognizance  of  this  condition  of 
things  through  its  proper  Committees 
and  as  provided  in  the  rules. 

Very  respectfully, 

(Signed)  Thos.  T.  Johnston, 

Actinq  Chief  Engineer. v 


(Enclosure,) 

“Chicago,  Dec.  18,  1893. 

j Ihonias  T.  Johnston,  Esq.,  Acting  Chief 
Enqineef. 

Dear  Sir — I beg  to  submit  the  follow- 
ing general  report  of  the  condition  of  the 
work  of  the . Construction  Department, 
up  to  the  1st  inst. 

desplaines  river  diversion. 

The  River  Diversion  is  practically  com- 


pleted, which  has  invplved  many  changes 
of  the  bed  of  the  Desplaines  River,  by 
means  of  which  this  stream  has  not  only 
been  removed  from  the  site  of  the  Main 
Channel  of  tlje  Canal,  but  its  course  has 
been  straightened  as  well  as  deepened-* 
and  its  carrying  capacity  largely  in- 
creased thereby.  These  changes  have 
been  made  at  six  different  points  between 
Lyons,  Cook  County,  and  Romeo  Road,, 
Will  County,  and  aggregate  about  13  3-10 
milefe  of  newly  constructed  river  channel 
200  feet  wide,  requiring  the  excavation 
of  about  1,600,000  cubic  yards  of  glacial 
drift  and  240,000  cubic  yards  of  solid 
rock.  All  along  this  new  river  channel 
and  the  intervals  between  these  different 
oints  of  diversion,  a continuous  levee 
as  been  built,  with  the  exception  noted 
on  Section  A,  averaging  about  11  feet  in 
height,  extending  from  the  high  ground 
near  Riverside  to  Romeo  Road,  a dis- 
tance of  about  20  miles,  which  is  ex- 
pected to  effectually  exclude  the  flood 
waters  of  the  Desplaines  River  from  the 
Main  Channel  of  the  Canal  and  thus  pre- 
vent same  from  interfering  with  the  pro- 
gress of  the  work' thereon.  An  adequate 
spillway  has  also  been  provided  near 
Riverside,  by  w hich  the  capacity  of  the 
new  River  Channel  may  be  tested  and  a 
much  larger  volume  of  flood  waters  car- 
ried away  through  the  natural  outlet. 

MAIN  CHANNEL, 

The  progress  on  the  Main  Channel  has 
been  much  varied,  owing  in  some  instan- 
ces to  extenuating  conditions,  but  in  most 
cases  where  delinquencies  occur  the  fault 
lies  wholly  with  the  contractors  them- 
selves.* The  past  season  has  been  remark- 
ably favorable  for  the  execution  of  the 
work.  The  material  thus  far  required  to 
be  removed,  being  most  accessible,  is  more 
easily  and  economically  handled  and 
there  is  no  reason  whatever  for  any 
delinquency  , on  most  of  the  sections. 
Commencing  at  the  upper  or  Summit 
end  of  the  work,  I will  briefly  outline 
the  condition  of  each  section,  consecu- 
tively, in  which  all  comparisons  are 
based  upon  Main  Channel  quantities. 

Section  “F.” 

This  is  one  of  the  smallest  sections  and 
work  thereon,  on  the  Main  Channel,  was 
commenced  about  July  1st,  and  on  the 
1st  inst.  the  amount  done  aggregated 
$55,527.03,  being  $2,117  98  in  excess  of 
the  contract  requirement,  at  which  rate 
the  sectipn  will  be  completed  in  about 
two  and  one-half  years.  About  one  half 
of  the  material  excavated  on  this  section 
was  done  witli  teachs  and  scrapers  and 
the  balance  with  steam  shovels  and  cars. 
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The  plant  now  engaged  on  the  section 
is  as  follows: 

Three  steam  shovels. 

Three  locomotives  (standard  gauge). 

Five  steam  pumps. 

Thirty  large  dump  cars. 

One  hoisting  engine. 

They  also  have  boarding-houses,  ma- 
chine shop,  engine-house,  water  tank, 
etc. , together  with  the  necessary  railroad 
tracks. 

Section  tlE 

Work  on  this  section  was  commenced 
about  June  1st.  On  Dec.  1st,  they  are 
credited  with  $122,751.75,  which  is'  $48,- 
106.40  in  excess  of  the  amount  required 
by  their  contract.  It  is  equal  to  a gain 
of  three  afid  one-fourth  months  in  time, 
and  at  a rate  that  would  finish  the  sec- 
tion in  less  than  two  years.  Of  the  446,- 
370  cubic  yards  excavated  about  400,000 
yards  were  moved  with  teams  and 
scrapers  and  the  balance  with  steam 
shovels, 

The  plant  now  on  the  work  consists  of 

Four  steam  shovels. 

Four  locomotives  (narrow  gauge). 

Two  locomotives  (standard  gauge). 

One  hundred  and  seventeen  dump  cars. 

Seven  pumps. 

Together  with  railroad  track,  tools, 
machine  shop,  boarding  houses,  etc. 

Section  “ Z>.” 

This  section  should  show  a progress  on 
December  1st,  amounting  to  $76,432.55. 
The  estimate  gives  $53,603.62,  leaving  a 
deficiency  of  $22,828.93,  a rate  that  would 
require  nearly  four  years  to  complete  the 
section  The  contractors  account  for  the 
deficiency  by  reason  of  the  delay  in  get- 
ting stronger  machinery,  the  wrecking 
of  one  of  their  locomotives  and  other 
mishaps.  They  have  their  work  well 
opened,  in  good  shape  for  winter  work 
and  should  be  able  to  keep  up. 

Their  plant  consists  of 

Two  steam  shovels. 

Four  locomotives  (standard  gauge). 

Forty-six  dump  cars  (standard  gauge). 

Two  steam  pumps,  and  usual  camp 
buildings. 

All  of  the  excavation  on  the  section 
has  been  done  with  steam  shovels  and 


the  material  hauled  into  levees  and  spoil 
banks  at  some  distance  from  the  channel. 

Section  “ C,” 

In  point  of  time-  the  progress  on  the 
Main  Channel  of  this  section,  up  to  the 
lsfr  inst.,  should  be  $66,762.00.  It  is 
credited  with  $30,107.02,  leaving  a defic- 
iency ' of  $36,654.98,  a rate  that  would 
defer  its  completion  about  six  years. 
But  the  conditions  on  this  section  were 
such  that  by  the  terms  of  the  contract, 
no  work  could  be  done  on  the  Main  Chan- 
nel until  the  River  Diversion  collateral 
thereto  had  b*»en  completed.  This  de-> 
layed  the  beginning  of  the  work  until 
about  September  1st,  and  in  a measure 
accounts  for  such  deficiency. 

Their  plant  comprises 

Three  steam  shovels. 

Two  locomotives  (standard  gauge). 

Twenty-nine^  large  flat  cars. 

Nine  large  dump  cars. 

Twelve  small  dump  cars. 

One  steam  hoist. 

Three  steam  pumps, 

A part  of  the  material  thus  far  exca- 
vated has  been  wasted  in  the  old  Des- 
plaines  River-bed  and  at  other  con- 
venient places  near  the  Channel  and  the 
balance  has  been  hauled  on  cars  and 
placed  in  the  levee. 

Sections  “A  and  B 

These  sections  belong  to  the  same  con- 
tractors, and,  being  subject  to  the  same 
general  conditions,  they  will  be  treated 
as.  one.  Throughout  the  whole  length 
of  Section  ‘ ‘B”  and  the  upper  half  of 
Section  ‘ A,”  the  Main  Channel  qf  the 
Canal  is  located  in  the  bed  of  the  Des- 
plaines  River,  which  along  there  is  a 
deep  .pool  of  considerable  width,  bounded 
on  either  side  by  a marshy  tract  which , 
through  the  greater  part  of  Section  “A” 
extends  from  the  I.  and  M.  Canal  to  the 
high  ground  on  the  westerly  side  of  the 
river  near  the  Santa  Fe  railway. 

The  River  Diversion  collateral  to  these 
sections  has  been  completed,  but  the 
necessary  levee  along  the  marsh  opposite 
the  lower  pirt  of  Section  “A”  ha^  not 
been  built,  which  renders  the  River 
Diversion  ineffective  so  far  as  these  two 
sections  are  concerned,  and  leaves  the 
stage  of  water  in  its  normal  condition. 
In  attempting  to  build  the  levee  above 
referred  to,  which  must  be  done  to  pro- 
tect these  sections  from  the  river,  the 
marsh  was  found  to  be  too  soft  and 
yielding  to  support  the  required  bank. 
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Soundings  that  have  been  made  show 
that  this  soft  muck  extends  to  an  average 
depth  of  about  fifteen  feet  for  nearly  a 
mile.  It  has  also  been  estimated  that  tc 
construct  a . levee  through  this  swamp 
will  requireabout  200,000  cubic  yards  of 
heavy  material,  which  will  be  most 
economically  moved  by  the  use  of  loco- 
motives and  cars  upon  trestle  work  or 
piling.  The  failure  to  build  this  levee, 
owing  to  such  unstable  foundation 
greatly  retards  the  work  on  these  sec- 
tions and  it  is  doubtful  whether  anything 
would  have  been  done  but  for  the  use  of 
a hydraulic  dredge  plant,  which  com- 
menced operation  in  October  and  has,  up 
to  the  1st  inst.,  excavated  83,926  cubic 
yards.  Under  these  circumstances  no 
progress  may  be  expected  during  freez- 
ing weather,  which  stops  the  use  of  the 
hydraulic  process.  They  have  about 
completed  another  large  hydraulic  plant 
intended  for  these  sections. 

Their  present  plant  is  composed  of 

Tvvo  hydraulic  dredges. 

One  dipper  dredge. 

One  steam  shovel. 

One  cable  way. 

One  steam  hoisting  engine. 

Two  3team  pumps. 

I regard  this  levee  question  as  a very 
serious  one,  and,  as  the  material  through 
which  the  Main  Channel  of  the  Canal  is 
located  is  of  the  same  mucky  character, 
I am  of  the  opinion  that  a firm  and  sub- 
stantial levee  should  be  f^rst  built  along 
the  westerly  berm  line  of  the  Canal  in 
order  to  exclude  such  muck  and  permit 
work  to  proceed  thereon  at  once  as  set 
fo.rth  in  my  letter  of  the  7th  ult. 

Section  1 

The  requirement  on  this  section  De- 
cember 1st  is  $171,481.44.  The  amount 
done  is  $25,877.61,  leaving  a delinquency 
of  $145,603.83.  The  condition  of  this  sec- 
tion is  substantially  the  same  as  2,  3 and 
4 were  last  summer,  and  work  on  same 
\yas  practically  suspended  thereon  at 
about  the  same  time.  It  is  perhaps  un- 
necessary to  say  that  there  is  no  ground 
whatever  for  any  expectation  of  improve- 
ment under  the  present  circumstances. 

The  plant  consists  of 

Two  steam  shovels. 

Two  steam  hoists. 

Two  steam  pumps. 

With  boarding  houses,  offices,  machine 
shop,  tools,  etc. 


Sections  2,  3 and  4. 

Work  on  these  sections  was  suspended 
from  May  until  November.  Meantime 
they  ' ere  forfeited  and  relet  in  October 
and  work  resumed  about  the  middle  of 
the  following  month  at  a rate  largely  in 
excess  of  the  former  contract  require- 
ments. Present  appearances  indicate 
that  they  will  be  brought  up  on  time. 

Section  5. 

On  Dec.  1st  this  section  should  exhibit 
a progress  amounting  to  $138,623.73. 
The  estimate,  however,  gives  but  $56,- 
403.-00,  leaving  a deficiency  of  $82,577.08 
— a rate  that  will  require  about'  pine 
years  to  finish  the  section;  but  inasmuch 
as  this  section  has  been  largely  stripped 
of  about  all  the  accessible  ma  erial  on 
the  top  of  the  excavation  with  scraper, 
teams  and  wheelbarrow  men  there  is  no 
kind  of  prospect  that  even  the  present 
rate  of  progress  will  be  maintained.  In 
verification  of  this  I will  cite  the  last  two 
estimates  which  are  included  in  the 
above  estimate  and  the  semi-monthly 
estimate  to«Dec.  15,  which  is  just  at  hand, 
viz: 

Nov.  15th,  estimate  12,100  cubic  yards. 
Nov.  30th,  estimate  23,500  cubic  yards. 
Dec.  15th,  estimate  4,800  cubic  yards* 
which  is  only  about  20  per  cent  of  the 
preceding  two  weeks’  estimate. 

The  monthly  record  of  work  done  on 
this  section  for  November  states  as  fol- 
lows: 

“The  clam  shell  dredge  has  been  at 
work  the  entire  month  and  an  average 
of  one  steam  shovel  at  work  at  a time. 
The  force  of  wheelbarrow  men  has 
ranged  from  twenty  to  eighty.  The  ma- 
chinery employed  during  the  month  has 
been 

One  steam  shovel. 

One  clam  shell  dredge. 

Two  large  centrifugal  pumps. 

One  small  piston  pump. 

There  were  also  on  this  section,  but 
idle 

Two  steam  shovels. 

Two  locomotives. 

Twenty-five  cars. 

One  steam  hoist. 

One  medium  piston  pump. 

Two  small  piston  pumps.” 

It  will  be  remembered  that  I have  re- 
peatedly called  attention  to  the  manner 
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in  which  this  section  was  beirig  literally- 
skinned  of  the  top  material  which  was 
deposited  in  too  close  proximity  to 
the  Main  Channel,  thus  requiring  the 
lower  stratas  to  be  hauled  over  or 
around  this  immense  spoil  bank  which 
extends  nearly  the  entire  length  of  the 
Action.  While  this  method  is  greatly  to 
the  present  pecuniary  interest  of  the  con- 
tractor it  is  inimical  to  that  Of  the  Sani- 
tary District,  and  I see  no  prospect  of 
sufficient  improvement  under  present 
auspices  to  warrant  any  further  con- 
sideration. All  the  work  thus  far  done 
on  this  section  was  by  sub  contractors  to 
whom  the  entire  section  was  sub- let,  as 
I am  informed. 

Section  6. 

Progress  required  on  this  section  up  to 
the  1st  inst.,  is  $154,806.44,  the  amount 
done  $34,128.00,  leaving  it  $120,678.44  in' 
arrears,  at  which  rate  its  completion  will 
be  deferred  for  about  sixteen  years.  The 
same  objection  exists,  in  a greater  degree, 
in  regard  to  the  disposition  of  material 
as  on  the  preceding  section,  which  I have 
heretofore  alluded  to.  and  is  not  only 
unworkmanlike  but  detrimental.  The 
most  favorable  feature  is  that  no  greater 
quantity  has  been  excavated.  Th’is  work 
is  also  in  the  hands  of  a sub  contractor. 

The  November  record  of  work  done  on 
this  section,  shows  as  follows: 

“The  steam  scraper  discontinued  work 
on  this  section  on  the  10th  inst.,  its  boil- 
ers and  engines  being  removed  to  the 
Bracken  Bank  road  to  be  used  in  a small 
dredge  that  is  in  process  of  construction. 
The  wheel  scraper  force  worked  the  first 
day  of  the  month  and  then  were  removed, 
so  that  since  the  10th  the  onlv  force  on 
this  portion  of  the  work  (Sec.  6)  has  been 
the  wheelbarrow  force,  amounting  to 
fifty  men.  No  pumps  or  machinery  are 
in  use  on  the  section  at  present.” 

Section  7. 

December  1st  this  section  should  show 
an  estimate  of  $182,759.12,  but  instead  it 
is  $60,029.00  or  $122,730.12  behind,  a rate 
that  will  occupy  about  eleven  years  in  its 
completion.  Three  thousand  three  hun- 
dred feet  of  this  section  is  sub  let  to  Mr. 
L.  L.  Smith  at  64  cents  for  solid  rock  and 
22  cents  for  glacial  drift.  This  sub-con- 
tract embraces  2,600  feet  between  stations 
1050  and  1076,  and  700  feet  between  sta- 
tions 1090  and  1097.  From  the  Novem- 
ber record  on  this  part  of  the  section  I 
quote  as  follows: 

“Here  the  wheelbarrow  force  has  been 
reduced  to  25  or  30  and  the  cart  force  in- 
creased to  8.” 


The  remaining  1,400  feet  of  the  section 
between  stations  1076  and  1090  are  re- 
tained by  the  original  contractors.  Re- 
ferring to  this  part  of  the  work  the  No- 
vember record  says: 

“The  two  steam  hoists  (with  inclines 
and  cars)  have  discontinued  work  and 
have  been  moved  off  the  section.  At 
the  end  of  the  month  the  only  machinery 
moving  rock  was  one  derrick  and  incline, 
but  a second  one  is  in  process  of  construc- 
tion. The  machinery  at  work  on  the 
section  at  the  end  of  the  month  was 

One  derrick  and  incline. 

Four  channellers. 

Two  stean>  drills. 

One  medium  centrifugal  pump. 

One  small  piston  pump.” 

Section  8. 

The  contract  rating  of  this  section  to 
Dec.  1st  is  $255,540.96,  but  it  is  only 
credited  with  $51,285.00,  a shortage  of 
$204,255.96,  involving  a period  of  more 
than  seventeen  years  for  its  completion 
at  the  present  rate. 

This  section  w^as  also  sub-let  to  a Mr. 

M.  Guilford  at  about  same  prices  as  the 
preceding  section. 

After  protracted  litigation  in  the 
United  States  £Jourt,  in  which  the  Sani- 
tary District  was  involved,  the  original 
contractors  finally'1  obtained  possession 
last  October.  1 am  now  advised  by  the 
Assistant  Engineer  in  charge  that  the 
section  was  turned  over  to  another  con- 
tractor on  the  11th  inst. 

The  November  record  of  the  work 
says:  “Work  was  resumed  on  this  sec- 

tion on  the  10th  with  three  steam  hoists 
(two  of  which,  I believe,  were  trans- 
ferred from  Section  7).  The  following 
machinery  has  been  in  use  since  the  10th: 

Three  steam  hoists  wdth  thirty-six  cars. 

One  channelled 

Six  steam  drills. 

One  large  centrifugal  pump. 

One  medium  piston  pump. 

And  the  following  machinery  which  is  ♦ 
supposed  to  be  the  property  of  M.  Guil- 
ford was  bn  this  section,  but  idle: 

One  steam  hoist  and  26  cars. 

One  cable  way  (less  one  tower). 

One  channelled 

Nine  drills. 

One  medium  piston  pump.” 
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Section  9. 

The  requiremr  its  of  this  section,  on 
the  1st  inst.,  are  $230,788.32;  the  amount 
done.  $68,333.20,  and  the  delinquency 
$162,455.12,  representing  nearly  twelve 
years  for  its  completion  according  to  the 
present  average  showing.  This  section 
Is  also  being  operated  by  sub-contractors. 
The  November  record  says:  “The  steam 
hoist  has  continued  working  day  and 
night  during  the  month  and  the  derrick 
and,  inclines  in  the  day  time  only.  The 
following  machinery  was  at  work  on  the 
section  during  the  month: 

One  derrick  and  incline. 

One  steam  hoist  and  18  cars. 

Four  channellers. 

Two  steam  drills. 

One  medium  piston  pump. 

One  small  piston  pump. 

There  were  also  19  cars  not  in  use  and 
a second  derrick  and  incline  in  process 
of  construction.” 

Section  10. 

„ The  progress  of  this  section  requires 
$269,667.48  on  the  1st  inst.;  the  amount 
to  its  credit  is  $154,895.00,  a difference  of 
$114,772.48,  requiring  nearly  six.  years 
for  its  completion  at  such  rate  of  opera- 
tion. 

The  November  record  says  of  this  Sec- 
tion: “This  work  has  been  prosecuted 
in  the  same  manner  as  previously.  The 
plant  has  made  a somewhat  better  record 
than  for  the  last  month.  The  number  of 
cubic  yards  moved  per  day  by  each 
cantilever  since  July  1st  has  averaged 
308,  and  for  each  steam  hoist  178.  The 
fpllowing  machinery  was  in  use  on  the 
Section: 

One  air  compresser  plant. 

Three  cantilever  conveyers. 

Four  steam  hoists. 

Thirty-eight  cars. 

Eight  channellers. 

Thirteen  power  drills. 

One  large  piston  pump. 

One  medium  piston  pump. 

One  small  piston  pump. 

And  the  following  toere  idle: 

Two  drills. 

Nine  cars. 

Two  large  centrifugal  pumps. 

One  pulsjmieter.” 


Section  11. 

On  Section  1 1 work  to  the  amount  of 
$233,924.88  is,  required  on  the  1st  inst. ; 
the  amount  estimated  is  $209,681.75,  a 
discrepency  of  $24,243.13,  a rate  that 
would  consume  nearly  four  years  in  its 
excavation. 

The  plant  in  use  on  this  Section  during 
November  was: 

Two  cantilever  conveyers. 

One  cable  way. 

One  air  compresser  plant,  200  horse 
power. 

Five  piston  pumps. 

One  centrifugal  pump. 

Six  channelling  machines. 

Eleven  power  drills. 

There  are  also  on  the  section,  but  not 
in  use? 

Three  hoisting  engines  and  inclines. 

Thirty  dump  cars  and  track. 

The  use  pf  these  are  prohibited  by  the 
provisipns  of  their  contract  with  the 
operators  of  the  Cantilever  system, 
unless  the  latter  fail  to  keep  up  an  out- 
put equal  to  the  contract  requirement. 

Section  12. 

On  the  1st  inst.  work  to  the  extent 
of  $230,074.56  was  due  from  this  Section; 
the  amount  done  was  $228,365.75,  show- 
ing a deficiency  of  $1,708.81,  being  a 
rate  that  would  finish  the  Section  in  less 
than  three  and  one-half  years. 

Their  plant  comprises 

Two  cantilever  conveyors. 

Two  air  compressors,  120  horse  power 
each. 

Four  channellers. 

Fourteen  power  drills. 

One  steam  derrick. 

Five  piston  pumps. 

There  are  also  on  the  section,  but  no 
in  use 

Four  steam  hoisting  engines  and  in 
dines,  and 

Thirty-four  dump  cars  and  track. 

The  use  of  which  is  prohibited  under 
same  circumstances  as  stated  on  preced- 
ing section. 

Section  13. 

Two  hundred  and  twenty -three  thous- 
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and  and  sixty- three  dollars  and  eighty 
cents  is  the  estimate  required  for  this 
section,  the  amount  returned  is  $276,- 
138.72,  showing  a surplus  of  $53,014.92, 
a rate  which  would  complete  the  section 
in  about  two  and  three- fourths  years. 
Including:  the  two  preceding  sections 
with  this  orie  there  is  an  average  excess 
of  $9,041.00  for  each  one  of  them. 

The  plant  consists  of 

Four  cantilever  conveyors. 

One  air  compressor,  200  horse  power. 

Eight  channellers. 

Seventeen  power  drills. 

Seven  piston  pumps. 

There  are  also,  not  in  use  under  condi- 
tions named  as  to  the  two  preceding  sec- 
tions, 

Three  hoisting  engines  and  inclines  and 

Forty  dump  cars  and  track. 
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Section.  14 . 

Work  on  this  section  was  suspended  on 
the  15tn  ult.,  and  its  condition  is  too  well 
known  to  require  any  comment,  yet,  for 
the  purpose  of  comparison  with  other 
sections,  1 will  state  that  the  work  exe- 
cuted up  to  the  1st  mst.,  should  have 
been  $238,701.84;  the  amount  done  was 
$95,638  00,  being  delinquent  in  the  sum 
of  $143,063.84,  requiring  more  than  eight 
years  for  its  completion  at  the  same 
average  rate. 

I enclose  herewith  a tabulated  state- 
ment representing  the  status  of  the  work 
in  a condensed  form  by  which  compari- 
son may  be  more  readily  made.  I also 
enclose  a diagram  intended  to  illustrate 
the  condition  of  eqch  section. 

Respectfully  submitted, 

(Signed)  U.  W.  Weston, 

Supt.  of  Construction 


CONDITION  OF  WORK  ON  MAIN 


' Sections. 

I 

CONTRACTORS. 

1 

Amount  of  pre- 
li  mi  nary  esti-  J 
mate  on  Main  j 
Channel. 

Average  month-  | 
ly  progress  1 
called  for  in  j 
contracts.  ' 

Total  amount 
required  to  be 
done  by  Dec. 
1,  1893. 

F 

Ricker,  Lee  & Co 

$ 352,499  76 

$ 10,681  81 

$ 53,409  05 

E 

Streeter  & Keneflck 

492,659  43 

14,929  07 

74,645  35 

D 

B.  D.  Smith  & Co 

504,454  73 

15,286  51 

76,432  55 

C 

Western  Dredging  and  Improvement  Co 

440,629  23 

13,352  40 

66,762  00 

B 

Heldmaier  & Neu 

388,581  03 

11,775  18 

58  875  90 

A 

Heldmaier  & Neu 

808,109  78 

24,488  17 

122,440  85 

1 

Alfred  Harlev 

878,842  56 

21.435  18 

171,481  44 

2 

McArthur  Bros 

760,655  10 

18.552  56 

185,525  60 

3 

Gilman  &Co 

809,075-76 

19,733  58 

236,802  73 

4 

McArthur  Bros 

805,538  28 

19,647  28 

216,120  08 

5 

Agnew  & Co 

541,292  71 

13,202  26 

138,633  73 

6 

Agnew  Co 

604,482  10 

14,743  47 

154,806  44 

7 

Agnew  & Co .-. . . 

7J3,631  00 

17,405  63 

182,759  12 

8 

Agnew  & Co 

873,098  35 

21.295  08 

255  540  96 

9 

Agnew  & Co 

788,526  70 

19,232  36 

£30.788  32 

10 

E.  D.  Smith  & Co 

921.364  05 

22.472  29 

269,667  48 

n, 

Mason.  Hoge  «fc  Co 

799.243  48 

19.493  74 

2314,924  88 

is:* 

Mason.  Hoge  & Co 

786,088  17 

19,172  88 

230,074  56 

13, 

Mason.  Hoge  <fc  Co 

762.134  60 

18.588  66 

223.063  80 

14, 

McCormick  Construction  Co 

815,564  69 

19,891  82 

238,701  84 

Totals  

1 

$ 13,846.471  51  j 

$355,379  90 

$3,420,446  67 

Not§— The  equalized  time  for  completion  of  Sections  “F"  to  “A” 
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CHANNEL  DECEMBER  1st.  1893. 


i 

dSotal  amount 
done  Decern-, 
ber  1,  1893. 

Amdunt  bebihd 
Dec.  1, 1893. 

Amount  ahead 
Dec.  1, 1893. 

Average  amount 
excavated  per 
month  to  date. 

Average  month- 
ly deficiency. 

Time  required_ 
to  complete  at 
present  rate  of 
progress. 

Time  since  be- 
ginning of 
work. 

Date  from  which 
• progressis  cal- 
culated in  this 
tabulation. 

i 

§ 55,527  03 

$ 2,117  98 

$ 11,105  41 

31  7-10  mo. 

April  1, 1893 

122' 751  75' 

48,106  40 

24,650  35 

20  1-10  mo. 

5 mo” 

April  1,  1893 

53,603  62 

$ 22,828  93 

10,720  72 

$ 4,565  79 

47  1-10  mo. 

5 mb. 

April  1,  1893 

30,107  02 

36,654  98 

6,021  40 

7,331  00 

73  2-.10  mo. 

April  1,1893 

58,875  90 

11,775  18 

Not  started. 

5 m° 

April  1, 1893 

25,702  34 

96,738  51 

5,140  47 

19,347  70 

157  2 10  m6. 

5 mo. 

April  1,  1893 

&>,877  61 

145,603  83 

3,234  70 

18,200  48 

271  7-10  mo. 

. 8 mo. 

Jan.  1,  1893 

21,628  00 

163,897  60 

2,162  89 

16,389  76 

351  7-10  mo. 

10  mo. 

Nov.  1. 1892 

18,036  00 

218,766  72 

1,503  00 

18,230  56 

538  3-dO  mo. 

12  mo. 

Sept.  1,1892 

33,543  00 

182,577  08 

3,049  36 

16,597  92 

264  2-10  mo. 

11  mo. 

Oct.  1.  1892 

56,403  00 

82,220  73 

5,371  71 

7,830  55 

100  8-10  mo. 

1054  mo. 

Oct.  15.  1892 

34,128  00 

120,678  44 

3,250  29 

11,493  13 

185  9-lu  mo. 

1054  mo. 

Oct.  15.1892 

60,029  00 

122,730  12 

5,717  05 

11,688  58 

124.8-10  mo. 

10>6  mo. 

Oct.  15,1892 

51.285  00 

204,255  96 

4,273  75 

17,021  33 

204  3-10  mo. 

12  mo. 

Sept.  1,1892 

68,333  20 

162,455  12 

5,694  43 

13,637  93 

138  5-10  mo. 

12  mo. 

Sept.  1,  1892 

154,895  00 

114,772  48 

' 12,907  92 

9,564  37 

71  4-10  mo: 

12  mo. 

Sept.  1,1892 

209,681  75 

24,243  13 

17,473  48 

2,020  26 

45  7-10  mo. 

12  mo. 

Sept.  1,  1892 

228,365  75 

1,708  81 

19,U30  48 

142  40 

41  3-10  mo. 

12  mo. 

Sept.  1,1892 

276,138  72 

53,074  92 

23,011  56 

33  1-10  mo. 

12  mo- 

Sept.  1,1892 

95,638  00 

143,063  84 

7,969  .§3 

“‘ii',92i*99 

102  3-JO  mo. 

12  mo. 

Sept.  1,1892 

$ 1.621,673  79 

SI, 902, 072  18 

$103,299  30 

$172,188  71 

$197,658  98 

80  4-10  mo.1 

inclusive,  is  33  months  and  for  Sections  1 to  14  inclusive  it  is  41  months. 
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ProgbessChart 


MAIN  CHANNEL 

^vyg/uw cm/ 


BLACK , Indifcates  i^orK done. uf)  io  Dtc  1 V'  1893  prf  Mam  Channel 

iHH  Indicates  HwerDiversicn^uAnhtiei.iucludingyvhfch  progress  would  b£  as  show).: 
able  to  accompany  report  of  Superintendent  of  Construction  of  December  18,  1893. 
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AGREEMENT  FOR  REMOVAL  OF  MATERIAL 
ABOVE  AND  BELOW  SPILLWAY. 

The  Clerk  presented  a report  from  the 
Chief  Engineer,  transmitting  a form  of 
agreement  in  duplicate  with  McArthur 
Brothers  Company,  with  reference  to  the 
removal  of  rock  and  other  material  above 
and  below  the  spillway  at  Summit,  as 
directed  by  order  of  the  Board  at  the 
meeting  held  November  15,  1893,  (page 
1573  of  the  Proceedings);  and  the  report 
was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
weck,  moved  that  the  report  be  ordered 
printed,  and  with  enclosed  agreement, 
referred  to  the  Joint  Committee  on  Engi- 
neering and  Finance,  with  instructions 
to  report  back  as  soon  as  possible. 

The  motion  prevailed  unanimously,  and 
the  report  was  ordered  printed,  and  with 
enclosed  agreement,  referred  to  the  Joint 
Committee  on  Engineering  and  Finance, 
with  instructions  to  report  back  as  soon 
as  possible. 

The  following  is 

the  Report: 

“Chicago,  December  20,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Ghicago : 

Gentlemen— The  Board  of  Trustees, 
at  its  meeting  of  Nov.  15  (page  1573  of 
the  proceedings),  in  a report  submitted 
by  the  Joint  Committee  on  Engineering 
and  Finance,  authorized  the  Chief  En- 
gineer as  follows: 

“That  the  Chief  Engineer  be  authorized 
to  remove  the  loose  rock  and  other  ma- 
terial as  may  be  necessary  above  and 
below  the  spillway,  the  work  to  be  done 
at  the  cost  of  ten  (10)  per  cent  by  the 
agent  employed  in  building  the  spill- 
way.” 

The  Chief  Engineer,  to  fully  Comply 
with  this  instruction,  has  arranged  with 
the  McArthur  Brothers  Company,  as 
authorized,  in  accordance  with  an  agree- 
ment, copies  of  which  are  herewith 
transmitted,  and  which  are  subject  to 
the  approval  of  your  Board. 

It  is  respectfully  requested  that  your 
Board  approve  the  agreement,  and 
authorize  it. 

Very  respectfully, 

(Signed)  Thos.  T.  Johnston,  - 

Acting  Chief  Engineer .” 

(Enclosing  agreement  in  duplicate). 


APPROVAL  OF  WORK  DONE  ON  TEST  PITS 
ON  SECTIONS  2,  3 AND  4. 

Mr.  Cooley,  Chairman,  presented  a re- 
port from  the  Joint  Committee  on  En- 
gineering and  Finance,  with  reference  to 
t^ie  sinking  of  test  pits  on  Sections  2,  J 
and  4,  which  work  had  been  completed, 
and  recommending  that  the  expenditure 
on  the  same,  as  provided  in  the  report, 
be  authorized  and  approved;  and  the  re- 
port was.  read. 

Mr.  Cooley,  seconded  by  Mr.  Russell, 
moved  that  the  report  be  adopted,  or- 
dered printed  and  placed,  on  file,  and  the 
recommendations  made  therein  con- 
curred in. 

On  roll-call  the  vote,  stood:  Yeas — 
JVlessrs.  Altpeter,  Bolden  week,  Cooley, 
Eckhart,  Gilmore,  I£elly,  Prendergast, 
Russell  and  Wenter— nine  (9).  Nays — 
None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  and  the  recommendations  made 
therein  concurred  in. 

The  following  is 

THE  REPORT: 

“Chicago,  Dec.  20,  1893. 
“To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitanj  District  of  Chicago: 

Gentlemen— On  Aug.  2,  1893  (see 
page’1360  of  the  proceedings),  a recom- 
mendation of  the  Chief  Engineer  in  re- 
gard to  the  sinking  of  certain  test  pits 
on  Sections  2,  3 and  4,  was  referred  to 
the  Joint  Committee  on  Engineering 
and  Finance. 

Upon  this  matter  the  Committee  did 
not  deem  it  proper  to  make  any  recom- 
mendation at  the  time,  and  the  Chief 
Engineer,  in  the  exercise  of  his  discre- 
tion, caused  the  test  pits  to  be  made. 

The  Committee  is  of  the  opinion  that 
the  information  sejeured  was  desirable, 
and  the  expenditure  therefor  was  a 
proper  expenditure,  and  we  recommend 
that  the  cost  thereof,  amounting  to 
§1,350.26,  be  authorized  and  approved. 

Very  respectfully  submitted, 

(Signed)  L.  E.  Cooley, 

Chairman. 

B.  A.  Eckhart, 

W.  H.  Russell, 
Thomas  Kelly, 

Wm.  Boldenweck, 
John  J.  Altpeter, 

Joint  Committee  on  Engineering  and 

Finance 
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AMENDMENT  TO  RULE  21. 

Under  the  head  of  ‘ ‘Unfinished  Busi- 
ness,the  report  of  the  Committee  on 
Rules,  amending  Rule  21,  of  the  Rules  of 
the  Board  of  Trustees,  as  provided  in  the 
report,  which  report  was  presented,  or- 
dered printed  and  laid  over  at  the  meet- 
ing held  December  13,  1893,  (page  1615  of 
the  Proceedings),  was'again  read,  as  pro- 
vided in  the  rules. 

Mr.  Russell,  seconded  by  Mr.  Cooley, 
moved  that  the  report  and  amendment 
be  adopted  and  placed  on  file,  and  the 
recommendation  made  in  the  report 
concurred  in. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart.  Gilmore,  Kelly,  Prendergast, 
Russell  and  Wenter— nine  (9).  Nays— 
None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
and  amendment  adopted  and  placed  on 
file,  and  the  recommendation  made  in 
the  report  concurred  in. 


The  following'  is 

RULE  21  AS  AMENDED: 

21.  “The  Clerk  shall  select,  subject  to 
confirmation  by  the  Board,  one  Assist- 
ant Clerk,  who  shall  be  Acting  Clerk 
when  authorized  by  the  Clerk  and  in  his 
absence.  The  salary  of  said  Assistant 
Clerk  shall  not  exceed  the  rate  of  twenty- 
four  hundred  dollars  per  annum.” 

ADJOURNMENT  TO  SPECIAL  TIME. 

Mr.  Eckhart,  seconded  “by  Mr.  Kelly, 
then  moved  that  when  the  Board  ad- 
journ, it  do  adjourn  to  meet  Saturday, 
December  23,  1893,  at  1:30  o’clock  P.  M. 

The  motion  prevailed  unanimously,  and 
it  was  so  ordered. 

ADJOURNMENT. 

On  motion  of  Mr.  Eckhart,  seconded 
by  Mr.  Boldenweck,  the  Board  then  ad- 
journed to  Saturday;  December  23,  1893, 
at  1:30  o’clock  P.  M.,  pursuant  to  motion. 

Thos.  F.  Judge, 

Clerk i 
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PROCEEDINGS 

—OP  THE— 

Board  of  Trustees, 

—OF  THE— 

Sanitary  District  of  Chicago. 


DECEMBER  23.  1893. 


OFFICIAL  RECORD. 

(Published,  by  authority  of  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago.) 


ADJOURNED  MEETING. 

The  adjourned  session  of  the  two  hun- 
dred and  first  Tegular  meeting  of  the 
Board  of  Trustees  of  the  Sanitary  Dis- 
trict of  Chicago  was  held  in  their  rooms, 
Rialto  Building,  Saturday,  December  23, 
1893,  at  1:30  o’clock  P.  M.,  pursuant  to 
motion. 

On  roll-call  Messrs.  Altpeter,  Bolden- 
weck,  Eckhart,  Kelly  and  Wenter — five 
(5)  members,  wpte  present. 

RECESS. 

Mr.  Eckhart,  seconded  by  Mr.  Altpeter, 
moved  that  the  Board  then  take  a recess 
until  2 o’clock  P.  M.  the  same  day. 

The  motion  prevailed  unanimously, 


and  the  Board  then  took  a recess  until  2 
o’clock  P.  M.  the  same  day. 

On  re-assembling  at  2 o’clock  P.  M. 
the  same  day,  at  the  close  of  the  recess, 
on  roll-call  Messrs.  Altpeter,  Boldenwcck, 
Cooley,  Eckhart,  Kelly  and,  Wenter— 
six  (6)  members,  were  present. 

PURCHASE  OF  ‘‘HORN,”  “ LEpDIN,”  AND 
“ENGELKE”  LANDS. 

Mr.  Eckhart,  Chairman,  presented  a 
report  from  the  Joint  Committee  on  Fi- 
nance and  Engineering,  with  reference 
to  the  purchase  from  William  Horn, 
August  and  Ottilie  Leddin  and  August 
and  Auguste  Engelke,  of  certain  right  of 
way  lands  in  Cook  County,  and  author- 
izing and  directing  the  Clerk  to  pay  for 
the  said  right  of  way  lands,  on  the  vouch- 
ers of  the  Attorney,  as  provided  in  the 
report;  and  the  report  was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
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moved  that  the  report  be  adopted,  or- 
dered printed  and  placed  on  file,  the  rec- 
ommendations made  therein  concurred 
in,  and  the  Clerk  authorized  and  directed 
to  pay  said  William  Horn,  August  and 
Ottilie  Leddin  and  August  and  Auguste 
Engelke,  on  the  vouchers  of  the  Attor- 
ney, for  the  said  right  of  way  lands,  as 
provided  in  the  report. 

On  roll-call  the  vote  stood:  Yeas— 

Messrs.  Altpeter,  Bolden  week,  Cooley, 
Eckhart,  Kelly  and  Wenter — six  (6), 
Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  placed  on 
file,  the  recommendations  made  therein 
concurred  in,  and  the  Clerk  authorized 
and  directed  to  pay  said  William  Horn, 
August  and  Ottilie  Leddin  and  August 
and  Auguste  Engelke,  on  the  vouchers 
of  the  Attorney,  for  the  said  right  of  way 
lands,  ae  provided  in  the’  report. 

The  following  is 

THE  REPORT : 

“Chicago,  Dec.  23,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago : 

Gentlemen— The  Joint  Committee  on 
Finance  and  Engineering  has  reached 
an  agreement  with  William  Horn  for  the 
purchase  from  him  for  the  ^corporate 
purposes  of  this  District  of  the  land  here- 
inafter described  for  the  sum  of  four 
thousand  ($4,000.00)  dollars; 

With  August  Leddin  and  Ottilie  Led- 
din for  the  purchase  from  them  for  the 
corporate  purposes  of  this  District  of  the 
land  hereinafter  described  for  the  sum  of 
one  thousand  seven  hundred  ($1,700.00) 
dollars; 

With  August  Engelke  and  Auguste 
Engelke  for  the  purchase  from  them  for 
the  corporate  purposes  of  this  District  of 
the  land  hereinafter  described  for  the 
sum  of  one  thousand  three  hundred. 
($1,300.00)  dollars. 

Your  Committee  recommend  that  the 
Clerk  of  this  District  be  directed  to  pay, 
on  the  vouchers  of  the  Attorney,  to  said 
William  Horn  the  sum  of  four  thousand 
($4,000.00)  dollars,  in  full  payment  for 
the  following  described  land,  to- wit: 

The  north  (N.)  one  hundred  and  thirty 
(130)  feet  of  the  east  (E)  one  hundred 
and  twenty-five  (125)  feet  of  Block  five 

(5)  of  Pitts  & Lichty’s  Re  subdivision  of 
Blocks  three  (3),  four  (4),  five  (5)  and  si* 

(6)  in  Manchester,  said  Manchester  being 

Subdivision  of  that  part  lying  north 


(N)  of  canal  of  the  east  half  (E.  £)  of  the 
northeast  quarter  (N.  E.  i)  of  Section 
thirty-six  (36),  Township  thirty  -nine  (39) 
North,  Range  thirteen  (13),  Bast  of 
the  Third  Principal  Meridian;  also 
formerly  known  as  Lots  one  (1),  twa?2), 
three  (3),  four  (4)  and  five  (5)  of  said 
Block  five  (5)  of  Pitts  & Lichty’s  Re-sub- 
division  aforesaid;  said  premises  lying 
and  being  situated  in  the  County  of  Cook, 
State  of  Illinois. 

r ^ said  Au£ust  Leddin  and  Ottilie 
Leddin  the  sum  of  one  thousand  seven 
hundred  ($1,700.00)  dollars,  in  full  pay- 
ment for  the  following  described  land, 
to- wit: 

Lots  seventeen  (17)  and  eighteen  (18) 
in  Sabath’s  Re-subdivision  of  Block  four 
(4)  of  Manchester,  sajd  Manchester  being 
a Subdivision  of  that  part  lying  north 
(N.)  of  the  Illinois  and  Michigan  Canal 
of  the  east  half  (E.  £)  of  the  northeast 
quarter  (N.  E.  i)  of  Section  thirty-six  (36), 
Township  thirty-nine  (39)  North,  Range 
thirteen  (13),  East  of  the  Third  Principal 
Meridian;  said  premises  lying  and  being 
situate  in  the  County  of  Cook,  State  of 
Illinois. 

To  said  August  Engelke  and  Auguste 
Engelke  the  sum  of  one  thousand  three 
hundred  ($1,300.00)  dollars  in  full  pay- 
ment for  the  following  described  land, 
to- wit: 

Lot»fifteen(15)in  Sabath’s  Re-subdivis- 
ion of  Block  four  (4)  of  Manchester,  said 
Manchester  being  a Subdivision  of  that 
part  lying  North  (N.)  of  the  Illinois  and 
Michigan  Canal  of  the  East  half  (E.  i)  of 
the  North-east  quarter  (N.  E.  i)  of  Sec- 
tion thirty-six  (36),  Township  thirty-nine 
(39)  North,  Range  thirteen  (13),  East  of 
the  Third  Principal  Meridian;  said  prem- 
ises lying  and  being  situate  in  the 
County  of  Cook,  State  of  Illinois. 

Respectfully  submitted, 

(Signed)  B.  A.  Eckhart, 

Chairman. 
John  J.  Altpeter, 
Wm.  Boldenweck^ 
Thomas  Kelly, 

L.  E.  Cooley. 

Joint  Committee  on  Finance  o.nd  En- 
gineering 

AGREEMENT  FOR  REMOVAL  OF  MATERIAL 
ABOVE  ANB  BELOW  SPILLWAY. 

Mr.  Cooley,  Chairman,  presented  a re- 
port from  the  Joint  Committee  on  En- 
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gineering  and  Finance,  with  reference  to 
and  accompanied  bv  the  report  of  the 
Chief  Engineer,  transmitting  the  form 
of  agreement,  in  duplicate  afnd  ac- 
companied by  plan,  with  McArthur 
Brothers  Company  for  the  removal  of  all 
rock  and  other  material  above  and  below 
the  spillway  at  Summit,  presented  and 
referred  to  that  Committee  at  the  meet- 
ing held  December  20,  1893,  (page  1636 
of  the  Proceedings);  and  the  report  and 
amended  agreement  were  read. 

Mr.  Cooley,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  adopted,  with 
amended  agreement  ordered  printed  and 
with  all  enclosures  placed  on  file,  and 
the  recommendations  made  in  the  report 
concurred  in. 

. On  roll-call  th£  vote  stood:  Yeas — 

Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly  and  Wen  ter — six  (6). 
Nays— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  with  amended  agreement  or- 
dered printed  and  with  all  enclosures 
placed  on  file,  and  the  recommendations 
made  in  the  report  concurred  in. 

The  following  is 

THE  REPORT,  WITH  ACCOMPANYING  AGREE- 
MENT: 

“Chicago,  Dec.  23,  1898. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanita'i'v  District  of  Chicaqo: 

Gentlemen — The  Committee  reports 
back  the  agreement  with  McArthur 
Brothers  Company  in  regard  to  certain 
excavation  in  the  approach  to  and  below 
the  spill- way  above  Summit,  submitted 
to  the  Board  by  the  Chief  Engineer  at 
the  meeting  held  December  20,  1893. 

With  slight  amendments  relating  to 
the  repair  and  maintenance  of  tools  and 
appliances  which  have  been  incorporated 
in  said  agreement,  the  Committee  recom- 
mends that  the  same  be  approved. 

The  agreement  and  the  letter  of  the 
Acting  Chief  Engineer,  accompanying 
same,  are  returned  herewith. 

Very  respectfully  submitted, 

(Signed)  L.  E.  Cooley, 

Chairman. 

B.  A.  Eckhart, 

John  J.  Altpeter, 

Wm,  Boldenweck, 
Thomas  Kellyt, 

Joint  Committee  ony  Engineerinq  and 

Finance 

(Two  (2)  enclosures.) 


AGREEMENT: 

“ This  Agreement , made  and  entered 
into  this  first  (1st)  day  of  December, 
A.  D.  1893  oy  and  between  the  Sanitary 
District  of  Chicago,  party  of  the  first 
part,  and  McArthur  Brothers  Company, 
a corporation,  f rty  of  the  second  part, 
witnesseth: 

That  the  said  party  of  the  seer  nd  part, 
in  consideration  of  " the  payr  ent  here- 
inafter agreed  to  be  made,  hereby  coven- 
ants, contracts  and  agrees  with  said  first 
party  to  act  as  its  agent  in  superintend- 
ing the  excavation  and  removal  of  the 
earth,  loose  rock  and  other  material 
above  and  below  the  spillway  on  the  left 
bank  of  the  Desplaines  River  north  of 
the  Santa  Fe  bridge,  near  Summit,  Illi- 
nois, within  the  boundaries  shown  on 
the.  accompanying  plan  marked  “Exhibit 
At”  and  in  the  . disposal  of  the  same  on 
the  levees  adjacent  to  the  ends  of  said 
spillway:  said  work  to  be  done  uhder  the 
direction  of  the  Chief  Engineer  of  first 
party,  or  his  authorized  agents,  and  to 
terminate  at  such  time  as  said  Chief 
Engineer  shall  direct. 

Second  party  will,  as  suon  agent,  em- 
ploy such  a force  of  men  as  shall  be 
necessary  and  furnish  and  keep  in  repair 
at  its  own  cost  and  expense  the  necessary 
tools  and  appliances  for  the  proper  and 
economical-execution  of  said  work;  ac- 
curate pay-rolls  of  all  foremen  and  work- 
men employed  upon  said  work  shall  be 
submitted  to  said  Chief  Engineer  on  the 
10th  and  25th  days  of  each  month  for 
his  approval  and  after  same  shall  have 
been  so  appro  ved  Shall  be  paid  by  first 
party. 

In  consideration  of  such  service  as 
agent,  and  the  furnishing  of  the  tools  and 
appliances  as  aforesaid,  the  said  party  of 
the  first  part  Will  pay  said  second  party, 
upon  conclusion  of  said  work,  a sum 
equal  to  ten  (10)  per  cent  of  the  total 
actual  cost  of  said  work , which  percent- 
age so  received  shall  be  paid  by  first 
party  and  accepted  by  second  party  as 
full  and  sole  compensation  for  its  service 
as  such  agent  and  for  the  use  of  its  tools 
and  appliances  in  the  prosecution  of  said 
work. 

In  witness  whereof , on  the  day  and  year 
fii'st  above  written,  the  parties  hereto 
have  caused  this  agreement  to  be  exe- 
cuted by  their  respective  officers  there- 
unto duly  authorized,  etc.” 

(Accompanied  by  plan  marked  “Exhibit 
A,”) 
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AWARDING  OF  BIDS  ON  SECTIONS  G TO  M, 
SUMMIT  TO  CORWITH. 

Mr.  Cooley,  Chairman,  presented  a re- 
port from  the  Joint  Committee  on  Engi- 
neering and  Finance,  recommending  the 
awarding  of  contracts  to  the  lowest  bid- 
ders of  November  29,  1893,  as  pro- 
vided in  the  report,  for  the  work 
on  Sections  G to  M of  the  Main 
Channel,  between  Summit  and  Corwith, 
and  that  the  checks  of  all  but  th9  suc- 
cessful bidders  be  returned,  and  trans- 
mitting a copy  of  the  amended  form  of 
contract  for  said  work;  and  the  report 
was  read. 

Mr.  Cooley,  seconded  by  Mr.  Bolden- 
weck,  moved  that  the  report  be  adopted, 
ordered  printed,  and  with  enclosure 
placed  on  file,  and  the  recommendations 
made  in  the  report  concurred  in. 

On  roll-call  the  vote  stood:  Yeas — 

Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Kelly  and  W enter— six  • (6). 
Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed,  and  with  en- 
closure placed  on  file,  and  the  recom- 
mendations made  in  the  report  concur- 
red in. 

The  following  is 

THE  REPORT: 

“Chicago,  Dec.  23,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicaqo: 

Gentlemen— The  Joint  Committee  on 
Engineering  and  Finance  has  considered 
the  bids  on  Sections  G to  M,  inclusive, 
of  the  Main  Channel,  received  on  Nov. 
29th  and  referred  to  this  Committee  for 
consideration,  and  report  as  follows : 

The  Finance  Committee,  acting  as  a 
sub-committee,  • has  received  full  state- 
ments in  writing  in  regard  to  the  re- 
sources and  experience  of  all  bidders, 
Whose  prices  were  sufficiently  low  to 
warrant 'consideration,  and  said  bidders 
have  been  examined  orally  with  great 
care,  .in  regard  to  cash  capital,  pro- 
posed methods  of  work,  experience,  and 
all  othef-  matters  required  to  form  a 
proper  judgment  in  making  awards  for 
the  best  interests  of  the  District.  These 
examinations  have  been  conducted  with 
the  assistance  of  the  Chief  Engineer, 
Superintendent  of  Construction  and  At- 
torney. 

The  experience  of  the  Board  in  regard 
to  several  of  the  contract  sections,  lying 
between  Summit  and  Lockport,  has 


cieaBy  demonstrated  .that  it  is  not  always 
wise  to  let  to  the  lowest  bidder,  even 
when  said  lowest  bidder  may  be  able  to 
give  the  required  bond.  The  Board 
must  exercise  a wise  discretion  and  select 
6uch  bidders  as  in  its  opinion  will  prose- 
cute the  work  diligently  to  completion 
within  the  limit  of  time  set  forth  in  the 
contract. 

The  Committee  also  concludes  that 
there  is  a substantial  advantage  in  work- 
ing the  sections  in  groups  of  two,  and 
that  the  bids  submitted  are  such  that 
awards  can  be  made  on  this  basis. 

The  Committee  concludes  further  that 
there  will  be  a substantial  advantage  in 
executing  said  work  in  the  dry  rather 
than  by  dredging  and  has  given  this  due 
weight  in  the  consideration  of  bids. 

Considering  all  the  circumstances,  the 
Committee  concluded  to  recommend  the 
award  of  bids  as  follows: 

Sections  G and  H to  Gahan  & Byrne; 

Sections  I and  K to  Christie  & Lowe; 

Sections  L and  M to  the  Heidenreich 
Company; 

The  same  being  the  lowest  bidders  ex- 
cept on  Section  G. 

After  the  conclusion  had  been  reached 
to  let  Section  Gto  Gahan  & Byrne,  other 
parties  whose  bids  on  this  section  were 
lower,  filed  additional* statements  and  re- 
quested a further  hearing  in  regard  to 
this  section  which  was  granted.  After  a 
very  full  jeview  of  the  new  matter  sub- 
mitted, the  Committee  has  found  no 
sufficient  reason  to  change  its  conclusion. 

In  order  that  the  District  may  have 
the  advantage  of  the  lowest  bid  on  Sec- 
tion G,  Gahan  & Byrne  express  a willing- 
ness to  accept  said  section  at  the  price  of 
the  lowest  bid. 

The  Committee  therefore  recommends 
that  the  several  sections  be  awarded  as 
follows: 

Per  yd. 

Section  G— Gahan  & Byrne $0.28 

Section  H— Gahan  & Byrne 29 

Section  I — Christie  & Lowe 25 

Section  K— Christie  & Lowe 25 

Section  L— Heidenreich  Co 197 

Section  M— Heidenreich  Co 217 

This  award  to  be  subject  to  certain 
minor  changes  in  the  wording  of  several 
clauses  of  the  contract.  Said  changes 
being  in  the  nature  of  clearer  of  defin- 
ation  on  points  liable  to  misconstruction. 
A copy  of  the  contract  with  said  changes 
is  submitted  herewith  as  a part  of  this 
report. 
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The  Committee  recommend  further 
that  all  checks  of  unsuccessful  bidders 
upon  these  sections  be  returned . 

The  bidders  to  whom  awards  are  made 
should  be  notified  to  appear  and  qualify 
at  once,  subject  to  the  approval  of  the 
Board,  and  meantime  the  Finance  Com- 
mittee should  be  instructed  to  take  under 
advisement  the  sufficiency  of  any  bonds 
that  may  be  presented. 

Very  respectfully  submitted, 

(Signed)  L.  E.  Cooley, 

Chaimian. 


B.  A.  Eckhart, 

John  J.  Altpeter, 
Wm.  Boldenweck, 
Tho-mas  Kelly, 

Joint  Committee  on  Engineerinq  and  Fi- 
nance.” 

(Enclosing  form  of  amended  contract.) 
adjournment. 

On  motion  of  Mr.  Eckhart,  seconded 
by  Mr.  Boldenweck,  the  Board  then  ad- 
journed. 

Thos.  F.  Judge, 

Clerk, 
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PROCEEDINGS 

—OF  THE— 

Board  of  Trustees, 

—OF  THE — 

Sanitary  District  of  Chicago, 


DECEMBER  27.  1893. 


OFFICIAL  RECORD. 

( Published  by  authority  of  the  Board  of  Trustees 
of  the  Sanitary  District  of  Chicago.) 


REGULAR  MEETING, 

The  two  hundred  and  second  regular 
meeting  of  the  Board  of  Trustees  of  the 
Sanitary  District  of  Chicago  was  held  in 
their  rooms,  Rialto  Building,  Wednesday, 
December  27,  1893,  at  2 o’clock  P.  M. 

President  Wenter  called  the  Board  to 
order. 

On  roll-call  Messrs.  Altpeter,  Bolden- 
weck,  Cooley,  Eckhart,  Gilmore,  Kelly, 
Russell  and  Wenter— eight  (8)  members, 
were  present. 

MINUTES. 

The  minutes  of  the  regular  meetings 
held  Deceriiber  13  and  20,  1893.  and  of 
the  adjourned  meeting  held  December 


15,  1893,  were  approved  as  printed,  on 
motion  of  Mr.  Kelly,  seconded  by  Mr. 
BoldenwSck. 

VOUCHERS. 

The  Clerk  presented  the  following" 
vouchers: 

ENGINEERING  DEPARTMENT. 

Construction  Account— 


McArthur  Bros.  (Sec.  2, 

Dec.  16,  ’93).. . F $3,816  93 

McArthur  Bros.  (See.4, 

Dec.  16,  ’93) 4,6t}6  72 

Agnefa  & Co.  (Sec.  6, 

Dec.' 16,  ’93)... . 2,362  50 

E.  D.  Smith &Co.  (Sec. 

10,  Dec.  16,  ’93)  . ....  669  37 

Heldmaier  & N eu,  ( Sec. 

B,  Dec.  16,  ’93) 283  60 

John  Lehman,  (Sec.  1, 
special  work,  River 
Diversion,  Dec.  16, 

’93) 1,499  82 
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£.  D.  Smith  & Co.  (Sec. 

10,  making  levee 
water  tight,  Dec.  9, 

’93) 6.243  16 

McArthur  Bros.  Co. 

(Sec.  E.,  work  in 
vicinity  of  spillway, 

Dec.  1,  ’93) 1,646  78 

$ 21,188  78 

ENGINEERING  DEPARTMENT, 

Streeter  & Kenefick, 

(test  pits) . . ; $1,350  26 

S.  D.  Childs  &Co.  (sta- 
tionery)   15  36 

Keen  & DeLang,  (sta- 
tionery)   10  15 

W.  A.  Olmsted, 

(ipountinq  maps) 3 41 

Trevor  Spring  Water 

Co.  (ice)... 18  00 

Waukesha  Hygeia  Min- 
eral  Springs  Co. 

(water) 7 50 

Dan  H.  Hurley,  (coal)  34  7 6 

J.  M.  'Abbitt,  (coal, 

etc. ) — j . 7 21 

Mrs.  A.  M.  Munson, 

(rent,  Mt.  Forest)...  20  00 

E.  S.  Morton,  (rent, 

Lemont).. 18  00 

O,  W.  Moon,  (rent, 

Lockport) 20  00 

D.  C.  Dunlap,  (horse 

and  buggy) 45  00 

Robt.  H.  Cowdrey,  (ex- 
panse)  15  03 

$.,1/564  70 

LAW  DEPARTMENT. 

Orrin  N.  Carter,  (ex- 
pense, experts) $ 125  00 

GENERAL  ACCOUNT. 

J.  C.  Mickson,  (engrav- 
ing resolutions  on 
Mayor  Harrison’s 

death) $ 45  00 

Thos.  F.  Judge,  (pay- 
roll and  sundry  ex- 
pense)  18  83 

Geo.  P.  Drown*  (second 
payment,  account 
writing  history  of 

District) 300  00 

$ 361  83 

POLICE  DEPARTMENT 

Harris  W.  Kettering, 

(horseshoeing) $ 8 00 

Grand  total $ 23,248  31 


Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
weck,  moved  that  the  vouchers,  as  read 
and  shown  above,  be  approved  and 
ordered  paid. 


Eckhart,  Gilmore,  Kelly,  Russell  and 
Wenter— eight  (8).  Nays— None. 

Upon  which  result  the  President  de- 
clared, the  motion  carried,  and  the  vouch- 
ers. as  read  and  shown  above,  approved 
and  ordered  paid. 

REQUISITIONS. 

The  Clerk  presented,  the  following 
requisitions: 

No.  470,  Law  Department,  (postage 

stamps) $10  00 

No.  1U54,  Clerical  Department, 
(stationery) 36  90 


Total $46  90 


Mr.  Boldenweck,  seconded  by  Mr.  Rus- 
sell, moved  that  Requisitions  No.  470,  for 
the  Law  Department,  and  No.  1054,  for 
the  Clerical  Department,  as  read  and 
shown  above,  be  allowed. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Boldenweck,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Russell  and 
Wenter— eight  (8).  Nays — None. 

Upon  which  result  the  President  ^* 
dared  the  motion  carried,  an^  Requi- 
sitions No.  470,  for  the  Law  Department, 
and  No.  1054,  for  the  Clerical  Depart- 
ment, as  read  and  shown  above,  allowed. 

WEEKLY  REPORT  ON  EMPLOYES. 

The  Clerk  presented  a report,  in  ac- 
cordance with  the  rules,  snowing  the 
number  of  persons  in  the  employ  of  the 
District,  for  the  week  ending  December 
23,  1893. 

The  same  was  read,  and,  by  unanimous 
consent,  was  ordered  printed  and  placed 
on  file. 

The  following  is 

THE  REPORT: 

“Chicago,  Dec.  27,  1893. 

Jo  the  Honorable  the  Board  of  Trustees 

o]  the  Sanitary  District  of  Chicago: 

Gentlemen — I beg  leave  to  report  here- 
with the  number  of  employes  in  each 
department  for  the  week  ending  Decem- 
ber 23,  1893,  as  the  same  have  been  re- 
ported to  me  : 


Engineering  Department (No  report) 

Clerical  Department 4 

Treasury  Department 1 

Law  Department 8 

Police  Department 36 


On  roll-call  the  vote  stood:  Yeas— 

Messrs.  Altpeter,-  Boldenweck,  Cooley, 


49 


Total  employes 
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Up  to  this  writing,  no  report  has  been 
received  from  the  Engineering  Depart- 
ment as  to  the  force  employed  therein. 

Respectfully  submitted, 

(Signed)  Thos.  F.  Judge, 

Clerk .” 

DEPOSIT  MADE  FOR  PLANS  ON  SEC- 
TIONS G TO  M. 

The  Clerk  presented  a report  from  the 
Acting  Chief  Engineer,  accompanied  by 
a communication,  enclosing  a list  of 
contractors  who  had  deposited  for,  taken 
out  and  retained  plans  of  the  work  on 
Sections  G to  M of  the  Main  Channel, 
between  Summit  and  Corwith,  together 
with  check  for  the  amounts  deposited 
for  same;  and  the  report  was  read. 

Mr.,  Boldenweck,  seconded  by-  Mr. 
Eckhart,  moved  that  the  report  and  com- 
munication with  enclosure  be  ordered 
printed  and  placed  on  file,  and  the  Clerk 
directed  to  deposit ' the  accompanying 
check  ($83.35)  with  the  Treasurer,  to  the 
credit  of  the  District. 

The  motion  prevailed  unanimously,  the 
report  and  communication  with  enclos- 
ure were  ordered  printed  and  placed  on 
file,  and  the  Clerk  directed  to  deposit 
the  accompanying  check  ($83.85)  with 
the  Treasurer  to  the  credit  of  the  District. 

The  following  is 

THE  REPORT  WITH  ENCLOSURES  : 

“Chicago,  December  26,  1893. 

To  the  Honorable  the  Board  of  Trustees 
. of  the  Sanitary  District  of  Chicago: 

Gentlemen  — Herewith  please  find 
statement  of  plans  sold  to  contractors  in 
connection  to  letting  contracts  east  of 
Summit,  bids  for  which  were  opened  No- 
vember 29,  1893:  also  Mr.  Cowdrey’s 
check  for  the  amount  of  the  statement. 

Very  respectfully, 

Signed)  Thos.  T.  Joelnston, 

Acting  Chief  Engineer 

(Three  (3)  enclosures.) 


(Enclosufe,) 

“Chicago,  Dec.  22,  1893. 

Thomas  T.  Johnston,  Esq.,  Acting  Chief 
Engineer. 

Dear  Sir — Enclosed  please  find  my 
check  for1  $83.35  to  cover  amount  paid  by 
contractors  for  maps  and  plans  of  work 


between  Summit  and  Corwith,  as  per 
statement  attached  hereto. 

Respectfully, 

(Signed)  R.  H.  Cowdrey, 

Record  Clerk.” 

“Chicago,  December  22, 1893. 
Statement  of  payments  made  to  me  by 
contractors  for  maps  and  plans  of  work 
between  Summit  and  Corwith  on  the  Main 
Channel  of  the  Drainage  Canal: 


C.  Brodhead $ 2 00 

Kilpatrick  Bros.  & Colvin 1 50 

S.  R.  H.  Robinson 2 

Dawson,  Symmes  <£  Co. 2 

Linden  Bates 2 

McIntosh  Bros 2 

F.  O.  Brown 2 

Christie  & Lowe 2 

Wm.  Garland 2 

Powell  &Mitcheil 1 

J.  W.  King  & Co 2 

W.  H.  Earle 2 

Gooch,  Rinehart  & Co 2 

Breen  & Feeiy 2 

E.  Y.  Johnson 8 

F.  C.  McDonald 2 

McKeown,  Stowell  & Co 2 

F.  W.  Jones 2 

J.  W.  Smith ...  2 

F.  Giveners 2 

Chicago  Dredging  & Dock  Co 2 

McCormick  & Moran 2 

St.  Clair  Construction  Co 2 

S.  A.  Harrison  & Co 2 

J.  Bentler 2 

W.  A.  McGillis 2 00 

J.  Wain wright 2 00 

Hayes  Brothers 2 00 

Warren  & Malloy 2 00 

F.  K.  Hoover 2 00 

Cajgrain  & McDonald v 2 00 

W.  L Btebbings 2 00 

John  Pike 2 00 

Alexander.  Hill  & Enricht 2 00 

Kissick  & Muir. 2 00 

A.  J...McBean. 2 00 

B.  Flemming 2 00 

Winston  Bros 2 00 

Ryan  & McDonald 2 00 

J.  Gallagher... 2 00 

M.  Dawson 76 

1 Polygraph 2 00 

Total  received $88  35 


(Signed)  Robert  H.  Cowdrey, 
Record  Clerk,.” 
(Enclosing  check  $83.35.) 
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REPORT  ON  DELINQUENT  CONTRACTORS 

ON  SECTION  1 AND  SECTIONS  5 TO  9. 

The  Clerk  presented  a report  from  the 
Acting  Chief  Engineer,  accompanied  by 
two  tables,  with  reference  to  the  condi- 
tion of  work  on  Section  1 and  Sections  5 
to  9 inclusive,  which  were  delinquent 
and  subject  to  forfeiture;  and  the  report 
was  read. 

Mr.  Boldenweck,  seconded  by  Mr. 
Cooley,  moved  that  the  report  with 
accompanying  tables,  be  adopted,  or- 
dered printed  and  placed  on  file. 

The  motion  prevailed  unanimously , and 
it  was  so  ordered. 

The  following  is 

THE  REPORT,  WITH  ACCOMPANYING 
TABLES: 

“Chicago,  Dec.  27,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago: 

Gentlemen  — The  contracts  under 
which  the  work  in  Sections  1.  5,  6,  7,  8 
and  9 of  the  Main  Channel  is  being  done 
provide,  in  the  clause  entitled  ‘Respon- 
sibility of  Contractors,’  third  and  fourth 
paragraphs,  as  follows;  ‘It  being  dis- 
tinctly understood  and  agreed  that  the 
sub-letting  of  the  work  covered  by  this 
contract,  or  any  part  thereof,  shall  work 
a forfeiture  of  the  contract  at  the  option 
of  the  Sanitary  District.’  And  ‘in  case 
the  contractor  fails  to  comply  with  the 
provisions  of  this  contract,  as  to  progress 
and  character  of  work,  he  shall  be  duly 
notified  in  writing,  and  thirty  days  after 
the  giving  of  said  notice,  the  party  of 
the  first  part  may  declare  this  contract 
forfeited,  if  there  is  substantial  failure  to 
comply  with  its  provisions.’ 

Your  attention  is  respectfully  directed 
specifically  to  the  condition  of  the  work 
in  these  sections,  the  nature  of  which 
has  been  stated  in  general  terms  in  the 
report  of  the  Superintendent  of  Construc- 
tion, transmitted  on  the  20th  inst.,  and 
also  in  accordance  with  information  re- 
ceived by  the  Engineering  Department 
from  time  to  time. 

section  1 . 

There  has  been  substantial  failure  to 
meet  the  requirements  as  to  progress,  as 
indicated  by  the  reports  of  Superintend- 
ent and  Assistant  Superintendent  of 
Construction  from  time  to  time,  as  indi- 
cated bv  the  accompanying  table  marked 
‘Table  I.’  The  contractor  has  not  yet 
made  the  progress  required  in  two 
months,  and  his  recent  rate  of  progress 


indicates  that  he  has  substantially’ 
though  perhaps  not  technically,  aban. 
doned  the  work. 

sections  5,  6,  7,  8,  and  9. 

Progress— There  has  been  substantial 
failure  to  meet  the  requirements  as  to 
progress  in  all  of  these  sections,  cul- 
minating during-  the  present  month  in  a 
state  of  affairs  which  hold  out  no  prom- 
ise that  the  intention  and  meaning  of 
the  contract  is  being  complied  with,  the 
latter  assertion  being  proved  by  the 
showing  of  Table  II.  accompanying,  and 
the  report  of  the  Superintendent  of  Con- 
struction December  20th,  which  set  forth 
the  quantity  of  effective  plant  in  use. 

In  Sections  6 and  7,  in  virtue  of  an 
agreement  dated  July  5th,  1893,  provis- 
ion  was  made  for  the  execution  of  cer- 
tain additional  river  diversion  work  of 
a purely  collateral  nature.  Aided  by 
favorable  weather  and  conditions  for 
progress  a considerable  amount  of  work 
was  accomplished . during  the  short 
period  of  three  months.  The  rate  of 
progress  previous  and  subsequent  to  this 
short  period  on  the  other  parts  of  the 
work,  together  with  the  failure  of  the 
contractors  to  provide  in  the  meantime 
for  a proper  progress  on  other  parts  of 
the  work,  proves  that  the  progress  dur- 
ing the  three  months  in  question  was  of 
an  accidental  nature  and  in  no  sense  in- 
dicative of  a bona  fide  rate  of  progress 
within  the  intent  and  meaning  of  the 
contract.  This  accidential  river  diver- 
sion work  was  practically  completed  in 
November,  and  December  finds  the  sec- 
tions substantially  unprovided  with  the 
means  of  making  progress  materially  in 
excess  of  that  made  prior  to  undertak- 
ing the  river.diversion  work. 

The  contracts  make  no  allowance  as 
to  progress  required  covering  the  contin- 
gencies of  unfavorable  weather  or 
conditions.  The  four  months  ending  in 
the  latter  part  of  November  were  favor- 
able for  work  in  a degree  far  in  excess 
of  what  may  reasonably  be  expected  dur- 
ing the  period  through  which  the  con- 
tracts run.  It  might  'reasonably  have 
been  expected  that  a rate  of  progress 
proportionately  in  excess  of  requirements 
would  have  been  made  in  order  that  the 
intent  and  meaning  of  the  contract 
should  be  substantially  complied  with. 

The  accompanying  Table  I.  exhibits  the 
rate  of  progress  made  during  the  period 
of  the  contract  and  also  during  the  three 
months  to  December  1st.  The  tables' 
also  exhibit  the  rate  of  progress  made  on 
other  sections  of  the  Main  Channel 
[ in  which  the  requirements  Of  the  con- 
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tracts  are  being  substantially  met.  It 
appears  from  the  report  of 'the  Superin- 
tendent of  Construction,  December  20, 
1893,  that  the  present  rate  of  progress  is 
substantially  but  one  half  of  that  cur- 
rently required,  to  say  nothing  of  the 
additional  amount  necessary  to  recover 
the  lost  ground. 

Plant— Table  II  accompanying,  con- 
tains an  exhibit  of  the  plant  on  Sections 
7,  8 and  9,  which  are  substantially  rock 
sections.  It  also  contains  an  exhibit  of 
the  plant  on  Sections  11,  12  and  13;  also 
on  Section  10.  These  latter  sections  es- 
sentially meet  the  requirements  as  to 
progress.  It  appears  that  there  is  on 
Sections  7,  8 and  9 but  one- third  the 
proper  plant. 

A statement  is  also  made  on  the  face 
of  the  table,  indicating  essentially  the 
capacity  of  the  several  plants,  as  indi- 
cated .by  the  recent  progress  of  work. 

Sub-lettmg — It  appears  from  the  report 
of  the  Superintendent  of  Construction 
that  all  of  the  sections,  with  the  excep- 
tion of  about  1,400  feet  on  Section  7, 
have  virtually  passed  into  the  hands  of 
third  parties.  It  appears  from  the  report 
cited  that  a stipulated  price  much  below 
that  of  the  principal  contract  is  being 
paid,  thereby  involving  two  profit*  in 
place  of  one,  and  that  the  management 
for.  practical  operations  is  out  of  the 
hands  of  the  principals.  The  contract- 
ors are  substantially  overriding  the  pro- 
visions of  the  contract  in  this  respect 

Character  of  Work — The  character  of 
the  work  in  these  sections  as  a whole,  is, 
and  has  been  bad. 

(а)  River  Diversion— The  River  Diver- 
sion work  has  been  accomplished  only 
after  much  contention,  indicating  the  in- 
tention of  the  contractor  to  avoid,  if  pos- 
sible,a proper  execution  of  the  woyk.  ,1'he 
material  excavated  has  been  deposited 
in  an  unworkmanlike  manner,  so  as  not 
to  properly  meet  the  spirit  and  intent  of 
the  contract  in  forming  an  embankment 
and  levee. 

(б)  Section  6— The  work  on  the  Main 
Channel  has  not  been,  conducted  m a 
manner  indicating  a properly  developed 
plan  for  the  execution  of  the  whole  work 
and  consistent  with  the  required  rate  of 
progress.  The  work  in  this  section  seems 
to  still  be  essentially  of  an  experimental 
nature  without  any  reasonable  promise 
of  a successful  result  as  to  either  progress 
or  profit.  Furthermore,  the  conduct  of 
the  work  has  the  appearance  of  intending 
the  removal  of  that  part  of  the  material 
easily  accessible  and  yielding  a large 


profit,  with  the  hope  that  the  contract 
may  terminate  before  the  less  accessible 
and  less  profitable  work  be  required. 

(c)  Section  6 — The  same  conditions  ex- 
ist in  this  section  as  in  Section  5,  except 
that  the  conditions  appear  to  be  a degree 
worse,  or  rather  more  pronounced. 

( d ) Section  7 — The  Main  Channel 
work  in  this  section  is  principally  rock. 
The  character  of  the  work  is  reflected  by 
the  arrangement  of  rock  excavation  re- 
cently adopted,  called'  the  High  Power 
Derrick,  it  appears  that  when  the  ca- 
pacity of  the  machine,  as  now  designed, 
has  been  exhausted,  therd  will  remain  a 
large  proportion  of  rock  in  the  bottom  of 
the  channel  not  excavated.  The  fact  is, 
the  machine  is  still  in  an  experimental 
state,  as  is  evidenced  by  the  breakages  of 
parts,  by  additions  to  its  construction 
claimed  to  be  needed  and  by  a deficiency 
of  power  as  stated  by  the  Assistant  En- 
gineer in  charge. 

(e)  Section  8 — The  Main  Channel 
work  in  this  section,  which  is  essentially 
rock  work,  can  hardly  be  said  to  have 
developed  any  character.  It  has  suffered 
from  legal  complications  arising  from 
the  relations  between  the  principal  con- 
tractor and  his  so-called  agent. 

(f)  Section  9 — This  is  a,  rock  section, 
and  the  character  of  the  work  is  similar 
to  that  in  Section  7. 

(g)  Promises  — The  contractor  has 
from  time  to  time  promised  and  assured 
the  Committee?  of  the  Board  and  the  En- 
gineering Department  that  certain  steps 
looking  to  better  progress  would  be 
taken,  but  these  promises  have,  in  the 
main,  not  been  fulfilled. 

(h)  Payment  of  Labor— Many  of  the 
obligations  to  labor  have  not  been  met 
with  cash  payments,  with  the  result  of 
many  complaints  to  the  officers  of  the 
District. 

Conclusion. — The  principal  cause  for 
action  or  complaint  with  reference  to 
these  contracts  lies  in  the  failure  to  sub- 
stantially comply  with  the  provisions  as 
to  progress.  That  proper  progress  has. 
not  been  made  is  a plain  fact,  and  in  my. 
opinion  the  character  of  the  work  done 
and  the  spirit  shown  by  the  contractors 
does  not  indicate  an  ability  or  intent  to 
meet  the  requirements. 

Respectfully  submitted, 

(Signed)  Thos.  T.  Johnston, 

Acting  Chief  Engineer.” 
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TABLE  I. 


Statement  of  Prowess  in  Sections  l , J,  0,  7,  s,  .9, 10,  'll,  12,  is  and  14  of  Main  Channel 
and  River  Diversion  Based  on  V.ahle  of  Work  Done  or  to  be  Done. 


SECTIONS. 

Total  dollars  of 
work  in  Sec-  i 
tion  includ-  { 
ing  River  Di-  j 
version. 

Dollars  of  work 
required  per 
month  based  j 
on  41  months.  j 

Average  dollars 
of  work  ac-  j 
lualiy  done  j 
per  month  for 
Sept.,  Oct  & 
Nov.,  1893. 

Total  dollars  of 
work  which 
should  have 
been  done  j 

Dec.  1,1893,  or 
for  12  months,  jj 

Total  dollars  of 
work  actually 
done  to  Dec.  ; 
3,  1893,  j! 

1) 



1 

$ 921,735  1 

S 22  481 

S 1,820 

269,772 

! S 27,464 

5 

■ 544.312  | 

13,276 

11.034 

159,312 

56.403 

ft 

539,574  | 

15,599 

13,869 

187,188 

60,804 

7 

759,856  1 

18,777 

23,271 

225,324 

115,306 

8 

961,098  | 

28,441 

18,785 

281,292 

! 136, 350 

9 

813,185  i 

19,834 

14.406 

238.008 

90,439 

10 

i 970,897  1 

23,680 

33,858 

284.160 

1 206,945 

11 

i 815,544 

• 19,891 

31,345 

238.692 

220,523 

12 

! 790,803 

19,288 

28,883 

231,456 

228,365 

18 

762.134 

18,589 

81,195 

223,068 

i 276,138 

14 

815,564 

19,892 

12,111 

238,704 

95,638 

Note— Retaining  Walls  are  included  in  this  table.  Quantities  taken  from  Proceedings 
November  15, 1893,,  and  from  tables  furnished  by  Mr.  Weston. 


TABLE  11. 

Comparison  of  Mainly  Rock  Excavating  Plant  on  Main  Channel  of  Parts  of  Sections 
7,  8 and  9,  with  Plant  on  Main  Channel  of  Parts  of  Sictions  11, 12  and  13,  and  on 
Main  Channel  of  Part  of  Section  10,  Together  with  Recent  Excavations  in  Stiid 
Sections. 


ITEMS  OF  PLANT  EARLY  IN  DECEMBER,  1893. 

: In  Use. 

Not  in  Use. 

Total  Plant. 

Ol 

00 

oo 

Ovf 

o 

0© 

| ■-<  j 

xT  2 

! 05 
] 00 

00 

cT 

o 

Air  Compressors 

1 0 

4 

1 

| 1 

o 

4 

1 

Conveyor  Machines 

i 2 

9 

3 

2 

9 

3 

Channellers 

9 

18 

«8 

9 

18 

8 

Drills 

10 

42 

18 

I 2 

10 

42 

15 

Steam  Hoists 

! 4 

4 

....  10 

4 

10 

4 

Cars 

54 

38  j 

19  104  9 

: 73 

104 

47 

Pumps 7 

1 6 

“is 

’ 3 

3 

6 

18 

6 

Derrick  

i ...j 

0 

1 

0 

AMOUNT  OF  ROCK  EXCAVATION  RECENTLY  DONE. 


Sections  7,  8 and  9. 

Average  yards  per  month  required  by  contract 29,883 

Average  of  September,  October  and  November,  Main  Channel 11,707 

Amount  for  November,  Main  Channel 11,500 

Sections  11,  12  and  13. 

Average  yards  per  month  required  by  contract 25.409 

Average  of  September,  October  and  November,  Main  Channel 38,148 

Amount  for  November,  Main  Channel 27  533 
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Sectiofi  JO. 

Average  yards  per  month  required  by  contract 30,616 

Average  of  September,  October  and  November,  Main  Channel 36,830 

Amount  for  November,  Main  Channel • 37,900 

Argument— It  appears  that  the  plant  in  Sections  11, 12  and  13  has  been  about  suffi- 
cient to  meet  contract  requirements  as  to  quantity  of  rock  excavations,  and  therefore  that 
the  plant  in  Sections  7, 8 and  9 is  inadequate. 

Note  1— Two  more  conveyor  machines  are  in  process  of  construction  in  Sections 
7,  8 and  9. 

Note  2— Effectiveness  of  plant  probably  proportional  to  number. of  drills. 


COMPLETION  OF  CONTRACTS  ON  SECTIONS 
I AND  K. 

Mr.  Eckhart,  Chairman,  presented  a re- 
port from  the  Committee  on  Finance,  re- 
turning signed  contracts  and  bonds  with 
Messrs.  Christie  and  Lowe,  on  Sections  1 
and  K of  the  Main  Channel,  and  rec- 
ommending that  the  same  be  approved, 
the  checks  deposited  with  the  bids  for 
same  be  returned,  and  further  recom- 
mending that  the  President  and  Clerk  bp 
authorized  and  directed  to  execute  the 
said  contracts  on  behalf  of  the  District, 
as  provided  in  the  report;  and  the  report 
was  read. 

Mr.  Eckhart,  seconded  by  Mr.  Kelly, 
moved  that  the  report  be  adopted,  or- 
dered printed  and,  with  enclosures  placed 
on  file,  the  recommendations  made  there? 
in  concurred  in,  and  the  President  and 
Clerk  authorized  and  directed  to  execute 
the  said  contracts  on  behalf  of  the  Dis- 
trict, as  provided  in  the  report. 

On  roll-call  the  vote  stood:  Yeas — 

Messrs.  Altpeter,  Bolden  week,  Cooley, 
Eckhart,  Gilmore,  Kelly.  Russell  and 
Wenter — eight  (8).  Nays1— None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted,  ordered  printed  and  with  en- 
closures placed  on  file,  the  recommenda- 
tions made  therein  concurred  in,  and 
the  President  and  Clerk  authorized  and 
directed  to  execute  the  said  contracts  on 
behalf  of  the  District,  as  provided  in  the 
report. 

The  following  is 

the  report: 

‘ ‘Chicago,  Dec.  27,  1873;' 

To  the  Honorable  the  Book'd  of  Trustees 

of  the  Sanitary  Distnct  of  Chicaqo: 

Gentlemen— The  Committee  on  Fi- 
nance presents  herewith  the  contracts  of 
Christie  & Lowe,  accompanied  by  ap- 
proved bonds,  for  Sections  I and  K of 
the  work  this  side  of  Summit,  111., 


awarded  by  this  Board  December  23, 
1893,  and  recommends  that  the  President 
and  Clerk  be  authorized  and  directed  to 
execute  same  on  the  part  of  the  District, 
and  that  the  Clerk  be  directed  to  return 
the  checks  deposited  by  said  Christie 
Lowe  with  .their  bids. 

Respectfully  submitted, 

(Signed)  B.  A.  Eckhart, 

Chairman . 
W.  H.  Russell, 
Thomas  Kelly, 
Committee  on  Finance 

(Accompanied  by  two  contracts  in 
duplicate.) 

notice  of  forfeiture  of  contracts 

ON  SECTION  1 AND  SECTIONS 
5 TO  9 INCLUSIVE. 

Mr.  Cooley,  Chairman,  presented  a re- 
port from  the  Joint  Committee  on  En- 
gineering and  Finance,  returning  eight 
reports  referred  to  that  Committee  at 
various  meetings,  and  recommending 
the  serving  of  notice  of  forfeiture  of  the 
contracts  on  the  said  sections,  on  Alfred 
Harlev,  contractor  for  Section  1,  and  on 
Agnew  & Company^  contractors  for  Sec- 
tions 5 to  9 inclusive,  as  provided  in  the 
report;  and  the  report  was  read. 

Mr.  Cooley,  seconded  by  Mr.  Altpeter, 
moved  that  the  repoft  be  adopted  as  the 
sense  of  the  Board,  ordered  printed,  arid, 
with  enclosures,  placed  on  file,  and  the 
Clerk  directed  as  provided  in  the  report. 

On  roll-call  the  vote  stood:  Yeas — 

Messrs.  Altpeter,  Bolden  week,  Cooley. 
Eckhart,  Gilmore,  Kelly,  Russell  and 
Wenter — eight  (8>.  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  the  report 
adopted  as  the  sense  of  the  Board,  or- 
dered printed,  and.  with  enclosures, 
placed  on  file,  and  the  Clerk  directed  as 
provided  in  the  report. 
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The  following  Is 

tee  report: 

“Chicago,  Dec.  27,  1893. 

To  the  Honorable  the  Board  of  Trustees 

of  the  Sanitary  District  of  Chicago  : 

Gentlemen — The  Joint  Committee  on 
Engineering  and  Finance  has  considered 
the  progress  report  of  the  Superintend- 
ent of  Construction,  presented  to  the 
Board  on  the  20th  ;nst.,  and  referred  to 
this  Committee,  and  also  the  accompany- 
ing letter  of  the  Chief  Engineer,  and  re- 
port as  follows: 

The  Committtee  has  been  advised  from 
week  to  week  of  the  progress  of  the 
work  over  the  twenty  miles,  from  the 
range  line  near  Summit,  to  Lockport,  by 
verbal  reports  from  the  Chief  Engineer 
and  the  Superintendent  of  Construction, 
and  has  had  under  consideration  several 
reports  and  communications  bearing 
upon  progress  and  the  conduct  of  the 
work. 

The  Committee  has  from  time  to  time 
made  such  recommendations  and  sub- 
mitted for  your  approval  such  orders  as 
seemed  expedient  to  insure  progress  and 
enforce  a compliance  with  the  contracts. 

It  has  for  some  time  seemed  evident 
that  certain  of  the  contracts  must  be 
placed  in  new  hands,  if  regard  Was  to  be 
had  to  the  completion  of  the  work  with- 
in any  reasonable  period,  as  required  by 
the  contracts,  and  that  certain  other  con- 
tracts would  require  strict  supervision 
and  perhaps  a summary  course.  The 
Committee  has  hesitated  to  recommend  a 
resort  to  extreme  measures,  until  the 
difficulties  and  range  of  the  work  were 
fully  developed  and  the  fullest  opportu- 
nity afforded  to  meet  every  requirement. 

The  past  season  has  been  more  than 
ordinarily  favorable  in  respect  to  weather 
and  freedom  from  floods,  and  labor  has 
been  plentiful.  On  January  1st  it  will 
be  nearly  eighteen  months  since  the  con- 
tracts were  signed  for  the  work  below 
Willow  Springs,  and  sixteen  months 
from  the  date  upon  which  the  con- 
tractors were  notified  to  begin  work,  and 
thirteen  of  the  rated  months  upon  which 
progress  is  based  out  of  a total  of  forty- 
one,  months,  or  nearly  one^third  will 
have  past.  If,  during  this  time,  and 
under  the  conditions  which  have  pre- 
vailed, any  contractor  has  failed  ,to  make 
the  stipulated  progress  and  plkce  his 
work  in  condition  to  insure  its  future 
continuance,  there  is  too  little  likelihood 
or  opportunity  for  future  correction  to 
warrant  further,  consideration. 


Works  well  under  way  in  both  rock 
and  earth  sections  demonstrate  beyond 
question  that  it  is  practicable  to  qiake 
the  progress  called  for,  and  the  plant, 
capital,  energy  and  skill  employed  in- 
sure that  these  sections  will  be  diligently 
prosecuted  to  completion.  On  others  of 
the  contracts  all  these  elements  appear  to 
be  lacking.  The  sections  aro  practically 
in  the  hands  of  third  parties  directly  con- 
trary to  the  spirit  of  the  contracts  and  re- 
gardless of  the  oft-expressed  wish  of  the 
Board,  and  this  has  led  to  endless  diffi- 
culties in  prosecuting  the  work  and  to 
scandal  in  the  employment  of  labor.  The 
work  has  been  prosecuted  in  a dilatory 
manner  and  without  proper  effort  to 
make  the  required  progress,  although 
fchis  Committee  and  the  officers  of  the 
Board  have  called  attention  to  the  mat- 
ter, advised  the  course  to  be  taken  and 
mandatory  orders  have'  been  issued 
against  certain  portions  of  the  work. 
The  plant  provided  for  the  work  has 
been  totally  inadequate  to  insure  progress 
and  is  insufficient  both  in  character  and 
amount  to  give  any  hope  of  meeting  the 
required  progress  in  the  future.  The 
character  of  the  work  performed,  the 
skill  displayed  therein  and  the  manner 
of  managing  and  carrying  on  the  same, 
are  not  such  as  should  be  tolerated  and 
the  efforts  to  correct  the  same  do  not 
seem  to  be  received  in  a proper  spirit. 

For  all  the  several  reasons  enumerated, 
your  Committee  believes  that  this  Board 
cannot  longer  defer  action  without  grave 
dereliction  of  duty,  and  we  therefore 
recommend  that  the  contractor  for  Sec- 
tions five  (5),  six  (6),  seven  (7),  eight  (8) 
and  nine  (9)  be  served  with  notice  of  the 
intention  to  forfeit  ail  of  said  sections. 

The  lack  of  progress  on  Section  one  (1), 
and  the  equipment  there  provided  and 
the  absence  of  any  diligence  in  prosecut- 
ing this  work  also  makes  it  necessary  to 
follow  a similar  course  and  your  C6m- 
mittee  recommends  that  notice  of  for- 
feiture be  also  given  to  Alfred  Harlev  for 
that  section. 

The  Chief  Engineer  should  review  the 
specifications  for  such  changes  as  experi- 
ence may  show  to  be  desirable  with  a 
yiew  of  re-advertising  the  several  sec- 
tions subject  to  forfeiture. 

In  regard  to  other  sections  which  are 
behind  the  stipulated  progress  or  in 
which  there  is  a failure  to  comply  with 
the  contract  in  any  particular,  your 
Committee  would  observe  that  it  is  the 
duty  of  the  Chief  Engineer  to  use  every 
endeavor  to  secure  a full  performance  of 
the  terms  of  the  contracts  as  soon  as 
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possible  and  that  if  he  is  unable  to  secure 
full  compliance  with  his  orders,  or  there 
are  any  requirements  that  should  be 
modified,  the  Board  should  be  advised 
thereof  as  soon  as  practicable,  so  that 
the  proper  course  may  be  taken* 

A form  of  notice  to  be  served  upon 
Agnew  & Company  for  each  of  their 
contract  sections  and  upon  Alfred  Harlev 
for  Section  one  (1)  is  submitted  herewith. 
It  has  been  “prepared  by  the  Attorney 
and  we  recommend  that  the  Clerk  be 
directed  to  serve  same,  with  blanks  prop- 
erly filled^  upon  Agnew  & Company  for 
each  of  contract  Sections  five  (5),  six  (6),‘ 
Seven  (7),  eight  (8)  and  nine  (9),  and  upon 
Alfred  Harlev  for  contract  Section  one 
(1).  The  form  of  notice  is  as  follow's: 

To 

You  are  hereby  notified  that  there  has 
been  a substantial  failure  on  your  part 
to  comply  with  the  requirements  of  your 
contract  with  the  Sanitary  District  of 

Chicago  for  contract  Section. 

bearing  date  the day  of  July, 

1892,  both  as  to  the  progress  and  char- 
acter of  the  work  done  under  said  con- 
tract, and  also  in  not  keeping  the  said 
work  under  your  control,  and  that  this 
notice  is  served  upon  you  under  the  pro- 
visions of  said  contract  for  the  purpose 
of  laying  the  foundation  for  the  forfeit- 
ure of  said  contract; 

The  report  of  the  Superintendent  of 
Construction  and  the  accompanying  let- 
ter o£  the  Acting  Chief  Engineer  are 
returned  herewith  for  filing. 

There  are  also  returned  for  filing  the 
following  documents: 

Report  of  Chief  Engineer  of  July  19th 
(p.  1337)  calling  attention  to  progress  on 
Sections  5,  6,  7,  8 and  9; 

Report  of  Chief  Engineer  and  Super- 
intendent of  Construction  of  July  26th 
(p.  1349)  on  all  the  contracts; 

Reports  of  notices  by  Chief  Engineer  to 
contractors  for  Sections  1 and  A in  re- 
gard to  progress,  August  4th  (p.  1381); 

Report  of  Chief  Engineer  on  failure  to 
place  hydraulic  dredge  on  Sections  5 and 
6,  August  9th  (page  1389); 

Report  on  progress  on  all  contracts,  by 
Chief  Engineer  and  Superintendent  of 
Construction,  August  23rd,  (page  1410); 

Certificate  of  Chief  Engineer  that  Sec- 
tions 5,  6,  7 and  9 are  unnecessarily  and 
unreasonably  delayed,  September  6th 
(page  1437). 


| 1893. 

In  regard  to  the  several  matters  in 
these  reports  ’and  documents  (among 
which  should  be  included  the  report  of 
the  Chief  Engineer,  page  1359),  the  Com- 
mittee submitted  a progress  refport  on 
September  27th  (pagS  1484)/ 

Respectfully  submitted, 

(Signed)  L.  E.  Cooley, 

Chairman . 

B.  A.  Eckhart, 
Thomas  Kelly, 

John  J.  Altpeter, 

W.  H.  Russell, 

Wm.  Boldenweck, 

Joint  Committee  on  Engineering  and.  Fi- 
nance.” 

(Eight  enclosures.) 

POSTPONEMENT  OF  CONGRESSIONAL  IN- 
SPECTION TRIP. 

Mr.  Boldenweck,  Chairman,  made  a 
verbal  report  from  the  Committee  oh 
Federal  Relations,  stating  that  the  Com- 
mittee had  directed  the  postponement  of 
the  trip  fot  the  inspection  of  the  Main 
Channel  by  the  members  T>f  Congress 
from  Illinois,  which  had  been  set  for 
Thursday,  December  28,  1863,  owing  to 
inability  to  secure  a full  attendance  of 
the  delegation  at  that  time. 

INQUIRY  INTO  ALLEGED  IMPORTATION  OF 
LABOR. 

Mr.  Kelly,  seconded  by  Mr.  Altpeter, 
moved  that  in  view  of  statements  in  the 
press  in  relation  to  the  matter,  that  the 
Clerk  be  directed  to  correspond  with  the 
various  contractors  on  the  Main  Chan- 
nel, and  inquire  if  any  of  the  said  con- 
tractors have  at  any  time  authorized  or 
given  orders  to  any  labor  agency  in  Chi- 
cago, with  reference  to  the  importation 
or  furnishing  of  any  men  from  outside 
of  Chicago  for  employment  on  the  works 
of  the  District  or  on  the  sections  under 
their  control,  and  that  the  clerk  report 
back  the  result  of  the-  inquiry  to  the 
Board. 

The  motion  prevailed  unanimously, 
and  the  Clerk  was  so  directed. 

COMMITTEE  ON  FINANCE  TO  DISPOSE  OF 
BUILDINGS  ON  MANCHESTER  SUB- 
DIVISION. 

Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
.weck,  moved  that  the  Committee  on 
Finance  be  instructed  and  empowered  to 
dispose  of  all  buildings,  etc.,  on  the 
Manchester  Subdivision  on  the  right  of 
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way  of  the  District,  and  report  its  action 
to  the  Board. 

On  roll-call  the  vote  stood:  Yeas— 
Messrs.  Altpeter,  Bolden  week,  Cooley, 
Eckhart,  Gilmore,  Kelly,  Russell  and 
Wenter— eight  (8).  Nays — None. 

Upon  which  result  the  President  de- 
clared the  motion  carried,  and  the  Com- 
mittee on  Finance  instructed  and  era- 
powed  to  dispose  of  all  buildings,  etc. 
on  the  Manchester  Subdivision  on  the 
right  of  way  of  the  District,  and  report 
its  action  to  the  Board. 

COMMUNICATION. 

The  Clerk  presented  a communication 
from  The  McMahon  & Montgomery  Com- 


nm, 

pany,  with  reference  .to  the  awarding  to- 
them  of  the  contract  for  the  work  on 
Section  G of  the  Main  Channel,  under 
their  bid  of  November  29,  1893. 

Mr.  Eckhart,  seconded  by  Mr.  Bolden- 
week,  moved  that  the  communication  be 
ordered  placed  on  file  without  reading. 

The  motion  prevailed  unanimously, 
and  it  was  so  ordered. 

ADJOURNMENT. 

On  motion  of  Mr.  Boldenweck,  sec- 
onded by  Mr.  Eckhart,  the  Board  then 
adjourned. 

Thos.  F.  Judge, 

Clerks 
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